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The  Board  ol  Contract  Adjustment  and  its  Bucceeeor.  the  Appeal  Section.  War 
Department  Claims  Board,  has  now  completed  its  work,  having  considered  during 
the  period  November  6,  1918,  to  June  30,  1921,  3.071  cases.  This  volume  will  there- 
fore be  the  last  publication  iesued  by  the  Board. 
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NOVUCBER  1, 1920. 
Case  Ho.  575. 
/ft  re  OLUM  OT  A.  0.  LAWKXiraX  LXATHXK  00. 

ON  AFFB&Ii  BEFORE  THE  SECBBTABT  07  WAB. 

(8««  Tol.  T,  tkaie  deelilon*,  p.  13S.) 

Upon  oonsideratioD  of  the  record  in  this  matter,  the  decision  of  the 
Board  of  Conb-act  AdjostmeDt  is  hereby  affirmed  in  accordance  with 
the  accompanying  recommendation. 

Newton  T>.  Bakeb, 

Secretary  of  Wa/r. 
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NOVBMBBH  2,  1920. 

Case  No.  370. 
.  In  re  VIELS  KAHUTACTirSIIie  CO. 

ON  AFFEAL  BEFORE  THE  8ECRETAKY  OF  WAR. 

(See  Tol.  V,  theie  daeltloai,  p.  479.) 

Upon  consideration  of  the  appeal  and  the  record  I  am  convinced 
that  the  decision  of  the  Board  of  Contract  Adjustment  made  in  this 
^ase  denying  relief  is  correct,  and  the  same  is  hereby  affirmed. 
Newton  D.  Baker, 

Secretary  of  War. 
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NovxuBER  2,  1920. 
Gaae  No.  2558. 
In  n  CLAIM  07  VWYALt  SIXBL  4  OftDVAKOX  00. 

ON  APPEAL  BEFORE  THE  BECBETART  OF  WAR, 

(7or  deotilon  of  the  Board  of  Contraot  Adjvttmeitt,  lee  T«l.  TI,  p.  1X4.) 

Upon  considenition  of  the  record  in  this  matter  the  decision  of  the 
Board  of  Contract  Adjustment  is  hereby  affirmed  in  accordance  with 
the  accompanying  recommendation. 

Newton  D.  Baker, 

Secretary  of  War. 
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NOVEHBEB    1,  192U. 

Case  No.  2558. 

In  re  CIAXX  OV  KiaVAXE  8IEEI,  A  OEDHAITCB  CO. 

UEMOBANDUU  JOB  THE  SECBETABT  OF  V/AH. 
ON  APPEAL  BEFORE  THE  BECRETAKT  OF  WAR. 

This  is  a  claim  for  reimbursement  to  the  extent  of  $136,000  on 
account  of  tosses  suffered  by  claimant  through  depreciation  in  the 
value  of  certain  materials  and  equipment  assembled  by  claimant  at 
the  instance  of  the  United  States  in  preparation  for  continuing  the 
manufacture  of  shell  steel.  Under  some  circumstances  an  implied 
agreement  results  from  a  request  on  the  part  of  the  Government  that 
'  a  manufacturer  maintain  such  a  supply  of  equipment  and  materials 
as  will  enable  him  to  maintain  continuity  of  output,  while  under  other 
circumstances  such  an  implication  is  negatived  by  the  practice,  busi- 
ness customs,  acts,  and  statements  of  the  parties.  The  circumstances 
tending  to  induce  or  to  negative  the  implication  of  such  an  agreement 
have  been  considered  in  several  previous  cases  and  need  not  be  here 
discussed  at  length.  In  my  opinion,  the  facts,  as  indicated  by  the 
present  record,  are  undistinguishable  from  those  under  which  relief 
has  been  denied  by  you  as  to  claims  heretofore  presented.  Fully  con- 
curring in  the  conclusions  stated  in  the  decision  of  the  Board.  I 
recommend  that  relief  be  denied. 

R.  C.  GtWDALE, 

Special  Adviser. 
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NOVEMBBB  2,   1920. 

Case  No.  3S9. 

In  re  CLAIM  OT  JIILWAUXEE  FATEITT  LEATHBK  CO. 
ON  APPEAL  BEFORE  THE  8ECBETABY  OF  WAS. 

(See  ToL  T,  thete  deciiioai,  p.  SS.) 

Upon  consideration  of  the  record  in  this  matter,  the  decision  of 
the  Board  of  Contract  Adjustment  is  hereby  affirmed. 

Newton  D.  Bakxb, 

Secretary  of  War. 

74822— 21— \-oL  8 2  7 
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November  4, 1920. 
Case  No.  736. 

In  re  CLADI  OT  COILIEK  MAKITFACTUrKIlie  CO. 
ON  APPEAL  BEFORE  THE  SECRETARY  OF  WAR. 

<Ver  deolilon  «f  Board  of  Contract  Adjnittuent,  dated  Jane  SS,  19S0,  tee  Vol. 

Tl,  p.  461.) 

After  careful  consideration  of  the  record,  it  is  mj  opinion  that  no 
agreement,  either  expressed  or  implied,  was  entered  into  between  the 
Collier  Manufacturing  Co.  and  any  officer  or  agent  acting  under  the 
authority,  discretion,  or  instruction  of  the  Secretary  of  War,  or  of 
the  President,  within  the  purview  of  the  act  of  March  2,  1919,  and 
relief  as  prayed  for  is,  therefore,  denied. 

Newton  D.  Baker, 

Secretary  of  War. 
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NOTEHBEB  4,  1920. 

Casw  IToB.  2571,  2534,  2712,  2710,  2711,  2714. 

In  n  cxAms  0?  THE  Yotnia,  coblet  a  dolah  CO.  (inc.). 

ON  APFEAI.  BEFORE  THE  8ECRETARX  OF  WAS. 

Theie  olaln*  were  d«old«d  by  tbe  Appeal  Section,  Wftr  Department  Olalni 
Board,  Ansuat  tS,  IMO,  relief  liel»K  denied  In  part.  On  appeal  to  tbe 
BecretaiT  of  War,  tlie  deolilon  of  tlie  Appeal  Beotton,  War  Department 
Clalmi  Board,  wat  afflmed.  "^or  •tateneat  of  faoti  and  deoliloni,  tee 
tbete  decldoni,  Vol.  TH,  p.  393. 

Upon  consideration  of  the  brief  of  claimant  and  the  record  in  this 
case,  I  am  convinced  that  I  should  not  disturb  the  action  the  Appeal 
Section  has  heretofore  taken  in  these  cnses. 

Nkwton  D.  Bakeb, 

Secretary  of  War. 
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NOVZMBEB  4,  192l». 

Case  No.  1144. 

In  re  CLUOL  OF  CTBU8  TKBHOH  WICKEE. 
ON  APPEAL  BEFORE  THE  SECRETARY  OF  WAS. 

Upon  appeil  to  the  Beoretkry  of  War  tbe  deoliion  of  tlw  Board  of  Contraot  Ad- 
JnitnLent  dated  June  19,  1890,  wat  aflUmed.  (Bee  Vol.  TI,  tbeie  deoltions, 
p.  403.) 

Upon  consideration  of  the  record  in  this  case,  I  am  convinced  that 
the  decision  of  the  Board  of  Contract  Adjustment  denying  relief  is 
correct,  and  it  is  hereby  affinned. 

Newton  D.  Bakis, 

Seeretary  of  'War. 
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NdVKMIIIiiH  C,   lt)2l). 

Case  No.  2491. 

/k  re  CXJUK  DF  WEBTERH  IHDUSTKIES  CO. 
UN  APPEAL  BEFORE  THE  BECRSTART  OF  WAB. 

Tuts  olalm  wai  decided  by  the  Bo&rd  of  Contr&ot  Adjnitmeiit  June  17,  IMO, 
relief  befng  denied.  On  appeal,  the  Searetai?  of  War  affirmed  the  ded- 
alon  of  the  Board  of  Contract  Adjuitment  and  dliecttd  that  farther  pro- 
aecdlmri  be  held  In  thli  caie  by  the  Preildent  of  the  War  Department 
Clftlmi  Board.  In  acoordance  with  the  order  of  the  Secretary  thla  claim 
vas  tranimltted  to  the  War  Department  Clalmi  Boftrd,  Hovember  13,  19S0. 
<ToL  TZ,  these  decliiou,  p.  917.) 

Inasmuch  as  the  War  Department  Claims  Board  and  its  various 
subordinate  sections  are  without  power  under  Circular  No.  Ill  and 
Circular  No.  19  to  grant  relief  in  a  case  such  as  is  here  considered, 
the  decision  of  the  Board  of  Contract  Adjustment  is  affirmed.  I  have 
this  day  directed  the  president  of  the  War  Department  Claims  Board 
to  exercise  in  this  claim  certain  powers  of  the  Secretary  of  War  and 
to  have  further  proceedings  in  this  case. 

Nbwtoh  D.  Bakxb, 
Secretary  of  War. 
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NovEUB£B  8,  1920 
Case  Ho.  1844. 

In  re  OLUK  OF  X.  KIOHABDSOir  A  00. 
ON   APPEAL  BEFORE  THE   aECRETAST  OF   WAH. 

(8«e  Vol.  17,  t&cie  deoliloui,  p.  1310.) 

lljwn  consideration  of  this  case  and  in  accordance  with  the  attached 
recommendation  of  my  advisers,  the  decision  of  the  Board  of  Con- 
tract Adjustment  is  affirmed. 

Newtok  D.  Bakeb, 

Secretary  of  War. 
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August  27, 1920. 
Case  No.  1844. 

/n  re  CLAIX  07  1.  EICHAKDBOV  A  CO.   (HTC). 
ON  APPEAL  BEFORE  THE  SECBBTABT  OF  WAR. 

This  is  a  claim  under  the  Dent  Act.  It  is  alleged  that  through 
various  announcements  on  the  part  of  the  Quartermaster  General  and 
the  War  Trade  Board  and  through  import  licenses  issued  to  claimant 
there  arose  under  a  custom  of  dealing  between  the  claimant  and  the 
(jovernment  an  implied  agreement  that  the  Government  would  pur- 
chase certain  ■wool  imported  by  this  claimant  from  South  Africa. 

It  is  admitted  that  in  the  early  part  of  1918  such  importations 
were  ordinarily  made  without  obligation,  express  or  implied,  on  the 
part  of  the  Government  to  purchase  the  wool,  but  subject  to  an 
option  in  favor  of  the  Government  to  make  such  purchase.  Subse- 
quently it  appears  that  the  Quartermnster  General  announced  his 
intention  of  exercising  such  option  "  until  further  notice  "  as  to  wool 
later  imported,  and  in  July,  1918,  it  was  announced  by  the  War  Trade 
Board  that  thereafter  no  licenses  for  the  importation  of  wool  from 
South  Africa  would  be  issued  for  the  remainder  of  the  calendar  year, 
except  to  the  Quartermaster  Greneral  of  the  United  States  Army. 

The  claimant  contends  that  the  announcement  by  the  Quarter- 
master General  of  his  intention  to  exercise  the  Government's  option 
as  to  all  wool  is  to  be  taken  as  equivalent  to  the  exercise  of  such 
option,  and  as  changing  what  had  been  an  option  into  a  firm  contract 
by  which  the  United  States  became  obligated  to  buy  the  wool.  It  is 
also  contended,  in  the  light  of  the  announcement  by  the  War  Trade 
Board  that  licenses  for  the  importation  of  wool  would  only  be  issued 
to  the  Quartermaster  General,  that  subsequent  import  licenses  to 
claimant  are  to  be  construed  as  licenses  to  claimant  as  the  instrument 
of  the  Quartermaster  General  and  as  implying  an  agrewnent  on  the 
part  of  the  Quartermaster  General  to  purchase  the  wool  imported 
pursuant  to  such  licenses. 

It  seems  to  us  that  these  contentions  are  not  well  founded.  The 
announcement  by  the  Quartermaster  General  of  his  intention  to 
exercise  such  options  "until  further  notice"  would  seem  not  to  be 
intended  to  increase  the  obligation  of  the  United  States  as  to  such 
shipments,  but  merely  to  serve  as  a  warning  given  in  advance  for  the 
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benefit  of  importers  that  options  to  the  United  States  to  purchase 
such  wool  are  not  to  be  considered  as  mere  formalities,  but,  in  the 
absence  of  change  in  conditions,  were  likety  to  result  in  the  wool  being 
taken  by  the  United  States.  As  to  the  announcement  by  the  War 
Trade  Board,  we  think  that  the  record  clearly  indicates  that  the 
plan  announced  was  not  carried  out  and  that  licenses  to  claimant 
were  i»>ued  as  before,  subject  to  the  option  to  the  United  -States  to 
purchase  the  wool. 

It  is  accordingly  recommended  that  the  decision  of  the  Board  of 
Contract  Adjustment  be  affirmed. 

s.  c.  goodai^, 
Hebbebt  H.  Lehman, 

Special  AdvUert. 


DiB.1izedOyGoO<^lc 


NO^-EMBER  9,  1920. 

Case  No.   170ii. 

In  re  CLAUI  OP  IHS  CHE8AFEAXE  A  rOTOXAC  TELEPHDITE  CO. 
ON  APPEAL  BEFORE  THE  8ECBETABT  OP  WAB. 

Thla  olftim  wAi  decided  by  the  Boud  of  Contract  Adjiutment  7niie  SB,  IVSO. 
On  appeal  to  the  Besretary  of  War,  tha  deoliloa  of  the  Board  wai  affirmed. 
7or  itatement  of  faott  and  deeliloiu,  lee  theie  dediloai,  Volnme  VI,  pafre 
931. 

UpoD  consideration  of  the  appeal  and  record  in  this  case,  I  am  con- 
vinced that  I  should  not  disturb  the  decision  of  the  Board  of  Con- 
tract Adjustment  made,  and  the  same  is  hereby  affirmed. 

Nbwton  D.  Bakeb, 

Secretary  of  War. 
IS 
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NOTEMBEI^  9,  1920. 

Case  No.  2453. 

7n  re  CLUK  OF  QLOBB  AFEOMATIO  SPKHnSIBR  CO. 
ON  APPEAL  BBFOBE  THE  SECHETABT  OF  WAB. 

Thli  olalm  wa(  decided  bj  the  Board  of  Contnot  Adjastmeat  Jnae  5,  IMO, 
I17  denying  relief.  On  appeal  to  tlie  Secretary  o^f  War,  deolilon  afflrmed. 
<Bee  tlie*e  decision!,  Tol.  T,  p.  1019.) 

Upon  consideration  of  the  record  presented,  the  decisiou  of  the 
Board  of  Contract  Adjustment  is  hereby  approved  and  affirmed. 
Newton  D.  Bakkb, 

Secretary  of  War. 
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NOVEMBBH  9,  1920. 

Case  No.  2400. 

tn  re  CLAIK  07  THE  WISTXUT  XBDmiXm  00. 
i)N  APPEAL  BEPOKE  THE  SECRKTART  OF  WAR. 

Ok  Jams  IS,  IMO,  tlM  Board  ol  Contnet  AdJvitmBnt  rcader«d  a  daelilos  dany- 
li^  relief  to  eUlnust.  Oil  appeal  the  BeoretaTj  ol  War  dlreoted  tbat  tfe« 
deeldoB  of  the  Board  be  raeated  and  that  further  prooeedlngi  he  had 
looUxg  to  a  aettlement  ooatraot.  (Vor  deoHlon  of  Juno  18,  18M,  boo 
Vol  TI,  p.  8W.) 

Upon  consideration  of  the  record  in  this  case  I  am  convinced  that 
the  Board  of  Contract  Adjustment  was  in  error  in  holding  that 
relief  should  be  denied  on  account  of  default  of  claimant.  I  there- 
fore direct  that  the  decision  in  question  be  vacated  and  that  further 
proceedings  be  had  looking  to  a  settlement  contract  fair  and  just  to 
the  claimsnt  and  at  the  same  time  to  the  benefit  of  the  United  Stat«8. 
Newton  D.  Bakeh, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NOVEMUER  12, 1920. 
Case  No.  193. 

In  re  CLUK  OF  THE  AHTAIK  IBOR  CO. 
ON  APPEAL  BEFORE  THE  SECRETARY  OF  WAR. 

'  lUi  OBie  wai  decided  ^7  tbe  Board  of  Contiftct  Adjnstment  Maroh  80,  IBSO 
TTpon  appeal  to  the  Beeretuy  at  War,  deolilon  afflrmed.  (Bee  ToL  ZV, 
Utete  deeliloni,  p.  840.) 

Upon  consideration  of  the  records  in  this  case  I  am  convinced  that 
the  decision  of  the  Board  of  Contract  Adjustment  is  correct,  and  the 
Bame  is  hereby  affirmed. 

Newton  D.  Baker, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NOVEHBEU  12, 1920. 

Case  No.  188. 

In  re  CLAUE  OV  CLBTXLUTD  Clim  DtOJI  CO. 

ON  APPEAL  BEFORE  THE  BECBBTART  OF  WAS. 

This  olaln  wa>  d*oldttd  by  tbe  Baud  ot  CMtnot  AdJmttM«st  Mush  SI,  ItMi 
TTpon  Hppeal  to  tbe  Sasretary  «f  Wat,  deeliloii  KftiMed.  <Bm  VoL  IT,  p. 
SM^  tbeie  dadiloni.) 

Upon  consideration  of  the  records  in  this  case  I  am  conviQced  that 
the  decision  of  the  Board  of  Contract  Adjustment  is  correct  and  tha 
same  is  hereby  affirmed. 

NcWTON  D.  Bakbb, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NOVZHBEB  12,  1020 

Case  No.  189. 

In  re  OLATK  07  DEBHOITD  OXLARCOAL  ft  OBEMIOAL  CO. 
ON  APPEAL  BBFOBE  TH£  BECBBTASY  OF  WAB. 

TTpon  appeal  to  the  Secretorj  of  War,  tbe  decision  of  the  Board  of  Contract 
Adjuitment,  dated  Karoh  31,  IHO,  wai  afflrmed.  (Bee  Tol.  XT,  tliei«  deol- 
■ioM,  p.  640.) 

Upon  consideration  of  the  records  in  this  case  I  am  convinced  that 
the  decision  of  the  Board  of  Contract  Adjustment  is  correct  and  the 
same  is  hereby  affirmed. 

Newton  D.  Bakbb, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


November  12,  1920. 
Case  No.  1S4. 

In  re  CIAIK  07  THOIUB  KBEXT  CO. 
ON  APPEAL  BEFORE  THE  SECRETART  OF  WAR. 

trpon  appeal  to  the  8eoTetar7  of  War,  the  declilon  of  the  Board  of  Ooatraot 
AdJnitBent,  dated  March  31,  1920,  was  affirmed.  (Bee  Vol.  IV,  theie  deel- 
sloni,  p.  MO.) 

Upon  considerBtion  of  the  records  in  this  case  I  urn  convinced  that 
the  decision  oi  the  Board  of  Contract  Adjustmrait  is  correct  and  the 
same  is  hereby  affirmed. 

Newton  D.  Bakeh, 

Secretary  of  War. 


DiB.1izedOyGoO(^lc 


NOVEMBEB  12,  1920. 

Case  No.  Sales  BCA-A. 
In  re  OLAIX  OF  HASITIBE  ft  00. 

ON  APPEAL  BETOSE  THE  SECBETABT  07  WAB. 

Vpon  appeal  to  tbe  Beor«tai7  ol  War,  Uie  deeltlon  of  the  Board  «t  Contract 
Adjuatmest,  datod  Kay  SS,  1080,  was  afflrmed.  (See  Vol.  T,  theae  deol- 
■tona,  p.  U9.) 

Upon  consideration  of  this  appeal,  the  decision  of  the  Board  of 
Contract  Adjustment  is  affirmed. 

Xbwtom  D.  Baker, 

Secretary  of  War. 
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NOVEHBEB  12,  1920. 

Case  No.  197. 

In  re  OLAH  07  MEIVTUB  COXBBTT  CO. 
ON  APPEAL  BEFOBE  THE  SBOBBTABT  OF  WAfi. 

ITpon  appeal  to  the  Seoretarj  «t  Wai,  tke  deoiilon  of  tli«  Board  of  Oontraot 
AdJnttneiLt,  dated  April  4,  IMO,  was  attrmed.     (See  Vol.  VI,  p.  780.) 

Upon  con^deration  of  the  records  in  this  case,  I  am  convinced 
that  the  decision  of  the  Board  of  Contract  Adjustment  is  correct,  and 
the  same  is  hereby  affirmed. 

Newton  D.  Bakes, 

Secretary  of  War, 
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NOTSMBEB  12,  1920. 

Case  Ko.  1767. 

In  re  CLUX  OP  THE  MODEL  STEAH  LAinfDRT. 
OH  APPEAL  BEFORE  THE  8ECBETAHT  OF  WAR. 

I^on  appeal  to  the  Beoretot;  of  War,  the  dealtton  of  the  Board  of  Ooatiaot 
Adjnitment,  dated  April  S,  IMO,  wai  alBrmed.  (See  ToL  IV,  tbeie  deol- 
sloaa,  p.  8M.) 

.  Upon  consideration  of  the  petition  for  rehearing,  brief,  and  record 
in  this  case,  I  am  coDvinced  that  the  order  of  the  Board  of  Contract 
Adjustment  denying  relief  is  correct.    The  same  is  hereby  affirmed. 
Newton  D.  Baker, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NOVKMIIKR  1%    li^il). 

Case  No.  2659. 
In  re  CLAIH  OF  THE  A.  K.  HOSIER  CO. 

ON  APPEAL  BEFORE  THE  SEOIUn'ART  OP  WAK. 

CLAIM,  ixa  DECISION.— Thli  olaim  wai  dliposed  of  if  tbe  Bottrd  of  Ooutract 
Adjnitment  June  30,  1920,  Krantlng  relief  In  part.  Upon  appeal  to  tbe 
Secretary  of  War,  the  deoiiton  of  tbe  Board  of  Contract  Adjaitment  wai 
afflrmed,  with  the  exception  of  Item  Ho.  S,  and  wai  remanded  to  the  Board 
for  further  eonsideration  of  this  Item.  (For  deoliion  of  Jtat  30,  1920, 
■ee  VoLTI,  p.  10S6.) 

Upon  coDsideratioD  of  the  appeal  and  record  in  thiscsBe,  tbe 
decision  of  the  Board  of  Contract  Adjustment  is  affirmed  with  the 
exception  of  Item  No.  6.  In  my  opinion  the  United  States  is  not 
entitled  to.  a  credit  for  any  eums  claimant  may  make  by  reason  of 
subleasing  of  the  building  in  question.  The  case  is  therefore  returned 
for  further  action  by  the  Appeal  Section  on  item  No.  5. 

Newton  D.  Bakeb, 

Secretary  of  War. 
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November  IS,  1920. 
Case  No.  1148. 

In  re  OLAIK  OF  VBSVOH  KAXOTACTTTBIVe  00. 

ON   APPEAL  BEFOBE   THE  8ECRETART  OF   WAR. 

riili  olalm  wfti  deolded  by  the  Board  of  Oontrsat  Adjsitment  April  S,  19M,  b7 
iinjing  relief  to  ololmant.  Claimant  appealed  to  tbe  Secretary  ot  War, 
wbo,  on  IToTember  13,  1B90,  remanded  the  eaie  to  the  Board  for  tortker 
prooeedlBKi,    For  deoltlon  of  April  3,  1920,  see  Vol.  IT,  p.  909. 

Upon  consideration  of  the  record  herein  it  is  ordered  that  the 
decision  of  the  Board  of  Contract  Adjustment  be  set  aside;  that 
further  proceedings  be  had;  that  additional  testimony  be  taken 
and  the  case  decided  -in  accordance  with  the  law  and  evidence  as 
shown  in  such  further  proceedings. 

Newton  D.  Bakee, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NovRHnRU  13,  l!}iil). 
Case  Ko.  2497. 

in  n  OLUX  OS  TEM  T.  A.  ttllXEailE  00. 

OK   APPBAI.  BBTOBE  THX  8ECBETABT   07  WAB. 

Vp»M  appeal  ta  Um  SttonUry  o<  War,  tke  deoislott  of  the  Board  of  Oo&traot 
AdjaataoKt,  dated  7iiBe  4,  IMO,  wai  aflised.    (ke  ToL  T,  p..«66.) 

Upon  consideration  of  the  appeal  and  the  record  in  this  case  I 
am  convinced  that  the  action  of  t^e  Board  of  Contract  Adjustment 
of  June  4, 1920,  denying  relief  is  correct,  and  their  action  is  hereby 
affirmed. 

KswTON  D.  Bakbb, 

Secretary  of  War. 
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NOVEMBEH   13,   1920. 

Case  No.  2271. 
In  re  CIATK  01  OLOBE  AVT01UTIO  8PBIHXLIK  CO. 

ON   APPEAL  BEPOBX  THE   8E<mETABT   OF  WAB. 

DcolilOBf  were  rendered  In  tbl*  wie  by  the  Board  of  Contraot  AdJvitiBent  oa 
January  87,  1980,  and  May  36,  ISSO.  On  appeal  to  tbe  Beoretary  of  War, 
deoiilon  of  Xay  S6,  1»0,  affirmed.  (See  Vol.  m,  p.  916,  and  Tot.  T,  p.  781, 
tbeie  d«olilon«.) 

Upon  consideration  of  the  record  presented  the  accompanying 
decision  of  the  Board  of  Contract  Adjustment  is  hereby  approved 
and  afiinned. 

Nbwton  D.  Bakeb, 

Secretary  of  War. 
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November  13,  1920. 
Case  Ko.  2660. 

In  re  CLAIM.  OF  WM.  B.  PSK&Y  BLSGTBIC  CO. 
ON  APPEAL  BEFORE   THE    9ECRBTART   OF   WAR. 

TUi  claim  wmi  decided  ij  the  Boaid  of  Contract  Adjnitment  June  88,  1980, 
denTliiE  relief  to  clalmattt.  Upon  appcftl  to  the  Beoietary  of  Wai,  deci- 
sion BAimed.    (Bee  ToL  TI,  these  deoiitoni,  p.  466.) 

Upon  consideration  of  the  entire  record  the  decision  of  the  Board 
of  Contract  Adjustment  is  h«reb;  approved  and  afSrmed. 

Nbwton  D.  Baker, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NOVKURKK  16,  l!)2(l. 
Case  No.  331. 

In  re  CIAIX  OF  HEVET  E.  UPIBKT. 
ON  AFPKAL  B£FOB£  THZ   8E0BETABT  OF   WAB, 

TUi  Olalm  wai  decided  by  the  Board  of  Contraat  Adjvitment  JCay  IB,  inO. 
Vpoa  appeal  to  the  Seoretary  of  War,  deolilon  affirmed.  C8«e  Vol.  T,  thete 
leoliloma,  p.  466.) 

Upon  consideration  of  the  appeal  and  record  in  this  case  I  am 
convinced  the  decision  of  the  Board  of  Contract  Adjustment  deny- 
ing relief  is  correct,  and  the  same  is  hereby  affirmed. 

Nbwton  D.  Bakbb, 

Secretary  of  War. 
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NoyZHBEK  16,  1920. 

Case  No.  S700. 

In  re  GLUM  OF  PUDHONT  A  NOETHEEir  BAILWA.T  00. 

OK  APPEAL  BETORE  THE  SECBETABT  OF  WAS. 

Sm  ToL  TI,  th«M  dedtloBB,  p.  SS8,  lor  dAoliloB  of  Board  of  Oontiaot  Adjvit- 
mcat. 

Upon  consideration  of  the  record  pree«it«d  the  accompanying 
decision  of  the  Board  of  Contract  Adjustment  is  hereby  approved 
and  affirmed. 

Newton  D.  Bakes, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NOTEHBER  16,  1920. 

Case  Ho.  712. 

Jn  re  CUIK  OF  STSKUHQ  EHOnrB  CO. 
ON  APPEAL  BEFORE  THE  BECHBTAKT  OF  WAB. 

Thli  claim  was  decided  by  tke  Board  of  Contract  Adjuitment  April  IB,  19M. 
'  XTpon  appeal  to  the  Becretarr  War,  deolilon  attnned.  (See  Vol.  T,  theie 
deoliloni,  p.  4S.) 

Upon  consideration  of  the  appeal  and  the  record  in  this  case  I  am 
convinced  that  the  decision  of  tiie  Board  of  Contract  Ad]'u3tment  de- 
nying relief  is  correct  and  the  same  is  hereby  affirmed. 

Nbwtom  T>.  Bakib, 

Secreiary  of  War. 


;dOyGoO<^lc 


NOTEHBEH  17,  1920. 

Case  No.  251. 

In  re  CLATK  07  THE  AJfESICAH  SASH  AKS  SOOS  CO. 

UN  APFBAL  BEFOBB  TBB  SECBETABt  OF  WAB. 

(Sm  ToL  IV,  tlmo  deeliinu,  p.  SIO,  ud  ToL  TI,  p.  Ul.) 

Upon  consideratioii  of  the  record  presented,  the  decisioQ  of  the 
Board  of  Contract  Adjustment  is  hereby  affirmed. 

Nbwtom  D.  Bakbb, 

Seorttary  of  War. 
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NOTBHBER  17,  1920. 

Case  Ko.  2804. 

In  re  CLAIM  OF  THE  ATCEISOir,  TOPEKA  ft  SABTA  FB  KAILBOAD  00. 
ON  APPEAL  BEFORH  THB  SBCBin'ART  OF  WAB. 

lUi  ooie  wai  decided  by  tlie  Board  of  Coatraot  Adjuitment  jTine  SS,  IBM, 
relief  htlng  denied.  Oa  appeal  to  the  Seeratary  of  Wat,  Aeolalos  aOniiod. 
(See  Vol.  VI,  p.  645.) 

Upon  considerstioD  of  the  appeal  and  record  in  thia  case  the  de- 
ciEdon  of  the  Appeal  Section,  War  Deparfxnent  Claima  Board,  is 
affirmed. 

Newton  D,  Bakjs, 

Secretary  of  War. 
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November  17,  liftiO. 
Caae  No.  2504. 

In  re  CUm  OV  PBLL0W8  KESIOAL  XAJSmtAOTOKXa  CO. 
OM  APPEAL  BBFOBB  TBB  SECBBTABT  Or  WAR. 

TACTS  An  DXCmOB.— On  Jnne  11,  18M,  Use  BMrd  of  Oonttaot  Adjvit- 
nest  readered  a  deelilon  la  tlili  Mie  stantlac  relief  1>  pftrt.  Ob  apfoal 
to  the  Seeretary  of  Wu,  deoUlon  afllraied.     (See  ToL  TI,  p.  8T0.) 

Upon  careful  conaideration  of  the  record  in  this  matter,  the  de- 
cimon  of  the  Board  of  Contract  Adjustment  is  in  all  things  hereby 
approved  and  affirmed. 

Newton  D.  Bakzr, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NOTBMBBB  17,  1920. 

Case  TSo.  2523. 

/n  re  CLAIM  OF  FKENCH  UUTUVACIHVISQ  CO. 
ON  APPEAL   BEFORE   THE   SECRETARY   OF  WAR. 

The  Board  of  Contract  Adjustment  rendeted  a  deoltion  April  3,  19S0,  deSTiBK 
relief  to  claimant.  On  appeal,  the  Secretary  of  Wax  directed  that  the 
decision  of  the  Board  be  set  aalde  and  further  proceeding  held.  (For  Arit 
declalon,  gee  Vol.  IT,  p.  911.) 

Upon  consideration  of  the  record  in  this  matter,  it  is  directed  that 
the  decision  of  the  Board  of  Contract  Adjustment  be  set  aside  and 
that  further  proceedings  be  had  by  the  Appeal  Section,  War  Depart- 
ment Claims  Board,  to  determine  whether  or  not  the  action  of  the 
Purchase  Section  was  correct. 

Newton  D.  Bakbb, 

Secretary  of  War. 
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N0V1!MBEH  17,  1920. 

Case  No.  2379. 

In  re  CLAIM  OF  THE  UHIOV  TWIST  DULL  00. 
ON  APPEAL   BEFOKB  THE    BBCRETABT  OP  WAR. 

(Por  dMtiloit  ot  Board  of  Contract  Adjnitment,  see  Tol.  XV,  p.  SB3.) 

Upon  consideration  of  the  entire  record,  the  decision  of  the  Board 
of  Contract  Adjustment  is  hereby  approved. 

Nbwtok  I5.  Basbr, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


November  17,  1920. 
Cilse  Ho.  10. 

In  re  UniTSD  STATES  IHSU8TBIAL  CHSUCAL  00. 
ON  APPEAL  BEFORE  THE  SECRETABT  OF  WAB. 

On  June  S,  1930,  tHe  Board  ot  Oontrttct  Adjnitment  rendered  «  deolilon  grant* 
Inc  rellet  in  part.  DeoliiDn  ot  Board  afflrmed  on  appeal  to  Seoretar;  of 
War.    (See  Vol.  YI,  p.  05.) 

Upon  careful  consideration  of  the  record  in  this  matter,  the  de- 
cision of  the  Board  of  Contract  Adjustment  is  affirmed. 

Nbwton  D.  Bakes, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


MoTmBEB  20,  1930. 

Case  Vo.  2797. 
In  re  OLAXM.  OV  1KB  AimmnTlf  OASTIX«  00. 

ON  ASVOilj  BEFOBZ  THE  8B0BBTABT  OF  WAB, 

(See  Vol,  YI,  these  deoliloni,  patre  BS4.) 

Upon  conaideratioii  of  the  appeal  and  record  Id  this  case,  the  de 
cision  of  the  Board  of  Contract  Adjustment  is  hereby  affirmed. 
Nbwton  D.  Bakbh, 

Secretary  of  War. 
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KOVEUBER  20,  l9Qf>. 
Case  Xo.  153S. 

In  re  CLAIK  OP  THB  AXBKICAH  KASSZBIint  C0BPO2ATI0H. 
ON  AFPEAX.  BE70BE  THE  BECBETABT  OF  WAS. 

<8«e  Vol.  T,  tlieie  decliloni,  p.  C17.) 

UpoQ  consideration  of  the  appeal  and  record  in  this  case,  the  de- 
cifdon  of  the  Board  of  Contract  Adjustment,  denying  relief,  is  hereby 
affirmed. 

Newton  D.  Baeeb, 

Secreta?^  of  War. 


DiB.1izedOyGoO<^lc 


NoveHBRR  20,  192<>. 
Case  No.  2247. 

In  re  CUIM  OF  THS  ASmstOS  STEEL  CO. 

OK  APPEAL  BETOBE  THE  8ECHETART  OP  WAR, 

(See  VoL  nz,  theie  deolilosi,  p.  767.) 

Upon  consideration  of  the  appeal  and  record  the  decision  of  the 
Hoard  of  Contract  Adjustment  is  hereby  affirmed. 

Nbwton  D.  Baker, 

Secretary  of  War. 
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KoTBBCBtnt  90, 1990. 
Case  No.  3346. 

Ill  re  GLAIK  OF  B.  AZI  «  CO. 

ON  APPEAL  BEFOSE  THE  SEORErTABT  09  WAX. 

(SM  Tftl.  T,  p.  4a.) 

Upon  consideration  of  the  appeal  and  record  in  this  case  the  order 
of  the  Board  of  Contract  Adjustment  denying  relief  is  hereby 
aflGnned. 

NawTON  D.  Bakbb, 

iSeoretary  of  War. 


DiB.1izedOyGoO<^lc 


KOVEUBER  20,  1112(1. 

Case  No.  2306. 

In  re  CZAXML  OF  THE  BLOOH  CO. 
ON  APPEAL  BBFOBE  THE  SECRETABT  OF  WAB. 

(Bee  ToL  IV,  theie  deolilcni,  p&p  iSS.) 

TTpon  oonmderation  of  the  record  and  appeal  in  this  case  the 
decision  of  the  Board  of  Contract  Adjufitment  denying  relief  is 
hereby  affirmed. 

Newton  D.  Bakbb, 

Secretary  of  War. 
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November  20,  1920. 
CaBe  No.  521. 

In  re  CLAIK  OF  SABTSRV  zmc  KEFnnHO  CO. 
ON   A1>PKAL   BEFORE   THE   BECBXTAHT  OF  WAS. 

(See  Vol.  T,  the|e  deolilont,  p.  97S.) 

lJlK>n  consideration  of  the  appeal  and  record  in  this  case  the 
decision  of  the  Board  of  Contract  Adjustment  is  affirmed. 

Newton  D.  Baker, 

Secretary  of  War. 
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KOTEMBES  20,  1920. 

Case  Vo.  246. 

In  re  CUm  OF  FABEAdTTr  TSXTItB  ILUTWACTUBIHa  CO. 
ON   APPEAL   BEFORE  THE    SECRETARY  OF  WAH. 

(See  ToL  TI,  tlieie  dvoHlou,  p.  517,  and  Vol.  T,  pp.  558  and  1011.) 

1.  Upon  consideration  of  the  record  presented  the  accompanying 
decision  of  the  Board  of  Contract  Adjustment,  dated  June  24,  1920, 
is  hereby  approved  and  affirmed, 

2.  A  certificate  of  fair  value  and  voucher  will  issue  to  claimant 
for  $7^05.19,  covering  2,007  yards  of  puttee  cloth  taken  over  by 
the  United  States,  if  such  certificate  and  voucher  have  not  already 
issued. 

Newton  D.  Baser, 

Secretary  of  War. 
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November  20,  192U. 
Case  Ho.  2436. 
In  re  CLAIK  07  THZ  TEUCSOIT  STIEX  00. 

ON   APPEAL   BEFORE  THE  BECSETAKT  OP  WAB. 

(See  Vol.  TI,  tlieie  declilant,  page  144.) 

Upon  consideration  of  the  record  and  appeal  in  this  case  the  deci- 
sion of  the  Board  of  Contract  Adjustment  denying  relief  in  this 
claim  is  hereby  affirmed. 

Newton  D.  Baker, 

Secretary  of  War. 
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NoVEMBEIt  2(),  mo. 

Case  No.  2146. 
/n  re  CUUH  OF  WBBT  STIEL  CASTHIQ  CO. 

UN  APPEAL  BEFORE  THE  SECKKTART  OF  WAB. 

Tbe  Board  of  Contract  Adjuitnent  Tendered  a  deoUion  In  thli  oaie  May  IS, 
1990,  granting  relief  In  part.  Claimant  appealed  to  the  Beerctary  of  War 
OB  the  award  nnder  the  aboTe  deolilon,  end  oaie  wai  remanded  to  Board 
for  further  prooeedlngi,    (For  deolilon  of  Kay  19,  1990,  lee  Tol.  T,  p.  3S9,) 

The  case  comes  to  me  on  appeal  from  an  award  made  by  the  award 
section  of  the  Board  of  Contract  Adjustment  granting  claimant 
partial  relief. 

Upon  consideration  of  the  record  presented,  it  is  directed  that  fur- 
ther proceedings  he  had  in  accordance  with  the  attached  memoran- 
dum of  the  vice  chairman,  War  Department  Claims  Board. 

Nhwton  D.  Bakeb, 

Secretary  of  War. 
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November  19,  1920. 
Case  No.  2146. 

In  re  OLAm  OF  WEST  SIEEL  CASTHia  00. 

ON  AI'l-EAL  BEFORE  THE  SECBETART  OF  WAS. 

UBMOUAnDUU  FOB  THB  SECXirTARY  OF  WAS. 

This  claim  was  originally  decided  by  the  Board  of  Contract  Ad- 
justment on  May  12,  1920,  the  claim  being  for  materials  consisting  of 
coal,  coke,  pig  iron,  and  varioDS  ores  claimant  alleged  it  had  on  hand 
and  had  purchased  at  the  request  of  Government  officers,  the  decision 
being  as  follows: 

"  1.  There  was  an  implied  agreement  within  the  purview  of  the  act 
of  March  2, 1919,  under  which  claimant  was  authorized  and  directed 
to  procure,  and  did  procure,  sufficient  raw  materials  and  cnke  to  iieep 
its  production  at  the  quantities  specified  in  its  formal  contract  and 
as  modified  by  the  supplement  thereto  of  April  16,  1918,  for  the  six 
months  embraced  in  the  winter  period  of  1918-19,  which  agreement 
can  be  adjusted,  paid,  or  discharged  by  the  Secretary  of  War. 

"  2,  The  fair  and  equitable  basis  on  which  payment  of  the  claim, 
now  asserted  under  the  said  agreement,  should  be  made  is  to  deter- 
mine the  quantities  of  raw  materials  and  coke  necessary  for  the 
agreed  production  for  the  six  months  period  above  defined  and  de- 
duct therefrom  the  quantities  used  in  the  completion  of  the  four 
thousand  sets  of  wheels  embraced  in  the  original  contract.  On  the 
remaining  quantities  the  claimant  should  be  paid  the  difference  be- 
tween the  cost  or  contract  price  and  the  market  price  as  of  a  date 
reasonably  subsequent  to  November  12,  1918." 

Thereupon  the  said  decision  and  file  were  forwarded  to  the  District 
Ordnance  Claims  Board  at  Cleveland,  Ohio,  and  as  that  Board  had 
ceased  to  function  was  finally  returned  to  the  Board  of  Contract  Ad- 
justment with  the  suggestion  that,  as  said  Board  had  an  award  sec- 
tion, it  proceed  to  make  the  necessary  award. 

The  Award  Section  of  the  Board  of  Contract  Adjustment  there- 
upon proceeded  to  make  up  an  award  basing  the  same  partly  upon 
an  audit  and  report  that  had  been  filed  with  the  Board  under  date 
of  January  14,  1920,  by  one  of  its  accountants,  and  under  date  of 
June  29,  1920,  offered  claimant  the  sum  of  $4,245  in  settlement  of 
its  claim,  which  claimant  on  July  6  refused  to  accept  and  thereupon 
noted  its  appeal. 

The  chief  allegation  on  its  appeal  is  that  at  the  hearing  before  the 
Board  of  Contract  Adjustment  it  was  not  allowed  to  offer  any 
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evidence  as  to  its  losses,  and  that  the  award  made  by  the  Award 
Section  was  thereby  made  Without  an  opportunity  for  claimant  to 
be  heard,  and  further  that  the  said  award  was  not  in  accord  with  the 
decision  of  the  Board  of  Contract  Adjustment,  and  that  it  failed 
to  take  into  consideration  the  sum  of  $29,988.20  claimant  was  com- 
pelled to  pay  to  cancel  contracts  it  had  outstanding  for  coke  and  other 
materials,  and  that  the  amount  of  depreciation  allowed  by  said 
Award  Section  was  based  as  of  the  depreciation  in  December,  1918, 
during  which  month  the  War  Industries  Board  was  still  dictating 
the  prices,  and  that  the  said  prices  were  not  indicative  of  the  prices 
actually  prevailing  after  the  month  of  December,  and  that  the 
prices  prevailing  after  the  month  of  December  are  the  prices  that 
should  be  used  in  figuring  claimant's  loss  and  that  claimant  should 
therefore  have  an  opportunity  to  appear  before  the  Board  and  give 
evidence  showing  what  the  prices  were  and  what  lossee  it  suffered 
by  reason  of  the  decline  in  price  of  the  materials  and  supplies  it  had 
ordered- 

Page  67  of  the  transcript  of  the  record  sustains  claimant's  conten- 
tion that  it  was  not  allowed  to  present  any  evidence  at  its  hearing 
before  the  Board  touching  its  losses,  biit  was  compelled  to  submit 
only  evidence  tending  to  show  the  existence  of  a  contract'  Maj. 
O'Neill  writing  the  opinion,  made  this  stntement : 

"During  the  recess  I  have  conferred  with  Col,  Delafield  with 
respect  to  a  matter  of  practice.  We  wiB  not  take  any  testimony  in 
this  hearing  with  respect  to  the  amounts  that  might  be  due  under 
the  contract  if  one  is  found-  That  will  be  for  another  Board  to  de- 
termine. The  testimony  in  this  hearing  will  be  confined  to  whether 
or  not  a  contrai  t  was  entered  into  nnd,  if  there  was  a  contract,  what 
was  the  nature,  terms,  and  conditions  of  the  contract." 

Since  the  claimant  was  not  allowed  an  opportunity  to  produce 
evidence  tending  to  show  its  losses  and  alleges  it  can  submit  evidence 
to  prove  the  award  as  made  up  is  in  error,  I  am  of  the  opinion  that 
the  award  tendered  claimant  by  the  Award  Section  of  the  Board 
of  Contract  Adjustment  should  be  set  aside  and  vacated  and  that 
the  decision  and  file  in  this  case  should  be  transmitted  by  the  Appeal 
Section  to  the  Ordnance  Section,  War  Department  Claims  Board, 
before  which  claimant  should  be  allowed  to  appear  for  the  purpose 
of  proving  its  losses,  if  any.  I  am  further  of  the  opinion  that  at  such 
time  the  said  Ordnance  Section  should  take  evidence  to  show  whether 
or  not  the  materials  for  which  claimant  is  making  claim  were  so 
used  by  it;  that,  noth withstanding  the  decline  in  price  of  the  same, 
there  was  no  ultimate  or  final  loss;  in  other  words,  that  the  claim- 
ant in  using  said  materials,  coke,  and  coal  in  its  commercial  work 
actually  suffered  no  loss,  notwithstanding  the  fact  that  it  could 
possibly  have  gone  out  into  the  open  market  and  purchased  materials 
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At  a  less  figure  than  those  bo  used  by  it  had  cost ;  and  if  it  should 
appear  that  the  claimant  by  such  use  of  matenal  suffered  no  a<^ual 
loss,  then  no  award  should  be  made  covering  the  same. 

I  am  further  of  the  opinion  that  when  the  Ordnance  Section  comes 
to  take  testimony  and  to  audit  this  account  the  fact  that  the  claimant 
failed  to  cancel  certain  or  all  of  its  contracts  for  material  and 
supplies  until  after  the  1st  of  January,  1919,  should  be  taken  into 
consideration,  for  it  may  be  that  by  such  failure  claimant  was  com- 
pelled to  pay  a  higher  cancellation  price  than  if  it  had  canceled  its 
contracts  for  supplies  and  materials  immediately  after  the  armi- 
stice ;  and  if  it  appears  that  by  such  delay  in  cancellation  claimant 
was  compelled  to  pay  a  sum  in  excess  of  that  which  it  would  have  cost 
to  have  canceled  these  contracts  prior  to  the  date  it  did  cancel,  then, 
in  that  event,  claimant  should  be  granted  no  relief  for  such  loss 
its  action  in  not  canceling  immediately  may  have  caused.  It  must 
have  been  apparent  to  claimant  inmiediately  after  the  signing  of  the 
armistice  that  it  would  receive  no  future  contracts,  and  the  mere  fact 
that  the  Government  allowed  claimant  to  complete  the  contract  it 
then  had  on  hand  for  4,000  sets  of  wheels  did  not  in  any  way  relieve 
it  from  the  necessity  of  using  every  means  at  its  command  to  mini- 
mize its  losses.  In  any  award  offered  claimant  by  the  Ordnance 
Section  due  consideration  should  be  given  to  the  salvage  offer  made 
by  said  claimant  for  certain  Government  machinery  now  in  its  pos- 
session, as  well  as  the  amount  of  civilian  business  claimant  was 
engaged  in  during  November  and  December,  1918,  and  the  amount  of 
materials  necessary  to  complete  said  orders. 

J.  A.  Huix, 

Colonel,  J.  A., 
Vice  Gkcdrman  W.  D.  C.  B. 


DiB.1izedOyGoO<^lc 


KOTIHBEB  21,  1920. 

Case  Ko.  490. 

/N  re  CUJM  or  VKIBS  A  TBIXB. 

OH  APPEAL  BEFORE  THE  SEORBTABT  OF  WAD. 

<Sea  Vol.  V,  theic  deoliloni,  p.  MS.) 

Upon  consideration  of  the  appeal  and  record  in  this  case,  I  am 
convinced  the  decision  of  the  Board  of  Contract  Adjustment  denying 
relief  is  correct,  and  the  same  is  hereby  affirmed. 

Newton  D.  Bakeb, 

Secretary  of  War. 
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NOVEMBEB  21,  1920.    ' 

Case  No.  2781. 

In  re  CLAIK  OF  SOTTTEESN  OTESALL  00. 
ON  APPEAL  BEFORE  THE  SECRETABT  OF  WAR. 

This  claim  wai  diipoied  of  br  the  appeal  leotlon,  Wai  Department  Clalmi 
Board,  July  &9,  1030,  by  denyluK  relief  to  claimant.  Tlie  deoiilon  of  Board 
denying  relief  anrmed  on  appeal  to  Secretary  of  War.  (See  Tol.  YH, 
theie  deolilonf,  p.  111.) 

Upon  consideration  of  the  records  in  this  case  the  decision  of  the 
Board  of  Contract  Adjustment  denying  relief  ia  affirmed. 

Newton  D.  Bakkb, 

Secretary  of  War. 
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SOVZMBBH  23,  1920. 
Case  No.  Sales  B.  C.  A.-17. 

/n  re  CUJK  OF  TSE  AEBORAVTICAI  SHITIPMEITT  CO.  (INC.). 
ON  APPEAL  BEFOBE  "foz  9ECBETABT  OF  WAB. 

Tbi»  oUln  WKi  decided  by  tbe  Boatd  ol  Contia«t  Adjustment  Bdrereelr  to 
oUlmant  on  Jnne  30,  IBM.  On  appeal  to  tlie  Seeretat;  of  War,  deoiilon 
of  the  Board  vaoated.     (Sec  Tol.  TI,  p.  577.) 

I  do  not  concur  in  the  views  of  the  Board  of  Contract  Adjustment 
as  to  the  powers  of  the  Secretary  of  War,  and  I  direct  that  the  de- 
cision in  the  above-entitled  case  be  vacated. 

It  is  further  directed  that  this  case  be  transmitted  to  the  Ordnance 
Salvage  Board  to  state  a  debit  and  credit  account  and  thereupon  the 
entire  file  with  such  statement  be  transmitted  to  the  Chief  of  Finance 
for  appropriate  action. 

Xewtton  D.  Bakbb, 

Secretary  of  War. 


DiB.1izedOyGoO<^lc 


NoviiHBEB  23, 1920. 
Case  No.  719. 

In  re  JCATTER  OT  THB  CLADC  07  ABT-IH-BirTTOlTS  (IHO.). 

ON  APPEAL  BEFORE  THE  SECBETABY  OF  WAS. 

(Bee  Tol.  YU,  theie  deoliloM,  p.  69.) 
Upon  coDsideratioD  of  the  appeal  and  record  in  the  case,  the  de- 
cision of  the  Board  of  Contract  Adjustment  denying  relief  is  hereby 
affirmed. 

Newton  D.  Baeeb, 

Secretary  of  War. 
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NOVEHBEH  28, 1920. 
Oaae  Ko.  3355. 

In  re  CLAIK  OT  0.  A  0.  KAIHCOAT  CO. 

ON  APPEAL  BEFORII  THE  SECRFTABT  Of  WAB. 

The  Board  of  Contraot  AdJnKtment  rendered  &  dedilon  In  thta  onie  r'U'Unc 
relief.  On  appeal,  Uie  Beeretuy  of  War  directed  tlut  an  order  denylnc 
relief  line.     (See  TaL  IT,  theie  deolaions,  p.  lOtl,  uid  ToL  TI,  f.  W3,) 

Upon  consideratioa  of  the  appeal  and  record  in  the  above  caae,  I 
am  convinced  that  the  action  of  the  Board  of  Contract  Adjustment 
is  not  correct  and  that  an  order  denying  relief  should  be  entered  so 
far  B3  any  increased  price  under  proxy  signed  contract  No.  2060-B  is 
concerned. 

Nbwton  D.  Bakbb, 

Secretary  of  TFor. 
74822— 21— VOLS 6  6B 
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NOVEMDEB  23,  1020, 

Case  No.  2138. 

In  re  CLAHC  OF  PITTSBITKaH  HODEL  ENaiHE  CO. 
ON  APPEAL  BEFORE  THE  8ECRBTABT  OF  WAR. 

(See  Tol.  YH,  tbese  deoliloni,  p.  S36.) 

Upon  considerfttion  of  the  appeal  and  record  in  this  case,  I  am  con- 
vinced that  the  action  of  the  appeal  section  of  the  War  Department 
Claims  Board  is  correct,  and  additional  relief  is  denied. 

Newton  D,  Bakeb, 

Secreiary  of  War. 
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NovEUBEB  23,  1920. 
Case  Mo.  2492. 

/»  Tc  CLAm  OP  THE  PR'SSTOir  CHBldOAL  CO. 
ON  AFFEAI.  BEFOBE  THE  SECEETABT  OF  WAB. 

(See  Vol.  T,  tliei«  deciiloni,  p.  9S.) 

Upon  consideration  of  the  appeal  and  record  in  this  case  the  deci- 
sion of  the  Board  of  Contract  Adjustment  is  affirmed. 

Newton  D.  Baker, 

Secretary  of  War. 
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November  24,  ld2f). 
Case  No.  1502. 

in  re  CLAZK  Of  BBPVBUC  HOV  A  STEEL  CO. 
ON  APPEAL  BEFORE  THE  SECRBTABT  OF  WAS. 

(See  Tol.  TI,  tlieie  dedilon*,  p.  M6.) 

Upon  consideration  of  the  appeal  and  record  in  this  case  I  am  con- 
vinced that  the  decision  of  the  Board  of  Contract  Adjustment  denying 
relief  is  correct,  and  the  same  is  hereby  affirmed. 

Newton  D.  Baker, 

Secretary  of  War. 
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November  30,  1920. 
Case  Ko.  2248. 

In  re  CUIK  OP  THE  AWI8I0H  BTBXL  CO. 
ON  AFFEAI.  BEFOBE  THE  BEGBKTABT  OF  WAB. 

DeetiioB  iB  tUi  Mi«  wai  rendered  by  tlie  Board  of  ConttAot  Adjnitment  Veb- 
rvaiT  19.  IMO,  denylBK  roUef.  On  appeal,  the  Secretarr  et  Tar  remanded 
the  eaie  to  the  Board  for  farther  prooeedliiK*.     (Vor  deolilon  of  Feb.  18, 

laso,  tee  Vol.  m,  p.  S6S.) 

ORDER  BT   THE   SECRETART    OF   WAR. 

Upon  consideration  of  the  eotire  record  it  is  directed  that  further 
proceedings  be  had  by  the  Appeal  Section,  War  Department  ClaimB 
Board,  in  accordance  with  the  recommendations  contained  in  the 
accompanying  memorandum. 

Nbwtoh  D.  Baker, 

Secretary  of  War. 
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KOVEHBEB  24,  1920. 
CaM  No.  2248. 

In  re  CLAU  OF  THE  AVBIBTOH  BTEXL  00. 
ON  APPEAI.  BEFORS  THE  SECBETABT  OP  WAR.' 
'  UEUORAItDUU  rOB  THK  8XCKETABT  OF  WAS. 

The  questions  involved  in  this  appeal  are : 

(a)  Is  claimant  entitled  to  an  allowance  for  depreciation  in  the 
value  of  its  niEichinery  based  on  the  difference  between  its  value  on 
the  date  claimant  entered  into  the  contract  and  its  value  at  the  time 
the  contract  was  suspended^ 

{b)  If  not  entitled  to  an  allowance  for  depreciation,  should  the 
Board  of  Contract  Adjustment  have  considered  the  alternative  relief 
by  way  of  rental  suggested  to  the  district  board  and  also  to  the  Board 
of  Contract  Adjustment  but  not  included  in  the  claim  as  filed* 

nEPKEOIATION. 

The  value  of  the  plant  on  the  date  of  the  contract  as  fixed  by  claini- 
ant  is  an  inflated  value  due  to  war  conditions.'  The  claimed  de- 
preciated value  resulted  from  the  cessation  of  hostilities  and  was 
not  due  to  wear  and  tear  on  the  plant  during  performance  of  the 
contract,  since  only  three  shells  were  produced  prior  to  the  date  of 
8usx>ension,  and  therefore  there  could  have  been  no  appreciable  wear 
upon  the  plant  facilities  due  to  use  in  performing  the  contract,  and 
claimant  does  not  c<Hitend  that  the  depreciation  resulted  from  sucb 
use. 

Shortly  prior  to  the  time  it  entered  into  the  contract,  claimant 
had  an  offer  to  sell  its  plant,  but  it  believed  that  by  entering  into 
the  contract  it  would  better  its  financial  condition. 

Attention  is  not  called  to  any  recognized  theory  of  adjustment  of 
War  Department  contracts  authorizing  the  allowance  of  deprecia- 
tion due  to  the  causes  stated,  and  I  know  of  no  theory  upon  which 
such  an  allowance  can  be  made. 

It  is  recommended  that  the  action  of  the  Board  of  Contract  Ad- 
justment in  denying  claimant  relief  for  depreciation  of  its  plant  be 
affirmed. 

BENTAL  TALUK. 

In  paragraph  2  of  the  decision  of  the  Board  of  Contract  Adjust- 
ment it  is  stated  that  claimant  suggests  that  if  the  Board  does  not 
allow  its  claim  for  depreciation,  then  claimant  should  be  allowed 
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for  loes  of  the  rental  valae  of  its  plant.  This  alternative  relief  sug- 
gested by  claimant  was  not  considered  by  the  Board  of  Contract  Ad- 
justment as  it  believed  the  Board  was  not  authorized  to  consider  the 
alternative  relief  because  the  claim  for  rental  had  not  been  filed  with 
the  Cincinnati  Ordnance  District  Claims  Board,  llie  opinion  re- 
cites that  claimant  is  not  precluded  friHn  taking  such  further  action 
in  regard  to  claim  for  loss  of  rental  as  it  may  deem  advisable,  and 
that  the  denial  of  the  item  of  depreciation  is  without  prejudice  to 
the  right  of  claimant  to  take  action  before  the  Cincinnati  Ordnance 
District  Claims  Board  in  regard  to  the  claim  for  the  rental  of  the 
plant  as  claimant  may  deem  advisable. 

The  simple  affirmance  of  the  opinion  of  the  Board  of  Contract 
Adjustment  would  leave  claimant  possessed  of  the  right  to  present 
its  claim  for  rental  to  the  Cincinnati  Ordnance  District  Claims  Board, 
and  thus  the  final  adjustment  of  claimant's  contract  would  be  further 
delayed.  It  is  my  opinion  that  the  Secretary  of  War  should  con- 
sider the  alternative  claim  for  rental  sugge^ed  to  the  Cincinnati 
Ordnance  District  Claims  Board  and  the  Board  of  Contract  Adjust- 
ment, as  if  the  claim  for  rental  had  been  duly  filed  with  the  District 
Board  and  by  it  disallowed  and  carried  to  the  Board  of  Contract 
Adjustment  on  appeal,  this  would  expedite  the  final  adjustment  of 
claimant's  contract. 

It  is  not  unusual  under  circumstances  such  as  shown  by  the  record 
to  allow  a  reasonable  charge  for  the  use  and  occupancy  of  that  part 
of  the  plant  to  be  devoted  to  the  performance  of  the  contract  during 
the  period  of  preparation  for  performance. 

There  are  some  suggestions  in  the  record  that,  as  the  result  of 
moneys  expended  for  repairs  to  the  plant  for  which  allowance  was 
made  in  the  award  offered,  claimant's  plant  was  in  much  better  con- 
dition for  commereial  purposes  at  the  time  of  suspension  than  at  the 
time  the  contract  was  entered  into.  If,  as  a  matter  of  fact,  better- 
ments had  accrued  to  the  plant  from  expenditures  made  in  prepara- 
tion for  the  performance  of  this  contract  for  which  allowance  has 
been  made  in  the  award  offered  claimant,  this  fact  should  be  taken 
into  consideration,  and  the  value  of  such  betterments  should  be  offset 
against  the  charge  for  use  and  occupation. 

RKCOH  HENDATIO  NS. 

It  is  recommended  as  follows;  That  the  record  be  returned  to  the 
appeal  section,  War  Department  Claims  Board ;  that  the  appeal  sec- 
lion  be  directed — 

(a)  To  determine  the  amount,  if  any,  which  should  be  allowed 
claimant  by  way  of  use  and  occupancy  of  the  plant  as  rental ; 

(b)  Also  to  determine  whether  the  value  of  daimant's  plant  was 
increased  by  reason  of  betterments  made  during  the  period  of 

,.C 
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preparation  to  perform  the  contract,  for  the  expense  of  which  allow- 
ances are  included  in  the  award  offered;  and 

(c)  If  so,  to  determine  the  reasonable  value  of  such  betterments; 
and 

{d)  If  the  amount  of  rental  determined  as  hereinbefore  suggested 
exceeds  the  value  of  the  betterments  so  determined,  that  the  appeal 
section  ascertain  the  amount  of  such  difference  and  return  the  rec- 
ord to  the  ordnance  section  with  instructions  to  increase  its  offer 
of  award  b;  the  amount  as  so  ascertained  by  the  appeal  section ; 

(e)  If  the  appeal  section  finds  that  the  value  of  the  betterments 
exceeds  a  reasonable  allowance  for  use  and  occupation  determined 
aa  hereinbefore  suggested,  the  decision  of  the  Board,  of  Contract 
Adjustment  should  be  modified  to  conform  to  such  finding;  and 

(/)  In  any  event,  upon  a  reconsideration  of  the  case  by  the  ap- 
peal section,  the  claim  should  be  disposed  of  as  if  the  suggested 
alternative  relief  bad. been  brought  before  the  appeal  section  by 
appeal  in  the  usual  manner;  and 

{g)  The  opinion  of  the  Board  of  Contract  Adjustment  should  be 
modified  accordingly ; 

(A)  That  part  of  the  decision  of  the  Board  of  Contract  Adjust- 
ment denying  relief  to  claimant  for  depreciation  in  Uie  value  of  the 
plant  should  be  affirmed. 

J.  A.  HuiiL, 
Colonel,  J.  A. 
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XOVEHBEH  30,    1920. 

Case  Ko.  2456. 

In  re  CLAIM  Ot  BSEEBS  AIBCBA7T  OOBPOBATleM. 

ON  APPEAL  BEFOBE  THE  SECRETARY  OF  WAR, 

Thlt  ololm  wfti  decided  by  tke  Board  ol  Contraot  Adjaitment  Jose  18,  IDSO. 
On  appeal  t«  tbe  Beoretary  of  War,  tbe  deolaion  ot  ttie  board  wai  afflrmed 
cx««pt  as  to  Item  1,  aad  wai  rcnanded  to  the  appeal  leotlon,  Wai  De- 
partmeat  Clalmt  Board,  for  further  prooeedlaKi  on  thli  Item.  (For  deei- 
■lon  of  Jnne  19,  IBSO,  lee  Vol.  VI,  p.  884,  theie  deciitoni.) 

Upon  consideration  of  the  record  in  this  matter  it  is  directed  that 
the  decision  of  the  Board  of  Contract  Adjustment  be  approved  and 
affirmed  except  as  to  Item  1  of  the  claim,  and  that  further  proceed- 
ings be  had  by  the  appeal  section,  War  Department  Claims  Board, 
in  order  to  determine  the  amount  due  claimant  as  profit  and  bonus  in 
connection  with  contract  No.  2538-1  for  Penguin  spare  parts. 
Nbwtom  D.  Baeeb, 

Secretary  of  War. 
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KOVEUBEB  30,  1920. 
Case  ITo.-  2625. 

In  re  OLAZM  OT  LSHIOH  TALIiEY  EAUAOAD  CO. 
ON  AFFEAI.  BEFORE  THE  8ECBETABY  OF  WAR. 

For  deoltion  of  the  Board  of  Conbaot  Adjuitmaiit,  lee  Vol,  TI,  p.  StS. 

Upon  consideration  of  the  record  presented,  the  accompanying 
decision  of  the  Board  of  Contract  Adjustment  is-  hereby  approved 
and  affirmed. 

Newton  D.  Bakes, 

Secretary  of  War. 
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NovrafBBR  80,  1920. 
Case  Ko.  2909. 

In  re  CUXX  OP  Z.  L.  LORO. 

ON  AFPEAI.  BEPOKB  THE  SECBBTAST  OP  WAR. 

TUi  claim  wfti  decided  by  tHe  ftppckl  teotlon,  Wbt  Deptrtmwt  Oliimi  Beud, 
Ootober  S,  IMO.  Upon  appeil  to  t&fl  BeoxetvT  ot  War,  daoliloa  alllrmed, 
(See  Vol.  TH,  tbeae  deoliloae,  p.  8W.) 

Upon  consideration  of  the  record  preseated  the  accompanying 
decision  of  the  appeal  section,  War  Department  Claims  Board,  is 
hereby  approred  and  affirmed. 

Kewton  D.  Baker, 

Secretary  of  War. 
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November  30,  1920. 
Case  ITo.  2099. 


ON  APPEAL  BEFORE  THE  BECRETART  OP  WAR. 

On  June  3,  1920,  the  Board  of  Contract  Adjnitmvnt  tuned  iti  deolilon  (pnb- 
lUhed  In  Tol.  TI). 

On  An^st  11,  1980,  tlie  Beoretur;  of  War  reversed  the  deoliioti  of  the  Board 
of  Contract  Adjaitment  and  ordered  that  the  lame  be  set  aside  and  va- 
cated, and  on  Angnat  28,  1930,  the  appeal  fteotlon.  War  Sopartment  Claims 
Board,  formerl7  Board  of  Contract  Adjnitment,  limed  Iti  opinion  lettluK 
aaide  and  vacating  the  decision  of  the  Board  of  Contract  Adjnitment  of 
Jnne  3,  1920,  and  caneellng,  revoking,  and  recalling  Ite  document  settlns 
forth  the  nature,  terms,  and  oondltloni  of  the  arieement  and  eertlflcatc 

On  November  30,  1920,  the  Secretary  of  War  In  the  following  decision  ordered 
his  former  opinion  reversed  and  the  opinion  of  the  Board  of  Contract  Ad- 
justment of  June  3,  1880,  together  with  eerttflcate  form  "  C "  and  the 
document  setting  forth  the  nature,  terms,  and  conditions  of  the  agreement, 
reinstated  and  made  of  full  effect 

For  all  the  facta  In  the  case  reference  Is  made  to  the  decision  of  the  Board 
of  Contract  Adjnitment  of  Jnne  3,  1S20  (published  in  Vol.  TI). 

Because  of  many  unusual  circumstances  of  fact  entering  into  the 
foundation  upon  which  this  claim  is  said  to  be  based,  the  matter  has 
been  one  of  great  difficulty  and  has  aroused  sharp  and  irreconcilable 
difference  of  opinion  upon  questions  of  law  and  questions  of  fact. 
There  has,  however,  been  little  difference  of  feeling  on  the  part  of 
those  who  have  carefully  examined  the  record  as  to  the  equities  in- 
volved. Whether  or  not  a  legal  basis  exists  for  relief  by  the  Secre- 
tary of  War,  and,  if  so,  whether  the  character  of  the  claims  is  such 
that  substantial  equity  can  be  effectively  done,  are  the  questions  now 
to  be  decided  on  this  rehearing. 

The  War  Department  had  a  contract  with  the  Minneapolis  Steel 
&  Machinery  Co.  for  the  production  of  munitions.  The  contract 
contained  a  clause  authorizing  the  company  to  bring  to  the  attention 
of  the  Secretary  of  War  any  condition  arising  in  its  works  likely  to 
cause  labor  disputes  and  interference  with  the  continuity  of  produc- 
tion. The  contract  then  proceeded  to  authorize  the  Secretary  of  War, 
in  such  case,  to  consider  the  questions  upon  which  the  threatened 
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labor  difficulty  rested  and  make  Buch  adjustment  of  tbem  in  the  in- 
terest of  the  Government  as  he  might  deem  necessary,  and  to  adjust 
pro  tanto  the  compensatioD  to  the  company. 

No  such  notice  was  at  any  time  given  to  the  Secretary  of  War 
by  the  company,  nor  did  he.  intervene  under  this  clause  of  the 
contract;  but  during  the  course  of  manufacture  under  the  con- 
tract, through  entirely  unofficial  agencies,  the  attention  of  the  War 
Labor  Board  Tvas  attracted  to  the  labor  situation  in  the  Minneapolis 
district,  and  it  sent  representatives  and  agents  to  that  district  to 
investigate,  conciliate,  and  report.  In  all  some  65  industrial  and 
manufacturing  establishments  were  within  the  field  of  the  wage 
inquiry  thus  made.  The  recommendations  or  orders  of  the  War 
Labor  Board  with  regard  to  most  of  them  were  accepted  and  acted 
upon  by  employers.  All  these  plants,  however,  were  not  engaged 
in  work  for  the  Government  of  the  United  States,  and  it  may  be 
assumed  that  any  additional  cost  to  employers  by  reason  of  changed 
wage  scales  so  accepted  were  either  absorbed  by  the  employers  or 
covered  by  increased  prices  of  products.  In  any  case  no  claim 
against  the  Grovemment  under  the  Dent  Act  was  presented  with 
regard  to  them.  The  Minneapolis  Steel  &  Machinery  Co.,  how- 
ever, was  employed  under  a  direct  contract  with  the  War  Depart- 
ment in  the  manufacture  of  munitions.  The  activities  of  the  War 
Labor  Board  with  regard  to  industrial  conditions  in  the  Minne- 
apolis district,  therefore,  concerned  the  War  Department  and  affected 
continuity  of  manufacture  of  indispensable  munitions.  The  War 
Labor  Board  having  adjudged  an  increase  of  pay  to  the  men  em- 
ployed by  the  Minneapolis  Steel  &  Machinery  Co.,  and  that  com- . 
pany  having  refused  to  accept  or  act  upon  the  award  so  made,  rep- 
resentatives of  the  employees  presented  for  the  consideration  of 
the  War  Department  a  claim  under  the  Dent  Act  based  upon  the 
theory  that  the  award  of  the  War  Labor  Board,  taken  together  with 
the  actions,  statements,  and  assurances  of  representatives  of  that 
Board,  engendered  a  contract  between  the  men  and  the  War  Depart- 
ment which  it  was  within  the  power  of  the  Secretary  of  War  equi- 
tably to  carry  out. 

The  claim  was  considered  by  the  Board  of  Contract  Adjustment, 
which  decided  in  favor  of  its  validity.  The  standing  committee  of 
the  War  Department  Claims  Board,  examining  the  work  of  the 
Board  of  Contract  adjustment,  reached  the  judgment  that  its  deci- 
sion was  wrong  on  two  grounds:  (1)  That  the  claim  had  not  been 
"  presented  prior  to  June  30,  1919,"  and  was  therefore  barred  by  the 
limitations  imposed  in  the  Dent  Act;  and  (2)  that  the  agents  of  the 
War  Labor  Board  were  without  authority  to  make  any  such  con- 
tractual promise  between  the  employees  of  the  company  and  the 
Government,  as  they  were  alleged  to  have  made,  and  that  their 
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unauthorized  action  was  not  validated  by  the  subsequent  adjudica- 
tion of  the  War  Labor  Board  itself;  that,  in  short,  there  vas 
no  contract,  formal  or  informal,  to  be  considered  by  the  Secretary 
of  War. 

This  opinion  of  the  standing  comn)itt«e  of  the  War  D^artment 
Claims  Board  was  referred  to  the  office  of  the  Judge  Advocate  Gen- 
eral of  the  Army,  where  it  received  the  earnest  consideration  of  emi- 
nent lawyers,  who  reached  unanimously  the  judgment  of  con- 
currence with  the  standing  committee.  I,  therefore,  reversed  the 
action  of  the  Board  of  Contract  Adjustment.  Instant  and  urgent 
requests  for  a  rehearing  were  made;  a  rehearing  was  had,  and 
the  decision  now  to  be  made  must  be  the  final  action  of  the  Secre- 
tary of  War. 

Before  considering  the  views  upon  which  my  legal  advisers  are 
substantially  a  unit  it  may  l}e  well  to  dispose  of  one  or  two  minor 
matters. 

The  record  contains  evidence  introduced  to  show  that  there  was 
in  fact  no  labor  disturbance  as  between  the  employer  and  the  em- 
ployees of  the  'Minneapolis  Steel  &  Machinery  Co. ;  that  production 
in  that  plant  was  uninterrupted;  and  that  certain  officers  of  the 
Army  stationed  in  the  plant  as  inspectors  of  production  knew  of  no 
conditions  which  threatened  to  interfere  with  the  prompt  and  con- 
tinuous deliveries  of  munitions.  From  this  and  other  evidence  of 
like  import  it  is  urged  that  the  dispute  which  the  War  Labor  Board 
undertook  to  consider  was  fictitious  and  was  more  irresponsible  agi- 
tation by  outside  persons  than  a  real  condition  in  the  labor  field 
needing  adjustment  or  conciliation.  It  may  be  conceded  that  the 
record,  so  far  as  it  goes,  on  this  subject  is  persuasive,  but  this  was 
not  a  central  or  pivotal  point  in  the  controversy,  and  I  have  no  means 
of  knowing  what  a  more  intimate  search  for  the  real  facts  would 
have  shown  by  supplementing  the  record  on  this  subject  with  the 
testimony  of  workers  in  the  Minneapolis  field  as  to  the  real  facts 
underlying  the  surface  indications  of  agreement  and  satisfaction. 
The  point,  however,  is  immaterial :  The  War  labor  Board  took  cog- 
nizance of  ihe  situation;  the  Minneapolis  Steel  &  Machinery  Co. 
urged  upon  it  that  there  was  no  controversy,  and  the  War  Labor 
Board  decided  that  there  was,  and  on  the  basis  of  its  finding  that  such 
a  controversy  did  exist,  and  that  the  public  interest  required  it  to 
moderate  and  adjust  the  controversy,  proceeded,  through  its  agents 
and  by  its  formal  judgments,  to  act.  If,  therefore,  the  War  Labor 
Board  was  such  an  agency  as  had  any  power  to  speak,  its  determina- 
tion of  the  discretionary  question  is  final,  and  an  authorized  promise 
made  by  it  is  binding,  even  though  its  judgment  may  have  erred  as 
to  the  necessity  of  making  that  promise  in  order  to  preserve  those 
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conditions  in  industry  essential  to  prodnction  in  the  interests  of  the 
Government. 

The  Dent  law  authorized  the  Secretary  of  War  to  consider  and 
adjust  informal  contracts  arising  out  of  the  acts  of  agents  of  the 
President,  as  well  as  out  of  the  acts  of  agents  of  the  Secretary  of  War 
himself.  It  is,  therefore,  important  to  determine  whether  or  not  the 
War  Labor  Board  was,  in  fact,  an  agent  of  the  President,  and,  if  so, 
the  scope  of  its  autiiority. 

In  creating  the  War  Labor  Board,  the  President  said :  "  The 
powers,  functions,  and  duties  of  the  National  War  Labor  Board  shall 
be  to  settle,  by  mediation  and  conciliation,  controversies  arising  be- 
tween employers  and  workers  in  fields  of  production  necessary  'tor 
the  effective  conduct  of  the  war,  or  in  other  fields  of  national  activ- 
ity, delays,  and  obstructions  which  might,  in  the  opinion  of  the 
National  Board,  affect  detrimentally  such  production.  •  •  * 
and  to  summon  the  parties  to  controversies  for  hearing  and  action 
by  the  National  Board  in  event  of  failure  to  secure  settlement  by 
mediation  and  conciliation."  This  statement  of  tbe  powers  and  func- 
tions of  the  Board  is  in  very  general  terms,  and  rather  leaves  the 
scope  of  its  authority  to  the  discretion  of  the  Board  after  stating 
the  high  national  purpose  for  which  the  Board  was  created.  The 
field  of  activity  committed  to  it  was  varied,  widespread  and  delicate ; 
no  narrow  and  circumscribed  rules  for  its  guidance  could  be  laid 
down,  but  the  object  of  serving  the  vital  national  interests  by  fore- 
seeing and  adjusting  threatening  labor  disturbances  so  as  to  prevent 
interruption  in  the  manufacture  and  delivery  of  essential  supphes 
was  clearly  stated,  and  it  is  fair  to  assume  that  the  President  in- 
tended the  Board  to  have  as  much  authority  as  he  himself  had, 
reasonably  necessary  and  appropriate  to  achieve  the  purpose  com- 
mitted to  it.  If  the  President  had  sent  for  the  Secretary  of  War 
and  told  him  that  he  personally  had  examined  the  labor  situation  in 
Minneapolis,  and  liad  come  to  the  conclusion  that  the  workers  in  the 
Minneapolis  Steel  &  Machinery  Co.  should  be  given  additional  com- 
pensation in  order  to  enable  them  to  meet  the  advanced  cost  of  living, 
and  to  devote  themselves  contentedly  to  the  important  production 
upon  which  they  were  engaged,  and  that  he  had  told  the  employees 
in  that  plant  to  go  forward  with  production  and  that  he  would  see 
that  they  were  additionally  and  justly  compensated,  there  can  not 
be  any  reasonable  question  that  such  a  statement  and  such  action 
by  the  President  would  have  constituted  a  claim  under  the  Dent  Act 
which  the  Secretary  of  War  would  be  authorized  to  pay  and  adjust. 
Instead  of  doing  this,  however,  the  President  created  the  War  Labor 
Board  to  deal  with  all  situations  of  this  sort,  and  to  devote  an 
amount  of  time  to  the  general  labor  situation  which  it  was  quite 
impossible  for  the  President  to  extract  from  his  overburdened  hours.  ^ 
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In  my  opinion  the  action  of  the  War  Labor  Board  was,  therefore, 
the  action  of  the  President,  and  is  equally  binding  upon  me. 

The  War  Labor  Board  summoned  the  Minneapolis  Steel  &  Ma- 
chinery Co.  to  appear  before  it  when  it  was  investigating  and  con- 
sidering this  matter;  the  company  did  appear  with  pleas  to  the  juris- 
diction and  denials  of  controversy,  but  the  War  Labor  Board  over- 
ruled the  pleas  and  found  affirmatively  as  to  the  existence  of  the  con- 
troversy; it  made  its  order  in  the  spring  of  1919  retroactive  to  the 
date  at  which  the  War  Labor  Board  formally  assumed  jurisdiction 
of  the  controversy.  This  order  the  Minneapolis  Steel  &  Machinery 
Co.  declined  to  carry  out.  In  the  meantime  agents  of  the  War  Labor 
Board,  in  public  addresses  and  otherwise  to  individuals  and  mass 
meetings  of  the  workers,  maintained  the  staiiia  quo  by  assurances 
explicitly  and  publicly  given  that  the  War  Labor  Board,  which  had 
taken  cognizance  of  the  controversy,  would  make  a  just  decision,  and 
that  the  men  could  rely  upon  receiving  compensation  upon  such  an 
award. 

I  do  not  think  it  necessary  to  find  that  these  workers  would  have 
engaged  in  a  strike  but  for  the  promises  of  the  representatives  of  the 
War  Labor  Board,  and  to  regard  their  abstention  from  striking  as 
consideration  moving  from  them  to  the  Government  for  the  informal 
contract  upon  which  they  seek  to  recover.  It  may  well  be  that  they 
would  not  have  struck,  but  that  many  of  them  were  impressed  with 
the  injustice  of  their  situation  is  clear,  and  the  War  Labor  Board, 
which  had  the  whole  national  field  of  industrial  relations,  regarded 
itself  as  justified  in  making  an  award  in  this  case  in  fairness  to  the 
workers.  The  preservation  of  a  sense  of  fairness  in  the  workers  of 
the  country  generally  was  essential  in  the  national  interest,  and  steps 
taken  by  the  War  Labor  Board  to  create  and  preserve  a  belief  on  the 
part  of  the  workers  that  the  Government  was  dealing  fairly  with 
the  labor  was  in  itself  consideration  enough  to  sustain  any  promise 
or  award  made  by  the  War  Labor  Board  appropriate  to  that  end.  In 
any  case,  the  claimants  here  did  continue  at  work ;  they  did  submit 
their  controversy  to  the  War  Labor  Board;  they  acquiesced  in  its 
orders  and  its  judgments;  and  there  is  evidence  in  the  record  that 
they  relied  upon  the  promises  of  its  agents. 

It  is  said  that  these  agents  were  without  authority  to  make  the 
promises  they  did  make.  That  question  is  swallowed  up  in  the- subse- 
quent order  of  the  Board  itself  which  entered  formal  judgments, 
merging  any  previous  promise  in  a  final  award  covering  a  wage 
schedule  which,  by  the  terms  of  the  order  of  the  Board,  was  to  be 
applied  within  definite  limits  of  time  and  to  all  of  the  workers  cov- 
ered by  its  provisions. 

It  is  urged  that  it  is  difficult  if  not  impossible  to  tell  with  whom 
this  contract  was  made  so  far  as  the  workers  are  concerned;  that 
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there  may  have  been  persons  at  the  mass  meetings  who  had  no  sense 
of  grievance,  who  felt  themselves  adequately  compensated,  and  who 
were  not  in  the  position  of  reqnesting  any  increase  of  pay,  and  that 
it  is  now  impracticable  to  determine  to  whom  the  extra  pay  should 
be  awarded.  That,  however,  is  a  practical  difficulty  affecting  the  ad- 
ministration of  any  order  now  made,  rather  than  the  propriety  of 
the  order,  and  I  think  can  be  disposed  of  by  saying  that  any  claimed 
agreement  between  any  particular  worker  present  at  a  mass  meeting 
and  the  Government  by  reason  of  a  statement  made  at  the  mass  meet- 
ing by  a  representative  of  the  War  Labor  Board  is,  as  suggested 
above,  merged  in  the  order  of  the  Board  which  adjudged  a  schedule 
to  be  applied  to  all  the  workers. 

In  the  nature  of  the  case  these  claims  were  difficult  of  individual 
presentation.  Many  of  them  are  for  small  amounts  for  the  benefit  of 
people  whose  primary  contractual  relationship  was  not  with  the 
Government  but  with  a  private  employer,  men  who  were  unlearned 
in  the  law  and  could  not  be  expected  to  know  by  what  means  the 
War  Labor  Board  would  carry  out  its  awards.  To  have  required 
each  of  these  claimants  to  present  formally  his  claim  to  the  Secretary 
of  War  would  have  required  of  esich  of  them  that  he  be  wise  enough 
to  resolve  some  of  the  questions  about  which  my  legal  associates  in 
this  matter  are  themselves  at  variance.  It  is  to  be  observed,  how- 
ever, that  there  ip  nothing  in  the  Dent  Act  which  requires  claima 
to  be  presented  to  the  Secretary  of  War  or  to  the  War  Department, 
and  I  believe  it  wholly  within  the  equities  and  intendments  of  that 
act  that  when  the  claims  of  these  workers  for  increased  compensa- 
tion had  been  so  far  drawn  to  the  attention  of  the  War  Labor  Board 
that  that  Board  assumed  jurisdiction  of  them  and  made  final  awards 
after  full  consideration  of  all  the  factors  in  the  dispute  that  such 
presentation  is  presentation  to  an  agent  of  the  President  and  satis- 
fies the  requirement  of  presentation  in  the  Dent  Act  as  a  prerequisite 
to  authority  in  the  Secretary  of  War  to  pay  and  adjust  a  claim. 
The  whole  purpose  of  that  provision  in  the  Dent  Act  was  to  prevent 
the  Government  from  being  surprised  by  the  presentation  of  claims 
after  the  records  of  its  intricate  war  business  had  been  scattered  and 
the  persons  familiar  with  its  business  ceased  to  be  in  the  service  or 
available  to  enable  the  Government  to  know  all  the  circumstances 
of  any  such  claim.  The  matter  herein  under  consideration  was 
actively  pending  before  representatives  of  the  President,  a  volumi- 
nous record  of  investigation,  inquiry,  and  argument  made  on  the 
whole  subject  long  before  the  Dent  law,  and  the  Government  was 
thus  in  possession  not  only  of  knowledge  of  the  controversy  but  of 
record  evidence  as  to  its  merits  and  details.  It  is,  of  course,  true 
that  many  representatives  of  the  Government  are  such  representa- 
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tives  in  a  limited  capacity  and  that  notice  to  them  of  things  which 
they  are  not  authorized  to  receive  notice  upon  does  not  constitute 
notice  to  the  Government;  but  if  I  am  right  in  my  earlier  holding 
that  the  War  Labor  Board  was  such  an  agent  of  the  .President  as  is 
described  in  the  Dent  law,  namely,  such  an  agent  of  the  President 
as  bad  authority  to  create  an  obligation  which  the  Secretary  of  War 
could  pay  and  adjust,  and  such  agent  has  in  fact  undertaken  both 
to  create  the  obligation  and  to  liquidate  it,  then  it  would  follow  as  a 
matter  of  course  that  notice  to  it  with  regard  to  a  matter  within 
its  jurisdiction  would  be  notice  to  the  Government. 

I  think  there  is  no  bar  to  the  action  which  I  am  about  to  take  in 
the  fact  that  the  Minneapolis  Steel  &  Machinery  Co.  failed  to  call 
the  attention  of  the  Secretary  of  War  to  a  threatened  controverey, 
or  refused  to  acquiesce  in  the  action  of  the  War  Labor  Board.  The 
contract  provided  one  way  in  which  a  labor  dispute  might  be  ad- 
justed, but  it  did  not  paralyze  the  Government  and  prevent  it  from 
adjusting  such  a  dispute  if  the  employer  closed  his  eyes  to  the  exist- 
ence of  the  controversy,  or  preferred  to  deny  its  existence  either  be- 
cause he  did  not  see  it  or  for  interests  of  his  own.  The  power  of  the 
President  to  preserve  industrial  peace  and  continuity  of  production 
during  the.  war  could  not  be  made  to  depend  upon  the  willingness  of 
a  contractor,  representing  one  side  only  of  a  threatened  labor  con- 
troversy. 

I  desire  to  express  my  frank  admiration  for  the  learning  and  zeal 
with  which  this  intricate  and  difficult  question  has  been  considered 
fay  my  associates  in  the  Board  of  Contract  Adjustment,  the  standing 
committee  of  the  War  Department  Claims  Board,  and  the  oflSce  of 
the  Judge  Advocate  General  of  the  Army.  I  have  consciously  taken 
a  somewhat  broader  view  of  the  legal  power  conferred  upon  the 
Secretary  of  War  by  the  Dent  Act  than  they  felt  free  to  take,  and  I 
have  regarded  as  the  purpose  of  the  Dent  Act  the  gift  of  authority 
to  the  Secretary  of  War  to  do  equity  as  between  the  Government  and 
those  who  have  rendered  service  or  at  the  request  of  the  Government 
produced  supplies  useful  to  the  Government  in  the  emergency.  I 
therefore  direct  that  this  claim  be  returned  to  the  standing  committee 
of  the  AVar  Department  Claims  Board  with  direction  that  it  regard 
the  decision  of  the  Board  of  Contract  Adjustment  sustaining  the 
claims  of  the  employees  as  final,  and  that  it  proceed  by  such  agencies 
as  are  appropriate  and  necessary  to  pay  and  adjust  the  claims  of  the 
men  which  I  now  hold  to  have  been  contracts  created  by  the  War 
Labor  Board  as  an  agent  of  the  President  in  and  about  the  produc- 
tion of  munitions  and  supplies  for  the  War  Department. 

Kbwton  D.  Bakes, 

Seoretary  of  War. 


NOTEUBER   30,  1920. 

OaM  No,  2368. 

Jn  re  OLAXK  07  OKUAXIC  SALT  A  AOUI  CO. 

ON  AFFKAI.  SEFOHE  THE  BBCSETABT  OF  WAB. 

(For  deaialon  of  Board  ot  Contract  Adjnitment,  ■««  Tol.  T,  p.  lis.) 

TTpon  consideration  of  the  appeal  and  record  in  this  case  the  deci- 
sion of  the  Board  of  Contract  Adjustment  is  affirmed  in  accordance 
^ith  the  accompanying  views  of  the  special  advisers. 

NzwTON  D.  Baeer, 

Secretary  of  War. 
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Case  IXb.  2369. 


e  OIAIK  OP  OBQAHIO  SALT  A  ACID  CO. 

MEHORANDUH. 


There  is  no  brief  nor  any  petition  of  appeal  pointing  out  the  precise 
points  on  which  it  is  contended  that  the  decision  was  erroneous.  The 
testimony,  however,  and  the  discussions  which  took  place  while  it  was 
being  taken  sufficiently  indicate  the  situation. 

As  to  the  items  of  this  claim,  it  appears  that  nothing  is  now  claimed 
in  connection  with  the  triphenyl  phosphates  (S.  M.,  p.  77),  although 
the  statement  of  claim  would  seem  to  indicate  that  much  of  it  did 
relate  to  that  chemical ;  how  much  nowhere  appears.  If  there  were 
such  a  claim  now  pressed,  nothing  could  be  awarded;  the  eridence 
fails  to  show  any  agreement,  express  or  implied,  to  take  300,000 
pounds,  or  any  other  amount  in  excess  of  the  poundage  named  in  the 
contract  of  May  31, 1918,  Completion  of  that  contract  and  payment 
.  in  full  would  amortize  all  expense  connected  with  the  triphenyl  phos- 
phate; and  if  it  did  not  amortize  the  whole  expense,  there  was  no 
other  contract  to  absorb  it  and  no  agreement  to  reimburse  for  it. 

As  to  the  other  two  chemicals,  no  agreement,  express  or  implied, 
is  shown  other  than  the  five  contracts  and  two  orders  enumerated  in 
the  decision.  So  much  of  these  items  as  pertained  to  these  seven 
agreements  would  be  amortized  if  they  had  been  completed;  and  if 
any  part  of  the  items  did  not  pertain  to  such  contracts,  there  was  no 
agreement,  upon  the  faith  of  which  they  were  made,  which  would 
authorize  an  award  under  the  Dent  Act. 

Claimant  failed  to  satisfy  the  auditor  or  the  Air  Service  Claims 
Board  or  the  Board  of  Contract  Adjustment  that  these  items  should 
be  amortized  through  adjustment  upon  cancellation,  and  the  evidence 
before  the  latter  Board  was  too  vague  to  warrant  any  decision  other 
than  the  one  it  made. 

I  recommend  that  the  decision  of  the  Board  be  affirmed. 

Henbt  Laoohbe, 

Special  Adviser, 
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August  25, 1920. 
Case  Ko.  2369. 

In  re  CLAIK  07  OKQAHXC  SALT  *  ACID  CO. 

I  have  carefully  gone  over  the  record  in  this  case,  and  I  do  not  find 
that  the  expenditures  on  which  the  claimant  bases  his  claim  pertain 
to  the  contracts  which  were  awarded  to  the  contractor  and  later  termi- 
nated by  the  Government. 

I  recommend,  therefore,  that  the  decision  of  the  Board  of  Contract 
Adjustment  be  affirmed. 

Hebbebt  H.  Lehuan, 
Special  Adviaer  to  the  Secretary  of  War. 
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NOYEUBEB  1,  1920. 

Case  Ho.  1454. 

In  re  CLADE  07  CAIIVOUTU,  CAP  00. 

1.  CLAm  AVD  DECISIOH.— FaoU  ue  itat«d  Ik  opinion  denrlnK  T«Uet  re- 
ported In  Tolnm«  T,  at  p*^  U5.  On  appeal  the  Becretarr  ot  War 
Initmctad  tbli  MOtlos  to  Isd  an  aKraement  betvcoB  olalauut  and  tba 
Oidnanoe  Department.    Held,  agreement  exlita. 

Maj.  Hill  writing  the  opinion  of  the  Board. 

ON  REOON8IDERATION. 

1.  From  the  decision  of  the  Board  of  Contract  Adjustment  denying 
i-elief,  reported  in  Decisions,  volume  5,  at  page  145,  claimant  appealed 
to  the  Secretary  of  War. 

2.  This  cage  was  returned  to  this  section  with  the  following  order 
of  the  Secretary  of  War : 

"  Upon  consideration  of  the  record  in  this  matter,  it  is  directed  that 
further jproceedings  be  had  by  the  Appeal  Section,  War  Department 
Claims  Board,  in  accordance  with  the  accompanying  recommendation 
of  the  Special  Advisers." 

3.  The  memorandum  of  the  Special  Advisers  contains  the  follow- 
ing recommendation: 

"We  recommend,  therefore,  that  the  Board  of  Contract  Adjust- 
ment find  that  an  agreement  existed  between  the  Ordnance  Depart- 
ment and  the  claimant  company,  and  that  the  Claims  Board  of  the 
Ordnance  Department  be  instructed  to  investigate  the  loss  to  the 
claimant  company,  if  any,  by  reason  of  the  failure  of  the  War  De- 
partment to  take  over  the  fulminat*  of  mercuiy  and  metal  parts 
described  above,  and  make  adjustment  accordingly. 

"(Signed)  Hbrbeft  H.  Lebhan, 

"Special  Adviser. 
"(Signed)  R.  C.  Goodale, 

"Special  Adviser.^ 

4.  By  direction  of  the  Secretary  of  War,  as  set  forth  in  the  fore- 
going order,  the  decision  of  the  Board  of  Contract  Adjustment  dated 
May  3, 1920,  denying  relief,  is  hereby  vacated  and  set  aside. 

5.  By  direction  of  the  Secretary  of  War  and  in  accordance  with  the 
attached  recommendation  of  the  Special  Advisers,  this  section  finds 
that  there  existed  on  or  about  November  6,  1918,  an  informal  agree- 
ment between  the  Ordnance  Department  and  the  claimant,  whereby 
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the  Ordnance  Department  agreed  to  protect  claimant  irom  loss  on 
claimant's  existing  contracts  for  the  purchase  of  fulminate  of  mercury 
and  metal  caps  for  use  as  a  subcontractor  in  making  Mark  IV  and 
Mark  V  detonators,  in  consideration  of  the  execution  by  claimant  of 
a  contract  with  the  Ordnance  Department  to  load  detonators. 

DISPOSITION, 

This  section  will  make  and  transmit  a  statement  of  the  nature, 
terms,  and  conditions  of  the  agreonent,  and  certificate  "  C,"  to  the 
Ordnance  Section  for  action  in  accordance  with  the  recommendation 
of  the  special  advisers. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  ihe  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Oaims 
Board. 
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Case  Ho.  3876. 

In  re  CLAIM.  OF  CHAPKAIT  FBICE  STEEL  CO. 

1.  COITTBACT. — Where  a  proipeetlve  contractot  refused  to  tign  the  formal 
contract  nutll  ohauKei  had  been  made  In  certain  material  termi  thereof, 
and  moh  chanKes  were  never  made,  and  the  contract  was  vctct  ligced, 
there  wai  no  meeting  of  the  mindi.  and  no  Informal  agreement  waa 
entered  into  between  claimant  and  the  United  States. 

9.  FACILITIES. — Where  a  proipeetive  contractor  mad«  expenditures  f«»  faolli- 
tiet  tor  the  purpose  of  performing  a  oontract  which  it  expected  to  get, 
but  which  was  never  signed,  such  expendltnrea  were  not  made  upon  the 
faith  of  any  agreement  with  the  ITnlted  States.  In.  abienoe  of  a  proTl- 
ilon  In  the  contract  providing  for  the  amortisation  of  ipecial  facilities. 
It  must  he  presumed  that  the  contractor  was  equipped  with  the  faoiUtlea 
necessary  to  enable  it  to  perform  the  contiaot,  and  If  expenditures  are 
made  for  facilities  and  the  oontract  li  suspended  before  completion,  the 
oontraotor  li  not  entitled  to  Telmbursement  for  luoh  expendltnrea. 
Held,  there  wai  no  agreement  and  claimant  li  not  entitled  to  any  reim- 
bursement. 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

FIKDINOS   OF   FACT. 

The  Appeal  Section  finds  the  following  to  be  the  facts : 

1.  This,  claim  is  before  the  Appeal  Section,  formerly  the  Board 
of  Contract  Adjustment,  on  appeal  from  the  action  of  the  Claims 
Board,  Office  Director  of  Purchase,  denying  claimant  any  relief. 
Statement  of  claim,  Form  A,  has  been  filed  under  Purchase,  Storage, 
and  TraflSc  Division,  Supply  Circular  No.  17,  1919,  for  $936.10,  by 
reason  of  an  agreement  alleged  to  have  been  entered  into  between 
claimant  and  the  United  States. 

2.  Between  October  4  and  23,  1919,  claimant  company  received 
several  telegrams  and  letters  from  Mr.  S.  L,  Rariden,  Washington 
representative  of  the  Indianapolis  Chamber  of  Commerce,  advising 
claimant  that  it  had  been  recommended  by  the  Hardware  and  Metals 
Division,  OiEce  of  the  Quartermaster  General,  for  a  contract  for 
3,375  No.  2  Army  field  ranges,  and  that  as  soon  as  the  contract  had 
been  approved  by  the  board  of  review  it  would  be  forwarded  to 
claimant. 

.    Contract  No.  H.  C.-827-J.,  dated  October  16,  1918,  was  approved 
by  the  Board  of  Review  October  22, 1918,  and  was  received  by  claim- 
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out  October  36, 1918.  By  the  terms  of  this  contract  (Q-  M.  C.  Form 
Xo.  lOS  O  with  Schedule  A  attached)  claimant  was  to  furnish  and 
deliver  to  the  United  States  "  3,375  Army  Ranges  No.  2  complete 
with  boiling  plate,"  at  $11.47  each,  "  delivery  to  commence  November 
1, 1918 ;  500  per  week ;  entire  contract  to  be  completed  by  December 
20, 1918." 

3.  Immediately  uppn  receipt  of  the  contracts  on  October  26,  claim- 
ant returned  them  unsigned,  requesting  that  (1)  the  term  "Army 
Field  Ranges  No.  2  complete  with  boiling  plate  "  be  changed  to  read 
"Army  Field  Range  No.  2  with  boiling  plates  but  withoirt  smoke- 
stacks or  any  other  equipment,"  stating  that  this  was  in  accordance 
with  claimant's  understanding ;  (2)  that  the  delivery  date  be  changed 
to  read,  "  Delivery  to  commence  two  weeks  after  the  receipt  of  needed 
material,"  stating  that  this  was  in  accordance  with  its  tender,  and 
also  stating — 

"  We,  of  course,  could  not  place  definite  orders  until  we  received 
your  contract,  but  we  have  been  securing  promises  of  delivery,  and 
the  best  promise  we  have  received  on  the  sheet  iron  is  from  the 
American  Sheet  and  Tin  Plate  Co.,  who  stated  that  if  we  can  secure 
the  automatic  classification  of  A-5  they  could  make  shipment  within 
from  four  to  six  weeks." 

The  Hardware  and  Metals  Division*  returned  the  contracts  to 
claimant  with  instructions  to  sign  them  as  they  were,.but  advised  that 
claimant's  letter  had  been  referred  to  the  purchasing  officer.  Claim- 
ant then  changed  the  reading  of  the  contracts  with  lead  pencil, 
signed,  and  returned  them.  The  lead  pencil  changes  were  erased 
8nd  the  contracts  were  returned  to  claimant  by  the  Hardware  and 
Metals  Division  with  instructions  to  sign  them  as  they  were.  This 
letter  did  not  reach  claimant  until  after  the  signing  of  the  armistice. 
Claimant  then  communicated  with  the  Jeflersonville  Depot  Quarter- 
master, who  replied  by  wire,  "  Go  slow  on  further  expenditures," 
and  shortly  thereafter  requested  that  all  operations  under  the  con- 
tract be  suspended.    The  contracts  were  never  signed  by  claimant. 

i.  It  appears  that  upon  receipt  of  advice  from  Mr.  Rariden  that 
it  was  certain  to  get  a  contract  for  field  ranges  claimant  made 
arrangements  to  purchase  the  needed  material,  with  the  understand- 
ing, however,  that  none  was  to  be  shipped  until  claimant  so  advised 
by  wire.  Therefore  claimant  suffered  no  loss  because  of  cancellation 
of  its  commitments.  Claimant  did  make  some  rearrangements  and 
adjustments  in  its  factory,  including  the  roofing  of  a  courtway,  at  a 
total  cost  of  $1,543.70,  all  of  which  was  completed  about  the  time  the 
armistice  was  signed.  The  Zone  Board  of  Review  at  Jeffersonvtlle. 
nndertook  to  negotiate  a  settlement  of  the  supposed  contract,  and  on 
December  20, 1918,  claimant  in  conference  with  that  Board  agreed  to 
settle  contract  No.  H.  C.-827-J  "  on  the  basis  of  payment  of  $936.10, 
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covering  difference  in  cost  of  building  erected  especially  for  its  work 
and  its  fair  value  to  us,  the  cost  of  the  building  being  $1,543.70." 
The  JeffersonviUe  Board  of  Review  recommended  settlement  on  this 
basis,  but  the  Claims  Board,  Office  Director  of  Purchase,  held  that 
there  was  no  agreement  between  claimant  and  the  United  States. 


1.  It  can  not  be  said  that  an  informal  agreement  was  reached  be- 
tween claimant  and  the  United  States.  There  was  no  meeting  of  tha 
minds  on  certain  material  terms  of  the  contract.  The  Appeal  Sec- 
tion therefore  holds  that  no  agreement  was  entered  into  between 
claimant  company  and  any  representative  of  the  Secretary  of  War 
such  as  is  contemplated  by  the  act  of  March  2, 1919. 

2.  But  even  if.  it  had  been  found  that  an  agreement  had  been  en- 
tered into  between  claimant  and  the  United  States  no  relief  could  be 
granted  claimant.  This  claim  is  for  expenditures  made  for  special 
facilities  provided  by  the  claimant  for  the  purpose  of  filling  a  con- 
tract which  it  had  every  expectation  of  receiving  from  the  United 
States,  but  this  contract  contained  no  provision  providing  for  the 
amortization  of  special  facilities.  In  the  absence  of  a  provision  in 
the  contract  providing  for  the  amortizatios  of  special  facilities,  it 
must  be  presumed  that  the  contractor  was  equipped  with  the  facilities 
necessary  to  enable  it  to  perform  the  contract,  and  if  expenditures 
are  made  for  facilities  and  the  contract  is  suspended  before  comple- 
tion, the  contractor  is  not  entitled  to  reimbursement  for  such  expendi- 
tures. If,  at  the  request  of  the  Government,  a  contract  has  been 
suspended  before  completion,  reimbursement  for  facilities  will  be 
made  only  when  they  were  specially  provided  and  paid  for  by  the 
contractor  for  the  performance  of  the  contract,  and  the  necessity 
therefor  was  contemplated  at  the  time  the  bargain  was  made  and  the 
cost  thereof  was  included  in  the  price  to  be  paid. 

3.  For  the  reasons  stated,  therefore,  the  action  of  the  Claims  Board, 
Office  Director  of  Purchase,  is  hereby  affirmed,  and  the  relief  asked 
for  19  hereby  denied. 

DISPOMTION. 

The  Appeal  Section  will  enter  an  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Lieut.  Hendon  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 


DiB.1izedOyGoO<^lc 


NoyEMBKB  2, 1920. 
Case  Vo.  1598. 

/»  re  OLAHE  OP  SAKTOEZI  ICOTOB  TSTrOX  CO. 

TUa  ebtlm  wat  daoldad  by  the  B«ud  of  Ceatnot  Adjiitmest  ob  April  Bl,  IfttO. 
Jlellel  w«i  denied  the  qlkinftnt  In  *o  tu  «■  mny  contract  exl«ted  between 
the  eUlnuwt  »nd  the  United  States  eoT«rnment.  The  Board  fnrther  held 
that  the  lettlement  oontiaot  entered  Into  between  the  United  8tat««  and 
the  Qarford  Kotor  Iruch  Co.  wac  Toid  ai  harlng  been  entered  Into  without 
eoatlderatlon  and  without  the  antherity  of  the  Seoretair  of  War,  aad 
without  warrant  In  law. 

The  Bearetsxy  of  War,  throarh  his  adTlieri,  lett  aside  lo  mneh  of  the  deol- 
■lon  ot  the  Board  of  Contract  Adjuitment  as  flnda  the  lettlement  eontract 
of  Kar  14>  1910.  void  and  lUOKal  and  dtrecti  that  the  laid  lettlement  con- 
tract be  aOrmed  without  prejudice,  however,  to  the  riKbt  of  the  Oarford 
Motor  Co.  to  open  the  lame  In  a  proper  oaie;  and  that  the  lald  decision 
of  the  Board  of  Contract  Adjuitment  be  afflrmed  in  n  tar  ai  It  denie*  all 
relief  to  the  lector- Hartley  ICotor  Co.  either  ai  a  direct  claimant  apilnit 
the  OoTemment  or  at  a  ■nboontractor  under  the  WUconsln  ICotor  Co., 
and  the  Oarford  Kotor  Cmok  Co.  (For  itatemeut  of  tacti  and  deolilon, 
■ee  BeolRion  of  the  Board  of  Contract  AdjuRtment  under  date  of  Apr.  M, 
19M.) 


Maj.  Fair  writing  the  opinion  of  the  Board. 


ON  RECONSIDERATION. 

1,  This  case  has  been  before  the  Board  of  Contract  Adjustment  on 
several  occasions,  the  last  decision  of  the  said  Board  being  dated 
April  22,  1920.  In  order  that  this  decision  may  clearly  set  forth  all 
the  facts  in  the  case,  it  is  deemed  wise  to  quote  certain  portions  of  the 
decision  of  the  said  Board  of  April  22,  1920.  This  decision  first  sets 
out  the  origin  and  nature  of  the  claim  in  the  following  language : 

"  1.  On  May  28, 1919,  the  Teetor-Hartley  Motor  Co.  filed  iU  claim 
with  this  Board,  Form  B,  setting  up  an  alleged  oral  agreement  with 
Major  Arthur  B.  Browne,  Motor  Transport  Service,  whereby  Major 
Browne  is  alleged  to  have  agreed  with  the  claimant  in  substance  that 
if  it  woul  undertake  the  obligations  of  a  subcontractor  with  refer- 
ence to  the  production  of  certain  motors  for  trucks  that  the  United 
States  would  take  jsuch  action  as  would  protect  it  to  the  same  extent 
as  if  it  were  a  principal  contractor.  It  alleged  a  loss  to  it  of 
^44,106.80  by  reason  of  its  acceptance  and  action  upon  the  said 
^Teement  or  offer  of  Major  Browne. 

"2.  On  June  4,  1919,  this  Board  entered  its  decision  denying  the 
claimant  relief  on  the  ground  that  there  was  '  no  evidence  to  justify 
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a  findii^  that  this  claimant  bad  any  contractual  relations  with  the 
United  States  ichich  would  permit  it  filing  a  claim  directly  or  under 
which  there  would  accrue  any  of  the  rights  claimed  by  it.  The  De- 
cision suggested  that  if  the  Teetor- Hartley  Co.  had  a  valid  claim  the 
appropriate  procedure  would  be  to  acrange  with  the  Wisconsin  Motor 
Co.,  to  which  the  claimant  was  under  contract,  to  submit  its  claim 
to  the  Garford  Motor  Truck  Co.,  the  contractor  with  the  United 
States. 

"3.  It  appears,  however,  that  at  the  time  the  said  Decision  was  en- 
tered the  Garford  Motor  Truck  Co,  had  already  entered  into  what 
puritorts  to  be  a  settlement  contract  with  the  United  States  determin- 
ing the  amount  due  the  Garford  Companv  from  the  United  States  in 
full  settlement  of  all  obligations  of  the  United  States  arising  out  of 
the  (iarford  Company's  contracts  with  the  United  States  referred  to 
in  said  Decision.  (The  duly  executed  contract  of  Sept.  26,  1918,  and 
the  informal  supplement  thereto  of  October  22. 1918.) 

"  4.  On  June  30,  1919,  the  Garford  Motor  Track  Co.  filed  a  state- 
ment of  claim  on  behalf  of  the  Teetor-Hartley  Company,  which  state- 
ment of  claim  set  out  a  copy  of  the  contract  of  September  26,  1918, 
between  the  Garford  Company  and  the  United  States  for  the  delivery 
of  1,000  2-ton  trucks  and  parts  and  copies  of  the  correspondence  (Oct. 
22,  1918,  and  thereafter),  constituting  a  supplemental  agreement  in- 
creasing the  number  of  trucks  to  4,000 ;  also  copies  of  cancellation 
agreement  dated  May  14,  1919,  whereby  the  Garford  Company  sur- 
rendered all  claims  for  compensation  growing  out  of  the  agreement 
for  the  construction  of  3,000  trucks  in  consideration  of  the  payment  to 
it  of  $30,233.30,  The  1,000  2-ton  trucks  were  delivered  by  the  Garford 
Company  and  paid  for  by  the  United  States. 

"  5.  On  July  24,  1919,  this  Board  entered  its  Decision  on  the  said 
application,  which  requested  the  reopening  of  this  settlement  agree- 
ment with  a  view  of  making  allowances  to  the  Teetor-Hartley  Com- 
pany. The  Decision  held  (paragraph  5)  that  the  Claims  Board, 
Office  of  Director  of  Purchase,  is  unauthorized  to  reopen  the  case  of' 
the  Garford  Motor  Truck  Co.,  in  view  of  the  fact  that  such  company 
signed  and  executed  a  termination  agreement  wherein  it  waived  and 
released  al!  claims  against  the  United  States  arising  out  of  said  origi- 
nal contract. 

"  6.  On  or  about  August  13,  1919,  the  claimant  filed  a  petition  for 
rehearing  wherein  it  offered  to  submit  certain  additional  evidence  not 
before  this  Board  at  either  of  the  prior  determinations  of  the  claim. 
The  matter  was  submitted  to  the  Committee  on  Hehearings,  which 
directed  that  the  case  be  reheard. 

"  7.  Accordingly,  on  February  4,  February  24,  and  March  17, 1920, 
further  evidence  was  adduced  on  the  part  of  the  claimant  and  of  the 
United  States." 

2.  The  decision  of  the  Board,  being  brief,  is  also  quoted : 

"  1.  The  claimant  alleges  that  upon  the  faith  of  assurances  of  Major 
Arthur  B.  Browne  on  or  about  August  20,  1918,  that  if  it  undertook 
the  production  of  Wisconsin  UU  motors  it  would  be  safeguarded  to 
the  same  extent  as  if  it  were  a  direct  contractor  with  the  Umted  States, 
it  proceeded  to  put  itself  in  position  to  undertake  such  production 
and  thereW  incurred  substantial  expenses  for  facilities  and  otherwise, 
and  that  Major  Browne's  action  and  its  own  in  the  premises  with 
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other  ciicomsUnces  constitutes  an  agreement,  express  or  implied, 
wifliin  the  Act  of  March  2, 1919.  The  proof  offered  to  support  this 
illation  does  not  amount  to  proof  of  Kn  agreement,  express  or  im< 
phed,  within  the  Act  of  March  2,  1919.  It  does  not  appear  to  have 
been  the  intention  of  Major  Browne  to  enter  into  any  agreement  with 
the  claimant.  The  evidence  tends  to  show  that  his  declarations  to  the 
claimant's  president  were  rather  in  the  nature  of  information  than  in 
the  nature  of  an  agreement.  They  amounted  to  a  declaration  on  the 
part  of  Major  Browne  that  in  his  judgment  the  United  States  would 
reqaire  a  ver^  large  number  of  Wisconsin  motors  of  the  type  stated, 
and  that  in  his  judgment  if  the  claimant  undertook  such  production 
It  would  be  safeguarded,  etc.  The  claimant's  president  knew  that 
Major  Browne  was  giving  him  the  best  information  he  had  on  the 
subject  of  the  needs  of  the  United  States  and  the  probable  duration 
of  this  need.  The  number  of  such  motors  needed  as  determined  by 
the  estimates  of  the  Motors  Division  was  made  available  to  the  claim- 
ant's president  as  data  on  which  he  could  base  his  decision  for  action 
in  the  matter.  Underlying  the  conversation  was  the  knowledge  on 
the  part  of  both  parties  that  hostilities  might  cease  at  anj;  time,  and 
that  with  the  cessation  of  hostilities  the  need  of  the  United  States 
would  cease,  or  at  least  be  reduced. 

"  2.  The  conversation  with  Major  Browne,  the  incident  principally 
relied  upon,  seems  with  regard  to  price,  quantities  and  delivery  to 
be  of  too  vague  a  nature  to  amount  to  a  positive  agreement  on  the 
part  of  Major  Browne  to  bind  the  United  States  or  to  express  the 
matter  otherwise  the  vagueness  of  the  provisions  of  the  alleged  agree- 
ment tends  to  show  that  it  was  not  Major  Browne's  intention  to  enter 
into  contractual  obligations  with  the  claimant.  Furthermore,  it  was 
within  the  power  of  that  officer  and  it  was  his  duty,  if  it  had  been  his 
intention  to  contract  and  his  understanding  that  an  agreement  had 
been  entered  into,  to  recommend  to  his  superiors  the  execution  of  a 
contract.  This  was  not  done  and  from  this  omission  with  the  other 
facts  and  circumstances  in  the  case  the  inference  must  be  drawn  that 
such  was  not  his  intention  or  understanding. 

"3.  In  so  far,  therefore,  as  this  claim  rests  upon  an  agreement,  ex- 
press or  implied,  growing  out  of  the  conversation  with  Major  Browne 
and  the  other  circumstances  shown,  it  must  be  denied. 

"4.  It  appears,  nevertheless,  that  the  agreement  with  the  Garford 
Company  of  October  22,  1918,  for  the  construction  of  3,000  addi- 
tional trucks  was  an  agreement  within  the  Act  of  March  2,  1919. 
That  Act  provides  that  such  agreements  shall  be  adjusted,  paid  or 
discharged  upon  a  fair  and  equitable  basis  as  determined  by  the  Sec- 
retary of  War.  The  Secretary  of  War  has  appointed  the  War  De- 
partment Claims  Board  as  the  agency  to  determine  what  a  fair  and 
just  ba^  may  be  in  such  case.  That  Board  by  Supply  Circular  No, 
IT,  has  directed  the  manner  in  which  such  basis  shall  be  determined 
and  the  appropriate  amounts  paid  in  discharge  of  the  agreement 
found.  That  circular  requires  the  execution  of  Certificate  C,  the 
annexing  of  a  document  embodying  the  agreement  and  the  payment 
by  award  of  the  amount  found  to  be  due. 

"5.  It  appears  from  the  record  herein  that  no  Certificate  C  has 
ever  been  executed  with  reference  to  the  agreement  of  October  22, 
1918,  for  the  delivery  of  the  3,000  additional  Garford  trucks  nor  has 
any  document  embodying  the  said  agreement  been  determined  upon  by 
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the  appropriate  authority.  This  settlement  contract  purporting  to  Ae- 
termine  the  obligations  of  the  parties  arising  out  of  the  saiaagree- 
ment  of  October  22, 1918,  and  providing  for  Uie  payment  of  a  certain 
amount  to  the  Garford  Company  to  settle  the  obligations  of  the 
United  States  thsrein  is  without  consideration  and  void  as  having 
been  entered  into  without  the  authority  of  the  Secretary  of  War  ana 
without  warrant  in  law.  If  payment  has  been  made  thereon  such 
payment  was  illegal  and  should  be  refunded  except  to  the  extent  it 
may  be  found  to  oe  due  the  Garford  Company  by  the  proceedings 
directed  below." 

3.  Claimant  was  forwarded  a  certified  copy  of  the  Findings  of  Fact 
and  Decision  of  the  Board  of  Contract  Adjustment  under  date  of 
April  22, 1920,  and  on  the  10th  day  of  May,  1920,  noted  an  appeal  to 
the  Secretary  of  War.  Under  date  of  May  12, 1920,  the  decision  and 
the  file  were  forwarded  by  the  Board  of  Contract  Adjustment  to  the 
War  Department  Claims  Board  for  transmission  to  the  Secretary  of 
War,  and  in  turn  handed  to  the  Special  Advisers  to  the  Secretary  of 
War,  the  material  parts  of  the  opinion  of  the  said  advisers  being  here- 
with quoted : 

"The  first  question  presented  on  this  appeal  is  whether  an  ad- 
justment of  an  informal  contract  under  the  Dent  Act  is  wholly  void 
)f  made  by  a  cancellation  agreement  instead  of  by  the  usual  pro- 
cedure of  certificate  and  award  as  prescribed  by  Supply  Circular  17. 
The  facts  were  that  a  formal  contract  (No.  533)  for  1,000  trudis 
had  been  made  between  the  Garford  Company  and  the  United  States 
under  date  of  September  26,  1918.  On  October  22,  1918,  an  addi- 
tional order  was  given  for  3,000  more  trucks  of  the  same  make,  and  a 
supplemental  amendatory  contract  was  prepared  for  the  purpose  of 
changing  the  original  amount  of  1,000  to  4,000,  but  this  supple- 
mentnl  contract  was  never  actually  executed.  After  the  Armistice 
the  order  for  the  additional  3,000  trucks  was  canceled.  Contract 
No,  533  contained  a  termination  clause,  and  in  accordance  with  its 
terms  a  formal  cancellation  agreement  was  executed  between  the 
Government  and  the  Garford  Company  under  date  of  May  14,  1919, 
providing  for  the  payment  to  the  company  of  $30,320.23  and  set- 
tling all  claims,  both  under  the  original  contract  and  the  supple- 
mental order.  It  appears  that  no  figures  were  included  by  the  Gar- 
ford Company  on  account  of  the  Teetor-Hartley  subcontract.  A 
letter  from  the  former  chief  of  the  Claim  Settlement  Section  of  the 
Motors  and  Vehicles  Division  states  as  the  reason  for  adjusting  the 
entire  matter  by  a  cancellation  agreement  instead  of  under  Supply 
Circular  17  that  the  records  of  the  Contract  Section  showed  that 
the  supplemental  agreement  had  been  completely  executed  and  that 
the  mistake  was  not  discovered  until  later. 

"  The  settlement  contract  recites  in  the  usual  language  that  it  is 
made  under  direction  of  the  Secretary  of  War,  and  bears  at  the  end 
the  Approval  of  tlie  Board  of  Review,  Office  of  Motors  and  Vehicles 
Division.  The  papers  state  that  it  was  also  approved  May  16,  1919, 
by  the  Claims  Board,  Office  of  Director  of  Purchase,  and  May  17, 
1919,  by  Col.  C.  A.  McKenney  on  behalf  of  Che  War  Department 
Claims  Board.    It  does  not  appear  whether  Colonel  McKenney  was 
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actine  by  his  authoritj  as  a  bnreau  member  of  the  Board  or  under 
specific  authority  conferred  upon  him  in  connection  with  the  indi- 
ridunl  case.  The  amount  of  money  paid  in  the  settlement  is  the 
same  as  it  would  have  been  under  Supply  Circular  17,  and  from 
that  point  of  view  the  mistake  made  no  difference  in  this  particular 
case.  The  suggestion  in  the  papers  that  settlement  by  supplemental 
contract  has  resulted  in  an  overpayment  of  about  $1,800,  represent- 
ing an  allowance  of  ten  per  cent  of  the  cost  of  raw  materials,  com- 
mitments, and  other  items  not  pennissible  under  Supply  Circular  17, 
overlooks  the  fact  that  the  order  for  3,000  motors,  upon  which  the 
claim  is  founded,  was  in  fact  an  amendment  of  the  prior  formal 
contract  for  1,000  motors,  changing  it  only  in  respect  to  the  number, 
and  consequently  leaving  in  full  effect  the  provisions  of  the  termina- 
tion clause,  which  required  the  payment  of  ten  per  cent  on  everything 
except  special  facilities, 

"The  authority  of  the  Secretary  of  War  to  make  settlements 
under  the  Dent  Act  was  by  G.  O.  33  and  G.  O.  40  conferred  upon 
the  War  Department  Claims  Board,  and  that  Board  thereupon  uuly 
prescribed  certain  procedure,  as  set  forth  in  Supply  Circular  17. 
Near  the  beginning  of  this  circular  the  following  language  is  printed 
in  italics : 

'"Attention  is  called  to  the  fact  that  the  Act  does  not  authorize 
the  execution  of  contracts  which  have  not  heretofore  been  properly 
executed.  The  Bureaus  shall  not  execute  contracts  wiUi  respect  to 
agreements  covered  by  the  Act,  but  shall  proceed  in  the  manner  here- 
inafter provided,' 

"  It  does  not  follow,  however,  that  a  contract  which  has  been  exe- 
cuted in  disregard  of  these  instructions  and  has  been  fulfilled  by  pay- 
ment must  necessarily  now  be  treated  as  void.  Nothing  in  the-  Dent 
Act  expressly  reouires  the  adjustment  of  informal  contracts  to  take 
the  form  of  a  tecnnical  award.  The  term  "  award  "  is  found  in  Sec- 
tions 2  and  4,  and  also  in  one  of  the  provisos  in  Section  1.  But  the 
authority  given  to  the  Secretary  of  War  is  to  adjust,  pay,  or  dis- 
charge upon  a  fair  and  equitable  basis,  and  we  think  it  would  be 
entirely  against  the  spirit  of  the  act  to  import  into  it  by  construction 
any  requirement  to  foUow  a  special  technical  procedure.  The  merits 
and  amount  of  the  claim  appear  to  have  been  thoroughly  investigated 
and  clearly  there  would  be  nothing  to  be  gained  by  annulment  of  the 
proceedings,  and  substitution  of  a  new  process  leading  to  the  same 
result.  Such  a  waste  of  time,  on  the  other  hand,  should  clearly  be 
avoided  if  pt^sibla  Full  jurisdiction  under  the  Dent  Act  being  given 
to  the  Secretary  of  War,  his  power  to  adjust  must  include  authority  to 
ratify,  if  necessary,  an  adjustment  already  made.  Therefore,  even 
if  the  cancellation  contract  of  May  14,  1919,  with  the  Garford  Com- 
pany might  have  been  considered  void  because  of  deviation  from  in- 
structions given  in  the  Supply  Circular,  we  nevertheless  think  that 
the  desiralne  course  at  the  present  stage  would  be  to  ratify  it  rather 
than  to  order  new  proceedings  in  accordance  with  the  decision  of  the 
Board  of  Contract  Adjustment. 

"  This  disposes  onl^  of  the  appeal  of  the  Garford  Company  from 
that  part  of  the  decision  of  the  Board  of  Contract  Adjustment  which 
held  the  cancellation  agreement  void.  There  remains  to  be  con- 
Gidered  the  appeal  of  the  Teetor-Hartley  Company,  both  as  direct 
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claimant  in  case  No.  361,  and  as  a  subcontractor  under  the  Garford 
Company  in  case  No.  1598.  At  this  point  it  should  be  remarked  that 
the  Teetor-Hartley  Company  was  not  an  immediate  subcontractor  but 
a  sub-subcontractor,  the  Wisconsin  Motor  Company  intervening  be- 
tween the  Teetor-Hartley  Company  and  the  Garford  Company.  The 
situation  was  that  the  darfora  Company  having  a  contract  with  the 
Government  for  completed  trucks,  made  a  subcontract  with  the  Wis- 
consin Company  for  the  motors,  and  the  latter  Company  under  the 
circumstances  detailed  hereafter  turned  over  this  part  of  the  contract 
to  the  Teetor-Hartley  Company.  The  latter  Company  claims  to  have 
suffered  through  the  cancellation  of  the  3,000  car  order,  and  has  pre- 
sented its  claim  both  as  a  direct  liability  of  the  Government  and  as  a 
claim  through  the  prime  contractor. 

"We  have  examined  the  record  with  great  care  to  avoid  injustice 
to  the  appellant,  but  are  unable  to  find  sufficient  foundation  for  the 
claim  in  any  aspect.  Resolving  all  disputed  questions  of  fact  in 
favor  of  the  claimant,  the  evidence  shows  that  in  April  or  May,  1918, 
the  claimant,  a  manufacturer  of  motors,  desired  to  get  a  contract  with 
the  Government,  but  the  officials  in  Washington  refused  to  make  a 
direct  contract  for  anything  but  completed  trucks,  except  in  certain 
classes  quite  distinct  from  those  involved  here.  The  claimant  was 
urged  to  get  a  subcontract  from  the  Wisconsin  Motor  Company  to 
manufacture  the  so-called  UU  Motors,  which  were  being  used  in  the 
Garford  trucks,  and  after  some  demurring  and  expression  of  fears 
concerning  putting  itself  in  the  hands  of  a  rival,  the  claimant  about 
July  1st  made  some  sort  of  an-angement  with  the  Wisconsin  Motor 
Company  under  which  the  latter  was  to  turn  over  all  its  orders  for 
UU  motors,  and  agreed  to  furnish  the  claimant  with  certain  jigs  and 
tools  On  hand,  which  were  useful  for  this  purpose.  There  is  also  evi- 
dence that  the  price  of  the  motors  was  to  be  from  $315  to  $328.50, 
and  that  m;on  termination  the  Wisconsin  Company  would  allow  the 
Teetor-Hartley  Company  for  all  material  returned  the  same  value 
at  which  it  was  taken  over,  provided  it  passed  inspection.  Nothing 
definite  was  said  about  the  number  of  motors  to  be  made,  although 
there  was  talk  at  first  of  2,000,  and  some  expectation  of  much  larger 
amounts.  This  arrangement  was  entirely  verbal.  Shortly  after- 
wards, on  July  20,  an  order  was  ^ven  the  claimant  by  the  Wisconsin 
Company  for  500  UU  motors.  The  Wisconsin  Company,  however, 
failed  to  furnish  the  amount  of  jigs  and  tools  which  the  claimant 
expected,  and  in  August  the  claimant's  president  discussed  the  situa- 
tion with  Major  Browne,  representing  the  Government,  by  whom 
he  was  further  urged  to  continue  his  relations  with  the  Wisconsin 
Company  in  spite  of  his  repeated  expressions  of  dissatisfaction  and 
fear.  Following  the  conference  with  Major  Browne,  the  claimant 
prepared  itself  for  manufacturing  Wisconsin  UU  motors  in  large 
quantities.  It  added  to  its  plant,  enlarged  its  force,  installed  new 
machinery,  and  acquired  materials.  The  exact  dates  and  amounts  do 
not  appear  because  the  claim  has  not  been  audited,  but  the  total 
amount  expended  after  allowing  for  salvage  appears  to  be  aboat 
$230,000.  No  further  orders  came  from  the  Wisconsin  Company, 
however,  until  October  19,  when  an  order  was  received  for  700  motors, 
making  1,200  in  all.  These  were  the  only  formal  written  orders 
Teetor-Hartley  Company  ever  received.  On  either  October  22  or  23, 
however,  Mr.  Barrows,  the  president  of  the  claimant,  was  with  Mr. 
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John,  the  president  of  the  Wisconsin  Company,  when  the  latter  re- 
ceived a  message  from  the  Garford  Company,  stating  that  the  Gov- 
ernment wanted  3,000  more  UU  motors.  Mr.  John  repeated  this 
conversation  to  Mr.  Barrows,  and  told  him  that  he  expected  the 
Teetor-Hartley  Company  to  turn  out  these  motors.  Mr.  John  ap- 
parently did  not  consider  this  the  giving  of  an  order,  but  Mr.  Bar- 
rows claims  it  was.  Ko  actioa  appears  to  have  been  taken  upon  it 
by  anybody,  however,  and  the  1,200  motors  theretofore  ordered  were 
not  completely  delivered  until  the  following  April.  The  formal 
written  order  received  by  the  Wisconsin  Company  from  the  Garford 
Company  was  expressly  terminable  in  the  event  oi  cancellation  of  the 
Garford  Company's  Government  contracts,  and  a  copy  of  this  order 
appeared  without  explanation  in  the  records  of  the  Teetor-Hartley 
Company,  The  several  companies  were  conversant  with  their  mutual 
relations  to  the  manufacture  of  these  motors.  On  November  15th 
the  Garford  Comiwny  by  telegram  canceled  ita  order  for  3,000  motors 
with  the  Wisconsin  Company,  and  on  the  same  day  and  the  day 
following  8  series  of  telegrams  were  exchanged  between  the  Wis- 
consin Company  and  the  Teetor-Hartley  Company  announcing  the 
cancellation  of  the  Government  order,  confirming  existing  orders 
for  1,000  or  lj200,  and  declaring  that  on  account  of  the  Government 
cancellation  the  Wisconsin  Company  would  not  place  an  additional 
order  of  3,000.  The  Teetor-Hartley  Company  made  no  protest  or 
objection  of  any  kind  to  this  disposition  of  the  order  for  8,000  motors, 
and  it  is  important  to  notice  that  the  Teetor-Hartley  Company  has 
never  made  any  claim  against  the  Wisconsin  Company  for  loss  in- 
curred through  cancellation  of  the  contract,  nor  does  either  the  Wis- 
consin Company  or  the  Garford  Company  admit  any  liability  arising 
out  of  this  cancellation. 

"  The  chief  reliance  of  the  claimant  appears  to  be  placed  on  certain 
statements  made  to  its  president  by  the  officers  in  Washington,  and 
lat«r  by  Major  Browne,  in  connection  with  their  refusal  to  make  a 
direct  contract  for  inotors, 

•  »»•••• 

"  The  indefinite  assertion  that  the  claimant  would  be  protected  just 
as  if  it  had  a  direct  contract  with  the  Government  will  not  support 
the  theory  that  in  consideration  of  the  claimant's  rnidertaldng  to 
build  Wisconsin  Motors  and  equipping  itself  for  that  purpose,  the 
Government  guaranteed  it  sufficient  orders  to  absorb  its  expenses. 
If  there  was  any  undertaking  by  the  Government  at  all,  it  was  at 
most  one  to  see  that  the  Wisconsin  Company  treated  the  claimant  in 
accordance  with  its  obligations.  It  was  no  more  than  a  sort  of  guar- 
anty tiiat  the  Teetor-Hartley  Company  would  get  whatever  miptt  be 
due  it  from  the  Wisconsin  Company.  But  this  guaranty  has  not 
been  violated.  There  is  no  proof  of  any  obligation  oy  the  Wisconsin 
Company  that  has  not  been  lived  up  to,  nor  is  there  any  way  in 
which  the  Teetor-Hartley  Company  as  a  subcontractor  can  expect 
payment  out  of  Government  funds  unless  its  claim  can  be  rect^ized 
as  a  valid  conmiitment  of  the  prime  contractor. 

"  Thus  in  either  aspect  of  the  case  it  would  have  been  necessary  to 
prove  that  the  Wisconsin  Company  is  liable  to  the  Teetor-Hartley 
Company  on  the  subject  matter  of  this  claim,  but  such  proof  is  en- 
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tirely  lacking.  Accordingly,  we  can  not  find  that  the  Board  of  Con- 
tract Adjustment  committed  an;  error  in  denying  the  claim  of 
the  Teetor-Hartley  Company. 

"  It  is  possible  that  the  Teetor-Hartley  Company  misunderstood 
the  language  of  the  first  decision  of  the  Board  of  Contract  Adjust- 
ment, suggesting  that  any  claim  must  be  presented  through  the  Gar- 
ford  Company.  The  Teetor-Hartley  Company  has  acted  as  though 
this  were  merely  a  matter  of  form.  Neither  it  nor  the  Garford  Com- 
)anT  should  be  barred  on  this  account  from  a  reopening  of  the  Gar- 
Jord  settlement  in  case  sufficient  grounds  therefor  appear  in  the 
future.  Such  grounds,  of  course,  must  include  not  only  proof  that 
an  item  of  real  liability  has  been  omitted  but  that  the  omission  oc- 
curred under  circumstances  giving  the  Secretair  of  War  jurisdiction 
to  surrender  the  benefit  of  the  duly  executed  release. 

_"  It  is  accordingly  recommended  that  so  much  of  the  decision  of  the 
Board  of  Contract  Adjueitment  as  finds  the  settlement  contract  of 
May  14,  1919,  void  and  illegal,  be  reversed,  and  said  settlement  con- 
tract be  confirmed,  without  prejudice,  however,  to  the  right  of  the 
Garford  Motor  Truck  Company  to  petition  to  reopen  the  same  in  a 
proper  case ;  and  it  is  further  recommended  that  the  said  decision 
of  the  Board  of  Contract  Adjustment  be  affirmed  in  so  far  as  it 
denies  all  relief  to  the  Teetor-Hartley  Company,  either  as  a  direct 
claimant  against  the  Government  or  as  a  subcontractor  under  the 
Wisconsin  Motor  Company  and  the  Garford  Motor  Truck  Company." 

4.  Under  date  of  October  9,  1920,  the  Secretary  of  War  rendered 
the  following  decision : 

"Upon  consideration  of  the  record  in  these  matters,  the  accom- 
panying recommendation  of  the  Special  Advisers  is  hereby  approved, 
and  it  is  ordered  that  the  action  heretofore  taken  be  modified  as 
therein  recommended." 

5.  By  direction  of  the  Secretary  of  War  as  set  forth  in  the  fore- 
going order,  so  much  of  the  decison  of  the  Board  of  Contract  Adjust- 
ment as  finds  the  settlement  contract  of  May  14,  1920,  void  and 
illegal  be,  and  the  same  is  hereby,  reversed,  set  aside,  and  annulled, 
and  the  said  settlement  contract  is  confirmed,  without  prejudice,  how- 
ever, to  the  right  of  the  Garford  Motor  Truck  Co.  to  petition  to 
reopen  the  same  in  a  proper  case ;  and  the  said  decision  of  the  Board 
of  Contract  Adjustment  is  affirmed  in  so  far  as  it  denies  all  relief 
to  the  Teetor-Hartley  Co.  either  as  a  direct  claimant  against  the 
Government  or  as  a  subcontractor  under  the  Wisconsin  Motor  Co. 
and  the  Garford  Motor  Truck  Co.  ' 

DlfiPOBmON. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKe^y  and  Capt.  Sheppard  concurring  for  the 
Appeal  Section ;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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November  2,  1920. 
Case  No.  2800. 

In  re  CXADC  OF  VIW  TOBX  *  PBHVgTtTAiriA  2AIIWAY  CO. 

nil  «Ulm  w«i  deiddvd  X^r  6,  IMO,  cnKUsc  elalaunt  tsll  r«Uef.  On  raoMi- 
■UumtlOB  at  tk«  Mdslm  ftt  reqieit  of  ^eeUl  Kember  of  War  Vapaxt- 
■eat  Olalmi  loud  uilcaM  to  Air  Servlee,  a  HSOBd  koarlnx  wai  li«U  lif 
Board  of  Ooatnet  AdJwrtMOKti-asd  on  June  S8,  IMO,  a  dooliloa  m*  m- 
derod  hj  that  Board,  grantiaK  olalmant  reUef  la  part.  Oa  appeal  to  tbm 
leorotaiT  of  War  both  of  tlie  aboTo  deoliloBt  weio  ordered  Taoated,  aad 
the  Appeal  Beotlon,  War  Separtaeat  Olaimt  Board,  directed  to  eater  aa 
order  deaylaff  olalMaat  lellet. 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  On  May  5,  1920,  the  War  Department  Board  of  Contract  Ad- 
jostment  rendered  a  decision  in  this  case,  granting  claimant  fall  re- 
lief. Be(x>nsideration  of  this  decision  was  requested  by  the  Special 
Member  of  the  War  Department  Claims  Board  assigned  to  the  Air 
Sendee.  A  second  hearing  was  conducted  before  the  Board  of  Con- 
tract Adjustment  on  June  17, 1920,  and  on  June  29, 1920,  a  decision 
was  rendered  by  the  Board  granting  claimant  relief  in  part,  holding 
that  claimant  was  entitled  to  reimbursement  of  such  losses  as  it  suf- 
fered in  continuing  the  operation  of  the  railroad. 

2.  An  appeal  from  this  decision  to  the  Secretary  of  War  was  takm 
by  claimant,  and  the  case  has  been  returned  to  the  Appeal  Section, 
War  Department  Claims  Board,  with  written  instructions  from  the 
Secretary  of  War.  In  the  recommendation  of  October  15,  1920,  of 
Mr.  R.  C.  (iloodale,  Special  Adviser  to  the  Secretary  of  War,  it  is 
stated: 

"  Under  the  elementary  principle  of  the  law  of  public  service  cor- 
porations claimant  had  no  right  to  discontinue  service  until  it  had 
been  duly  authorized  so  to  do  by  the  proper  authorities  of  the  state 
from  which  it  had  received  its  charter,  or  by  a  court  of  competent 
jurisdiction.-  Upon  the  claimant  company  making  application  for 
leave  to  discontinue  the  operation  of  its  road,  the  United  States, 
like  8ny  other  party  in  interest,  had  the  right  to  appear  in  opposition 
to  the  granting  of  claimant's  petition,  and  it  would  seem  that  a  show- 
ing of  public  necessity  for  the  use  of  the  road  for  the  transportatitm 
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of  materials  for  the  production  of  munitions  would  properly  have  ■ 
bearing  upon  the  actioa  to  be  taken  upon  such  application." 

Mr.  tioodale  concludes  by  recommending  that  the  record  be  re- 
turned to  the  War  Department  Claims  Board  with  instructions  to 
vacate  both  the  decisions  heretofore  rendered,  and  to  enter  an  order 
denying  claimant  relief.  On  October  16,  1920,  the  Secretary  of  War 
entered  the  following  deciBiou  in  the  case: 

"  Upon  consideration  of  the  record  in  this  matter  it  is  directed  that 
the  two  decisions  heretofore  rendered  by  the  Board  of  Contract  Ad- 
justment be  vacated,  and  that  an  order  be  entered  denying  claimant 
relief,  in  accordance  with  the  accompanying  recommendation." 


The  decision  of  the  Secretary  of  War  is  final  in  this  matter.  The 
Appeal  Section,  War  Department  Claims  Board,  therefore  holds  that 
claimant  is  not  entitled  to  relief. 


DISPOSITION. 


A  final  order  denying  relief  will  be  entered. 

Lieut.  Col.  McKeeby  snd  Mr.  Marcum  concurring  for  the  appeal 
section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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NovEMBBa  2,  1920. 
Case  TSo.  2989. 

In  re  CLAIK  OF  WIHCUKBIBB  KIIEATnTO  AKXB  CO. 

1.  TACILITIES. — A  BUttnfactnrer  i>  not  entitled  to  Telmbnriement  tei  tli« 
ezpenie  of  InitBllin?  Bpeclal  facillttea  eren  with  the  knowledKe  and 
eontent  of  o&ccti  of  tlie  Ordnance  flection  In  the  nbienee  of  nn  tgrtte- 
nent,  exprcH  oi  implied,  that  the  Ottveniment  will  relmbarie  claimant 
for  nnoh  expenie. 

I.  CtAIK  ASD  mCISIOX.— OUlm-  tor  f8,B88.9»  nnder  the  aet  of  Karoh  8, 
1919,  tor  leni-plBdlnc  taelUtles.    Held,  olalmsnt  not  entitled  to  reoovor. 

Lieut.  Co).  Smith  writing  the  opinion  of  the  Board. 

fflATEHENT  OF  TACTS. 

1.  The  items  of  this  claim  were  originally  a  part  of  a  claim  under 
contract  No.  P14134-^99C  duly  presented  by  claimant  prior  to  June 
30, 1919.  However,  at  the  suggestion  of  the  Ordnance  Section,  the 
items  involved  in  this  claim  were  withdrawn  and  made  the  basis  of 
this  daim,  which  was  filed  in  July,  1920,  with  this  Board  as  a  Class 
B  claim  under  the  act  of  March  2, 1919.  The  claim  is  for  $9,888.99 
for  labor  and  material  in  experimenting  on  and  developing  equip- 
ment for  lens  grinding. 

2.  In  the  summer  of  1917  a  representative  of  claimant  approached 
officers  of  the  Small  Arms  Section,  Ordnance  Department,  relative 
to  the  probable  demands  of  the  Government  for  telescopic  sights  for 
lifles,  and  was  advised  that  there  was  a  probability  of  such  demand. 
Claimant  made  some  ezperiments  with  reference  to  the  development 
of  such  a  sight,  and  on  October  22,  1917,  Capt.  Lee  O.  Wright,  of 
the  Small  Arms  Section,  Ordnance  Department,  advised  claimant  by 
letter  of  that  date  that  the  Ordnance  Department  was  considering 
having  a  telescopic  musket  sight  made,  and  requested  claimant  to 
•dviae  whether  it  was  possible  to  go  ahead  with  the  work  of  develop- 
ing auch  a  sight,  the  Ordnance  Department  to  pay  for  the  "  necessary 
tools,  labor,  etc.,  unless  a  sufficient  number  of  sights  are  ordered  to 
enable  you  (claimant)  to  distribute  the  preliminary  expenses  in- 
curred over  various  orders." 

3.  Pursuant  to  the  request  contained  in  that  letter  claimant  ad- 
vised the  Ordnance  Department  that  it  would  proceed  with  the 
development  of  a  telescopic  sight.  Claimant  did  so,  and  eventually 
a  satisfactory  sight  was  developed,  and  a  contract  dated  August 
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24,  1918  (P14134-999C),  entered  into  between  claimant  and  the 
Government  whereby  claimant  was  to  manufacture  and  deliver  to 
the  Government  32,000  telescopic  musket  sights  at  $38  each  (the 
total  amount  of  the  order  being  $1,216,000),  the  Government  to 
furnish,  without  cost  to  the  contractor,  the  necessary  optics  for 
the  sights.  This  contract  was  terminated  before  production  was 
begun,  and-fuU  settlement  thereunder  has  heretofore  been  made. 

4.  Prior  to  August  8,  1918,  and  while  the  Government  had  under 
contemplation  the  letting  of  a  contract  for  telescopic  sights,  it  was 
realized  both  by  the  Government  and  claimant  that  difficulty  would 
be  experienced  in  obtaining  at  a  reasonable  price,  if  at  all,  the 
requisite  optics  for  the  telescopic  sights.  In  the  negotiations  preced- 
ing the  letting  of  the  contract  for  the  sights  the  Government  con- 
sidered the  letting  of  the  contract  on  tlie  basis  of  claimant  obtaining 
and  furnishing  tlie  necessary  optics  and  also  on  the  alternative  basis 
of  the  optics  being  furnished  by  the  Government.  During  the 
period  of  negotiation  three  different  methods  were  being  pursued 
with  reference  to  finding  a  source  of  supply  for  the  necessary  optics; 
claimant  was  endeavoring  to  locate  a  source  of  supply;  the  Govern- 
ment was  doing  likewise,  and  claimant,  having  installed  lens-grinding 
machinery,  was  experimenting  in  the  grinding  of  lenses. 

6.  Claimant  does  not  contend  that  there  was  any  express  agree- 
ment with  any  Government  officer  or  agent  that  the  Government 
would  reimburse  claimant  for  the  expense  incurred  by  it  in  install- 
ing the  lens-grinding  machinery,  and  there  is  no  evidence  of  su(^ 
an  agreement. 

6.  In  all  negotiations  with  reference  to  the  telescopic  sights  claim- 
ant was  represented  by  its  vice  president,  Mr,  Henry  Brewer,  who 
testified  as  a  witness  at  the  hearing.  The  substance  of  material 
portions  of  his  testimony  is  as  follows:  About  May  15,  1918,  and 
some  four  days  after  the  department  had  wired  claimant  that  its 
telescopic  sight  had  been  adopted  and  that  orders  would  be  placed 
with  claimant  for  sights,  claimant  reported  to  the  Ordnance  Depart- 
ment the  poor  progress  it  had  made  in  developing  a  source  of  supply 
for  telescopic  lenses  and  stated  that  claimant  would  be  able  to  make 
a  bid  on  the  telescopic  sights  as  soon  as  a  satisfactory  source  of 
supply  for  lenses  had  been  established,  and  if  the  department  so 
desired  claimant  would  start  to  build  up  a  lens-grinding  shop  within 
its  own  plant.  The  department  expressed  itself  in  favor  of  such  an 
undertaking  "  as  a  protective  measure  in  the  event  of  there  being 
an  insufiicient  source  of  supply."  Claimant  immediately  started  to 
develop  a  lens-grinding  shop  and  also  continued  its  efforts  to  obtain 
lenses  from  lens  manufacturers. 
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"At  that  time  it  was  not  Imown  which  of  these  three  methods  would 
prove  most  Buccessful,  and  it  was  thought  best  to  continue  our 
efforts  along  all  three  lines  owing  to  the  emergency  requirements  of 
the  case."    (E.,  p.  15.) 

Mr,  Brewer  discussed  the  matter  with  Lieut.  Maurice  P.  Ander- 
son, an  officer  in  the  Artillery  Section,  who  knew  that  claimant  was 
g;oing  to  install  the  lens-grinding  machinery.    Lieut.  Anderson  said : 

"We  would  like  you  to  go  ahead.  *  •  •  Sure;  go  ahead.  I 
wish  you  would."    (R.,  p.  a?.) 

The  following  question  was  asked  Witness  Brewer  by  the  trial 
attorney : 

"  You  told  him  you  were  going  to  do  it  on  your  own  initiativet " 
(R.,  p.  26.) 

To  it  Mr.  Brewer  replied : 

"  Most  of  this  was  on  our  own  initiative.  If  they  even  had  any 
desire,  we  went  ahead  and  did  it."    (B.,  p.  26,) 

Mr.  Brewer  further  testified : 

"  I  talked  with  Anderson,  and  said, '  We  can  probably  build  a  plant 
to  make  some,  but  can  not  make  so  Terr  many  of  them.'  We  told 
him  we  undoubtedly  could  make  some.  They  were  extremely  anxious 
to  get  those  over  as  soon  as  they  could,  and  we  told  him  that  we 
could  make  a  few  of  them  for  the  help  in  the  early  work,  to  get 
them  started.  That  was  discussed  with  Anderson,  and  he  said, '  Why, 
yes;  I  would  be  glad  to  have  you  do  it.  Go  ahead  with  it.'  It  was 
in  a  very  informal  way.    And  we  started  on  it,"    (R.,  p.  28.) 

Mr.  Brewer  admitted  that  the  authorization  of  October  22,  1917, 
was  not  intended  to  include  authority  to  install  lens-grinding  facili- 
ties, but  applied  only  to  the  development  of  the  telescopic  sight  itself. 
(R.,  p.  6.)  He  further  testified  that  the  lens-grinding  machinery  for 
which  claim  is  mode  had  no  value  to  claimant  and  that  the  lens- 
grinding  plant  had  been  dismantled. 

Before  installing  the  lens-grinding  facilitiee,  claimant  made  a  thor- 
ough investigation  of  the  lens  situation  and  became  convinced  that  it 
could  build  up  a  lens-grinding  shop  in  its  own  plant  and  produce 
lenses  at  a  price  lower  than  any  price  which  it  had  been  able  to  obtain. 

In  June,  1918,  a  representative  of  the  Optical  Glass  and  Instrument 
Section  reviewed  with  claimant  the  lens  specifications  and  inquired 
as  to  progress  being  made  with  lens  grinding  and  as  to  what  deliveries 
of  lenses  claimant  would  be  able  to  make.  On  August  8, 1918,  claim- 
ant was  advised  by  the  Ordnance  Department  that  it  would  receive 
a  contract  for  82,000  telescopic  musket  sights,  lenses  to  be  furnished 
by  the  Government.  The  contract  thus  referred  to  is  the  contract  of 
August  24, 1918,  heretofore  mentioned.    Mr.  Brewer  also  testified ; 
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"  Unfortunately  we  did  not  insist  on  a  formal  authorization  to 
back  us  up  in  this,  because  we  expected  to  get  our  remuneration  in 
the  manufacture  of  the  telescope."     (R.,  p.  32.) 

7.  Mr.  K.  I.  Tredwell  testified  on  behalf  of  claimant  substantially 
as  follows:  Up  to  the  last  part  of  the  negotiations  for  the  telescopic 
sights  claimant  was  negotiating  to  obtain  the  optics  at  the  least  possd- 
ble  cost  and  it  appeared  most  economical  that  claimant  should  manu- 
facture them.*  Mr.  Tredwell  also  testified : 

"  So,  although  there  is  no  direct  authorization  to  produce  lenses 
there  is  on  authorization  in  the  other  minutes  there  to  go  head  with 
the  telescope  sights,  which  naturally  infers  every  component  part  of 
them  until  August  8,  when  it  was  finally  decided  that  the  Govern- 
ment was  to  supply  that  component  of  lenses.  Then  we  stopped 
on  that."     (R.,  p.  30.) 

8.  There  is  in  the  file  an  affidavit  from  Lieut,  Anderson,  in  which 
he  quotes  the  following  from  his  war  diary : 

"  Mr.  Brewer,  of  the  Winchester  Repeating  Arms  Co.,  telephoned 
and  stated  that  they  now  had  some  optical  equipment  and  the  nucleus 
for  an  optical  shop,  which  they  had  worked  up  in  the  past  few 
months,  thinking  that  they  might  be  forced  to  manufacture  the 
optics  for  telescopic  musket  sights,  Model  1918.  Mr.  Brewer  further 
states  that  he  would  like  to  receive  an  order  for  a  small  amount  of 
optics,  possibly  spare  optics,  so  that  work  they  had  done  would  not 
he  lost.  He  stated  that  as  yet  they  had  been  unable  to  get  their 
price  below  $15  per  set.  I  told  him  that  $15  was  rather  high,  but 
that  we  understood  that  it  would  be  more  expensive  to  have  them 
make  them.  I  told  him,  further,  that  he  should  sharpen  his  pencil 
and  get  the  price  down  as  low  as  possible,  and  then  talk  to  us,  and 
that  if  there  was  any  basis  on  which  we  could  do  business  we  would 
be  glad  to  give  them  an  order  for  whatever  quantity  they  could 
handle." 


1.  There  can  be  no  allowance  for  facilities  installed,  although 
their  installation  was  through  laudable  motives,  unless  a  contract, 
either  express  of  implied,  to  reimburse  claimant  is  established. 
There  is  no  express  contract  for  the  installation  of  the  facilities 
made  the  basis  of  this  claim.  The  testimony  of  Mr.  Brewer,  as  to 
his  conversations  with  Lieut.  Anderson  in  connection  with  the  other 
facts  and  circumstances  in  the  case,  is  not  sufficient  to  raise  an  im- 
plied agreement  on  the  part  of  the  Government  to  reimburse  claim- 
ant. In  fact,  it  is  apparent  from  the  entire  record  that  the  lens- 
grinding  facilities  were  installed  by  claimant  in  anticipation  of  con- 
tracts for  optics  to  be  used  in  tbe  telescopic  sights,  and  it  is  evident 
that  if  the  constract  for  the  telescopic  sights  had  gone  to  completion, 
although  claimant  was  to  furnish  no  lenses  thereunder,  that  it  was 
the  intention  of  the  claimant  to  absorb  all  of  the  experimental  ex- 
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peose,  as  well  as  the  expense  of  instaUing  the  lens-grinding  facilities 
in  the  price  that  it  was  to  receive  from  the  Government  for  the  tele- 
scopic sights.  It  is  also  appareot  from  the  record  that  at  the  time 
the  facilities  were  installed  that  they  were  installed  by  claimant  in 
the  exercise  of  its  business  judgment  rather  than  because  of  any 
understanding  or  agreement  with  officers  of  the  Ordnance  Depart- 
ment. 

2.  It  is  therefore  the  opinion  of  the  Board,  from  a  consideration 
of  the  entire  record,  that  no  contract  is  established  within  the  mean- 
ing of  the  act  of  March  2, 1919,  and  therefore  that  relief  to  claimant 
must  be  denied. 

DISPOSITION. 

1.  Final  order  denying  relief  will  be  issued. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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November  4, 1920. 
Cases  Nob.  2670,  2671,  and  2672. 

In  re  CLAIM  OF  JTASSAV  81CELTIV0  A  KEFIBDIIQ  WOSKB. 

ThU  elklm  wa*  decided  b7  the  Board  of  Coatiaot  Adjoitmeat  nuder  date  of 
Kay  S8,  1980,  relief  bel&K  granted.  It  belnK  tbe  opinion  of  the  Board  that 
tke  elalmaot  sliotild  be  paid  at  tbe  rate  of  t%  oenti  per  ponad  aompnted 
npon  tbe  maztmnm  welEht  of  the  copper  ai  ibowa  by  the  reipeotlTe 
drawlnKi  and  not  upon  the  actual  weight  of  the  basdi  Anally  produced. 
Tbe  itandlag  committee  of  the  Wai  Department  Clalmi  Board  dliaKreed 
with  the  flndlnK  of  the  Board  of  Contraot  Adjnitment  and  from  thi*  flnd- 
bW  of  tbe  War  Ilepartment  Clmlmi  Board,  claimant  noted  an  appeal  to  th« 
Secretary  of  War.  TTnder  date  of  October  Sfl,  1&30,  the  Secretary  of  War 
reveraed  the  flndlDK  o'  tbe  Board  of  Contract  Adjnitmeat,  Ui  deolalon 
belKK  that  the  claimant  li  only  entitled  to  payment  npon  tbe  actual 
weight  of  tbe  bandt  delivered.  (For  itatement  of  faeti  and  dedaloa  lee 
tbete  deoiiioni.  Vol.  T,  p.  67S.) 

Maj .  Farr  writing  the  opinion  of  the  Board, 

ON  RECONSIDEKATtON. 

1.  These  cases  were  decided  hy  the  Board  of  Contract  Adjustment 
under  date  of  May  22, 1&20  (recorded  on  p.  177,  Vol.  V,  Decisions  of 
thi8Board),and  were,  in  part,  favorable  to  the  claimant. 

2.  The  Board  of  Contract  Adjustment  under  date  of  June  5, 192(), 
forwarded  these  claims,  together  with  all  supporting  papers,  to  the 
Ordnance  Claims  Board.  The  decision  of  this  Board  then  came  up 
before  a  meeting  of  the  standing  committee  of  the  War  Department 
Claims  Board,  held  July  16, 1920,  at  11  a.  m.,  room  2040,  Munitions 
Building,  which  reached  the  following  decision : 

"These  cases  were  presented  by  Mr.  Van  Fossan  as  involving  a 
question  heretofore  presented  in  the  Sew  Jersey  Tube  cases,  i.  e.,    ' 
whether  compensation  for  delivered  articles  should  be  on  the  basis  of 
actual  weight  of  articles  delivered,  or  on  basis  of  maximum  drawing 
weight. 

"It  was  the  opinion  of  the  committee  that  the  action  taken  in  the 
New  Jersey  Tube  cases  should  govern  these  cases — that  is,  that  con- 
tractor should  be  paid  only  on  basis  of  actual  weight  of  bands  de- 
livered." 

3.  Claimant  thereupon,  on  the  8th  day  of  September,  1920,  noted 
an  appeal  from  the  decision  of  the  standing  committee,  War  Depart- 
ment Claims  Board,  and  the  claims,  together  with  all  the  supporting 
papers,  were  forwarded  to  the  Secretary  of  War,  who  under  date  of 
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October  26, 1920,  returned  the  said  ckimg  to  this  section  with  the  fol- 
lowing order : 

"  Upon  consideration  of  the  record  in  these  matters,  it  is  directed 
that  the  decisions  of  the  Board  of  Contract  Adjustment  in  these  three 
cas^  be  reversed,  and  that  orders  be  entered  denying  claimant  relief." 

4.  By  direction  of  the  Secretary  of  War,  as  set  forth  in  the  fore- 
going order,  the  decision  rendered  by  this  Board  on  the  22d  day  of 
May,  1920,  in  Cases  Nos.  2670,  2671,  and  2672  of  the  Nassau  Smelting 
&  Refining  Works,  Kew  York  City,  is  hereby  set  aside  and  vacated 
and  all  relief  asked  for  by  the  claimant  in  its  original  petition  and  on 
appeal  to  tiie  Secretary  of  War  is  denied. 

DispoamoN. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt  Sheppard  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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No^lMBER  6,   ltt2U. 

Case  Ho.  3023. 

in  re  CLAIM  OF  THE  BUFFALO  8HIIIT  CO. 

1.  OFFER  OF  AWARD. — Wbere  tbli  BiiKTd  hat  heretotore  rendered  «  deelilon 
directing  that  an  award  be  made  under  tlie  proftiloni  of  Supply  Ciroalar 
111  and  tbe  PurobaBe  Section  omlta  to  Include  in  Iti  award  oertain  IteMa 
properly  allowable  under  tbe  Bvpply  dironlar,  tbe  record  will  be  retnnieA 
to  the  Farohase  Bectloa  wltb  direotlan*  to  make  tnoli  allowance!, 
altboogb  tbe  amount  thereof  may  be  tmall. 
S.  AHSHDHEHT  OF  CLAIX. — Where  it  li  probable  from  a  review  of  the  reoorl 
that  olalmant  might  be  able  to  ib«w  that  It  wai  entitled  to  ax  addl- 
Uciial  award  lor  item*  of  exoMilTc  coat  of  artlolei  dellTered  under  a 
■vipended  contract,  bat  the  evidence  contained  In  the  record  U  not  raCh. 
ai  to  enable  tUi  Board  or  the  Purchase  Section  to  leKre^te  from  Uie 
ccit  Of  manafaotare  Itemi  of  exceiilTc  ooit  dne  to  Items  for  which  the 
QoTemmcBt  la  not  liable,  claimant  will  be  given  an  opportunity  to  flle 
an  amended  itatement  and  alio  will  be  given  oppcrtnnlty  to  present  t» 
the  FurcbaM  Section  evidence  in  support  thereof,  and  the  reoord  wUl 
be  returned  to  the  Purchase  Section  for  appropriate  action. 
.  s.  CLAIM  AKD  DECISIOH.— Claim  nnder  the  act  of  March  2,  1919,  for  f5,104.9» 
tor  Ion  on  contract  far  the  manufacture  of  flannel  shirts.  Held,  on 
appeal  from  award  of  Purchase  flection  that  the  Purchase  Section  has 
omitted  certain  item*  to  which  claimant  Is  entitled  and  that  the  reoord 
should  be  retnrned  to  such  section  for  appropriate  action,  and  claimant 
thonld  be  glftn  opportunity  to  flic  an  amended  statement  and  present 
to  the  Purchase  Section  evldenoe  in  support  thereof. 

Lieut.  Col.  Smith  writing  the  opinion  of  the  Board. 

FINDINOB  or  FACT  AND  DECIBION. 

1.  This  claim  is  before  this  Board  on  appeal  by  the  claimant  from 
an  offer  of  award  by  the  Purchase  Section  under  a  decision  rendered 
by  the  Board  of  Contract  Adjustment  dated  April  16,  1920,  Vol. 
IV,  Dec,  B,  C.  A.,  p.  1258),  directing  settlement  under  the  provi- 
sioDS  of  Supply  Circular  No.  111.  Reference  is  made  to  the  above 
decision  for  a  statement  of  facts.  The  case  is  properly  before  the 
Appeal  Section  under  a  resolution  adopted  by  the  War  Department 
Claims  Board  July  23,  1920. 

2.  Pursuant  to  the  decision  of  the  Board  of  Contract  Adjustment, 
the  Purchase  Section  made  an  offer  of  award  in  the  sum  of  $599.71. 
This  amount  was  arrived  at  by  the  Purchase  Section  after  Lieut. 
Col.  William  A.  McAdam  and  Mr.  H.  W.  Benke,  a  member  of  the 


DiB.1izedOyGoO<^lc 


DBCISIONS  APPEAL.  SECTION  WAK  DEPABTMENT  CLAIMS  BCABD.       99 

Purchaee  Section,  had  visited  claimant's  plant  and  conferred  with 
claimant's  president  and  Mr.  Merritt  Baker,  claimant's  attorney. 
Col.  McAdam  and  Mr.  Benke  examined  the  vouchers  and  invoices 
preseDted  bj  claimant  and  made  a  survey  of  the  materials  and  special 
facilities  involved  in  the  claim  and  rendered  a  report  to  the  Purchase 
Section.  The  offer  of  award,  as  shown  by  the  letter  to  claimant 
from  the  Purchase  Section,  was  arrived  at  in  the  following  manner : 


Artkle. 

Cort. 

m-ntt. 

SS. 

■"iBSr^; 

•^g 

IT.  m  (SO  per  <wnt  aUomncc) . . . 

3».sa 

OUurd&lms; 

3.  Claimant  refused  to  accept  the  offer  of  award  by  the  Purchase 
Section  and  appealed  to  this  Board,  The  Board  has  reviewed  its 
previous  decision  in  the  premises,  and  after  a  careful  consideration  of 
the  entire  record  is  unable  from  any  facta  now  contained  in  the  rec- 
ord to  say  that  the  Purchase  Section  was  in  error  in  making  the  offer 
of  award  in  the  amount  that  it  did,  except  in  the  following  particu- 
lars, which  are  of  small  moment,  namely,  (a)  the  failure  to  allow 
inward  handling  charges  on  the  raw  materials  supplied  by  claimant 
and  (b)  interest  at  the  rate  of  6  per  cent  upon  the  amount  of  money 
invested  in  the  raw  materials  during  the  period  of  investment.  While 
these  items  would  be  small  in  amount,  still  the  present  record  is  suffi- 
cient to  justify  allowances  thereon,  even  though  small. 

4.  Upon  a  proper  showing  claimant  would  also  be  entitled  to  such 
portion  of  overhead  as  is  directly  applicable  to  the  raw  materials. 
There  is  not,  however,  in  the  present  record  any  evidence  upon  which 
such  an  allowance  might  be  predicated.  However,  if  claimant  should 
present  facts  which  warrant  such  an  allowance  to  the  Purchase  Sec- 
tion it  should  allow  claimant  such  portion  of  its  overhead  as  is 
directly  applicable  to  the  raw  material. 

5.  It  is  possible  under  the  second  paragraph  of  subparagraph  (5) 
of  paragraph  3,  Supply  Circular  111,  that  claimant  might,  upon 
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proper  showing,  be  entitled  to  an  additional  award  covering  the  ex- 
cess cost  of  manufacture  in  the  earlier  stages  of  the  contract  over  the 
normal  cost,  exclusive  of  any  cost  attributable  to  an  epidemic  of 
inSuenza,  a  strike,  or  claimant's  failure  in  the  beginning  to  properly 
equip  its  plant  with  the  requisite  machinery.  If  claimant  is  able  to 
segregate  such  items  of  excess  cost  from  the  cost  of  production  of  the 
articles  delivered  and  will  file  an  amended  statement  containing  an 
item  of  excess  cost  of  manufacture  as  herein  suggested  with  a  detailed 
statement  of  the  facts  on  which  such  claim  is  based,  the  Purchase  Sec- 
tion should  make  such  an  allowance,  as  it  deems  just  and  equitable 
■  in  order  to  reimburse  claimant  for  loss  due  to  such  excess  cost,  if 
claimant  shall  satisfy  the  Purchase  Section  by  documentary  or  other 
evidence  that  claimant  is  entitled  to  such  additional  allowance. 

Claimant  has  10  days  from  this  date  within  which  to  file  with  that 
Board  an  amended  statement  of  claim  as  herein  su£^;ested.  -  - 

0IBP08ITI0N. 

The  record  will  be  returned  to  the  Purchase  Station  for  appropriate 
action. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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NoncKBEB  6, 1920. 
Case  Ko.  3020. 
In  re  CLAIX  01  WK.  ).  OOCZB. 

1.  rouUL  COTTKACT. — In  a  formal  oontraat  aostalnlnK  a  proTlilan  tbat 
"  VotUnK  Hiereln  contained  tliaU  be  deemed  to  Impeie  any  obUsaUoiii  on 
tbe  part  ot  tbe  ITnlted  8tat«s  to  snarantea  tke  dellT«TT  •!  an;  ipMlfts 
qnantltr  of  yarbare  "  tbcre  li  no  obllK*tlaii  on  the  part  of  the  IFnited 
Btatei  to  maintain  anj  troops  at  tbe  eamp  ntvrred  to  la  (aid  eontraot 
dulBK  tbe  period  ooTored  by  tbe  contrut. 

E.  BREACH. — The  Beeretary  of  War  baa  no  Jnrisdiotlan  to  adjuit  a  olalm  for 
nnllqnldated  damages  bated  on  an  alleced  breaeh  of  a  f«rmal  sontraqt 
by  the  ITnlted  Btatei.  Held,  oUlmant  entitled  to  no  reUet  on  the  mertta, 
and  toi  lack  of  Jnrlidlotlan. 

Capt.  Tajlor  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT.    - 

The  Board  finds  the  following  to  be  the  facts : 

1,  This  claim  is  before  the  Appeal  Section,  War  Department 
Claims  Board,  on  appeal  from  a  decision  of  the  Claims  Board,  Office 
Director  of  Purchase,  denying  claimant  any  relief.  The  claim  is 
for  reimbursement  in  the  sum  of  $30,000  for  losses  alleged  to  have 
been  sustained  by  the  claimant  because  of  the  alleged  breach  by 
the  United  States  of  two  formally  executed  contracts  for  the  dis- 
posal of  garbage  at  Camp  Wadsworth,  S.  C,  and  Camp  Green,  N.  C. 

Claimant  was  offered  an  opportunity  to  appear  in  person  and 
by  attorney  and  present  this  claim  before  the  Appeal  Section,  but 
waived  that  right,  and  has  requested  that  the  claim  be  decided  on 
the  record  as  presented. 

2,  While  the  correspondence  would  indicate  that  claimant  is  of 
the  opinion  that  the  claim  comes  within  the  purview  of  the  act  of 
March  2,  ldl9,  relating  to  informal  contracts,  there  is  no  allegation 
that  any  informal  agreement  was  ever  entered  into  between  claimant 
and  any  officer  or  agent  of  the  Secretary  of  War,  The  claim  is, 
therefore,  considered  as  one  based  on  a  formally  executed  contract 
which  has  been  presented  under  the  provisions  of  G.  O.  103,  War 
Department,  1918.  The  question  of  whether  or  not  the  claim  was 
properly  presented  prior  to  June  30,  1919,  is,  therefore,  immaterial. 

3,  By  the  terms  of  a  contract  entered  into  between  claimant  and 
Lieut.  T>.  N.  Davison,  Q.  M.  C,  dated  September  23,  1918,  for  the 
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disposal  of  garbage  at  Camp  Wadsworth  and  a  similar  contract  en- 
tered into  between  claimant  and  Maj.  A.  B.  Kaempfer,  Q.  M.  C, 
dated  July  1, 1918,  for  the  disposal  of  garbage  at  Camp  Green  claim- 
ant agreed  to  purchase  certain  classes  of  garbage  at  these  camps 
at  the  prices  per  hundredweight  set  out  in  the  contracts  from  the 
dates  of  the  respective  contracts  to  June  30,  1919. 

Claimant  alleges  that  in  reliance  upon  said  contracts  and  in  antici- 
pation of  receiving  an  uninterrupted  supply  of  garbage  up  to  June 
30,  1919,  he  made  great  expenditures  in  preparing  to  feed  a  large 
number  of  hogs,  viz.,  leased  land,  built  hog  lots  and  platforms  on 
which  to  feed  the  hogs,  and  also  purchased  a  large  number  of  hogs, 
some  of  which  were  in  transit  to  the  camps  when  the  order  to 
mobilize  the  men  at  these  camps  was  canceled,  and  that  when  the 
hogs  reached  the  camps  there  was  not  suiEcient  garbage  to  feed  them, 
and  that  consequently  it  became  necessary  to  purchase  feed  for  them, 
by  reason  of  all  of  which  claimant  sustained  great  losses.  Claimant 
estimates  the  total  loss  sustained  by  him,  by  reason  of  the  failure  of 
the  Government  to  keep  until  June  30,  1919,  the  number  of  troops 
at  these  camps  which  he  anticipated  would  be  kept  there,  at  $15,000 
at  each  camp. 

Paragraph  15  of  each  contract  is  identical  and  is  as  follows : 
"  15.  Nothing  herein  contained  shall  be  deemed  to  impose  any  ob- 
ligation on  the  part  of  the  United  States  to  guarantee  the  delivery 
of  any  specific  quantity  of  garbage." 

Claimant  also  alleges  that  the  camp  authorities  failed  to  collect 
the  garbage  at  a  designated  point  as  required  by  the  terms  of  the 
contract,  and  also  alleges  that  some  of  the  garbage  was  turned  over 
to  other  parties  without  claimant's  knowledge  or  consent. 
Paragraph  6  of  each  contract  is  identical  and  is  as  follows: 
"  6.  Garbage  hereby  sold  will  be  collected  and  delivered  by  the 
United  States  at  a  transfer  point  or  points  selected  by  the  Command- 
ing Officer  of  the  camp,  cantonment,  army  post  or  station.  If  re- 
?uired  for  sanitary  reasons,  the  Purchaser  will  provide  such  a  trans- 
er  point  for  garbage  hereby  sold  at  a  place  outside  the  limits  of 
camp,  cantonment,  army  post  or  station  to  be  selected  by  said 
Commanding  Officer." 


1.  There  are  two  reasons  why  relief  must  be  denied  on  this  claim, 
viz.,  (1)  on  the  merits;  (2)  because  the  Secretary  of  War  has  no 
jurisdiction. 

(1)  Relief  must  be  denied  on  the  merits  because  paragraph  15  of 
the  contracts  imposed  no  obligation  upon  the  United  States  to 
guarantee  the  delivery  of  any  specific  quantity  of  garbage.  Hence 
Uiere  was  no  obligation  to  maintain  any  troops  at  the  camps  until 
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June  30, 1919.  Claimant  entered  into  these  contracts  with  full  knowl- 
edge of  this  provision.  The  fact  that  he  was  informed  of  the  ex- 
pected  arrival  of  a  certain  number  of  troops  at  a  certain  time  and 
was  told  to  have  enough  bogs  at  the  camps  to  consume  the  garbage 
did  not  create  an  obligation  on  the  part  of  the  United  States  to  keep 
the  troops  there  until  the  hogs  had  been  fattened  and  marketed  or 
until  June  30, 1919. 

(2)  If  we  accept  claimant's  contention  as  to  his  rights  under  the 
contracts,  there  has  been  a  breach  thereof  by  the  United  States.  The 
claim  is  for  unliquidated  damages  resulting  from  that  alleged  breach. 
If  the  United  States  breached  the  contracts  as  contended  by  claimant 
the  contract  is  no  longer  in  existence ;  it  was  terminated  by  the  breach. 
It  has  been  repeatedly  held  that  the  head  of  an  executive  department 
of  the  Government  has  no  authority  to  settle  a  claim  for  unliquidated 
damages  based  on  a  contract  which  has  been  terminated  by  breach. 

McKee  v.  U.  S.,  12  Ct.  Cls.,  656. 

Power  V.  U.  S.,  18th  Ct.  Cls.,  263,  275. 

Wm.  Cramp  &  Sons  v.  U.  S.,  216,  U.  S.  491. 
Such  claims  should  be  presented  to  a  court  of  cmipetent  jurisdic- 
tion. 

2.  For  the  reasons  stated,  therefore,  the  decision  of  the  Claims 
Board,  Office  Director  of  Purchase,  is  hereby  affirmed  and  the  relief 
asked  for  is  hereby  denied. 

DisFoainoN. 

The  Appeal  Section  will  enter  a  formal  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Lieut  Hendon  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  Wac  Department 
Claims  Board. 

74822— 21— TOL  8 8 
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Case  Vo.  3014. 

In  re  CLAIM  OF  E.  I.  DnFOHT  DE  HEKOTTBS  ft  CO. 

1.  SATIOITAZ.  SEFEHBE — WAS  IHD1ISIKIEB  BOAKS  COKFITLSOBT  OB- 
SEES. — Where  the  Director  of  Purchase,  Storage  and  Traffic  Itsnes  a 
compnliorr  order  to  claimant  whereliy  the  entire  ontpnt  of  ketone  pro- 
dnced  in  Iti  factory  ii  commandeered  for  the  use  of  the  OOTetument 
at  a  price  fixed  by  the  Secretary  of  War,  inch  order  eonitltntei  an  agtee- 
ment  within  the  meaning  of  the  act  of  March  3,  19tS,  obligating  Ui« 
GOTemment  to  take  the  ocmmandEered  prodnot  at  the  fixed  price  and  tlu 
title  to  inch  prcdnct  vetted  in  the  United  Btatei  at  the  time  of  Ita 
production. 

S.  CLAZX  AND  DECISIon.— Claim  for  f4>SS8  under  the  aot  of  Xareh  9,  1S19. 
for  the  fixed  ptlee  of  ketone  mannfaCtured  by  claimant.  Held,  an 
asreement  within  the  tald  act. 

Lieut.  Col.  Smith  writing  the  opinion  of  the  Board. 

FINDINGS  OF  PACT. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  is  a  Claas  B  claim  for  $4,998  and  arises  under  the  act  of 
March  2,  1919.  Statement  of  claim,  Form  B,  has  been  filed  under 
Purchase,  Storage  and  Traffic  Supply  Circular  No,  17,  1919,  by  rea- 
son of  an  agreement  alleged  to  have  been  entered  into  between  the 
claimant  and  the  United  States. 

2.  In  July,  1918,  claimant  purchased  from  William  S.  Gray  &  Co., 
New  York,  N.  Y.,  one  car  of  crude  acetone  oil,  which  oil  was  deliv- 
ered to  the  claimant  by  permission  of  the  War  Industries  Board. 

3.  In  acetone  oil  is  a  chemical  known  as  ketone.  Ketone  and  ace- 
tone oil  were  under  the  exclusive  control  of  the  War  Industries  Board 
acting  for  the  Government  by  virtue  of  a  commandeering  order  dated 
December  24,  191T,  signed  by  the  Secretary  of  War,  by  direction  of 
the  President. 

4.  In  a  letter  signed  by  C,  H.  Conner,  of  the  Wood  Chemical  Sec- 
tion, Baw  Materials  Division,  War  Industries  Board,  designated  as 
a  supplement  to  the  commnnde(>ring  order,  it  is  stated  that  the  Secre- 
tary of  War  had  fixed  the  minimum  price  of  ketone  at  35J  cctpta  per 
pound. 

5.  On  June  14,  1918,  the  Director  of  Purchase,  Storage,  and 
Traffic  issued  order  No.  326  B/C,  which  ratified  the  action  of  the  War 
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Industries  Board  in  placing  with  claimant  an  order  for  its  entire  out- 
put of  certain  chemicals,  including  ketone,  prior  to  January  1, 1919,  and 
designated  C,  H.  Conner,  of  the  Wood  Chemical  Section,  to  handle 
production  under  the  order.  This  order  has  so  often  been  referred  to 
in  previous  decisions  of  this  Board  that  it  is  deemed  unnecessary  to 
set  it  out  here. 

The  claimant  received  a  letter  of  instructions  from  Mr.  C.  H. 
Conner  of  the  Wood  Chemical  Section,  War  Industries  Board,  dated 
August  3,  1918,  signed  by  Mr.  A.  H,  Smith,  in  part,  as  follows: 

"  The  ketone  content  of  this  acetone  oil  is  to  be  fractionated  by  you 
and  held  subject  to  the  directions  of  the  undersigned.  Advise  as 
soon  as  the  ethyl  methyl  ketone  is  ready  for  shipment,  so  shipping 
directions  can  be  forwarded  promptly." 

The  claimant  complied  with  the  above  instructions,  and  on  De- 
cember 3,  1918,  wrote  to  Wm.  S.  Gray  &  Co.  the  following  informa- 
tion: 

"We  have  been  able  to  obtain  2,800  gallons  by  complying  with  the 
speciScationa.  We  have  had  no  end  of  trouble  getting  this  2,800 
gallons,  which  would  pass  the  specifications,  and  it  has  been  a  very 
costly  undertaking  for  us. 

"  I  would  be  very  glad  to  have  you  give  me  shipping  instructions 
covering  the  sale  of  this  material  without  delay,  thereby  obliging." 

This  letter  was  forwarded  by  Wm.  S.  Gray  &  Co.  to  War  Indus- 
tries Board,  Wood  Chemical  Section,  and  Wm,  S,  Gray  &  Co.  re- 
ceived reply  from  Wood  Chemical  Section,  dated  December  10,  1918, 
as  follows : 

"  2.  This  refers  to  a  quantity  of  2,800  gallons  of  ketone  which  the 
foregoing  company  fractionated  from  a  quantity  of  acetone  oil,  in 
accordance  with  our  former  instructions. 

"8.  The  quantity  of  ketone  is  small,  and  we  would  suggest  that 
you  communicate  with  these  people  and  ascertain  if  they  can  find 
any  use  for  the  solvent  in  the  manufacture  of  any  of  their  products. 
It  will  be  in  order  for  them  to  use  it  for  such  purpose." 

There  is  no  evidence  that  claimant  ever  received  any  shipping  in- 
structions. The  claimant  had  this  chemical  on  hand  and  had  no  use 
for  the  same  in  any  of  their  manufactured  products. 

6.  The  claimant  informally  presented  its  claim  to  the  Board  of 
Appraisers  by  letter  dated  March  21, 1919.  This  is  substantiated  by 
affidavit  of  L.  M.  Bragdon,  assistant  purchasing  agent  of  claimant 
company. 

7.  The  record  shows  that  the  ketone  is  the  property  of  the  United 
States,  that  the  minimum  price  to  be  paid  was  25f  cents  per  pound, 
that  being  the  original  commandeered  price.  That  the  2,800  gallons 
of  ketone  are  now  in  the  possession  of  claimant,  stored  at  Parlin, 
N.J. 
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1.  The  facte  sre  imdiaputed.  C.  H.  Conner,  Chief  of  the  Wood 
Chemical  Section,  War  Induetries  Board,  was  acting  as  the  agent  for 
and  on  behalf  of  the  President  and  the  Secretary  of  War.  He  was 
acting  within  the  scope  of  his  authority  in  directing  that  the  ketone 
be  fractionated  from  the  acetone  oil,  released  to  claimant  by  Wm.  S. 
Gray  &  Co.,  and  in  directing  that  the  ketone  be  held  pending  ^p- 
ping  instructions.  The  anthority  of  Mr.  Conner  arises  out  of  the 
powers  conferred  on  him  by  virtue  of  Compulsory  Order  No,  326-B/C. 
dated  June  H,  1918,  issued  by  the  Director  of  Purchase,  Storage,  and 
Traffic. 

2.  It  is  the  opinion  of  the  Board  that  an  implied  agreement  arose, 
whereby  the  Government  acting  through  C.  H.  Conner,  of  the  Wood 
Chemical  Section,  War  Industries  Board,  agreed  to  purchase  all  the 
ketone  which  claimant  might  manufacture  from  the  carload  of 
acetone  oil  at  25^  cents  per  pound,  and  directed  claimant  to  hold  the 
resultant  ketone  subject  to  shipping  instructions  from  the  War  In- 
dustries Board.  That  as  the  ketone  was  produced  it  became  the 
property  of  the  Government  (Antrim  Iron  Co.  et  al.,  Vol.  IV, 
p.  640,  Dec  B.  C.  A.),  and  that  since  the  Government  thereafter 
failed  to  give  such  shipping  instructions,  that  the  Govemm^it  is 
liable  to  claimant  for  the  fixed  price  of  the  ketone,  25^  cents  per 
pound,  upon  delivery  to  the  Government  f.  o.  b.  claimant's  plant. 
If,  however,  claimant  with  the  consent  of  the  Government  retains  the 
ketone,  then  claimant  is  entitled  to  the  fixed  price  per  pound  of  the 
ketone  less  the  reasonable  salvage  value  thereof  at  the  time  of  final 
settlement. 

DiaposmoN. 

This  Board  will  malie  a  satutory  award  in  accordance  with  this  de- 
cision and  will  cause  the  same  to  be  executed  on  behalf  of  the  United 
States  E^id  by  the  claimant,  and  to  be  transmitted  to  the  appropriate 
finance  officer  for  payment. 

Lieut.  Col.  McKeeby  and  Cept.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  coDCurriDg  for  the  War  Department  Claims 
Board. 
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NovmBBB  8, 1920. 
Cam  Ho.  3533. 

In  re  CLAm  OV  lUKTma  MAWTACTUBIVa  COXPOKATIOX. 

A  dMldon  wmi  randued  Im  the  abore  «laiH  br  the  Boud  of  Gontnot  UJast- 
nent  on  Jsae  30,  IMO.  On  «pp«ml  tt  the  Seeietuy  of  War,  that  do- 
eUlon  vai  aflmed  »bftamtlall7  a>  written  except  aa  to  two  Itent^— 

(a)  Ab  award  of  $1,797.18  lor  andltor'i  ezpeniei,  nude  b;  the  Ordnanee 
OlalBi  Board  and  dliallowed  by  the  Board  of  Contraet  Adjnitmeat,  waa 
retartated. 

(k)  MTXBBKXBTV  BIOHTB  TO  THB  BUILDIHQB.— The  deoliloB  of  the 
Board  of  Contraet  Adjutmeat  waa  te  the  effect  that  the  Italted  Statei 
owmod  the  balldlaca  ereoted  ai  apeolal  faollitles  and  paid  for  by  the 
Italted  Itatea,  thonfh  the  eeatraet  itlpvlated  that  oaly  the  title  to  ma- 
ehlaeiT  Toated  la  the  Haited  Btatei.  The  Seeretarr  of  War  held  that 
■ader  the  eeatraet,  the  bnlldlave  beeaxe  the  property  of  the  ooatraotor, 

<Tet  etatomeat  of  taeta  aad  deeieloa  of  the  Board  of  Contraet  Adjnitment,  i«e 
ToL  TX,  p.  Mi,  deeliloni  of  the  Board  of  Contraet  Adjnitment.) 

Ctept.  Taylor  writing  the  opinion  of  the  Board. 

ON  BXOONglOEKATION. 

1.  On  Jtine  80, 1920,  the  Board  of  Contract  Adjustment  rendered 
t  decision  in  the  above-entitled  claim.  For  this  dedsion  the  claim- 
utt  appealed  to  the  Secretary  of  War.  By  order  dated  October  11, 
1020,  the  Secretary  of  War  ordered  the  decision  of  the  Board  of 
Contract  Adjostment  to  be  revised  and  amended  ao  as  to  conform  to 
the  recommendation  of  the  Special  Advisers  dated  October  8, 1920. 

A  restatement  of  the  '*  Findings  of  Fact "  is  unnecessary,  but  it  has 
been  found  advisable  to  rewrite  the  entire  **  Decision "  in  order  to 
comply  with  the  recommendation  of  the  Special  Advisers.  The  fol- 
lowing is  therefore  adopted  as  the  decision  of  the  Appecd  Section  in 
lien  of  the  decision  of  June  30,  1920,  and  that  decision  is  hereby 
vacated.  The  several  items  of  the  claim  will  be  considered  in  the 
order  in  which  they  are  set  forth  in  paragraph  20  of  ttie  Findings  of 
Fact  in  the  decision  of  June  80, 1920. 


1.  Item  (a)  EsBceas  cost  of  manufacture  due  t 

(1)  Delays  in  receipt  of  forgings, 

(2)  Delays  in  receipt  of  base  plugs. 
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By  the  6rst  contract,  the  GrOTermnent  undertook  to  furnish  the 
component  parts  "  at  such  times  as  will  enable  the  manufacturer  to 
deliver  the  articles  in  accordance  with  the  schedule  of  deliveries  here- 
inbefore set  forth,"  and  by  the  second  contract  to  furnish  them  at 
such  times  "  as  will  enable  the  contractor  to  comply  with  the  terms  of 
this  contract."  The  Government's  obligation  was  absolute,  what- 
ever time  was  required.  Claimant  is  entitled  to  the  excess  cost  due  to 
this  delay.'  If  the  total  can  be  ascertained  it  is  immaterial  how  much 
should  be  apportioned  to  each. 

(3)  Machining  hand  forgings. 

(4)  Unloading  surplus  forgings. 

(5)  Unloading  surplus  copper  bands. 

(6)  Machining  shells  in  process. 

The  extra  expense  of  machining  forgings  harder  than  the  specifi' 
cations  allowed,  the  cost  of  handling  material,  and  the  work  ui 
process  obviously  come  within  the  termination  clauses  of  the  con- 
tracts. 

(7)  Maintaining  excess  staif,  and  other  charges. 

This  item  is  apparently  a  part  of  items  1  and  2,  It  should  h-. 
investigated  and  should  be  allowed  if  it  has  not  already  been  settletl- 

General  remarks  applicable  to  item  (a). — The  figure  of  $610,759.28 
found  by  the  Baltimore  District  Claims  Board's  audit  and  approved 
by  the  special  committee  of  the  Ordnance  Claims  Board  as  the  total 
manufacturing  expense  is  adopted  as  correct.  However,  the  Appeal 
Section  does  not  adopt  the  claimant's  estimate  of  $8  as  its  normal 
•vist  of  manufacturing  the  completed  shell  had  not  the  delay  and 
the  hard  forgings  complicated  its  task.  This  normal  cost  should 
be  further  investigated  by  the  Ordnance  Section.  If  an  exact  com- 
putation proves  impossible,  the  Ordnance  Section  is  in  a  position  to 
make  a  satisfactory  adjustment  with  the  claimant.  The  Ordnance 
Section  should  also  determine  whether  any  part  of  this  claim  for 
excess  costs  duplicates  the  allowance  already  made  for  installation 


2.  Items  (&)  cmd  (c).  Equipment,  land,  and  buildings, — The  ques- 
tion here  is  whether  the  claimant  is  entitled  to  payment  under  the 
termination  clauses  of  the  contracts  for  the  equipment,  land,  and 
buildings  which  had  originally  belonged  to  T,  McAvity  &  Sons 
(Ltd.). 

Both  the  first  and  second  contracts  provide  in  identical  language 
that  in  case  of  termination  the  United  States  will  pay  to  the  con- 
tractor the  contract  price  of  finished  product,  the  cost  of  component 
materials  and  parts  on  hand,  and  "  also  all  costs  theretofore  ex- 
pended and  for  which  payment  has  not  previously  been  made,  and  all 
obligations  incurred  solely  for  the  performance  of  this  contract  of 
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which  the  contractor  can  not  be  otherwise  relieved."  The  con- 
tractor claims  as  coming  within  the  language  quoted  the  unamortized 
portion  of  the  difference  between  the  initial  value  of  the  land,  build- 
ings, and  equipment  and  their  value  upon  the  cancellation  of  the 
contract. 

With  the  exception  of  certain  new  buildings  and  machinery  erected 
or  installed  in  or  after  September,  1918  (for  which  settlement  has 
already  been  made),  the  claimant's  plant  unquestionably  belonged,- 
prior  to  March,  1918,  to  T.  McAvity  &  Sons  (Ltd.).  That  company 
had  been  manufacturing  shells  for  the  British  Government,  but 
toward  the  end  of  1917  a  difference  of  opinion  in  regard  to  con- 
tinuing in  that  line  of  business  had  arisen  among  it£  stockholders, 
who  were  all,  or  substantially  all,  members  of  one  family.  Xegotia- 
tions  were  imdertaken  for  the  sale  of  its  shell-manufacturing  ma- 
chinery to  some  concern  in  the  United  States,  but  the  Canadian 
Oovemment  forbade  its  exportation.  Allan  McAvity,  who  was  a 
member  of  the  family  and  an  employee,  but  not  a  stockholder  of  the 
corporation,  having  learned  in  Washington  in  February,  1918,  that  he 
could  get  a  contract  for  T.  McAvity  &  Sons  (Ltd.)  for  machining  9.2 
shells,  proposed  the  formation  of  a  new  company  under  the  laws  of 
Virginia  in  order  to  meet  the  opposition  in  the  family,  and  at  the 
same  time  permit  the  carrying  out  of  the  contract  at  the  McAvity 
plant.  There  may  have  been  additional  reasons  for  organizing  an 
American  corporation.  At  all  events,  Mr.  McAvity  was  told  in 
Washington  that  there  would  be  no  objection  to  this  procedure,  and 
thereupon  the  Maritime  Manufacturing  Corporation  was  incor- 
porated, and  obtained  a  procurement  order  on  which  the  contract  of 
March  15,  1918,  was  based.  The  fulfillment  of  the  contract  was 
promptly  begun  in  the  McAvity  plant  without  waiting  for  further 
technicalities. 

At  the  time  of  the  making  of  the  contract  the  claimant  had  no 
property,  its  capital  stock  was  unissued,  its  directors  and  incorpora- 
tors were  Allan  McAvity  and  two  of  his  nominees  who  did  not  be- 
come beneficially  interested.  Thereafter,  in  June,  1918,  T.  McAvity  & 
Sons  (Ltd.)  transferred  its  shell-manufacturing  machinery  and 
equipment  to  two  of  the  family  as  trustees,  who  in  turn  transferred 
it  to  the  iMaritime  Manufacturing  Corporation  in  exchange  for 
$849,800  par  valne  of  the  tatter's  capital  stock.  This  stock,  however, 
was  neither  issued  to  the  McAvity  company  nor  turned  over  to  it  by 
the  trustees,  but  was  issued  in  the  names  of  the  several  individual 
stockholders  of  T.  McAvity  &  Sons  (Ltd.) ,  except  a  few  who  refused 
to  participate  and  who  were  settled  with  in  cash  by  one  of  the  other 
stockholders.  A  schedule  put  in  evidence  by  the  claimant  shows  that 
these  nonparticipants  were  only  three  in  number,  holding  a  total  of 
less  than  4  per  cent  of  the  McAvity  stock,  and  the  payment  made  to 
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them  was  a  personal  and  not  a  corporate  transaction.  The  onl; 
new  stockholder  in  the  Maritime  Manufacturing  Corporation  was 
Allan  McArity.  Of  the  $849,800  issued  in  capital  stock  for  equip- 
ment, $701,661  represented  equipment  for  93  shells,  and  it  was  this 
amount  which  the  Maritime  Manufacturing  Corporation  asserts  is  a 
"cost  theretofore  Expended,"  for  the  unreconped  portion  of  which 
it  is  entitled  to  reimbursement  under  the  termination  clause. 

We  do  not  think  that  this  contention  is  sound.  It  is  unnecessaiy 
to  consider  under  what  circumstances  payments  made  in  capit^ 
stock  can  be  treated  as  costs,  or  whether  tiie  issued  shares  were  is 
law  fully  paid  and  nonassessable,  or  had  been  approved  by  ihe 
Corporation  Commission  of  Virginia  or  the  Capital  Issues  Com- 
mittee. The  decisive  fact  is  that  T.  McAvity  &  Sons  (Ltd.)  got 
nothing  for  its  equipment.  There  may  have  been  no  creditors  to 
object,  and  it  is  true  that  the  dissenting  stockholders  were  settled 
with ;  but,  nevertheless,  it  was  the  stockholders  and  not  the  corpora- 
tion that  received  the  consideration.  The  claimant  lays  great  stress 
on  the  technical  difference  in  identity  between  the  two  concerns. 
From  that  point  of  view,  one  corporation  is  seen  taking  over  the 
property  of  another  without  a  dollar  of  consideration  in  any  form 
coming  to  the  latter.  Such  a  disposition  of  assets  must  be  pre- 
sumed to  be  an  illegality  of  which  all  parties  had  notice.  If  no  odb 
was  wronged,  and  if  no  one  is  in  a  position  to  object,  that  is  a 
condition  which  exists  only  because  the  parties  were  substantially 
the  same.  Technically,  the  property  has  not  been  paid  for,  because 
no  payment  has  been  made  to  the  technical  owner;  substantially) 
there  bos  been  no  purchase,  because  the  beneficial  ownership  is 
unchanged. 

The  same  reasoning  applies  to  the  transfer  of  the  land  and  build- 
ings in  September.  The  original  nominal  consideration  of  $700,000 
(reduced  later  in  connection  with  an  adjustment  for  a  new  building 
to  $565,000)  consisted  merely  of  debit  and  credit  entries  between 
the  two  corporations.  No  security  was  given  to  T.  McAvity  &  Sons 
(Ltd.)  for  the  purchase  money.  The  officers  and  directors  of  the 
McAvity  company,  all  of  whom  were  on  the  board  of  the  Maritime 
company,  permitted  the  latter  not  only  to  execute  a  first  mortgage  on 
the  entire  plant  to  secure  a  loan  from  the  War  Credits  Board,  but 
even  to  promise  the  latter  that  it  would  keep  $350,000  of  its  debt 
to  the  McAvity  company  unpaid  until  after  reimbursement  of  the 
Government  loan.  The  transfer  of  the  property  at  this  particular 
time  seems,  in  fact,  to  have  been  a  result  of  the  insistence  of  the 
Government  upon  such  a  mortgage  and  agreement.  What,  if  any- 
thing, was  done  on  this  occasion  to  take  care  of  the  dissenting  stock- 
holders does  not  appear. 
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Under  these  circumstances  we  do  not  think  that  the  $565,000  item 
constitut«s  either  a  payment  or  an  obligation  "incurred  solely  for 
the  performance  of  the  contract  of  which  the  contractor  can  not 
otherwise  be  relieved." 

In  disalloiring  these  items  for  buildings,  land,  and  equipment  there 
is  no  intention  to  reflect  upon  either  the  good  faith  or  the  business 
judgment  of  the  parties  in  forming  the  Maritime  Manufacturing 
Corporation  to  execute  these  contracts.  There  were  excellent  reasons 
for  doing  so,  and  no  deceit  was  practiced  upon  the  Government.  But 
as  there  would  have  been  no  claim  against  the  Government  for  these 
items  bad  the  contracts  been  made  and  executed  by  the  original  owner 
of  the  plant,  we  do  not  think  that  its  technical  transfer  to  a  new  cor- 
poration organized  under  the  circumstances  and  in  the  manner  above 
set  forth,  even  for  the  best  of  reasons,  ought  justly  to  create  such  a 
claim  under  the  termination  clauses  of  these  contracts. 

3.  Item  (rf),  cost  of  gvaraniy. — This  item  covers  clainutnt's  de- 
mand for  $50,000  which  it  states  is  due  George  McAvity,  John  Mc- 
Avjty,  and  T.  McAvity  Stewart,  president,  vice  president,  and  Wash- 
ington representative,  respectively,  of  the  claimant,  for  guaranteeing 
the  claimant's  note  in  favor  of  the  United  States  Government  for  the 
sum  of  $1,000,000.  The  guaranty  was  by  private  individuals  who 
were  officers  and  directors  of  tiiie  corporation.  Beimbursement  of 
expenses  of  this  character  has  been  denied  in  similar  cases,  and  there 
is  no  exceptional  reason  for  allowing  it  here. 

4.  Item  (g) ,  salariei  of  executive  o^era. — ^The  Claims  Board,  Ord- 
nance Department,  has  offered  the  claimant  $20,000  in  settlement  of 
its  claim  for  salaries  of  executive  officers  from  December  26,  1918, 
to  date.  Expenses  of  preparation  and  presentation  of  claims  have 
been  allowed  only  in  exceptional  cases,  and  in  the  discretion  of  the 
bureau  board  charged  with  adjusting  the  claim  in  the  first  instance. 
The  Ordnance  Claims  Board  having  allowed  ^0,000  on  this  item,  the 
Appeal  Section,  War  Department  Claims  Board,  will  not  disturb  this 
award. 

5.  Item  (A).  Legal  and  audiiar's  expeniea,  charter  fees,  etc. — 
Claimant  admits  that  its  legal  expenses  prior  to  suspension  of  the 
contracts  have  already  been  paid.  As  to  its  expenses  since  that  date, 
the  remarks  made  in  connection  with  Item  {g)  are  applicable.  The 
Claims  Board,  Ordnance  Department,  has  offered  claimant  $2,797.16 
in  settlement  of  its  claims  for  auditor's  expenses,  charter  fees,  etc.,  to 
date.  This  award  by  the  Ordnance  Claims  Board  will  not  he  dis- 
turbed. 

6.  Item  (t).  Care  of  GovemmejU  property. — Claimant  should  be 
allowed  its  expenses  in  caring  for  Government  property  wherever 
looted. 
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7.  Item  {i)x.  Interest. — Interest  must  be  denied  in  accordance  with 
well-settled  practice  and  regulations. 

8.  Item  (e).  Damages  for  delay. — Whatever  additional  cost  was 
occasioned  by  the  delay  has  already  been  taken  care  of  in  Item  {a). 
The  profit  that  the  claimant  would  have  made  had  there  been  no  de- 
lay seems  to  be  largely  speculative,  but  in  any  event  all  right  of  re- 
imbursement has  been  eliminated  by  the  supplemental  contract, 
which  was  executed  August  7,  1918,  This  contract  recites  that  de- 
lays have  been  occasioned  through  fault  of  the  Government,  and  then 
applies  the  remedy  of  extending  the  time  within  which  the  contrac- 
tor is  to  deliver  the  completed  shells.  In  view  of  this  adjustment,  we 
believe  that  any  additional  right  to  damages  which  may  otherwise 
have  existed  must  be  deemed  to  have  been  waived. 

9.  Item  {/).  Damages  by  reason  of  shui-down  on  December  S6, 
1918. — The  contracts  reserve  to  the  Government,  in  effect,  the  right 
to  terminate  on  30  days'  notice.  The  contractor  received  such  notice 
by  telegram  on  November  26.  Questioning  the  authority  of  the 
sender  of  the  telegram,  it  was  informed  of  what  was  in  substance  a  ' 
confirmation  by  Washington.  The  subsequent  receipt  of  the  formal 
written  notice  did  not  repudiate  the  former  notice,  although  it  gave 
the  claimnnt  some  additional  time.  Nothing  in  the  contracts  reserves 
any  right  to  continue  to  January  31,  1919. 

10.  Item  {k).  Ten  per  cent  fee  on  contract  No.  2.— T7nder  this  item 
the  claimant  demands  10  per  cent  on  the  cost  of  expenditures  under 
the  second  contract.  The  termination  clauses  contain  no  provision 
for  such  a  fee.  Claimant  refers  to  pamphlet  entitled  "  Instructions 
to  bidders,"  dated  September  25,  1917.  The  language  being  sub- 
stantially different,  the  contracts  control. 

11.  Item  (w).  Interest  paid  on  copper  bands. — Claimant's  demand 
under  this  item  for  $18,652.31  has  nothing  to  do  with  the  contracts 
under  consideration.  The  claim  is  for  interest  paid  under  the  terms 
of  the  contract  made  with  the  United  States  on  March  16,  1920,  by 
which  it  purchased  forgings,  copper  bands,  etc.,  from  the  Salvage 
Department  of  the  United  Statea  If  the  claimant  took  possession 
of  the  materials  on  or  before  the  purchase  price  was  determined, 
it  properly  paid  interest  down  to  the  date  of  payment,  and  has  no 
claim  for  a  refund. 

12.  Tfie  Govemmenfa  right  to  the  buUdings. — The  view  of  the 
Board  of  Contract  Adjustment  as  expressed  in  its  decision  of  June  30, 
1920,  that  the  Government  has  an  equitable  interest  in  buildings  2, 
3,  and. 4,  and  that  their  fair  salvage  value  should  be  set  off  against 
the  claim,  is  inconsistent  with  the  express  provisions  of  the  second 
contract.  In  the  event  of  cancellation,  the  Government  agreed  to 
pay  the  unamortized  portion  of  the  whole  cost  of  the  new  facilities. 
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without  any  deduction  for  their  present  value,  and  reserved  the  right 
to  take  title  to  the  removable  property  only.  The  merits  of  the 
bargain  are  not  open  for  discussion  now,  the  validity  of  the  contract 
not  being  in  question,  and  just  as  the  claimant  is  bound  by  those 
provisions  of  the  contract  -which  bear  hardly  upon  it,  it  can  not  be 
denied  the  benefit  of  those  which  are  in  its  favor. 

DIBFOamON. 

The  Appeal  Section,  War  Department  Claims  Board,  hereby  trans- 
mits a  copy  of  this  detnsion  to  the  Ordnance  Section,  War  Depart- 
ment Claims  Board,  for  appropriate  action. 

Ueat.  Col.  McKeeby  and  Lient.  Hendon  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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NOVBMBEB  9,  1920. 

Case  Ho,  194. 

in  re  CLAIK  OT  AlCOHOL  PE0D1TCTB  CO. 

1.  BECEETAHT  07  WAB,  APPEAL  TO.— Wbere  tn  appeal  to  the  Seentu?  "t 

War  the  Seoretair  dlreoti  the  Appeal  Seotlan  to  tako  txrtlier  proeeedlirt 
to  determine  whether  a  eonne  of  dealing  between  olalnuint  and  the  Oot< 
ernment  had  ripened  into  a  enatam,  thti  Board  will  lollaw  the  dlrectlOM 
of  the  Seoretaiy  of  War,  and,  If  the  onitom  li  eitahllihed,  will  render  a 
deoliion  In  aeoordanae  therewith, 

fl.  CITSTOK. — Where  In  tranaaetliini  between  the  OoTemment  and  claimant  It 
had  heen  cnatomaiy  for  the  Wood  Chemioal  Section  of  the  War  Indni- 
trlei  Board  to  oauie  to  be  shipped  to  claimant  acetate  of  lime  tsd  there- 
after to  iBine  order!  to  claimant  for  the  mannfaotnre  of  methyl  acetate 
from  lald  lime  and  required  claimant  to  pnrohaie  and  par  tor  the  ace- 
tate of  lime  and  hold  the  Hme  nhject  to  further  order*  by  the  Wood 
Chemical  Section  of  the  War  Indnttrlei  Board,  and  after  the  receipt  of 
the  lime  by  claimant  and  after  it  had  paid  therefor  claimant  reoelvei  no 
farther  orders  for  methyl  acetate,  there  is  an  Implied  apreeraent  on  the 
part  of  the  QoTemment  within  the  meaning  of  the  act  of  Kareh  S,  191B, 
to  telmhnrse  claimant  for  the  oost  of  the  aeetate  of  Hme  and  to  other- 
wise save  claimant  harmless  from  any  loss  on  acoonnt  of  the  transaetlon. 

a.  CLAm  AHI  DEdSIOB.— Claim  tor  |l9,t80.11  under  the  act  of  Kareh  a, 
1D19,  for  acetate  of  lime.    Held,  aa  aKreement  within  the  meanixf  of 

Lieut  Col.  Smith  Trriting  the  opinion  of  the  Board. 

ON  HECONSIDEBATION. 

1.  This  case  was  decided  adversely  to  claimant  by  the  Board  of 
Contract  Adjustment  November  20,  1919  (Vol.  II,  Dec.  B.  C.  A., 
p.  362). 

2.  From  that  decision  claimant  noted  an  appeal  to  the  Secretary 
of  War.  The  Secretary  of  War,  upon  consideration  of  the  record 
and  the  recommendations  of  Special  Advisers,  under  date  of  March 

2,  1920,  returned  the  record  to  the  War  Claims  Board  with  the 
following  order : 

"  This  claim  having  been  brought  before  me  on  petition  for  re- 
view of  a  decision  of  the  Board  of  Contract  Adjustment,  under 
which  claimant  was  denied  relief,  it  is  directed  that  further  pro- 
ceedings be  taken  in  accordance  with  the  views  expressed  in  the 
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attached  reconuneBdation  of  the  Special  Advisers  aud  accompany- 
ing letter." 

3.  The  Fecominendations  of  the  Special  AdviBers  accompanying 
the  order  are  as  follows : 

"  This  is  a  claim  for  reimbursement  on  account  of  depreciation  in 
the  value  of  310  tons  of  acetate  of  lime  allocated  to  claunant  b;  the 
United  States  and  left  on  claimant's  hands  at  the  time  of  the  Armi- 
stice. The  claim  is  based  on  an  alleged  course  of  dealing  between 
the  Government  and  this  claimant,  by  which  it  is  claimed  the  Govern- 
ment from  month  to  month  allocated  to  claimant  such  raw  material 
as  would  be  required  for  the  manufacture  of  the  quantity  of  methyl 
acetate  the  Government  intended  to  call  upon  claimant  to  produce 
during  the  succeeding  month  or  forty-five  cikjs. 

"  In  October,  1918,  two  separate  orders  were  issued  by  the  Wood 
Chemicals  Section  or  the  War  Industries  Board,  each  for  150  long 
tons  of  acetate  of  lime,  the  originals  heing  mailed  to  Wm.  S.  Gray  £ 
Co.,  X.  Y.,  and  copies  to  this  cuiimant.  These  orders,  issued,  respec- 
tivfuy,  on  Oct.  10th  and  Oct.  18th,  represent  the  material  for  which 
claim  is  made  in  this  case,  and  read  as  follows : 

"  You  are  hereby  directed  to  ship  to  Alcohol  Products  Company 
150  long  tons  acetate  of  lime  (336,000  pounds)  for  use  during  the 
month  of  November,  1918. 

"  Such  shipment  is  permitted  and  delivery  to  the  United  States  of 
the  product  so  shipj)ed  is  waived  on  condition  that  such  shipment 
shall  constitute  a  waiver  by  vou,  on  your  own  behalf  and  on  behalf 
of  all  persons  having  any  right,  title,  or  interest  therein  of  all  claims 
against  the  United  States  and  or  its  representatives,  either  by  way  of 
compensation  or  otherwise,  by  reason  of  the  requisitioning  or  the 
placing  of  a  compulsory  order  for,  or  the  above-mentioned  request 
tor  shipment  of,  the  product  so  shipped,  and  a  warranty  that  yon 
are  authorized  to  make  such  waiver  on  behalf  of  all  persons  having 
any  right,  title,  or  interest  in  such  product." 

"  It  seems  to  us  clear  that  under  appropriate  conditions  an  implied 
agreement  is  deducible  from  a  well-established  course  of  dealing  by 
Tmich  the  Government,  upon  ascertaining  its  further  requirements, 
was  accustomed  to  issue  such  directions  as  quoted  above,  expecting 
and  tacitly  reauiring  the  contractor  to  purchase  the  material  thus 
released  in  reliance  on  receiving  proportionate  orders  in  the  usual 
course. 

"  Whether  the  course  of  dealing  between  this  claimant  and  the 
Government  was  sufRcient  to  establish  such  a  custom  seems  to  us  not 
to  be  adequately  brought  out  in  the  testimony.  Mr.  Mason,  for  the 
claimant,  testifies  (p.  40) — 

"  We  judged  at  the  beginning  of  a  manufacture  what  our  formal 
orders  would  be  by  the  amount  of  lime  that  Mr.  Smith  had  released 
us — 150  to  100.  irtiat's  the  only  way  we  knew  most  of  the  time.  We 
judged  by  the  amount  of  lime  released  us  what  the  amounts  of  the 
orders  would  be  when  they  came  along," 

"(p.  41)  'He  (Col.  Hotchkiss,  head  of  the  Eaw  Materials  Branch, 
Procurement  Section,  Bureau  of  Aircraft  Production)  would  go  in 
conference  with  the  War  Industries  Board,  as  I  understand  it,  and 
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say  two  months  from  now  he  was  going  to  put  through  an  800-gallon 
order  of  methyl  acetate,  and,  therefore,  told  the  War  Industries 
Board  to  allocate  to  the  different  manufacturers  in  methyl  acetate 
the  raw  material,  so  they  would  have  them  on  hand  for  the  produc- 
tion of  that  preordered.' " 

"Claimant  is  asked  (p.  68) — 

"Have  you  any  formal  contract?" 

"And  answers — 

"The  only  evidence  we  have  is  this  system  of  requisitions  and 
general  audit." 

"It  appears  that  claimant,  on  January  2,  1919,  wrote  Col.  Hotch- 
kiss,  of  the  Bureau  of  Aircraft  Production,  saying — 

"  It  has  been  the  custom  of  this  company  througjhout  this  war 
period  to  order  raw  material  immediately  upon  receiving  these  re- 
leases, in  anticipation  of  the  receipt  of  Government-signed  contracts. 
This,  as  you  know,  we  did  in  good  faith,  and  we  believe  we  will  be 
protected.  Mr,  Conner  and  others  have  assured  us  that  Colonel 
Hotchkiss  assumes  for  the  Aircraft  Board  the  responsibility  for  these 
releases. 

"  can  we  not  have  from  your  office  a  statement  that  these  raw  mate- 
rials which  were  released  by  the  War  Industries  Board  for  the 
800,000-gallon  order  of  airplane  dope,  which  we  understand  was 
never  placed,  were  released  oy  the  request  of  the  Aircraft  Produc- 
tion Board  in  good  faith,  and  that  you  will  recommend  that  tiie  Air- 
craft Production  assume  responsibility  for  settlement  of  the  same? " 

"  Colonel  Hotchkiss'  reply  states  that  he  is  having  the  matter  in- 
vestigatedj  and  expresses  the  hope  that  Congress  will  pass  legisla- 
tion permitting  the  adjustment  of  the  Government's  debts,  without 
any  definite  statement  as  to  the  facts.  Col.  Hotchkiss  was  not  called 
as  a  witness  and  no  further  statement  from  him  appears  in  the 
record,  nor  is  there  any  explanation  as  to  the  custom  or  course  of 
business  as  to  the  release  of  commandeered  material. 

"  Mr.  Mason  further  testifies — 

"Mr.  Smith  told  me  that  the  reason  he  allocated  300  tons  to  us 
for  the  month  of  October  was  because  the  French  were  going  to  use 
126,000,  the  Aircraft  two  contracts  would  use  163,000,  and  310,000 
were  to  be  used  in  the  increased  production  on  this  visionary  order 
for  800,000  gallons  that  they  had  talked  over  in  conference  and 
Colonel  Hotenkiss  had  authorized." 

"  Mr.  Smith  does  not  testify. 

"  On  the  other  hand,  there  are  some  statements  that  claimant  re- 
quested material  to  permit  a  production  of  200  gallons  per  day  and 
tnat  claimant  put  in  a  requisition  or  answers  to  a  questionnaire 
monthly. 

"  Mr.  Mason,  for  claimant,  says  claimant  told  the  Government  it — 
"'was  working  up  to  200  pounds  capacity  and  would  take  all  the 
lime  they  could  give  us.' 

"  Later  however,  the  same  witness  testifies  (p.  82) — 

" '  We  did  not  ask  them  what  we  could  have  in  November.  Each 
month  they  sent  us  what  we  could  have.' 

"  We  think  the  evidence  offered  in  behalf  of  the  petitioner  necessi- 
tates inquiry  as  to  the  practice  of  the  Bureau  of  Aircraft  Produc- 


DECISIONS  APPEAL  SCCllON  \VAR  DEPAETMENT  CLAIMS  BOARD.    117  . 

tion  and  of  the  War  Industries  Board  with  repard  to  the  issuance 
of  orders  releasing  commandeered  raw  materials  in  excess  of  require- 
ments for  orders  already  placed,  and  especially  as  to  whether  in 
relation  to  this  claimant  the  Bureau  made  it  a  practice  to  cause 
the  release  only  of  such  material  as  was  reauisite  for  orders  about 
to  be  placed.  It  should  also  be  ascertained  whether  the  claimant  had 
requested  the  release  of  the  particular  material  in  question;  whether 
claimant  had  for  the  pur^ioBe  of  commercial  production  requested 
the  release,  either  of  this  particular  acetate  of  lime  or  of  as  great  a 
quantity  of  acetate  of  lime  as  might  be  obtainable;  and  whether, 
at  the  time  of  the  release  in  question,  the  Government  was  under  a 
legal  obligation,  in  the  absence  of  such  release,  to  take  and  pay  for 
the  acetate  of  lime  by  reason  of  a  commandeering  order  or  other- 
wise. If  that  were  the  case,  it  would  seem  that  a  course  of  dealing 
which  relieved  the  Government  of  that  obligation  and  transferred 
it  to  a  contractor  would,  under  certain  conditions,  tend  to  raise 
an  implication  of  an  agreement  on  the  part  of  the  Government  either 
to  give  the  contractor  orders  which  would  require  the  use  of  such 
acetate  of  lime  or  to  reassiune  its  previous  obligation  to  taJte  and 
pay  for  the  lime.  Such  implication,  however,  could  hardly  be  drawn 
if  the  contractor  was  accustomed  to  use  the  acetat«  of  lime  in  bis  non- 
government business,  and  would  in  any  event  be  substantially  weak- 
ened if  the  release  was  on  the  initiative  of  the  contractor  rather  than 
of  Government  agencies. 

*'We  accordingly  recommend  that  the  record  be  returned  to  the 
Board  of  Contract  Adjustment  with  the  request  that  that  Board, 
through  its  preparations  section,  ascertain  the  facts  above  outlined 
and  thereafter  take  such  further  action  as  may  be  appropriate  in 
accordance  with  the  views  above  expressed." 

(Sgd.)  E.  C.  GOODALE, 

G.  H.  DoBR, 

E.  Henrt  Lacombe, 

Special  Advieera. 

The  letter  of  E.  Henry  Lacombe,  Special  Adviser,  referred  to  in 
the  order  of  the  Secretary  of  War,  is  as  follows : 

"As  I  understand  the  case,  the  situation  is  this — 

"Claimant  was  making,  from  the  date  he  began  to  operate  his 
plant,  under  several  successive  contracts,  each  specifying  amount, 
methyl  acetate  for  the  Government  in  quantities  as  called  for  and 
was  making  none  for  anyone  else.  When  the  Government  wanted  a 
definite  amount  of  methyl  acetate  it  gave  a  specific  order,  which 
claimant  .proceeded  to  fill.  He  could  make  the  methyl  acetate  only 
from  acetate  of  lime.  The  Government  had  commandeered  all  ace- 
tate of  lime  and  allocated  it  only  to  persons  who  were  to  use  it  for 
Government  purposes  or  for  the  British  or  French  Government, 
or  possibly,  if  proper  cause  was  shown,  for  commercial  purposes. 

^The  practice,  at  least  in  most  instances,  was  that,  before  order- 
ing the  methyl  from  claimant,  the  Government  ordered  William 
S.  Gay  &  Company,  who  had  control  of  the  line  as  a  government 
agent,  to  allocate  and  ship  to  claimant  a  sufficient  amount  of  lime 
to  m^e  the  amount  of  methyl  it  was  about  to  order  from  claimant. 
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Claimant  was  under  obligation  to  accept  and  pay  for  such  alloca- 
tion of  lime  and  to  use  it  only  for  government  purposes. 

"  This  seems  to  be  claimaDt's  theory,  and  if  he  had  had  the  services 
of  the  counsel  who  has  prepared  his  notice  of  appeal,  it  might  have 
been  brought  out  more  clearly  on  the  hearing.  I  note  that  in  a  letter 
to  Senator  Frelinghuysen  dated  Jan.  6,  1919,  it  stated  that  for  nine 
months  before  the  cessation  of  hostilities  claimant  devoted  its  entire 
solvent  department  to  the  manufacture  of  methyl  acetate  for  the 
Bureau  of  Aircraft  Production.  I  think  the  testimony  indicates  this 
to  be  the  fact  (except  as  to  British  and  French  government  produc- 
tion) but  it  is  not  made  entirely  clear.  If  shown  by  competent  evi- 
dence, it  would  go  far  toward  convincing  me  that  there  was  an 
implied  agreement  that  claimant  was  to  manufacture  as  much  methyl 
as  the  lime  allocated  to  him  would  produce. 

"  With  regard  to  the  request  for  an  unusually  large  allocation  it 
may  be  noted  that  Mason  t^ified  that  the  War  Industries  Board  had 
urged  claimant  to  get  up  to  a  200-ton  capacity.  His  request  indicated 
that  he  was  up  to  that  capacity.  It  would  then  be  for  Government  fo 
decide  how  much  of  what  he  asked  for  would  be  allocated.  Under 
the  conditions  then  existing  it  would  greatly  surprise  me  to  learn 
that  the  Government  would  allocate  any  of  its  commandeered  lime 
to  claimant  to  be  used  for  commercial  purposes  (other  than  sales  to 
French  or  British  government)  unless  he  showed  it  some  very  good 
reason  for  thus  diverting  conunandeered  lime  to  peace  purposes 
instead  of  war  purposes. 

"  However,  as  the  record  is  somewhat  obscure,  I  am  quite  ready  to 
concur  in  recommending  that  the  practice  of  the  Aircraft  Produc- 
tion Board  and  the  War  Industries  Board  be  further  enquired  into, 
and  the  reason  shown  why  he  was  allocated  this  large  amount — what 
the  Government  expectecl  he  was  going  to  do  with  it.  I  have  there- 
fore signed  the  memorandum  with  yourself  and  Mr.  Dorr,  although 
it  calls  for  some  testimony  as  to  the  relations  between  the  Govern- 
ment and  the  owners  of  the  commandeered  lime,  which  I  do  not  think 
would  operate  to  negative  the  existence  of  an  implied  contract  if 
claimant  s  case  is  in  fact  what  it  is  asserted  to  be  in  the  notice  of 
appeal.  As  I  understand  its  contention,  claimant,  from  the  time  of 
his  first  order  early  in  the  year  to  the  end  of  hostilities,  had  no  non- 
government business ;  it  could  manufacture  no  methyl  acetate  except 
for  the  Government  or  the  Allies. 

"  I  think  the  memorandum  should  make  it  very  clear  to  the  Board 
that  satisfaction  on  all  the  points  indicated  above  should  be  elicited. 
The  Board  seems  to  think  that  there  can  be  no  implied  contract 
unless  some  one  in  authority  specifically  requires  a  claimant  to  do 
some  definite  thing." 

4.  By  direction  of  the  Secretary  of  War,  as  set  forth  in  the  above- 
mentioned  order,  further  proceedings  have  been  taken  by  the  Appeal 
Section,  War  Department  Claims  Board,  in  accordance  with  the 
views  expressed  in  the  recommendation  of  the  Special  Advisers. 

5.  On  October  26  and  27,  1920,  the  testimony  of  witnesses  was 
taken.  By  this  testimony  it  is  conclusively  established  that  the 
acetate  of  lime  in  question  was  not  ordered  by  claimant  from  Wm. 
S.  Gray  &  Co.,  but  that  the  acetate  of  lime  was  shipped  by  Wm. 
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S.  Gray  £  Co.  to  claimant  at  the  direction  of  the  Wood  Chemical 
Section  of  the  War  Industries  Board  pursuant  to  the  custom  of 
such  section  to  have  in  the  hands  of  the  manufacturers  of  methyl 
acetate  a  eu£Scient  quantity  of  acetate  of  lime  to  produce  such  methyl 
acetate  as  claimant  mi£;ht  thereafter,  hy  the  Wood  Chemical  Section, 
be  directed  to  produce.  The  Government,  through  the  Wood  Chemi- 
cal Section,  was  accustomed  to  issue  such  shipping  directions  as  are 
contained  in  the  orders  of  Octoher  18,  as  amended  by  letter  of 
October  24,  1916,  and  as  contained  in  the  order  of  October  10, 1918. 
Id  each  of  said  orders  Wm.  S.  Gray  &  Co.  was  directed  by  the 
Wood  Chemical  Section  to  ship  150  long  tons  of  acetate  of  lime  to 
claimant.  The  Wood  Chemical  Section  expected  and  tacitly  re- 
quired claimant  to  purchase  the  material  thus  released  to  it  and  in 
reliance  -on  claimant  receiving  through  the  Wood  Chemical  Section 
sufficient  orders  for  methyl  acetate  as  would  require  in  its  produc- 
tion the  amount  of  acetate  of  lime  which  had  theretofore  been  re- 
leased to  claimant.  This  course  of  dealing  between  claimant  and 
the  Government  had  continued  for  several  months  prior  to  the 
order  of  October  10,  1918.  It  was  a  custom  of  the  Wood  Chemical 
Section  from  month  to  month  to  allocate  to  claimant  such  acetate 
of  lime  as  would  be  required  for  the  manufacture  of  the  quantity 
of  methyl  acetate  the  Government  intended  to  call  upon  claimant 
to  produce  during  the  succeeding  month.  The  acetate  of  lime  so 
released  to  claimant  was  not  intended  by  the  Government  to  be 
iLSed  for  commercial  purposes,  and  during  the  period  in  question 
claimant  did  not  use  acetate  of  lime  in  commercial  business,  but  its 
plant  was  engaged  entirely  in  the  production  of  chemicals  for  the 
Government.  In  view  of  the  great  demand  for  methyl  acetate  in 
aircraft  production,  the  amount  of  acetate  of  lime  released  to  claim- 
ant on  October  10  and  18  was  not  unusually  large,  though,  as  a 
matter  of  fact,  claimant  received  only  115  long  tons  under  the  first 
release,  and  only  44  long  tons  under  the  last  release,  of  which  only 
.^10,000  pounds  had  not  been  required  to  fill  orders. 

The  above  facts  are  substantiated  by  the  testimony  of  Mr.  Chas. 
H.  Conner,  former  chief  of  the  Wood  Chemical  Section,  and  by  Mr. 
Arthur  H.  Smith,  formerly  associate  chief  of  the  same  section,  and 
by  other  witnesses  There  is  no  testimony  to  the  contrary,  and  the 
facts  are  so  abundantly  established  that  it  is  deemed  unnecessary  to 
quote  from  the  testimony  of  any  of  the  witnesses. 

6-  Applying  the  principles  declared  by  the  Special  Advisers  to  the 
established  facts,  it  is  the  opinion  of  the  Board  that  an  implied  agree- 
ment arose  between  the  Government  and  claimant,  whereby  the  Gov- 
ernment agreed  either  to  give  claimant  sufficient  orders  for  methyl 
acetate  as  would  require  the  use  of  the  acetate  of  lime  directed  to  be 
74fa2— 21— vot.8 9  .  , 
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shipped  to  claimant  by  the  orders  of  October  10  and  October  18,  the 
latter  as  amended  by  the  letter  of  October  24 ;  or  in  case  subsequent 
orders  were  not  issued  for  methyl  acetate  requiring  the  amount  of 
acetate  of  lime  previously  shipped,  then  the  Government  would  take 
the  acetate  of  lime  so  shipped  to  claimant  which  was  not  required  to 
fill  QoTemmeDt  orders  for  methyl  acetate  and  relieve  claimant  from 
any  loss  on  account  of  such  shipments. 

7.  The  Government  having  directed  the  shipment  of  the  300  long 
tons  of  acetate  of  lime  to  claimant,  and  having  thereafter  failed  to 
give  claimant  orders  for  methyl  acetate  which  could  be  produced 
from  the  amount  of  acetate  of  lime  actually  received  by  claimant 
under  such  orders,  thereupon  became  obligated  to  claimant  for  any 
loss  that  it  may  have  suffered  on  account  of  the  allocation  to  claim- 
ant of  the  acetate  of  lime  in  question  and  payment  therefor  by 
claimant. 

DUFOSITION. 

Certificate  "C  will  be  executed  with  a  docomuit  annexed,  and 
this  decision  will  be  transmitted  to  the  Air  Service  for  appropriate 
action. 

Lieut.  CoL  IScKe^y  and  Capt.  Fnuer  ooocurring  for  the  Appeal 
Section;  CoL  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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NOVKMBBB  9,  1920. 

Cams  ITos.  8629,  2630,  2631,  and  2632. 

In  n  OLAIK  01  DIKBT  JUKITTACmZVQ  CO. 

L  Cmm  Vm.  a«M,  S<M,  ud  t6»  wora  deeU«d  bj  tlu  Botrd  of  Contreot  Ad- 
jBitaaEt  on  Juno  S,  IMM^  ud  euo  Vo.  MSI  vai  deoUed  by  the  uld 
■wtrd  OK  J«Me  4,  imtO,  eattaU  nllif  bdmc  Bnatod  tha  eUlsuit  On 
ftppoal  osrUltt  porUom  of  tho  Mid  dediloa  of  the  Board  of  OoBtrut 
Aijmitaoat  wen  aOmed  ftsd  tke  mU  four  euei  voro  f orwuded  to  the 
Ordaaaee  Seotlaa,  War  Department  OlalKi  Board,  for  further  notion. 
(for  itateaant  of  Inet  and  deeUlan  see  Oaut  Xoi.  a«W,  MM,  and  S8U. 
«eeUed  Jnne  S,  IBM,  and  OaM  Be.  MSI,  deelded  June  4,  UM,  ToL  T, 
theie  deoldou,  p.  MO;  ) 

Maj.  Fair  writing  the  opinion  of  the  Board. 

ON  REOONSIDZRATIOlf. 

1.  Cases  Xoe.  2629,  2630,  and  2632  were  decided  bj  the  Board  of 
Contract  Adjostment  under  date  of  June  3, 1920,  as  follows : 

"1.  'No  use  of  a  chattel  which  is  rightful  in  accordance  with  the 
contract  under  which  its  possessioa  is  held  can  constitute  a  conversion 
of  that  chattel.' 

"  '  If  the  owner  of  a  chattel,  either  expressly  or  impliedly,  assents  to 
m  use  of  the  property  by  the  person  to  whom  he  has  given  such  posses- 
sion which  IS  different  from  the  terms  of  the  original  contract,  or  if 
be  assents  to  the  sale  of  the  property  by  that  person  he  can  not 
charge  that  the  act  so  assented  to  constitutes  a  conversion  of  the 
property.' 

"  It  IS  a  well-settled  rule  that  if  the  owner  expressly  or  impUedly 
mssents  to  or  ratifies  the  taking,  use,  or  disposition  of  lus  property  he 
can  not  recover  for  a  conversion  thereof ;  and  it  is  equally  well  settled 
that  this  is  true  notwithstanding  defendant  exceeded  the  power  given 
him.'    (38  Cyc-2009.) 

"  2.  The  contracts  construed  as  a  whole,  and  especially  as  amplified 
in  the  supplemental  contracts,  clearly  indicate  the  intention  of  the 
parties  to  be  that  the  contractor  should  account  for  the  copper  so 
furnished  in  -finished  articles  pound  for  pound.  The  Government  sus- 
pended production  and  so  placed  it  beyond  the  power  of  the  con- 
tractor to  furnish  pound  for  pound  in  finished  bands. 

"  3.  The  process  of  manufacture,  well  known  to  the  Government, 
was  such  that  it  was  impossible  to  keep  the  Government  copper 
separate  from  any  other  copper  u^  in  the  manufacture,  and  to 
have  piled  up  and  held  at  the  contractor's  plant  the  scrap  resulting 
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from  the  use  of  the  Govenuneat  copper  would  have  been  a  wasteful 
aod  dilatory  method  of  manufacture. 

"4.  It  is  clear  that  the  method  used,  namely,  that  of  selling  the 
scrap  so  resulting  and  procuring  other  copper  in  the  proper  shape 
for  immediate  process,  was  a  rightful  use  of  the  copper  furnished. 

"  5.  Had  the  contractor  been  allowed  to  complete  the  contracts  it 
would  have  returned  in  the  shape  of  finished  bands  pound  for  pound 
the  copper  furnished  by  the  Government.  As  the  contracts  were 
terminated  by  the  Government,  the  contractor  was  thus  obligated 
to  account  for  said  copper  not  furnished  in  the  shape  of  finished 
bands,  either  by  delivermg  to  the  Government  the  ascertained  amount 
of  copper  not  made  into  finished  bands,  or  to  ^y  the  Government 
for  the  copper  at  its  market  value  as  of  the  time  of  the  final  ac- 
counting. 

"  6.  It  is,  therefore,  the  opinion  of  the  Board  that  the  contractor 
should  settle  with  the  Government  for  the  amount  of  copper  ascer- 
tained to  be  due  to  the  Government  at  its  market  value  as  of  March 
12,  1919,  the  date  upon  which  the  amount  of  copper  due  was  ascer- 
tained. 

"  7,  It  is  further  the  opinion  of  the  Board  that  in  ascertaining 
the  amount  of  copper  due  to  the  Government,  the  contractor  should 
be  credited  with  1,069,629  pwunds  of  copper  used  by  the  contractor 
on  Contract  No.  P18320-4522A  in  accordance  with  the  decision  of 
this  Board  in  Case  No.  150-C-2631." 

2.  Case  No.  2631  was  decided  by  the  same  Board  under  date  of 
June  4, 1920,  the  decision  of  the  Board  being : 

"  1.  Prior  to  and  on  November  8,  1918,  the  contractor  was  engaged 
in  the  manufacture  of  copper  driving  bands  under  three  contraicts, 
namely : 

"  Contract  No.  G2076-1133A. 
''  Contract  No.  P6197-2098A. 
"  Contract  No.  G1050-561A. 

"  2.  Under  the  provisions  of  the  above  three  contracts  the  Govern- 
ment was  to  furnish  the  contractor  one  pound  of  copper  for  every 
pound  of  completed  bands,  and  the  contractor  was  to  furnish  vehicle 
copper ;  but  the  contractor  had  in  good  faith  and  in  accordance  with 
customary  manufacturing  methods  used  Government  copper  in  many 
instances  as  vehicle  copper,  and  had  sold  the  so-called  scrap  resulting 
therefrom,  and  instead  of  waiting  for  the  scrap  to  be  converted  into 
the  proper  bowl  shapes  necessary  for  manufacture  had  "been  in  the 
habit  of  purchasing  virgin  copper  already  in  bowl  shapes,  thus  re- 
placing the  scrap  sold,  and  when  the  three  contracts  above  mentioned 
were  suspended  there  was  approximately  4,826,703  pounds  of  Gov- 
ernment copper  which  had  not  been  returned  to  the  Government  in 
the  shape  of  finished  bands. 

"  3.  If  the  contractor  had  been  working  solely  under  Procurement 
Order  No.  P18320-4522A,  upon  which  the  instant  claim  is  based,  and 
the  Government  had  desired  after  its  notice  of  suspension  that  the 
contractor  complete  a  specific  number  of  bands  and  in  doing  so  it  has 
been  necessary  for  the  contractor  to  use  1,069,629  pounds  of  its  own- 
copper  costing  the  contractor  26  cents,  then  in  that  event,  as  the  Gov- 
ernment was  obligated  to  furnish  all  the  copper  necessary,  it  would 
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have  been  proper  for  the  GoTemmcnt  to  have  reimbursed  the  contrac- 
tor for  the  cost  of  its  own  copper  so  used ;  but,  as  a  matter  of  fact,  the 
contractor  was  engaged  prior  to  and  at  the  time  of  entering  into  the 
instant  agreement  upon  the  three  contracts  aforesaid  and  in  order  to 
hasten  manufacture  and  in  accordance  with  the  customary  method 
the  contractor  had  converted  into  so-called  scrap  all  of  the  Govern- 
ment copper  furnished  for  the  three  contracts  aforesaid,  except  such 
as  had  l:«en  returned  in  the  shape  of  finished  bands,  and  was  indebted 
to  the  Government  for  approximately  4,826,703  pounds  of  copper,  so 
that  if  on  the  date  of  the  final  suspension  of  production  under  the 
three  contracts  aforesaid  the  contractor  had  on  hand  1,069,629  pounds 
of  copper,  or  if  the  contractor  subsequent  to  the  date  of  suspension 
purchased  such  copper,  then  said  quantity  of  copper  was  in  fact  the 
property  of  the  Government  and  should  have  been  tendered  to  the 
Government  to  fill  any  shortage  in  the  delivery  of  Government  copper 
under  the  instant  agreement. 

"  i.  So  any  copper  which  the  contractor  may  have  had  on  hand  on 
the  date  of  suspension  of  production  under  the  three  contracts  was 
in  reality  copper  which  had  been  purchased  with  the  proceeds  of  the 
sale  of  the  scrap  from  Government  copper  and,  therefore,  in  fact, 
Government  copper. 

"  6.  The  act  of  March  2, 1919,  under  which  alone  the  instant  claim 
could  be  adjusted,  provides  for  adjustment  upon  a  fair  and  equitable 
basis,  and  it  would  be  manifestly  unfair  and  inequitable  to  permit 
contractor  to  settle  its  obligation  to  the  Government  arising  under  the 
three  contracts  aforesaid  by  paying  for  said  copper  at  a  depreciated 
market  price  and  at  the  same  time  require  the  Government  to  pay  the 
contractor  for  the  copper  used  in  process  under  the  instant  agreement ' 
at  a  higher  market  rate. 

"  6.  For  the  reasons  above  it  is  the  opinion  of  the  board  that  the 
contractor  is  not  entitled  to  reimbursement  for  the  1,069,629  pounds 
of  copper  at  the  rate  of  26  cents  per  pound,  but  that  said  quantity  of 
copper  should  be  credited  to  the  contractor  as  an  offset  against  the 
4,877,999  pounds  of  copper  due  the  Government." 

3.  Claimant  being  dissatisfied  with  the  opinion  rendered  in  these 
four  cases,  under  date  of  July  7, 1920,  noted  an  appeal  in  each  one  to 
the  Secretary  of  War.  The  claims,  together  with  all  the  papers  and 
exhibits,  were  in  due  course  forwarded  to  the  Secretary  of  War,  and, 
under  date  of  October  5, 1920,  R.  G.  Goodale,  Special  Adviser  to  the 
Secretary  of  War,  reported  to  the  said  Secretary  as  per  the  memo- 
randum herewith  incorporated: 

"  These  claims  are  made  under  four  written  contracts  for  the  manu- 
facture of  copper  driving  bands,  and  involve  settlement  for  4,826,703 
pounds  of  copper  furnished  by  the  United  States  in  excess  of  the 
quantity  required  for  the  copper  bands  delivered  under  three  of  the 
contracts,  as  well  as  adjustment  of  a  claim  of  the  company  on  account 
of  a  deficiency  of  1,069,629  lbs,  in  the  quantity  of  copper  delivered 
by  the  Government  under  a  fourth  contract. 

"  The  contract  under  which  Claim  No.  2629  arises  was  orginaily  so 
drawn  as  to  require  the  Government  to  furnish  all  copper  necessary, 
includina  ^vehtcle'  copper.  This  contract  provided  that  the  copper 
so  fumi^ed  should  remain  the  property  of  the  United  States,  but  that 
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the  scrap  produced  should  be  the  property  of  the  contractor.  As  the 
evidence  indicates  that  two  pounds  of  copper  is  necessarily  used  in 
producing  each  pound  of  the  copper  bands  here  involved,  it  is  evident 
that  the  Government  vastly  benefited  by  the  modification  of  this  con- 
tract contained  in  the  supplemental  contract  of  April  29,  1918,  which 
stipulates  that  the  contractor  shall  furnish  to  the  United  States  one 
pound  of  finished  bands  according  to  the  maximum  weight  thereof, 
for  each  pound  of  copper  delivered  to  the  contractor  by  the  United 
States.  It  does  not  appear  whether  the  quantity  of  copper  which 
had  been  furnished  by  the  United  States  up  to  the  date  of  the  execn- 
tion  of  the  supplemental  agreement  was  more  than  equivalent  to  the 
total  weight  of  driving  bands  to  be  delivered  according  to  the  maxi- 
mum weight  specified?  As  to  all  copper  delivered  by  the  United 
States  under  the  terms  of  the  original  contract  before  the  execution 
of  the  supplemental  contract,  up  to  and  not  exceeding  the  total  maxi- 
mum weight  of  the  bands  to  be  delivered  under  this  contract,  it  is 
plain  that  the  contractor  under  the  supplemental  contract  had  an  un- 
restricted right  of  use,  either  as  vehicle  copper  or  otherwise,  in  the 
process  of  manufacture  under  the  contract,  with  no  obligation  except 
to  continue  manufacture  under  the  t«rms  of  the  contract  and  deliver 
at  the  time  specified  in  the  contract  one  pound  of  bands  for  each 
pound  of  copper  received.  If,  at  the  time  the  supplemental  contract 
was  made,  the  contractor  had  received  a  quantity  of  copper  equivalent 
to  the  total  maximum  weight  of  all  the  bands  to  be  delivered,  he  would 
have  been  within  his  rights  under  the  contruct  had  he  used  the  entire 
quantity  in  the  proper  processes  of  manufacturing  the  first  half  of 
tne  bands  to  be  delivered  without  himself  then  furnishing  any  vehicle 
■  copper,  thus  producing  one-half  the  total  weight  of  bands  required, 
together  with  an  equivalent  weight  of  scrap  copper,  which  later  the 
contractor  would  have  had  the  right  either  to  use  in  connection  with 
vehicle  copper  to  be  furnished  by  himself  in  order  to  produce  the 
remainder  of  the  bands  required  under  the  contract,  or  to  sell,  relying 
upon  seasonably  buying  at  more  advantageous  prices  new  copper 
enough  to  produce  the  bands  remaining  to  be  manufactured.  In 
other  words.  Government  copper  had  been  rightfully  received  under 
a  contract  which  provided  that  the  scrap  should  be  the  property  of  tiie 
contractor,  and  claimant  was  under  no  obligation  to  account  for  the 
scrap,  but,  was  under  the  supplemental  contract,  under  obligation  to 
furnish  one  pound  of  finished  bands  for  each  pound  of  Government 
copper  received. 

"As  to  such  copper,  if  any,  as  had  been  furnished  by  the  United 
States  before  the  date  of  the  supplemental  contract,  in  excess  of 
the  pound  for  pound' requirements  of  that  contract  as  applied  to  the 
total  quantity  of  bands  to  be  manufactured,  the  language  of  the  sup- 
plemental contract  itself  furnishes  no  definite  expression  of  the  un- 
derstanding of  the  parties.  If  that  language  were  literally  construed, 
it  would,  under  the  circumstances  suggested,  result  in  increasing  ttie 
total  quantity  of  bands  to  be  furnished  under  the  contract.  I  believe 
it  to  be  a  sound  interpretation  of  the  supplemental  contract  to  assume 
that  it  was  not  the  intention  of  the  parties  to  increase  the  total  quan- 
tity of  bands  to  be  furnished  thereunder,  and  am  of  the  opinion  that 
if  the  total  quantity  of  copper  which  had  been  furnished  when  the 
supplemental  contract  was  executed  exceeded  the  total  requirements 
of  tne  supplemental  contract,  an  obligation  arose  on  the  part  of  the 
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contractor  to  return,  in  the  form  of  copper,  as  distinguished  from 
finished  copper  bands,  an;  copper  which  Had  ^ready  *been  furnished 
in  excess  of  the  obligations  of  the  Goyemment  on  the  pound  basis 
specified  in  the  supplemental  contract.  As  to  any  such  excess  of  cop- 
per received  or  used  by  claimant  under  this  contract  after  the  execu- 
tion of  the  supplemental  contract,  the  law  imposes  a  similar  obliga- 
tion, and  claimant  having  been  under  an  immediate  obligation  to  re- 
turn or  account  for  such  copper,  the  same  ghould  be  offset  against 
any  shortage  of  Government  copper  under  contract  No.  2&31,  as 
directed  by  the  Board. 

"  But  as  to  the  copper  furnished  under  this  contract  up  to  the 
pound  for  pound  requirements,  I  think  that  no  such  offset  can  be 
made,  as  the  sole  obligation  of  the  contractor  was  to  furnish  copper 
bands,  and  if  after  the  armistice  the  claimant  was  ready  and  willing 
to  furnish  such  copper  bands  up  to  the  full  requirements  of  the  con- 
tract, it  can  not  be  put  in  a  less  favorable  portion  by  any  change  of 
plans  on  the  part  of  the  Government.  If,  after  the  armistice,  the 
claimant  had  money  but  no  copper  it  would  be  wholly  unjust,  in  the 
absence  of  breach  of  contract  or  misappropriation  of  Government 
copper,  to  charge  it  with  copper  at  26^,  when  it  was  willing  and 
ready  to  fulfill  all  its  obligations  with  copper  which  would  only  cost 
it  IW.  Had  the  price  of  copper  increatea  instead  of  slumping  it  ia 
plain  that  claimant  could  have  been  compelled  to  comply  with  its 
contract  and  furnish  the  full  weight  of  copper  bands  made  out  of 
copper  bought  at  the  increased  price  at  its  own  expense.  With  the 
pnce  of  copper  up,  claimant  could  not  have  discharged  its  obliga- 
tions by  oflering  to  pay  for  the  necessary  copper  at  its  former  pnc« 
of  26^,  and  with  the  price'  of  copper  down,  the  Government  cannot 
demand  settlem^it  on  that  basis. 

"  The  contract  under  which  claim  No.  2630  arises  is  of  the  same 
character  as  that  discussed  in  connection  with  the  claims  of  the  !^ew 
Jersey  Tube  Company.  It  obligates  the  United  States  to  furnish  one 
pound  of  copper  for  every  pound  of  completed  bands,  maximum 
weight ;  it  provides  that  the  scrap  shall  be  the  property  of  the  con- 
tractor, but  that  the  copper  furnished  by  the  United  Stetes  shall  re- 
main the  property  of  the  United  States,  and  impliedly  obligates  the 
contractor  to  furnish  the  necessary  vehicle  copper  for  the  processes 
of  manufacture.  As  it  appears  that  the  claimant  has  wrongfully 
used  Government  copper  as  vehicle  copper  und«r  this  contract,  the 
recommendations  made  in  the  New  Jersey  Tube  Company  cases  ap- 
pear to  be  applicable,  and  the  decision  of  the  Board  should  be  so 
modified  as  to  charge  the  claimant  with  the  full  value  of  all  Govern- 
ment copper  used  in  excess  of  the  maximum  weight  of  the  bands  de- 
livered under  this  contract. 

"  Claim  No.  2632  is  for  2,000,000  pounds  of  copper  driving  bands 
for  155  m/m  shells.  It  arises  under  a  contract  similar  in  its  provi- 
sions to  that  above  referred  to  in  connection  with  £he  consideration 
of  claim  No.  2629,  and  was  modified  by  a  supplemental  contract  in 
the  same  manner.  The  recommendations  which  I  have  made  with 
regard  to  claim  No.  2629  are  applicable  also  to  claim  No.  2632. 

"  I  recommend  that  the  decision  of  the  Board  be  set  aside,  and 
that  further  proceedings  be  directed  to  be  had  in  accordance  witti 
the  foregoing  memorandum." 
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4,  On  the  6th  day  of  October,  1920,  the  Secretary  of  War  returned 
the  said  claims  to  this  Board  with  the  following  order : 

"  Upon  consideration  of  the  record  in  these  matters,  it  is  directed 
that  tne  decision  of  the  Board  be  vacated,  and  that  farther  pro- 
ceedings be  had  in  accordance  with  the  recommendations  contained 
in  the  accompanying  memorandum." 

5.  By  direction  of  the  Secretary  of  War  as  set  forth  in  the  fore- 
going order  the  decision  of  the  Board  of  Contract  Adjustment  |n 
these  cases  bearing  dates  of  the  3d  and  4th  of  June,  respectiTely,  are 
hereby  vacated  and  set  aside  and  the  files  and  all  the  exhibits  at- 
tached thereto  are  forwarded  to  the  Ordnance  Section,  War  I>e- 
partment  Claims  Board,  for  proceedings  in  accordance  with  the 
aforesaid  memorandum  of  the  Special  Adviser  and  the  said  order 
of  the  Secretary  of  War. 

Lient.  Col.  McKeeby  and  Capt.  Sheppard  concnrring  for  the  ap- 
peal section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Case  No.  2857. 

In  re  CLAIM  OF  ftEHBRAI  XOT0B8  CO. 

1.  nrCBEASES  FACILITIES. — ^Wliere  olalmant,  vlthoat  dlrectloD  from  lome 
SvTemnieiit  asent,  fnoreaiei  Iti  faollltlci  upon  the  aiinrnpUon  that  It 
will  reoelTe  fntiiTe  ord«n.  It  doei  to  at  Iti  own  ritk,  and  the  GoT«ni- 
ment  li  not  obligated  to  relmbnrfe  It  tnoli  expenditnrei. 

Maj.  Hill  writing  the  opinion. of  the  Board. 

This  claim  was  presented  under  the  act  of  March  2,  1919.  State- 
ment of  claim,  Class  "B,"  has  been  presented  for  the  sum  of  $119,- 
165.62  by  reason  of  an  alleged  informal  agreement  between  claimant 
and  the  Procurement  Division  of  the  Ordnance  Department  for  in- 
crease of  facilities  and  additional  orders  for  trench  mortar  shells. 

FINDINQS  OF  FACT. 

1.  On  December  15,  1917,  the  Ordnance  Department,  by  letter, 
forwarded  Procurement  Order  No.  War-Ord.  G1021-414TW,  dated 
November  24,  1917,  to  the  General  Motors  Corporation,  Detroit, 
Michigan,  ordering  2,000,000  3-inch  Stokes  trench  mortar  shells, 
Mark  I,  unfused.  The  General  Motors  Corporation  proceeded  to 
manufacture  under  this  order,  and  at  a  later  date  this  order  for 
2,000,000  was  increased  to  3,000,000,  and  on  May  8,  1918,  a  proxy- 
signed  contract  was  drawn  for  the  manufacture  of  3,000,000  of  these 
shells. 

2.  This  contract  contained  the  following  clause : 

"  It  is  estimated  that  the  cost  of  such  increased  plant  and  facili- 
ties will  amount  to  approximately  $60,000,  and  to  this  extent  the 
United  States  will  amortize  and  take  title  to  the  increased  plant  and 
facilities,  or,  at  the  option  of  the  contractor,  the  Government  will 
partially  to  the  extent  of  60%  thereof  amortize  such  increased  plant 
and  facilities." 

3.  Upon  the  signing  of  the  armistice  the  proxy-signed  contract 
was  suspended.  Claimant  filed  a  Class  "A  "  claim  before  the  Ord- 
nance Department,  which  has  been  allowed.  The  present  matter  is 
consideration  of  a  Class  "  B  "  claim,  which  has  to  do  with  increased 
facilities  and  indirect  materials  which  were  incurred  outside  of  the 
performance  of  the  strict  provisions  of  the  contract  as  written  and 
as  executed. 

4.  It  is  alleged  by  the  claimant  that,  due  to  delays  on  the  part  of 
the  Government  in  furnishing  certain  component  parts,  it  became 
necessary  for  it  to  increase  its  facilities  in  order  to  make  deliveries 
as  per  schedule  as  set  forth  in  the  contract;  that  these  increased 
facilities  were  installed  upon  the  promise  of  Maj.  Fairchild  and 
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Capt,  Wilmer,  of  the  Ordnance  Department,  that  claimant  would 
receive  largely  increased  orders  at  the  completion  of  the  present 
contract. 

5.  The  claimant's  representative,  Mr.  K.  W.  Zimmerschied,  who 
at  the  time  of  the  alleged  agreement  was  managing  the  Washington 
office  of  claimant,  in  his  evidence  before  this  Board  8tat«d  as  follows: 

"  I  want  to  make  that  very  clear,  that  there  was  never  a  specific 
promise  of  any  definite  nummr  of  shell,  but  that  in  all  human  prob- 
ability they  were  coming  through." 

He  also  states,  in  reference  to  Maj,  Fairchild  and  Capt.  Wilmer, 
that^ 

"  They  at  no  time  actually  promised  us  in  so  many  words  additional 
orders  of  shells,  but  told  us  tnat  in  all  human  probability  they  would 
be  required,  and  it  was  up  to  us  to  make  a  record  on  the  production 
of  these  shells." 

6.  Maj.  Fairchild,  who  at  the  time  of  the  alleged  contract  was  in 
charge  of  the  Trench  Warfare  Branch  of  the  Gun  Division,  which 
was  later  merged  into  the  Procurement  Division,  testified  that  both 
he  and  Capt.  Wilmer  told  Mr.  Zimmerschied  that — 

"  we  could  proceed  only  on  the  basis  of  requirements  actually  issued 
by  the  departments ;  that  we  could  not  tell  that  there  would  be  addi- 
tional quantities  of  these  shells,  because  we  did  not  know     *     •    *." 

Maj.  Fairchild  also  stated  that — 
"  we  expressly  refused  to  make  any  commitment,  because  we  could 
not  do  so," 

7.  Capt.  Wilmer  has  submitted  to  this  section  an  affidavit  which 
claimant  has  consented  shall  be  admitted  as  evidence  in  lieu  of  his 
direct  testimony.  In  this  affidavit  Capt.  Wilmer  states  with  refer- 
ence to  Mr.  Zimmerschied : 

"  He  was  told  that  we  had  no  information  as  to  additional  require- 
ments of  said  shell,  and  that  we  were  unable  in  any  sense  to  assure 
him  that  additional  shell  would  be  required,  or  that  additional  orders 
would  be  given  him." 


It  is  the  opinion  of  this  section  that  the  increased  facilities  and 
indirect  materials  claimed  were  established  and  obtained  without 
authority  or  instructions  from  the  Government  or  any  of  its  agents; 
that  the  claimant  assumed  a  business  risk  in  the  making  of  such 
expenditures ;  and  that  there  is  no  obligation  on  the  part  of  the  Gov- 
ernment to  reimburse  the  claimant  for  the  expenditures  so  incurred. 

The  claim  is  accordingly  denied. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 


NoVEHBiR  9,  1020. 

Case  No.  2911. 

In  re  CLUK  OF  AOLIDT  CESIDCAL  00. 

1.  HCFUEO  AG&SElCEiri. — An  Implied  asrecment  under  tlie  aot  of  Kaioh  S, 
1919,  does  aot  artie  from  aiilitanoe  glTen  a  contnotor  by  the  War  De- 
pKrtment  la  leonring  a  loan  from  the  War  Finanae  Corporation  CTea 
tltOBCl>  it  appear!  tliat  the  lean  wonld  not  hsTe  been  made  had  not  the 
Wftr  Department  arced  the  War  Flnanoe  Corporation  to  aialit  the  eon- 

t.  FACHJTIZS. — The  Searetarr  of  War  hat  no  authority  nnder  the  aot  of 

Karch  S,  I91B,  to  pay  for  faoUitlei  pnrohaied  prior  to  t^e  date  of  the 

Informal  contract. 
3.  CLAUC  AKD  DECISIOV.— Claim  for  f447,397.00,  under  the  act  of  Karch  S, 

IBIB,  for  facllltlei  alleged  to  hare  been  pnrchaied  under  an  implied 

agreement    Held,  claimant  Is  not  entitled  to  relief. 

Maj.  Miller  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT. 

The  BoKrd  finds  the  following  to  be  the  facts : 

1.  This  case  arises  under  the  act  of  March  2,  1919.  Statement  of 
claim,  Fonn  B,  has  been  filed  under  the  provisions  of  Supply  Circular 
No.  17,  Purchase,  Storage,  and  Traffic  Division,  General  Staff,  1919, 
for  $447,397.50,  by  rea-son  of  an  agreement  alleged  to  have  been 
entered  into  between  the  claimant  and  the  United  States. 

2.  The  claim  covers  amounts  expended  for  special  facilities,  claim- 
ant urging  that  the  Government  entered  into  an  implied  agreement 
to  pay  for  these  facilities,  the  alleged  implied  agreement  having 
arisen  through  the  action  of  the  War  Department  in  assisting  claim- 
ant to  secure  a  loan  of  about  $800,000  from  the  War  Finance  Cor- 
poration, Claimant  entered  into  several  formal  contracts  with  the 
Government  during  the  year  1918,  and  settlements  on  these  formal 
contracts  have  been  made  or  are  being  made  by  the  Ordnance  Sec- 
tion, War  Department  Claims  Board.  The  claim  for  special  facilities 
presented  in  this  case  is  based  entirely  upon  an  implied  agi'eement 
alleged  to  have  been  made  in  addition  to  the  formal  contracts. 

3.  Owing  to  the  fact  that  claimant  had  carried  on  negotiations 
with  various  officials  of  the  Governnient  relative  to  the  matters 
which  now  constitute  this  claim,  the  hearing  conducted  by  this  section 
was  attended  by  representatives  of  the  Ordnance  Section,  War 
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Department  Claims  Board,  Chemical  Warfare  Service,  and  the  War 
Finance  Corporation,  in  addition  to  claimant's  attorney  and  the 
officials  of  this  section. 

4.  Prior,  to  the  outbreak  of  the  World  War  claimant  had  been 
manufacturing  various  chemicals,  including  barium  sulphide,  barium 
hydrate,  barium  nitrate,  barium  binoxide,  barium  carbonate,  blaoc 
fixe,  and  sodium  sulphide.  During  the  year  1917  and  the  early  part 
of  1918  claimant  had  been  manufacturing  chemicals  for  commercial 
use  and  for  the  use  of  the  French  and  British  Governments.  lo 
1917  its  plant  at  Charleston,  W.  Va.,  was  materially  increased  from 
a  cost  of  $COO,000  to  $2,000,000.  Additions  to  this  plant  were  made 
during  the  year  1918  to  the  extent  of  $447,397.50,  this  construction 
having  been  carried  on  during  the  entire  year.  In  May  and  June, 
1918,  the  Ordnance  Department  sent  telegrams  to  claimant  asking  if 
claimant  had  open  capacity  for  various  chemicals,  and  each  time 
received  reply  in  the  negative  with  the  information  that  claimant's 
capacity  was  in  use  by  the  French  and  English,  so  the  question  of 
securing  these  chemicals  from  claimant  was  closed. 

5.  Claimant  had  been  conducting  its  purchases  and  sales  through 
the  National  Aniline  &  Chemical  Co.  (Inc.).  The  fees  for  handling 
these  purchases  and  sales  had  accumulated  to  the  amount  of  $140,000, 
and  certain  loans  and  advances  totaled  $460,000,  Therefore  the 
total  indebtedness  of  claimant  to  the  National  Aniline  &  Chemical 
Co.  (Inc.)  was  $600,000  in  June,  1918.  At  that  time  the  National 
Aniline  &  Chemical  Co.  (Inc.)  informed  claimant  that  it  would  not 
carry  this  indebtedness  any  longer  and  that  claimant  would  be  com- 
pelled to  make  immediate  payment  of  same.  Claimant  conipany  did 
not  have  the  funds  with  which  to  settle  this  indebtedness  and  it 
became  apparent  that  unless  funds  were  secured  the  company  would 
be  placed  in  the  hands  of  a  receiver.  Claimant's  attorney  at  the 
hearing  before  this  Board  explained  the  situation  in  the  following 
language :  "  Mr.  Bollin  had  projected  this  enterprise  before  this  time 
(Sept.  5,  1918).  He  had  expected  to  go  into  it  as  a  commercial 
proposition  because  he  could  get  contracts  from  France  and  England 
at  22  cents  or  25  cents  a  pound,  so  he  had  made  his  plans  and  pro- 
jected them  but  was  not  able  to  carry  them  through," 

6.  In  August,  1918,  Mr.  Hugh  EoUin,  president  of  the  Kolliu 
Chemical  Co.,  canie  to  Washington  and  called  on  Maj.  W.  H.  Gel- 
shenen,  Ordnance  Department,  United  States  Army,  chairman  of  the 
Army  Commodity  Committee  on  Acids  and  Heavy  Chemicals,  and 
explained  the  financial  condition  of  the  company.  Maj.  (Jelshenen's 
testimony  shows  the  reasons  for  Mr.  Bollin's  visit.    He  said : 

"  Some  time  in  August,  1918,  Mr.  RoUin  came  to  Washington,  and 
came  in  to  see  me,  and  stated  that  he  had  this  plant  in  West  Vir- 
ginia, I  believe  it  was,  that  would  have  to  close  down  unless  it  was 
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able  to  obtain  financial  assistance;  that  they  were  making  chemicals 
for  one  of  the  government  branches  or  more,  also  for  the  Allies, 
and  that  they  had  various  capacities  for  different  chemicals,  which  he 
enumerated. 

"I  do  not  think  anythinji  wns  done  at  the  first  interview,  but  he 
was  told  to  go  back  and  get  such  facts  together  as  he  could  and 
report  on  to  Washington  again,  which  he  did  some  time  later,  and 
also  a  statement  of  his  financial  condition  at  the  time. 

"  In  going  over  the  statement  it  showed  that  they  were  indebted 
to  the  National  Aniline  Company  for  $750,000.00.  They  were  the 
largest  creditors.  They  had  acted  as  their  agents  in  the  purchase 
of  supplies  and  in  the  sale  of  their  product,  receiving  a  percentage 
both  ways. 

"Rollin's  story  was  that  he  was  in  this  financial  position  due  to 
the  fact  that  he  had  been  so  late  in  receiving  his  deliveries,  and  the 
plant  had  cost  so  much  more  than  was  anticipated  that  the  working 
capital  was  all  absorbed  in  putting  up  this  plant,  and  I  am  very 
distinct  in  my  recollection  that  there  was  no  question  about  addi- 
tional facilities.  It  was  a  question  of  getting  the  facilities  that  he 
had.  after  the  French  and  English  finished  with  them,  and  the  other 
facilities  that  he  had  at  the  time." 

(Transcript,  pp.  23,  24,  and  25.) 

"  I  want  to  point  out  from  the  Ordnance  side  that  Mr.  BoUin  came 
to  the  Ordnance  Department  unsolicited.  If  we  were  looking  for 
production  at  the  moment,  we  would  have  communicated  with  Mr. 
KoHin  and  had  him  come  up  to  see  us  at  our  solicitation;  but  Mr. 
Kollin  came  in  and  made  tiie  definite  statement  as  his  opening 
remark  that  the  Bollin  Chemical  Company  would  go  into  the  hands 
of  a  receiver  failing  to  receive  $800,000  to  $1,000,000.  What  we 
could  supply  him  and  what  we  could  not  supply  him  was  touched 
upon  in  conversation,  and  even  a  tentative  contract  may  have  been 
suggested  along  certain  lines,  'would  you  do  this  or  would  you  do 
that?'  But  the  fact  that  the  Ordnance  Department  at  that  time 
solicited  Mr.  Rollin  is  not  so.  Mr.  RoUin  needed  this  $800,000,  not 
for  anything  that  the  Ordnance  Dejiiartment  was  having  him  do 
but  merely  to  keep  himself  going," 

(Transcript,  pp.  64  and  65.) 

While  the  Ordnance  Department  prior  to  August,  1918,  had  given 
practically  no  orders  to  claimant,  nevertheless  it  was  anxious  to 
assist  this  company  in  arranging  its  financial  affairs  in  order  that  the 
company  might  continue  the  production  of  chemicals,  since  the  com- 
pany at  that  time  was  devoting  a  considerable  part  of  its  plant  to 
the  manufacture  of  chemicals  for  war  purposes  furnished  directly 
or  indirectly  to  the  French,  British,  and  the  United  States  Govern- 
ments. With  this  end  in  view,  Maj.  Gelshenen  and  his  assistants  dis- 
cussed various  plans  in  an  effort  to  assist  the  company  in  securing 
loans.  The  Ordnance  Department  prepared  formal  contracts  cov- 
ering the  chemicals  that  it  would  desire  from  claimant  and  the 
Chemical  Warfare  Service  followed  the  same  procedure.  ,- 
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8.  Kegotialions  were  then  taken  up  with  the  War  Credits  Board 
for  a  loan  to  claimant.  However,  the  War  Credits  Board  was  limited 
Id  its  loans  to  30  per  cent  of  the  amount  of  the  contracts  given  claim- 
ant directly  by  the  War  Department.  The  War  Credit8.Board  there- 
fore agreed  to  loan  claimant  $121,000-$104,000  on  the  Ordnance  con- 
tracts and  $17,000  on  Chemical  Warfare  Service  contracts.  These 
amomits  were  loaned  on  September  21, 1918,  and  September  26, 1918^ 
respectively. 

9.  As  soon  as  the  limits  of  the  loans  to  be  made  by  the  War  Credits- 
Board  were  determined  it  became  apparent  that  claimant  must  nego- 
tiate further  loans  from  another  source.  Accordingly,  Mr.  Itolliii 
presented  the  matter  to  the  War  Finance  Corporation.  In  order  to- 
assist  Mr.  Bollin  in  securing  this  Joan,  Maj.  Gen.  Wm.  L,  Sibert^ 
Director  of  Chemical  Warfare  Service,  wrote  the  War  Finance  Cor- 
poration on  August  29,  1918,  as  follows : 

"1.  The  RoUin  Chemical  Company  is  now  producing  about  226 
tons  per  month  of  Sulphur  Chloride  that  is  being  used'  in  the  manu- 
facture of  mustard  gas.  I  am  informed  by  the  President  of  the- 
company  that  they  were  going  to  waste  surplus  Chlorine  from  which 
225  tons  a  month  of  Sulphur  Chloride  could  be  made. 

"  2.  This  production  of  Sulphur  Chloride  is  of  vital  importance  to- 
the  Chemical  Warfare  Service,  and  in  my  opinion  the  company  should 
receive  financial  assistance  if  it  is  necessary." 

Maj.  Gen.  Sibert  later  explained  that  "with  gaseous  chlorine  avail- 
able, making  sulphur  chloride  requires  very  little  plant." 

10.  Maj.  Gelshcnen  on  the  same  date  sent  the  following  letter  to  the- 
War  Finance  Corporation : 

"1.  I  am  directed  by  the  Chief  of  Ordnance  to  inform  you  that- 
the  Rollin  Chemical  Co.,  Inc.,  is  at  the  present  time  devoting  its  en- 
tire time  to  war  contracts,  either  directly  or  indirectly,  and  that  tho- 
shutting  of  this  plant  for  the  lack  of  funds  at  this  time  would  be- 
little short  of  appalling — in  fact,  the  military  necessity  of  the  con- 
tinued operation  of  this  concern  is  such  that  it  must  be  aided  finan- 
cially if  the  serious  dislocation  of  the  various  programs  of  the  Ord- 
nance Department  is  to  be  prevented.  Furthermore,  even  a  tempo- 
rary shut  down  of  this  plant  would  be  enormously  costly,  both  froin> 
the  standpoint  of  deterioration  of  the  plant,  as  well  as  the  delay  in: 
the  various  programs,  and  accordingly  any  such  arrangements  should 
be  made  immediately,  if  possible  within  the  next  two  weeks. 

"  2.  The  total  estimated  amount  of  the  War  contracts  of  this  con- 
cern, both  directly  and  indirectly,  is  at  least  $1,800,000.00,  as  more- 
fully  appears  in  detail  in  various  papers  which  are  being  submitted' 
to  you  by  the  representatives  of  the  company. 

"3.  It  is  requested  that  this  matter  be  given  the  most  urgent  and' 
earnest  consideration  at  the  earliest  possiole  date." 

11.  On  September  5,  1918,  a  conference  was  held  between  the- 
representatives  of  the  Rollin  Chemical  Co.  and  the  War  Finance- 
Corporation,  this  conference  also  being  attended  by  Capt.  W.  H.. 
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Swenarton,  of  the  OrdnftDce  Department,  and  by  represeatBtives  of 
the  War  Credits  Board.  Capt.  Swenarton  had  been  instructed  by 
Maj.  Gelshenen  to  assist  the  company  in  securing  the  loan  from  the 
War  Finance  Corporation.  At  this  conference  Maj.  J.  L.  Motley, 
of  the  War  Credits  Board,  explained  that  his  board. in  its  loans  to 
contractors  was  "  limited  to  30  per  cent  of  the  value  of  the  supplies," 
and  that  it  was  considered  impracticable  to  commandeer  this  plant. 
Capt.  Swenarton  urged  the  making  of  this  loan,  showing  that  this 
company  was  devoting  the  greater  part  of  its  plant  to  war  contracts. 
The  following  escerpte  from  a  report  of  this  conference  throw 
valuable  light  on  the  present  claim : 

"Maj.  MoTuiY,  Well,  I  understand  the  plant  will  have  to  close 
down  within  a  week  or  two  if  it  is  not  financed  now. 

"Mr.  McLean.  Well,  from  your  investigation  and  that  of  your 
experts  are  you  of  the  opinion  that  the  cutting  down  of  the  plant 
would  seriously  interfere  with  the  war  operations! 

"Maj.  Motley.  Very  seriously;  yes,  sir. 

"Mr.  McLean.  Now,  we  would  like  to  hear  from  Capt.  Swenar- 
ton. Now  why,  in  yonr  opinion,  is  it  necessary  that  we  should  lend 
this  money.  Captain  t 

"  Capt.  SwENABTON.  Because  this  man  is  one  of  few  in  many  cases 
and  in  other  cases  the  only  manufacturer  of  certain  essential  war 
products.  For  example,  he  is  the  only  manufacturer  of  barium 
monoxide  in  this  country,  and  that  is  used  exclusively,  almost,  by  the 
Frankfort  Arsenal,  by  the  British  Government,  and  by  the  French 
Government,  particularly  in  making  aeroplane  bullets. 

"Another  produce  which  he  manufactures  in  large  quantity  is 
sulphur  chlonde,  which  is  used  exclusively  by  the  Chemical  Warfare 
Service. 

"  Mr.  McLean.  What  percentage  of  his  output  is  the  War  Depart- 
ment taking  and  is  liable  to  take) 

"  Capt.  SwENABTON.  It  is  taking  aU  he  can  make. 

**  Mr.  McLean.  So  really  all  of  his  production  goes  far  to  war 
production  J 

"  Capt.  SwENABTON.  All  but  eight  per  cent  of  his  production,  prac- 
tically, goes  either  directly  or  indirectly  into  essential  war  products. 

"Mr.  McLean.  You  are  representing  the  Ordnance  Department! 

"  Capt.  SwKNABTON.  Yes,  sir. 

"  Mr.  McLean.  You  have  been  requested,  I  believe  you  stated  to 
us  the  other  day,  to  come  here  and  urge  this  Board  to  make  this  loan ! 

"  Capt,  Swenarton.  Very  emphatically. 

•  «*••«« 

"Mr.  McLean.  Have  you  any  opinion  as  to  the  value  of  this 
property  ? 

"  Capt.  Swenarton.  I  have  read  the  report  of  Mr.  Chase,  who 
went  down  in  behalf  of  this  Board,  of  the  War  Industries  Board. 

"  Mr.  McLean.  He  went  at  our  request. 

"  Capt.  Swenarton.  At  the  request  of  this  Corporation.  And 
also  I  was  a  chemist  at  one  time  myself,  and  I  am  pretty  well  satis- 
fied from  the  statements  which  have  been  made  by  the  representa' 
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tives  of  tbis  company  that  the  plant  is  worth  at  least  $2,000,000, 
aod  that  as  a  peace  proposition  it  would  be  worth  practically  that 
amount  at  a  conservative  estimate. 

"  Mr.  Leonahd.  I  would  like  to  ask  Mr.  Lutkin  why  the  Aniline 
Company  feels  that  they  are  safe  in  subordinating  their  claim,  if  they 
feel  so. 

"Mr.  LuTKiN.  Well,  the  Aniline  Company,  I  think,  have  formed 
an  impression  that  the  claim — that  they  will  be  safe  in  subordinat- 
ing their  claim — that  the  value  is  there  in  the  property.  At  the 
same  time  it  feels  that  it  is  doing  it  in  addition  from  the  Gorem- 
ment  standpoint.  They  think  it  is  a  necessity  for  this  man  to  exist, 
and  they  feel  a  desire  to  cooperate  with  Mr.  Bollin  in  developing 
his  enterprise,  which  they  believe  has  possibilities  as  .a  peace  enter- 
prise, but  in  doing  it  we  realize  that  from  a  business  standpoint  we 
are  not  strictly  justified  in  subordinating  a  current  claim  to  a  de- 
ferred claim,  but  we  feel  safe  enough  in  the  enterprise  to  be  willing 
to  do  it. 

"Mr.  Leonard:  On  a  peace  basis! 

"  Mr,  Lutkin,  On  a  peace  basis. 

"  Mr.  Leonard.  Because  you  realize  that  naturally  your  recoup- 
ment comes  on  a  peace  basis! 

"  Mr.  Ldtkin.  Yes,  sir. 
•  «****• 

"  Capt,  SwENABTON,  When  the  war  is  over  there  will  be  no  new 
contracts. 

"  Mr.  McLean,  Suppose  the  war  is  over  in  our  case,  and  we  can't 
get  our  money  back.  We  are  acting  here  in  advance,  and  we  have 
got  to  take  good  security,  and  we  have  got  to  act  as  conservative, 
safe  bankers  would.  We  are  trying  to  do  something  heroic  to  help 
the  situation  out,  and  you  gentlemen  might  as  well  get  into  that 
frame  of  mind. 

"  Capt.  SwENAETON.  We  think  we  are  in  exactly  that  frame  of 
mind.  What  is  the  security  on  the  plant  for  if  it  is  not  to  recoup 
you?" 

This  conference  was  concluded  with  a  discussion  of  the  terms  to  be 
contained  in  the  formal  loan  agreement,  including  tlie  amount  of 
mortgage  bonds  that  would  be  required  by  the  War  Finance  Cor- 
poration and  the  insurance  that  should  be  assigned  as  further 
security. 

12.  In  accordance  with  the  agreement  reached  at  the -conference  of 
September  5,  1918,  a  formal  agreement  covering  a  loan  of  $800,000 
from  the  War  Finance  Corporation  to  the  Rollin  Chemical  Co.  (Inc.) 
was  prepared  and  signed  by  the  parties  to  the  agreement  on  Sep- 
tember 30,  1918.  This  agreement,  among  other  things,  provides  that 
the  indebtedness  of  the  RoUin  Chemical  Co.  (Inc.)  to  the  National 
Aniline  &  Chemical  Co.  (Inc.) ,  amounting  to  $600,000,  is  subordinate 
to  the  indebtedness  to  the  War  Finance  Corporation ;  that  notes  of 
the  Rollin  Chemical  Co.  amounting  to  $800,000  will  be  issued  in  favor 
of  the  corporation;  that  the  Rollin  Chemical  Co.  will  deposit  and 
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pledge  with  the  corporation  as  collateral  security  for  the  said  notes 
7  per  cent  general  mortgage  bonds,  on  the  basis  of  not  less  than  $1,000 
principal  amount  of  said  bonds  for  each  $727.27  face  amount  of  such 
notes;  that  the  Rollin  Chemical  Co.  will  insure  its  buildings,  manu- 
facturing plants,  machinery,  and  personal  property  against  loss  by 
fire,  explosion,  and  other  acts  and  causes  for  a  total  of  $1,200,000 
(practically  one-half  of  the  plant's  cost) ;  that  the  Bollin  Chemical 
Co.  will  insure  and  keep  insured  the  lives  of  the  president  of  the 
company  and  other  employees  who  are  familiar  with  the  secret  proc- 
esses owned  or  held  by  the  company  in  an  amount  satisfactory  to  the 
corporation. 

13.  At  the  time  that  the  conference  of  September  5  was  held 
claimant  had  outstanding  war  contracts,  including  direct  and  indi- 
rect, amounting  to  $1,800,000.  On  September  16,  1918,  the  Ordnance 
Department  gave  claimant  a  formal  order  for  2,400,000  pounds  of 
carbon  tetrachloride  amounting  to  $348,000,  and  on  September  21, 
1918,  the  Chemical  Warfare  Service  gave  claimant  an  order  for 
3,600,000  pounds  of  sulphur  monochloride  amounting  to  $252,000.  It 
was  conclusively  shown  at  the  hearing  by  various  Government  wit- 
nesses that  claimant  was  given  all  of  the  orders  for  chemicals  prom- 
ised by  Government  officials.  In  fact,  it  is  not  contended  by  claimant 
that  it  was  not  given  all  of  the  orders  promised  by  the  Government, 
the  sole  contention  being  that  the  Government,  through  its  activities 
in  Bsfdsting  claimant  to  secure  a  loan,  entered  into  an  implied  agree- 
ment to  remunerate  claimant  for  certain  facilities  paid  for  by  a  por- 
tion of  the  fnnds  realized  from  the  loan.  Claimant  completed  prac- 
tically all  of  the  orders  received  from  the  Government,  but  in  those 
cases  where  it  became  necessary  to  suspend  performance  on  the  for- 
mal contracts  prior  to  their  completion  due  to  the  signing  of  the 
armistice,  settlements  are  being  made  in  accordance  with  the  terms  of 
such  written  contracts  and  the  supply  circulars  covering  such  settle- 


14.  The  evidence  presented  to  this  Board  shows  that  very  little  was 
said  by  Government  officials  concerning  the  question  of  facilities. 
Relative  to  this  matter,  the  following  testimony  was  received  from 
Maj.  Gelshenen,  Capt.  Swenarton,  and  Maj.  C.  E.  Sholes,  a  former 
negotiating  officer  of  the  Ordnance  Department: 

"  Mr.  GELsnENEN,  To  the  best  of  my  recollection,  Mr.  Rollin 
claimed  that  he  had  these  facilities  that  we  wanted. 

"  Question.  And  this  big  loan  was  to  take  care  of 

"Mr.  Geuhknxn  (interrupting).  Keep  them  going. 

"Question  (continuing).  General  operations t 

"Mr.  Gewhbnen.  Yes.  Well,  there  might  have  been  some  talk, 
but  there  was  nothing  contemplating  that  this  $800,000  was  to  be  for 
increased  facititi^;  nothing  like  that  ' 

7«a-2i-vo.^.o  „.,„,„Google 
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"  Question.  Nor  that  $500,000  was  to  be  used  for  increased  facil- 
ities. 

"  Mr.  Gelshenen.  No.  It  is  pretty  difficult  to  remember  a  con- 
versation two  years  afterwards,  but  I  am  very  positive  in  my  opinion 
that  increased  facilities,  to  any  extent,  were  not  contemplated,  be- 
cause, when  these  contracts  were  made,  where  increased  facilities 
were  to  be  made,  it  was  specifically  stated  that  such  artd  such  a  part 
of  it  was  to  be  had,  and  it  was  worked  on  a,  certain  method.  If  that 
had  been  the  case,  we  could  have  given  him  an  Ordnance  Contract 
without  going  to  the  War  Finance  Board. 

"  Mr.  Smith.  The  idea  was  that  they  had  the  facilities  already  on 
handi 
"  Mr.  Gelkhuneh.  Yes,  sir ;  to  keep  them  going. 

**  Mr.  GuLsHENEN.  I  undetstood  from  him  that  he  had  the  equip- 
ment practically  completed,  and  that  he  was  ready  to  take  orders  if 
we  would  give  them  to  him.  The  difficulty  was  that  we  were  not  in  a 
position  to  give  them  to  him. 

"  Mr.  SwENARTON.  I  ncver  said  a  word  about  increased  facilities 
in  the  whole  conversation  I  had  with  RoUin.  It  was  never  mentioned 
in  my  dealings. 

"Mr.  Sholes.  To  my  best  knowledge  and  belief,  we  Dever  dis- 
cussed any  increased  facilities  with  Mr.  Hollin.  The  only  questioDS 
discussed  were  his  financial  condition,  the  money  that  he  owed  the 
National  Aniline  Chemical  Company  and  its  disposition,  and  the 
financial  reliefs  which  were  essential  to  the  continuance  of  his  busi- 


"  Mr.  Sholes.  In  my  ^judgment,  at  the  time,  the  question  was  not 
particularly  one  of  any  increased  facilities  or  anything  of  that  kind, 
but  perhaps  was  only  the  result  of  going  ahead  on  estimates  of  costs, 
etc.,  which  were  not  justified  by  actual  performance,  and  that  Mr. 
Rollin  was  in  serious  financial  trouble  accordingly. 

"Mr.  Shores.  No  additional  facilities  were  ever  discussed  during 
that  time.  Certainly,  Mr.  Rollin  did  not  mention  it.  It  was  only  the 
vei^  great  trouble  that  we  were  endeavoring  to  help  him  get  out  of, 
which  was  good  business  with  the  Government," 

15.  An  audit  of  the  company's  records  prepared  by  Government 
accountants  shows  that  claimant  expended  for  facilities  in  the  year 
1918  the  sum  of  $447,397.50,  which  is  the  amount  of  this  claim.  Of 
this  amount,  $155,208,50  was  for  equipment  purchased  in  1917,  but 
installed  and  paid  for  in  1918.  The  record  further  shows  that  the 
following  equipment  was  purchased  during  the  second  half  of  the 
yearl918: 

Prom  June  29  to  September  10„ 


From  September  11  to  November  13 28,045.81 

From  November  14  to  December  81 17,883.2lj^> 
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The  date  of  the  purchase,  which  is  understood  to  be  the  date  on 
which  the  obligation  was  incurred,  is  evidenced  by  the  date  of  invoice 
to  claimant.  Of  course,  a  greater  quantity  of  equipment  was  actually 
installed  and  paid  for  during  these  periods  than  is  shown  by  the 
above,  these  figures  showing  only  the  dates  on  which  the  obligations 
were  incurred.  It  will  be  noted  that  between  the  date  of  the  con- 
ference of  September  6,  1918,  and  the  date  of  signing  of  the  armi- 
stice claimant  actually  purchased  facilities  amounting  to  $28,045.81 
only. 


1.  The  claim  as  presented  covers  the  purchase  and  installation  of 
additional  facilities  under  an  alleged  implied  agreement  made  on 
or  about  September  5,  1918. 

2.  The  act  of  March  2,  1919,  authorizes  the  Secretary  of  War  to 
adjust,  pay,  or  discharge  certain  agreements,  express  or  implied, 
when  expenditures  have  been  made  or  obligations  incurred  upon  the 
faith  of  such  agreements  prior  to  November  12,  1918.  Under  this 
act,  therefore,  this  Board,  acting  as  agent  of  the  Secretary  of  War, 
is  limited  in  adjusting  claims,  to  those  obligations  incurred  or 
expenditures  made  on  the  faith  of  an  informal  agreement.  Obliga- 
tions incurred  prior  to  the  date  of  the  alleged  agreement  could  not 
have  been  made  on  the  faith  of  any  such  agreement,  and  the  Secre- 
tary of  War  can  only  pay  f6r  obligations  incurred  after  the  informal 
agreement  arose.  Claimaiit's  counsel  urges  that  it  is  inmiaterial 
whether  the  funds  were  used  to  pay  the  unpaid  purchase  price  of 
equipment  previously  installed  or  to  pay  for  new  equipment  put- 
chased  after  the  date  of  the  agreement.  In  this  opinion  this  Board 
can  not  concur,  for  it  has  repeatedly  held  that  the  Government  can 
not  pay  for  facilities  purchased  prior  to  the  date  of  the  agreement. 
Where  facilities  are  acquired  prior  to  the  inception  of  a  Govern- 
ment contract  as  part  of  general  preparations  to  seek  Government 
orders,  which  are  later  awarded,  no  reimbursement  of  unabsorbed 
amortization  on  such  facilities  will  be  allowed  (American  Radio  & 
Besearch  Corporation,  Cases  Nos.  2595,  2596,  and  2597,  these  deci- 
sions; Joliet  Forge  Co.,  Case  No.  2677,  these  decisions;  Massachu- 
setts Copper  Casting  Co.,  Case  No.  2574,  Vol.  5,  decisions  War  De- 
partment Board  of  Contract  Adjustment,  p.  672;  Monmouth  Chemi- 
cal Co.,-  Case  No.  2641,  Vol.  6,  decisions  War  Department  Board  of 
Contract  Adjustment,  p.  23). 

3.  The  evidence  shows  that  between  the  date  of  the  alleged  agree- 
ment, September  5, 1918,  and  the  date  of  the  armistice,  claimant  pur- 
chased facilities  amounting  to  only  ^8,045.81.  During  this  ; 
period  claimant  was  awarded  contracts  by  the  Ordnance  Department 
and  the  Chemical  Warfare  Service  amounting  to  $600,000,  these  con- 
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tracts  being  given  in  addition  to  Government  contracts  previously 
awarded  claimant  and  the  indirect  war  contracts  handled  by  this  com- 
pany. It  will  be  seen,  therefore,  that  the  facilities  purchased  between 
September  5  and  November  11  were  small  in  amount  compared  with 
the  contracts  awarded  claimant  during  that  same  period.  If  we  go 
back  to  June  29, 1918,  we  find  that  from  that  date  until  December  31, 
1918,  claimant  incurred  obligations  for  facilities  amounting  to  $79,- 
686.32,  but  other  orders  were  also  given  claimant  during  this  period. 
Claimant  does  not  fix  the  date  of  the  alleged  implied  agreement 
earlier  than  September  5,  1918,  but  the  cost  of  facilities  purchased 
during  the  six  months'  period  is  stated  here  in  order  to  show  what 
part  of  the  facilities  installed  in  1918  and  costing  nearly  one-half  a 
million  dollars  was  purchased  during  the  last  six  months  of  the  year 
1918. 

4.  The  courts  have  held  that  an  implied  agreement  is  one  that  is 
presumed  from  the  acts  of  the  parties. 

"A  contract  implied  in  fact,  or  an  implied  contract  in  the  proper 
s^ise,  arises  where  the  intention  of  the  parties  is  not  expressed,  but 
an  agreement  in  fact,  creating  an  obligation,  is  implied  or  presumed 
from  their  acts,  or,  as  it  has  Deen  otherwise  stated,  where  there  are 
circumstances  which,  according  to  the  ordinary  course  of  dealing  and 
the  common  understanding  of  men,  show  a  mutual  intent  to  con- 
tract. *  ♦  •  The  implication,  of  course,  must  be  a  reasonable 
deduction  from  all  of  the  circumstances  and  relations  of  the  parties, 
although  it  need  not  be  evidenced  by  any  precise  words  and  may 
result  from  random  statements  and  uncertain  language." 

(13  Corpus  Juris,  241.) 

"  The  term  implied  contract  is  generally  used  to  denote  a  promise 
which  the  law,  from  the  existence  of  certain  facts,  presumes  that  a 
party  has  made." 

(Davis  V.  Seymour,  50  Conn.,  531.) 

"A  contract  implied  in  fact  arises  where  there  was  not  an  express 
contract,  but  there  is  circumstantial  evidence  shoeing  that  the  parties 
did  intend  to  make  a  contract," 

(Bouvier's  Law  Dictionary.) 

5.  Applying  the  definitions  of  the  courts,  it  becomes  necessary  to 
inquire  as  to  whether  the  steps  taken  by  the  various  officers  of  the 
War  Department  could  be  presumed  as  a  promise  on  their  part  that 
the  Government  would  pay  for  such  facilities  as  were  purchased  by 
claimant  from  the  borrowed  funds  and  whether  "according  to  the 
ordinary  course  of  dealing  and  the  common  understanding  of  men," 
there  was  shown  an  int«nt  to  enter  into  a  contract  to  the  effect  that 
the  Government  would  pay  for  these  facilities.  This  Board  finds  no 
acts  or  statements  of  the  Government  officials  in  connection  with  the 
various  negotiations  with  the  War  Department  and  the  War  Finance 
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Corp>oratioD  which  would  imply  that  these  GoTemment  ofRciaU  in- 
tended that  the  Govemment  should  pay  for  such  facilities  as  were 
purchased  with  the  money  loaned  by  the  War  Finance  Corporation. 
No  such  agreement  could  be  presumed  from  the  various  statements 
made  by  the  officers  of  the  War  Department  to  claimant  or  to  the 
War  Finance  Corporation.  No  evidence  has  been  submitted  to  this 
Board  which  could  be  construed  as  any  such  promise,  \either  were 
the  acts  of  these  War  Department  officials  such  as  would  raise  a  pre- 
sumption that  any  such  agreement  was  intended.  The  evidence  shows 
that  the  money  was  not  secured  for  the  purpose  of  purchasing  new 
facilities,  but,  on  the  other  hand,  was  borrowed  in  order  to  pay  an 
indebtedness  of  the  company  and  for  the  purpose  of  carrying  on 
general  operations.  It  is  true  that  certain  of  these  funds  were  used 
to  pay  for  facilities  which  had  been  previously  purchased,  but,  as 
shown  above,  practically  all  of  these  facilities  were  ordered  by  claim- 
ant before  the  date  of  the  alleged  agreement. 

6.  Prior  to  the  consummation  of  this  loan,  claimant  was  on  the 
verge  of  a  receivership.  It  had  been  producing  chemicals  for  war 
purposes,  consigning  the  same  to  the  British  and  French  Govern- 
ments and  to  certain  private  companies.  Some  ctmtracts,  but  cover- 
ing small  quantities  of  chemicals,  had  been  awarded  claimant  com- 
pany by  the  United  States.  Mr.  Rollin's  trip  to  Washington  was  not 
made  in  response  to  any  request  from  the  War  Department.  He 
came  to  the  War  Department  because  he  needed  $1,000,000  and 
thought  that  the  War  Department  could  assist  him  in  securing  these 
funds.  Certain  officers  of  the  War  Department  gladly  gave  this  as- 
sistance because  all  desired  that  this  company  remain  in  business, . 
although  the  plant  could  have  continued  operations  even  after  going 
into  the  hands  of  a  receiver.  These  officials  did  not  think  it  advisable 
for  the  Government  to  take  over  the  plant  if  the  company  could 
secure  a  loan  which  would  tide  it  over  the  financial  difficulty.  They 
therefore  set  to  work  in  an  effort  to  assist  Mr.  Sollin  and  his  company 
in  securing  the  desired  funds.  The  Ordnance  Department  and  the 
Chemical  Warfare  Service  each  awarded  contracts  for  as  much  ma- 
terial as  was  desired.  Loans  were  then  secured  from  the  War  Credits 
Board.  These  being  inadequate,  a  strong  case  was  presented  to  the 
War  Finance  Corporation.  Officers  of  the  War  Department  accom- 
panied Mr.  Rollin  to  the  <^ces  of  the  War  Finance  Corporation  and 
there  presented  the  necessity  for  the  loan.  In  all  of  these  dealings- 
there  never  arose  in  the  minds  of  the  War  Department  officials  any 
idea  that  the  Government  should  remunerate  claimant  for  facilities 
paid  for  from  the  borrowed  funds.  Even  Mr.  Bollin,  the  president 
of  the  claimant  company,  could  not  have  had  at  that  time  an  under- 
standing that  the  Government  was  to  pay  for  these  facilities.   He  wa» 
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then  asking  for  help  to  save  him  from  a  financial  crisis  and  must 
have  been  pleased  that  he  was  able  to  secure  loans  aggregating  nearly 
$1,000,000,  and  no  doubt  was  gratified  and  satisfied  with  the  assst- 
ance  that  the  "War  Department  officials  had  given  him. 

7.  Has  claimant  been  damaged  in  any  way  or  has  it  realized  uiy 
financial  loss  through  the  acts  of  these  Government  (^cials?  At  the 
time  that  the  loans  were  secured  it  appeared  that  claimant  would 
suffer  irreparable  loss  through  the  closing  down  of  its  plant.  After 
these  funds  were  secured,  claimant  completed  the  perfonnance  of  a 
number  of  contracts  with  the  United  States,  British,  and  French 
Governments  and  private  individuals  which  could  not  have  been 
performed  if  the  loan  had  not  been  made.  It  appears,  therefore, 
that  the  assistance  given  claimant  in  securing  this  loan  was  the  com- 
pany's salvation  and  that  the  company  should  have  been  in  a  much 
better  financial  condition  at  the  close  of  the  year  1918  than  it  was 
when  the  loan  was  secured,  especially  in  view  of  the  fact  that  a  very 
small  amount  was  expended  for  facilities  purchased  between  Septem- 
ber 5, 1918,  and  December  31, 1918. 

8.  Beference  should  be  made  to  the  basis  on  which  the  loan  was 
made.  Of  course  the  statements  of  War  Department  officials,  and 
especially  those  of  Capt.  Swenarton,  had  great  weight  in  effecting 
the  loan.  This  is  evidenced  not  only  by  Capt.  Swenarton's  state- 
ments but  also  by  the  testimony  of  Mr.  Angus  W.  McLean,  manager 
and  director  of  the  War  Finance  Corporation,  who  shows  that  the 
loan  would  not  have  been  made  had  not  the  War  Department  rep- 
resented to  the  -War  Finance  Corporation  that  this  company  was 
manufacturing  chemicals  uBed  in  the  prosecution  of  the  war  and  that 
the  War  Department  desired  that  this  company  be  maintained  as  a 
going  concern,  which  could  not  be  done  unless  the  desired  funds 
were  secured.  This  is  not  surprising.  The  War  Finance  Corpora- 
tion no  doubt  followed  a  strict  rule  in  making  loans  to  manufacturers 
that  loans  would  be  made  only  to  those  firms  or  individuals  actually 
requiring  funds  in  order  to  produce  war  supplies.  It  is  thought 
that  this  loan  is  not  different  from  others  made  by  this  corporation 
in  so  far  as  this  requirement  is  concerned.  However,  the  evidence 
taken  before  the  conference  of  September  6,  1918,  and  the  "formal 
agreement  made  between  the  War  Finance  Corporation  and  the 
BoUin  Chemical  Co.  (Inc.)  dated  September  30,  1918,  both  show 
that  other  matters  were  considered  by  the  War  Finance  Corporation 
before  the  loan  of  $800,000  was  made.  The  War  Finance  Corpora- 
tion did  not  overlook  the  question  of  ample  security.  It  did  not 
take  a  chance  on  the  war's  continuing  for  a  period  which  would 
enable  claimant  to  reap  from  war  contracts  profits  sufficient  to  repay 
this  $800,000.    The  War  Finance  Corporation  in  making  the  loan 
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of  $800,000  secured  mortgage  bonds  amounting  to  $1,100,000  on 
claunant's  plant  which  had  cost  approximately  $2,600,000;  com- 
pelled claimant  to  insure  the  plant  for  $1,200,000;  and  required  it 
to  assign  to  the  War  Finance  Corporation  as  additional  security 
certain  insurants  policies  on  the  lives  of  Mr.  BoUin,  the  president, 
and  other  employees  of  the  company. 

9.  Considering  all  of  the  circumstances,  including  not  only  the 
conference  of  September  6,  1918,  but  also  all  n^^tiations  between 
claimant  and  the  Grovemment  prior  thereto,  this  Board  finds  that 
there  did  not  arise  an  implied  agreement  whereby  the  Qovemment 
was  to  pay  for  any  of  claimant's  facilitiee.  The  claim  is  tiierefore 
rejected  in  full. 

DISFOSmON. 

A  final  order  denying  relief  vill  issue.  - 

Lieut.  Col.  McKeeby  and  Capt.  Morgan  concurring  for  the  appeal 
section;  Col.  Morrow  concurring  for  the  War  Department  Claima 
Board. 
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NOVBMBEK  10,  1920. 

Case  Ko.  1933. 

in  re  CUUC  OV  A.  C.  LAWKBHCE  LEATHBB  00. 

1.  TOEMAL  AHD  STATUTOBT. — When  the  oUtmaBt  had  a  oontraot  to  ten  Oot- 
enment-oinied  ■heeptklni  and  a  price  to  1>e  paid  thereunder  waa  fixed 
on  an  nndentandlne  that  there  wai  to  be  no  deUrerr  nntll  reunited 
hy  the  OoTemment  and  tliat  they  mlffht  lie  itoied  tor  a  reaionahle  time, 
the  ezpenie  of  itorare  and  ininranee  to  he  borne  by  claimant  even  to  the 
extent  of  itorln;  the  article!  In  a  pnblio  wsrehonie  It  to  reqneited  by  the 
OoTemment,  It  wai  the  duty  of  the  claimant  to  hold  the  article ■  until 
delivery  wai  ordered  and  there  arote  no  liability  on  the  Oovemment 
to  pay  itorase  or  ininranee  ooiti  nnttl  a  reaionable  time  after  claimant 
had  notified  the  OoTemment  and  reqvcated  removal. 

S.  JTTKISDZCIIOK. — When  the  Oovemment  becomei  obllEated  for  ttorage  and 
intnranoe  aft«r  a  reaionable  length  of  time  and  when  the  reaionahle 
len^h  of  time  doe*  not  bring  ahont  that  obllKation  prior  to  Hovember 
12,  1918,  ineh  obligation  to  pay  doei  not  ocme  within  the  purview  of  the 
sot  of  Karoh  9,  1819,  It  li  not  within  the  Jniiidlotion  of  the  Appeal 
Seotion  to  determine  whether  ineh  an  obligation  aroie  after  Sovember 
19,  IftlS. 

8.  CLAOC  Ann  DECISION.— Claim  under  aet  of  Kareh  9,  1&18,  for  $9,93S.45 
for  itorage  and  ininranee.  The  claim  wai  denied  by  the  Board  of  Con- 
tract Adjnitment  in  deelilon  dated  Kay  S,  1820.  On  reoomlderatios  a 
new  statement  of  facte  and  deelilon  are  written.  Held,  former  decitlon 
alhrmed  and  olalmant  not  entitled  to  recover. 
Capt.  Taylor  writing  the  opinion  of  the  Board. 

ON  BBCONaiDEBATlON, 

The  Board  finds  the  following  to  he  the  facts : 

1.  This  claim  is  presented  as  arising  under  the  act  of  March  2, 
1919,  and  is  for  $2,235.45,  based  on  an  implied  agreement  for  storage 
and  insurance  on  Government-owned  good&  The  claim  was  firat 
presented  to  the  Claims  Board,  Office  of  the  Director  of  Purchase, 
as  a  class  A  claim,  but  was  forwarded  to  the  Board  of  Contract 
Adjustment  as  a  class  B  claim.  The  claim  was  decided  on  the 
record  and  without  a  hearing  in  an  opinion  dated  May  5,  1920.  In 
that  decision  the  Board  of  Contract  Adjustment  denied  claimant 
the  relief  prayed  for,  and  the  claimant  asked  for  a  hearing  and 
reconsideration,  which  was  granted.  As  a  hearing  has  now  been 
had  and  as  the  claim  has  been  amended,  an  entire  restatement  of  the 
facts  and  a  new  decision  will  be  written. 
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2.  On  May  24,  1918,  a  proxy-aigned  contract  No.  8449-B  was  en- 
tered into  between  Col.  H.  J.  Hirsch,  Q.  M.  C,  U.  S.  A.,  acting  by 
S.  W.  Shaffer,  captain,  Q.  M,  R.  C,  and  the  A.  C.  Lawrence  Leather 
Co.,  of  Boston,  Mass.,  whereby  the  claimant  agreed  to  tan  at  $4.50 
per  dozen,  f.  o.  b.  contractor's  tannery,  all  (not  less  than  100)  fr«sh 
green,  salted  packer  sheep  skin  and  lamb  skin  shearling  pelts  of 
standard  selection,  No.  1  grade,  having  wool  of  three-eighths  of  an 
inch  to  1  inch  inclusive  in  length,  which  the  quartermaster  may 
furnish ;  deliveries  to  begin  within  40  days  after  allotment  of  skins 
by  the  Government. 

3.  The  contract  also  provided  that  the  claimant  should  at  the 
option  of  the  Contracting  Officer  advance  transportation  charges  on 
pelts  shipped  to  it,  transport  all  pelts  from  the  cars  to  the  tannenes, 
tan  all  pelts  without  unnecessary  delay;  exercise  care  and  tise  beet 
methods  and  materials  available  to  the  contractor  in  handling  and 
tanning  the  articles  so  that  same  will  be  tanned  and  delivered  by  the 
contractor  as  perfectly  tanned  and  in  as  perfect  condition  as  possible ; 
"  pack  or  bale  tanned  articles  with  paper  under  covering  and  burlap 
outer  covering  in  the  manner  customary  in  the  domestic  trade  and 
deliver  same  to  a  carrier  when  and  as  directed  by  the  Contracting 
Officer." 

The  above  quoted  provision  appears  in  a  sheet  called  "  Schedule 
A"  attached  to  and  made  a  part  of  the  contract. 

4.  Paragraph  6  of  the  regular  printed  form  of  the  contract  pro- 
vides : 

"  6.  Storage  and  insurance. — The  contractor  will,  when  requested 
by  the  Contracting  Officer,  store  for  a  reasonable  time  a  reasonable 
quantity  of  completed  articles  and  exercise  reasonable  care  to  pre- 
vent loss  or  dama^  thereto  or  theft  thereof,  and  will  insure  same 
and  all  material  paid  for  or  furnished  by  the  Government  under  this 
contract  while  in  the  contractor's  possession,  against  fire  and  water 
damage,  in  a  company  and  under  a  policy  satisfactory  to  the  Con- 
tracting Officer,  all  at  the  risk  and  expense  of  the  contractor." 

5.  The  claimant  performed  this  contract  and  tanned  all  pelts  de- 
livered to  it  by  the  Government  and  has  received  payment  therefor, 
and  is  now  asking  for  certain  losses  on  account  of  storage  and  insur- 
ance charges  on  portions  of  the  pelts  tanned. 

6.  The  claimant  contends  that  under  the  contract  the  Government 
was  to  take  delivery  of  the  pelte  as  soon  as  the  tanning  process  was 
finished,  and  that  under  paragraph  6  of  the  contract,  quoted  above, 
the  claimant  was  not  bound  to  furnish  free  storage  and  insurance  to 
the  Government  for  any  length  of  time  on  undelivered  tanned  pelts, 
except  upon  request  of  the  Government;  that  no  such  request  was 
made  by  the  Government,  and  therefore  the  claimant  should  be  reim- 
bursed for  the  loss  it  has  suffered  for  storage  and  insurance  on  the 
tanned  pelts  which  were  inspected  and  accepted  by  the  Government 
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but  which  the  Government  failed  and  refused  to  take  delivery  of, 
although  repeatedly  requested  to  do  eo  by  the  claimant. 

7.  The  claimant  computes  such  loss  in  storage  and  insurance  on 
242,937  pounds  of  tanned  pelts  at  the  rate  o{  four-tenths  of  1  per  cent 
per  hundredweight  from  a  certain  date  until  they  were  delivered  to 
the  GoTemment.  The  dates  from  which  storage  and  insurance  are 
reckoned  are  the  dates  when  the  various  portions  of  this  quantity 
were  inspected  and  accepted  by  the  Government  inspector  and  in- 
voiced by  the  claimant,  the  first  date  being  October  11, 1918,  and  the 
last  being  January  29,  1919.  The  claimant  started  delivery  to  the 
Government  of  this  quantity,  under  Goverimient  instructions,  on  Feb- 
ruary 6,  1919,  and  continued  to  make  deliveries  monthly  until  Octo- 
ber 15,  1919,  at  which  time  the  entire  quantity  had  been  delivered. 
The  claimant  is  not  asking  reimbursement  for  any  storage  or  insur- 
ance charges  on  goods  delivered  prior  to  October  11,  1918. 

8.  The  goods  were  stored  in  the  claimant's  own  tannery  buildings  j 
it  paid  no  warehouse  storage  charges,  but  did  pay  insurance  charges. 

9.  In  its  original  claim  the  claimant  allowed  free  storage  charges 
to  the  Government  for  a  reasonable  length  of  time,  which  it  estimated 
to  be  thirty  (30)  days  from  the  time  which  quantity  of  pelts  were 
tanned  and  inspected  and  ready  for  shipment.  However,  the  present 
claim  is  amended  so  as  not  to  make  any  such  allowance,  it  being  the 
contention  of  the  claimant  now  that  it  was  not  bound  to  store  or 
insure  such  undelivered  pelts  for  any  length  of  time  free  of  charge 
to  the  Government,  except  as  provided  in  paragraph  6,  above  quoted. 

10.  Mr.  E.  C.  Shotwell,  who  was  chief  of  the  Sheepskin  and  Glove 
Leather  Branch  of  the  Hide  and  Leather  Control  Board  of  the 
Quartermaster  General's  Department,  testified  at  the  hearing  on  Oc- 
tober 13,  1920,  that  the  Government  decided  to  purchase  sheepskin 
shearlings  in  the  raw  state  from  the  packers  and  other  slaughter- 
houses during  the  spring  of  1918,  because  it  was  the  season  when 
shearlings  came  on  the  market  and  not  because  the  Government 
had  any  use  for  shearlings  at  that  time.  At  a  conference  of  tanners 
called  by  the  witness  on  or  about  May  24,  1918,  and  prior  to  the 
Government's  decision  to  purchase,  at  which  was  present  Mr.  W.  E. 
-Fisher,  representing  the  claimant,  and  representatives  of  a  number 
of  other  tanners,  it  was  discussed  that  the  following  fall  there  might 
be  a  great  need  for  wool  sheepskins  by  the  Government,  At  this 
conference  bids  of  several  tanners  were  discussed  for  tanning  shear- 
ling sheepskins  which  the  Government  would  furnish.  These  bids  all 
showed  a  difference  of  from  50  cents  to  75  cents  per  dozen  less  than 
the  price  stated  in  the  contract.  The  claimant's  bid  was  75  cents  less. 
These  bids  were  all  discussed  and  gone  over,  and  it  was  stated  that  it 
was  customary  for  the  contractor  to  charge  for  burlap.  The  question 
of  responsibility  for  damage  to  the  shearlings  after  being  taimed, 
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but  stUl  in  the  tanner's  hands,  ^as  discussed,  as  was  the  question  of 
storage  and  insurance.  Mr.  Shotwell  states  he  told  the  tanners  that 
the  GoTemment  did  not  wish  to  make  a  contract  for  these  various 
items  separately,  and  explained -to  them  that  the  Government  was 
buying  these  shearlings  not  knowing  for  what  purpose  they  would 
be  used,  and  it  was  therefore  important  that  it  be  thoroughly  under- 
stood that  the  storage  of  these  skins  should  be  given  consideration  in 
fixing  the  price.  It  was  also  important  that  the  price  should  cover 
responsibility  on  the  part  of  the  tanners  to  keep  the  shearlings  free 
from  moths  and  damage  of  all  kinds,  because  the  Government  could 
not  tell  when  it  might  take  these  goods  out  of  the  tanners'  warehouses. 
However,  it  was  expected  that  the  Army  would  want  the  sldns  for 
the  coming  winter.  After  considerable  discussion  as  to  what  should 
be  paid  to  include  the  storage  and  other  items  mentioned  it  was 
agreed  to  make  the  price  $4.50  per  dozen. 

11.  Mr.  W.  K.  Fisher,  assistaot  general  manager  of  the  claimant 
company,  who  was  present  at  the  conference  of  tanners  with  Mr. 
Shotwell,  testified  that  none  of  the  tanners  at  the  conference  sub- 
mitted bids  for  tanning  the  Government-owned  shearlings,  and  that 
the  price  of  $4.50  per  dozen  agreed  upon  included  the  cost  of  receipt 
and  inspection  by  the  tanners,  the  grading,  tanning,  and  finishing, 
the  clipping  at  the  opinion  of  the  Government  of  a  certain  per- 
centage of  the  finished  skins,  grading  of  the  finished  leather,  packing 
and  shipment  to  the  cars,  but  that  it  did  not  include  storage  and 
insurance  charges.  Mr.  Fisher  further  testified  that  Mr.  Shotwell 
did  explain  to  the  tanners  that  the  Government  did  not  know  the 
specific  uses  for  which  the  skins  would  be  used,  but  did  state  posi- 
tively that  the  skifas  would  be  wanted  prior  to  November  1,  1918. 

DECISION. 

1.  When  this  claim  was  first  presented  claimant  admitted  that 
it  was  under  obligation  to  store  and  insure  the  finished  articles  for 
a  reasonable  length  of  time,  and  it  contended  that  thirty  (30)  days 
was  a  reasonable  length  of  time,  but  it  now  contends  that  as  no 
request  to  store  and  insure  was  ever  made,  it  was  under  no  obligation 
to  do  so  free  of  charge  for  any  length  of  time,  and  that  it  is  entitled 
to  storage  and  insurance  from  the  dates  when  the  various  lots  were 
inspected  and  invoiced.  However,  claimant  concedes  that  if  the 
request  to  store  and  insure  had  been  made,  it  would  have  been  obli- 
gated to  do  so  even  to  the  extent  of  storing  the  articles  in  a  public 
warehouse.  This  position  is  untenablej  claimant  suffered  no  loss  by 
reason  of  the  failure  of  the  Government  to  make  the  request  as  pro- 
vided in  paragraph  6  of  the  contract.  In  fact  claimant  benefited  by 
the  failure  of  the  Government  to  make  the  request.  Claimant  could 
have  been  required  to  pay  storage  in  a  public  warehouse.  Other  con- 
tractors whose  contracts  were  identical  with  this  one  did  store  the 
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finished  articles  in  public  warehouses  for  months  free  of  charge,  and 
they  haye  made  no  claim  similar  to  this  one. 

The  act  of  Karch  2,  1919,  authorizes  the  Secretary  of  War  to 
adjust  informal  contracts  "  upon  a  fair  and  equitable  basis."  This 
means  "  fair  and  equitable  "  to  both  parties.  It  would  be  manifestly 
unfair  to  penalize  the  Government  for  failing  to  request  claimant  to 
store  and  insure  articles  when  claimant  was  not  injured  thereby  but 
was  distinctly  benefited. 

2.  We  hold  therefore  that  claimant  was  obligated  to  provide  free 
storage  and  insurance  for  a  reasonable  length  of  time  after  the  articles 
had  been  inspected  and  invoiced.  It  is  unnecessary  to  decide  what 
was  a  reasonable  length  of  time,  or  whether  the  claimant  was  re- 
quired to  hold  the  goods  longer  than  a  reasonable  length  of  time. 
The  question  before  the  Appeal  Section  is  this;  Did  an  implied 
agreement  arise  prior  to  November  12,  1918,  between  claimant  and 
the  United  States  by  the  terms  of  which  the  United  States  was  ob-  ■ 
ligated  to  reimburse  claimant  for  storing  and  insuring  Government- 
owned  goods  after  claimant  had  done  this  free  of  charge  for  a  reason- 
able length  of  time  as  required  in  the  written  contract?  To  answer 
this  in  the  alErmative  it  is  necessary  to  hold  that  the  reasonable  length 
of  time  expired  before  November  12, 1918.  The  first  lot  was  invoiced 
October  11,  1918,  and,  accepting  claimant's  original  interpretation 
of  a  reasonable  length  of  time,  30  days,  and  applying  to  the  earliest 
lot  invoiced,  the  alleged  implied  obligation  as  to  this  one  lot  did  not 
arise  prior  to  November  12,  1918.  It  is  therefore  unnecessary  to 
decide  when  the  reasonable  length  of  time  did  expire  as  to  subsequent 
lots.  If  an  implied  obligation  arose  out  of  this  transaction,  as  claim- 
ant insists,  by  reason  of  which  claimant  is  entitled  to  reimbursement 
on  a  quantum  meruit,  such  obligation  did  not  arise  prior  to  Novem- 
ber 12,  1918,  and  it  therefore  does  not  come  within  the  purview  of 
the  act  of  March  2,  1919. 

It  is  not  within  the  jurisdiction  of  the  Appeal  Section  to  determine 
whether  or  not  an  implied  agreement  arose  after  November  12,  1918. 
However,  according  to  Mr.  Shotwell's  testimony  it  would  seem  that 
the  price  allowed  the  contractor  was  sufficient  to  cover  the  storage  and 
insurance  charges  for  the  entire  time  the  goods  remained  at  claim- 
ant's plant. 

3.  For  the  reasons  stated  the  decision  of  the  Board  of  Contract  Ad- 
justment, dated  May  5,  1920,  denying  relief  is  hereby  affirmed  and 
the  relief  asked  for  is  hereby  denied. 

DISFOSITION. 

The  Appeal  Section  will  enter  a  formal  order  denying  relief. 
Lieut.  Col.  McKeeby  and  Lieut.  Hendon  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Ulidna  BoTd.  Cockle 


November  10,  1920. 
Case  Ho.  3630. 

In  re  CLAIX  07  SABVLTCX  BZPIOSITBB  (LTD.). 

L  OLAHC  ASH  DEdBIOH. — Faett  are  ttated  In  deeltlon  denying:  relief  be- 
oante  of  lack  of  Jnriadistlon  reported  In  Tolume  TH,  page  80.  On 
appeal,  Becretary  of  War  approvei  opinion  of  the  JudK*  AdTooate  General 
TOTerilnff  decision  on  Jurlidlotlon  and  retnmed  oaie  tor  neeeitarr  aotloM. 
Claimant  It  entitled  to  lie  reimbnxied  for  demnrrage  paid  nnder  Initrso- 
tlon*  from  Oovemment  olBolal  on  one  oar  of  amatol  and  one  oar  of 
T,  N.  T.  (hipped  from  Sparta,  Wli. 

Maj.  Hill  writing  the  opinion  of  the  Board. 

ON  RECONBIDERATION. 

1.  From  the  decision  of  the  Board  of  Contract  Ad]'ustraent,  re- 
ported in  Decisions,  volume  7,  denying  relief,  claimant  appealed  to 
the  Secretary  of  War.    Tlie  facts  are  fully  stated  in  the  decision. 

2.  This  case  was  returned  to  this  section  by  the  Secretary  of  War, 
approving  the  opinion  of  the  Judge  Advocate  General,  and  for 
necessary  action  in  accordance  therewith. 

3.  The  opinion  of  the  Judge  Advocate  General  is  as  follows: 

"1.  By  your  memorandum  of  September  13,  1920,  certain  papers 
with  reference  to  the  claim  of  Sabulite  Explosives,  Ltd.,  are  referred 
to  this  office  for  an  opinion  as  to  the  method  which  can  be  adopted 
legally  for  the  settlement  of  such  cases  as  that  of  the  claimant,  and 
an  opmion  is  desired  as  to  the  jurisdiction  of  the  War  Department 
Claims  Board  in  this  particular  claim. 

"2.  It  appears  that  about  June,  1919,  the  claimant,  Sabulite  Ex- 
plosives, Ltd.,  of  Vancouver,  Canada,  entered  into  an  agreement 
with  the  Government  for  the  purchase  from  the  Government,  under 
the  provisions  of  the  Act  of  Congress  of  July  9, 1918  (40  Stat.,  850), 
authorizing  the  sale  of  war  supplies,  material,  and  equipment,  of 
certain  Amatol  and  T.  N.  T.  f.  o.  b.  cars  for  shipment  to  claimant  at 
Port  Coquitlam,  B.  C,  Canada,  the  bills  of  ^ding  to  have  sight 
drafts  attached  addressed  to  Mr.  W.  W.  Pierie,  care  of  the  Canadian 
Bank  of  Commerce,  Vancouver,  B.  C.  Two  cars  shipped  from 
Sparta,  Wisconsin,  and  containing  the  material  so  sold  to  the  claim- 
ant arrived  at  Vancouver  on  October  4,  1919,  with  a  charge  thereon 
for  demurrage  of  $1,340  on  account  of  said  cars  having  been  held  by 
the  United  States  Customs  Department  at  Portal,  North  Dakota, 
for  71  days,  this  action  being  the  result  of  the  shipper  not  having 
famished  export  declaration  papers.    On  the  day  of  arrival  the 
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claimant  wired  the  Secretary,  Committee  Sales  of  Material,  Ord- 
nance Department,  Chicago,  asking  whether  the  claimant  would  be 
authorized  to  pay  these  charges  on  the  Government's  behalf  in  order 
to  avoid  further  expense.  Having  been  advised  in  reply  to  wire 
directly  to  the  party  from  whom  the  purchase  was  made,  on  October 
6,  1919,  the  claimant  asked  the  Ordnance  District  Salvage  Board, 
New  York,  whether  that  Board  would  clear  the  cars  or  whether  the 
claimant  should  pay  the  demurrage  charges  and  collect  from  the 
Board.  In  a  reply  telegram,  dated  October  7,J.919,  the  said  Board 
advised  that  Captain  Moody  authorized  the  claimant  to  pay  the 
demurrage.  Eelying  on  this  last  telegram,  the  demurrage  was  then 
paid  by  the  claimant,  and  the  present  claim  is  for  reimbursement  for 
such  payment.  The  Captain  Moody  referred  to  was  attached  to  the 
Salvage  Board  Committee  on  Sales  of  Materials,  Ordnance  Depart- 
ment, Washington,  D.  C,  and  it  was  with  him  that  the  sale  of  said 
materials  was  negotiated. 

"  3.-  Sabulite  Explosives,  Ltd.,  submitted  its  claim  to  the  War  De- 
partment Claims  Board,  which  on  July  15, 1920,  denied  the  claimant 
the  relief  sought  on  the  ground  that  said  Board  was  without  author- 
ity to  grant  such  relief.    In  its  decision  the  Board  said : 

" '  It  is  the  opinion  of  this  Board  that  the  Government  has  not 
fully  complied  with  the  terms  of  the  contract,  but  has  failed  to  fur- 
nish the  proper  clearance  or  export  papers.  The  failure  of  the  Gov- 
ernment to  furnish  such  clearance  or  export  papers  constitutes  a 
breach  of  the  contract  whereby  the  demurrage  charges  paid  by  claim- 
ant accrued.  The  phrase  "  f,  o.  b.  cars  "  in  view  of  the  construction 
placed  upon  the  contract  by  the  parties  must  in  our  opinion  be  inter- 
preted to  mean  that  the  Government  was  obligated  to  provide  the 
necessary  export  or  clearance  papers. 

" '  No  regulations  covering  the  form  of  contracts  for  the  sale  of 
surplus  property  have  been  prescribed  by  the  Chief  of  Ordnance  pur- 
suant to  section  6854,  Compiled  Statutes.  This  contract  is  then  not 
a  contract,  within  the  exceptions  to  section  3744,  Revised  Statutes, 
but  is  an  informal  contract. 

" '  Payment  by  the  Secretary  of  War  of  that  part  of  the  claim 
amounting  to  $1,340.00  stated  in  subdivision  c  of  paragraph  3,  Find- 
ings of  Fact,  which  was  paid  by  claimant  upon  the  faith  of  a  telegram 
from  Mr.  Weiner,  of  the  New  York  Distnct  Salvage  Board,  would 
amount  to  an  adjustment  of  a  claim  for  damages  based  upon  a  breach 
by  the  Goveniment  of  an  informal  contract. 

" '  It  is  the  opinion  of  this  Board  that  the  Secretary  of  War  has  no 
authority  to  adjust  a  claim  for  damages  based  upon  a  breach  by  the 
Government  of  an  informal  contract  not  coming  within  the  provi- 
sions of  the  Act  of  March  2,  1919.' 

"  4.  On  transmitting  the  papers  to  the  Assistant  Secretary  of  War 
under  date  of  September  10,  1920,  the  Vice  Chairman  of  the  War 
Department  Claims  Board  said: 

"'The  War  Department  Claims  Board  as  it  is  at  present  consti- 
tuted is  without  jurisdiction  over  this  claim.  We  have  consistently 
held  that  the  Board  was  without  jurisdiction  over  claims  arising 
from  the  acts  or  omissions  of  the  Sales  Branch  of  the  War  Depart- 
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ment.    It  is  obvious  that  such  claims  can  not  arise  through  the  Dent 
Act,  as  they  did  not  occur  until  long  after  the  Armistice.' 

"As  viewed  by  this  office,  the  question  as  to  the  jurisdiction  of  the 
War  Department  Claims  Board  in  this  case  depends  upon  whether 
the  claim  is  based  upon  a  contractual  obli^tion  or  not.  By  G.  O. 
#  33,  W.  D.,  1919,  the  War  Department  Claims  Board  was  given 

i'urisdiction  over  claims  under  sections  1  and  4  of  the  Dent  Act.  By 
;.  O.  #  40,  W.  D.,  1920,  Section  I,  the  Board  succeeded  to  the  juris- 
diction of  the  War  Department  Board  of  Contract  Adjustment, 
whose  duty  was  defined  by  G.  O.  #  103,  W.  D.,  1918,  Section  IV,  as 
follows : 

" '  5.  It  shall  be  the  duty  of  the  Board  to  hear  and  determine  all 
claims,  doubts,  or  disputes,  including  all  questions  of  performance 
or  nonperformance  which  may  arise  under  any  contract  made  by  the 
War  Department.' 

"  The  view  taken  by  the  Vice  Chairmen  of  the  War  Department 
Claims  Board  in  respect  of  its  jurisdiction  was  doubtless  bas^d  on 
the  belief  that  the  claim  of  Sabulite  Explosives,  Ltd^  is  not  sup- 
ported by  any  contract  that  is  enforceable  against  the  United  Stated; 
for  he  indicated  that  under  his  view  relief  could  only  be  given  by 
Congress.  This  was  doubtless  because  the  contract  in  question  was 
not  within  the  scope  of  the  Dent  Act  and  had  not  been  executed  in 
accordance  with  the  requirements  of  R.  S.  8744. 

"  &.  The  facte  do  not  appear  to  support  the  conclusion  that  the 
provisions  of  K,  S.  3744,  unrelieved  by  the  Dent  Act,  constitute  a  bar 
to  awarding  relief  or  a  bar  to  the  jurisdiction  of  the  War  Department 
Claims  Board. 

"  The  War  Department  undertook  to  and  did  deliver  to  the  claim- 
ant the  supplies  agreed  upon  and  has  been  paid  the  purchase  price. 
In  connection  with  tiie  making  of  such  delivery  and  before  payment, 
the  claimant  contended  that  an  expense  which  accrued  as  demurrage 
charges  was  an  expense  for  which  the  United  States  was  responsible, 
and  that  tender  of  the  goods  was  legally  insufficient  as  a  performance 
of  the  contract  of  sale  unless  before  delivery  the  United  States  freed 
the  goods  from  the  lien  of  these  charces.  The  claimant,  in  effect, 
refused  to  take  delivery  unconditionally,  but  re<^uested  instructions 
from  the  officers  representing  the  United  States  in  making  the  sale 
as  to  whether  he,  the  claimant,  should  pay  the  charges  in  order  to 
prevent  further  expense  to  the  United  States  consequent  upon  fur- 
ther delay  in  releasing  the  shipment.  He  received  instruction  from 
the  Government's  representative  to  pay  the  charges.  In  making  such 
payment,  therefore,  in  accordance  with  what  purported  to  the  proper 
authority,  the  claimant's  true  legal  character  was  that  of  agent  of 
the  United  States,  assuming  that  tliere  was  authority  to  request  pay- 
ment for  account  of  the  United  States;  and  no  want  of  authority 
appears  to  stand  in  the  way,  provided  the  demurrage  charge  was 
ju^ly  owing  by  the  Government  under  the  contract  of  sale.  Under 
these  conditions,  we  have  no  question  of  damages  for  a  breach  of  the 
contract  of  sale.  On  the  contrary,  that  contract  has  been  fully  per- 
formed, within  the  rule  announced  by  the  Supreme  Court  in  United 
States  «.  Andrews  (207  U.  S.,  229,  243),  and  its  invalidity  because  of 
nonconformity  with  the  requirements  of  Section  3744,  ^vised  Stat- 
utes, has  now  become  immaterial. 
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"  6.  The  only  question  now  pending  appears  to  be  whether  the 
United  States  is  obligated  to  repay  the  Sabulite  Explosives,  Ltd., 
moneys  paid  out  and  expended  by  it  as  agent  of  the  United  States 
upon  the  theory  that  a  promise  to  repay  these  sums  is  implied  in 
law  from  the  request  made  and  benefit  received  by  tiie  United  States; 
the  latter  consisting  of  the  enhancement  in  value  of  Government 
property  by  divesting  a  lien  and  of  the  collection  of  the  purchase 
price  for  such  property.  In  principle,  this  claim,  unsupported,  as  it 
IS  by  any  formal  written  contract,  stands  upon  the  same  footing  as 
any  claim  for  a  quariium  meruit  or  quantum,  vaiebai.  That  B.  S. 
3744  interposes  do  obstacle  to  paying  such  claims  is  entirely  well  set- 
tled. Clark  V.  United  States,  95  U.  S.,  539.  And  it  is,  of  course, 
immaterial  on  the  question  of  liability  that  the  Dent  Act  does  not 


'p^y-, 


,  Under  the  view  taken  by  this  office  the  claim  should  be  con- 
sidered upon  its  merits  and  decided  by  the  War  Department  Claims 
Board. 

"  8.  The  foregoing  views  wUl  apply  to  any,  other  case  involving 
substantially  similar  facts.  In  cases  of  claims  for  unliquidated  dam- 
ages predicated  upon  the  breach  of  informal  contracts  not  within 
the  Dent  Act  there  exists,  however,  no  authority  in  the  War  Depart- 
ment to  make  settlement  thereof. 

"(Sgd.)  E.  H.  Crowdek, 

"  Judge  Advocate  General.''^ 

4.  By  direction  of  the  Secretary  of  War,  the  decision  of  the  Board 
of  Contract  Adjustment,  dated  July  15, 1920,  denying  relief  is  hereby 
vacated  and  set  a^de. 

6.  In  accordance  with  the  opinion  of  the  Judge  Advocate  General 
as  approved  by  the  Secretary  of  War,  this  section  finds  that  claimant 
is  entitled  to  reimbursement  in  such  sum  as  was  paid  by  it  as  de- 
murrage charges  on  one  car  of  amatol  and  one  car  of  T.  N.  T.  (Car  Nos. 
MP  23464  and  CP  208087)  shipped  from  Sparta,  Wis.,  and  held  at 
Portal,  N.  Dak.,  because  of  delay  in  receipt  of  proper  export  or  clear- 
ance papers.  No  original  evidence  of  the  amount  so  paid  was  pre- 
sented at  the  hearing  before  the  Board  of  Contract  Adjustment.  Be- 
fore payment  is  made,  the  exact  amount  so  paid. by  claimant  should 
be  ascertained,  in  no  event  to  exceed  the  amount  claimed  herein, 
$1,340. 

DISPOSITION. 

The  Appeal  Section  hereby  transmits  its  decision  to  the  Ordnance 
Section  for  appropriate  action  and  recommends,  in  accordance  with 
the  opinion  of  the  Judge  Advocate  General,  that  a  certificate  of  fair 
value  be  issued. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section;  Col  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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NOTEHBER  12,  1920. 

Case  No.  3006. 
In  re  CLAIK  OF  HBSTA  KACHIXS  CO. 

1.  HTCxsAsx  m  cost  op  xAxirvACTu:aK  dtte  to  chahqk  in  method.— 

Where  the  wrinen  contraot  inoorporfttea  Sobednle  A  whloh  ipeoilei  th« 
phyiloal  propertlei  of  tha  forerinsi  to  tie  prodaeed,  bnt  !■  lilent  ai  to  the 
method  to  be  employed  to  obtain  those  phyiical  pTOpertlei,  and  the  con- 
traet  *lto  eontaint  a  proTliloii  tor  reimbnrsliiK  the  eontraetor  lor  axy 
Increate  In  ooit  of  maBufaotiire  due  to  ohangei  In  the  •pealflwtloni,  and 
the  oontnotor  li  forced  to  employ  a  more  expenii-re  method  In.  manu- 
faetnre  than  wai  contemplated  at  the  time  the  oontraot  wat  negotiated, 
■neh  Inereaee  in  ffnit  of  nunntactore  doei  not  oom«  within  the  proTl- 
lion  of  the  contract  relatlnK  to  ohangei  In  tpecllLoatloiii. 
a.  IHCKEA8X  IN  COST  OF  KAITCFACTITBE  DUE  TO  CHAKOES  IF  BFECITI- 
CATZOnS. — Where  the  written  contract  eontalni  a  provlilon  for  reim- 
buralnff  the  contractor  for  any  Inereaie  In  eoit  of  manufacture  dne  to 
chnngre  In  ipeelflcatlcni,  and  change i  are  made  In  ipeolflcatloni  whleh 
increase  the  coit  of  manufacture,  the  contractor  li  entitled  to  telm- 
bnrsement  for  inch  Increased  coit. 

3.  DAKAOES  DTTE  TO  B1I8PEH8I0N  OF  COHTK ACT.— Where  the  written  con. 

tract  contained  a  termination  olanie  which  permit*  the  contractor  to 
purohaie,  at  a  reduced  price  to  be  atrreed  upon,  facilltJei  fnmlihed  by 
the  OoTemment,  and  the  Bnreau  Board  makei  an  award  Is  the  nature 
of  a  rebate  on  the  price  to  be  paid  for  luch  taollltle*,  as  damaKei  tni- 
talsed  by  reason  of  the  termination  of  the  contract,  inch  an  award  will 
not  he  disturbed  In  the  absence  of  evidence  that  It  Is  unfair. 

4.  GLASS  "A"  CLAIK  OH  APPEAL. — (1)  A*  to  increased  cost  of  mannfaotnn 

dne  to  chance  in  method  there  can  be  no  recoTery.  (2)  As  to  In- 
creased cost  In  manufacture  due  to  change  in  specldcatioDs  relief  is 
granted.  (3)  The  award  ol  the  Ordnance  Section  for  damages  due  to 
■aspension  of  the  contract  is  reasonable  and  will  not  be  disturbed. 

Capt.  Taylor  writmg  the  opinion  of  the  Board, 

FINDINGS  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  is  an  appeal  from  the  award  of  the  Ordnance  Section,  War 
Claims  Board,  on  a  Class  "A"  claim  arising  out  of  an  informallj'  ex- 
ecuted contract. 

2.  By  the  terms  of  Ordnance  Contract  CF-420,  dated  January  11, 
1918,  signed  in  the  name  of  Samuel  McRoberts,  Colonel,  Ordnance, 
N.  A.,  by  C.  N.  Black,  Lieutenant  Colonel,  Ordnance,  N,  A.,  the  Mesta 
Machine  Co.  was  to  furnish  the  United  States  with  9,000  tons  of 
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artillery  forgings.  The  price  varied  from  10.8  cents  per  pound  for 
the  155  m/m  howitzer  recuperators  to  14,25  cents  per  pound  for  the 
75  m/m  gun  recuperators.  Only  165  m/m  forgings  were  ordered. 
The  contract  was  not  actually  signed  by  the  claimant  until  March  21, 
1918. 

3.  The  contract  made  provision  for  increased  facilities,  as  shown 
in  Schedule  "  B,"  in  the  sum  of  $592,429  to  be  paid  for  by  the  United 
States  and  to  be  purchased  by  the  contractor  not  later  than  six 
months  after  the  termination  of  the  war  at  the  price  of  $242,458  (the 
estimated  cost  as  of  1914,  40.8  per  cent  of  the  actual  cost).  Article 
IV,  paragraph  5,  further  provided : 

"  6.  In  the  event  of  the  termination  hereof  the  United  States 
agrees  to  either  complete  the  additional  facilities  and  sell  them  to 
the  Contractor,  as  specified  above,  or  to  restore  the  Contractor's 
plant  as  it  was  originally  before  alterations  were  made  for  the  addi- 
tion of  the  additional  facilities." 

By  letter,  dated  July  31,  1918,  signed  by  Ross  R.  Harrison,  cap- 
tain, Ordnance  R.  C,  claimant  was  authorized  to  increase  facilities 
for  this  contract  to  the  total  of  $1,004,728,  which  by  letter  of  August 
2,  1918,  claimant  agreed  to  purchase  from  the  Government  at  40.8 
per  cent  of  cost  upon  completion  of  the  contract. 

On  June  5,  1918,  certain  changes  were  made  in  the  specifications 
which  will  be  hereinafter  referred  to,  A  first  supplemental  agree- 
ment, dated  August  16,  1918,  was  prepared  and  sent  to  claimant, 
which  made  provision  for  reimbursing  claimant  for  increased  facil- 
ities up  to  $1,004,728,  and  also  made  provision  for  claimant  to  repur- 
chase same,  but  claimant  refused  to  sign  this  contract  because  it 
objected  to  Article  IV  thereof,  which  was  as  follows : 

"the  Contractor  shall  heat-treat  the  forgings  contracted  for  with- 
out cost  to  the  United  States  and  in  accordance  with  the  directions 
of  the  Chief  of  Ordnance," 

There  was  a  second  supplemental  agreement,  providing  for  addi- 
tional increased  facilities  in  the  nature  of  a  water  main  at  a  coat  not 
to  exceed  $20,000,  which  claimant  was  to  purchase  at  40.8  per  cent 
of  the  cost  upon  completion  of  the  contract.  This  supplemental 
agreement  was  never  executed  by  either  party. 

4,  Claimant  accepted  suspension  of  the  contract  on  December  23, 
1918;  at  that  time  the  unfilled  portion  of  the  contract  amounted  to 
about  1,200  tons.  All  forgings  delivered  have  been  paid  for  at  the 
contract  price. 
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5.  The  following  is  a  summary  of  claimant's  revised  claim  and 
the  award  of  the  Ordnance  Section,  War  Department  Claims  Board : 


'SdS* 

«=- 

tM,«23.7« 

100,  NO.  i; 
lOd,  7*4.06 

Ts.ooaoo 

78,819.  »S 

•!S:^S 

^;S.!! 

131,  wi.cn 

aduadedwtlaiifrc 

S2.2iT.31 

ZT1,9U.37 

Only  those  items  which  are  in  dispute  will  be  discussed.  The  items 
of  the  award  which  claimant  accepted  will  not  be  disturbed. 

6.  Item  E — HeaA  treaimg  and  testing — 

14,721,284  pounds,  at  66  cents  per  bundredwelgbt $8S,  688. 21 

Canine  Steel  Co.  bill  (ordinal) 4,820.96 

Carnegie  Steel  Co.  bill  (additional) 6,871.04 

lOe,  890.  21 
The  additional  Carnegie  Steel  Co.  bill  was  not  presented  to  the 
Ordnance  Section;  claimant  explains  that  this  was  an  oversight. 

The  above  item  was  disallowed  by  the  Ordnance  Section.  Claim- 
ant insists  that  the  full  amount  thereof  should  be  allowed.  It  is 
proper  at  this  time  to  quote  the  provisions  of  the  contract  which  are 
pertinent  to  this  item. 

''Abtici^  I.  The  contractor  agrees  to  make  for  and  sell  to  the 
United  States  the  articles  listed  below,  hereinafter  called  '  the  ar- 
ticles.' in  accordance  with  the  drawings  and  specifications  hereto 
attached,  marted  Schedule  A,  and  made  a  part  hereof,  together  with 
sucb  changes  as  may  be  made  therein  as  hereinafter  provii^,  and  the 
United  States  agrees  to  purchase  the  articles  and  to  pay  therefor,  all 
upon  the  terms  and  conditions  set  forth  in  the  contract. 

"  ABTICIfS   OONTRAOTBD  FOB, 

**  Nine  thousand  (9,000)  tons  of  Artillery  Forgings. 


"  Schedule  A. 

*'(1)  Manufacture  must  be  in  accordance  with  General  Specifica- 
tions Governing  the  Manufacture  of  Gun  Carriages,  Artillery  Ve- 
liicles,  and  Similar  Ordnance  Material,  as  contained  in  the  pamphlet 
entitled  '  Instructions  to  Bidders  and  General  Specifications  Gov- 
erning the  Manufacture  and  inspection  of  Gun  Carriages,  Artillery 
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Vehicles,  and  Similar  Ordnance  Material,  Form  434,  revised  March 
15. 1917/  attached  hereto  and  forming  a  part  of  this  contract. 

"(2)  It  is  understood  that  in  the  event  that  the  Contracting  Officer 
shall  specify  that  any  part  or  all  of  the  tonnage  on  this  contract  shall 
be  assigned  to  the  recuperator  for^ngs  for  the  1S5  mm.  Howitzer, 
72  mm.  Gun  or  4.7'*  Guns  will  be  made  in  accordance  with  the  fol- 
lowing Ordnance  Office  drawings : 


CUB. 

Dlvisim. 

Drawing. 

^-Si"* 

3 

10 

Not.  ia^i»17 
Dec.    7,1B17 

"  (3)  The  forfrinps  are  to  be  made  of  acid  open-hearth  steel  to  show 
the  following  physical  properties  from  test  piece  taken  transversely 
from  locations  indicated  on  the  drawing : 

Tensile  Strength,  80,000  lbs.  per  sq.  in. 
Elastic  limit,         42.000   "      "     "   " 
Elongation  in  2",  12%. 
Contraction  of  area,  20%. 

"  To  obtain  the  above  physical  properties,  a  carbon  steel  is  to  be 
employed  which  is  to  contain  no  nickel  or  chromimn. 

(i)  It  is  understood  that  if  practice  and  experience  indicate  that 
the  pieces  can  be  forged  to  more  economical  sections  than  those  shown 
on  drawings,  the  Contractor  will  exercise  his  best  efforts  to  obtain 
those  sections. 

"Article  III.   (Paragraph  2  only  is  pertinent.) 

"2.  It  is  agreed  that  the  Contracting  Officer  may,  by  written  notice 
to  the  Contractor,  make  changes  in  drawings  and  specifications  form- 
i'ng  part  of  this  contract,  and  if  such  changes  involve  a  substantial 
increase  in  the  cost  of  manufacture  of  the  articles  a  fair  addition 
shall  be  made  to  the  purchase  price ;  but  if  such  changes  involve  a 
substantial  decrease  in  the  cost  of  manufacture  of  the  articles  a  fair 
deduction  shall  be  made  therefrom,  all  as  shall  be  determined  by  the 
Contracting  Officer." 

Claimant  insists  that  the  contract  price  was  based  on  forgings  made 
from  plain  carbon  steel  by  the  open-hearth  method,  annealed  to  take 
out  the  forging  strain,  and  that  the  price  did  not  cover  the  cost  of  heat 
treating  and  water  quenching,  a  method  which  it  was  later  found 
necessary  to  resort  to.  Claimant  alleges  that  it  understood  at  the  time 
the  contract  was  negotiated  that  heat  treating  would  not  be  permitted. 
The  record  shows  that  negotiations  for  the  contract  were  begun  with 
claimant  by  officers  of  the  Artillery  Section  of  the  Ordnance  Depart- 
ment in  the  latter  part  of  1917.  When  Mr.  George  Mesta  and  Mr. 
J.  C.  Drain,  president  and  consulting  engineer,  respectively,  of  claim- 
ant company,  were  advised  by  the  Ordnance  officers  of  the  physical 
properties  required,  Mr.  Drain  replied  that  it  could  not  be  done  by  the 
ordinary  practice  of  annealing  carbon  st«el,  which  required  a  heat  of 
about  ten  (10)  hours.    They  were  advised  that  the  French  were  doing 
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it,  and  Mr.  Mesta  finally  decided  his  company  could  do  anything  thai 
the  French  could  do.  The  schedule  of  prices  was  prepared  and  the 
written  contract  was  drawn  up,  dated  January  11,  1918,  and  was 
forwarded  to  claimant.  Experiments  were  conducted  by  claimant  for 
several  weeks  in  an  effort  to  meet  the  specifications  of  Schedule  A 
by  the  ordinary  open-hearth  process.  These  experiments  proved  un- 
successful, and  finally  a  French  metallurgist  was  brought  over  to 
show  claimant  how  it  was  done,  and  he  conducted  an  experiment  at 
claimant's  plant.  This  experiment  was  a  total  failure.  On  February 
7,  1918,  claimant's  representative,  Mr.  Drain,  attended  a  conference 
ill  Washington  at  the  request  of  officers  of  the  Artillery  Section, -and 
various  methods  of  obtaining  satisfactory  results  were  discussed, 
This  conference  resulted  in  claimant  being  instructed  to  get  results 
by  any  method  it  could.  Claimant  continued  to  conduct  experiments 
and  finally  succeeded  in  getting  satisfactory  results  by  the  heat- 
treating  and  water-quenching  process,  and  so  informed  the  Ordnance 
Department  about  March  23, 1918. 

Claimant  did  not  have  the  facilities  to  heat-treat  and  water-quench 
the  forgings,  and  for  a  time  this  was  done  by  the  Carnegie  Steel 
Co.  Claimant  alleges  it  has  paid  the  Carnegie  Steel  Co.  for  this  - 
work  $11,192,  and  is  asking  to  be  reimbursed  that  sum  and  65  cents 
per  hundredweight  for  all  the  forgings  which  were  heat  treated  in 
its  own  plant.  This  claim  is  made  on  the  theory  that  the  heat- 
treating  and  water-quenching  process  was  an  extra  cost  which  was 
not  contemplated  at  the  time  the  price  was  fixed  in  the  contract, 
nor  according  to  the  method  which  claimant  was  given  to  under- 
stand would  be  employed  at  the  time  the  contract  was  negotiated. 
In  support  of  this  contention  Mr,  Mesta  calls  attention  to  the  fact 
that  no  provision  was  made  for  heat-treating  and  water-quenching 
facilities  at  the  time  the  contract  was  drawn,  although  his  plant  did 
not  have  these  facilities,  and  that  later  provisions  were  made,  which, 
among  other  things,  provided  for  additional  facilities  for  this  pur- 
pose. Mr.  Mesta  also  testified  that  when  be  executed  the  formal 
contract  March  21,  1918,  he  knew  that  the  heat-treating  process  was 
more  expensive  than  was  contemplated  at  the  time  the  contract 
'uas  prepared,  and  that  he  asked  Col.  C.  N.  Black,  of  the  Contract 
Section,  Procurement  Division,  who  signed  the  contract  on  behalf 
of  Col.  McBoberts,  to  insert  a  clause  in  the  contract  to  cover  the 
increased  cost  due  to  heat  treating  and  also  due  to  the  additional 
tune  required  in  the  furnace  (Item  F),  and  that  Col.  Black  referred 
him  to  Article  III,  paragraph  2,  of  the  contract  and  told  him  that 
"the  cttntract  provided  for  that."  {Kecord,  p.  27.)  Mr.  Mesta  then 
signed  the  contract. 

7.  Item  F — Additional  time  in  furnace,  13  hours  and  37  minutes  in- 
stead of  10  hours  and  iO  minutes  normal  time,  15^34^64  pounds  at  70 
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cents  per  hundredweight,  $108,7U-05. — This  item  waa  disallowed  by 
the  Ordnance  Claims  Board.  The  basis  of  this  claim  is  the  same  as 
with  reference  to  Item  E  above.  All  of  the  recital  of  facts  relative 
to  Item  E  are  equally  true  with  reference  to  this  item.  Mr.  Mesta 
insists  that  at  the  time  the  contract  was  negotiated  he  understood 
that  the  specifications  could  be  met  by  the  ordinary  open-hearth 
process  of  making  carbon  steel.  Claimant  alleges  that  by  the  ordi- 
nary process  a  heat  requires  10  hours  and  40  minutes,  but  that  as  a 
result  of  its  experiments  on  this  contract  it  found  that  a  longer  time 
was  necessary  in  order  to  obtain  steel  which,  after  the  heat  treat- 
ing and  water  quenching,  would  meet  the  specifications.  The  average 
time  required  on  the  389  heats  for  the  forgings  produced  under  this 
contract  was  13  hours  and  37  minutes.  The  first  heats  were  much 
longer,  but  by  experience  the  time  was  reduced.  The  cost  due  to 
the  additional  time  required  is  placed  at  70  cents  per  hundredweight, 
which  represents  what  claimant  could  have  realized  on  4,648  tons 
of  steel  which  could  have  been  made  in  the  ordinary  way  during  this 
extra  time.    (Record,  p.  87.) 

8.  Item  O — Damages  due  to  the  suspension  of  the  coniract, 
.$75fi00. — The  Ordnance  Section  reduced  the  price  of  the  facilities 
which  claimant  was  to  purchase  by  $57,319.37  and  consider  this  as 
an  award  applicable  to  this  item  of  the  claim.  Claimant  asks  for  the 
full  amount,  or  an  additional  $17,680.83. 

Claimant  declined  to  dismantle  and  arrange  a  portion  of  its  plant 
for  the  purpose  of  taking  on  this  contract  unless  protected  in  the 
event  of  the  contract  being  terminated  before  completion.  Accord- 
ingly the  following  provisions  were  made  in  the  written  contract. 

"aBTICLB  IV. 

"4,  Six  months  after  the  receipt  of  written  offer  of  sale  from  the 
Chief  of  Ordnance,  but  not  later  than  six  months  after  the  termina- 
tion of  the  war  between  the  United  States  and  the  Imperial  German 
Government  or  its  allies,  the  Contractor  agrees  to  purchase  and  the 
United  States  agrees  to  sell  the  additional  facilities  called  for  in 
this  contract  belonging  to  the  United  States  at  a  price  of  $242,458,00. 
In  any  event,  however,  the  Contractor  shall  not  be  required  to  pay 
for  such  facilities  prior  to  December  31,  1918. 

"  5.  In  the  event  of  the  termination  hereof,  the  United  States  a^ees 
to  either  complete  the  additional  facilities  and  sell  them  to  the  Con- 
tractor^ as  specified  above,  or  to  restore  the  Contractor's  plant  as  it 
was  originally  before  alterations  were  made  for  the  addition  of  the 
additional  facilities. 

"articlb  vir,  paragbafh  3. 

"3.  It  is  further  agreed  that  the  United  States  may  accept,  in  full 
satisfaction  of  this  contract,  such  lesser  quantities  of  the  articles 
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herein  contracted  for  aa  the  Contracting  Officer  may  designate ;  but 
in  this  ease  the  Contractor's  obligation  to  purchase  additional  facili- 
ties at  the  price  specified  shall  cease,  unless  the  United  States  place 
orders  with  the  Contractor  for  other  articles  that  can  be  produced 
by  these  facilities  equal  in  value  to  the  value  of  the  portion  of  the 
contract  canceled." 

Claimant  insisted  that  by  reason  of  the  suspension  of  the 'contract 
before  completion  it  was  deprived  of  the  profits  it  would  have  made 
on  the  uncompleted  portion  of  the  contract,  and  that  having  arranged 
its  plant  for  this  contract,  which  included  the  removal  and  rebuilding 
of  two  furnaces,  it  was  also  deprived  of  the  profits  it  would  have  made 
if  it  had  not  taken  this  contract.  Over  16,000  tons  of  steel  could 
have  been  made  from  the  two  furnaces  which  were  removed,  from 
the  time  they  were  removed  until  the  new  one  was  in  operation,  bad 
they  not  been  removed  to  make  room  for  the  forge  plant  for  this  con- 
tract- (Record,  p.  104).  Mr.  Mesta  testified  that  the  profits  his  com- 
pany would  have  made  on  these  two  dismantled  furnaces  during  the 
period  it  would  have  required  to  complete  the  suspended  portion  of 
this  contract  would  have  amounted  to  $84,000.     (Kecord,  p.  114.) 

The  record  shows  that  claimant  was  behind  on  its  schedule  of  de- 
liveries. According  to  the  original  schedule  deliveries  were  to  b^n 
in  January,  1918,  and  to  be  completed  in  June,  1918.  Owing  to  the 
difficulties  experienced  in  the  manufacturing  process  and  inadequate 
facilities  for  heat  treating  and  water  quenching  claimant  was  unable 
to  meet  this  schedule,  so  a  new  schedule  was  made  at  claimant's  re- 
quest. By  this  schedule  deliveries  were  to  be  completed  by  Novem- 
ber 30,  1918.  If  deliveries  had  been  made  according  to  this  schedule 
the  contract  would  have  been  completed,  and  there  would  have  been 
no  suspension  nor  damage  to  claimant  due  to  suspension.  Mr.  Mesta 
insists  that  the  delay  in  deliveries  on  the  revised  schedule  was  not  due 
to  any  fault  on  the  part  of  his  company  but  due  to  inability  to  get 
the  necessary  facilities  installed  on  time. 

9.  Item  H — Additional  length  required  for  longitudinal  test, 
i76^19J98. — Schedule  A  of  the  written  contract  referred  to  Ordnance 
Office  Drawing  No.  151,  last  revised  November  28, 1917.  This  draw- 
ing showed  that  a  test  piece  of  two  inches  was  to  be  taken  from  each 
end  of  the  forging.    The  drawing  also  contained  this  provision ; 

"  When  forged  in  multiple  lengths  take  one  test  bar  from  between 
each  two  sleighs." 

Mr.  Mesta  testified  that  when  the  price  of  the  forgings  was  agreed 
upon  this  drawing  was  submitted  to  him  and  Mr.  Drain,  and  that  in 
estimating  the  contract  price  the  length  of  the  test  piece  was  taken 
into  consideration.  He  also  testified  that  forging  in  multiple  lengths 
was  permitted  and  was  practiced  for  some  time,  but  found  impracti- 
cable and  abandoned,  but  that  in  practice  a  test  piece  of  2  inches 
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was  taken  from  only  one  end  of  the  forging.  On  June  5, 1918,  certain 
changes  were  made  in  the  specifications  and  a  new  drawing  was  made 
a  part  of  the  specifications-.  This  drawing,  as  last  revised  on  May 
25,  1918,  required  a  longitudinal  test  piece  of  6  inches,  which  makes 
an  increase  of  4  inches  more  than  was  allowed  according  to  practice 
iinder  the  original  drawing.  Mr.  Mesta  estimates  the  cost  due  U>  the 
increase  in  the  amount  of  material  wliich  went  into  the  test  piece 
under  the  revised  drawings  at  $70,319.98,  after  making  proper  allow- 
ance for  the  salvage  value  of  the  test  pieces.  It  was  because  of  this 
change  in  the  specifications  that  claimant  refused  to  execute  the  first 
supplemental  agreement,  dated  August  16,  1918,  as  well  as  because 
of  the  additional  cost  due  to  heat  treating  the  forgings. 

DECISION. 

1,  Items  E  and  F. 


Additional  time  In  furnace 108,744.05 

Claimant  does  not  insist  that  any  verbal  or  written  promise  was 
made  by  any  representative  of  the  Secretary  of  War  that  the  in- 
creased cost  represented  by  the  above  items  would  be  added  to  the 
contract  price,  but  relies  upon  Article  III,  paragraph  2,  as  the  pro- 
vision in  the  written  contract  which  authorizes  reimbursement  for 
these  two  items  of  the  claim.  By  the  terms  of  the  written  contract 
claimant  obligated  itself  to  furnish  forgings  of  the  physical  proper- 
ties Bet  out  in  Schedule  A.  The  method  to  be  employed  in  order  to 
obtain  these  physical  properties  is  not  mentioned  in  the  written  con- 
tract nor  in  the  specifications.  At  the  time  the  contract  was  nego- 
tiated claimant  well  knew  that  forgings  could  not  be  made  which 
would  meet  these  specifications  according  to  the  ordinary  process.  It 
refused  to  execute  the  contract  until  March  21,  1918,  for  this  reason. 
At  that  time  it  knew  what  process  was  necessary  in  order  to  obtain 
forgings  which  would  meet  the  specifications.  It  knew  that  this 
process  was  more  expensive  than  the  ordinary  process  which  it  was 
contemplated  could  be  used  at  the  time  the  contract  was  negotiated. 

There  were  no  changes  in  the  specifications  with  reference  to  the 
method  to  be  employed  to  make  forgings  which  would  comply  with 
the  specifications.  Claimant  was  at  liberty  to  employ  any  method 
it  could  which  would  produce  satisfactory  results.  If  claimant  had 
discovered  a  process  which  was  much  cheaper  than  the  ordinary 
process,  the  United  States  could  not  make  a  claim  for  reduction  in 
the  contract  price  commensurate  with  the  decrease  in  the  cost  of 
production.  Paragraph  2  of  Article  III  refers  to  changes  in  speci- 
fications. There  were  no  changes  in  specifications  with  reference  to 
the  method  to  be  employed  to  get  satisfactory  forgings. 
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There  is  no  more  foundation  for  allowing  these  two  items  to 
clftimant  than  there  is  for  the  United  States  to  now  assert  that  the 
coet  of  manufacture  was  leas  than  the  negotiating  officers  thought  it 
would  he  at  the  time  the  contract  was  negotiated.  The  Pittsburgh 
District  Staff  Auditor's  report  shows  that  the  actual  cost  of  pro- 
ducing the  forgings  was  a  little  over  8  cents  per  pound.  Claimant 
does  not  agree  that  this  is  correct,  but  if  it  is,  it  shows  that  the  con- 
tractor made  a  profit  of  about  20  per  cent  on  the  forgings  delivra'ed. 
The  United  States  can  not  now  insist  that  the  price  was  greater  than 
it  should  have  been.  Neither  can  the  contractor  insist  that  the  cost 
was  more  than  it  anticipated  when  there  was  not,  as  to  these  two 
items,  any  change  in  the  specifications  which  increased  the  cost. 

For  the  reasons  stated,  therefore,  the  action  of  the  Ordnance  Sec- 
tion in  denying  any  relief  on  these  two  items  is  affirmed. 

2.  liem  G — Damages  due  to  ccmceUation  of  the  contract,  ^5fi00. — 
3Phe  Ordnance  Claims  Board  allowed  $67,319.87  of  this  amount  by 
reducing  the  price  to  be  paid  by  claimant  for  the  buildings  by  that 
amount.  Claimant  insists  upon  the  full  amount.  In  the  opinion  of 
the  Appeal  Section  the  evidence  is  not  sufficient  to  justify  any  in- 
crease in  the  allowance  made  by  the  Ordnance  Claims  Board. 

3,  Item  H — Additional  leiu/tK  reqvired  for  longitudinal  test,  $76,- 
219S8. — Clearly  this  it«m  of  the  claim  comes  within  the  provision 
of  Article  III,  paragraph  2,  of  the  written  contract.  By  the  change 
in  the  specifications,  with  reference  to  the  length  of  the  test  piece, 
there  can  be  no  question  but  that  the  cost  of  the  manufacture  was 
thereby  increased.  The  original  drawing,  dated  November  28,  1917, 
required  the  contractor  to  furnish  a  test  piece  frtan  each  end  2 
inches  in  length.  The  fact  that  in  process  a  test  piece  of  only  2  inches 
in  length  from  one  end  was  used  in  testing  did  not  alter  the  obliga- 
tion of  the  contractor  to  furnish  two  pieces  each  2  inches  long.  By 
the  change  in  the  specifications,  dated  June  5,  1918,  the  drawing, 
dated  May  25, 1918,  required  the  contractor  to  furnish  a  longitudinal 
test  piece  of  6  inches  in  length.  The  contractor  was  thus  required 
to  furnish  a  test  piece  2  inches  longer  than  it  was  required  to 
furnish  under  the  original  specifications.  Claimant  is  asking  for 
increased  cost  based  on  an  increase  of  4  inches.  This  is  an  error;  the 
increase  was  only  2  inches.  The  contractor  should  be  reimbursed 
as  provided  in  Article  III,  paragraph  2,  by  reason  of  this  change  in 
the  specifications.  The  Appeal  Section  declines  to  adopt  the  Bgures 
of  the  claimant  with  reference  to  this  increase  in  cost.  The  Ordnance 
Section  should  investigate  and  determine  the  amount  properly  due 
the  claimant  by  reason  of  this  increased  cost  and  make  an  award 
accordingly.  The  basis  of  computation  should  be  the  difference 
between  4  inches  taken  from  the  forgings  transversely  and  6  inches 
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taken  longitudinally.  The  other  changes  made  in  the  Bpecifications, 
June  5,  1918,  did  not  decrease  the  cost  of  production  but  only  de- 
creased the  number  of  rejections. 

DISPOBmON. 

A  copy  of  this  decision  will  be  transmitted  to  tha  Ordnance  Sec- 
tion, War  Department  Claims  Board,  for  appropriate  action. 

Lieut.  Col.  McKeeby,  Maj.  Hill,  and  Lieut.  Hendon  concurring  for 
the  Appeal  Section;  Col.  Morrow  concurring  for  the  War  Depart- 
ment Claims  Board. 
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November  16,  1920. 
Case  Ko.  3024. 

/M  n  CLAIM  or  SVSSBHBIRa  XOTOK  COBPOKJiTKMr. 

1.  OOKBDEKATIOV. — AsthoTlutlon  by  an  engliieerliic  repreientatlTa  saA 
contraotlns  asent  under  a  formal  ooit-plni  aontraot  to  par  lalior  at  a 
rate  higher  than  that  which  the  contr&ot  itates  ihall  not  be  exceeded  li 
without  avthorltr  and  sot  binding  npon  the  TTnlted  State*. 

Maj.  Hill  writing  the  opinion  of  the  Board. 

This  is  an  appeal  from  the  action  of  the  Air  Service  Section  in 
<Iisapproving  in  a  termination  contract  of  a  formal  contract  an  item 
of  $1,019.87,  representing  wages  paid  in  excess  of  that  stipulated 
in  the  contract. 

FINDINOS  OF  FACT. 

1.  Under  date  of  July  17,  1919,  claimant  entered  into  a  formal 
contract  for  the  construction  of  five  (5)  King  airplane  engines  on 
«  cost-plus  basis. 

2.  Article  II  of  the  contract  provided  as  follows: 

*'  That  for  the  intents  and  purposes  of  this  agreement  the  said 
Charles  B.  King  shall  be  considered  the  engineering  representative 
of  the  Airplane  Engineering  Department  and  also  its  contracting 
agent,  under  this  contract,  to  the  extent  of  giving  instructions,  direc- 
tions, and  orders  to  the  said  Duesenberg  Company  to  buy  material, 
perform  labor  at  its  shop,  or  arrange  to  have  labor  performed  else- 
where necessary  to  the  fulfillment  of  the  construction  work  contem- 
plated herein." 

3.  Article  IV  of  the  contract  stated  the  items  of  cost  for  which 
the  United  States  would  reimburse  the  contractor,  of  which  section  5 
is  as  follows : 

"5.  A  profit  of  five  per  cent  (5%)  shall  be  allowed  the  Duesen- 
berg Company  upon  labor  authorized  by  the  Contracting  Officer  to 
be  performed  in  outside  manufactories  upon  all  articles  delivered 
to  and  accepted  by  the  Government,  the  labor  charge  not  to  exceed 
the  following  rates : 

Straight  time $1.40  per  hr. 

Overtime _     2. 10  "     " 

Double  time _ 2.10  "    " 

4.  Mr.  King  was  stationed  at  the  plant  of  Brewster  &  Co.,  a  sub- 
ccmtractor  of  claimant.    In  August,  1918  the  Brewster  Co.,  found 
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it  necessary,  because  of  competition  for  labor,  to  increase  the  labor 
rate  for  straight  time  by  ten  per  cent  (10%)  over  that  allowed  by 
contract,  from  $1.40  to  $1.54  per  hour.  Mr.  King  instructed  claim- 
ant to  issue  purchase  orders  covering  this  increase  in  labor  rate  and 
authorized  claimant  to  pay  for  this  labor  $1.54  per  hour.  Mr,  King, 
on  October  30, 1918,  requested  the  Air  Service  Engineering  Depart- 
ment at  Daj-ton  to  issue  a  supplementary  contract  authorizing  the 
payment  of  $1.54  per  hour  after  August  13, 1918.  This  request  was 
disapproved. 

5.  Under  date  of  July  17,  1919,  a  termination  contract  was  exe- 
cuted providing  in  part  for  the  payment  to  claimant  of  $514.59  in 
full  settlement  under  this  contract,  making  the  total  payment  re- 
ceived by  claimant  $50,256.32.  This  amount  included  reimburse- 
ment for  expenditures  made  by  claimant  at  the  rate  of  $1.54  per  hour. 

6.  This  termination  contract  required  the  approval  of  the  Claims 
Board,  Air  Service,  before  it  could  become  a  valid  and  binding  obli- 
gation. The  Air  Service  Claims  Board  declined  to  approve  this 
termination  contract  and  found  that  claimant  was  indebted  to  the 
United  States  in  the  sum  of  $1,019.87,  the  amount  which  claimant  had 
been  reimbursed  for  labor  paid  at  $1.54  instead  of  $1.40  per  hour. 

7.  Claimant  contends  that  inasmuch  as  its  obligation  under  the 
contract  was  to  follow  the  instructions  of  Mr.  King,  it  had  no  alter- 
native but  to  pay  such  labor  rates  as  he  might  instruct  it  to  pay. 


1.  Article  IV  expressly  states  that  the  labor  charge  for  straight 
time  shall  not  exceed  $1.40  per  hour.  With  this  positive  prohibition 
expressly  stated  in  the  contract  Mr.  King  was  without  authority  to 
authorize  the  payment  of  straight  time  in  excess  of  $1.40  per  hour. 
Such  an  authorization  would  amount  to  an  agreement  to  pay  a  sum 
in  excess  of  that  stipulated  in  the  contract  and  would  be  without  con- 
sideration and  not  binding  upon  the  United  States. 

2.  It  is  the  opinion  of  this  section  that  claimant  was  not  entitled  to 
payment  of  straight  time  for  labor  at  a  rate  in  excess  of  $1.40  per 
hour.  The  action  of  the  Air  Service  Section  in  disapproving  the 
item  representing  payment  in  excess  of  that  amount  is  approved. 

DISFOSmON. 

The  Appeal  Section  transmits  its  decision  to  the  Air  Service  Sec- 
tion for  necessary  action.  , 

Lieut.  Col,  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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NOTBMBEB    15,    1E)20. 

Case  No.  2999. 

In  re  CUHC  07  WOOD  AXT  KACEIXX  00. 

1.  IHCEEA8SD  PACrLITIES. — Where  olalmaiit  wlthont  dlreetlon  from  some 
Qovenuoent  a^jA  Increaiei  Iti  fmellitlei  npon  the  ammptlen  that  It 
will  receive  fntaM  orderi.  It  doei  so  at  Iti  owa  riik  an!  the  Oovem- 
ment  li  not  obllKated  to  relmbnne  it  tor  sneh  expendltarei. 

3Iaj.  Hill  writing  the  opinion  of  the  Board. 

This  claim  arises  under  the  act  of  March  2,  1919,  and  was  filed  as 
a  Class  A  claim  on  June  17,  1919,  with  the  Ordnance  Section,  War 
Department  Claims  Board,  Statement  of  claim  Class  B  has  been 
presented  for  the  sum  of  $96,486.38  by  reason  of  an  alleged  informal 
agreement  between  claimant  and  Capt.  Harold  B.  Johnson,  assistant 
head  of  the  Small  Arms  Section,  Procurement  Division,  Ordnance 
Depaitment,  United  States  Army,  for  increased  facilities  and  addi- 
tional orders  for  finished  rifle  stocks,  1917  model. 

nNDINOS  OP  FACT. 

1.  On  July  2,  1918,  claimant  was  given  Procurement  Order  No. 
P-1 1220-1 973-Sa  "to  kiln-dry  and  manufacture  into  finished  stocks 
for  United  States  rifle.  Model  df  1917,  one  hundred  thousand 
(100,000)  walnut  or  birch  gunstock  blanks."  The  Wood  Art  Machine 
Co.  proceeded  to  manufacture  under  this  order  up  until  the  signing 
of  the  armistice,  at  which  time  all  work  was  suspended.  Later  a 
Class  A  claim  was  filed  with  the  Ordnance  Department  and  a  settle- 
ment made  thereunder. 

2.  In  its  Class  A  claim  filed  with  the  Ordnance  Department,  claim- 
ant included  a  claim  for  certain  increased  facilities  over  and  beyond 
those  necessary  for  the  performance  of  the  procurement  order  for 
one  hundred  thousand  (100,000)  gunstocks.  This  claim  for  facilities 
was  separated  and  presented  to  this  section  as  a  Class  6  claim. 

3.  It  is  alleged  by  claimant  that  during  the  negotiations  for  the  one 
hundred  thousand  (100,000)  stocte  which  were  manufactured  under 
the  procurement  order  of  July  3,  1918,  Capt.  Harold  B,  Johnson 
promised  that  this  order  for  one  hundred  thousand  (100,000)  would 
be  only  the  beginning  of  many  orders  to  follow;  that  the  price  at 
which  the  procurement  order  was  taken  was  arrived  at  by  claimant 
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upon  the  promise  that  it  would  receive  contracts  for  at  least  one 
millioQ  (1,000,000)  gun  stocks;  that  upon  the  strength  of  the  promises 
received  from  Capt.  Johnson  that  claimant  would  receive  continuous 
orders  for  these  stocks  claimant  greatly  increased  its  facilities,  such 
as  making  new  machines,  rearranging  its  plant,  and  assuming  addi- 
tional financial  obligations. 

4.  The  claimant's  representative,  Mr.  Stephen  Robinson,  jr.,  sec- 
retary of  the  Wood  Art  Machine  Co.,  testified  that  Capt.  Johnson 
told  him  that  if  the  one  hundred  thousand  (100,000)  stocks  to  be 
manufactured  under  the  procurement  order  were  satisfactory,  thero 
would  be  "  a  continuous  contract  dnring  the  period  of  the  war  or  the 
period  of  our  requirements." 

6.  Mr.  Jamea  F.  McCloskey,  vice  president  and  superintendent  of 
the  Wood  Art  Machine  Co.'s  factory,  and  Mr.  Wadsworth  Crease, 
treasurer  of  claimant  company,  botii  testified  that  the  Wood  Art 
Machine  Co.  had  expended  a  great  deal  of  money  in  the  rearrange- 
ment of  its  plant  and  the  obtaining  of  new  machinery  upon  the 
promises  of  Capt.  Johnson,  made  to  Mr.  Robinson,  that  they  would 
receive  future  contracts,  provided  the  stocks  produced  under  the 
procurement  order  were  satisfactory. 

6.  Mr.  H.  B.  Johnson,  the  Capt.  Johnson  referred  to  by  claimant, 
testified  that  he  told  Mr.  Robinson,  claimant's  representative,  that "  I 
would  give  him  a  trial  order  of  one  hundred  thousand  (100,000) 
stocks,  which,  if  he  produced  them  successfully,  woidd  be  greatly  in- 
creased. This  order  for  one  hundred  thousand  (100,000)  stocks  was 
really  a  trial  order  and  to  determine  to  our  satisfaction  that  they 
could  produce  a  satisfactory  stock." 

7.  Later,  Capt.  Johnson  testified: 

"  Lt  Tabb,  Captain,  in  giving  this  order  for  one  hundred  thousand 
(100^000)  stocks  at  $1.90, 1  think  it  was,  per  stock,  did  you  take  into- 
consideration,  or  was  it  taken  into  consideration,  that  th^  would 
have  to  make  these  changes  and  expenditures? 

"Mr.  Johnson.  Yes,  sir;  absolutely. 

"  Lt.  Tabb.  It  was  taken  into  consideration  in  giving  the  order 
for  one  hundred  thousand  (100,000)  ( 

"  Mr.  Johnson.  Absolutely. 

*'  Lt.  Tabb.  And  that  price  was  based  on  the  changes  that  they 
would  have  to  make? 

"  Mr,  Johnson.  Absolutely,  They  were  willing  to  gamble  on  iheir 
ability  to  produce  these  stocks  in  a  satisfactory  manner,  and  this- 
price  of  $1.90  per  stock,  we  understood,  would  not  see  them  through 
on  the  first  order,  but  if  they  made  good  it  would  see  them  through 
on  the  lM,lance  which  we  intended  to  give  them." 
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1.  This  section  is  of  the  opinion  that  no  definite  order  was  given 
to  the  Wood  Art  Machine  Co.  other  than  the  procurement  order  for 
one  hundred  thousand  (lOO/WO)  gun  stocks,  nor  was  it  authorized 
to  increase  its  facilities  in  anticipation  of  further  orders. 

2.  It  is  the  opinion  of  this  section  that  the  increased  facilities  were 
established  and  obtained  without  authority  or  instruction  from  the 
Gorermnent  or  any  of  its  agents ;  that  the  claimant  assumed  a  busi- 
ness risk  in  the  making  of  such  expenditures,  and  that  there  is  no 
obligation  upon  the  part  of  the  Government  to  reimburse  the  claim- 
ant for  the  expenditures  so  incurred. 

The  claim  is  accordingly  denied. 


A  final  order  denying  relief  will  issue. 

Lieut.  CoL  McKeeby  and'  Lieut  Tahb  concorring  for  the  Appeal 
Section ;  Col,  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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November  16,  1920. 


in  re  CLilK  OF  LOIFISIAIIA  SAILWAT  A  JTATIOATIOIT  00. 

1.  INFOEIL&L  AGBEEHEKT. — WHeie  a  ConitTnatlng  anarterniBitei  Initnett  a 
railroad  companjr  to  tnnilili  material  and  labor  lor  certain,  addltiosi  and 
bettennentB  la  aooordaaoe  wltb  a  pr«vloa«  Informal  written  nndcr- 
standlne  that  tbe  company  would  be  relmbnrBed  for  ezpensea  Incurred 
In  «ald  work,  and  the  oompany  thereafter  constracti  additions  and  bet* 
termenti,  the  Oovemment  li  obligated  under  the  aat  of  Hareh  a,  ISIS, 
to  pay  claimant  tot  snoh  additions  and  betterment*  conjitmcted  od.  the 
QoTernment  reiervatlon. 

a.  jnEISSICTIOir. — The  Seoretaiy  of  War  is  without  authority  to  adjust  an 
informal  agreement  entered  into  after  HoTCmber  11,  191B. 

3.  CLAIH  AND  SECISIOH. — Claim  for  124,416.80,  under  the  act  of  March  2, 
IBIS,  for  additions  and  betterments  alleged  to  have  been  constmeted  on 
a  Oovemment  reserration  under  an  informal  agreement.  Held,  claimant 
Is  entitled  to  recoTer  on  Atc  ItemB  of  the  claim  but  is  not  entitled  t« 
recover  for  the  expense  of  conitructing  a  depot  ilnce  the  Informal 
agreement  did  not  Inolnde  the  construction  of  a  depot;  the  Secretary  of 
War  is  without  Jurisdiction  to  adjust  this,  the  sixth  Item  of  the  elalm. 


Maj.  Miller  Tvriting  the  opinion  of  the  Board. 


FINDINCS  OF  TACT  AND  DECISION. 

The  Board  finds  the  following  to  be  the  f aCts : 

1.  This  case  arises  under  the  act  of  March  2,  1919,  Statement  of 
claim,  Form  B,  for  $24,416.80,  has  been  filed  under  Supply  Circular 
No,  17,  Purchase,  Storage  and  Trafiic  Division,  G3neral  Staff,  1919, 
by  reason  of  an  agreement  alleged  to  have  been  entered  into  between 
the  claimant  and  the  United  States. 

2.  The  detailed  statement  of  claim  covers  the  following  six  items : 
Item  No.  1  (Claimant's  No.  1306) — Balance  due  on  track 

material  other  than  ties $1,401,34 

Item  No.  2  (Claimant's  No.  1306-A) — Balance  due  for 

ties -" 5,559.42 

Item  No.  3  (Claimant's  No.  1306-B)— Cost  of  labor  in 

construction  of  tracks 6,310.40 

Item  No.  4  (Claimant's  No.  1306-C)— Cost  of  dirt,  rock, 

and  cinder  ballast,  including  operation  of  steam  shovel.     3, 185. 65 
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Item  No.  5  (Claimant's  No.  1306-D) — Labor  and  material 
devoted  to  constructioa  of  telephone  line $631.95 

Hem.  No.  6  (Claimant's  No.  1306-E) — ^Labor  and  material 
used  in  construction  of  depot . 7,328.04 

Total - 24,416. 80 

3.  This  daim  was  presented  to  the  Claims  Board,  Transportation 
Seryice.  Under  date  of  June  19, 1920,  that  Board  rejected  the  claim 
iu  full  because  the  claimant  had  failed  to  furnish  evidence  sufficient 
to  show  whether  the  items  of  the  claim  had  be^i  previously  paid. 
An  appeal  was  taken  to  the  Appeal  Section,  War  Department 
Claims  Board,  where  considerable  new  evidence  was  introduced  by 
both  the  claimant  and  the  Government  at  a  formal  hearing  con- 
ducted before  a  committee  of  the  Appeal  Section.  By  agreement 
of  counsel  for  claimant  and  the  Government,  an  affidavit  of  Col. 
Evan  Shelby  and  answers  to  interrogatories  propounded  to  Mr. 
J.  W,  Alexander  were  added  to  the  record  following  the  formal 
bearing. 

4.  In  the  summer  of  1917  Camp  Beauregard,  La.,  a  National 
Guard  cantonment,  located  about  6  miles  from  Alexandria,  La.,  was 
in  the  course  of  construction  under  the  direction  and  supervision 
of  Maj.  Arthur  M.  Shaw,  constructing  quartermaster.  A  number 
of  railroads  entered  the  city  of  Alexandria,  but  none  of  them  ran 
sufficiently  near  Camp  Beauregard  to  serve  its  requirements.  To 
leinedy  this  obvious  need  conferences  were  held  on  July  16  and  20, 
1917,  between  officials  of  the  War  Department  and  representatives 
of  the  several  railroads  operating  within  the  vicinity.  Aa  a  result 
of  th^e  meetings,  the  Louisiana  &  Arkansas  Hailroad  was  selected 
by  resolution  to  furnish  the  needed  railroad  facilities,  but  this  rail- 
road was  imable  to  undertake  the  work,  and  an  appeal  was  then 
made  to  the  Louisiana  Railway  &  Navigation  Co.  to  connect  its  line 
with  the  camp.  The  claimant  undertook  to  do  this,  and  on  July  27, 
1917,  addressed  a  letter  to  Maj.  A.  M.  Shaw,  then  constructing  quar- 
termaster at  Camp  Beauregard,  La.,  confirming  an  oral  conversation 
relative  to  the  agreement.    This  letter  is  quoted,  in  part,  as  follows : 

"We  would  propose  to  build  the  necessary  tracks  from  a  connec- 
tion with  the  Louisiana  &  Arkansas  Railroad  to  the  Camp  Grounds 
(approximately  one  mile  and  a  half)  and  all  of  the  lead  and  switch 
tracks  within  tiie  camp  grounds  (approximately  four  miles)  or  relay 
the  track  of  the  Lee  Lumber  (,ompany,  as  you  may  elect,  if  re- 
quested by  your  department.  Upon  completion  of  this  work,  opera- 
tion of  the  line,  including  all  tracks  within  the  camp  grounds,  to  be 
performed  by  our  road,  both  freight  and  passenger,  at  rates  reason- 
ably compensatory  for  the  service  performed  and  facilities  used. 

"For  this  work  and  the  work  above  referred  to,  we  shall  expect 
to  be  reimbursed  for  such  amounts  paid  out." 
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On  August  1,  1&17,  the  constructing  quBrtermaster  confirmed  the 
company's  letter  in  a  communication  from  which  the  following  is 
quoted: 

"  This  will  acknowledge  receipt  of  your  proposal  covering  the  fur- 
nishing of  trackage  for  temporary  connection  with  Camp  Beaure- 
gard, and  also  for  the  permanent  service  which  you  propose  to  install. 

"  1  our  understanding,  as  stipulated  in  your  letter  above  referred 
to,  corresponds  with  the  verbal  understanding  of  the  26th  ult.,  ex- 
cepting that  the  arrangements  should  be  left  open  in  so  far  as  it 
refers  to  the  switching  operations  within  the  new  yards  which  are  to 
be  constructed." 

In  order  to  make  a  permanent  record  of  the  agreement  between  the 
constructing  quartermaster  and  the  claimant,  Maj.  Shaw  prepared  a 
memorandum  under  date  of  August  8, 1917,  from  which  the  following 
is  taken  as  applying  to  this  claim : 

"  5.  At  a  conference  with  the  officials  of  the  L.  R.  &  N.  B.  R.,  the 
following  more  permanent  plan  was  agreed  upon  and  is  being  carried 
out: 

"(ft)  For  a  permanent  service,  the  L.  R.  &  N.  has  agreed  to  under- 
take the  construction,  at  the  expense  of  the  United  States,  of  a  cut- 
off connection  from  Point  'A'  to  '  B '  as  shown  as  a  part  of  Route 
No,  3,  on  the  accompanying  sketch,  and  construction  of  this  cut- 
off has  already  been  started.  It  will  be  about  two  and  a  half  (2J) 
miles  long  witn  1%  maximum  grade  and  5  degrees  maximum  curves. 
Heaviest  cutting  is  13  feet.    No  streams  of  importance  are  crossed. 

"  6.  The  cut-off  from  'A'  to  '  B '  is  all,  or  practically  all,  within 
the  limits  covered  by  leases  already  secured  by  the  local  committee, 
which  has  stated  that  if  any  part  is  involved  which  has  not  already 
been  secured,  it  will  be  included  without  delay. 

"  7.  The  construction  of  the  cut-off  is  to  be  carried  out  under  the 
following  plan : 

"(a)  All  construction  material  to  be  furnished  by  the  United 
States. 

"{&)  The  culvert  construction,  grading  of  roadway  and  track  con- 
struction to  be  done  by  the  L.  R.  &  N.  ror  which  they  will  be  reim- 
bursed for  the  actual  cost  to  them. 

"  8.  It  is  expected,  though  not  definitely  agreed  upon,  that  all  track 
construction  for  terminals  will  he  done  by  the  L.  R.  &  N.  at  cost  plus 
a  profit  to  them  not  to  exceed  10%  of  cost," 

5.  The  record  shows  that  when  the  first  work  was  done  the  Gov- 
ernment furnished  the  material  used  in  the  construction  of  tracks. 
However,  in  building  additions  and  betterments,  both  material  and 
labor  were  furnished  by  the  railroad.  This  claim  covers  only  ad- 
ditions and  betterments  constructed  by  the  railroad  company  on  the 
Government  reservation,  no  claim  being  submitted  for  any  con- 
struction work  done  off  the  reservation. 

6.  Maj.  A.  M,  Shaw  testified  that  these  additions  and  betterments, 
with  the  possible  exception  of  the  depot,  were  constructed  under  the 
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terms  of  the  original  agreement,  supplemented  by  certain  instructions 
of  the  constructing  quartermaster. 

7.  At  the  hearing  the  question  arose  as  to  whether  claimant  in  ac- 
cepting a  voucher  for  $8,889,20  had  agreed  to  accept  that  amount  as 
payment  in  full.  The  record  clearly  shows  that  this  amount  was  not 
accepted  as  payment  in  full  of  the  original  claim  of  $35,000.  A. 
memorandum  signed  by  Maj.  J.  J.  McConnell,  who  succeeded  Maj. 
Shaw  as  constructing  quartermaster  at  Camp  Beauregard,  La.,  states 
that  "  the  claimant  agrees  to  accept  $8,889.20  without  prejudice  to  his 
rights  to  61e  claim  for  the  disputed  balance  deducted  by  the  Govern- 
ment auditors."  Capt,  Ira  J.  Hooks,  who  succeeded  Maj.  McConnell 
as  constructing  quartermaster  at  Camp  Beauregard,  testified  at  .the 
hearing  that  it  was  clearly  understood  by  himself  and  claimant  tliat 
the  payment  of  $8,889.20  was  not  accepted  by  claimant  as  Settlement 
of  this  claim  in  full.    None  of  the  items  of  tliis  claim  have  been  paid. 

8.  Claimant  had  not  filed  a  claim  covering  the  items  herein  involved 
until  a  conference  of  War  Department  and  railroad  officials  had  been 
held  at  Alexandria,  La.,  January  21,  1919,  to  discuss  the  question  of 
freight  rates  that  should  be  paid  this  company.  This  conference  was 
attended  by  officials  of  the  United  States  Railroad  Administration 
and  of  the  Construction  Division,  Zone  Finance  Office,  and  Inland 
Traffic  Service  of  the  War  Department.  After  investigating  the  mat- 
ter by  a  personal  visit  to  Camp  Beauregard  this  conference  made 
certain  reductions  in  the  freight  rates  charged  by  the  claimant  and 
recommended  that  the  claimant  submit  to  the  War  Department  :i 
claim  for  items  of  expense  involving  additions  and  betterments.  It 
appears  that  the  claimant  had  originally  fixed  the  freight  rates  on  a 
basis  that  would  cover  the  expenditures  known  in  railway  parlance  as 
"  additions  and  betterments."  At  the  request  of  the  membei-s  of  this 
conference,  the  claimant  accepted  the  reduction  in  freight  rates  and 
submitted  its  claim  as  set  forth  herein  to  the  War  Department.  Maj. 
Shaw,  a  member  of  this  conference,  has  submitted  the  following 
statement  concerning  the  action  taken  by  the  conference  relative  to 
additions  and  betterments: 

"After  giving  consideration  to  the  matter  presented  by  the  L.  R. 
&  N.  Co.,  it  was  the  opinion  of  the  Board  that  the  comodity  rates 
should  be  readjusted  downward,  a  substantial  cut  being  made  in  the 
rates  for  coal  and  gravel,  but  as  a  partial  offset  to  this  reduction  in 
revnue,  the  L,  E.  &  N,  Co.  was  advised  that  they  should  render  a  bill 
through  usual  channels  and  secure  reimbursement  for  all  construction 
work  done  on  the  property  then  under  control  of  the  Grovemment,  the 
telephone  line  and  the  depot  at  the  camp  being  specifically  mentioned 
as  forming  such  items." 

Col.  Evan  Shelby,  chief  of  the  Contract  Branch  of  the  Construc- 
tion Divi^on,  who  was  a  member  of  this  conference,  has  furnished 
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this  Board  with  a  sworn  statement,  which  is  quoted,  in  part,  as  fol- 
lows: 

"In  the  ceneral  discussion  the  representatives  of  the  Louisiana 
Railway  &  Navigation  Company  asked  that  the  rates  be  so  fixed  that 
the  company  would  be  reimoursed  for  its  additions  and  betterments 
in  connection  with  Camp  Beauregard  or  that  the  Company  should  be 
reimbursed  directly  for  the  construction  done  within  the  confines  of 
the  Camp  and  that  the  other  extraordinary  expenses  incurred  in  con- 
nection with  additions  for  serving  Camp  fieauref^rd  should  be  taken 
into  consideration  in  fixing  the  nnal  rate  to  be  allowed  by  the  Gov- 
ernment. 

"At  that  time  there  were  large  outstanding  bills  to  be  adjusted  for 
freight  service  rendered  the  Government.  The  final  conclusion 
reached  and  tlie  freight  rates  agreed  upon  were  based  upon  the  as- 
sumption that  the  Government  would  pay  the  Company  for  the  facil- 
ities constructed  u]Jon  the  reservation  by  the  Company,  and  that  the 
Government  would  own  such  facilities.  It  appeared  at  the  confer- 
ence that  these  facilities  were  furnished  by  the  Louisiana  Railway  & 
Navigation  Company  at  the  instance  of  the  War  Department  au- 
thorities and  after  other  railroad  companies  had  declined  to  furnish 
the  same." 

9.  Under  date  of  May  22,  1919,  the  Government  sold  to  J.  W. 
Alexander  et  al.,  of  Alexandria,  La.,  the  buildings  and  fixtures 
therein,  all  electric,  water,  sewer  and  sewage  disposal  systems,  and 
other  accessories;  all  railroad  tracks,  roads,  culverts,  bridges,  and 
other  accessories  located  on  the  camp  site  known  as  Camp  Beaure- 
gard, except  those  buildings  contained  within  a  shaded  area  shown 
on  tile  map  and  any  buildings  on  the  camp  site  not  owned  by  the 
Government.  These  purchasers  transferred  this  property  to  the 
Beauregard  Development  Co.  (Inc.).  On  November  28,  ldl9,  the 
buildings  within  the  shaded  area  were  sold  to  the  Beauregard  De- 
velopment Co.  (Inc.)  The  depot  was  not  within  the  shaded  area, 
but  was  not  Government  property.  The  sale  by  the  Government  did 
not  include  the  land  on  which  the  camp  site  was  located.  However, 
the  Beauregard  Development  Co.  (Inc.)  purchased  this  land  from 
the  owners  at  about  the  same  time  that  it  acquired  the  property  from 
the  Government. 

10.  In  view  of  the  fact  that  the  various  items  of  the  claim,  al- 
tliough  all  coming  under  the  heading  of  "Additions  and  Better- 
ments," involve  separate  matters,  it  becomes  necessary  to  consider 
them  seriatim. 


11.  Following  the  conference  of  January  21,  1919,  it  was  agreed 
that  Mr.  George  W.  Swilley,  a  Govermnent  engineer,  and  Mr.  Joseph 
A.  Lupo,  assistant  engineer  of  the  I^ouisiana  Railway  &  Navigation 
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Co.,  should  each  check  the  material  in  the  tracks  furnished  by 
claimant.  Mr.  Swilley's  report,  dated  February  28,  1919,  shows  a 
total  of  $8,908.20,  omitting  ties.  He  states  in  his  report  that  in 
order  to  check  this  material  he  received  from  Mr.  Lupo  "  foremen's 
report  on  tracks  laid  in  Camp  Beauregard,  -which  he  (Mr.  Lupo) 
claimed  were  complete,  and  contained  the  entire  material  claim  of 
the  Louisiana  Railway  &  Naripation  Co.  against  the  (jovernment." 
On  March  13,  1919,  Mr.  Lupo  made  an  inventory  of  the  material 
actually  furnished  by  claimant,  showing  a  total  of  $11,691.89,  These 
figures  were  reached  through  an  actual  inventory.  The  re<'ords  of 
claimant  show  that  practically  the  same  quantities  of  material  were 
charged  to  this  work  as  were  inventoried  by  Mr.  Lupo.  Claimant 
has  been  paid  $8,889.20,  leaving  a  balance  of  the  original  claim 
amounting  to  $2,802.69.  In  order  to  protect  the  Ciovemment  against 
any  possilile  errors  claimant  reduced  this  item  to  $1,401.34. 

12.  In  view  of  the  fact  that  Mr.  Swilley's  report  is  made  from 
certain  foremen's  reports,  some  of  which  must  have  been  omitted, 
whereas  Mr.  Lupo's  report  is  made  from  an  actual  inventory  of  the 
property,  it  is  thought  that  the  Government  is  safe  in  accepting  Mr. 
Lupo's  report.  The  company  has  shown  a  spirit  of  fair  play  in  de- 
ducting the  sum  of  $1,401.35.  Furthermore,  the  articles  charged 
on  the  claimant's  books  when  the  material  was  used  in  constructing 
these  tracks  show  that  material  costing  fully  $10,290.50  was  fur- 
nished. The  Board  finds  that  this  item  of  the  claim,  amounting  to 
$1,401.34,  should  be  allowed. 


13.'  This  item,  amounting  to  $6,559.42,  covei-s  8,530  ties  furnished 
by  claimant.  Claimant  has  been  paid  for  a  portion  of  the  ties  fur- 
nished, but  alleges  that  it  has  never  received  remuneration  for  the 
number  carried  in  this  item  in  the  claim.  An  affidavit  of  E.  F. 
Hunter,  employed  at  Camp  Beauregard  by  the  United  States  Gov- 
ernment as  a  field  auditor,  shows  the  number  of  ties  furnished  at 
Camp  Beauregard  by  claimant  and  by  the  Lee  Lumber  Co.,  the 
only  two  companies  delivering  ties  to  this  camp,  the  number  of  ties 
that  have  been  paid  for,  the  number  of  ties  used  in  the  various  tracks, 
and  shows  that  there  is  due  claimant  payment  for  8,T34  ties.  Mnj. 
A,  M.  Shaw  testified  in  detail  concerning  the  item  of  ties.  His 
records  show  that  the  Louisiana  Railway  &  Navigation  Co.  furnished 
12,683  ties  and  was  paid  for  3,949,  leaving  payment  due  on  8,734  ties- 
Maj.  Shaw  stated  that  he  gave  these  figures  from  an  actual  count  of 
the  ties  made  by  himself  at  Camp  Beauregard.  (Transcript,  pp. 
152-163.) 
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14.  Claimant's  records  show  that  there  is  due  it  payment  for  8^3(> 
ties.  This  is  204  less  than  revealed  by  the  Government  records. 
Claimant  has  not  amended  its  claim  to  cover  the  balance  of  204  ties, 
and  it  is  possible  that  tliese  204  ties  might  have  been  furnished  by 
the  Lee  Lumber  Co.  This  item  of  the  claim,  amounting  to  $5,559.42, 
should  be  paid. 

ITBM   NO.   S. tABOB. 

15.  This  item  of  the  claim  consists  of  labor  used  in  connecting 
tracks,  rearranging  tracks  and  putting  down  new  tracks  oD  the  Grov-  . 
erument  reservation  at  Camp  Beauregard,  La.,  aU  coming  under  the 
head  of  "Additions  and  Betterments."  Mr.  J.  J.  Tippin,  claimant's 
auditor,  has  submitted  an  affidavit  in  which  he  shows  that  the  com- 
pany expended  the  sum  of  $6,310.40  for  this  labor.  Mr.  Tippin 
testified  to  the  same  effect  at  the  hearing  before  this  Board.  Maj. 
Shaw  in  an  affidavit  estimated  the  cost  of  labor  performed  in  con- 
structing these  additions  and  betterments,  showing  that  under  nor- 
mal conditions  the  expense  of  this  labor  should  not  have  exceeded 
$5,936.90.    However,  he  adds  the  following: 

"  In  view  of  the  known  conditions  of  traffic  and  of  camp  operations 
it  is  my  opinion  that  the  claim  of  the  Louisiana  Eailway  &  Naviga- 
tion Company  for  $6^310.40  represents  an  expense  for  laoor  actUEuly 
and  properly  incurred  by  them  in  the  construction  and  reconstruction 
of  tracks  for  the  Government  and  that  the  account  is  just  and  true 
and  should  be  paid  in  full  as  claimed." 

Maj.  Shaw's  testimony  at  the  hearing  confirmed  this  affidavit. 

16.  The  amount  of  $6,310.40  is  an  accurate  record  kept  by  the 
company,  whereas  Maj.  Shaw's  total  of  $5,935.90  is  an  estimate  only. 
In  view  of  the  fact  that  Maj.  Shaw  was  not  in  a  position  to  know  the 
exact  loss  of  time  on  account  of  interruptions  to  this  labor  due  to 
the  fact  that  the  train  service  was  in  operation  at  the  time  this  work 
was  performed,  and  in  view  of  the  further  fact  that  the  entire  amount 
represents  an  expense  for  labor  actually  and  properly  incurred,  the 
Board  finds  that  this  item,  amounting  to  $6,310.40,  should  be  paid  in 
full. 

rTEu  no.  4fi — COST  or  dot,  bock,  ahd  cindbb  ballast,  iNCLimiHo  operation  or 

STEAU:    SHOVEL. 

17.  This  part  of  the  claim  is  itemized  as  follows: 

Expense  of  handling  dtrt  ballast 1916.03 

Amount  paid  for  crushed  rock  and  cinder  ballast 1,246. 10 

Freight  charges  on  crushed  rock  and  dnder  ballast 1, 023.  S2 

The  dirt  was  loaded  by  steam  shovel  and  hauled  by  claimant  from 
a  point  off  the  Government  reservation.  The  rock  ballast  was  hauled 
from  Winfield,  La.,  while  the  cinders  were  transported  from  New 
Orleans,  La.    All  of  this  material  was  placed  upon  the  railways 
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constructed  on  the  Government  reservation  at  Camp  Beauregard,  La. 
Both  the  testimony  of  Mr.  Tippin  and  Maj.  Shaw  show  that  this 
ballast  is  included  under  the  heading  of  "Additions  and  Better- 
ments." Maj.  Shaw  inspected  this  work  and  in  a  sworn  statement 
says  that  he  is  convinced  that  this  hallast  was  placed  in  the  quantities 
as  claimed. 

18.  The  sworn  testimony  of  Mr,  Tippin  shows  that  this  ballast 
was  furnished,  while  Maj.  Shaw  says  that  this  ballast  was  "abso- 
lutely essential  to  the  safe  operation  "  of  the  train  service,  and  that 
the  quantities  of  ballast  carried  in  this  item  of  the  claim  are  correct. 
This  Board  therefore  finds  that  claimant  should  be  reimbursed  for 
the  full  amount  of  $3,185.65. 


19.  The  telephone  line  involved  in  this  item  of  the  claim  was  con- 
structed by  claimant  on  verbal  orders  from  Maj.  Shaw,  the  matter 
being  explained  by  Maj.  Shaw  at  the  hearing  as  follows: 

"  Why,  as  I  recall  it,  the  first  move  was  somewhat  in  the  nature  of 
a  censure  from  my  office,  directed  against  the  trainmaster  for  taking 
chances  in  the  operation  of  his  trains.  I  had  observed  the  rather 
reckless  way  in  which  they  were  handled.  Everything  was  in  a 
more  or  less  confused  condition;  there  was  a  big  rush  and  I  insisted 
that  they  take  proper  safeguards  in  the  operation  of  the  trains. 
That  is  my  recollection  of  it  now  as  being  the  first  move  that  was 
made.  There  was  no  discussion  of  it;  it  was  immediately  taken  up 
and  the  telephone  service  installed." 

20.  After  the  line  had  been  constructed  the  company  submitted  a 
bill  for  $961.04.  Maj.  Shaw  inspected  the  line  and  estimated  that 
the  same  should  have  cost  $631.95.  The  company  thereupon  reduced 
the  claim  to  the  amount  suggested  by  Maj.  Shaw,  This  covers  only 
that  part  of  the  telephone  line  constructed  on  the  Government  reser- 
vation. The  telephone  line,  including  poles  and  wire,  was  sold  by 
the  Government  to  the  Beauregard  Development  Co.  (Inc.)  in  191&. 

21.  The  evidence  clearly  shows  that  the  telephone  line  was  con- 
structed at  the  direction  of  Maj.  A.  M.  Shaw,  constructing  quarter- 
master at  Camp  Beauregard ;  that  this  line  was  a  part  of  the  addi- 
tions and  betterments  of  the  company ;  and  that  same  was  necessary 
in  the  operation  of  trains  to  and  from  the  camp.  The  Board  there- 
fore finds  that  this  item  of  the  claim,  amounting  to  $631.95,  should 
be  paid. 

22.  When  train  service  was  first  established  at  Camp  Beauregard 
the  railroad  company  had  the  use  of  a  portion  of  a  Government  ware- 
house as  its  depot.  When  this  warehouse  was  no  longer  available, 
the  question  of  constructing  a  depot  was  taken  up.    On  August  21, 
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1917,  Maj.  Shaw  wrote  the  Officer  in  Charge  of  Cantonment  Con- 
struction, Washington,  D.  C.,  as  follows: 

"  1.  Will  you  please  advise  if  this  office  should  take  into  considera- 
tion the  construction  of  a  passenger  depot?  It  would  appear  as 
though  the  Camp  would  require  a  central  passenger  station  of  con- 
siderable size,  and  perhaps  two  additional  stations  of  the  '  suburban 
shelter '  type. 

•  ••♦*•• 

"4.  This  building  has  been  designed  to  utilize  the  standard  con- 
struction of  20- foot  buildings. 

"  5.  Will  you  please  advise  if  this  office  is  to  take  any  action  looking 
to  the  construction  of  a  passenger  station?  " 

On  September  7,  1917,  Maj,  Shaw  wired  the  Officer  in  Charge  of 
Cantonment  construction  as  follows: 

"  Reference  my  letter  August  21st  regarding  passenger  and  express 
facilities  Camp  Beauregard.     Is  such  a  building  to  be  authorized! " 

The  following  reply  was  sent  to  Maj.  Shaw,  the  constructing  quar- 
termaster, by  the  Officer  in  Charge  of  Cantonment  Construction ; 

"  Reference  your  telegram  of  September  seventh  and  letter  of 
August  twenty-first.  Government  has  no  right  to  expend  funds  for 
sucn  purpose  as  mentioned  in  your  letter.  This  office  has  no  objection 
to  the  railroad  company  building  its  own  station  at  its  own  expense. 
The  site,  however,  should  be  selected  after  conference  with  Division 
Commander,  railroad  company,  and  yourself." 

Thereupon,  Maj.  Shaw  advised  the  American  Express  Co.  by  wire 
as  follows : 

"  Just  been  advised  by  Washington  that  no  depot  building  will  be 
constructed  at  Government  expense.  Suggest  you  take  matter  up 
with  the  railroad  company  operating  into  camp.' 

Concerning  instructions  given  by  him  to  claimant  relative  to  this 
matter,  Maj.  Shaw  testified  as  follows: 

" Question:  Major  Shaw,  you  notified  one  of  tlie  express  com- 
panies in  writingthat this  depot  woidd  not  be  constructed  at  Govern- 
ment expense.  Do  you  recall  whether  you  notified  the  Louisiana 
Railroad  &  Navigation  Company  to  the  same  effect ! 

"  Mr.  Shaw.  I  doubt  very  much  if  I  notified  them  in  writing,  but 
I  am  certain  that  they  were  advised,  either  formally  or  informally 
to  the  same  effect." 

23,  The  depot  was  constructed  at  an  expense  of  $7,328.04,  The 
American  Express  Co.  paid  claimant  $2,722.74,  leaving  an  investment 
by  claimant  of  $4,606.30. 

24.  The  depot  was  on  the  Government  reservation  when  the  Gov- 
ernment sold  its  buildings  to  J.  W.  Alexander  et  al.  The  transfer 
stated  that  the  Government  did  not  sell  any  buildings  on  the  camp 
site  not  owned  by  the  Government.    Mr.  Alexander  shows  in  the 
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following  sworn  statement  the  information  given  him  by  the  con- 
struction quartermaster  relative  to  this  building: 

"I  was  told  by  Major  McCoimell  that  the  depot  about  which  I 
have  been  questioned  belonged  to  the  Government  and,  according  to 
my  recollection,  the  depot  was  included  in  the  list  of  buildings 
furnished  by  the  construction  quartermaster  as  buildings  being  sold 
by  the  Government." 

The  Beauregard  Development  Co.  (Inc.)  demolished  the  building 
in  March,  1920,  and  sold  the  material. 

25.  Claimant  advances  two  theories  on  which  this  item  of  the 
claim  should  be  paid,  either  of  which  it  is  contended  should  be  suffi- 
cient to  justify  payment.  First,  it  is  argued  that  this  building  was 
constructed  in  accordance  with  an  informal  agreement  arising  under 
the  act  of  March  2,  1919.  Secondly,  claimant  insists  that,  in  view 
of  the  fact  that  the  purchasers  of  Government  buildings  on  the  camp 
site  demolished  this  building  under  the  impression  that  same  was 
Government  property,  the  Government  should  remunerate  claimant 
for  the  expense  of  erecting  the  depot. 

26.  The  act  of  March  2,  1919,  authorizes  the  Secretary  of  War  to 
adjust,  pay  or  discharge  certain  informal  agreements  that  have  been 
entered  into  "  during  the  present  emergency  and  prior  to  November 
twelfth,  nineteen  hundred  and  eighteen."  lu  order  therefore  for 
this  Board  to  assume  jurisdiction  of  this  item  of  the  claim,  the 
agreement  under  which  same  is  filed  must  have  been  entered  into 
before  November  12,  1918.  The  evidence  clearly  shows  that  the 
Government  gave  no  promise  prior  to  November  12,  1918,  that  it 
would  pay  for  the  construction  of  this  building.  On  the  contrary, 
claimant  was  actually  notified  that  the  Government  would  not  bear 
this  expense.  Thereafter  the  depot  was  erected  and  the  cost  pro- 
rated between  claimant  and  the  American  Express  Co. 

27.  Claimant  has  called  attention  to  the  conference  of  January  21, 
1919,  in  which  certain  War  Department  officials  recommend  that 
claimant  be  paid  for  the  depot  in  view  of  the  fact  that  same  is 
considered  "Additions  and  Bettennents,"  If  claimant  depends  on 
an  agreement  made  on  January  21,  1919,  it  is  readily  seen  that  such 
an  agreement  comes  too  late  to  be  considered  under  the  act  of  March 
2,  1919.  This  Board  is  without  jurisdiction  to  adjust  such  an  in- 
formal agreement. 

28.  Likewise,  this  Board  has  no  authority  to  consider  an  informal 
agreement,  implied  or  otherwise,  arising  on  May  22, 1919,  from  an  act 
of  the  Government.  The  buildings  on  the  camp  site  were  sold  sev- 
eral months  after  the  armistice,  and  it  is  neither  necessary  nor  proper 
to  discuss  the  effect  of  the  transfer  by  the  Government  to  J.  W. 
Alexander  et  al. 

29.  In  view  of  the  fact  that  the  Secretary  of  War  has  not  jurisdic- 
tion to  adjust  this  item  of  the  claim,  the  Board  disallows  same 
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without  discussing  the  merits  involved.  Claimant  must  seek  its 
relief,  if  any,  in  the  Treasury  Department  or  a  court  of  competent 
jurisdiction. 

DIBPOSmON. 

This  Board  will  make  and  transmit  to  the  Transportation  Section, 
War  Department  Claims  Board,  a  statement  of  the  nature,  terms, 
and  conditions  of  the  agreement  and  certificate  "  C,"  covering  items 
1,  2,  3,  4,  and  6  of  this  claim,  for  action  in  the  manner  provided  in 
subdivision  "  C,"  section  6,  Supply  Circular  No.  17,  Purchase,  Stor- 
age, and  Traffic  Division,  treneral  Staff,  1919. 

Lieut.  Col.  McKeeby  and  Capt.  Morgan  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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November  16,  1920. 
Case  No.  2606. 


1.  KAILKOAS  FACHJTISS— OXHESAL  OKD£E  SO.  IS  OF  EAILEOAD  AD- 
KHHSTKATION. — Wbere  b  railroad  company  at  Uie  request  of  the  Oot- 
emment  oonitmoti  a  tldliiE  adJoUtliiK  a  ehemloal  plant  operated  iy  tbo 
GoTonuBent,  the  QoTemmeat  li  obligated  to  r«lmbTine  the  ratlroad  oom- 
pany  for  the  cott  of  the  conitrnotion  and  remoTal  of  that  portion  cf  the 
■Idlnff  on  the  railroad  right  of  way  from  the  olearance  point  to  the 
on ter 'boundary  of  the  right  of  vay  In  addition  to  that  portion  of  the  tid- 
ing beyond  the  right  of  way. 

S.  CZAIM  AND  SEGZBIOK.— Claim  for  $488.81  nnder  the  aot  of  Kareh  8,  1919, 
for  the  coit  of  the  oonitmetlon  of  a  ddlng  adjoining  a  OoTemment 
ohenloal  plant  at  WfUonghby,  Ohio.  The  factt  are  itated  in  an  opinion 
denying  relict  reported  In  Volume  S,  page  658.  On  appeal,  the  Beo- 
retary  of  War  *et  ailde  the  deolilon  and  remanded  the  eaie  to  the 
War  Department  Clalmi  Board  to  determine  the  portion  of  the  ooit  to  he 
paid  hy  the  Oovernment.  0pon  further  inveitlgatlon,  it  wa*  found  that 
olalioant  did  not  amortiie  any  part  ot  the  ooit  of  the  track  iUToWed. 
Held,  claimant  li  entitled  to  reoorer  entire  coit  ot  siding  on  railroad 
right  of  way  from  clearance  point  to  outer  boundary  of  right  ot  way, 

Maj.  Miller  Trriting  the  opinion  o.f  the  Board. 

FINDINGS  OF  FACT  AND  DECISION. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  claim  for  $426.21  was.  decided  adversely  to  claimant  by  a 
decision  of  the  War  Department  Board  of  Contract  Adjustment 
reported  in  Volume  6,  page  659,  whereupon  claimant  appealed  to 
the  Secretary  of  War. 

2.  On  November  1, 1920,  the  Secretary  of  War  remanded  the  claim 
to  the  War  Department  Claims  Board  with  the  following  order : 

"  November  1, 1920. 
«In  the  matter  of  the  claim  of  New  York|(,„  appeal  before  the 
Central  Kailroad,  Board  of  Contract  Ad-  i    Sf>f  Tvtnrr  nt  Wnr 
jiBtment,  Caise  Ho.  150-C-260(i.  [   '^"'^'^  "'  ""• 

"TTpon  consideration  of  the  record  in  this  matter,  it  is  directed 
that  the  decision  of  the  Board  of  Contract  Adjustment  be  set  aside 
and  that  further  proceedings  be  had  in  accordance  with  the  accom- 
panying recommendation. 

"(Signed)  Newton  D,  Baker, 

"  Secretary  of  War." 
177    z*-' 
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8.  The  recommendation  of  the  special  adviser  is  as  follows : 
**  This  is  a  claim  for  the  cost  of  the  construction  of  a  railroad  sid- 
ing appurtenant  to  a  chemical  plant  operated  by  the  Government. 
The  construction  of  thff  siding  was  requested  by  a  representative  of 
the  United  States,  and  a  Treasury  check  was  forwarded  '  to  serve  as 
a  guarantee  for  payment  on  this  siding.'  The  cost  of  the  portion  of 
the  side  track  which  was  laid  outside  of  the  railroajl  right  of  way 
has  already  been  paid^  and  the  present  claim  relates  to  the  cost 
of  that  portion  of  the  siding  which  was  laid  on  the  railroad  right  of 
way  between  the  'clearant-e  point'  and  the  outer  boundary  of  the 
right  of  way.  The  decision  or  the  Board  denies  claimant  relief,  and 
the  Board  bases  its  decision  on  the  ground  that  prior  to  the  construc- 
tion referred  to  The  Adjutant  General  had  given  notice  that  the 
Government  would  not  pay  for  connecting  finks  of  rail  between 
Government  reservation  and  railway  systems,  and  had  notified  the 
railroad  that  in  accordance  with  prior  custom,  the  railways  would 
be  compelled  to  bear  the  cost  of  such  connecting  links.  The  Board 
expresses  the  opinion  that  it  was  understood  between  the  Gtovenunent 
and  the  railroads  that  this  rule  applied  to  Government-owned  factory 
sites  requiring  railroad  facilities,  as  well  as  to  Government  reserva- 
tions such  as  army  camps  and  cantonments.  Finding  nothing  in  the 
record  justifying  the  opinion  expressed  by  the  Board,  I  believe  that 
upon  the  Government's  request  that  the  siding  in  question  be  con- 
structed, an  implied  obligation  arose  to  pay  a  just  proportion  of  its 
cost,  taking  into  account  the  usual  custom  of  railroad  companies  and 
their  patrons  in  connection  with  the  installation  of  such  facilities,  as 
well  as  the  respective  benefits  derived  by  the  Government  and  the 
railroad  from  the  track  in  Question.  The  i-egulation  of  the  Railroad 
Administration  indicating  tnat  such  a  track  sliould,  as  a  rule,  be  paid 
for  by  the  industry  for  which  it  is  constructed,  but  that  in  excep- 
tional cases  the  cost  should  l>e  adjusted  in  accordance  with  the  equi- 
ties of  the  situation,  tends  to  confirm  this  conclusion.  I  recom- 
mend that  it  be  directed  that  the  decision  of  the  Board  be  set  aside, 
and  that  the  War  Department  Claims  Board  cause  such  further  in- 
quiry to  be  made  as  may  be  necessary  to  ascertain  whether,  in  -view 
of  the  profits  incident  to  the  business  involved  and  all  the  surround- 
ing circumstances,  it  is  just  that  the  cost  of  the  track  in  question,  or 
a  portion  tliereof ,  he  borne  by  the  United  States,  and  that  claimant 
be  allowed  compensation  for  such  portion,  if  any,  of  the  cost  of  the 
track  as  may  be  found  just. 

"(Signed)  R.  C.  GooDAtE, 

"  Special  Adviser." 

4.  By  direction  of  the  Secretary  of  War,  as  set  forth  in  the  fore- 
going order,  the  decision  of  the  War  Department  Board  of  Contract 
Adjustment  dated  June  30, 1920,  denying  relief  is  hereby  vacated  and 
set  aside. 

5.  It  is  not  necessary  to  repeat  here  the  facta  related  in  the  former 
decision. 

6.  The  Board  has  conducted  further  inquiry  concerning  the  amount 
of  business  handled  by  claimant  in  connection  with  this  siding.  The 
track  in  question  was  constructed  in  October,  1918.    Shortly  there- 
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after  the  GoTemment  discontinued  the  operation  of  the  chemical 
pknt  at  Willoughbj,  Ohio.  The  plant  was  sold  to  a  private  industry, 
and  the  particular  portion  of  the  track  involved  in  this  claim  was 
■ordered  removed  since  it  was  not  required  by  the  purchaser  of  the 
plant.  Th^  construction  of  this  temporary  portion  of  the  track 
proved  of  no  real  benefit  to  claimant,  the  Government  business  which 
might  have  been  handled  over  the  siding  having  been  first  curtailed 
and  later  entii^ly  eliminated  on  account  of  the  armistice. 

7,  The  Board  finds  that  the  Government  is  obligated  to  pay  the 
entire  cost  of  the  construction  and  removal  of  that  portion  of  the 
siding  on  the  railroad  right  of  way  from  the  clearance  point  to  the 
outer  boundary  of  the  right  of  way.  The  track  was  not  used  for  a 
sufficient  length  of  time  to  permit  claimant  to  amortize  any  of  the 
cost  of  this  particular  part  of  track,  and  the  Government  should 
therefore  compensate  claimant  for  this  cost,  which  claimant  fixes  at 
$426J21. 

DISFOSniOK. 

The  Appeal  Section,  War  Department  Claims  Board,  hereby  trans- 
mits to  the  Transportation  Section,  War  Department  Claims  Board, 
the  decision  of  the  War  Department  Board  of  Contract  Adjustment 
dated  June  30,  1920,  hereby  vacated  by  order  of  the  Secretary  of 
War ;  a  statement  of  the  nature,  terms,  and  conditions  of  the  agree- 
ment, and  Certificate  "  C,"  both  executed  by  direction  of  the  Secre- 
tary of  War  for  action  in  the  manner  provided  in  Subdivision  C, 
Section  5,  Supply  Circular  No.  17,  Purchase,  Storage,  and  Traffic 
Division,  General  Staff,  1919. 

Lieut.  Col.  McKeeby  and  Capt.  Moi^an  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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1.  EXPEBZHENTAL  WO&K — COHTB  ACT  .—Where  cUimant  li  authorised  by 
as  offloei-  of  Ordnance  Department  to  make  experimental  oaitln^  of 
nlokel  iteel,  tor  pnrpoie  of  havlnK  chemleal  teiti  made,  and  In  oonrie  of 
the  work  expeniei  are  inonrred  which  were  Incidental  and  neoeiiary, 
and  where,  in  order  to  conterre  exoeii  metal,  it  beeame  neceisar;  to  poor 
sneh  metal  into  smaller  moldi,  and  where  the  O-OTemmeiit  tafcei  potiei- 
sloa  of  Bvoh  smaller  castlnKS,  there  li  an  Implied  agreement  on  the 
part  ot  the  Ooremment  to  reimburse  claimant  snob  ezpeaiei,  and  to  pay 
for  the  iraall  oaatlngs  at  the  fair  market  yalne  thereof  at  the  time  they 
were  taken. 

S.  CLAU  AND  DECISIOn.— Claim  for  $a,3Z7.H  transmitted  from  Ordnance 
Section,  War  Department  Claims  Board,  tor  determlnatton  of  whether 
an  agreement  with  olalmant  existed,  and  It  m,  the  natnre,  terms,  and 
conditions  thoreot.  Held,  an  aKreement  within  the  meaning  of  act  ot 
Karch  2,  1S18,  between  olalmant  and  OoTemment,  anthorlxUg  claim- 
ant to  make  experimental  "  beats  "  ot  nickel  steel,  and  claimant  ii  en- 
titled to  relief. 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDINGS   OF    FACT. 

The  Board  finds  the  foHowing  to  be  the  facts : 

1.  This  claim  for  $2,327.S4  arises  under  the  act  of  March  2,  1919, 
and  the  several  items  which  constitute  it  have  been  filed  with  the 
Ordnance  Claims  Board  at  various  times  and  on  various  dat«s  prior 
to  June  30, 1919.  However,  statement  of  claim,  Form  B,  under  Pur- 
chase, Storage  and  Traffic  division  Supply  Circular  No.  17,  1919, 
was  not  filed  until  the  7th  day  of  April,  1920,  The  entire  record 
has  been  forwarded  to  the  Appeal  Section,  War  Department  Claims 
Board,  by  the  Ordnance  Section,  War  Department  Claims  Board,  by 
a  letter  of  transmittal  dated  September  18, 1920,  which  is  here  set  otit : 
Subject:  Hess  Steel  Corp.  OBC-3153,  War  Order  P-7284r-2260-A. 

"  1.  In  the  consideration  of  the  above  daim  by  the  Ordnance 
Section,  War  Department  Claims  Board,  it  develops  that  the  tenta- 
tive award  submitted  by  the  Philadelphia  District  Office  is  based  on 
a  verbal  agreement  rather  than  any  records  which  may  be  found  in 
the  Ordnance  files.  The  entire  file,  consisting  of  the  supporting 
])apers  from  Philadelphia,  statutory  award  Form  1,  Procurement 
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File  on  contract  P-7284-3260A,  and  Procurement  File  on  contract 
G-623-303C,  are  transmitted  herewith  for  your  information.  It  is 
re(iuest«d  that  your  Section  determine  whether  an  agreement  existed 
with  the  Hess  oted  Corporation;  and  if  so,  the  nature  and  terms  of 
sai'd  agreement." 

2.  It  appears  tiiat  on  October-  27,  1619,  Maj.  A.  C.  Henderson, 
of  the  Ordnance  Department,  prepared  a  "  certificate  of  inspection 
Eind  receipt"  regarding  this  claim.  In  which  he  certifies  that  "the 
property  purchased  and  the  work  done  as  represented  by  the  various 
items  so  filed,  were  necessary  for  the  public  service,  and  that  the 
prices  were  just  and  reasonable,  and  are  in  accordance  with  the 
agreement." 

3.  The  matter  was  in  the  first  instance  submitted  to  the  PhUadel- 
phia  Ordnance  District  Claims  Board,  and  after  having  been  in- 
vestigated by  that  organization,  on  August  10,  1920,  a  statutory 
award  was  tendered  the  claimant,  in  which  it  was  stated: 

"(2)  The  Secretary  of  War  hereby  awards  to  said  claimant  the 
sum  of  $2,723,54  *  •  *  which  shall  be  in  full  adjustment,  pay- 
ment, and  discharge  of  said  agreement." 

This  award  was  accepted  by  claimant  on  August  26,  1920,  and  a 
voucher  was  made  out  in  accordance  with  the  findings  of  the  Phila- 
delphia Ordnance  District  Claims  Board,  but  the  award  and  voucher 
were  not  approved  by  the  Ordnance  Section  of  the  War  Department 
Claims  Board. 

4.  The  claim  arises  under  the  following  circumstances:  During  the 
year  of  1918  the  claimant  was  engaged  in  the  steel  industry  in  Balti- 
more, Md.  In  the  month  of  April  of  that  year  the  Ordnance  De- 
partment entered  into  negotiations  with  claimant  for  a  certain  num- 
ber of  "heats"  of  electric  furnace  steel.  These  negotiations  were 
followed  by  a  procurement  order,  War-Ord-P-7284r-2260-A,  dated 
May  4,  1918,  This  procurement  order  called  for  "  24  tons,  more  or 
less  {2,000  pounds  each)  of  electric  nickel-steel  ingots,"  which  said 
nickel  steel  was  to  conform  with  the  Government  analysis  which 
was  made  a  part  of  the  procurement  order.  It  was  further  provided 
in  section  4  of  the  procurement  order  that  t!ie  material  ordered  was  to 
be  made  and  delivered  during  the  month  of  May,  1918.  Thus,  it  will 
be  seen  that  this  procurement  order  was,  in  fact,  a  formal  contract 
within  the  exceptions  of  section  3744,  Revised  Statutes.  This  pro- 
curement order  was  accepted  by  claimant.  Thereafter,  on  May  29, 
1918,  procurement  order  War-Ord-P-7284-2260-A  was  amended  to 
the  extent  of  changing  the  shipping  instructions  for  the  material  so 
ordered.  This  amendment  was  accepted  by  claimant.  Thereafter, 
on  August  24,  1918,  a  second  amendment  to  the  original  procure- 
ment order  was  made,  which  was  also  accepted  by  claimant.    The 
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second  amendment  is  in  the  following  words,  letters,  figures,  and 
signs: 

"  War  Departmemt 

Prooohemknt  Division 

Sixth  and  B  Streets,  N.  W. 

Office  of  the  Chief  of  Ordnancx 

Washington,  D,  C. 

2nd  Amendment  to  Procurement  Order,  War-Ord-P7284-2260A. 

August  24, 1818. 


Firm :  Hess  Steel  Compsny,  Quantity,    13,145   potmds, 

Address :  Baltimore,  Maryland.  more  or  less. 

Order  For:  Electric  Nickel  Steel  Ingots.  Price,      $7.06      per      100 
pounda. 

Oentlemen : — 

Keferring  to  the  order  placed  with  you  under  date  of  May  4,  1918, 
for  Twenty  Four  (24)  tons,  more  or  Jeea  (of  2,000  pounda  each)  of 
Electric  Nickel  St^  Ingots  (Procurement  Order,  War-Ord-P7284- 
2260A)  as  amended  under  date  of  May  29,  1918,  the  United  States 
of  America  acting  through  the  undersigned  under  direction  of  the 
Ohief  of  Ordnance,  hereby  informs  you  that  in  order  to  cancel  a  part 
of  said  order  by  reducing  the  quantity  of  said  Ingots  to  Thirteen 
Thousand  One  Hundred  Forty  Five  (13,145)  pounds,  more  or  less, 
the  said  Procurement  Order,  as  amended,  is  hereby  further  amended 
by  amending  Paragraph  one  thereof  to  read  as  follows : 

1.  1  am  directed  by  the  Acting  Chief  of  Ordnance  to,  and  do 
hereby  give  you  an  order  for  Thirteen  Thousand  One  Hundred  Forty 
Five  13,145)  pounds,  more  or  less,  of  Electric  Nickel  St«Bl  Ingots. 

2.  Any  communication  in  connection  with  this  Amendment  must 
refer  to  P7284r~2260A ;  PR.  If  you  accept  this  Amendment  kindly 
wire  this  office  to  that  effect  and  endorse  and  return  the  enclosed  copy 
in  the  manner  indicated  thereon. 

tlNrTBO  States  of  America, 
By  K.  P.  Lamont, 
( JT :  AB  Cot,  OtA.  Dept,  U.  S.  A." 

The  foregoing  statement  is  embodied  in  these  findings  of  fact 
for  the  purpose  of  having  before  us  a  history  of  the  transaction 
from  its  inception.  Neither  the  procurement  order  of  May  4,  1918, 
nor  the  subsequent  amendments  thereto  have  any  direct  bearing 
upon  the  matters  in  the  present  issue. 

5.  Prior  to  the  acceptance  of  the  procurement  order,  and  as  a 
result  of  the  negotiations  then  pending  between  claimant  and  the 
representatives  of  the  Ordnance  Department,  it  was  deemed  expe- 
dient that  claimant  should  cast  two  experimental  "  heats,"  to  be 
poured  in  Buckeye  molds.  These  "  heats "  were  to  be  cast  in  two 
20-inch  ingots  and  were  for  the  purpose  of  having  certain  tests 
made,  in  order  to  determine  whether  or  not  the  steel  was  of  the 
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samt:  character  and  quality  as  was  required  by  the  Qovernment. 
The  two  experimental  "heats"  were  made  and  the  20-inch  ingots 
were  poured.  In  this  operation  it  became  necessary  to  dispose  of 
whatever  metal  remained  in  the  ladle  after  the  pouring  of  the  20- 
inch  ingots  had  been  effected,  and  in  order  to  save  this  m^al  sixteen 
9-inch  ingots  were  poured.  One  of  the  20-inch  ingots  was,  at  the 
direction  of  the  Ordnance  Department,  carted  from  the  plant  of  the 
claimant  to  the  Midvale  Steel  plant,  and  the  other  was  taken  by  truck 
to  the  plant  of  the  Bethlehem  Steel  Co.  at  Sparrows  Point,  Md.,  the 
purpose  being  to  subject  the  ingots  to  the  governmental  tests.  Aft«r 
the  20-inch  ingots  had  been  tested  they  were  accepted  by  the  Gov> 
ernment,  and  have  been  paid  for,  and  the  payment  for  which  is  not 
in  any  wise  a  part  of  the  instant  claim. 

6.  The  (Government  took  possession  of  the  sixteen  9-inch  ingots, 
but  no  payment  has  been  made  for  this  metal.  The  claim  here  to  be 
disposed  of  is,  apart  from  the  value  of  the  9-inch  ingots,  composed 
of  expenses  incurred  in  the  production  of  the  20-inch  ingots  herein- 
before referred  to,  and  in  order  that  a  better  understanding  of  these 
several  items  may  be  had  it  is  thought  advisable  to  set  them  out  in 
detail : 

4/18    Express   chnrges 5273.  T5 

5/16    6  pes.  asbestos  mill  hoard,  30#.  ut  $0.15 4.50 

4/18    Hauling  t«o  Iron  eaatliigs  welghiDg  4  tons  each  from  Wells 

Fargo  Express  to  Lonejs  Land.  Lithlcum'e  bill,  4/2 25.  00 

S/3      2  slieets  asbestos  mill  board,  Kensb;  &  Mattlson's  bill,  10#, 

at  f0.15 1.  60 

5/1      1  plate  per  R.  C.  Hoffman's  Invoice  5/1,  91#,  at  $0.03i 3. 1ft 

5/fi      Load  gleel.  inclndiDR  toll  to  Philadelphia 82.40 

6/9  Hauling  steel  from  Sparrows  Point,  5i  tons,  10  hours,  at  S3.50-  35. 00 
5/10    Load  Hteel,  Including  toll   to  Philadelphia,  as  per  Maryland 

Trucking  &  Transfer  Co.'s  invoice 82.40 

5/31    Charcoal,  75#,  at  $0028 2. 10 


Soft  whitewash  brush— 
75  Clay  straights.. 
75  Clay  straights.. 


Bag  flre  clay,  used  for  20-Inch  molds.. 


967. 97 

8/31    Handling  and  heating  1  steel  boom  us  directed 30. 00 

10/13    Hot  tops  SF/352,  at  51.57  each 12.56 

Drayage 1.  50 


Total 2,  327,  64 

The  several  items  above  set  out  were  incident  to  the  experimental 
work  and  were  incurred  by  claimant  in  that  connection. 

7.  Since  the  date  of  filing  this  claim  the  Baltimore  Trust  Co.  has 

filed  a  petition  in  the  circuit  court  of  Baltimore  city  praying,  among 

other  things,  that  the  Hess  Steel  Corporation  be  placed  in  the  hands 

of  a  receiver.     By  an  order  of  said  court  dated  August  23, 1920,  the 
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Baltimore  Trust  Co.  and  C.  C.  Pusey  were  appointed  receivers  of 
the  Hess  Steel  Corporation  with  power  and  authority  to  take  charge 
and  possession  of  the  goods,  wares,  and  merchandise  of  said  corpora- 
tion, and  to  collect  the  outstanding  debts  due  said'  corporation.  The 
receivers  for  the  Hess  Steel  Corporation  have,  by  proper  petition, 
together  with  a  certified  copy  of  the  order  of  the  circuit  court  of 
Baltimore  City  showing  their  appointment,  filed  before  this  Board, 
asked  to  be  made  parties  claimant  to  this  action  now  pending  against 
the  United  States,  which  said  petition  has  been  made  a  part  of  the 
record  herein.  The  Baltimore  Trust  Co,  and  C.  C.  Pusey  were,  on 
the  25th  day  of  October,  1920,  substituted  as  parties  claimant  in 
lieu  of  the  original  claimant,  the  Hess  Steel  Corporation. 

8.  It  appears  from  the  record  that  the  Hess  Steel  Corporation  was 
indebted  to  the  War  Credits  Board  in  the  sum  of  $100,000.  The  rec- 
ord fails  to  disclose  that  satisfaction  to  the  Government  in  this 
amount  has  at  any  time  been  made. 


1.  The  authorization  to  the  claimant  by  the  Ordnance  Department 
to  cast  the  two  experimental  "  heats  "  into  the  20-inch  molds  in  order 
that  the  character  of  the  metal  might  be  determined,  was  a  separate 
and  independent  transaction  from  the  order  for  20-inch  nickel-steel 
ingots  as  specified  in  the  formal  contract  No.  P-7284-2260-A,  and 
created  an  implied  agreement  between  the  claimant  and  the  United 
States,  within  the  terms  of  the  act  approved  March  2,  1919,  whereby 
the  United  States  is  obligated  to  reimburse  claimant  the  expenses 
and  costs  incurred  in  connection  with  the  experimental  work  and  for 
the  sixteen  9-inch  ingots  so  cast,  at  the  fair  market  value  thereof  at 
the  date  when  the  ingots  were  taken  by  the  Government. 

2.  We  are  of  the  opinion,  and  so  hold,  that  the  various  items  of 
the  claim  as  set  forth  in  the  findings  of  fact  constitute  a  valid  and 
subsisting  claim  against  the  United  States;  that  the  same  are  legiti- 
mate and  should  be  paid.    The  relief  prayed  for  is  granted. 

DiarosrriOK. 

The  War  Department  Claims  Board,  Appeal  Section,  will  make 
and  transmit  a  statement  of  the  nature,  terms,  and  conditions  of  the 
agreement,  and  Certificate  C,  to  the  Ordnance  Section,  War  Depart- 
ment Claims  Board,  for  action  in-  the  manner  provided  in  subdi- 
vision (c),  section  5,  Supply  Circular  No.  17,  Purchase,  Storage  and 
Trafiic  Division. 

Lieut.  Col,  McKeeby  and  Mr.  Mareum  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 


November  18,  1920. 
Case  Ko.  2511. 

In  re  CLAHC  OT  CAKLSOlT-WXSaTXOlt  00. 

1.  CI^SS  "  B  "  CLAIK  OH  APIEAL  TO  SECSETART  OF  WAS.— Where  a  aon- 
traotor  at  the  reqaeit  at  an.  gllleer  of  the  Ordnance  Froductlun  Depart' 
ment  porehaiei  additional  machinery  to  expedite  prodnctlon  on  a  con- 
tract whleh  ha*  been  delayed  by  fallnxe  of  the  Ordnance  Department  to 
make  dellTeriei  of  toriflnK*  on  time,  and  1«  promiied  that  the  United 
State*  will  relmbnrie  It  tor  ineh  expendltnrei,  ineh  facti  oonttltnte  an 
Informal  aKreement  wltbln  the  pnrrlew  of  the  aot  of  Karoh  S,  laiS. 

S.  FACTS  AHD  DECISION. — The  decliion  of  the  Board  of  Contract  Adjnat- 
ment  Tendered  In  thlt  ea*e  on  Xay  S,  19S0,  denylnf  relief  ii,  on  appeal 
to  the  Secretary  of  War,  reTeried  and  the  relief  aakcd  for  U  ordered 
grtntod. 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

(OR  ■zoonsm^LATioN — bt  obdes  or  thr  bkcbbtaby  of  war.) 

FINDINOfi  or  FACT. 

1.  On  May  8,  1920,  the  Board  of  Contract  Adjustment  rendered  a 
decision  in  the  above-styled  claim,  denying'  claimant  any  relief.  On 
appeal  to  the  Secretary  of  War,  that  decision  was  reversed  by  order 
dated  October  29,  1920. 

2.  This  claim  is  for  reimbursement  in  the  sum  of  $21,342.64  for 
expenditures  made  by  claimant  for  additional  machinery  purchased 
for  the  purpose  of  expediting  production  of  4.7"  gun  sights. 

5.  By  the  terms  of  formal  contract  C.  F.  289,  entered  into  between 
claimant  and  the  United  States,  by  J.  A.  Eice,  lieutenant  colonel, 
Ordnance  Department,  dated  October  17, 1917,  claimant  was  to  make 
for  and  sell  to  the  United  States  two  hundred  and  eigbty-sis  4,7" 
gun  sights,  front  and  rear,  complete,  at  $250  each,  the  forgings  to 
be  furnished  fay  the  United  States,  and  deliveries  to  "  Iw  made  in  ac- 
cordance with  instructions  to  be  furnished  by  the  Supply  Diviaion 
of  the  Ordnance  Department,  to  begin  on  or  before  December  31, 
1917,  and'the  entire  contract  to  be  completed  on  or  before  May  31, 
1918." 

6.  While  the  contract  did  not  specify  when  the  forgings,  specifica- 
tions, drawings,  etc.,  were  to  be  furnished  to  the  contractor,  never- 
theless the  specifications  and  drawings,  and  some  of  the  forgings. 
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would  have  to  have  been  delivered  prior  to  December  31,  1917,  in 
order  to  enable  the  contractor  to  begin  deliveries  by  that  time.  The 
proof  also  shows  conclusively  that  forgings  were  to  be  at  claimant's 
plant  on  December  31,  1917. 

No  forg^ngs  were  delivered  until  April,  1918,  and  an  important 
drawing  was  not  furnished  until  July,  1918. 

Claimant's  plant  was  sufficiently  equipped  to  have  enabled  it  to 
complete  this  contract  on  time  if  the  forgings,  specifications,  and 
drawings  had  all  been  supplied  in  sufficient  time.  However,  owing  to 
the  failure  of  the  Ordnance  Department  to  supply  the  contractor 
with  the  forgings,  etc.,  so  much  time  had  elapsed,  and  there  was  such 
a  great  demand  for  the  gim  sights  by  our  forces  in  France,  tliat  Lieut. 
S.  S.  Parsons,  of  the  Philadelphia  Ordnance  Production  Department, 
requested  claimant  to  purchase  and  install  additional  machinery  in 
order  to  expedite  production,  and  stated  that  claimant  would  be  taken 
care  of  on  the  purchase  of  the  additional  machinery.  Similar  re- 
quests and  assurances  were  made  by  T.  J,  Brown,  a  civilian  employee 
of  the  Philadelphia  Ordnance  Production  Department,  who  was  as- 
sistant to  Lieut.  Parsons ;  and  also  by  Robert  T,  Harris,  Chief  In- 
spector of  Ordnance  in  the  Philadelphia  District  Ordnance  Office, 

7.  Acting  upon  these  requests  and  assurances  of  the  above-men- 
tioned officers  of  the  Ordnance  Department,  claimant  did,  during  the 
spring  and  summer  of  1918,  and  prior  to  November  12,  1918,  make 
expenditures  for  additional  machinery  to  expedite  the  production 
of  4.7"  gun  sights  on  contract  No,  C.  F.  289. 

8.  Production  on  the  formal  contract  was  suspended  after  the 
armistice  at  the  request  of  the  United  States,  and  a  settlement  agree- 
ment thereon  has  been  entered  into  between  the  contractor  and  the 
United  States.  The  present  claim,  therefore,  relates  only  to  the 
additional  machinery  purchased  to  expedite  production. 


1.  The  Appeal  Section  finds:  (1)  That  an  informal  agreement 
was  entered  into  between  claimant  and  the  United  States  prior  to 
November  12,  1918,  by  the  ternis  of  which  th^  claimant  was  to  pur- 
chase additional  machinery  to  expedite  production  of  4.7-inch  gun 
sights,  and  that  claimant  was  to  be  reimbursed  by  the  United  States 
for  such  expenditures;  (2)  that  upon  the  faith  of  this  agreement, 
cliamant  did  make  expenditures  and  incur  obligations  prior  to 
November  12, 1918;  (8)  that  it  is  such  an  agreement  as  the  Secretary 
of  AVar  is,  by  the  act  of  March  2, 1919,  authorized  to  adjust,  pay,  or 
discharge  upon  a  fair  and  equitable  basis. 
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2.  The  decision  of  the  Board  of  Contract  Adjustment  rendered  in 
this  claim  on  May  8,  1920,  and  the  formal  order  denying  relief  en- 
tered on  the  same  day  are  hereby  vacated. 

DISPOSmON. 

The  Appeal  Section  will  make  and  transmit  a  statement  of  the 
miture,  terms,  and  conditions  of  the  a^'eement,  and  certificate  C,  to 
the  Ordnance  Section,  War  Department  Claims  Board,  for  action  in 
the  manner  provided  in  subdivision  (c) ,  section  5,  Supply  Circular 
No.  17,  Purchase,  Storage,  and  Traffic  Division. 

Lieut  Col.  McKeeby  and  Lieut  Hendon  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board, 
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Case  No.  3019. 

In  re  cum  or  ALBBEI  XTLLSJL  A  CO. 

I.  EALXfl — WHEir  TITLE  PASSES, — Where  claimant'*  oonttact  provide!  for 
Atllveiy  of  hay  t.  o.  b.  at  a  oertaln  point  and  claimant  dellveTi  the  lu>T 
there,  the  title  to  inoli  hay  therenpon  paiiei  to  the  QoTemment,  and  the 
SoTernmcnt  li  liable  to  claimant  for  the  eentraot  price  of  the  article  to 
de  lire  red. 

S.  CIAnc  ABO  DECmOH.— Claim  tor  |3,37t.l4  under  aot  of  Karoh  t,  191>,  foi 
hay.    Held,  claimant  entitled  to  recover. 

Mnj.  lifiller  writing  the  opinion  of  the  Board. 

riNDINQS  or  FACTT. 

Tlie  Board  finds  the  following  to  be  the  facts: 

1.  This  case  arises  under  the  act  of  March  2,  1919.  Claimant  has 
filed  a  class  "A"  claim  under  the  provisions  of  Supply  Circular  No. 
17,  Purchase,  Storage,  and  Traffic  Division,  General  Staff,  dated 
Maroli  26,  1019.  for  $3,372.14,  by  reason  of  an  agreement  alleged  to 
have  l>eeii  entered  into  between  the  claimant  and  the  United  States. 

2.  The  claim  covers  the  alleged  value  of  a  shipment  of  hay  made 
by  claimant,  commission  merchants  {receivers  and  shippers  of  hay, 
straw,  nnd  grain),  of  Chicago,  111.,  in  compliance  with  the  following 
purchase  order  issued  to  claimant  on  May  24,  1917,  by  Col.  A,  D. 
Kniskern,  Q.  M.  C,  Depot  Quartermaster,  Chicago,  III. : 

"AII)ert  Miller  &  Co. 

"  1.320.000  at  21.00  f.  o.  b.  Melvin,  Mich.,  and  near-by  points. 

"  3,980,000  at  24.00  or  less  f.  o.  b,  Chgo.  or  near-by  points. 

"  Baled  75  lbs.  to  250  lbs. 

"Good  feeding  hay. 

"(Signed)  A.  D,  Knisbebn, 

"  Col,  Q.  M.  Corps,  Depot  Q.  M. 
"  Chgo.  5/24/17." 

3.  In  pursuance  of  this  order  a  shipment,  consisting  of  twelve  (12> 
cars,  promptly  went  forward  as  directed  and  reached  destination  in 
duo  course  of  transit  early  in  June,  1917.  The  depot  quartermaster, 
New  York  City,  did  not  have  sufficient  storage  facilities  to  care  for 
this  hay,  and  after  a  delay  of  fifty-four  (54)  days  the  hay  was  in- 
spected and  rejected,  claimant  refusing  to  receive  same. 
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4.  The  record  contains  th«  findings  of  a  board  of  officers,  con- 
vened under  the  provisiong  of  Circular  Letter  No,  60,  Director  of 
Purchase,  dated  August  29, 191!>,  which  appears  to  be  complete  as  to 
the  details  of  the  case,  and  the  same  is  therefore  quoted  as  follows : 

"War  Depaftmbht, 

"  General  Supply  Depot,  United  States  Armt, 

"  Zone  Se\xn, 

"  1819  W.  39th  Street,  Chicago,  Illinois. 

"  October  14,  1919. 

"^Change  No.  1,  Depot  Order  No.  618. 

"  Subject :  Unpaid  Bills  of  contractors. 

"1.  Depot  Order  Ko.  filS  is  hereby  rescinded. 

"  2.  In  compliance  with  instructions  contained  in  paragraph  two, 
Circular  Letter  No.  60,  from  the  Director  of  Purchase,  dated  August 
29, 1919,  the  f  ollowii^  board  of  oflicerB  is  appointed : 
"Lt.  Colonel  .L  M.  Churchill,  Q.  M.  Corps, 
"  Lt.  Colonel  Wilbur  Rogers,  Q,  M.  Corps, 
"Captain  Charles  R.  Bell,  Q.  M.  CorpB, 

"(In  compliance  with  Change  No.  2,  D.  O.  No.  618.) 

"  3,  All  unpaid  bills  now  in  the  hands  of  divisions  for  which  evi- 
dence of  delivery  cannot  be  obtained,  etc.,  will  be  presented  to  this 
board  with  all  the  evidence  in  question  for  their  action. 

"  4.  All  previous  instructions  on  unpaid  bills  now  in  the  hands 
of  the  board  appointed  by  Depot  Order  No.  618  will  be  turned  over 
to  the  above  board. 

(Change  No.  1  Depot  Order  No.  618,  October  1,  1919.) 
"  By  authority  of  the  Zone  Supply  Officer : 

"(Signed)  Geo.  F.  Unmacht, 

"£/.  Col.,  Quartermaster  Corps, 

"■Zone  Executive  Offieer. 

"  The  Board  met  pursuant  to  the  foregoing  order  at  9.00  A.  M., 
July  12,  1920. 

"Present — All  the  members. 

"  The  Board  then  proceeded  to  consider  the  claim  of  Albert  Miller 
&  Co.,  Chicago,  Illinois,  for  $3,372.14,  covering  twelve  (12)  cars  of 
hay  delivered  at  New  York  on  informal  purchase  order  issued  by 
A.  D.  Kniskern,  Colonel  Q.  M.  Corps,  May  24, 1917,  Colonel  Kniskem 
being  at  that  time  Depot  Quartermaster,  Chicago,  Illinois. 

"The  Board  has  carefully  considered  the  claim  of  Albert  Miller 
&  Company,  Chicago,  Illinois  (Exhibits  "A"  to  "H,"  inclusive; 
"J"  to  "P,"  inclusive,  and  "R"  and  "S"  attached)  and  finds  that 
pursuant  to  informal  purchase  order  issued  by  Colonel  A.  D.  Knis- 
kem, May  24, 1917,  the  Miller  Company  shipped  twelve  (12)  cars  of 
hay  (listed  Exhibit  "  H  ")  to  the  Depot  Quartermaster  at  New  York 
City  toward  the  end  of  May,  1917,  wnich  arrived  at  New  York  early 
in  June,  1917.     By  the  terms  of  the  contract  the  hay  was  sold 
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F.  O.  B.  and  subject  to  inspection  at  destination.  It  appears  that 
on  June  4,  1917,  tne  Depot  Quartermaster  at  New  York  telegraphed 
the  Depot  Quartermaster  at  Chicago  to  hold  up  shipment  of  hay 
as  the  Depot  Quartermaster  at  New  York  was  without  means  to 
handle  same;  the  hay,  however,  had  already  been  shipped.  The 
Depot  Quartermaster  at  Chicago  telegraphed  the  Depot  Quarter- 
master at  New  York  on  June  4, 1917,  to  reject  the  twelve  cars  of  hay 
on  account  of  its  being  surplus. 

"  It  appears  that  the  Miller  Company  had  no  knowled^  of  the 
desire  on  the  part  of  the  Government  to  reject  this  hay  until  August 
2,  1917.  The  exact  location  of  the  hay  in  the  meantime  can  not  be 
ascertained;  it  appears,  however,  that  it  was  unloaded,  placed  on 
barges,  and  finally  delivered  at  Pier  #  2,  Hoboken,  N.  J,  Inspec- 
tion was  not  made  until  July  28,  1917,  though  the  hay  arrived  early 
in  June,  1917.  Inspection  showed  hay  to  be  unfit  for  use.  The  Le- 
high Railroad  Company  could  not  get  the  Miller  Company  or  the 
Depot  Quartermaster  at  New  York  to  take  this  off  their  hands  and 
was  obliged  to  sell  same  for  charges. 

*'  The  Board  is  of  the  following  opinion : 

"  That  the  hay  should  have  been  inspected  promptly  on  its  arrival 
at  New  York ;  that  then  if  the  hay  was  found  to  be  unfit  for  use 
it  could  easily  have  been  rejected  and  turned  back  to  the  contractor; 
that  the  hay  might  have  deteriorated  through  improper  storage  be- 
tween the  time  of  its  arrival  early  in  June,  to  July  28th,  the  time  of 
its  inspection;  that  if  the  Depot  Quartermaster  at  Chicago  had 
promptly  taken  the  matter  up  with  the  contractor  on  June  4th,  and 
notified  him  of  the  Government's  desire  not  to  accept  this  hay  due 
to  lack  of  means  of  handling  same  at  New  York,  the  contractor  would 
have  had  an  opportunity  to  dispose  of  the  hay  before  the  accumula- 
tion of  demurrage  and  storage  charges;  that  the  Government  was  at 
fault  in  not  notifying  the  contractor  until  August  2,  1917,  of  its 
desire  to  reject  this  hay. 

"  The  Board  therefore  concludes  that  the  claim  of  Albert  Miller  & 
Co.,  Chicago,  111.,  for  the  12  cars  of  hay  ( @  $24.00  per  ton,  total  value 
$3,372.14)  delivered  at  New  York  early  in  June,  1917,  as  a  part  of  in- 
formal purchase  order  issued  by  Colonel  A,  D,  Kniskem,  May  24, 
1917,  is  correct  and  just  and  that  payment  for  this  hay  has  not  been 
made  and  recommends  that  claim  for  $3,372.14  be  paid. 

"  There  being  no  further  business  brought  before  it,  the  Board  ad- 
journed at  10 :  00  AM  to  meet  at  the  call  of  the  President. 
"  General  sitfplt  depot,         (Signed)  J.  M.  Chubchhx, 

"  Chicago,  Major,  Q.  M.  Corps,  President. 

"  Ilunois. 

"July  22,  1920.  (Signed)  Wilbttr  Eoqers, 

"  Appboved  as  hecommended.  Captain,  Q.  M.  Corps,  Member. 

"(Signed)  Edmdnd  K.  Tompkins, 
"  Lieut.  Colonel,  Q.  M.  Corps, 

"Acting  Depot  Quarterntaster. 

(Signed)  Charles  K,  Bell, 

Captain,  Q.  M.  Corps,  Recorder." 
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5.  The  erideDoe  before  ihe  Appeal  Section  confirms  the  facts  as 
related  in  the  findings  of  t^e  officers  who  investigated  this  claim  on 
July  12, 1920. 

6.  Mr.  E.  A.  Dillinbeck,  commission  merchant  of  Xew  York  City, 
has  furnished  this  Board  ao  affidavit  in  which  he  gives  information 
as  to  his  connection  with  the  transaction,  the  material  parts  of  his 
statement  being  as  follows : 

"  I  waa  only  acting  as  agent  for  Albert  Miller  &  Co.  in  selling  hay 
that  was  refused  by  the  government.  As  he  had  instructed  the  gov- 
ernment officials  here  in  New  York  to  deliver  all  hay  to  me,  consigned 
to  them,  which  was  rejected  by  the  govemment,  this  hay  was  detained 
a  long  time  before  the  government  notified  me  of  its  rejection,  and 
as  was  my  custom,  I  called  upon  the  R.  R,  authorities,  asking  them 
for  charges  on  the  hay.  When  I  discovered  that  they  were  very 
heavy  I  notified  Miller  &  Co.,  and  they  instructed  me  not  to  handle 
the  hay.  And  I  so  notified  the  R.  R.  Co,  In  order  to  relieve  their 
barges,  placed  the  12  cars  of  hay  upon  their  pier  No,  66,  foot  28th 
street.  This  hay  arrived  about  August  18,.  1918,  I  notified  the 
Lehigh  Valley  K,  K.  Co,  freight  agent  at  their  pier  66  again  that  I 
would  not  handle  the  hay,  and  was  informed  that  the  agent  at  that 
pier  sold  the  12  cars  of  hay  to  a  dealer  here  in  New  York." 

7.  Claimant's  invoices,  all  dated  May  25,  1917,  were  made  and  ad- 
dressed to  "  Depot  Quartermaster,  U.  S.  Army,  3615  Iron  St.,  Chi- 
cago, 111.,"  and  show  that  they  were  rendered  in  accordance  with 
the  instructions  contained  in  the  memorandum  purchase  order  form- 
ing the  basis  of  the  transaction  (Finding  No.  2)  and  that  shipments 
of  the  hay  had  been  made  on  Govemment  bills  of  lading. 


The  terms  and  conditions  of  the  agreement  required  claimant  to 
make  delivery  of  the  hay  f.  o.  b.  the  shipping  points  designated  in 
the  memorandum  purchase  order.  Upon  such  delivery  title  to  the 
hay  vested  in  the  Govemment,  and  therefore  any  question  as  to  the 
inspection  at  destination  is  not  to  be  taken  into  consideration.  Claim- 
ant should  be  paid  the  contract  price  stipulated  in  the  invoices  which 
were  rendered  in  due  form.  (Canadian  Explosives  (Ltd.),  Case 
No.  2424,  Vol.  IV,  Part  3,  Decisions  War  Department  Board  of 
Contract  Adjustment,  p.  190;  Carlisle  Commission  Co.,  Case  No, 
2^8,  Vol.  VI,  Part  2,  Decisions  War  Department  Board  of  Contract 
Adjustment,  p.  41.) 

DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  will  make 
and  transmit  to  the  Purchase  Section,  War  Department  Claims 
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Board,  a  statement  of  the  nature,  terms,  and  conditions  of  the  agree- 
ment and  certificate  form  *'  C  "  for  action  in  the  manner  provided 
in  subdivision  "  C,"  section  5,  Supply  Circular  No.  17,  Purchase, 
Storage,  and  Traffic  Division,  General  Staff,  War  Department,  1919. 
Lieut.  Col.  McKeeby  and  Capt.  Morgan  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  "War  Department  Claims 
Board. 
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NOVKUBEK  18,  1020. 

Case  No.  2490. 

Jn  re  CLAIK  OF  THE  WSSTZKIT  DTDHBTEIZS  CO.. 

1.  FACTS  ASH  DECISION.— On  Jtme  18,  IMO,  tb«  Board  ot  Oontraet  Adjnit- 
m«nt  rendered  a  deeliion  In  tUi  «a(e  denrlnK  relief  on  a  (otmal  oen- 
tract  on  the  Kionnd  tlMt  tlie  contractor  wai  in  default  on  deUToriei. 
On  appeal  the  Beoretarr  ot  War  ordered  the  declilon  let  atlde  and  re- 
lief Kmnted.    For  flnt  declilon  tee  TolnHO  TI,  pare  iM. 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

OK   BMX>K8IIWBATI0N  BT  CttDEB  FROU  THE  SECRETABT  OF  WAB. 
FINDINQS  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  On  June  18,  1920,  the  Board  of  Contract  Adjustment  rendered 
a  decision  in  the  above-entitled  claim  denying  claimant  any  pelief. 
On  appeal  to  the  Secretary  of  War  that  decision. was  reversed  by 
order  dated  November  9,  1920,  and  the  claim  is  now  before  the  Ap- 
peal Section  for  a  decision  to  be  entered  in  accordance  with  the  order 
of  the  Secretary  of  War. 

2.  By  the  terms  of  formal  contract  No.  1309  (Medical  Corps), 
dated  September  13,  1918,  entered  into  between  claimant  and  the 
United  States,  by  Frank  L.  McCartney,  captain.  Sanitary  Corps, 
U.  S.  A.,  the  contractor  was  to  furnish  and  deliver  to  the  United 
States  aK),000  gallons  of  ethyl  alcohol,  190  degrees  proof,  at  49.5  cents 
per  gallon,  t.  o.  b.  Agnew,  Calif.  By  the  terms  of  the  contract  de- 
livery was  to  begin  on  the  date  of  the  approval  of  the  contract  (Oct. 
14, 1918),  one-half  to  be  made  within  30  days,  and  complete  delivery 
to  be  made  within  60  days. 

3.  Claimant  manufactured  30,000  gallons  of  alcohol  to  be  applied 
on  this  contract,  but  no  deliveries  thereon  were  ever  made.  Corre- 
spondence which  passed  between  claimant  and  the  Medical  and  Hospi- 
tal Supply  Division,  Office  of  the  Director  of  Purchase  and  Storage, 
shows  that  claimant  was  not  in  default  on  deliveries.  Pi'odiiction  and 
delivery  of  alcohol  on  this  contract  was  suspended  by  the  contractor 
at  the  request  of  the  United  States  after  the  signing  of  the  armistice. 
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4.  The  claim  is  only  for  the  loss  sustained  by  the  contractor  on  the 
30,000  gallons  of  alcohol  which  had  been  manufactured  for  delivery 
on  the  contract  at  the  time  it  was  suspended,  and  is  for  the  difference 
between  the  contract  price  thereof  and  the  price  at  which  the  contrac- 
tor was  able  to  dispose  of  it  on  the  declining  market.  Xo  claim  is 
made  for  any  loss  sustained  on  material  on  hand  applicable  to  the 
remainder  of  the  contract. 


1.  At  the  request  of  the  United  States  the  claimant  withheld  deliv- 
ery of  30,000  gallons  of  alcohol  on  contract  No.  1309  (Medical  Corps) , 
dat«d  September  13,  1918,  and  disposed  of  it  on  a  declining  market, 
thereby  sustaining  a  loss.  A  settlement  contract  should  be  entered 
into,  fair  and  ]ust  to  the  claimant,  and  at  the  same  time  to  the  benefit 
of  the  United  States, 

2.  The  decision  of  the  Board  of  Contract  Adjustment  rendered  in 
this  claim,  on  June  18,  1920,  is,  by  order  of  the  Secretary  of  War, 
hereby  vacated. 

DISFOSITION. 

A  copy  of  this  decision  will  be  transmitted  to  the  Purchase  Section, 
War  Department  Claims  Board,  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Lieut.  Hendon  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Case  No.  3022. 

In  re  CLAIM  OT  BAEEK  A  LOCEWOOD  ICAmiFACTDBIJIQ  CO. 

TEAKniATIOir  COHTKACT. — Where  claimant  entered  Into  a  termlnatioii  con- 
t»ot  with  the  SoTerunent  on  aoeonnt  of  any  claim  or  commitment  nn- 
der  the  laid  eontraot,  the  same  1>  final  and  can  not  be  reopened  by  thl* 
Board  or  re-formed  except  In  the  oate  of  fraud  or  gnn  mistake,  and  the 
lame  Is  bindluff  npou  the  claimant  and  It  is  preclndel  from  settine  up 
«n7  Inrther  eommltmenta  under  the  lald  contract. 

rACHITIES  ABD  K&TBKIAL8. — Where  claimant  hai  a  contract  for  the  color- 
ing and  waterprooflngr  of  airplane  hangar*,  which  li  impended  before 
clAlmant  befflni  work  Jn  dyeing:  or  waterprooflnc  the  lald  hanKari,  and 
laid  claimant  1*  unable  to  point  out  to  the  G-ovemment  any  expenditnrei 
made  nnder  the  tame,  it  it  thereby  precluded  from  recoTcrlnE  on  ac- 
count of  the  laid  mipeniion  or  termination  of  the  contiaet. 

BSMUBBAOE. — Where  claimant  hat  a  contract  to  dye  and  waterproof  certain 
airplane  hanEari  at  the  rate  of  30  per  day,  but  only  treati  9  to  10  per 
day,  and  eari.ihlpped  by  the  Oovernmcnt  to  claimant  containing  han- 
gan  accnmnlate  on  the  ildetrack,  and  claimant  li  thereby  compelled  to 
pay  demnrrafre  on  inme,  the  tald  demmrage  can  not  be  recovered  from 
the  Qovernment  ai  the  accnmnlatlon  of  cart  was  oanied  by  clalmant'i 
failure  to  comply  with  the  termi  of  its  contract. 


Afaj.  Farr  writing  the  opinion  of  the  Board, 


FINDINGS  OF  FACT, 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim  in  the  sum  of  $22,439.55  was  originally  filed  as  a 
Class  A  claim  with  the  Air  Service  Section,  War  Department  Claims 
Board,  which  disallowed  the  claim  in  its  entirety,  from  which  deci- 
sion the  claimant  appealed  to  this  Board. 

2.  On  September  9,  1918,  the  claimant  received  an  order,  No. 
820024,  followed  by  contract  4663,  dated  September  14,  1918,  for 
coloring  4()0  airplane  hangars  at  ?C0  each.  This  order  was  later 
amended  to  cover  150  hangars  at  $60  each  and  250  at  $64.40  each, 
or  a  total  of  $25,150.  Under  this  order  150  hangars  were  colored  or 
treated  at  Detroit,  Mich.,  at  $60  each,  a  total  of  $9,000,  and  the 
balance  of  250  hangars  were  shipped  by  the  Government  to  the 
claimant  at  New  Orleans.  Seventy-five  of  this  last-named  lot  of 
hangars  were  colored  at  $64.60  each,  or  a  total  of  $4,845,  making  a 
total  of  225  hangars  completed,  shipped,  and  paid  for  by  the  Gov- 
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eminent,  $9,000  being  paid  claimant  on  December  30,  1918,  and 
$4,845  on  January  13,  1919,  or  a  total  amount  of  $13,845. 

3.  On  the  l&th  day  of  December,  1918,  at  which  time  this  contract 
bad  been  56  per  cent  completed,  claimant  received  telegram  termi- 
nating or  suspending  the  contract,  and  thereafter  a  termination  or 
settlement  contract  was  entered  into  under  which  the  claimant  was 
paid  $11,305  in  settlement,  which  amount,  in  addition  to  the  $13,845 
previously  paid  for  the  completed  work,  made  a  total  payment  to 
claimant  of  $25,150,  the  contract  price  as  set  forth  in  the  original 
contract  as  amended. 

4.  The  settlement  contract  entered  into  by  claimant  was  dated  the 
17th  day  of  April,  1919,  and  provided  for  payment  to  the  claimant 
of  $10,983.25,  the  difference  of  $321.75  between  that  amount  and  the 
sum  of  $11,305  previously  referred  to  being  caused  by  the  claimant 
purchasing  from  the  Government  495  gallons  liquid  waterproofing 
dope  at  65  cents  a  gallon.  The  papers  attached  to  the  said  settlement 
contract  show  that  the  item  of  $11,305  was  made  up  of  cost  of  raw 
materials  on  hand,  including  handling  charges  and  overhead,  portion 
of  five  cars  waterproofing  dope,  three  cars  at  Kansas  City,  Mo.,  and 
two  cars  at  Port  Huron,  Mich. 

5.  Article  III  of  the  said  settlement  contract  contains  a  formal 
release  in  the  following  language : 

"  The  Contractor  does  hereby  for  itself,  its  successors  and  assigns, 
remise,  release,  and  forever  discharge  the  Government  of  and  from 
all  and  all  manner  of  debts,  dues,  sum  or  sums  of  money,  accounts 
reckonings,  claims,  and  demands  whatsover  due  or  to  become  due  in 
law  or  in  equity  under  or  by  reason  of  or  arising  out  of  said  Order," 

Article  IV  describes  the  material  that  was  to  become  the  property 
of  the  Government  and  that  which  the  claimant  was  to  retain  title 
to,  as  follows: 

"All  of  the  material  scheduled  in  said  report  shall  remain  the  prop- 
erty of  the  Contractor  except  JSS  barrels  (6864  gallons)  of  water- 
proofing dope  in  original  containers  in  the  Warehouse  of  Contrac- 
tor at  Kansas  City,  Mo.,  and  5,900  gallons  Duplex  Preservea  mi  the 
premises  of  the  Eobeson  Preserve  Company  at  Port  Huron,  Michi- 

fan,  which  shall,  upon  the  payment  of  the  amount  mentioned  in 
.rticle  II  hereof,  become  the  property  of  the  Government." 

6.  On  October  28, 1918,  claimant  received  Order  No.  420026,  which 
was  followed  by  Contract  No.  5212,  dated  November  1, 1919,  provid- 
ing for  the  dyeing  and  waterproofing  by  claimant  of  1,182  canvas 
tent  hangars  at  $79.60,  or  a  total  compensation  of  $94,087.20,  the 
papers  attached  to  the  said  contract  stating  that  the  award  was  made 
at  an  upset  price  subject  to  investigation  by  the  Contract  Department. 
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This  contract  was  also  suspended  on  December   19,  1918,  by  the 
following  telegram,  which  applies  to  both  contracts : 

"  Render  no  further  services  in  connection  with  Order  No.  eight 
two  naught  naught  two  four  and  four  two  naught  naught  two  six 
stop.  Incur  no  further  expense  under  these  orders  stop.  Acknowl- 
edge receipt." 

7.  The  foregoing  telegram  was  confirmed  by  letter  dated  December 
21,  1918,  upon  receipt  of  which  it  seems  that  the  claimant  ceased  all 
operations. 

8.  On  or  about  the  21st  day  of  October,  the  Government  desiring 
that  the  tents  should  be  treated  and  colored  at  New  Orleans,  claim- 
ant moved  its  equipment  used  in  coloring  the  tents  from  Detroit  to 
New  Orleans,  to  which  place  the  Govemment  proceeded  to  ship 
hangars  to  the  claimant,  this  change  apparently  being  made  in  order 
to  facilitate  shipment  to  Europe,  as  the  said  tents  were  then  to  be 
shipped  from  the  port  of  New  Orleans,  thus  saving  double  handling 
of  the  said  hangars. 

9.  On  the  30th  day  of  October,  1918,  the  War  Department  de- 
tailed Ideut.  Kussel  P.  Hoyt  as  property  officer,  who,  proceeding  to 
New  Orleans,  arrived  there  on  the  4th  day  of  November,  1918,  and 
found  claimant  located  on  Carrolton  Avenue,  where  it  was  occupy- 
ing a  vacant  lot,  on  which  it  afterwards  proceeded  to  color  and  treat 
the  tents.  About  the  9th  of  November  the  tents  began  to  arrive, 
and  certain  cars  were  then  unloaded,  and  thereafter,  between  that 
date  and  the  date  of  the  suspension  of  the  order,  cars  loaded  with 
tents  arrived  faster  than  claimant  was  enabled  to  take  care  of  them, 
which  resulted  in  the  railroad  submitting  to  claimant  a  bill  in  the 
sum  of  $417.15  for  demurrage,  which  was  finally  paid  by  the  claim- 
ant. The  evidence  establishes  that  each  car  held  approximately  25 
hangars,  and  the  claimant's  contract  provided  that  it  ^ould  complete 
80  per  day. 

10.  Claimant's  contention  is  that  prior  to  its  removal  to  New 
Orleans  it  advised  the  Government  of  the  insufBcient  siding  and 
storage  facilities  and  requested  that,  cars  be  dipped  only  as  it  could 
handle  them.  It  appears  that  some  correspondence  was  exchanged 
between  claimant  and  the  Government,  but  that  the  Government 
was  compiled  to  ship  the  cars,  and  could  not  comply  with  claim- 
ant's request  to  ship  only  one  car  of  tents  per  day,  but  was  compelled 
to  ship  the  tents  as  they  could  be  loaded  from  warehouses,  and  that 
by  reason  of  such  shipment  by  the  Government  tents  arrived  faster 
than  claimant  was  able  to  handle  them,  and  as  their  switch  would 
only  hold  a  few  cars  the  railroad  demanded  the  payment  of  demur- 
rage, and  that  claimant  tried  to  get  the  Qovemment  to  pay  said 
demurrage,  as  the  tents  were  consigned  to  the  Government  and  not 
to  the  claimant  ,  --  i 
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11.  The  evidence  establishes  the  fact  that  the  tents  were  shipped 
to  the  claimant.  In  feet,  claimant  by  telegram  dated  the  4th  day  of 
October,  1918,  among  other  things,  requested — 

"  Ship  tents  to  Baker  &  Lockwood,  New  Orleans,  and  bill  lading 
to  me.  Hotel  Monte  Leon." 

Lieut.  Hoyt  took  the  matter  up  with  the  Government,  which  in- 
structed him  that  claimant  should  pay  the  demurrage,  as  their  fail- 
ure to  treat  the  number  of  tents  per  day  as  specified  in  their  contract 
resulted  in  the  accumulation  of  the  demurrage,  as  the  cars  could  not 
be  unloaded. 

12.  Numerous  attempted  settlements  have  been  negotiated  with 
the  claimant.  The  claimant  had  a  full  hearing  before  the  Claims 
Board  of  the  Aircraft  Production,  at  which  time  their  Mr.  Wilson 
appeared  and  testified,  and  his  evidence  was  reduced  to  writing  and 
has  been  considered  by  this  Board  in  arriving  at  its  decision.  Claim- 
ant's further  contention  is  that  it  moved  its  plant  to  New  Orleans 
at  the  special  request  of  Mr,  Shea,  in  the  Aircraft  Production  Office, 
Washington,  D.  C,  and  that  in  the  settlement  under  the  first  contract, 
No.  4663,  no  allowance  was  made  the  said  claimant  on  account  of 
the  cost  incident  to  the  said  moving,  nor  has  claimant  been  paid  for 
the  kettles  and  various  equipment  turned  over  to  the  Government, 
which  were  used  by  the  said  claimant  in  the  treating  of  the  tents 
for  which  it  was  paid,  and  that  if  claimant  had  been  allowed  to  com- 
plete the  second  order,  No.  420026,  for  the  waterproofing  of  1,182 
canvas  hangars,  at  $79.60  apiece,  all  of  its  expenses  incident  to  the 
removal  of  its  plant  fi-om  Detroit  to  New  Orleans  would  have  been 
recouped,  and  that  by  reason  of  the  said  cancellation  the  said  claim- 
ant has  suflFered  a  loss  and  that  the  same  should  either  be  paid  under 
the  first  contract  or  that  claimant  be  paid  the  said  expenses  under 
the  second  contract. 

13.  The  further  contention  of  the  claimant  is  that  as  the  first 
contract.  No.  4663,  and  the  preparations  for  the  performance  of  the 
second  contract.  No.  5212,  were  carried  on  simultaneously  it  is  an 
impossibility  for  it  to  separate  the  I'arious  items  of  expense  and 
expediture  incurred  or  to  allocate  the  same  to  the  contract  under 
which  the  same  occurred.  It  contents  itself  with  the  statement  that 
as  it  made  these  expenditures  and  suffered  certain  losses  in  perform- 
ing a  certain  portion  of  the  first  contract  and  in  preparing  to  per- 
form the  second  contract,  including  its  moving  charges  to  New 
Orleans,  that  this  Board  should  make  an  allowance  sufficient  to  cover 
the  said  expenses,  commitments,  or  losses. 

14.  In  one  of  the  various  statements  submitted  by  the  claimant 
under  the  second  contract  it  alleged  it  was  due  the  sum  of  $1,125.26. 
covering  10,314  pounds  of  green  pigment  paint,  and  a  certain  item  of 
$10,251.66,  covering  indirect  material,  labor,  and  overhead.    Audit 
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was  thereupon  made  of  claimant's  books,  and  instead  of  showing 
$11,3?6.92  Uiat  could  in  any  wise  be  allocated  to  contract  No.  5212, 
the  auditor  found  only  the  sum  of  $6,944.17,  made  up  of  two  items: 
First,  raw  material,  being  the  said  10,314  pounds  of  green  pigment; 
'  and,  second,  overhead  expenses  of  $5,818.91. 

15.  Upon  receipt  of  this  information  in  Washington  a  supple- 
mental contract  was  made  up  in  the  sum  of  $6,944.17  and  forwarded 
the  contractor  for  signature,  which  it  refused  to  sign  on  the  grounds 
that  the  reduction  of  their  claim  from  $11,376.92  to  $6,944.17  was 
erroneous.  Thereupon  additional  investigation  by  the  Contract  Sec- 
tion and  the  various  auditors  led  the  Government  to  the  conclusion 
that  neither  the  original  claim  of  $11,376.92  nor  the  revised  claim  of 
$6,944.17  were  correct,  but  that  the  correct  amount  that  should  be 
allocated  to  the  second  contract  was  the  sum  of  $1,125.26  (10,314 
pounds  of  green  pigment  lead),  and  demurrage  of  $417-15  and  such 
other  expense  as  has  been  incurred  under  Order  No.  420026,  Contract 
No.  5212. 

16,  Claimant  in  May,  1920,  through  its  Mr.  Wilson,  withdrew  its 
claim  of  $1,125.26  for  10,314  pounds  of  green  pigment,  as  it  had 
made  arrangements  with  the  makers  of  same  to  take  it  over  without 
expense  to  claimant.  This  leaves  the  only  items  before  this  Board 
for  settlement — that  of  demurrage  in  the  sum  of  $417.15  and  any 
other  expenses  incurred  in  getting  ready  to  perform  the  second  con- 
tract, No.  5212.  It  is  admitted  that  no  hangars  were  treated  under 
the  second  contract. 

DECISION, 

1.  Claimant  under  its  first  contract.  No.  4668,  has  been  paid  an 
amount  equal  to  the  total  amount  it  would  have  received  if  it  had 
performed  the  whole  contract,  though  it  was  only  56  per  cent  com- 
pleted, and,  in  turn,  has  signed  a  release  (hereinbefore  quoted)  waiv- 
ing any  and  all  further  payments  on  account  of  the  said  contract. 
This  is  final,  and  in  the  absence  of  fraud  or  gross  error  this  Board 
can  not  reopen  it.  Claimant  has  specifically  refused  to  allege  any 
fraud  and  has  failed  to  produce  any  evidence  that  would  justify  this 
Board  in  reopening  this  settlement  or  to  allow  any  reformation  of 
the  same.  In  fact,  it  is  a  well-established  principle  of  the  War  De- 
partment that  in  no  settlement  upon  the  cancellation  or  termination 
of  a  contract  can  there  be  paid  to  the  contractor  any  sum  greater 
than  the  total  contract  price  named  in  the  said  agreement.  Even  if 
the  said  settlement  contract  was  not  final  and  conclusive  on  claimant, 
it  would  be  precluded  in  any  settlement  from  recovery  under  the 
first  contract  any  sum  greater  than  the  total  amount  named  therein 
as  the  contract  price  for  the  performance  of  all  work  required  there- 
under. 
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2.  Under  the  second  contract  claimant  has  failed  to  produce  any 
evidence  showing  any  expenditures  or  commitments.  The  item  of 
demurrage  of  $417.15  is  an  item  that  is  directly  chargeable  to  the 
claimant's  failure  to  spray  or  waterproof  the  said  tents  at  New 
Orleans  at  the  rate  provided  for  in  the  contract.  If  claimant  had  . 
treated  30  tents  per  day  after  the  tents  began  to  arrive  at  New  Or- 
leans there  would  have  been  no  demurrage.  Lieut.  Hoyt  has  testified 
that  after  the  receipt  of  the  telegram  suspending  the  contract  that  all 
cars  arriving  thereafter  were  taken  over  by  the  Quartermaster  De- 
partment and  reshipped,  and  that  no  demurrage  was  paid  by  claim- 
ant on  account  of  the  same.  Lieut.  Hoyt  further  testified  that  the 
field  and  equipment  used  at  New  Orleans  by  the  claimant  was  inade- 
quate and  insufficient  to  handle  the  number  of  tents  the  contract  pro- 
vided claimant  should  treat  per  day  and  that  the  said  field  was  not 
only  too  small  but  was  low  and  damp  and  part  of  it  covered  with 
water. 

3.  The  claimant  has  been  afforded  every  opportunity  to  properly 
prove  its  claim,  the  Government  files  being  voluminous,  indicating 
that  every  consideration  has  been  accorded  claimant  and  that  it  has 
been  given  every  opportunity  to  prove  its  expenditures,  but  has  failed 
to  do  so.  It  is  not  believed  by  this  Board  that  tlie  claimant's  allega- 
tion that,  as  the  contracts  were  being  performed  at  the  same  time,  it  is 
thereby  excused  from  presenting  to  this  Board  a  proper  detailed 
and  separate  statement  of  the  expenditures  made  under  each  contract. 

4.  For  the  foregoing  reasons  all  relief  asked  for  in  this  case  is 
denied. 

DISPOSITION. 

A  final  order  denying  relief,  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Sheppard  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Case  No.  2875   (toxmerly  S61). 

In  re  CLAIK  OF  CTTBTZg  I.Tn[BXK  *  WLLWOSX  CO. 

1,  CLAUC  AHS  DSCI8I0V.— Vnder  date  at  Febnur?  SS,  l»20,  after  a  beaiing 
the  Board  of  Contraet  Adjnttmeiit  litned  a  dooutnent  aettlnK  lortb  the 
nature,  termi,  and  oondltlont  ot  an  agreement  between  the  olatmant  and 
the  OoTernment,  wbereby  tbe  claimant  agreed  to  inpply  oertais  tramei 
and  trim  for  lash  and  dooii  for  10  two-iqsadron  aviation  oampi.  Ib< 
claim  It  again  before  thJi  leotlon  on  appeal  from  the  action  ot  the  Air 
Serrice  Clalnu  Board  in  dednotlng  tron  iti  award  certain  amonnti 
which  it  tonnd  had  been  overpaid  claimant  in  eonneotion  with  the  two 
other  orderi.  The  deoltlon  In  this  partionlar  caie  deals  only  with  the 
amooMti  dne  elalmant  according  to  agreement  f  onnd  by  the  Board  at  the 
prcTlont  hearing;  no  principles  of  law  are  disoniaed  therein.  {Wot  tall 
■tatemest  of  facti  and  dlsonsslon  of  the  principles  of  law  see  the 
fanner  opinion  In  tbe  Decisions  of  the  Board  ot  Contract  Adjustment, 
Vol.  TH,  p.  712. 

Maj.  Hill  writing  the  opinion  of  the  Board. 

COSHEOTED  DECISION. 

This  case  is  before  this  section  on  appeal  from  the  action  of  the 
Air  Service  Claims  Board  in  deducting  from  its  award  on  a  class  B 
claim  certain  amounts  which  it  found  had  been  overpaid  claimant 
in  connection  with  the  two  other  orders. 

Claimant  has  requested  reconsideration  of  the  decision  of  this  sec- 
tion dated  September  29,  1920.  The  Behearings  Committee  of  this 
section  granted  reconsideration  to  the  extent  of  correcting  the  amount 
which  claimant  bad  been  paid  per  unit  on  order  No.  750098  from 
$375.83,  the  amount  stated  by  the  Air  Service  Section,  to  $375,  which 
it  appears  was  the  sum  actually  paid,  and  the  consequent  correction 
of  the  amount  therein  overpaid  from  $395.25  to  $333. 

FINDINGS  OF  FACT. 

1.  Under  date  of  February  26, 1920,  the  Board  of  Contract  Adjust- 
ment issued  a  document  setting  forth  the  nature,  terms,  and  condi- 
tions of  an  agrement  between  claimant  and  the  Government  wbereby 
claimant  agreed  to  supply  certain  frames  and  trim  for  sash  and  doors 
for  10  two-squadron  aviation  camps. 
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2.  Claimant  alleges  that  it  delivered  a  certain  portion  of  the  mate- 
rial and  that  it  suffered  a  net  loss  of  $1,065.75  upon  the  balance  of 
the  material  not  delivered  to  the  Govemment.  The  claim  was  ap- 
proved in  this  amount  by  the  Air  Service  Claims  Board.  The  Liqui- 
dation Division  of  the  Air  Service,  however,  found  that  overpayment 
had  been  made  to  claimant  company  by  the  Air  Service  in  making 
settlement  under  order  No.  370050  to  the  extent  of  $252.04  and  under 
order  No.  750098  to  the  extent  of  $395.25. 

3.  Under  Order  No.  370050  the  Liquidation  Division  contended  that 
claimant  had  been  overpaid  in  the  sum  of  $3,933.56.  In  deducting 
this  amount  in  the  payment  of  Order  No.  750098,  the  amount  there 
deducted  was  $3,681.52,  and  that  difference,  namely,  $252.04,  was  due 
the  Government.  Under  date  of  Aufjust  4,  1920,  in  response  to  n 
request  for  specific  information  as  to  whether  the  amount  of  the  over- 
payment actually  was  $3,933.56,  or  $3,681.52,  this  section  was  advised 
by  the  Chief,  Liquidation  Division  of  the  Air  Service,  that  the  over- 
payment on  Order  No.  370050  was  $3,681.52. 

4.  Order  No.  750098  was  issued  for  "  75  fixed  gun-training  models, 
same  as  those  now  being  manofactured  on  Order  No.  370050,  at  $500 
each,  $37,500.  Note. — These  are  upset  prices  only  and  subject  to  re- 
vision oii  the  basis  of  10  per  cent  profit  after  investigation  of  cost. 
The  Bureau  of  Aircraft  Production  reserves  the  right  to  send  account- 
ants to  your  factory  to  investigate  costs."  This  order  was  followed  by 
a  formal  contract,  No.  4994,  dated  October  18,  1918,  by  which  the 
contractor  agreed  to  furnish  the  material  described  in  Order  No. 
750098.  Claimant  alleges  in  its  letter  of  November  7,  1918,  to  Mr. 
W.  J.  Barry,  Chicago  representative  of  the  Liquidation  Branch  of 
the  Air  Service,  that  after  the  contract  was  received  its  Mr.  E.  J. 
Curtis  took  up  with  Capt.  Schnacke,  A,  S.  A.  P.,  the  contracting 
officer,  the  latter  part  of  October,  in  Washington,  the  matter  of  the 
upset  prices  and  was  informed  by  Capt.  Schnacke  that  this  clause 
was  a  formality  and  that  the  understanding  between  them  was  that 
the  price  oi  the  Models  was  to  be  $500  each.  • 

5.  In  an  affidavit  dated  August  20,  1920,  furnished  to  this  section 
Capt.  Schnacke  makes  the  following  statement : 

"  2.  This  order  for  fixed  gun-training  models  was  placed  with  the 
Curtis  Lumber  &  Millwork  Co.  at  a  maximum  price  of  $500  per  unit, 
which  maximum  price  was  subject  to  revision  by  the  Bureau  of  Air- 
craft Production  on  the  basis  of  cost  plus  ten  per  cent  (10%)  after 
a  cost  investigation  had  been  made.  It  is  my  recollection  that  the 
Contractor  made  some  objection  to  this  reservation  but  later  agreed 
to  it  when  it  was  explained  that  such  procedure  was  being  followed 
by  the  Bureau  of  Aircraft  Production  with  many  other  Contractors 
who  were  manufacturing  articles  on  which  the  Government  had  no 
cost  data," 
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6.  Mr.  W,  J.  Barry,  of  the  Liquidation  Division  of  the  Air  Serv- 
ice, in  his  affidavit  dated  July  23,  1920,  to  this  section,  states  as 
follows; 

"  9.  On  October  16,  1919,  the  writer  received  instructions  from 
Washington  to  go  to  the  plant  of  the  Curtis  Lumber  &  Millwork 
Company  to  maEe  an  audit  and  investigate  to  determine  the  cost  on 
Order  ^o.  750098,  and  in  compliance  with  these  instructions  he 
called  at  the  plant  but  was  not  allowed  to  proceed  with  the  investi- 
gation there.  Their  Mr.  L.  S.  Whitely  Vice  President,  requested 
that  no  investigation  be  made,  as  they  refused  to  recognize  the  upset 
price  in  the  contract,  stating  that  this  clause  had  been  verbally 
waived  by  Captain  nchnacke  the  latter  part  of  October,  1918,  as 
being  a  mere  formality,  and  claimant  insisted  that  the  full  amount 
of  $500.00  each  model  be  paid  them." 

7.  As  it  was  impossible  to  determine  the  cost  of  production  on 
Order  No.  750098,  the  Air  Service  took  the  figure  which  it  had  de- 
termined as  the  cost  of  the  first  order — namely,  $336.87 — and  adding 
10  per  cent  as  profit  found  the  unit  cost  under  .this  order  to  be 
$370.56,  As  the  models  delivered  under  this  order  had  been  paid 
for  ^t  the  rate  of  $375  each,  claimant  had  been  overpaid  $4.44  on 
each  of  the  75  models  delivered,  or  the  sum  of  $333. 


1.  It  appears  as  to  Order  No.  870050  that  the  difference  of  opinion 
as  to  whether  the  overpayment  was  $3,933.66  or  $3,681.52  has  been 
reconciled,  and  that  the  sum  of  $3,681.52,  the  amount  actually  de- 
ducted, was  the  proper  amount  to  be  deducted.  It  follows  that 
there  is  no  other  sum  due  the  Qovemment  on  account  of  this  order 
and  that  the  proposed  deduction  of  ^52.04  from  the  award  in  the 
instant  case  was  improper  and  should  not  be  made. 

2.  Order  No.  750098,  which  became  merged  in  the  formal  contract 
No.  4994,  provides  specifically  that  the  price  of  $500  was  the  upset 
price  only  and  was  subject  to  revision  on  the  basis  of  10  per  cent 
profit  after  investigation  of  cost.  It  is  our  opinion  that  this  provi- 
sion was  never  waived  by  Capt.  Schnacke  and  that  the  terms  of  the 
original  contract  are  binding  upon  claimant. 

3.  In  view  of  the  fact  that  claimant  had  received  a  partial  pay- 
ment on  account  of  this  order'  at  the  rate  of  $375  per  model  and  had 
refused  to  pwmit  an  audit  of  its  books,  there  wag  no  alternative 
other  than  to  estimate  the  actual  cost  of  production.  The  action 
of  the  Liquidation  Division  of  the  Air  Service  in  taking  as  the  true 
cost  under  this  order  the  cost  which  had  been  heretofore  found  by 
an  audit  of  the  previous  order  No.  370050  does  not  appear  to  be 
prejudicial  to  the  interests  of  the  Government.    The  claimant,  in 
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any  event,  can  ofifer  no  objection  in  view  of  its  refusal  to  permit 
the  Government  to  determine  the  actaai  cost  by  an  audit.  This  cost 
was  $336.87,  and  adding  10  per  cent  as  profit  makes  the  unit  rate 
$370.56.  On  that  basis  claimant  was  overpaid  $4.44  on  each  of  the 
75  models,  and  there  is  due  the  Government  $333,  which  should  be 
deducted  from  the  award  of  $1,065,75  in  the  instant  case, 

DISPOSITION. 

The  Appeal  Section  transmits  its  decision  to  the  Air  Service  Sec- 
tion for  action  in  accordance  with  the  decision. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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November  23,  1920. 
Case  No.  2659. 

In  re  CLAIK  Or  A.  B.  KOSIEB  00. 

1.  CIAIM  AHS  DBCISIOII^-Fa«tf  are  stated  in  deolilon  of  the  Board  of  Con- 
tract Adjoftmeitt  dated  June  30,  1930,  reported  In  Volume  VI,  pas^ 
1036.  On  appeal  the  Secretary  of  War  aOrmed  the  deolaion  with  the 
exception  of  Item  No.  8,  and  returned  the  record  to  tb«  Appeal  Seotton 
with  directioni  to  dlMllow  credit  claimed  1>7  the  tTnited  State*  by  rea- 
■on  of  inbleailng  of  clalmant'i  bntlding.  The  Appeal  Section  modified 
the  opinion  of  the  Board  of  Contract  Adjnitment  In  accordance  with 
the  dlreetloni  of  the  Secretary  of  War. 

Lieut.  Col.  Smith  writing  the  opinion  of  the  Board. 

ON  RECON8IDERATION. 

1.  This  case  was  decided  adversely  to  claimant  by  the  Board  of 
Contract  Adjustment  June  30,  1920. 

2.  From  that  decision  claimant  noted  an  appeal  to  the  Secretary  of 
War.  The  Secretary  of  War,  upon  consideration  of  the  record  under 
date  of  November  12,  1920,  returned  the  record  to  the  War  Claims 
Board  with  the  following  order : 

"  Upon  consideration  of  the  appeal  and  record  in  this  case,  the 
decision  of  the  Board  of  Contract  Adjustment  is  afHrmed  with  the 
exception  of  Item  #5.  In  my  opinion  the  United  States  is  not  en- 
titled to  a  credit  for  any  sums  claimant  may  make  by  reason  of  sub- 
leasing of  the  building  in  question.  The  case  is  therefore  returned 
for  further  action  by  the  Appeal  Section  on  Item  #3." 

8.  By  direction  of  the  Secretary  of  War,  as  set  forth  in  the  fore- 
going order,  the  Appeal  Section,  War  Department  Claims  Board, 
has  reconsidered  the  action  of  the  Board  of  Contract  Adjusbnent 
with  reference  to  Item  No.  5  of  the  claim.  Upon  reconsideration  by 
the  Appeal  Section  the  opinion  of  the  Board  of  Contract  Adjust- 
ment, dated  June  30,  1920,  is  modiBed  as  to  Item  No.  5  in  accord- 
ance with  the  views  expressed  in  the  order  of  the  Secretary  of  War. 
As  so  modified  the  opinion  of  the  Board  of  Contract  Adjustment  is 
afBrmed. 

DisposmoN. 

The  Appeal  Section,  War  Department  Claims  Board,  hereby  trans- 
mits this  decision,  together  with  the  decision  of  the  Board  of  Con- 
tract Adjustment,  to  the  Air  Service  Section  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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November  29,  1920. 
Case  No.  3008. 

In  re  CLAm.  OF  THE  BABTIFTT-BATWABD  CO. 

HATEHmS. — Where  the  ITnlted  Btatei  OoTeTsment  liivei  olalmkiit  a  procniv- 
ment  older  itatlng  the  United  Btatei  will  fnrslili  the  steel  body  loif- 
inffi,  iteel  head  toigliigt,  «teel  dlaphraipu  for^liLfft,  copper  bandi,  «zplo- 
■iTei  ai  re^nlred,  and  paoklnff  luterial  neceiiary  for  the  perfonnanoe 
of  the  order  f.  «.  b.  can  At  claimant'*  plant,  there  U  an  implied  agree- 
ment that,  if  tbe  OoTemment  falli  to  so  fnmlih  the  lald  material  and 
it  beoomei  b«o«iuit  In  the  maUng  of  the  ihrapnel  called  for  nnder  the 
■aid  proo«rement  order  for  olalmant  to  tnmlih  the  tald  material!,  the 
ITnlted  Btatei  OOTemment  will  pay  the  claimant  the  reaionahle  Talne  of 
the  material  lo  faiuUhed  by  lald  claimant. 

Maj.  Farr  writing  the  opinion  of  the  Board. 

riNDINOS  OF  FAor. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  is  a  Class  B  claim  for  the  sum  of  $34,620.52  on  account  of 
commitments  alleged  to  have  been  made  by  claimant  under  a  pro- 
curement order  and  is  filed  directly  with  this  Board.  The  claimant, 
under  date  of  June  26,  1919,  directed  a  letter  to  the  Secretary  of 
War  in  which  it  filed  a  blanket  claim  on  account  of  all  contracts, 
or  agreements,  theretofore  entered  into  between  the  claimant  and 
the  United  States  Government,  furnishing  as  Schedule  A  a  list  of 
the  contracts  bo  entered  into  between  it  and  the  Government,  among 
which  contracts  Procurement  Order  No,  Pl7277-^203A  is  listed  and 
set  out.  Claimant  took  no  further  action  under  this  blanket  filing 
until  the  16th  day  of  September,  1920,  when  the  claim  here  presented 
was  filed  and  later  amended  under  date  of  October  11,  1920. 

2.  I>uring  the  early  part  of  1918,  the  claimant,  a  corporation  en- 
gaged in  business  at  or  near  Baltimore,  Md.,  was  making  various 
shrapnel  for  the  United  States  and,  on  the  29th  day  of  October, 
1918,  received  Procurement  Order  No.  Pl7277-i203A  for  ten  thou- 
sand 4.7-inch  shrapnel  as  follows; 
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Pbocubement  Order. 

Wai>-Ord.  P17277-4203A. 

Date;  October  29,  1918. 
Quantity :  10,000. 
Price :  ^.307  each. 
Total:  $93,070.00. 

aUMMABT. 

Firm ;  Bartlett-Hayward  Company. 

Address :  Baltimore,  Maryland. 

Order  for :  4.7"  Shrapnel,  base  charged,  less  fuze. 

Gentlemen  : 

1.  The  United  States  of  America,  acting  through  the  undersigned, 
under  direction  of  the  Chief  of  Ordnance,  hereby  fives  you  an  order 
for  Ten  thousand  (10,000)  4.7"  Shrapnel,  base  charged,  less  fuze. 
This  order  is  subject  to  the  terms  and  conditions  stated  below  and 
to  the  "Additional  Terms  and  Conditions  "  annexed  hereto  and  made 
a  part  hereof. 

2.  The  forging  of  the  Shrapnel  ordered  herein  shail  be  in  accordance 
with  Ordnance  Office  Drawing  75-20-9,  revised  January  16, 1918,  and 
the  machining  of  the  Shrapnel  shall  be  in  accordance  with  Ordnance 
Office  Drawings  76-2-146,  revised  June  34,  1918,  and  75-2-147,  re- 
vised June  24,  1918,  a  brown  print  of  each  of  which  said  drawings 
has  already  been  furnished  you.  This  Shrapnel  shall  also  be  in 
accordance  with  Ordnance  Oflfice  specifications  for  Shrapnel  Ga  105-1, 
approved  October  11,  1917,  a  copy  of  which  has  already  been  fur- 
nished you. 

3.  The  United  States  will  furnish  the  steel  body  forgings,  steel 
head  forgings,  steel  diaphragm  forgings,  copper  heads,  explosives  as 
required,  and  packing  material  necessary  for  the  performance  of  this 
order  f.  o.  b.  cars,  your  plant,  Baltimore,  Maryland,  in  such  quan- 
tities and  at  such  times  as  may  be  deemed  requisite  by  the  Chief  of 
Ordnance.  You  shall  pay  any  demurrage,  storage,  switching,  or 
cartage  charges  accruing  after  delivery. 

4.  The  Shrapnel  ordered  herein  will  be  inspected  by  the  Inspection 
Division,  Ordnance  Office. 

5.  Delivery  of  the  Shrapnel  ordered  herein  shall  be  made  at  once. 
This  letter,  with  your  acceptance  endorsed  on  the  enclosed  copy,  will 
constitute  the  contract.     A  formal  contract  will  not  be  required. 

6.  (o)  You  will  be  paid  for  the  Shrapnel  ordered  herein,  upon 
their  acceptance  by  the  United  States,  f .  o.  b.  your  plant,  Baltimore, 
Maryland,  at  the  rate  on  Nine  dollars  and  thirty  and  seven-tenths 
cents  ($9,307)  each,  or  a  total  of  Ninety-three  thousand  and  seventy 
doUara  ($93,070.00).  Payment  will  be  made  through  the  District 
Ordnance  Office,  Washington,  D.  C.  ' 

(b)  You  shall  furnish  all  material  not  furnished  by  the  United 
States  necessary  for  the  completion  of  this  order. 

(c)  If  during  the  process  of  manufacture  the  steel  forgings,  copper 
bands,  and  other  component  parts  furnished  by  the  United  States  as 
herein  provided  develop  defects  without  your  fault  the  United  States 
will  pay  you  the  cost  incurred  in  machining  the  forgings  and  copper 
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bands  and  all  work  done  on  other  component  parts,  up  to  the  time 
said  defects  were  discovered.  Such  additional  cost  as  determined 
and  allowed  even'  thirty  days  during  the  currency  of  this  order  will 
be  paid  by  the  United  States  to  you.  The  scrap  resulting  from  the 
defective  material  referred  to  in  this  paragraph  shall  remain  the 
property  of  the  United  States, 

(d)  Every  thirty  days  during  the  currency  of  this  order,  the  cost 
to  the  United  States  of  the  steel  forgings,  copper  bands,  and  other 
component  parts  lost,  spoiled,  or  destroyed  through  negligence  or 
faulty  workmanship  on  your  part  will  be  computed  by  the  Chief  of 
Ordnance.  The  total  cost  thereof  will  be  charged  against  you  and 
deducted  from  any  payments  to  be  made  to  you,  or  if  no  such  pay- 
ments remain  to  be  made  you  shall  immediatflly  pay  to  the  United 
States  the  cost  of  such  steel  forgings,  copper  bands,  and  other  com- 
ponent parts.  Upon  repaymeiU  to  the  United  States  by  you  of  the 
cost  of  the  forgings,  copper  bands,  and  other  component  parts  herein 
referred  tOj  the  scrap  resulting  from  the  spoilage  or  destruction  of 
Buch  materials  shall  become  your  property. 

(«)  All  scrap  resulting  from  the  proper  Derformance  of  this  order 
shall  become  your  property  except  as  herein  otherwise  provided. 

(/)  At  your  own  expense,  with  the  packing  material  which  is 
being  furnished  by  the  United  States,  as  herein  set  forth,  you  shall 
suitably  pack,  box,  or  make  such  other  shipping  provisions  as  will 
insure  the  arrival  of  the  Shrapnel  herein  ordered  at  their  destination 
in  as  good  condition  as  when  accepted  by  the  United  States  at  your 
plant. 

7.  The  Shrapnel  ordered  herein  should  be  charged  to  the  Chief 
of  Ordnance,  United  States  Army. 

8.  Shipping  instructions  will  be  furnished  you  later  by  the 
Ordnance  Office. 

9.  Communications  on  this  subject  should  refer  to  P17277-4203A ; 
PP.  Your  acceptance  of  this  order  should  be  acknowledged  by  wire 
and  confirmed  by  signing,  dating,  and  returning  the  enclosed  copy 
as  indicated  thereon. 

United  States  of  America, 

By  <Sgd.)  W.  H.  Gelshenen." 

3.  At  the  time  that  this  procurement  order  was  issued,  claimant 
was  then  engaged  in  the  performance  of  Contract  G-1397-764A 
calling  for  200,000  complete  rounds  of  4.7-inch  shrapnel  and  the  con- 
tention of  claimant  is  that  it  was  requested  to  divert  from  the  said 
contract  10,000  4.7-inch  shrapnel,  and  that  thereupon  the  said  10,000 
shrapnel  were  diverted,  the  procurement  order  hereinbefore  quoted 
being  issued  to  take  care  of  the  said  10,000  so  diverted  and  that,  in 
the  performance  of  Contract  G1397-764A,  certain  materials  pur- 
chased for  the  performance  of  that  contract  and  in  excess  of  it,  were 
diverted  to  the  performance  of  procurement  order  P17277-4203A, 
but  that  the  total  amount  of  materials  that  were  furnished  by  the 
Government,  notwithstanding  the  allocation  to  the  performance  of 
the  said  procurement  order  of  certain  materials  from  Contract 
(il397-764A,  was  less  than  it  agreed  to  provide  under  the  said  pro- 
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curement  order,  and  for  that  reason  this  claim  is  presented.  It 
appears  that  the  10,000  rounds  of  shrapnel  ordered  under  the  said 
procurement  order  have  been  delivered  by  claimant  and  accepted 
by  the  Government,  and  that  claimant  has  been  paid  for  the  same, 
this  claim  being  for  the  materials  only  that  the  claimant  alleges  the 
tioveroment  failed  to. provide  it  in  accordance  with  the  terms  of  the 
said  procurement  order. 

Decision. 

1.  The  only  reason  that  this  claim  is  presented  to  this  Board  is 
because  the  procurement  order  being  an  informal  one,  an  expression 
ia  desired  as  to  whether  or  not  the  said  procurement  order  created 
any  contractual  obligation  on  the  Government.  We  are  of  the 
opinion  that  the  said  procurement  order  in  paragraph  3  obligated 
the  Government  to  furnish  to  the  claimant  certain  materials  therein 
called  for,  and  that,  if  by  audit,  it  should  appear  that  the  said  mate- 
rials the  Government  agreed  to  furnish  were  not  so  furnished  then 
that  the  claimant  should  be  reimbursed  for  all  materials  it  was  com- 
pelled to  furnish  for  the  completion  of  the  said  procurement  order 
that,  under  the  terms  of  same,  should  have  been  furnished  by  the 
Government. 

It  is,  however,  suggested  that,  in  any  settlement  under  this  pro- 
curement order,  that  the  set-up  or  audit  heretofore  made  in  the  set- 
tlement of  Contract  G1397-764A  should  be  given  full  consideration, 
as  it  may  be  that  a  proper  audit  of  that  contract  will  show  that  the 
aUocation  from  that  contract  of  Government  materials  fulfilled  any 
obligation  that  may  have  been  imposed  on  the  Government  by  tha 
said  procurement  order. 

mspoerrioN, 

This  Board  will  make  up  and  transmit  a  statement  of  the  nature, 
terms,  and  conditions  of  the  agreement  and  certificate  Form  "  C  "  to 
the  Ordnance  Section,  War  Department  Claims  Board,  for  action  in 
accordance  therewith. 

Lieut.  Col.  McKeeby  and  Lieut.  Hendon  concurring  for  the  appeal 
section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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November  29,  1920. 
Case  JJo.  3033. 

In  re  CLAUC  OF  KOBTOLE  A  SOUTBEBn  BAILBOAD  CO. 

1.  AGEITCT. — Where  a.  TepiesentatlTe  of  the  TTniteft  Btatei  Bailroad  Admlali- 
tratlon,  at  the  requeit  of  a  bureau  of  the  War  Department,  plaeei  an 
order  for  material  for  the  War  Department,  anoh  repretentatlTS  ol  the 
TTulted  State*  Bailroad  Admlnlatrattos  beoonei  an  agent  of  the  War 
Department 

S.  CLAUC  AHD  DECiaiOlT.— Claim  for  nine  (9)  aetl  Of  switch  timber!  for  Ho. 
8  tumonti  ordered  by  a  repreaentatlTe  of  the  United  States  Bailroad 
Aamlnlitration  for  T.  IT.  T.  plant  at  PenTrlUe,  Md.,  at  the  reqnoit  of 
the  Con*triiation  DlTliion.    Held,  claimant  entitled  to  relief. 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

FINDINQS  OF  FACT. 

The  Appeal  Section  finds  the  following  to  be  the  facts : 

1.  On  November  12,  1920,  this  claim  was  forwarded  to  the  Appeal 
Section  by  the  Construction  Division  for  consideration  as  a  class  B 
claim  under  the  act  of  March  2, 1919. 

There  has  been  no  formal  statement  of  claim  filed  by  claimant, 
but  the  claim  was  informally  presented  to  the  United  States  Railroad 
Administration,  and  upon  request  of  the  Construction  Division  was 
forwarded  to  it  on  March  1, 1920. 

2.  On  October  15, 191S,  Maj.  H.  D.  Rawson,  Q.  M.  C,  of  the  Con- 
struction Division,  U.  S.  Army,  issued  "Purchase  Authorization 
No.  2,  T.  N.  T.  Plant,  Perryville,  Md.,"  which,  among  other  items, 
included  "  24  sets  of  switch  timbers  for  No.  8  turnouts  "  to  be  con- 
signed to  the  United  States  Constructing  Quartermastei;,  account 
Fred  T,  Ley  &  Co.,  at  Perryville,  Md.,  delivery,  if  possible,  on  or 
before  November  10, 1918. 

3.  On  October  19,  1918,  Capt.  C.  B.  Kennedy,  Q.  M.  C,  of  the 
Construction  Division,  telephoned  the  Forest  Products  Section,  Di- 
vision of  Purchase,  United  States  Bailroad  Administration,  and 
requested  that  24  sets  of  switch  timbers  for  No.  8  turnouts  be  shipped 
to  the  constructing  quartermaster,  account  Fred  T,  Ley  &  Co.,  T.  N.  T. 
Plant,  Perryville,  Md.  On  the  same  date  Mr.  C.  O.  Deabler,  of  the 
Forest  Products  Section,  United  States  Railroad  Administration, 
telegraphed  Mr.  F.  Jt.  Fechtic,  chairman  of  the  Regional  Purchasing 
Committee,  United  States  Eauroad  Administration,  Healey  Building, 
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Atlanta,  Ga.,  requesting  that  24  sets  of  switch  timbers  for  No.  8  turn- 
outs be  shipped  to  the  constructing  quartermaster,  account  Fred  T. 
Ley  &  Co.,  T.  N.  T.  Plant,  Perryville,  Md.  Mr.  Fechtig  finally 
placed  the  order  with  the  Norfolk  &  Southern  Kailroad  Co.  on 
October  22,  1918,  and  advised  the  Forest  Products  Section,  United 
States  Railroad  Administration,  to  this  effect,  and  on  November  4, 
1918,  Mr.  Deabler  advised  Capt,  Huff,  of  the  Construction  Division, 
that  the  ties  would  be  supplied  at  $31.75  per  thousand  feet. 

4.  The  Norfolk  &  Southern  Bailroad  Co.  placed  the  orders  for  the 
24  sets  of  No.  8  turnouts  with  mills  on  its  line.  On  November  1, 1918, 
an  order  for  six  (6)  sets  was  placed  with  Mr.  J.  M.  Brown,  of  Hemp, " 
N.  C,  and  on  the  same  date  an  order  for  five  (5)  sets  was  placed 
with  Mr.  J.  R.  Wallace,  of  Troy,  N.  C,  and  the  balance  of  the  order 
was  placed  with  other  mills,  but  no  claim  has  been  presented  based 
on  orders  which  were  placed  with  any  of  the  mills  except  Mr.  Brown 
and  Mr.  Wallace. 

5.  On  November  5,  1918,  the  purchase  authotization  for  the  ties 
in  question  was  canceled  by  the  Construction  Division.  Apparently 
this  was  due  to  the  fact  that  no  appropriation  had  been  made  for  tha 
proposed  T,  N.  T.  Plant  at  Perryville.  The  Forest  Products  Section 
of  the  United  States  Railroad  Administration  was  notified  by  tele- 
phone of  the  cancellation  of  this  authorization  on  November  5,  1918, 
and  on  November  6,  1918,  the  cancellation  was  confirmed  by  letter 
from  Capt,  G.  N.  Chambers,  of  the  Construction  Division.  Notice  of 
the  cancellation  was  passed  down  the  line  and  reached  Mr.  Brown 
and  Mr.  Wallace,  November  7,  1918.  Of  the  six  (6)  sets  to  be 
furnished  by  Mr.  Brown,  two  (2)  were  loaded  and  shipped  November 
4.  1918,  and  the  other  four  (4)  sets  had  been  cut  and  were  on  the 
siding  at  Putnam,  N.  C,  ready  to  be  loaded  when  Mr,  Brown  was 
notified  of  the  cancellation.  It  appears  that  Mr.  Brown  has  been 
paid  for  the  two  (2)  sets  he  actually  delivered,  and  he  has  &le^ 
a  claim  against  the  Norfolk  &  Southern  Railroad  Co.  for  the  four 
(4)  sets  which  were  cut  but  not  delivered.  His  claim  against  the 
Norfolk  &  Southern  Railroad  Co.  is  for  $335,42  and  interest  from 
November  8, 1918,  From  the  record  it  appears  that  the  ties  are  still 
at  Putnam,  N.  C. 

When  Mr,  Wallace  received  notice  of  the  cancellation  November 
7,  1918,  he  had  already  cut  the  five  (5)  sets  allocated  to  him  I)y 
claimant,  but  had  not  loaded  them.  The  record  indicates  that  these 
ties  are  still  on  the  right  of  way  at  Am  Siding  south  of  Troy,  N.  C. 
Mr.  Wallace  has  filed  a  claim  against  the  Norfolk  &  Southern  Bail- 
road  Co.  for  these  five  (5)  sets  of  ties  in  the  sum  of  $419.28  and 
interest  from  November  8,  1918.  Claimant  apparently  hos  not  paid 
either  Mr.  Brown  or  Mr,  Wallace,  The  ties  have  not  been  used  by 
claimant  because  they  were  cut  to  unusual  sizes. 
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6.  While  no  formal  presentation  of  this  daim  was  made  to  the 
War  Department  prior  to  June  80,  1919,  the  correspondence  in  the- 
files  of  the  Construction  Division  shows  that  repeated  efforts  were 
made  by  the  United  States  Bailroad  Administration  prior  to  June  30, 
1919,  to  obtain  a  settlement  with  the  Construction  Division  of  the 
claims  growing  out  of  this  transaction. 


1.  The  Appeal  Section  finds:  (1)  That  Mr.  F.  H.  Fechtig,  chair- 
man of  the  Regional  Purchasing  Committee,  United  States  Railroad 
Administration,  was  acting  as  the  duly  authorized  agent  of  the  Con- 
stnictioB  Division,  United  States  Army,  when  on  October  22,  1918, 
he  placed  an  order  with  the  Norfolk  &  Southern  Railroad  Co.  for  24 
sets  of  switch  timbers  for  No.  8  turnouts  to  be  shipped  to  the  con- 
structing quartermaster  account  Fred  T.  Ley  &  Co.,  T.  N.  T.  plants 
Perryville,  Md, ;  (2)  that  an  informal  agreement  was  entered  into  be- 
tween the  claimant  and  the  United  States  by  the  terms  of  which 
claimant  was  to  furnish  to  the  United  States  24  sets  of  switch  timbers 
for  No.  8  turnouts  at  $31.75  per  thousand  feet ;  (3)  that  it  is  such  an 
agreement  as  the  Secretary  of  War  is,  under  the  act  of  March  2, 1919, 
authorized  to  adjust,  pay,  ox  discharge  upon  a  fair  and  equitable 
basis. 

2.  The  Appeal  Section  holds  that  there  was  a  sufficient  presenta- 
tion of  this  claim  prior  to  June  30, 1919,  to  comply  with  the  require- 
ments of  the  act  of  March  2, 1919,  relative  to  the  date  of  filing. 

DISPOSITION. 

This  Board  will  make  and  transmit  a  statement  of  the  nature, 
terms,  and  conditions  of  the  agreement  and  certificate,  Form  C,  to 
the  Construction  Section,  War  Department  Claims  Board,  for  action 
in  the  manner  provided  in  Subdivision  C,  section  5,  Supply  Circular 
No.  17,  Purchase,  Storage,  and  Traffic  Division. 

Lieut.  Col.  McKeeby  and  Lieut.  Hendon  concurring  for  the  appeal 
section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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November  29, 1920. 
Case  No.  1779. 

In  re  CLAIH  OF  PFAV  KAlmFACTrRIBO  CO. 

KATEILIALS— EETEHTIOH  OF  SKILIED  L&BOE.— Where  claimant  wai  «■>• 
raged  In  the  production  of  plane  tahlei  and  Iti  contract  wat  abont  to 
expire,  and  It  applied  to  the  QoTemment  for  a  new  contract  and  wai 
adrlaed  that  lame  wcnld  come  throsffh  ihortly,  and  dnrlng  the  converia- 
tlon  claimant  waa  told  not  to  dlicharge  iti  force  bnt  to  keep  the  lame 
Intact,  and  to  proceed  to  ^t  the  neoeiiBTy  material  and  luppllei  for  oon. 
tinned  prodnctlon,  an  agreement  wai  thereby  entered  Into  between  the 
claimant  and  the  Qovemmeat  whereby  the  Ooremment  li  obliKated  to  pay 
to  claimant  the  reaionable  enpendltnrei  made  in  aomplyln?  with  inch 
reqneit. 

COmimiEKTB. — Where  claimant  wai  told  hy  a  contrBctlng  or  nesotlatlnET 
officer  that  a  contract  for  additional  plane  tables  waa  coming  thrcngh 
and  claimant  therenpon  made  conunltmenti  with  certain  compaii  mann- 
factnreri,  there  li  an  BKreement  whereby  the  United  Statet  li  obligated 
to  pay  claimant  for  inch  reaionahlc  commitment*  ai  were  made  on  tb4 
faith  of  the  lald  agreement. 

Maj,  Fair  writing  the  opinion  of  the  Board. 

ON  RECONSIDERATION, 

1.  This  claim  was  originally  filed  with  the  Ordnance  Claims  Board 
prior  to  Jnne  30, 1919,  ns  a  Class  A  claim,  and,  under  date  of  August 
8, 1919,  was  transmitted  by  said  Board  to  the  Board  of  Contract  Ad- 
justment. On  the  9th  day  of  January,  1920,  claimant  had  a  formal 
hearing  before  the  said  Board,  which  rendered  an  opinion  on  March 
17,  1920,  unfavorable  to  claimant.  Claimant  thereupon  filed  a  peti- 
tion for  rehearing,  together  with  its  formal  brief  in  support  thereof. 
The  matter  was  referred  to  the  rehearings  committee  which,  under 
date  of  May  20,  1920,  refused  to  reconsider  the  said  decision  and 
claimant  thereupon,  under  date  of  June  1, 1920,  served  notice  on  the 
Board  of  its  appeal  to  the  Secretary  of  War.  On  June  7,  1920,  the 
decision  of  the  Board  of  Contract  Adjustment,  together  with  the  files 
and  the  accompanying  papers,  were  forwarded  to  the  War  Depart- 
ment Claims  Board  for  transmission  to  the  Secretary  of  War  in  ac- 
cordance with  claimant's  appeal. 
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2.  The  matter  was  then  referred  to  the  Special  Advisers  of  the 
Secretary  of  War  who  submitted  the  following  memoranda : 

"  Had  the  armistice  not  been  agreed  to  when  it  was  and  had  hos- 
tilities continued  a  few  months  longer,  there  can  be  little  doubt  on 
the  record  here  that  claimant  would  have  received  a  written  contract 
for  plane  tables,  maybe  6,440  of  them,  maybe  more  or  leas ;  that  it 
would  have  manufactured  and  delivered  the  same  and  been  paid 
therefor.  Had  that  been  so,  claimant  would  have  sustained  no  loss 
and  would  have  presented  no  claim. 

"As  events  turned  out  claimant  did  sustain  losses  partly  from 
keeping  on  hand  a  skilled  and  organized  force  ready,  whenever  orders 
might  come  in.  to  get  at  once  to  work  and  fill  them;  partly  also 
through  the  purchase  of  parts  essential  to  the  production  of  plane 
tables,  which  parts  it  could  not  use  for  government  work,  because 
no  more  government  work  was  ever  ordered. 

"  In  order  to  recoup  itself  for  such  losses  its  claim  was  filed  and 
came  eventually  before  the  Board.  That  claim  is  that  prior  to  Nov, 
12,  1918,  and  about  Oct.  15,  1918,  it  entered  into  an  agreement  with 
an  officer  or  agent  acting  under  authority,  whereby  it  was  to  manu- 
facture 6,440  plane  tables  at  $32  each.  The  theory  is  the  familiar 
one  that,  through  conversations  with  a  negotiating  officer,  apparently 
clothed  with  authority,  an  oral  agreement  was  entered  into  for  the 
purchase  of  these  plane  tables,  the  same  to  be  subsequently  reduced 
to  writing  in  the  form  of  a  purchase  order  or  a  formal  contract. 

"The  Board  reached  the  conclusion  that  no  such  oral  agreement 
was  entered  into,  and  after  a  careful  examination  of  the  testimony 
and  appellant's  brief,  I  concur  in  that  conclusion;  indeed  I  should 
infer  from  the  brief  that  appellant  does  not  dispute  the  proposition 
that  the  Board  properly  rejected  the  formal  written  claim  which 
was  filed  under  tne  Dent  Act  and  which  in  due  course  came  before 
the  Board  for  its  consideration.    Why  then  is  this  appeal  taken! 

"There  is  a  great  deal  of  testimony  and  it  is  contended  that  it 
shows  the  making  of  a  different  oral  agreement  from  that  set  out  in 
the  claim.    The  theory  is  this ; 

"  Claimant  was  practically  the  sole  source  of  supply  of  plane  tables, 
a  plane  table  being  a  necessary  part  of  a  machine  gun.  It  had  ptior 
contracts  with  the  Government  which  were  nearly  completed.  It 
came  to  the  officer  in  charge  of  the  procurement  of  such  articles  and 
informed  him  that  unless  it  received  additional  orders  for  plane 
tables  it  would  bo  compelled  to  let  its  experienced  help  go  and  sever 
connection  with  the  instrument  maker  from  which  it  got  the  com- 
passes (an  essential  part  of  the  plane  table)  and  who  was  being 
pressed  to  offer  his  compasses  to  the  Shipping  Board  instead  of 
claimant. 

"  Such  a  course  on  the  part  of  the  claimant  would  have  been  em- 
barrassing for  the  Government.  There  was  no  other  company  manu- 
facturing plane  tables  for  the  machine  gun  branch;  bios  had  been 
advertised  for  and  requests  sent  to  practically  all  of  the  standard 
instrument  manufacturers  and  they  replied  that  in  some  cases  their 
deliveries  would  extend  over  a  period  of  almost  three  years  to  manil- 
facture  the  quantity  that  was  wanted.  In  the  opinion  of  the  officer 
in  charge  it  was  inadvisable  to  have  claimant  disband  its  organiza- 
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tioD;  it  would  mean  k  break  io  productioD  so  that  when  some  hurry 
teall  came  through  it  might  not  ae  filled.  And  a  hurry  call  for  ma- 
chine gun  parts  might  come  at  any  moment.  Failure  to  keep  its 
connection  with  the  compass  makers  and  thus  losing  control  that 
supply  was  also  a  disturbing  element.  That  under  these  circum- 
stances, as  Mr.  Pfau  testified.  Captain  Shepherd  said  '  Order  mate- 
rial, keep  your  men  on,  keep  your  women  on,  and  do  not  let  them  go, 
because  we  are  going  to  look  to  you  for  making  these  things." 

"  The  Dent  Act  is  not  confined  to  agreements  for  the  production 
or  purchase  of  supplies ;  it  expressly  enumerates  '  agreements  for  the 
acquisition  or  control  of  equipment,  materials,  or  supplies.'  It  is 
contended  that  an  agreement  of  the  sort  set  forth  above  is  an  agree- 
ment for  the  acquisition  or  control  of  equipment,  materials,  or  sup- 
plies. Certainly  this  would  be  so  as  to  the  compasses,  and,  in  my 
opinion,  a  fair  and  reasonable  construction  of  the  word  'equipment' 
would  corer  a  selected  force  of  skilled  workmen,  whose  existence  in 
an  organized  body,  subject  to  control,  would  make  the  manufacturer 
who  coatrolled  them  much  better  equipped  to  carry  out  the  obliga- 
tions of  his  contract  with  dispatch. 

"  I  find  the  evidence  to  the  effect  that  such  an  agreement  to  ac- 
quire and  control  equipment  and  supplies  was  in  Uxt  made  to  be 
quite  persuasive,  and  am  inclined  to  the  conclusion  that  it  would 
reasonably  be  supposed  by  claimant  that  Capt.  Shepherd  had  author- 
ity to  maKe  such  an  agreement.  But  there  are  no  such  issues  pre- 
sented by  this  claim.  If  the  practice  allows  as  radical  an  amend-  ' 
ment  as  this  to  be  made  to  a  claim,  I  recommend  that  claimant  be 
allowed  to  amend,  but  if  the  claim  be  thus  amended  I  recommend 
that  tiie  case  thus  presented  be  sent  to  the  Board  for  trial.  It  has 
never  had  these  new  issues  before  it,  having  been  concerned  only 
with  an  agreement  for  the  manufacture  and  sale  of  plane  tables,  and 
neither  the  claimant  nor  the  Government  tried  the  case  on  any  such 
theory. 

Sept.  13, 1930. 

(Sgd.)  E.  Henrt  Laoombe, 

Special  Advie«rJ" 


SkPtsubsr  21, 1920. 

"I  recommend  that  this  record  be  returned  to  the  Appeal  Section, 
War  Department  Claims  Board,  with  instructions  to  grant  claimant 
leave  to  amend  the  claim  in  the  manner  referred  to  in  the  foregoing 
memorandum  of  Judge  Lacombe,  claimant  to  be  permitted  thereafter 
to  offer  such  further  evidence  as  it  may  desire  to  produce  with  regard 
to  the  amended  claim. 

(  (  Sgd.)  E.  C.  G0(M)ALB." 

3.  Under  date  of  September  21,  1920,  the  file,  together  with  the 
accompanying  papers,  were  returned  to  this  Board  with  the  follow- 
ing order  of  the  Secretary  of  War : 

"  Upon  consideration  of  the  record  in  this  matter,  it  is  hereby  di- 
rected that  further  proceedings  be  had  by  the  Board  of  Contract  Ad- 


,Goo';le 
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justment  in  accordance  with  the  accompanying  recommendations  of 
the  Special  Advisers. 

(^[d.)  Newton  D.  Bakeh, 

Sea-etaa-y  of  War." 

4.  Thereupon  on  October  21,  1920,  claimant  was  allowed  to  amend 
its  former  petition  by  filing  an  amended  statement  of  claim,  Form  B, 
the  said  amended  petition  alleging,  among  other  things,  that  claimant 
entered  into  an  agreement  with  an  officer  or  agent  acting  under  the 
authority,  direction,  or  instruction  of  the  Secretary  of  War  (Presi- 
dent of  the  United  States)  for — 

"  {a)  Control  or  acquisition  of  claimant's  equipment,  materials,  and 
supplies  necessary  and  useful  in  and  about  manufacture  of  plane- 
tables,  meaning  specifically,  Claimant's  existing  and  functioning  or- 
ganization of  skilled  workmen,  or  men  and  women,  experienced  in 
work  on  plane-table  sand  parts  thereof;  also  Claimant's  established 
trade-connections  with  manufacturers  of  compasses  (an  essential  part 
of  the  plane-table)  and  Claimant's  outstanding  and  further  requlsi- 

-  tions  or  orders  for  necessary  compasses ;  also  Claimant's  supplies  of 
direct  and  indirect  raw  material  and  parts  on  hand  and  in  course  of 
manufacture,  and  Claimant's  trade-connections  and  requisitions  or 
orders  placed  or  to  be  placed  with  manufacturers  and  suppliers  of 

,  divers  other  articles,  commodities,  and  services  necessary  and  requi- 
site for  manufacture  by  Claimant  at  its  Plant  of  plane-tables  of  the 
kind  and  character  called  for  under  set  of  plane-tables  specifications 
then  and  theretofore  adopted  and  prescribed  by  United  States  Gov- 
ernment through  its  officer  in  charge  of  the  procurement  of  such  arti- 
cles for  the  Small  Arms  Division  in  the  War  Department,  ail  as  ap- 
pears more  particularly  specified  and  established  by  proois  taken  m 
case  No.  150-C-1779,  Board  of  Contract  Adjustment,  and  by  memo- 
randum-opinion thereon  rendered  on  appeal  oy  the  Special  Advisers 
to  the  Secretary  of  War  in  said  case." 

5.  This  claim  is  therefore  presented  on  the  original  file  and  evi- 
dence that  was  first  presented  to  this  Board,  the  memoranda  of  the 
Special  Advisers,  the  order  of  the  Secretary  of  War,  and  an  affidavit 
bearing  date,  the  27th  day  of  October,  1920,  from  Lawrence  V.  Shep-- 
herd  which,  among  other  things,  contains  the  following  statement : 

"Affiant  further  deposing  states  that  The  Pfau  Manufacturing 
Company  was  practically  the  sole  source  of  supply  of  plane  tables, 
a  plane  table  being  a  necessary  part  of  a  machine  gun  (Unit  of 
Equipment).  The  Pfau  Manufacturing  Company  had  prior  con- 
tracts with  the  Government  which  were  nearly  completed.  Charles 
Pfau,  President  of  the  Company,  came  to  Affiant  as  officer  in  charge 
of  the  procurement  of  plane  tables  and  informed  Affiant  that  unless 
the  company  received  additional  orders  for  plane  tables  it  would  be 
compelled  to  let  its  experienced  help  go  and  sever  connections  with 
the  instrument  maker  from  whom  the  company  got  the  compasses 
(an  essential  part  of  the  plane  table)  and  wno  was  being  pressed  to 
offer  his  compasses  to  the  Shipping  Board  instead  of  to  The  Pfau 
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Manufacturing  Company.  Such  a  couree  on  the  part  of  the  Com- 
pany would  have  been  embarrasing  for  the  Govenunent.  There  was 
no  other  companv  manufacturing  plane  tables  for  the  Machine  Gun 
Branch ;  bids  had  been  advertised  for  and  requests  sent  to  practically 
all  of  the  standard  instrument  manufacturers,  and  they  replied  that, 
in  some  cases,  their  deliveries  would  extend  over  a  period  of  almost 
three  years  to  manufacture  the  quantity  that  was  wanted-  In  Affi- 
ant's opinion  it  was  inadvisable  to  have  The  Pfau  Manufacturing 
Company  disband  its  organi^^tiiHi ;  it  would  mean  a  break  in  produc- 
tion so  that  when  some  huiried  call  came  in  it  might  not  be  filled.  A 
hurried  call  for  machine  gun  parts  might  come  at  any  moment. 
Failure  to  keep  the  company's  connection  with  the  compass  makers 
and  thus  losing  control  of  that  supply  was  also  a  disturbing  element. 
That  under  these  circumstances  Affiant  recalls  having  said,  on  or 
about  October  Ist,  1918,  to  Charles  Pfau,  President  of  The  Pfau 
Manufacturing  Company: — 'Order  material, keep  your  men  on, keep 
your  women  on  and  do  not  let  them  go  (I  do  not  recall  having  used 
these  exact  words,  but  they  form  the  substance  of  our  conversation, 
as  near  as  I  can  remember.  L.  V.  S.),  because  we  are  going  to  look 
to  you  for  making  these  things.'  Affiant  further  deposing,  sta.tes 
that  The  Pfau  Manufacturing  Company  was  a  contractor  who  was 
dealt  with  for  hire  and  for  compensation,  who  was  never  expected  to 
work  without  pay,  or  to  hazard  its  investment,  or  to  gamble  its  recom- 
pense, in  carrying  out  the  wishes  of  the  Departmeat  as  they  were  or 
had  b«en  doing." 

The  portions  of  the  affidavit  in  bracket  are  interlineations  made  by 
Lawrence  V.  Shepherd,  The  affidavit  seems  to  have  been  prepared 
and  forwarded  to  him  and  he  signed  and  swore  to  the  same  after 
making  the  interlineations  as  indicated  by  the  language  in  the 
brackets.  Capt.  Shepherd  at  the  time  of  the  negotiations  was  a  cap- 
tain in  the  Ordnance  Department. 


1.  In  view  of  the  foregoing  order  of  the  Secretary  of  War,  tha 
memoranda  of  the  Special  Advisers  and  the  affidavit  of  Capt.  Law- 
rence V.  Shepherd,  this  Board  is  of  the  opinion  that  there  was  an 
agreement  entered  into  between  the  claimant  and  Capt.  I<awrence  V. 
Shepherd  on  or  about  the  1st  of  October,  1918,  whereby  claimant 
agreed  to  keep  intact  its  force  of  skilled  labor  and  to  secure  ma- 
terials and  supplies  in  order  that  it  might  be  in  a  position  to  con- 
tinue the  making  of  the  plane  tables,  the  price  of  the  same  to  be  sub- 
ject to  adjustment  when  it  was  finally  decided  what  kind  of  material 
should  be  used  in  making  the  sack  or  bag  in  which  the  said  plane 
tables  were  carried,  and  that  by  reason  of  same  there  resulted  an 
agreement  that  under  the  provisions  of  the  act  of  March  2, 1919,  the 
Secretary  of  War  is  authorized  to  adjust  or  settle  upon  a  fair  and 
equitable  basis. 
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This  section  will  make  up  and  transmit  a  statement  of  the  nature, 
terms,  and  conditions  of  the  agre^nents  and  Certificate,  Form  "  C," 
to  the  Ordnance  Section,  War  Department  Claims  Board,  for  action 
in  accordance  therewith. 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  appeal 
section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Decembeb  1,  1920. 
0a8eKo.28e7. 
fft  r«  oLAm  ov  TBI  AtoEmm,  TormKA.  *  uxta  n  k.  b.  co. 

ON  APPEAL  BEFORE  THE  BEdUiTABy  OF  WAS. 

Vpon  Appeml  to  the  BcoietuT  of  Wu  tlu  deoUtoit  of  tbe  Appeal  Section,  War 
Department  Claim*  Board,  dated  September  10,  1&20,  denrlne  relief,  wai 
aflrmed.    (Bee  ToL  YU,  p.  S77.) 

After  consideration  of  the  record  in  the  case  the  decision  of  the 
Appeal  Section,  War  Department  Claima  Board,  is  hereby  affirmed. 
Newton  D.  Bakeb, 

Secretary  of  War, 
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Decembbb  1,  1920. 
Case  TSo.  2549. 
/ft  re  CUIV  OF  TBS  HATHKI  AITTOICOBILB  00. 

ON  APPEAL  BEFORE  THE  8ECRETART  OF  WAK. 

On  app«al  to  the  Beerttarj  of  War  the  deolilon  ot  tbe  Board  of  Contraot  Adjnit- 
ment,  dated  Kay  IB,  1920,  denytng  relief,  was  afflrmed.  (See  Tol.  T, 
p.  47B.) 

After  consideration  of  the  appeal  and  record  in  the  case  the  deci- 
non  of  the  Board  of  Contract  Adjustment  is  hereby  aSirmed. 
Newton  D.  Baker, 

Secretary  of  War. 
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Deochbeb  4,  1920. 
Caae  Ko.  8749. 

/N  re  CLAHE  07  A.  0.  1CBSBI.BK  00. 

an  APPEAL  BSFOBE  THE  SBOBBTABT  OF  WAB. 

Thli  elalB  WBi  decided  by  the  Boud  of  Contnot  AdJnitmeBt  June  S3,  1B80,  relief 
iMlnr  denied.  Claimant  appealed  to  the  Seoretary  of  War,  who,  on  I>eoe]n- 
bei  i,  1890,  approved  and  afflraed  the  deeiiloB  of  thli  Boud.  (lee  ToL 
TI,  y.  904.) 

Upon  consideration  of  the  record  presented,  the  accompaoying  de- 
cisioa  ol  the  Board  of  Contract  Adjustment  is  hereby  approved  and 
ftffitmed. 

Kbwton  D.  Baker, 

Secretory  of  War, 
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Case  No.  1986. 

In  re  CLAXX  OF  BIOOAH  TRAILEK  COBFOKAHOK. 
ON  APPEAL  BEFORE  THE  SEdEETART  OF  WAS. 

S«e  tJieie  deeldon*,  Tolnma  TE,  page  881,  wni  Tolune  Til,  p.  BSS. 

Upon  consdderatioii  of  the  appeal  and  record  in  the  foregoing  case 
I  am  convinced  that  the  decision  of  the  Board  of  Contract  Adjust- 
ment of  June  80, 1920,  as  amended  by  the  decision  of  the  Appeal  Sec=- 
tion,  War  Department  Claims  Board,  on  August  26, 1920,  is  correct, 
and  relief  in  addition  to  that  therein  granted  is  denied. 

NswTON  D.  Baser, 

Secretary  of  War. 
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Case  No.  1672. 

In  re  CLAUC  OF  AKEBICAV  8IKEL  A  WUtE  CO. 

TMi  olftim  wfti  decided  Ity  the  Btwrd  of  Cotttrftot  Adjnitment  Hay  IB,  19M,  relief 
belne  denied.  On  appenl  to  the  SeorettLry  of  Wnr  the  deolilon  of  the 
Boai4  denylnf  relief  wu  remanded  to  the  Board  for  farther  proeeedings. 
(Y«r  deeliloB  of  Kk?  IS,  IMO,  lee  Tol.  T,  theie  deoiilona,  p.  488.) 

ON  APPEAL  BEFORE  THE  SRCBETAST  OF  WAB. 

Upon  consideration  of  the  appeal  and  record  in  this  ca&e  I  can 
not  concur  in  the  view  of  the  Board  of  Contract  Adjustment  in  its 
decision  of  May  16,  1920,  that  the  contract  was  free  from  ambiguity 
and  that  contractor  is  expressly  bound  by  the  contract  irrespective 
of  the  evidence,  to  do  the  work  of  assembling.  I  do  not  desire  at 
this  time  to  determine  whether  or  not  the  duty  of  assembling  the 
parts  was  included  in  the  formal  contract  dated  April  13,  1918  j  t 
simply  hold  that  the  contract  was  ambiguous  and  direct  further  pro- 
ceedings accordingly.  The.  decision  of  the  Board  of  Contract  Ad- 
justment will  be  Tacat«d  and  further  proceedings  had. 

Nbvton  D.  Baker, 

Secretary  of  War. 
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Deceubbb  8,  11)20. 
Case  No.  2810. 

tn  ie  OLAIX  OF  CE&KLX8  8CHAZFEB  A  SOVS.      . 
ON   APFEAZ.  BEFOBE   THE   SECRETABT  OF  WAB. 

(Tot  ftetement  of  taoti  and  dedilon,  lee  ToL  TH,  p.  794.) 

Upon  consideration  of  the  appeal  and  record  in  this  case  I  am 
convinced  that  claimant  is  not  entitled  to  recover,  and  final  order 
denying  relief  so  far  as  the  War  Department  is  concerned,  is  hereby 
entered. 

Newtok  D.  Bakbb, 

Secretary  of  War. 
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Decehbeb  9,  1920. 

Case  No.  2989. 

fn  te  CLAIM  OV  WOOD  AKI  lUCHIVB  CO. 

'Tliii  eUlm  wu  diipoied  of  tj  the  Appeal  BMtloa,  War  Department  Olaimi  Beard, 
Voreiaber  IS,  ISSO,  by  deajrlaf  relief.  On  appeal  to  the  Seoretarr  of  War 
thii  iecUloit  wai  afflnned.  (Sot  itateueat  of  faoti  and  deeiiioa,  lee  ToL 
Tin,  p.  ISS.) 

OK  APPEAL  BEFORE  TUB  SEOSETABI  OV  WAH. 

Upon  consideratioD  of  the  appeal  and  record  in  the  above-entitled 
case  I  am  conTinced  that  the  action  of  the  Appeal  Section,  War  De- 
partment Claims  Board,  is  correct  and  final  order  denying  relief  by 
the  War  Department  is  hereby  entered. 

Mbwtok  D.  Bakxb, 
Seoretary  of  War. 
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December  14, 1920; 

Case  mo.  2779. 

In  re  CLADf  OF  TIBOIHXA  RES  OIL  PKOVXTCTS  CO. 

On  Axi^it  S,  1930,  the  Appeal  Section,  War  Separtmest  Clalrai  Board,  iiined  a 
declilDa  In  the  above-entitled  oaie  denj^ng  relief.  ¥pon  applleatlon  of 
claimant  a  rehearing  wai  held  on  September  18,  at  which  time  It  was 
determined  that  the  former  deoiilon  ihonld  be  reaJBnned.  Claimant  theft 
appealed  to  the  Secretary  of  War,  who,  on  December  14,  IDSO,  afllrmed  tbo 
decision  of  the  Appeal  Section,  War  Department  Claimi  Board.  (For  fnll 
■tatenent  of  faeti,  lee  Tol.  Vn,  p.  SIS,  and  ToL  Til,  p.  6BB.) 

ON  APPEAL  BEFORE  THE  SECRETABT  OF  WAS. 

In  the  foregoing  case  of  the  Virginia  Bed  Oil  Products  Co.  tiie 
action  of  the  Appeal  Section,  War  Department  Claims  Board',  in 
denying  relief  is  affirmed  and  final  order  denying  relief  so  far  as  the 
War  Dflpartment  is  concerned  is  hereby  entered. 

Newton  D.  Bakek, 

Secretary  of  War, 
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Coae  No.  8677. 

In  re  CI.AIX  OP  70LIZI  lOEflE  CO. 

ON  APPEAI.  BXFOBB  THB  BBCBETABT  OF  WAS. 

Tbli  oue  wtt  decdded  b;  the  Appeal  Seotton,  Wmr  Department  Clalsu  Board,  Ivlj 
II,  IBM),  relief  belsff  (rraated  la  part.  On  appeal  to  tlu  8eoretai7  of  War, 
deoliiea  aflntied.     (See  ToL  TIZ,  p.  ISO.) 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
case  the  action  of  the  Appeal  SecticHi,  War  Department  Claims 
Board,  is  hereby  affirmed. 

Newton  D.  Baheb, 

Seoretary  of  War. 
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Deoember  16, 1920. 
Case  ITo.  2843. 

/n  re  CLAHf  07  VOBTH  STAB  CHEICIOAL  WORKS. 
ON  AFFEAIi  BEFORE  THE  SEORETABT  OF  WAS. 

Upon  appeal  to  tlie  Seoretaxy  of  War  the  dealalon  of  the  Appeal  SeoUon,  War 
Departmeat  Clatmi  Board,  dated  OetolKr  1,  1980,  wai  afbmed.  <Bee  Tol. 
TH,  p.  78B.) 

Upon  consideration  of  the  appeal  Bod  record  in  the  aboTe-entitled 
case  I  hereby  affiim  the  action  of  the  Appeal  Section,  War  Depart- 
ment Claims  Board,  denying  relief. 

Kbwtoit  D.  Basxb, 

Secretary  of  War. 
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December  16, 1920. 
Case  No.  2651. 


ON  APPEAL  TO  THE  BEOSETABT  OP  WAH. 

On  Inly  IB,  1080,  the  Appeni  Section,  War  Department  CUlmi  Bonrd,  rendered  a 
deolslon  dcnylnE  relief  In  above-entitled  claim,  and  on  appeal  the  Secre- 
tary of  Tar,  on  Seoember  IC,  IMO,  alllrmed  tMi  deelilon.     (See  Tel.  Til, 

^M.) 

Upon  consideration  of  the  appeal  and  record  in  this  case  the  deci- 
sion of  the  Appeal  Section,  War  Department  Claims  Board,  is 
affirmed. 

Newton  D.  Baker, 

Secretary  of  "Wear. 
22» 
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Deceubeb  18,  1920. 
Case  No.  2879. 

In  re  CtAIM  01  THE  CHICAGO,  XHWAUKEE  A  BT.  FAm  &.  R.  CO. 
ON  APPEAL  BEFOB^  THE  SECRErFART  OF  WAB. 

lUt  eUlm  wu  dlipoied  of  by  the  AppeAl  BecUon,  Wu  Sep«rtin«iit  CUlau  Board, 
September  1',  19S0,  by  denyliiK  relief  to  olalmuit  (ToL  VH,  p.  HO).  On 
appeal  to  Seoretarr  «f  War,  deolilon  aflrmed. 

Id  the  foregoing  case,  upon  consideratioD  of  the  appeal  and  rec- 
ord, I  am  convinced  that  ihe  action  of  the  Appeal  Section,  War  De- 
partment Claims  Board,  denying  relief  is  correct  and  the  same  is 
hereby  affirmed. 

Newton  D.  Baker, 
Secretary  of  War. 
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Decbmber  18,  1920. 
Case  Ho.  2470. 

/»  re  CLAIM  OF  EATHORI)  IHOIVEEBIFO  COKPORATIOH,  FEW  TOKX,  N.  Y. 
ON  APPEAL  BEFOBE  THE  8ECRBTART  OT  WAR, 

4)v  7nae  24,  1920,  the  Boud  of  Oomtract  Adjuitment  rendered  «  deeiilon  Aenjlng 
relief  In  Above  oaie.  Claimant  appealed  to  tbe  Secretary  of  War,  who.  on 
December  18,  1B90,  afflrmed  the  deolilon  of  the  Board.  (See  Vol.  VI, 
thei«  deolilani,  p.  510.) 

Upon  consideration  of  the  record  presented,  the  accompanying 
decision  of  the  Board  of  Contract  Adjustment  is  hereby  approved 
and  affirmed, 

Newton  D.  Bakeb, 

Seeretary  of  War. 
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Cases  Kos.  2050  and  2061. 

In.  re  CLAIMS  OV  WBIQHT  VOEZS. 
ON   APPEAL   BEFOBE  THE   8ECRXTABT  OF  WAS. 

Ibew  olaimi  were  disposed  of  "bj  tbe  Board  of  Contract  Adjustment  April  3,  19S0, 
by  denylii^  relief  to  olalmant  (Vol.  IT,  p.  8W).  OUlmant  appealed  to 
tbe  Seeretarj  of  War,  wbo,  on  tbe  IStb  day  of  ZPeoember,  1920,  afflrmed 
tbe  deoliion  of  tbU  Board. 

Upon  consideration  of  the  appeal  and  record  in  the  aboTe-entitled 
cases,  I  am  convinced  that  relief  should  not  be  granted,  and  the 
action  of  tbe  Board  of  Contract  Adjustment  denying  relief  is,  there- 
fore, affirmed. 

Newton  D.  Bakbb, 

Seeretcery  of  War. 
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Dbcembes  20, 1920. 
Case  No.  3816. 
fn  r«  ciahe  or  EOJCE  beais  a  coiiek  co. 

ON  APP£AL  BETOBE  THB  SECBETART   OF   WAR. 

For  deeliloit  of  Appeal  Seetfon,  War  DepartiMitt  CUiau  BiMid,  dated  Anoint  17, 
1«S0.     (B«e  Vol.  TH,  tHeM  deelilttmi,  p.  Sa7.) 

Upon  consideration  of  the  record  and  appeal  in  the  aboTe-entitled 
case,  the  decision  of  the  Appeal  Section  is  hereby  affirmed. 

Nbwton  D.  Baseb, 

Secretary  of  War. 
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DsmMBEB  21,  1920. 
OaB«  No.  3785. 

In  re  OLAIK  OF  WBSIBSH  CAKTEnWE  CO. 
ON  APPEAL  BEFORB  THE  SECRETAXT  OF  WAB. 

VpoB  appemi  to  the  Secretary  of  War  the  deetiion  of  the  Appeal  Seotloa,  War 
Department  Clalmi  Board,  mi  aJBrmed.     (See  ToL  vn,  p.  an.) 

Upon  consideration  of  the  appeal  and  record  in  the  foregoing  case, 
I  am  convinced  the  decisioD  of  the  Appeal  Section,  War  Department 
Claim  Board,  is  correct  and  tiie  same  is  approved. 

Newton  D.  Bakeb, 

Secretary  of  War. 
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DZCEMBEB  21,  1920. 

Cue  Ho.  8318. 

In  re  aLUK  OT  WIMOSm  KOTOB  XAXHTAOTniSO  00. 

ON  AFFEAIi  BETORK  THX  BBCSZTABT  OF  WAR, 

ITpoa  appoKl  t«  Uu  SMieUry  of  Wax  the  leoliIoK  of  tbe  Board  of  Contrut 
Adjutveat,  tUtei  Kueb  29,  IMO,  deajlns  relief,  wu  afflmcd.  (See 
ToL  IT,  p.  7sa.) 

Upon  consideration  of  the  appeal  and  record  in  this  case,  the 
action  of  the  Board  of  Contract  Adjustment  denjring  relief  is 
affirmed. 

Nbwton  D.  Bakib, 

Secretary  of  Weer. 
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Decembeb  22,  1920. 
Case  Ko.  1938. 

In  re  CUIK  OV  A.  0.  LAWEIHCX  LIATHSK  00. 

ON  APPEAL  BEPORE  THE  8ECRETABT  OF  WAR. 

Deoidoni  were  lendered  In  tlili  oaie  1iy  the  Boud  of  Contrset  AdJititiBeiit  ott 
XKf  t,  1910  (Tol.  T,  p.  183),  aad  hj  Ml*  Appeal  Beotion,  W*r  Depart- 
m«ttt  Claim*  Board,  on  HoTember  S,  19M  (Tel,  VIU,  p.  14S).  Ob  appeal 
to  the  8eeretar7  of  War  the  declilen  of  the  Appeal  Bectlon,  War  Sa- 
partment  Claimi  Board,  wai  aflrmed. 

Upon  consideration  of  the  appeal  and  record  in  this  case,  I  am 
convinced  that  the  action  of  the  Appeal  Section,  War  Department 
Claims  Board,  in  dMt3ang  relief  is  correct. 

Newton  D.  Baker, 

Secretary  of  War. 
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Deobmdeb  22,  1920. 
CaMNo.  3911. 
t»  re  CLAIK  OV  EOILIV  CKZiaCAL  CO. 

ON  AFFEAI.  B£POBX  TH£  &BOKETABT  OF  WAB. 

Thli  claim  wu  deefded  br  the  Appeal  SeoUoa,  Wu  DepBTtmest  Claim  Board, 
November  8,  1980,  by  deaylns  reUef  to  elalmaat.  CUlmant  appealed  to 
tlie  Beeretary  of  War  who,  on  Deeember  2S,  1890,  alllrmed  tho  deoltlon 

of  ttdi  BMTd.   <v«L  vm,  y.  ia».) 

Upon  consideration  of  the  record  and  appeal  in  the  case,  the  de- 
cision of  the  Appeal  Section,  War  Department  Claims  Board,  is 
affirmed. 

Xewton  D.  Baxeb, 

Secretary  of  War. 
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Case  No.  1764. 

In  n  CUIK  OT  J.  A  V.  OOUISIOHZ  *  CO. 
OK  APFEAIj  BEI^RE  TBS  SECRETART  OF  WAS. 

.    Tor  deelilon  of  Board  of  Contraet  Adjnitment  dated  Karcli  80,  IBSO,  denyliv 
relief,  lee  Tolnme  IV,  theie  dediloni,  page  S3S. 

Upon  consideration  of  the  appeal  and  record  in  the  foregoing  case, 
I  believe  that  the  action  of  the  Board  of  Contract  Adjustment,  de- 
nying relief,  is  correct,  and  the  same  is  hereby  affirmed. 

Newton  D.  Bakes, 

Seeretartf  of  War. 
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Ubcuibib  24,  1920. 

CaseKo.  1553. 

In  re  OLAOL  OW  REHDreTOH  ASKg  inriOH  XZTALLIC  CAATZlDaS  CO. 

ON  APPEAL  BEPOBE  THE  SECRETABT  OF  WAB. 

Tor  d«elilim  of  B«*rd  Vt  C«ntra«t  AdJtutKcat  dAted  Jane  18,  IMO,  ue  Tolnme 
TI,  jfAft  Ml. 

Upon  consideration  ol  the  appeal  and  brief  in  the  above-entitled 
case,  I  am  convinced  that  the  letter  of  the  Appeal  Section,  War 
Department  Claims  Board,  of  October  9,  1920,  is  correct,  and  the 
same  is  hereby  affirmed. 

Newton  D.  Bakek, 

Secretin/  of  War, 

Appeal  Section,  War  Depabthent  Claims  Boabd, 

Washington,  October  9, 19W. 
From:  War  Department  Claims  Board,  Appeal  Section. 
To  ;  War  Department  Claims  Board,  Ordnance  Section. 
Sobject:  ClMm  of  Remington  Anns  Co.,  150-C-1628. 

1.  The  War  Department  Claims  Board,  Appeal  Section,  has  re- 
ceived youF  letter  under  date  of  October  7,  1920,  together  with  the 
file  of  tne  Remington  Arms  Co.,  claim  150-C-1523. 

2.  This  letter,  together  with  the  record  in  the  case,  was  referred 
to  Lieut.  Col.  McKeeby,  chairman,  Appeal  Section,  and  he  directs  me 
to  return  the  same  to  the  Ordnance  Section  calling  attention  to  the 
fact  that  paragraph  1  in  your  letter  under  date  oi  October  7,  1920, 
states: 

"  *  *  *  the  Government  should  pay  it  the  exact  amount  which 
it  spent  and  no  more  and  that  the  Remin^n  Co.  should  receive  for 
the  facilities  which  it  manufactures  in  its  own  plant  the  cost  of 
manufacture,  plus  10  per  cent." 

8.  It  is  the  opinion  of  the  chairman  that  the  par^raph  you  quote 
from  the  decision  in  case  150-C-1523  is  so  clear  and  distinct  that  it 
would  be  impossible  for  this  section  to  set  forth  in  further  d^Ail 
the  exact  meaning  of  the  decision. 

War  Department  Claims  Boaro,  Appeal  Secttion, 
By  John  C.  F.  Palmer, 

Captain,  Adjutant  General,  Recorder. 
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December  27,  1920. 

Case  Ko.  3034. 

In  re  CLAIM  01  DinBBHBVBa  XOIOKI  CO&POEATIOir. 

ON  APFBAK.  BEPOBE  THE  SECKETABT  OF  WAR. 

Opon  appeal  to  the  Seoretarr  of  War,  deolaint  of  tbe  Appeal  BeeUon,  War  De- 
partment  Claims  Board,  dated  Voveaber  IS,  1910  wai  afflrnMd.  <Bee  ToL 
VIU,  theie  deolilon*,  p.  181.) 

On  considerfttion  of  the  appeal  and  record  in  this  case  the  deciaion 
of  the  Appeal  Section,  War  Department  Claims  Board,  is  affirmed. 
Newtok  D.  Baker, 

Secretary  of  war. 
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Oftse  Ko.  2841. 

In  re  CUZX  OV  XOHMOTTTH  CHXXICAI.  CO.,  WW  TOSK  CITT,  IT.  T. 

ON  APPEAL  BEPORE  THE  SECRETABT  OF  WAK. 

Tki>  vlAlta  wai  dMideS  by  tbe  Beam  of  Ctntraet  AdJniUuat  sATenely  to  oUlm- 
■at  OS  Jma«  S,  IMO.  On  av^>l  to  IterfrUiT  of  Wu,  Bfltnned.  (For 
deotilon  of  Board  of  Oontnet  AUnitmeitt,  tn  Vol.  VI,  theie  deelUoai, 

Upon  consideration  of  appeal  and  record  in  the  above-entitled  case, 
the  action  of  the  Board  of  Contract  Adjustment  denying  relief  is 
affinoed. 

Newton  D.  Baker, 

Secretary  of  War. 
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Deoehsbb  29, 1920. 
Case  Ko.  2525. 
In  re  CUZK  07  HSHSKXZ  COIXSSE,  COSWAT,  AKK. 

ON  APPEAL  BEFORE  THE  BECBln'ARr  OF  WAB. 

Tbe  Appeal  8«atleiL,  Wat  DepartmeiLt  Clalmi  Board,  rendered  a  deolUon  Ik  tko 
abore-eatltUd  elaln  Jfnly  SS,  199H^  doiiTliir  relief.  On  appeal  to  thtt 
Seeretai7  of  War  tlUi  dee]il«n  wu  aflimed.     (Bea  Tol.  VII,  p.  Si.) 

Upon  consideration  of  appeal  and  record  in  the  above-entitled  case, 
the  action  of  the  Appeal  Section,  War  Department  Claims  Board, 
denying  relief  is  affirmed. 

Newton  D.  Baser, 

Secretary  of  War, 
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Case  ITo.  30S7. 

/n  re  CLAIX  OF  W.  D.  RAM. 

1.  BZOPESmO  FUTAL  BTATUTOKT  AWAKS.— Where  a  (ubcontractor  tot  the 
MauafftGture  of  walant  g^mtoeki  enteri  Into  mKreementi  with  prodnoen 
of  walnnt  loKi  bad  after  the  contract  of  the  prime  contnetoT  li  inipraded 
on  aeeonnt  of  the  armlitlee,  the  Ordnanee  Clslnu  Board,  In  order  to 
expedite  the  adjnitment  of  the  r^nttook  eontraoti  enten  Into  canoella- 
tlon  asreementi  with  the  wAlnot-log  prodnoen  with  the  anderitandlnr 
that  the  anonnt  agreed  upon  In  lettlement  will  be  paid  In  eaih,  and 
anerwardi  the  Ordnanoe  oSeeri  and  agenti  engased  In  effeotlng  tettle- 
ment  of  the  KTiit(toak  oontract*  by  orertlght  omit  to  Inolnde  the  elalmi  of 
the  walnot-Ior  prodneeri  In  the  claim  of  the  iiibeoii tractor  and  a  final 
•tatntory  award  li  made  the  prime  oontraetor,  the  mistake  of  the  ordnanoe 
ofleert,  who  are  aotlng  both  for  the  Gorenuncnt  aad  tor  the  prodnoen, 
1*  a  mntnal  one,  and  becaaie  of  luch  mlitake  the  final  itatatory  award 
■honld  be  reopened  and  a  mpplemtntal  award  made  for  the  amount  dne 
the  TBrloni  prodnoen. 

9.  SAm. — Even  If  the  mlitake  of  the  Ordnanee  offloera  and  aK^nt*  in  omitting 
the  prodnoen'  claim  from  the  final  itatntory  award  be  not  considered  ai 
a  mntnal  mlitake,  yet  under  the  clronmitanoet  of  thli  oaie,  where  the 
prodnceri  were  depending  upon  the  Ordnance  offlcert  to  do  all  thlnga 
neceuary  to  lecnre  payment  of  the  amount  agreed  upon  ai  damagei  aris- 
ing from  the  cancellation  of  their  oontracti,  the  final  itatntory  award 
made  to  the  prime  oontraotor  thoald  Im  reopened  and  a  inpplemental 
award  made  tor  the  Tarlon*  amonnti  due  the  prodnoen.  Baeh  inpple- 
mental  award  li  neceuary  to  comiilete  the  adJaatmeM  of  the  prime  con- 
tract and  to  make  It  a  Jnit  and  equitable  lettlement  within  the  meaning 
of  the  Dent  Act. 

S.  CLAIM  ASK  DECZBIOH.— Claim  tor  $1,490.97  for  damagei  on  acoonnt  of  the 
canoellatlon  of  walnnt-log  contract!.  Held,  that  the  final  itatntory  award 
to  the  pilne  contractor  thonld  be  reopened  and  inpplemental  award  made, 

Lieut.  Col.  Smith  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACTF. 

1.  This  claim  was  forwarded  to  the  Appeal  Section  by  the  War 
Department  Claims  Board  "  for  consideration  and  determination  of 
whether  there  is  a  class  '  B  '  claim  and  appropriate  action  thereon." 
The  claim  was  presented  under  unusual  circumstances.  It  is  enti- 
tled in  the  name  of  W.  B.  Ham.  As  a  matter  of  fact  the  only  finan- 
cial interest  Mr.  Ham  has  in  the  claim  is  on  account  of  a  possible 
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contingeot  liability  to  some  20  producers  of  walnut  logs,  who  aro 
the  real  beneficiaries  under  the  claim,  with  whom  he  contracted  for 
walnut  logs  as  the  representative  of  the  WilliamsoD  Veneer  Co.,. 
because  some  of  the  contracts  were  in  his  name. 

The  Williamson  Veneer  Co.  was  a  subcontractor  under  Frank 
Purcell  of  Kansas  City,  Kans.,  who  had  a  contract  with  the  Ord- 
nance Department,  dated  about  October  1,  1918,  to  furni^  black 
walnut  hand-guard  blanks  and  gunstocks. 

2.  Subsequent  to  October  1,  1918,  and  prior  to  the  armistice,  Mr. 
Ham  contracted  with  the  various  producers,  whose  names  will  be 
hereinafter  mentioned,  for  walnut  logs  in  various  quantities.  Shortly 
after  the  armistice  the  contract  with  Mr.  Purcell  was  suspended. 
Instead  of  waiting  for  the  walnut-log  producers  to  prepare  their 
claims  for  damages  and  present  them  through  the  Williamson  Veneer 
Co.  and  Frank  Purcell,  the  Ordnance  Department,  at  a  conference 
at  which  representatives  of  the  Cincinnati,  St.  Louis,  Chicago, 
Pittsburgh,  and  Rochester  Ordnance  district  claims  boards  were 
present,  decided  to  anticipate  the  filing  of  claims  by  the  producery 
of  walnut  logs,  in  order  to  expedite  the  adjustment  of  the  contracts 
for  the  gunstocks.  Accordingly  Capt.  J.  W.  Powell,  Small  Arms 
Section,  was  placed  in  charge  of  the  matter  of  investigation  and 
preliminary  negotiations  looking  to  the  adjustment  of  all  walnut 
gunstock  contracts.  He  was  to  check  up  the  various  contractors' 
inventories  and  commitments  and  make  a  report  with  recommenda- 
tions to  the  proper  district  claims  boards.  Capt,  Powell  was  to 
cause  each  producer  to  be  interviewed,  in  order  to  learn  the  nature 
and  amount  of  his  claim.  A  report  of  the  conference  above  men- 
tioned was  made  January  2,  1919,  by  C.  L.  Harrison,  Cincinnati 
District  Chief  of  Ordnance,  to  Gen,  Peirce,  Claims  Board,  Army 
Ordnance,  Washington,  D.  C. 

3,  Thereafter  under  the  direction  of  Capt.  Powell  the  walnut  logs 
and  the  standing  timber,  which  had  been  sold  to  the  Williamson 
Veneer  Co.,  were  inspected  and  scaled  by  ordnance  inspectors. 

At  the  request  of  Capt.  Powell  each  of  the  producers,  on  various 
dates  between  February  4  and  May  9,  1919,  inclusive,  made  offers 
of  settlement  of  the  damages  on  account  of  the  cancellation  of  their 
various  walnut  log  contracts.  The  following  is  a  table  giving  the 
names  of  the  walnut  log  producers  who  contracted  to  furnish  logs 
to  the  Williamson  Veneer  Co.  through  W.  D.  Ham,  their  addresses, 
the  number  of  feet  cut  by  each,  and  the  number  of  feet  of  walnut 
standing  timber  contracted  for,  and  the  amount  which  each  producer 
was  willing  to  accept  in  settlement  of  his  contract.  In  each  case 
the  walnut  logs  and  standing  timber  was  to  be  retained  by  the 
producer. 
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4.  William  M.  Daily,  an  Ordnance  Department  auditor,  was  detailed 
to  assist  Capt.  Powell  in  the  investigation  of  the  walnut  log  claims. 
He  testified  before  the  Appeal  Section,  War  Department  Claims 
Board,  August  17,  1920,  that  these  various  claims  amounting  to 
$1,490.57  were  intended  to  be  included  in  the  claim  of  the  William- 
son Veneer  Co.,  subcontractor  under  Frank  Purcell,  at  the  time  the 
Purcell  claim  was  presented,  and 

"  Through  a  clerical  error  on  my  part  I  find  it  was  omitted  from 
my  recapitulation  of  the  Williamson  Veneer  Co.'s  claim  *  *  •. 
In  making  a  recapitulation  of  the  feetage  under  the  entire  contract 
the  feetage  of  these  particular  items  that  were  omitted  was  included 
in  the  total  figures  in  balancing  up,  but  the  dollars  and  cents  was  not 
included  in  the  Williamson  Veneer  Co.'s  claim  by  error  on  ray  part 
in  the  recapitulation.  *  •  *  It  is  all  shown  here  and  it  was  dis- 
tinctly understood  by  the  lieutenants  in  the  field,  and  the  figures  were 
available  but  were  omitted  in  making  the  analysis." 

At  this  point  in  his  testimony  Mr,  Daily  was  shown  four  sheets  of 
paper  writing  which  he  identified  as  the  papers  showing  the  settle- 
ment. These  sheets  wefe  copied  into  the  transcript  and  are  marked 
"  Government  Exhibit  No.  1,"  Three  of  the  sheets  referred  to  by  the 
witness  show  the  same  faets  as  set  out  in  the  above  table,  each  sheet 
being  accompanied  by  a  certificate;  one  certificate  signed  J.  W. 
Stokes,  deputy  forest  supervisor,  certifies  as  to  the  correctness  of  the 
statement  as  to  16  of  the  walnut  log  producers.  W,  D.  Brush,  scien- 
tific assistant.  Forest  Service,  certifies  as  to  the  correctness  of  the 
claim  as  to  2  producers.  An  unsigned  certificate  as  to  the  Black 
Planing  Mill  Co.  and  E.  P.  Wilkinson,  two  of  the  above-named  pro- 
ducers, recites  that  black  walnut  timber  in  the  log  was  inspected  by 
Charles  D.  Young. 
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5.  Mr.  F.  tl.  O'Brien,  ezamiQer  for  the  Claims  Board,  on  May  2, 
1919,  recommended  that  certificate  C  be  executed. 

6.  The  Ordnance  Claims  Board  issued  its  certificate  C,  which  was 
accepted  and  approved  by  Frank  Purcell,  May  2,  1919,  A  final 
statutory  award  was  made  by  the  St.  Louis  ordnance  district  claims 
board  under  War  Ord.  Nos.  P18037-2928SA  and  P18545-3001SA, 
which  was  accepted  by  Frank  Purcell,  August  22,  1919,  and  ap- 
proved by  the  War  Department  Claims  Board  October  14,  1919. 
The  award  included  an  allowance  on  account  of  the  Williamson 
Veneer  Co.,  but  did  not  include  the  items  in  question. 

7.  Shortly  after  this  award  it  was  discovered  that  the  claims  of 
the  producers  whose  names  appear  in  the  above  table  had  been 
omitted  in  the  settlement  upon  which  the  final  award  was  based. 
By  letter  dated  December  12,  1919,  T.  L.  Ames,  colonel.  Ordnance 
Department,  acting  chairman  of  the  Claims  Board,  Ordnance  De- 
partment, advised  the  chairman  of  the  district  Ordnance  claims 
board,  St.  Louis,  Mo.,  in  part  as  follows: 

"This  matter  has  been  presented  to  the  Ordnance  Claims  Board, 
which  has  directed  that  these  papers  be  referred  to  you  with  the 
request  that  you  reopen  the  case  of  the  Frank  Purcell  Co.,  only  in 
so  far  as  it  pertains  to  the  subcontractors  mnumerated  in  the  at- 
tached letter  of  the  small-arms  division  of  December  6  (Cms.  411, 
1/746),  and  that  supplemental  award  be  made  to  the  Frank  Pur- 
cell Co.,  providing  for  the  payment  in  the  sum  of  $1,490.57  to  the 
subcontractors  who  by  mutual  error  were  left  out  of  the  award  pre- 
viously made  to  the  Frank  Purcell  Co." 

The  request  of  the  Ordnance  Claims  Board,  referred  to  in  the 
above  letter,  is  signed  Herbert  CLeary,  lieutenant  colonel,  Ordnance 
Department,  chief,  small-arms  division,  and  is  as  follows : 

"  It  is  therefore  requested  that  the  Claims  Board  take  early  action 
through  the  appropriate  channels  to  effect  settlement." 

8.  In  a  letter  to  the  St.  Louis  ordnance  district  claims  board  from 
Frank  Purcell,  inclosing  an  affidavit  as  to  the  correctness  of  these 
-claims,  it  is  stated  that  he  (Purcell)  trusted  it  would  be  sufficient  to 
clear  the  matter  so  that  claimants  might  obtain  payments  due  them. 

9.  On  November  5,  1919,  W,  M.  Daily,  the  accountant  whose  testi- 
mony is  referred  to  above,  advised  the  chief  of  the  small-arms  divi- 
sion, Washington,  D.  C,  as  follows : 

"  1.  Referring  to  your  favor  of  November  1  relative  to  the  item  of 
cancellation  cost  of  $1,490.67  of  the  Williamson  Veneer  Co.  claim, 
it  appears  to  me  as  though  this  item  was  omitted  from  their  claim 
through  error.  Personally  I  am  at  a  loss  to  understand  how  this 
could  nave  been  done,  as  wnen  Mr.  Brown  was  there,  the  writer  made 
the  analysis  as  per  statement  attached,  and  he  and  I  went  over  it  very 
«arefuUy  in  all  detail. 
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"  2,  We  also  checked  over  the  item  of  feetage,  which  has  actually 
been  shown  on  the  liability  of  the  Williamson  Veneer  Co,  The 
writer  also  talked  to  Mr.  ttam  and  went  over  this  statement  very 
carefully,  but  evidently  we  overlooked  tins  item,  Mr,  Brown's  letter 
of  May  29  specifies  this  cancellation  proposal  very  distinctly,  and  as 
I  can  see  the  amount  from  the  fieures  shown,  this  should  have  been 
added  to  the  Williamson  Veneer  Co.'s  claim. 

"  3.  I  trust  that  with  this  information  at  hand  you  will  be  able  to 
make  the  necessary  adjustment  and  re^et  that  an  error  of  this  kind 
should  appear  after  settlement  had  been  made  with  this  company," 

10.  On  January  19,  1920,  the  Williamson  Veneer  Co.  wrot«  Frank 
Purcell  a  letter,  of  which  the  following  is  the  concluding  paragraph ; 

"  For  your  attention  we  would  add  that  we  did  not  take  the  matter 
up  with  you  because  shortly  after  the  settlement  of  our  claim  we 
were  advised  by  Washington  that  the  omission  had  been  discovered 
and  would  be  adjusted  in  due  course," 

11.  On  February  13,  1930,  the  St.  Louis  Ordnance  district  claims 
board  made  a  supplemental  award  for  the  items  in  question  to  Frank 
Purcell  under  War  Ord.  Nos.  P18037-2928SA  and  P  18M5-3001SA 
in  the  sum  of  $1,490.57,  supplementing  the  final  award  made  said 
Frank  Purcell  for  $102,969.48,  above  referred  to.  It  is  recited  in 
said  supplemental  award  that  it  is  made  to  adjust  certain  errors 
surrounding  the  issuance  of  said  awards  due  to  mutual  mistake  of 
fact  and  contrary  to  the  intention  of  the  parties.  Said  award 
further  recites  that  $55.15  thereof  is  chargeable  against  contract 
18037-2928SA ;  the  balance  of  the  award  is  applicable  and  charge- 
able to  contract  P18545-8001SA ;  the  Williamson  Veneer  Co.,  Balti- 
more, Md.,  contracted  to  furnish  claimant  on  account  of  said  con- 
tract an  additional  amount  of  55,818  feet  of  lumber  for  which  a 
cancellation  charge  is  made  of  $1,490.57,  and  that  claimant  had  pre- 
sented satisfactory  evidence  that  this  subcontractor  has  consented  to 
look  for  payment  to  claimant  only.  This  supplemental  award  has 
not  been  approved  by  the  War  Claims  Board. 

12.  On  February  20,  1920,  Col.  T.  L.  Ames,  Ordnance,  acting 
chairman.  Ordnance  Claims  Board,  by  Wm.  H.  Kyle,  examiner,  for- 
warded the  following  recommendation  to  the  War  Department 
Claims  Board : 

"  1.  A  resolution  of  this  board,  this  date,  aU  papers  in  this  case 
involving  the  reopening  of  same  to  cover  payment  to  Williamson 
Veneer  Co.  in  the  sum  of  $1,490.57  are  forwarded  herewith,  approval 


13.  No  question  has  been  raised  as  to  the  amount  of  the  claim  or 
the  Government's  liability  therefor.  Apparently  the'  only  reason 
that  the  Claims  Board  has  not  approved  the  supplemental  award  by 
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the  St,  Louis  district  claims  board,  acting  by  direction  of  the  Ord- 
nance Claims  Board,  is  because  the  Claims  Board  has  not  been  satis- 
fied that  there  was  in  the  record  sufficient  evidence  of  a  mutual  mis- 
take to  warrant  the  reopening  of  the  final  award  in  order  to  include 
the  claim  in  question.  This  is  indicated  in  the  memorandum  of 
Becorder  Lansdale,  dated  March  8, 1920,  and  that  of  special  member 
for  ordnance,  E.  H.  Van  Fossan,  dated  March  9,  1920.  On  April  1, 
-  1920,  Mr.  Van  Fossan  stated  in  a  memorandum  for  the  Ordnance 
Claims  Board  as  follows : 

"  2,  I  have  discussed  the  matter  with  Capt,  McLaughlin  and  be- 
lieve that  upon  preparation  of  a  full  statement  setting  forth  the 
facts,  properly  authenticated  by  the  contractor  and  the  Claims 
Board,  a  case  will  be  made  out  meriting  the  relief  requested." 

14.  On  March  30,  1920,  by  second  indorsement  to  the  Ordnance 
Claims  Board,  Bernard  Whittaker,  major.  Ordnance  Department^ 
by  order  of  the  chief  of  manufacture,  stated : 

"  2.  This  case  has  been  most  embarrassing  to  this  division  and  the 
delay  in  action  upon  it  has  entailed  a  vast  amount  of  explanation  out 
of  proportion  to  the  amount  involved.  It  is  thought  that  every  effort 
should  be  made  to  expedite  payment  to  these  persons  as  the  noninclu- 
sion  of  these  claims  was  purely  a  clerical  error." 

15,  Pursuant  to  request  from  William  H,  Kyle,  examiner,  Ord- 
nance Claims  Board,  attention  Capt.  McLaughlin,  the  Ordnance 
office  small  arms  division  on  April  9.  1920,  made  a  statement  of  the 
facts  relative  to  the  claim  including  the  following  statement : 

"  There  is  no  doubt  that  agreements  to  cancel  were  made  and  that 
an  injustice  is  being  done  the  timber  owners  who  agreed  to  these 
cancellations.  While  the  Frank  Purcell  Co.  and  the  Williamson 
Veneer  Co.  may  be  legally  responsible  for  the  fact  that  these  claims 
were  not  included  in  their  claim,  the  fact  remains  that  the  Ordnance 
Department  sent  its  agents  directly  to  these  timber  owners  and  in- 
duced them  to  cancel  their  contracts  with  the  Williamson  Veneer  Co., 
upon  the  promise  of  a  cash  consideration,  which  was  only  a  small 
percentage  of  the  cash  value  of  the  timber  contracted  for.  As  the 
Government  agents  effected  these  cancellations  and  made  the  agree- 
ments, these  claimants  are  looking  to  the  Government  for  settlement, 
and  can  not  understand  why  there  should  be  any  question  as  to  their 
payment.  The  claim  is  supijorted  by  voluminous  correspondence,  all 
of  which  is  certified  to  and  most  of  which  is  sworn  to, 

"  Capt.  J.  W.  Powell,  who  had  charge  of  the  preparation  of  the 
recommendations  for  the  settlement  of  these  claims,  was  not  acting 
as  a  representative  of  the  small  arms  division,  but  with  full  authority 
of  the  Ordnance  Claims  Board  and  acted  under  their  instructions  in 
these  matters." 

16.  On  April  14, 1920,  St.  Louis  claims  board  advised  the  Ordnance    ■ 
Claims  Board  in  part  as  follows : 
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"  2.  *  •  •  It  will  be  noted  that  the  district  claims  board  did  not 
request  that  this  claim  be  reopened,  but  the  action  was  taken  as  di- 
rected in  the  attached  letter  from  the  Ordnance  Claims  Board. 

"3.  Referring  to  the  letter  from  Lieut.  Col.  O'Leary  it  is  under- 
stood that  representatives  appointed  by  the  Chief  of  Ordnance  nego- 
tiated settlement  with  parties  who  contracted  to  furnish  the  William- 
son Veneer  Co.  with  walnut  logs.  When  the  claim  was  set  up  the 
Government  representatives,  who  assisted  in  setting  up  the  claim- 
ant, omitted  the  items  now  in  question  and  the  error  was  overlooked 
by  Purcell,  This  error  was  found  when  payment  was  requested  by 
the  log  owners  for  the  amount  for  which  they  had  agreed  to  settle, 
but,  through  no  fault  of  theirs,  no  provision  had  been  made  for  this 
amount  in  the  claim. 

"  4.  Beferring  to  Mai,  Whittaker's  letter  it  is  quite  apparent  that 
the  mistake  was  caused  by  the  Government  through  error  of  its 
representatives." 

17.  At  the  time  Mr.  Ham  contracted  with  the  walnut  log  producers 
to  buy  their  logs,  he  was  in  possession  of  a  letter  signed  "By  order 
of  Col.  Trip.  Respectfully,  Hayden  Eames,  Major  of  Ordnance, 
R.  C.  By  R.  Lockey,  Captain,  Ord.  R.  C,"  addressed  "To  whom 
it  may  concern,"  introducing  Mr.  Ham  and  stating  that  he  repre- 
sented the  Williamson  Veneer  Co.,  which  company  was  manufac- 
turing walnut  gun  stock  blanks  for  the  United  States  Army  riflo, 
and  that  "  by  selling  your  timber  to  the  Williamson  Veneer  Co.  you 
will  help  win  the  war." 

18.  On  June  1920,  Mr.  E.  H.  Van  Fossan,  special  member  for 
ordnance,  in  a  letter  to  the  standing  committee.  War  Department 
Claims  Board,  recited  the  facts  on  which  the  claim  is  based,  and 
concluded  his  letter  as  follows : 

"  I  am  satisfied  that  the  Government  is  obligated  to  the  contractor 
in  the  amount  claimed,  and  that  the  same  has  not  been  paid.  Because 
this  matter  has  been  so  long  delayed  it  is  hoped  that  it  will  not  b« 
necessary  to  procure  additional  data,  but,  if  such  is  required,  it  will 
be  undertaken.  The  St.  Louis  district  board  and  tne  Ordnance 
Claims  Board  have  each  recommended  approval.  The  matter  is 
accordingly  forwarded,  recommending  approval." 

19.  On  July  9,  1920,  Recorder  Lansdale  returned  the  papers  to 
Mr.  Van  Fossan  with  a  memorandum  stating — 

"  This  case  should  be  disposed  of  under  the  opinion  of  the  Attorney 
General." 

A  portion  of  the  opinion  of  the  Attorney  General  dated  June  4, 
1920,  referred  to  in  the  recorder's  letter  is  as  follows : 

"  There  is  here  no  controversy.  It  is  conceded  that  certain  items 
of  pavment  to  which  the  contractors  were  entitled  have  been  erro- 
neously omitted  from  the  awards.  It  would  therefore  be  an  idle 
form  to  remit  the  contractors  to  their  remedy  in  the  Court  of  Claims, 
where  their  contentious  must  be  admitted  by  the  Government. 
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"  Whether  in  completing  the  adjustment,  payment,  or  discharge  of 
tliese  agreements  you  exercise  your  authority  by  reopening  the 
awards,  or  by  making  new  awards  to  supersede  the  erroneous  ones, 
or  by  allowing  the  present  awards  to  stand  and  making  supplemental 
awards,  or  by  adopting  any  other  similar  procedure,  is  not  of  vital 
moment.  Your  procedure,  wlmtever  it  may  be,  readily  can  be  adapt- 
ed to  such  accounting  expedients  as  may  be  decided  upon  between 
you  and  the  proper  accounting  and  disbursing  officials.  This  is  a 
question  of  detail  to  be  solved  by  agreement  between  the  Secretary 
of  War  and  the  Comptroller  of  the  Treasury,  the  principles  herein- 
before outlined  assuring  you  the  right  to  complete  your  own  awards," 

20.  On  July  9,  1920,  Recorder  Lansdale  stated  in  a  memorandum 
to  Mr.  Van  Fossan,  after  referring  to  the  opinion  of  the  Attorney 
■General : 

**  Final  awards  (not  settlement  contracts)  will  be  reopened  only 
upon  a  clear  and  convincing  showing  of  mutual  mistake,  as  set  forth 
in  previous  instructions,  when  such  mistake  is  not  the  result  of  neg- 
ligence on  the  part  of  claimant,  and  only  when  such  reopening  is 
necessary  in  order  to  avoid  serious  injustice,  and  then  only  in  accord- 
ance with  the  opinion  of  the  Attorney  General." 

21.  On  August  12,  1920,  the  claim  was  disallowed  by  the  War  De- 
partment Claims  Board,  and  returned  to  the  Ordnance  Section  for 
appropriate  action.  On  October  25,  1920,  the  Ordnance  Section  re- 
quested that  the  claim  be  forwarded  to  the  Appeal  Section,  and  on 
October  28  the  War  Department  Claims  Board  forwarded  the  record 
to  the  Appeal  Section,  as  stated  in  paragraph  1  above. 


1.  There  is,  of  course,  no  privity  of  contract  between  the  walnut 
log  producers  and  the  Government,  unless  it  be  by  reason  of  the  can- 
cellation agreements  entered  into  by  representatives  of  the  Ordnance 
Department  subsequent  to  the  armistice.  Such  Hgreeraents  not  com- 
ing within  the  act  of  March  2, 1919,  the  Secretary  of  War  would  have 
no  jurisdiction  to  adjust  claims  based  on  such  agreements.  How- 
ever, it  is  clear  that  the  producers  of  the  walnut  logs  have  valid  claims 
against  the  Williamson  Veneer  Co.,  which  in  turn  is  entitled  to  be 
jjrotected  from  such  liabilities  by  Frank  Purcell,  the  prime  con- 
tractor, between  whom  and  the  (Jovernment  there  is  privity  of  con- 
tract and  to  whom  the  (Jovernment  is  obligated  under  the  Dent  Act 
to  make  a  just  and  equitable  settlement,  because  of  the  termination 
of  his  contracts.  In  order  for  a  settlement  with  Mr.  Purcell  to  be 
a  just  and  equitable  one,  it  must  include  any  sums  for  which  he  is 
liable,  such  as  are  in  issue  here,  resulting  from  commitments  of  his 
subcontractor.  Therefore,  it  is  plain  that  the  items  involved  in  this 
claim  sliould  have  been  included  in  the  claim  of  Williamson  Veneer 
Co.  and  adjusted  in  the  award  of  the  St..  Louis  ordnance  district 
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claims  board  under  the  Frank  Purceil  contracts.  It  is  established 
beyond  question  that  such  was  the  Intention  of  the  Ordnance  officers 
charged  with  the  handling  of  tbe  Purceil  and  WiEiamson  claim,  as 
well  as  the  claims  here  in  dispute,  and  that  all  parties  interested 
believed  for  some  time  after  the  final  award  was  made  to  Frank 
Purceil  that  the  amounts  due  the  2U  walnut  log  producers  under 
their  cancellation  agieements  were  included  in  the  award. 

2.  If  the  present  status  of  these  claims  had  resulted  through  the 
neglect  of  the  walnut  log  producers  themselves  there  might  be  a 
grave  question  as  to  whether  the  award  should  be  reopened,  but  the 
Ordnance  Claims  Board  in  an  effort  to  expedite  settlements  under 
the  walnut  gun  stock  contracts  went  directly  to  the  walnut  log  pro- 
ducers and  secured  cancellation  agreements  from  them  upon  promises 
of  cash  settlements,  and  the  producers  are  guilty  of  no  negligence  in 
the  matter. 

3.  There  is  a  legal  obligation  as  well  as  a  moral  obligation  on  the 
part  of  the  Government  under  the  facts  of  this  case  to  pay  the 
walnut  log  producers  any  damages,  less  prospective  or  anticipated 
profits  they  may  have  suffered  on  account  of  the  cancellation  of  their 
contracts.  Until  these  payments  have  been  made  by  the  Government 
it  can  not  be  said  that  the  award  made  to  Frank  Purceil  was  a  fair 
and  equitable  one  within  the  meaning  of  the  Dent  Act. 

4.  The  cancellation  offers  out  of  which  these  claims  arise  were 
made  in  good  faith  with  the  understanding  that  the  amount  agreed 
would  be  paid  them  in  cash.  These  offers  were  made  more  than  a 
year  and  a  half  ago,  pursuant  to  the  laudable  plon  of  the  Ordnance 
Claims  Board  to  expedite  the  settlement  of  gun  stock  contracts.  The 
contractors,  as  they  were  Justified  in  doing,  depended  upon  the 
Ordnance  officials  with  whom  they  dealt  to  do  ail  things  which  were 
necessary  to  bring  about  the  payment  of  the  cash  agreed  upon  in 
the  various  offers  of  settlement.  The  Ordnance  Department  there- 
upon became  in  effect,  if  not  in  law,  the  agent  of  the  producers  to 
do  the  things  which  were  necessary  to  bring  about  the  payment  of 
the  amounts  agreed  on, 

6.  In  the  testimony  of  Auditor  Daily  taken  before  this  section  on 
August  17,  1920,  there  is  ample  evidence  of  such  a  mutual  mistake 
as  justifies  the  reopening  of  the  Frank  Purceil  award,  in  view  of  all 
the  circimistances  of  the  case,  including  the  fact  that  Ordnance  De- 
partment officials  acted  in  the  premises  both  for  the  Ordnance 
Department  and  for  claimants. 

6.  While  the  various  amounts  stated  in  the  respective  offers  of 
settlement  are  not  necessarily  conclusive  upon  the  Secretary  of  War, 
although  made  by  his  agents,  yet,  after  more  than  a  year  and  a 
half  of  investigation  during  which  time  no  question  has  been  raised 
as  to  the  correctness  of  these  claims,  and  their  payment  having  been 
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recommended  by  vrtious  auditing  and  accounting  agents  and  in- 
spectors and  by  Ordnance  officials  familiar  with  such  matters,  and 
in  view  of  all  the  facts  contained  in  the  records  relative  to  these 
contracts  and  the  amount  of  work  done  thereunder  by  the  various 
contractors,  this  Board  does  not  hesitate  to  find  that  the  amounts 
claimed  by  the  various  contractors  are  reasonable,  fair,  and  just. 

7.  The  award  to  Frank  Purcel)  should  be  reopened  and  a  supple- 
mental award  made  in  the  amount  of  $1,490.57, 

8.  From  what  has  been  said  it  is  apparent  that  the  claim  is  not  a 
class  B  Dent  Act  claim,  because  the  only  agreements  directly  with  the 
Government  out  of  which  the  claim  may  be  said  to  arise  are  the 
settlement  agreements  entered  into  subsequent  to  the  armistice. 

DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  hereby  trans- 
mits its  decision  to  the  Ordnance  Section  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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December  2,  1920. 
Case  Ho.  2146. 

In  re  CLAIX  OF  WEST  STEEL  CASTIHCI  CO. 

TUi  olmlm  wai  decided  by  the  Board  of  Cootract  Adjustment  on  May  13,  1920, 
partial  relief  being  rranted.  Bald  Board  of  Contract  Adjnitment  at- 
tempted to  make  an  award,  wbtefa  claimant  refused  to  accept,  and  there- 
upon noted  it!  appeal  tn  tbe  Secretary  of  War.  The  Secretary  of  War 
returned  tbe  taii  deelilon  to  the  Appeal  Section,  War  Department  Claim* 
Board,  with  the  direction  that  the  lame  be  forwarded  to  the  Ordnance 
SeotlOB,  War  Bepartment  Olalmt  Board,  for  further  action  In  accordance 
wttb  the  memoTandnm  thereto  attached. 

(Por  ttatement  of  fact  and  decliion,  lee  Gaie  ITo.  SllS,  decided  Kay  12, 
1020,  Tol.  T,  p.  3SS.> 

Maj.  Farr  writing  the  opinion  of  the  Board. 

ON  RECONSIDERATION. 

1.  This  case  arises  under  the  act  of  March  2,  1919.  Statement  of 
claim.  Form  B,  has  been  filed  under  Purchase,  Storage,  and  Traflfic 
Division  Supply  Circular  No.  17,  1919,  for  $63,113.85.  The  claim 
was  originally  heard  and  decided  by  the  Board  of  Contract  Adjust- 
ment on  May  12,  1920.  The  Award  Section  of  the  said  Board  there- 
upon attempted  to  work  out  the  amount  that  was  due  claimant  under 
the  said  decision,  the  said  amount  offered  by  the  said  Award  Section 
not  being  satisfactory  to  the  claimant,  claimant  thereupon  noted  an 
appeal  to  the  Secretary  of  War. 

2.  The  matter  was  then  referred  to  the  vice  chairman,  War  De- 
partment Claims  Board,  who  submitted  the  following  memorandum 
to  the  Secretary  of  War : 

"  This  claim  was  originally  decided  by  the  Board  of  Contract  Ad- 
justment on  May  12,  1920,  the  claim  being  for  materials  consisting 
of  coal,  coke,  pig  iron,  and  various  ores  claimant  alleged  it  had  on 
hand  and  had  purchased  at  the  request  of  Government  officers,  the 
decision  being  as  follows: 

" '  1,  There  was  an  implied  agreement  within  the  purview  of  the 
act  of  March  2,  1&19,  under  which  claimant  was  authorized  and 
directed  to  procure,  and  did  procure,  sufficient  raw  materials  and 
coke  to  keep  its  production  at  the  quantities  specified  in  its  formal 
contract,  and  as  modified  by  the  supplement  thereto  of  April  16, 1918, 
for  the  six  months  embraced  in  the  winter  period  of  1918-19,  which 
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agreement  can  be  adjusted,  paid  or  discharged  by  the  Secretary 
of  War. 

" '  2.  The  fair  and  equitable  hatis  on  which  payment  of  the  claim, 
now  asserted  uniier  the  said  agreement,  should  be  made  is  to  deter- 
mine the  quantities  of  raw  materials  and  coke  necessary  for  the 
agreed  production  lor  the  six  months'  period  above  defined  and 
deduct  tnerefrom  the  quantities  used  in  the  completion  of  the  4,000 
sets  of  wheels  embraced  in  the  original  contract.  On  the  remaining 
quantities  the  claimant  should  be  paid  the  difference  between  the 
cost  or  contract  price  and  the  market  price  as  of  a  date  reasonably 
subsequent  to  November  12,  1918,' 

"  Thereupon  the  said  decision  and  file  were  forwarded  to  the  dis- 
trict ordnance  claims  board  at  Cleveland,  Ohio,  and  as  that  board 
had  ceased  to  function  was  finally  returned  to  the  Board  of  Contract 
Adjustment  with  the  suggestion  that,  as  said  Board  had  an  award 
section,  it  proceed  to  make  the  necessary  award. 

"The  Award  Section  of  the  Board  of  Contract  Adjustment  there- 
upon proceeded  to  make  up  an  award  basing  the  same  partly  upon 
an  audit  and  report  that  had  been  filed  with  the  Board  under  date  of 
January  14,  19211,  bv  one  of  its  accountants,  and  under  date  of  June 
29,  1920,  offered  claimant  the  sum  of  $4,245  in  settlement  of  its 
claim,  which  claimant  on  July  G  refused  to  accept,  and  thereupon 
noted  its  appeal. 

"  The  chief  allegation  on  its  appeal  is  that  at  the  hearing  before 
the  Board  of  Contract  Adjustment  it  was  not  allowed  to  offer  any 
evidence  as  to  its  losses,  and  that  the  award  made  by  the  award  sec- 
tion was  thereby  made  without  an  opportunity  for  claimant  to  be 
heard,  and  further  that  the  said  award  was  not  in  accord  with  the  de- 
cision of  the  Board  of  Contract  Adjustment,  and  that  it  failed  to 
take  into  consideration  the  sum  of  $29,988.20  claimant  was  compelled 
to  pay  to  cancel  contracts  it  had  outstanding  for  coke  and  other 
materials,  and  that  tlie  amount  of  depreciation  allowed  by  said 
award  section  was  based  as  of  the  depreciation  in  Decembei",  1918, 
durinjr  which  month  the  War  Industries  Board  was  still  dictating 
the  prices,  and  that  the  said  prices  were  not  indicative  of  the  prices 
actually  prevailing  after  the  month  of  December,  and  that  the  prices 
prevailing  after  the  month  of  December  are  the  prices  that  should 
be  used  in  figuring  claimant's  loss,  and  that  claimant  should  there- 
fore have  an  opportunity  to  appear  before  the  Board  and  give  evi- 
dence showing  what  the  prices  were  and  what  losses  it  suffered  by 
reason  of  the  decline  in  price  of  the  materials  and  supplies  it  had 
ordered. 

"Page  57  of  the  Transcript  of  the  Record  sustains  claimant's  con- 
tention that  it  was  not  allowed  to  present  any  evidence  at  its  hearing 
before  the  Board  touching  its  losses,  but  was  compelled  to  submit 
only  evidence  tending  to  show  the  existence  of  a  contract.  Maj. 
O'l^eill,  writing  the  opinion,  made  this  statement : 

" '  During  the  recess  I  have  conferred  with  Col.  Delafield  with  re- 
spect to  a  matter  of  practice.  We  will  not  take  any  testimony  in  this 
hearing  with  respect  to  the  amounts  that  might  be  due  under  the 
contract  if  one  is  found.  That  will  be  for  another  board  to  deter- 
mine. The  testimony  in  this  hearing  will  be  confined  to  whether  or 
not  a  contract  was  entered  into  and,  if  there  was  a  contract,  what  was 
the  nature,  terms,  and  conditions  of  the  contract.' 
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"Since  the  claimant  was  not  allowed  an  opportunity  to  produce 
evidence  tending  to  show  its  losses,  and  alleges  it  can  submit  evidence 
to  prove  the  award  as  made  up  is  in  error,  I  am  of  the  opinion  that 
the  award  tendered  claimant  hy  the  Award  Section  of  the  Board  of 
Contract  Adjustment  should  be  set  aside  and  vacated,  and  that  the 
decision  and  file  in  this  case  should  be  transmitted  by  the  Appeal  Sec- 
tion to  the  Ordnance  Section,  War  Department  Claims  Board  before 
which  claimant  should  be  allowed  to  appear  for  the  purpose  of  prov- 
ing its  losses,  if  any.  I  am  further  of  the  opinion  that  at  such  time 
the  said  ordnance  section  should  take  evidence  to  show  whether  or 
not  the  materials  for  which  claimant  is  making  claim  were  so  used 
by  it,  that  notwithstanding  the  decline  in  price  o£  the  same,  there 
was  no  ultimate  or  final  loss,  in  other  words,  that  the  claimant  in 
using  the  said  materials,  coke  and  coal  in  its  commercial  work,  actu- 
ally suffered  no  loss,  notwithstanding  the  fact  that  it  could  possibly 
have  gone  out  into  the  open  market  and  purchased  materials  at  a 
less  fipire  than  those  so  used  by  it  had  cost,  and  if  it  should  appear 
that  the  claimant  by  such  use  o^  material  suffered  no  actual  loss,  then 
no  award  should  be  made  covering  the  same. 

"  I  am  further  of  the  opinion  that  when  the  Ordnance  Section 
comes  to  take  testimony  and  to  audit  this  account,  the  fact  that  the 
claimant  failed  to  cancel  certain  or  all  of  its  contracts  for  material 
and  supplies  until  after  the  1st  of  January.  191i>,  should  be  taken  into 
consideration,  for  it  may  be  that  by  such  failure  claimant  was  com- 
pelled to  pay  a  higher  cancellation  price  than  if  it  had  canceled  its 
contracts  for  supplies  and  materials  immediately  after  the  armistice, 
and  if  it  appears  that  by  such  delay  in  cancellation  claimant  was 
compelled  to  pay  a  sum  in  excess  of  that  which  it  would  have  cost  to 
have  canceled  these  contracts  prior  to  the  date  it  did  cancel,  then  in 
that  event  claimant  should  be  granted  no  relief  for  such  loss  its 
action  in  not  canceling  immediately  may  have  caused.  It  must  have 
been  apparent  to  claimant  immediately  after  the  signinp  of  the  armis- 
tice that  it  would  receive  no  future  contracts,  and  the  mere  fact  that 
the  Government  allowed  claimant  to  complete  the  contract  it  then 
had  on  hand  for  4,000  sets  of  wheels  did  not  in  any  way  relieve  it 
from  the  necessity  of  using  every  means  at  its  command  to  minimize 
its  losses.  In  any  award  offered  claimant  by  the  Ordnance  Section 
due  consideration  should  be  given  to  the  salvage  offer  made  by  said 
claimant  for  certain  Government  machinery  now  in  its  possession, 
as  well  as  the  amount  of  civilian  business  claimant  was  engaged  in 
during  November  and  December,  1918,  and  the  amount  of  materials 
necessary  to  complete  said  orders." 

3.  Under  date  of  November  20,  1920,  the  file,  together  with  the  ac- 
companying papers,  were  returned  to  this  Board  with  the  following 
order  ef  the  Secretary  of  War : 

"  The  case  comes  to  me  on  appeal  from  an  award  made  by  the 
Award  Section  of  the  Board  of  Contract  Adjustment  granting  claim- 
ant partial  relief. 

"Upon  consideration  of  the  record  presented,  it  is  directed  that 
further  proceedings  be  had  in  accordance  with  the  attached  memo- 
randum of  the  vice  chairman.  War  Department  Claims  Board." 
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4.  By  direction  of  the  Secretary  of  War,  as  set  forth  ia  the  fore- 
going order,  the  award  rendered  by  the  Award  Section,  Board  of 
Contract  Adjustment,  is  hereby  set  aside  and  vacated  and  the  case 
is  remanded  to  the  Ordnance  Section,  War  Department  Claims 
Board,  for  appropriate  action  in  accordance  with  the  order  of  the 
Secretary  of  War. 

Lieut,  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Decembbk  3,  1920. 
Oaae  No.  2S55. 

In  re  CLAZK  OF  C.  *  C.  RAINCOAT  CO. 

1.  CLATK  Ain>  DECISION.— Thli  oUlm  wai  decided  by  tbt  Board  of  Contract 
Adjnitment  In  a  inpplemBntal  decision  dated  June  IS,  l&SO.  TTpoii  appeal 
to  the  Bearetary  of  War  by  tlie  vice,  cbalnnan  of  the  War  Department 
Claim*   Board   the   declilon   of  the   Board   of   Contract  Adjnitment  wu 

(Tor  facti  and  declilon  and  decldon  of  Secretary  of  War,  see  ToL  TI, 
p.  »K,  and  Vol.  IT,  p.  1011.) 

FINAL  ORDER  DENYING  RELIEF. 

Whereas  on  June  19,  1920,  the  Board  of  Contract  Adjustment  of 
the  War  Department  rendered  a  decision  in  the  claim  of  C.  &  C. 
Kaincoat  Co.,  No.  2255,  to  the  effect  that  the  United  States  was  ob- 
ligated to  reimburse  claimant  at  the  rate  of  14  cents  per  garment  on 
alJ  raincoats  manufactured  after  September  9,  1918,  under  proxy- 
signed  contract  No.  2060-B,  dated  April  19,  1918,  and, 

Whereas  said  decision  of  the  Board  of  Contract  Adjustment  was 
referred  to  the  Secretary  of  War  by  the  War  Department  Claims 
Board,  and, 

Whereas  on  November  23,  1920,  the  Secretary  of  War  rendered  a 
decision  in  said  above-mentioned  claim  reversing  the  decision  of  the 
Board  of  Contract  Adjustment,  dated  June  19, 1920,  and  ordered  that 
an  order  denying  relief  be  entered  in  said  claim  for  increase  in  price 
under  proxy-signed  contract  No.  2060-B. 

Now,  therefore,  pursuant  to  said  order  of  the  Secretary  of  War, 
the  decision  of  the  Board  of  Contract  Adjustment  rendered  in  claim 
No.  2255,  June  19,  1920,  and  the  accompanying  certificate  Form  C, 
bearing  the  same  date  are  hereby  vacated  and  the  relief  prayed  for  is 
hereby  denied. 

(JEO.  Tj.  McKeebt, 
Lievienant  Colonel,  Judge  Advocate,  Chairuuin. 
John  C.  F.  Palheb, 
Captmjiy  Adjutant  General,  Recorder. 
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Case  No.  3018. 

In  re  CLAIM  OF  COUAC  TEKI  CO.   (IXC.). 

1.  BREACH  OV  CONTILACT. — ^Wbere  the  Oorernment  uotlflcs  a  aontrmctoT  that 
a  CDntract  muit  be  canceled  claimant  may  refuse  to  accept  tlie  Qojtn- 
ment's  notice  ai  a  breacb  and  may  eonilder  the  eontraet  as  itlll  la 
ezlitence. 

S.  SAHE — JITBISIIICTIOIT. — The  Secretaiy  of  War  has  authority  to  enter  Into  a 
supplemental  a^eement  and  pay  a  lump  snm  In  settlement  of  nnliqaldated 
items  arising  from  part  performance  of  a  contract  after  the  oontraotor  has 
been  notified  that  the  GoTcmment  must  cancel  the  contract. 

S.  UTFOSMAL  AQREEUEITT. — A  Quartermaster  Corps  purchase  order  tor  ^S,- 
405.62,  dated  Jane  20,  1017,  providing  for  the  manufacture  and  deliveiy 
of  tent  9tes  on  or  before  Kovember  7,  1017,  constitutes  an  informal  agree- 
ment under  the  act  of  Karoh  2,  1010. 

4.  CLAIK  AST)  DECISION.— C lain  for  $ie,3ftO.Sl  for  expenditures  tncnrred  in  the 
performance  of  four  purchase  orders,  one  an  Informal  agreement  and  the 
others  coming  within  the  exceptions  to  Bection  3744,  Beviied  Statutes, 
following  the  destruction  of  claimant's  plant  by  fire  the  QoTernmeiit  noti- 
fled  claimant  that  the  purchase  orders  must  be  canceled.  Held,  claimant 
did  not  consider  the  Oovernment's  notice  as  a  breach,  and  the  Beoretary  of 
War  therefore  has  anthorlty  to  pay  claimant  for  unliquidated  items  aris- 
ing from  part  performanee  of  purehase  orders  coming  within  exceptions 
to  section  3744,  Revised  Statutes,  and  claimant  Is  entitled  to  recover  for 
the  manufacture  of  tent  files  actually  delivered  and  constructively  deliv- 
ered prior  to  the  date  of  fire  and  for  obligations  Incurred  in  the  perform- 
ance of  the  purchase  orders  between  the  date  of  the  fire  and  the  date  of 
receipt  of  notice  of  oancellation  by  the  Qovernment. 

Maj,  Miller  writing  the  opinion  of  the  Board. 

riNDINGS  or  FACT. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  claim  for  $16,380.51  involves  a  settlement  of  four  pur- 
chase orders  for  tent  flies  issued  claimant  by  the  depot  quartermas- 
ter, United  States  Army,  at  JefifersonviUe,  Ind.,  in  June,  August, 
and  September  of  the  year  1917. 

2.  Purchase  Order  No.  1885,  dated  June  20,  1917,  cortrs  8,648 
large  wall-tent  flies  and  30  small  wall-tent  flies,  the  Government 
to  furnish  all  the  duck  and  No.  3  metallic  tent  slips,  and  the  con- 
tractor to  provide  all  other  material  and  labor  at  $3.74  each  for  the 
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large  flies,  a  total  of  $32,343.52;  and  $2.07  each  tot  the  small  dies,  a. 
total  of  $62.10,  delivery  to  be  completed  on  or  before  November  7, 
1917.  Thia  purchase  order,  therefore,  is  an  informal  agreement 
under  the  act  of  March  2,  1919.  Purchase  Order  No.  1953,  dated 
June  25,  1917,  caUs  for  600  large  wall-tent  flies  at  $4-90,  a  total  of 
$2,940,  to  be  delivered  within  42  days  after  receipt  of  material. 
Purchase  Order  No.  2856,  dated  August  13,  1917,  provides  for  120 
^all  wall-tent  flies  at  $2.07  each,  a  total  of  $248.40,  to  be  delivered 
within  21  days  after  receipt  of  material.  Purchase  Order  No.  3564, 
dated  September  18,  1917,  is  for  200  small  wall-tent  flies  at  $2.07 
each,  a  total  of  $414,  to  be  completed  within  4  days  after  receipt  of 
material.  Purchase  Orders  Nos.  1953,  2855,  and  3664  state  that  the 
contractor  shall  furnish  all  labor  and  material  except  duck,  which  is 
to  be  provided  by  the  Government.  These  three  purchase  orders 
come  within  the  exceptions  to  section  3744,  Revised  Statutes.  While 
Purchase  Order  No.  1885  must  be  adjusted  under  the  act  of  March 
2,  1919,  and  the  other  purchase  orders  are  to  be  settled  under  the 
same  conditions  as  formal  contracts,  it  becomes  necessary  to  consider 
the  settlement  of  the  four  purchase  orders  as  one  claim,  due  to  the 
fact  that  the  contractor's  commitments  and  expenses  were  made  in 
connection  with  all  of  these  orders,  making  it  impossible  for  the 
contractor  to  allocate  the  proper  portion  of  the  claim,  amounting  to 
$16,380.56,  to  each  purchase  order. 

3.  Each  purchase  order  provided  for  the  delivery  of  the  com- 
pleted tent  flies  f.  o.  b.  Jeffersonville,  Ind.  Claimant's  plant  located 
at  Indianapolis,  Ind..  was  entirely  destroyed  by  fire  January  13, 1918. 
Prior  to  January  13,  1918,  claimant  had  delivered  to  the  Govern- 
ment 101  large  flies  and  29  small  flies  under  Purchase  Order  No.  1885. 
Claimant  had  also  notified  the  depot  quartermaster  prior  to  January 
13,  1918,  that  1,000  large  tent  flies  were  completed  and  ready  for  ship- 
ment, whereupon  the  Government  instructed  claimant  to  hold  these 
1,000  flies  until  further  instructions. 

4.  The  fire  not  only  destroyed  claimant's  plant,  machinery,  and 
raw  materials  used  in  the  performance  of  these  agreements,  but  also 
burned  83,948  yards  of  10-ounce  duck  furnished  by  the  Government, 
Claimant  collected  insurance  amounting  to  80  per  cent  of  the  cost 
of  this  duck  and,  adding  thereto  from  its  own  funds  20  per  cent  of 
the  cost,  remitted  in  full  to  the  Government  for  the  cost  of  the  duck 
destroyed  by  flre. 

5.  Immediately  after  the  fire  of  January  13,  1918.  claimant 
secured  a  new  location  and  incurred  obligations  for  new  equipment 
with  which  to  complete  the  purchase  orders,  notifying  the  depot 
quartermaster,  Jeffersonville,  Ind.,  on  January  14  or  15,  1918,  to  that 
effect,  and  at  the  same  time  requesting  a  further  supply  of  the  mate- 
rials furnished  by  the  Government,    On  January  19,  1918,  the  depot 
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quartermaster,  Jeffersonville,  Ind.,  sent  claimant  the  following  tele- 
gram, which  was  received  by  claimant  the  same  day,  signed  "  Hart  ' 
per  Volgenau": 

"  Have  heen  advised  hy  purchasing  and  manufacturing  quarter- 
master's office  that  supply  large  wall-tent  flies  on  hand  is  adequate 
for  all  requirements,  therefore  can  not  replace  duck  destroyed  by 
fire  and  must  cancel  contract.    Advise  receipt." 

6.  Claimant  did  not  treat  this  renunciation  as  an  immediate  breach, 
but  since  January  19,  1918,  has  insisted  on  a  settlement  which  would 
give  it  a  fair  and  just  compensation  covering  losses  sustained  through 
the  notice  of  January  19, 1918. 


1.  Since  claimant  did  not  accept  the  Government's  notice  of  Janu- 
ary 19,  1918,  as  breaches  of  the  contracts,  but  still  considers  the 
contracts  as  in  existence,  the  Secretary  of  War  has  power  to  enter 
into  a  supplemental  agreement  and  pay  a  lump  sura  in  settlement  of 
unliquidated  items  arising  from  'part  performance  of  Purchase 
Orders  Nos.  1953,  2855,  and  3564.  This  is  distinguished  from  un- 
liquidated damages  for  the  breach  of  a  contract.  (Burton's  case  15, 
Dec.  Compt.,  439;  S.  &  L.  Cohen,  case  No.  1940,  Vol.  IV,  Pt.  Ill, 
p.  29.  Decisions  War  Department  Board  of  Contract  Adjustment.) 

2.  Purchase  Order  No.  1885  must  be  settled  in  accordance  with  the 
act  of  March  2, 1919,  and  the  Secretary  of  War  has  full  authority  to 
adjust  this  agreement.    It  has  not  been  breached. 

3.  One  hundred  and  one  large  tent  fties  and  29  small  tent  flies 
were  delivered  to  the  (lovernment  on  Purchase  Order  No.  1885,  for 
which  claimant  should  receive  payment  at  the  prices  stated  in  the 
purchase  order  if  payment  has  not  already  been  made  for  these  de- 
livered articles. 

4.  The  Government's  refusal  to  permit  claimant  to  deliver  1,000 
tent  flies  when  they  had  been  completed,  coupled  with  the  Govern- 
ment's request  to  claimant  to  retain  these  flies  at  claimant's  plant  for 
the  Government,  unquestionably  constituted  a  constructive  delivery 
to  the  Government.  Claimant  is  therefore  entitled  to  $-3.74  each  on 
these  1,000  flies  completed  under  Purchase  Order  No.  1885. 

5.  Claimant  can  not  receive  settlement  for  its  expenses  incurred 
prior  to  January  13,  1918,  in  connection  with  the  purchase  of  ma- 
chinery and  material  or  for  labor  or  overhead  in  manufacturing  the 
balance  of  the  ten  flies.  The  facilities  and  the  materials  were  de- 
stroyed, and  the  entire  benefit  arising  through  the  expenditures  for 
labor,  overhead,  etc.,  except  as  to  1,130  tent  flies,  was  lost  on  account 
of  the  fire  of  January  13,  1918.  The  Government  should  share  no 
part  of  this  loss.     However,  claimant  should  be  remunerated  for 
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losses  arising  through  the  purchase  of  facilities  and  material,  and 
for  expenses  for  overhead,  labor,  etc.,  properly  applicable  to  these 
purchase  orders,  between  January  13,  1918,  and  the  date  of  the 
receipt  of  the  telegram  of  January  19,  1918.  These  were  expendi- 
tures made  and  obligations  incurred  in  the  performance  of  the  pur-- 
chase  orders.  The  settlement  should  be  made  as  though  claimant 
had  delivered  1,130  flics  and  had  incurred  only  those  obligations  and 
expenses  arising  since  the  fire  on  January  13,  1918,  and  prior  to 
receipt  of  the  Government's  telegram  of  January  19,  1918,  as  to  the 
balance  of  the  tent  flies. 

DISPOSITION. 

This  Board  will  transmit  to  the  Purchase  Section,  War  Depart- 
ment Claims  Board,  a  statement  of  the  nature,  terms,  and  conditions 
of  tlie  agreement,  and  certificate  C  covering  Purchase  Order  No. 
1885,  together  with  a  copy  of  this  decision,  for  appropriate  action. 

Lieut.  Col.  McKeehy  and  Capt.  Morgan  concurring  for  the  Appeal 
Section,  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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CaBe  Ho.  Sales  BCA-17. 

In  re  CLAD!  OF  AEBOITAtmcAL  EaUIPHEMT  (UTC.)- 

1.  CLAm  AHD  DECmOV. — A  decision  In  thti  oise  wms  rendered  b^  the  Boud 
of  Contract  Adjnttment  of  June  SO,  IftSO,  deuTlng  claimant  relief.  On 
appeal  to  the  Becretary  of  War  thli  deolilon  wat  reveried  and  the  claim 
was  retnrned  to  the  Board  of  Gontraet  Adjnitment  fat  farther  conttdert' 
tlon  under  direction  of  the  Secretary  af  War.  The  former  deotslon  of  ths 
Board  of  Contract  Adjnitment  was  let  ailde  and  vacated  and  the  Tccord 
transmitted  to  the  Ordnance  Salvaffc  Board  in  accordance  with  the  direc- 
tlosi  of  the  Secretary  of  War.  (For  toll  statement  of  facts  and  former 
decision,  see  Tol.  TI,  p.  S7T.} 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDINQS  OF  FACT. 

1.  From  a  decision  of  the  Board  of  Contract  Adjustment,  dated 
June  30, 1920  (Vol.  VI,  Pt.  Ill,  p.  24,  Decisions  of  Board  of  Contract 
Adjustment)  denying  relief  to  claimant,  an  appeal  was  taken  to  the 
Secretary  of  War, 

2.  On  November  23,  1920,  the  Secretary  of  War  rendered  the  fol- 
lowing decision : 

"  I  do  not  concur  in  the  views  of  the  Board  of  Contract  Adjust- 
ment as  to  the  powers  of  the  Secretaiy  of  War,  and  I  direct  that  the 
decision  in  the  above-entitled  case  be  vacated. 

"It  is  further  directed  that  this  case  he  transmitted  to  the  Ord- 
nance Salvage  Board  to  state  a  debit  and  credit  account  and  there- 
upon the  entire  file  with  such  statement  be  transmitted  to  the  Chief 
of  Finance  for  appropriate  action." 

3.  The  record  has  been  returned  to  the  Appeal  Section,  War  De- 
partment Claims  Board,  for  further  consideration  in  the  light  of 
tlie  decision  of  the  Secretary  of  War. 


Pursuant  to  the  directions  of  the  Secretary  of  War  as  set  out  in 
paragraph  2  of  the  findings  of  fact  herein,  the  decision  of  the  Board 
of  Contract  Adjustment  in  this  case  of  date  June  30,  1920,  is  set 
aside  and  vacated. 
202 
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DISPOSITION. 

The  entire  record  in  this  case,  together  with  a  copy  of  this  deci- 
sion, will  be  transmitted  to  the  Ordnance  Salvage  Board  for  con- 
sideration and  action  in  accordance  with  the  directions  of  the  Secre- 
tary of  War. 

Lieut.  Col.  McKeeby  and  Capt.  Mareum  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 

74822— 21— VOLS 18  , 
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Decehbbb  6, 1920. 
Case  No.  2874. 

In  re  CLAIH  OF  POBTBB  BROS.  A  COLLUTS. 

TIili  Blalm  was  deelded  b7  the  Board  ef  Contract  AdJuKtment  and  forwarded  to 
tbe  Claims  Board,  Director  of  Pnrohase.  Claimant  was  offered  a  sct^ement 
by  tlie  said  Board,  whleh  it  declined,  and  thereupon  appealed  t«  the  AppcKl 
Section,  War  Department  Claims  Board.  Decision  forwarded  to  Farclmie 
Section  for  further  action. 

BELEASX  FROM  STTBC ODTR ACTORS.— Tlili  Board  or  any  other  claims  board 
has  no  authority  to  demand  that  claimant  shall,  as  a  condition  precedent 
to  any  offer  of  settlement  or  award,  snbmlt  releases  from  all  Its  snboon- 
traotors.  The  provisions  of  the  Dent  bill  only  reqnlre  that  before  the 
payment  of  the  award  shall  such  releases  be  snbmltted.  (For  statement 
of  fact,  see  Case  Vo.  93BS,  Vol.  T,  p.  451.) 


Maj.  Farr  writing  the  opinion  of  the  Board. 


FINDINGS  OP  FACT, 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim  was  originally  decided  by  the  Board  of  Contract 
Adjustment  under  date  of  May  18,  1920,  being  an  appeal  from  the 
decision  of  the  claims  board,  Office  of  Director  of  Purchase  on  a 
claim  in  the  sum  of  $10,166.02,  arising  out  of  a  proxy  signed  contract, 
and  was,  in  part,  favorable  to  the  claimant.  The  decision  directed 
that  the  same  be  transmitted  to  the  Office  of  Director  of  Purchase  for 
appropriate  action,  to  which  board  said  decision  and  file  were  for- 
warded June  8, 1920. 

2.  The  said  claims  board  thereupon  entered  into  negotiations  with 
the  claimant  and  offered  it  the  sum  of  $5,148  in  settlement  of  its 
claim,  the  same  being  based  on  certain  deductions  from  items  A,  D, 
and  G  of  claimant's  itemized  statement  of  claim  and  the  entire  dis- 
allowance of  item  H  of  said  claim.  This  proposed  settlement  not 
meeting  the  approval  of  claimant,  it  thereupon  noted  an  appeal  to 
the  Board  of  Contract  Adjustment,  and  under  date  of  August  4, 1920, 
without  any  notice  to  claimant  or  opportunity  for  it  to  be  heard,  tbe 
Appeal  Section  of  the  War  Department  Claims  Board,  the  successor 
to  the  Board  of  Contract  Adjustment,  rendered  a  decision  sustain- 
ing the  finding  of  the  claims  board,  Officer  of  Director  of  Purchase 
in  the  sum  of  $5,148.    The  claimant  thereupon  filed  a  notice  witii 
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the  Appeal  Section,  asking  that  it  be  given  a  rehearing,  alleging  that 
it  had  had  no  opportunity  to  be  represented  before  the  said  board 
on  its  appeal  from  the  decision  of  the  claims  board,  office  of  Director 
of  Purchase.  Under  date  of  August  29,  1920  the  said  rehearings 
committee  granted  claimant  a  rehearing  and  on  the  8th  day  of 
Korember,  1920,  the  claimant,  in  accordance  ^ith  that  permit,  ap- 
peared before  the  Appeal  Section  and  again  presented  its  claim. 

3.  In  the  presentation  of  the  claim  before  this  section  on  the  8th 
day  of  November,  1920,  the  matters  chiefly  in  dispute  between  the 
claimant  and  the  Government  representatives  were  as  follows: 

(1)  Was  the  claims  board,  Director  of  Purchase,  correct  in  dis- 
allowing item  H  of  claimnnt's  petition,  the  said  item  H  being  in  the 
nature  of  an  amended  or  supplemental  statement,  different  in  its  set- 
up from  the  original  petition  as  filed  by  the  claimant,  the  claimant's 
contention  being  that  the  same  should  be  accepted  by  the  said  board 
as  a  supplemental  or  an  amended  set-up  of  its  claim,  the  allegation 
of  the  Government  being  that  the  same  should  not  be  so  accepted, 
but  that  the  claimant  should  be  bound  by  its  first  set-up  and  allowed 
to  present  only  evidence  touching  the  first  set-up. 

(2)  Can  this  section,  or  the  claims  board,  Office  of  Director  of 
Purchase,  as  a  condition  precedent  to  an  offer  of  award  or  offer  of 
settlement,  compel  claimant  to  secure  releases  from  its  subcon- 
tractors t 

i.  The  evidence  produced  establishes  the  fact  that  the  various  ex- 
penditures alleged  to  have  been  made  by  the  claimant  had  been 
checked  by  a  government  auditor,  and  that  the  said  check  had  verified 
the  said  expenditures,  except  that  under  item  F,  amounting  to 
$1,789.45,  the  sum  of  $600  had  been  disallowed,  as  the  same  was  the 
cost  of  accounting  or  preparing  the  claim  for  presentation  to  the 
Board  (p.  19  of  transcript). 


1.  This  Board  is  of  the  opinion  that  the  claimant  should  be  allowed 
to  amend  in  the  manner  in  which  it  has  its  item  H,  and  there  set 
up  in  different  form  its  various  claims  or  items  against  the  Govern- 
ment, and  that  the  same  is  a  proper  amendment  and  should  have 
been  allowed  by  the  claims  board,  Director  of  Purchase. 

2.  This  Board  is  further  of  the  opinion  that  the  claimant  can  not 
be  compelled,  as  a  condition  precedent  to  an  offer  of  settlement  or 
award,  to  secure  from  its  subcontractors  releases.  The  act  of  March 
2.  1919,  provides  in  paragraph  4 — 

"  That  whenever  under  the  provisions  of  this  act  the  Secretary  of 
War  shall  make  an  award  to  any  prime  contractor  with  respect  to 
any  portion  of  his  contract  which  he  shall  have  sublet  to  any  other 
person,  firm,  or  corporation  who  has  in  good  faith  made  expend!- 
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tures,  incurred  obliffations,  rendered  service,  or  furnished  msterial, 
equipment,  or  supplies  to  such  prime  contractor,  with  the  knowledgs 
and  approval  of  any  agent  of  the  Secretary  of  War  duly  authorized 
thereunto,  before  payments  of  said  award,  the  Secretary  of  War 
shall  require  such  nrime  contractor  to  present  satisfactory  evidence 
of  having  paid  saia  subcontractor  or  oi  the  consent  of  said  subcon- 
tractor to  look  for  his  compensation  to  said  prime  contractor  only ; 
and  in  the  case  of  the  failure  of  said  prime  contractor  to  present 
such  evidence  of  such  consent  the  Secretary  of  War  shall  pay  directly 
to  the  said  subcontractor  the  amount  found  to  be  due  under  saifl 
award  ;***." 

3.  This  section  plainly  states  "before  payment  of  said  award," 
and  nowhere  does  it  say  that  before  the  award  or  offer  of  settlement 
shall  the  claimant  be  compelled  to  settle  with  his  subcontractors  v>r 
to  secure  releases  from  them.  As  the  amount  due  the  claimant,  if 
any,  by  the  Government  is  to  be  arrived  at  by  compromise,  it  would 
be  unfair  to  compel  the  claimant,  prior  to  any  offer  made  it  by  the 
Government,  to  secure  from  its  said  subcontractors  format  releases, 
for,  until  claimant  has  succeeded  in  arriving  at  a  tentative  settle- 
ment with  the  Government,  it  might  not  be  in  a  position  to  intelli- 
gently compromise  or  negotiate  with  its  subcontractors  for  settle- 
ment of  any  claim  the  said  subcontractors  may  have  against  it 

4.  The  claims  board,  OiEce  of  Director  of  Purchase,  was  correct  in 
disallowing  the  $500  item  under  item  F  of  claimant's  petition,  since 
the  said  sum  was  for  expenses  incident  to  the  preparation  of  its 
claim  for  presentation  to  the  Board  of  Contract  Adjustment.  Such 
expenditures  are  not  such  as  can  be  allowed  by  this  Board. 

5.  This  Board  having  decided  the  only  questions  that  were  pre- 
sented to  it  for  decision,  and  the  final  settlement  of  the  case  being 
more  of  an  accounting  proposition  than  anything  else,  the  same  must 
be  returned  to  the  Purchase  Section,  War  Department  Claims  Board, 
for  final  settlement. 

DISPOSITION. 

This  section  hereby  transmits  its  decision  to  the  Purchase  Section, 
War  Department  Claims  Board,  for  action  in  accordance  herewith. 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Appeal 
Section;  Col,  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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K  3, 1920. 
Oases  Kos.  1908,  1486,  and  2165. 
In  re  CLUM.  OF  inrSXCBlLBS  XAVttTAOmiHa  CO.  (IKC.). 

ON  A^^EAL  BEFORE  THE  SECBZTABT  OF   WAS. 

1TnA«r  d«t«  of  Jnae  30,  IMO,  tli«  Board  of  Coatraet  Adjnitment  rendered  de- 
cltlon  deaylnK  rellof.     (See  VoL  TI,  p.  68S.) 

Upon  consideration  of  the  appeal  in  the  above-entitled  case  I  direct 
action  in  accordance  with  the  accompanying  memorandum  of  the 
vice  chairman,  War  Department  ClaimB  Board. 

Newton  D.  Basse, 

Seeretary  of  War. 

HEHORANDnH   FOB  THE    BECBirrART  OF   WAK. 

1.  The  above  claims  were  originally  filed  with  the  New  York  dis- 
trict ordnance  salvage  board  in  the  early  part  of  1919.  The  claims 
were  for  raw  material,  material  in  process,  etc.,  in  excess  of  the 
quantity  necessary  to  fill  orders  which  the  contractor  actually  re- 
ceived, and  also  for  some  machinery.  The  claims  were  filed  on  the 
theory  of  an  informal  agreement  for  an  unlimited  quantity  of  signal 
rockets,  etc.  The  New  York  board  made  an  award  by  the  terms  of 
which  the  United  States  was  to  take  over  certain  material  owned  by- 
claimant,  including  710  pounds  of  aluminum  powder  at  80  cents 
per  pound  or  $568.  The  award  of  the  district  board  was  forwarded 
to  the  Ordnance  Claims  Board,  and  pending  action  by  that  board  on- 
the  award,  the  New  York  board,  on  July  28, 1919,  instructed  claimant, 
to  ship  the  710  pounds  of  aluminum  powder  to  Pain's  Fireworks. 
This  the  claimant  accordingly  did  on  July  28,  1919;  the  material 
being  sent  in  trucks  furnished  by  Pain's  Fireworks,  and  being  re- 
ceipted for  by  that  company.  The  Ordnance  Claims  Board  dis- 
approved the  award  of  the  New  York  board,  and  claimant  appealed 
to  the  Board  of  Contract  Adjustment.  The  Board  of  Contract  Ad- 
justment held  that  there  was  no  informal  agreement  between  claim- 
ant and  the  United  States  within  the  purview  of  the  act  of  March  2,. 
1919,  and,  therefore,  disallowed  the  claims.  It  does  not  appear  that 
the  attention  of  the  Board  of  Contract  Adjustment  was  called  to 
the  fact  that  claimant  had  delivered  710  pounds  of  aluminum  powder 
to  Pain's  Fireworks  on  the  order  of  the  New  York  board,  and  for 
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which  the  United  States  was  obligated  to  pay  the  sum  of  $568; 
hence  no  mention  of  this  transaction  was  made  in  the  decision  of  the 
Board  of  Contract  Adjustment. 

%  The  present  appeal  to  the  Secretary  of  War  is  only  on  the  item 
aboTe-mentioned.  Clearly  claimant  is  entitled  to  payment  for  the 
material  delivered  at  the  order  of  the  New  York  district  ordnance 
salvage  board,  not  on  the  theory  of  an  informal  agreement  arising 
\mder  the  act  of  March  2, 1919,  but  on  a  quantum  meruit  basis.  The 
proper  procedure  would  be  for  the  Contract  Section  of  the  Ordnance 
Department  to  issue  a  certificate  of  fair  value  to  claimant  for  the  710 
jwunds  of  aluminum  powder  at  80  cents  per  pound  for  a  total  of 
'%5GS,  and  thus  expedite  payment  of  a  just  obligation  which  should 
have  been  discharged  immediately  upon  delivery  of  the  material  on 
July  28, 1919. 

3.  It  is,  therefore,  recommended  that  the  Appeal  Section  be  di- 
rected to  modify  their  order  denying  all  relief  and  the  papers  then 
transmitted  to  the  Ordnance  Department  for  action  as  above  indi- 
cated. 

J.  A.  Hull, 
Vioe  Chtannain,  War  DepartTTient  Claims  Board. 
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Dbcehbeb  13,  1920. 
Gases  Kos.  1908,  1486,  and  2165. 

In  re  CLAIK  OT  TTirZXCELLBD  XAHUrACTUBIHa  CO.  (ZHC). 

1.  CLAIM  AJTD  SBCUIOir.— On  Jue  80,  IMO.  tli«  Bou-d  of  Contnot  Adjutauist 
rendered  a  deoltlon  In  tbe  Above  elAlmi  dancing  rellet  on  a  oUsi  B  olaim 
for  material  In  exoeii  of  the  quantity  seoeiiary  to  1111  orders  alalmant 
aetnally  reoelTed.  That  dedilon  failed  to  mention  that  71D  pounds  of 
alnmlnnm  powder  had  been  deliTcrcd  to  7ain's  FiTrvoTki  on  July  38, 
IfflB,  on  the  order  of  the  Vew  Tork  distrlet  ordnanoe  salvase  board,  to 
ke  paid  for  by  the  Qovcrnaient  at  BO  oenti  per  pennd.  OUinant  appealed 
to  tbe  Seoretary  of  War  on  this  Item  alone.  Held,  elaimant  entitled  to 
relmbnriement  on  a  qnantnm  mamlt  and  the  deoislon  of  June  30  to  bo 
modified  aoeordlngly.     (See  ToL  Tl,  p.  Mt,  and  ToL  Tm,  p.  S97.) 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

[BapplMnottal  decision.] 

mnHNQB  or  factt. 

The  Appeal  Section  finds  the  following  to  be  the  facts: 
1.  The  above  claims  were  originally  filed  with  the  Kew  York 
district  ordnance  salvage  board  in  the  early  part  of  1919.  The  claims 
were  for  raw  material,  material  in  process,  etc.,  in  excess  of  the 
quantity  necessary  to  fill  orders  which  tbe  contractor  actually  re- 
ceived from  the  United  States,  and  also  for  some  machinery.  The 
clainis  were  filed  on  the  theory  of  an  informal  agre^nent  for  an 
milimited  quantity  of  signal  rockets,  etc.  The  New  York  district 
ordnance  salvage  board  made  an  award  by  the  terms  of  which  the 
United  States  was  to  take  over  certain  material  owned  by  claimant, 
including  710  ponnds  of  aluminum  powder  at  80  cents  per  pound  for 
a  total  of  $568.  The  award  of  the  New  York  district  board  was 
forwarded  to  the  Ordnance  Claims  Board  for  approval,  and  pend- 
ing action  by  that  Board  on  the  award,  tlie  Xew  York  district  ord- 
nance salvage  board  on  July  23,  1S19,  instructed  the  claimant  to  ship 
the  710  pounds  of  aluminum  powder  to  Pain's  Fireworks,  Dongan 
Hills,  N.  J.  This  the  claimant  accordingly  did  on  July  28, 1919 ;  the 
material  being  sent  in  trucks  furnished  by  Pain's  Fireworks,  and 
being  receipted  for  by  that  company. 

The  Ordnance  Claims  Board  disapproved  the  award  of  the  New 
York  district  ordnance  salvage  board,  and  claimant  appealed  to  the 
Board  of  Contract  Adjuatment.    The  Board  of  Contract  Adjustment 
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in  a  decision,  dated  June  30,  1920,  held  that  there  was  no  informal 
agreement  between  claimant  and  the  United  States  within  the  pur- 
view of  the  act  of  March  2, 1919,  and,  therefore,  disallowed  the  claims. 
It  does  not  appear  that  the  attention  of  the  Board  of  Contract  Ad- 
justment was  called  to  the  fact  that  claimant  had  delirered  710 
pounds  of  aluminum  powder  to  Pain's  Fireworks  on  the  order  of  the 
New  York  district  ordnance  salvage  board,  and  for  which  the  United 
States  was  obligated  to  pay  the  sum  of  $568;  hence  no  mention  of 
this  transaction  was  made  in  the  decision  of  the  Board  of  Contract 
Adjus^ent. 

2.  Claimant  appealed  to  the  Secretary  of  War  from  the  decision 
of  the  Board  of  Contract  Adjustment  denying  any  relief  on  the 
above-mentioned  claims.  The  appeal  to  the  Secretary  of  War  was 
not  from  the  decision  of  the  Board  of  Contract  Adjustment  holding 
that  there  was  no  informal  agreement  within  the  purview  of  the  act 
of  March  2, 1919,  but  was  only  from  the  action  of  the  Board  of  Con- 
tract Adjustment  failing  to  allow  claimant  reimbtu^ement  for  the 
710  pounds  of  aluminum  powder.  Under  date  of  December  3,  1920, 
the  Secretary  of  War  ordered  that  the  decision  of  the  Board  of  Con- 
tract Adjustment,  dated  June  30,  1920,  be  modified  in  accordance 
with  an  accompanying  memorandum  of  the  vice  chairman.  War  De-  - 
partmeht  Claims  Board,  dated  December  3,  1920. 

The  memorandum  of  the  vice  chairman,  War  Department  Claims 
Board,  above  referred  to,  is  to  the  effect  that  claimant  is  entitled  to 
be  reimbursed  the  value  of  the  710  pounds  of  aluminum  powder, 
above  referred  to,  not  on  the  theory  of  an  informal  agreement  under 
the  act  of  March  2,  1919,  but  on  a  quantum  meruit  basis,  and  recom- 
mends that  a  certificate  of  fair  value  to  be  issued  by  the  contract 
section  of  the  Ordnance  Department  covering  the  710  pounds  of 
aluminum  powder  at  80  cents  per  pound  for  a  total  of  $568. 

3,  In  accordance  with  the  above-mentioned  order  of  the  Secretary 
of  War  and  memorandum  of  the  vice  chairman,  War  Department 
Claims  Board,  the  decision  of  the  Board  of  Contract  Adjustment 
rendered  in  the  above-styled  claims  on  June  30,  1920,  is  hereby 
modified  as  follows:  It  appears  that  on  July  28,  1919,  claimant  de- 
livered 710  pounds  of  aluminum  powder  to  Pain's  Fireworks,  Don- 
gan  Hills,  N.  J.,  on  order  of  the  New  York  district  ordnance  salvage 
board,  pursuant  to  an  award  made  by  said  New  York  district 
ordnance  salvage  board,  which  fixed  the  price  to  be  paid  for  said 
aluminum  powder  by  the  United  States  at  80  cents  per  pound. 
It  further  appears  that  claimant  has  not  been  paid  for  said  alumi- 
mun  powder,  and  that  the  Board  of  Contract  Adjustment,  in  its 
decision  of  June  30,  1920,  failed  to  make  any  mention  of  this  fact. 

Claimant  is  clearly  entitled  to  be  reimbursed  for  the  value  of  the 
aluminum  powder  sold  to  the  United  States  and  delivered  to  Pain*s 
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Fireworks  on  the  order  of  the  New  York  district  ordnRnce  salvage 
board.  The  United  States  is  obligated  to  make  payment  for  this 
material  not  on  the  theory  of  an  implied  agreement  within  the  pur- 
view of  the  act  of  March  2, 1919,  but  on  a  quantum  meruit  basis. 

DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  will  trans- 
mit a  copy  of  this  decision  to  the  Ordnance  Section,  War  Depart- 
ment Claims  Board,  for  appropriate  action  in  accordance  with  the 
order  of  the  Secretary  of  War,  dated  December  3,  1920,  and  the  ac- 
com'panying  memorandum  of  the  vice  chairman.  War  Department 
Claims  Board. 

Lieut.  Col.  McKeebj  and  Lieut.  Hendon  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Dboeubeb  14,  1920. 
Case  Ko.  3016. 

In  re  CLAIM  07  EABT  WOOI  CO. 

mSOKKAL  COHTEACT. — Where  claimant  sells  wool  to  tlie  OoTcnunent  Ik  1911 
imder  re^nlatlaiu  luued  by  the  War  Indttitriei  Board  tor  the  ollp  of  1811, 
whieh  regalatlaiit  provide  that  the  wool  shall  be  tftken  over  by  the  Oor- 
erunent  at  certain  prices,  depending  upon  Its  quality  and  oondltlon,  there 
it  no  agreement,  express  or  Implied,  whereby  the  Qoversinent  li  obligated 
to  pay  to  the  claimant  any  sttnu  other  than  as  set  out  In  the  said 
regTiIatlo&i. 

Maj.  Farr  writing  the  opinion  of  the  Board. 

FINDINOS    OF    FACT. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  is  a  class  B  claim  in  the  sum  of  $503.98  and  is  filed  under 
the  proviiiions  of  Supply  Circular- No.  17,  1919,  Purchase,  Storage 
and  Traffic  Division,  having  been  originally  filed  with  the  War 
Industries  Board.  At  the  time  it  was  filed  with  the  War  Industries 
Board  the  amount  of  the  claim  was  $5,153.32,  it  having  been  since 
reduced  to  $503.98,  the  negotiations  of  the  claimant  with  the  War 
Industries  Board  apparently  having  begun  early  in  the  year  1918 
by  letters  directed  to  Mr.  Ambrose  Bose,  jr.,  the  Government  wool 
administrator  in  Chicago,  111. 

2,  In  1917  the  claimant,  a  corporation  engaged  in  the  buying  and 
selling  of  wool  at  Worthington,  Minn.,  alleges  that  it  purchased  from 
Berman  Bros.,  of  Minneapolis,  Minn.,  a  certain  quantity  of  wool, 
which  was  by  claimant  sent  to  E.  Dorzelot  of  St.  Louis,  Mo.,  for  the 
purpose  of  being  scoured,  and,  while  in  the  possession  of  the  said  E. 
Donzelot,  a  certain  portion  of  it  was  sold,  the  said  sale  taking  place 
prior  to  the  issuance  of  any  Government  regulations  controlling 
the  sale  or  purchase  of  wool,  and  that  the  balance  of  the  wool  so 
purchased  by  the  said  claimant  from  the  said  Berman  Bros,  was 
taken  over  by  the  Government  some  time  in  1918,  and  was  by  the 
Government  placed  in  the  1918  wool,  its  contention  being  that  under 
the  wool  regulations  affecting  the  1917  wool,  and  under  instructions 
and  promises  received  by  it  from  Mr.  Ambrose  Bose,  jr.,  wool  ad- 
ministrator of  the  Chicago  district,  it  was  entitled  to  receive  and 
was  promised  by  the  said  Mr.  Rose  the  cost  of  the  wool  so  purchased 
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b;  it  pins  5  per  cent.    The  said  claim  is  fully  described  and  set  out 
in  Schedule  A  of  claimant's  petition  as  follows ; 

Schedule  A. 
Items  of  cost  of  wool  (debit) : 

October  17,  1917,  bought  55  bags  of  wool  from  Berman  Bro&,  of 

Minneapolis,  Mlmi.,  9,0S8  pounds,  at  65  cents $5, 884. 45 

Fteleht  on  above  wool  to  SL  Louis,  Mo 60.21 

Storage,  charges  by  railroad  company  at  St  Louis 2. 70 

Drayage  to  warehouse 4.  59 

Freight  on  wool,  St  I-ouls  to  Clilcago 35.52 

Charges  for  assorting  5,209  pounds,  at  }  cents 54. 44 

Charges  for  scouring  7,013  pounds,  at  2J 157. 78 

Drayage  on  wool  from  St  Louis  warehouse  to  railroad S.  71 

Interest  nt  6  per  cent  on  C3.544.32  to  Mar.  24,  1B19  ($3,544.32 

equals  tbe  cost  of  said  wool,  originally  15,884.45,  less  $1,340.13, 

the  amount  received  from  sale  of  part  of  said  wool  before  tbe 

Goi-emmait  took  It  over). 
6  per  cent  on  cost  of  said  wool  as  sbown  by  total  of  above  Items.        325. 45 


Proceeds  of  sale  of  wool  (credits) : 

Wool  sold  by  E.  Donzelot  &  Son,  Boston,  prior  to  Gov- 
ernment taking  same $1,214.  43 

Wool  sold  by  Government  prior  to  filing  clatnr 125. 70 

Wool  Bold  by  Government  at  sales  by  E.  Donselot  & 
Son  on  March  24, 1M9,  account  sales 4,900.43 


o  be  due  Hart  Wool  Co.  at  date 


The  petition  filed  by  the  claimant  is  rather  informal,  and  it  alleges 
therein  that  the  claim  was  first  presented  in  1918,  but  that  it  is  unable 
to  furnish  a  full  and  detail«d  statement  of  this  claim,  giving  dates 
for  all  items  and  particulars. 

3.  The  wool  in  question  was  forwarded  by  the  claimant  to  E.  Don- 
zelot  &  Son,  of  St.  Louis,  Mo.,  for  the  purpose  of  being  sorted  and 
scoured,  and  was  by  that  firm  disposed  of  to  the  CrOTemment  for  the 
credit  of  claimant.  The  claim  here  presented  is  for  the  difference 
between  what  claimant  alleges  it  paid  for  the  wool  and  the  price  it 
secured  from  the  Government,  plus  5  per  cent. 

4.  The  chief  contention  of  the  claimant  Ib  that  it  was  promised  by 
Mr,  Ambrose  Kose  that  it  would  be  paid  the  sum  it  had  expended  for 
the  purchase  of  the  wool  plus  5  per  cent,  and  offers  in  support  of  its 
claim  the  following  telegram : 

September  19,  1918. 
Ahbrose  Bose,  Jr., 

Govemm&ni  Wool  Administrator,  Chicago,  III. 
In  accepting  offer  made  to  Donzelot  for  scoured  wool  through 
Boynton  Wool  Scouring  Co.    Can  we  then  file  claim  for  cost  plus 
5  per  cent  for  1917  wool. 

Hart  Wool  Co. 
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This  telegram  was  replied  to  under  date  of  September  1&,  1918: 

Hart  Wool  Co., 

Worthmgttm,  Minn. 
If  scoured  valuations  are  below  cost,  siinply  state  you  want  claim 
cost  plus  5  and  file  claim. 

Ambrose  Bobe,  Jr., 
Wool  Administrator. 
Under  date  of  September  20  claimant  advised  Mr.  Ambrose  Kose 
as  follows: 

We  are  in  receipt  of  your  wire,  and  we  have  wired  the  Boynton 
Wool  Scouring  Co.  that  we  will  file  claim  for  cost  of  wool  plus  5 
per  cent  as  per  your  instructions.  You  wrote  to  us  some  time  ago 
that  the  proper  papers  will  be  forwarded  to  us  to  be  filed.  We  do 
nof  know  what  way  to  proceed  and  we  will  thank  you  for  the  infor- 
mation.   You  can  possibly  instruct  us,  we  appreciate  it  very  much." 

Under  date  of  September  24  Mr.  Rose  replied  to  this  letter : 

"This  office  has  no  papers  for  making  the  claim  of  cost  plus  5  per 
cent  on  1917  wools.  If  you  will  address  a  letter  to  Chas.  J.  Nichols, 
wool  administrator,  273  Sumner  Street,  Boston,  Mass.,  requesting  him 
to  send  you  papers,  that  will  enable  you  to  file  claim  for  cost  plus 
5  per  cent  on  the  1917  wools  that  were  scoured  by  the  Boynton 
Wool  Scouring  Co.,  they  will  forward  same  to  you." 

Under  date  of  October  9, 1918,  Mr.  Ambrose  Eose  notified  claimant : 

"  The  claim  for  cost  plus  5  per  cent  will  have  to  be  made  out  on 
a  regular  form  which  you  can  get  on  application  from  Mr.  Nichols, 

"As  these  forms  cover  1917  wools  which  come  under  separate  regu- 
lations, this  office  has  nothing  to  do  with  same.  Otherwise  I  will 
be  glad  to  accommodate  you  with  copies  of  the  regular  form." 

Under  date  of  December  9,  1918,  claimant  was  advised  by  IVfr. 
Ambrose  Bose,  jr.: 

" In  checkingup  your  claim  of  cost  plus  5  per  cent  on  the  wools 
scoured  by  the  Boynton  Wool  Scouring  Co.,  I  found  that  there  was 
one  small  lot  of  23  pounds  of  scoured  Corral  which  had  not  been 
valued  by  the  Government  Valuation  Committee.  It  is  therefore 
necessary  to  forward  this  lot  to  Boston  for  appraisement,  and  as  soon 
as  this  valuation  is  received  a  report  will  be  made  to  you,  and  you 
will  tlien  have  to  make  out  a  new  proof  of  cost. 

"  When  this  is  done  we  will  probably  be  able  to  make  an  adjust- 
ment shortly." 

Prior  to  the  foregoing  mentioned  letters  and  telegrams,  Mr.  Am- 
brose Rose,  jr.,  under  date  of  August  1,  1918,  advised  the  claimant: 

"Your  favor  of  the  24th  received,  and  I  have  turned  over  the 
papers  in  regard  to  your  wool  to  the  Boynton  Wool  Scouring  Co, 

"  The  invoice  which  you  sent  me  I  am  returning.  When  the  wools 
are  submitted  to  the  scour  wool  committee  at  Boston  for  valuation 


DiB.1izedOyGoO<^lc 


INCISIONS  APPEAL  SECTION  WAS  D£PABTBIE]ITTCl4AIM9B0AJU>.    275 

they  will  have  to  be  submitted  as  1917  wooLs  with  a  notation  tiiat  Tou 
intend  to  claim  cost  plus  5  per  cent  on  the  same,  and  they  will  tnen 
forward  to  you  papers  to  be  filled,  in  order  to  enable  you  to  secure 
same." 

Under  date  of  December  12,  1918,  Mr.  Rose  by  letter  advised  ■ 
claimant  that  the  Government  had  valued  its  lot  of  419  consisting 
of  23  pounds  of  scoured  corral  at  70  cents  landed  in  Boston,  and  that 
he  had  advised  the  wool-purchasing  quartermaster  that  claimant 
intended  to  claim  cost  plus  5  per  cent  on  the  shipment. 

5.  The  correspondence  in  the  file  seems  to  Indicate  that  the  claim- 
ant had  about  46  bags  of  grease  wool  that  was  shipped  to  the  Boynton 
Wool  Scouring  Co.,  August  2,  1918,  to  be  scoured  and  offered  to  the 
Government,  and  that  the  small  lot  of  23  pounds  heretofore  referred 
to  was  Corral  sweepings  that  were  not,  through  some  error,  washed 
at  the  time  the  46  bags  were  scoured. 

C.  As  the  claimant  alleges  that  Mr.  Eose  promised  them  the  prices 
they  had  paid  for  their  wool  plus  5  per  cent,  Mr.  Rose  was  communi- 
cated with  and,  under  date  of  November  13,  1920,  filed  with  this 
Board  an  affidavit,  which  is  herewith  set  forth : 

"I,  Ambrose  Rose,  jr.,  former  Government  wool  administrator, 
Chicago  district,  hereby  certify  the  claim  of  the  Hart  Wool  Co.,  of 
Worthington,  Minn.,  for  cost  plus  5  per  cent  on  their  1917  wools  was 
received  and  checked  by  me  as  to  quantity  and  ^rade  only,  and  for- 
warded to  Mr.  Charles  J.  Xichols,  wool  administrator,  100  Sumner 
Street,  Boston,  Mass.,  on  December  18,  1918. 

"  I  hereby  certify  that  I  did  not  make  any  promises  of  payment 
of  this  claim  other  than  if  same  was  approved  by  the  wool  admin- 
istrator at  Boston,  Mass.,  and  found  to  be  according  to  the  Govern- 
ment regulations,  that  an  adjustment  would  be  made  according  to 
those  regulations," 

7.  In  1917  the  Government  was  not  regulating  the  price  of  wool 
nor  had  it  issued  any  instructions  covering  the  same.  It  was  not 
until  the  25th  of  April,  1918,  that  the  War  Industries  Board  held  a 
meeting  of  the  various  wool  dealers  and  growers  in  the  city  of  Wash- 
ington, at  which  time  it  was  voluntarily  agreed  that  the  Government 
should  take  over  the  1918  clip  at  the  prices  prevailing  on  July  30, 
1918.  Thereupon  there  was  issued  by  Mr.  Lewis  Penwell,  chief  of 
the  wool  division,  War  Industries  Board,  a  Government  regulation 
for  the  handling  of  the  wool  clip  of  1918,  wherein  it  wag  specifically 
stated  what  prices  should  be  paid  for  wool  and  how  the  same  should 
be  taken  over  and  handled  by  the  Government.  These  regulations 
make  no  provision  for  the  payment  to  any  dealer  of  the  price  he  had 
paid  for  his  wool  plus  5  per  cent  but  did,  in  specific  terms,  state 
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definitely  the  prices  that  should  be  paid,  and  therein  fixed  the  price 
to  be  paid  for  Minnesota  wool  as  follows : 


Basil  dean  ecoored. 


Fine  clotUug 

HaU-bloodstepl«-.... 

^U-blooddoOdng.. 


1.  Before  this  Board  can  advise  any  payment  to  the  claimant,  an 
agreement,  express  or  implied,  must  be  conclusively  established  as 
existing  between  the  claimant  and  the  United  States  Government, 
whereby  the  Government  agreed  to  pay  to  the  claimant  the  cost  of 
its  wool  plus  5  per  cent  commission.  The  claimant  has  failed  to  pro- 
duce any  evidence  establisliing  any  such  agreement.  Mr.  Ambrose 
Rose,  jr.,  with  whom  claimant  alleges  it  made  the  agreement  it  now 

.asks  this  Board  to  decide  entitles  it  to  compensation,  has,  by  his 
affidavit  heretofore  quoted,  specifically  denied  that  he  ever  promised 
claimant  that  it  would  be  reimbursed  for  the  actual  cost  of  its  wool 
plus  5  per  cent. 

2.  Mr.  Rose  was  only  entitled  to  take  over  the  wool  under  the 
regulations  of  May  21,  1918,  and  could  promise  no  on6  any  sum 
other  than  those  as  specifically  set  forth  in  the  said  regulations. 
These  regulations  were  universally  distributed  and  claimant  must 
have  known  the  conditions  under  which  it  was  dealing  with  the 
Government  and  that  it  was  bound  by  the  regulations  as  issued  by  the 
War  Industries  Board. 

3.  The  various  letters  and  telegrams  that  have  been  quoted  simply 
go  to  show  that  Mr.  Rose  was  willing  to  receive  and  file  the  claim, 
and  that  he  never  at  any  time  promised  to  the  claimant  it  would  be 
paid  its  actual  cost  plus  5  per  cent.  In  fact,  the  regulations  specifi- 
cally provide  what  payment  should  be  made,  and  then  only  after  an 
inspection  of  the  same  had  been  made  by  the  Government  committees 
which  placed  upon  the  said  wool  its  value  or  shinkage,  on  which  was 
based  the  price  that  was  to  be  paid  it  by  the  Government. 

4.  At  the  time  the  claimant  forwarded  its  wool  to  be  scoured  and 
disposed  of  by  the  Boynton  mills,  no  regulations  of  any  kind  existed 
and  it  was  subsequent  to  the  time  that  the  wool  had  been  forwarded 
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to  the  said  Boynton  mills  that  the  wool  regulations  of  May  21,  1918, 
Vere  promulgated  by  the  War  Industries  Board,  and  at  t]^  time 
the  wool  in  question  was  disposed  of  to  the  Government,  tne  only 
regulations  then  existing  for  the  handling  of  the  wool  were  the  regu- 
lations of  May  21,  191S,  and  it  made  no  difference  whether  the  wool 
in  question  was  grown  in  1917  or  1918  as  the  same  was  tendered  to 
the  Goremment  during  the  time  that  the  regulations  of  May  21, 
1918,  governed,  and  no  agreement,  express  or  implied  thereby  re- 
sulted whereby  the  Government  is  in  any  wise  bound  to  pay  to  the 
claimant  the  cost  of  its  wool  plus  5  per  cent.  Such  an  agreement  on 
the  part  of  the  Government  to  have  paid  a  dealer  the  cost  of  its  wool 
plus  5  per  cent  would  have  put  a  premium  on  inefficient  business 
methods,  and  would  have  resulted  in  the  Govenunent  reimbursing 
improvident  purchasers  of  wool  and  at  a  price,  perhaps,  greatly  in 
excess  of  its  true  value.  The  wool  regulations  were  drafted  to  pre- 
vent this  very  thing  and  the  amount  of  money  the  Government  would 
pay  for  wool  under  the  said  regulations  was  dependent  entirely  upon 
the  quality  and  condition  of  the  wool,  and  this  quality  and  condi- 
tion was  arrived  at  by  an  examination  of  the  wool  in  question  by 
the  Government  wool  committee. 

5.  This  Board  in  the  decision  of  the  claim  of  the  Central  Wool 
Growers  Storage  Co.  No.  2621  has  entered  into  a  full  discussion  of 
the  regulations  of  May  21,  1918,  governing  the  taking  over  of  the 
wool  by  the  Government  to  which  claim  reference  is  now  made  for  a 
more  full  discussion  of  the  regulations  herein  referred  to. 

6.  For  the  foregoing  reasons  all  relief  asked  for  by  the  claimant 
is  denied. 

DISPOSITION. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Sheppard  concurring  for  the 
Appeal  Section ;  Col.  Morrow  concurring  for  the  War  Department 
ClaiiDS  Board. 
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Decembbb  16,  1920. 
Case  No.  3025. 

In  re  CZAUt  OV  A£EZ  FESGUSOK. 

1.  BUBDBH  OV  FB007— TALTFB  OF  WOOL— Where  the  Oorernment  TalnatloB. 
Connnlttee  fixed  a  aertaln  Talne  on  oUlmant'i  wool  Uie  TAlnatloA  lo  flzed 
will  be  deemed  the  tme  volae  of  such  wool,  for  the  pnrpoie  of  adjattliK 
claimant's  contract,  In  the  absence  of  evidence  showing  such  value  to 
have  been  erroneoasly  fixed. 

3.  CLAZX  AHD  SECIBIOir. — This  claim  is  foi  ^,000,  and  arises  nndet  the  aetot 
Harcli  2,  1919,  by  reason  of  an  BfCTeement  alleged  to  have  been  entered 
Into  between  the  olalnant  and  the  Qovemment.  Held,  claimant  Is  not 
enUtled  to  the  reUef  sonKht 

Maj.  Farr  writing  the  opinion  of  the  Board. 

FINDINOB  OF  PACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  is  a  class  B  claim  for  approximately  $5,000  and  seems  to 
have  been  informally  filed  in  1918  by  a  protest  made  to  Mr.  Chaa. 
J.  Nichols,  Wool  Administrator,  but  no  formal  claim  was  ever  pre- 
sented to  this  Board  until  October,  1920, 

2.  Xbe  claim  here  presented  is  an  informal  one  in  that  the  facts 
seem  to  consist  chiefly  of  a  report  from  Eisemann  Bros.,  of  Boston, 
Mass.,  showing  the  disposal  by  them  of  claimant's  wool,  as  follows: 

Date  of  arrival  as  shown  hy  freight  bill,  Aug.  12, 1918. 

T«g>. 

Black 34.539  pounds  at  50  cents ^17,268.50 

560  20  112.00 

IW  50  87.00 


Advance!  and  interest. 
1018. 

July  20.  Advance  12,000.00 

Interest  to  Aug.  12,  23  days,  at  6  per  cent 46. 00 

July  27.  Advance   4, 208. 56 


11.22 
674.23 
16, 940. 01 


638. 49 

Interest  credit  Aug.  12  to  Oct  8,  58  days,  at  6  per  cent B.  20 

Sacks,  85,  @  50  cents 42.60 


Total  amount  due  yon,  as  per  draft  herewith-. 


,Goo';le 
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3.  The  file  contains  seTeml  letters  written  by  the  claimant  to 
Eisemann  Bros.,  and  communications  from  Eiaemann  Bros,  to  the 
claimant  in  re  the  revalnation  o{  the  wool  and,  under  data  of  October 
31,  1918,  Eisemann  Bros.,  the  wool  dealer  to  whom  claimant  had 
consigned  his  wool,  advised  claimant  in  part  as  follows: 

"  When  your  wool  was  examined  and  appraised  one  of  our  rep- 
reeentatives  was  with  the  valuators  and  if  he  had  not  thought  that 
the  valuation  was  a  fikir  and  just  one,  we  would  have  a^ed  for 
revaluation. 

"As  written  you  previously,  the  scoured  wool  basis  on  your  wool 
was  $1.67,  shrinkage  70  per  cent.  The  wool  was  appraised  in  the 
original  iMigs  as  the  valuators  decided  that  the  grade  was  Very  uni- 
form and  it  was  not  necessary  to  grade  it." 

4.  The  claimant  was  further  advised  that  the  wool  in  question  was 
known  to  the  Wool  Administrator  Mr.  Chas.  J.  Nichols  as  DF-4354 — 
84  bags  and,  under  date  of  November  23, 1918,  Eisemann  Bros.,  after 
apparently  having  made  an  effort  to  have  the  matter  reopened  by 
the  Wool  Division,  War  Industries  Board,  advised  claimant  that 
the  said  Wool  Division  declined  to  reopen  the  case. 

5.  The  facts  in  this  case  are  apparently  somewhat  similar  to  those 
in  the  case  of  the  Central  Wool  Growers  Storage  Co.  of  San  Angelo, 
Tes.,  2621,  heretofore  decided  by  this  Board,  payment  being  asked 
here  on  the  theory  that  there  was  an  erroneous  valuation  placed  on 
the  wool  in  question  by  the  Government  valuation  committee. 

6.  By  an  affidavit  filed  in  this  case,  the  widow  of  the  claimant  ad- 
vises that  this  claim  was  never  presented  until  October,  1920. 

7.  Claimant  has  submitted  and  offered  no  evidence  showing  the 
value  of  the  wool  and,  under  date  of  October  27,  1920,  Joseph  Garst 
advised  this  Board  that  Mrs.  Ferguson  had  made  the  statement  that, 
in  her  opinion,  the  ajnount  due  her  should  have  been  something  over 
$5,000  instead  of  $686.19,  but  she  has  offered  no  evidence,  documentary 
or  otherwise,  tending  to  show  what  her  los.seR  were,  if  anv.  content- 
ing herself  with  the  naked  allegation  that  the  Government  valuation 
committee  made  a  mistake  in  grading  her  wool  thereby  causing  her 
to  suffer  a  loss  of  approximately  $6,000. 


1.  Since  this  case  will  be  decided  on  its  merits,  we  do  not  deem  it 
necessary  to  seriously  consider  whether  or  not  this  claim  was  filed 
before  June  30,  1919,  as  provided  for  in  the  act  of  March  2,  1919, 
but  believe  that  we  should  consider  that  the  filing  of  a  protest  with 
the  Wool  Administrator  objecting  to  the  amount  allowed  on  account 
of  the  wool  of  claimant,  should,  by  this  Board,  be  accepted  as  a 
presentation  of  the  claim  within  the  time  limit  provided  in  the  said 
act. 
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2.  This  Board  is  of  the  opinion  that  the  claimant  has  lailed  to 
prodace  any  evidence  that  would  justify  this  Board  in  reaching 
a  conclusion  that  the  valuation  placed  upon  his  wool  by  the  said 
Govemment  valuation  committee,  the  said  price  being  thereafter 
paid  to  and  accepted  by  the  claimant,  was  erroneous  and  believes 
that  the  shrinkage  placed  on  the  said  wool  by  the  said  valuation 
committee  was  proper  and  correct,  and  that  the  sum  so  paid  to  the 
claimant  in  accordance  with  the  said  report  of  the  Government 
valuation  committee  was  correct  and  that  the  claimant  is  therefore 
entitled  to  no  relief  at  the  hands  of  this  Board. 

3.  All  relief  asked  for  by  the  claimant  is  denied. 

4.  For  a  fiill  discussion  of  the  facts  and  the  opinion  of  this  Board 
in  support  of  this  decision  see  the  Central  Wool  Growers  Storage 
Co.,  San  Angelo,  Tex.,  claim  No.  2621. 

DisposmoN.  ; 

A  final  order  denying  relief  will  be  entered.  | 

Lieut.  Col.  McKeeby  and  Capt  Sheppard  concurring  for  the  '- 

Appeal  Section ;  Col.  Morrow  concurring  for  the  War  ^Department  | 

Claims  Board. 
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December  17,  1920. 
Case  Xo.  3039. 

In  re  CLAIM  OF  7.  KICHKAIT  A  CO. 

1.  CLAm  AND  DICIBIOH.— lUi  It  a  olalm  under  Oenerbl  Order  103  to  adjnit 
a  dl*pnte  ondei  the  termi  of  the  contract  with  the  Snrpliu  Property  IH- 
Tlilon.  Claimant  wa«  awarded  37,811  yardi  of  duck  khaki,  30-laoh,  at  a 
total  price  of  flS,1t70.43,  ai  a  remit  of  an  adTertiiement  and  Its  propotal 
Claimant  paid  the  required  depotit  of  10  per  cent  on  fl,S87.04.  Claimant  . 
received  a  lample  of  the  gooAt  and  on  Inquiry  wai  Intoiroed  that  one 
edge  wai  raw  lelvaye,  a.  fact  not  mentioned  In  the  advertltement  or  letter 
aeoeptlnK  Its  bid.  Claimant  then  ordered  1,000  yardi,  paying  the  full 
piioe.  Claimant  was  adTlsed  that  an  allowance  of  10  per  cent  wonld  IM 
made  If  (atlsfactory  to  It.  Claimant  reqaeited  the  retnm  of  Iti  depoilt 
and  10  per  cent  rebate  on  the  1,000  yardi  taken.  roUowlnir  the  dedilon 
of  the  Seoretary  of  Tar  on  appeal  In  the  Aeronantieal  Equipment  Co. 
(Inc.),  Sale  B.  C.  A.  IT,  It  li  held  that  olalmAnt  is  enUtled  to  a  eanoella- 
tlon  of  the  contract  as  to  the  balance  of  the  yardage  and  retnrt)  cf  Iti 
10  per  cent  deposit. 

Maj .  Hill  writing  the  opinioD  of  the  Board. 

This  is  a  claim  arising  under  General  Order  103  for  adjustment 
of  a  dispute  under  the  terms  of  a  contract  between  claimant  and  the 
Surplus  Property  Division,  Office  of  the  Quartermaster  General, 
by  the  terms  of  which  the  Government  sold  37,811  yards  of  duck 
khaki,  30-inch,  12.85-ounce,  44  by  26,  at  a  total  price  of  $15,270.43. 
The  claim  was  received  by  this  section  from  the  Surplus  Property 
Division. 

FINDINGS  or  FACT. 

1.  Under  date  of  April  30,  1920,  the  Surplus  Property  Division 
by  its  form  Xo.  S.  P.  13,  letter  of  acceptance  of  bid  of  surplus  prop- 
erty, signed  by  the  contracting  officer,  Surplus  Property  Division, 
sale  No.  2040S,  accepted  claimant's  proposal  based  upon  textile  list 
No.  23,  item  2338,  for  37,811  yards  of  duck  khaki,  30-inch,  12.85- 
ounce,  44  by  26,  manufacturer  unknown,  and  on  the  same  date  the 
depot  officer,  Chicago,  was  authorized  to  make  delivery  upon  pay- 
ment for  the  same. 

2.  The  following  was  one  of  the  conditions  contained  in  the  letter 
of  acceptance : 

"  1.  Deposit. — Deposit  of  10  per  cent  of  the  amount  of  this  pur- 
chase must  be  delivered  to  the  designated  depot  officer  before  this 
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letter  of  acceptance  is  effective  or  valid,  and  this  amount  is  de- 
posited by  the  purchaser  with  the  understanding  that  the  same  is 
given  as  a  guarantee  of  fulfillment  of  agreement  to  accept  these 
good^  within  the  time,  at  the  place,  and  in  the  manner  herein  speci- 
fied." 

Claimant  forwarded  to  the  depot  officer,  Chicago,  his  check  tor 
$1,527.04,  the  10  per  cent  deposit  required. 

3.  Under  date  May  26,  1920,  claimant  advised  the  depot  officer, 
Chicago,  that  the  sample  received  was  raw  edged  and  requested  in- 
formation as  to  whether  this  was  a  sample  from  the  lot  purchased 
by  them.  Under  date  June  7,  1920,  claimant  was  advised  by  the 
depot  offi,cer,  Chicago,  that  the  material  sold  to  claimant  had  one 
edge  finished  and  the  other  raw.  In  the  advertisement  of  this 
sale  no  mention  was  made  of  raw  selvage.  Under  date  of  June  12, 
claimant  was  informed  by  the  Surplus  Property  Division  that  the 
customai-y  allowance  for  one  edge  raw  selvage  was  10  per  cent  and 
was  requested  to  advise  whether  such  an  allowance  would  be  satis- 
factory'. Claimant  replied  that  the  allowance  of  10  per  cent  would 
not  be  satisfactory  and  claimed  an  allowance  of  25  per  cent.  Under 
date  of  August  2,  claimant  was  advised  that  the  local  board  of 
sales  control,  Washington,  on  July  30,  recommended  that  its  claim 
for  allowance  of  35  per  cent  be  disallowed.  Under  date  August  7, 
claimant  forwarded  its  check  for  $405.90  to  the  depot  officer,  Chicago, 
requesting  that  1,000  yards  be  forwarded  for  inspection  which 
would  enable  them  to  take  up  the  matter  further  as  to  a  final  ad- 
justment. This  quantity  waM  forwarded  to  claimant.  On  October 
27,  the  local  board  of  sales  control,  Washington,  authorized  the 
cancellation  of  sale  No.  2408  and  the  making  of  a  new  sale  at  10  per 
cent  less  than  the  original  price. 

4.  Claimant  decliued  to  iiccejit  this  allowance  of  10  per  cent  and 
appealed  to  this  section  for  the  return  of  its  deposit  of  $1,527.04  plus 
H  refund  of  10  per  cent  on  the  1,000  yards  delivered,  amounting  to 
$40.59. 

DECISION. 

1.  It  is  clear  that  the  material  on  hand  and  sold  to  claimant  was 
A  different  article  and  of  less  value  than  the  mnterial  listed  as  item 
Xo.  2;t:i8  on  textile  list  No.  23  in  that  one  edge  ivas  a  raw  and  not  a 
finished  selvage. 

2.  No  regulations  covering  the  form  of  contracts  for  the  sale  of 
surplus  property  have  been  prescribed  by  the  Quartermaster  General 
piii-suiuit  to  section  6853b,  Compiled  Statutes.  This  contract  is 
therefore  not  n  contract  within  the  exceptions  to  section  2744,  Revised 
Statutes,  but  is  an  informal  contract.  As  the  letter  of  acceptance  is 
dated  after  November  11,  1918— April  30,  1920— the  contract  is  not 
one  coming  within  the  terms  of  the  act  of  March  2, 1919. 
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3.  Claimant  paid  for  and  ordered  the  delivery  of  1,000  yards  after 
it  had  in  its  possession  a  sample  of  the  floods  and  had  been  advised 
that  they  were  not  as  advertised,  but  did  have  one  edge  raw  selvage. 
Under  these  circumstances,  it  is  the  opinion  of  this  section  that  the 
claimant  has  weiveil,  as  to  this  quantity  of  1,000  yards,  the  faihire 
of  the  goods  to  comply  with  the  advertisement  nnd  letter  of  accept- 
ance, and  has  thei'efore  purchased  a  known  quality  of  duck  at  the 
price  paid  and  is  therefore  not  entitled  to  an  adjustment  thereon. 

4.  As  to  the  balance  of  the  yardage  sold  under  the  letter  of  accept- 
aDce,  this  section  is  bound  by  the  decision  on  iippeal  by  Secretary  of 
War  in  the  case  of  the  Aeronautical  Equipment  Co.  (Inc.),  Case  No. 
Sales  B.  C.  A.  17.  In  that  case  the  Board  of  Contract  Adjustment 
held  that  the  power  of  the  Secretary  of  War  to  settle  contracts  not 
coming  within  the  provisions  of  the  act  of  March  2,  1919,  by  ajrree- 
ment  with  the  contractor  or  to  adjust  disputes  arising  thereunder, 
rested  wholly  upon  the  existence  of  the  contract  and  could  not  be 
exercised  where  the  contract  had  been  fully  executed  by  the  per- 
formance or  terminated  by  breach,  cancellation,  or  otherwise;  and 
that  upon  a  breach  of  the  contract  the  adjustment  of  money  pay- 
ments thereunder  was  not  the  function  of  the  Secretary  of  War  but 
pertained  to  the  powers  of  the  Treasury  Department  or  of  the  courts. 
Upon  appeal  the  Secretary  of  War  did  not  concur  in  the  views  of 
the  Board  of  Contract  Adjustment  as  to  his  powers  and  directed  that 
the  decision  be  vacated,  that  the  case  be  transmitted  to  the  board 
from  which  it  originated,  to  state  an  account,  and  that  the  entire  file 
with  such  statement  be  then  transmitted  to  the  Chief  of  Finance  for 
appropriate  action. 

5.  It  is,  therefore,  the  opinion  of  this  section  that  claimant  is 
entitled  to  cancellation  of  this  contract  as  to  the  balance  remaining 
undelivered  and  to  the  return  to  it  of  the  10  per  cwit  deposit.  It  is 
reconmiended  that  upon  such  cancellation  and  return  of  deposit 
claimant  be  required  to  release  t)ie  United  States  from  further 
liability  under  this  contract. 

DISPOSITION, 

The  Appeal  Section  transmits  its  decision  to  the  Surplus  Property 
Division,  office  of  the  Quartermaster  (General,  for  action  in  accord- 
ance with  the  decision. 

Lieut.  Col.  JMcKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section;  Col,  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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DECEilBER  17,  1920. 

Case  No.  3028. 

In  re  CUDI  OF  VAN  DORK  IRON  WORKS  CO. 

>  DISTREBlrriOIT  OF  OTERHEAS  COST  BETWEEN  CONTRACTOR'S  COKIIBR- 
CI&L  WORK  AND  QOVESIWENT  WORK.— Pro  rating  OTcrhcod  ooit  b«- 
tween  the  contractoT'c  commercial  work  and  QoremmeiLt  work  on  the 
labor-hour  basis  places  an  excess  Ijnrden  of  overhead  cost  on  the  oob- 
mercial  work  which  Is  unfair  to  the  contractor  when  production  on  Qor- 
ernment  work  has  been  ^eatly  delaj^ed  by  the  fallnre  of  the  Ooverament 
to  furnish  drawings,  parts,  eto..  on  time.  The  proper  basis  of  pro  rating 
the  oTcrhead  for  the  period  of  dela?  !■  the  basis  that  obtained  when  the 
contractor  flnallf  got  into  produotlon  on  OoTemnent  work. 

«.  ADKIHISTRATIVE  EZFENSE  ON  COST  OF  INCREASED  FACILITIEB  BPS- 
CIALLT  FROTIDES  FOR.— A  contractor  i)  entitled  to  a  reasonable  allow- 
ance for  factory  manaKement,  or  general  administrative  expenie  for  serr- 
loes  rendered  in  the  oonitrnction  of  increased  facilities  specially  provided 
for,  in  addition  to  the  overhead  expense  applicable  thereto.  Bnoh  allor- 
anoe  is  provided  for  In  "  Definition  of  '  Costs '  Pertaining  to  Contracts." 

S.  IHTEBEST    ON    KONET   BORROWED    TO    ITTRCHASE    DIRBCT   AND    DT- 

.       DIRECT    HATERIAL    APPLICABLE    TO     THE    OOTERNHENT     COM- 

TEACT. — In  the  absence  of  conclusive  proof  that  borrowed  money  waa 

used   to   purchase   material   applicable   to   the   GoTemmeut  contmot   a 

claim  for  interest  on  inch  borrowed  money  will  be  disallowed, 

4.  TEN  PER  CENT  PROFIT  OH  DIRECT  HATERIAL  FURNISHED  BT  BUBCOV- 

TRACTORB. — In  accordanoe  with  the  provisions  of  Supply  Circular  No.  Ill 
and  No.  188,  1918,  no  profit  <"^^  ^^  allowed  ou  direct  material  furnished  by 
subcontractors. 

5.  CLAIX  AND  DECISION. — Appeal  from  the  Ordnance  Section  dlsallowiuK  the 

above  Items  vt  a  claim  on  two  oontracts,  one  a  formal  eontraet,  the  other 
an  Informal  war  order.    Held,  items  disposed  of  as  above  stated. 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

flNDINQS  OF   FACT. 

The  Board  finds  the  following;  to  be  the  facts : 

1.  This  claim  is  before  the  Appeal  Section  on  appeal  from  the 
Ordnance  Section,  The  claim  as  originally  filed  was  for  $715,700.38, 
based  on  two  contracts,  viz,  (1)  contract  CME-450,  which  was  a 
formal  contract,  dated  December  17,  1(H7.  which  was  subsequently 
amended  by  five  supplemental  contracts,  some  of  which  were  proxy 
signed,  and  (2)  War  Order  No.  P11726-2008-ME,  dated  July  11, 
1918,  covering  which  a  formal  contract  was  prepared  and  sent  to  the 
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rontractor  just  prior  to  the  armistice,  but  which  was  not  signed  by  the 
contractor.  Certificate  form  C  and  a  formal  contract  validating  this 
war  order  were  issued  by  the  Ordnance  Department  in  1919.  The 
Ordnance  Section  has  been  unable  to  arrive  at  a  settlement  with  the 
contractor  on  either  of  these  contracts. 

i.  By  the  terms  of  contract  CME— 450,  which  may  be  more  con- 
veniently referred  to  as  the  "  Tractor  contract,"  the  contractor  was  to 
furnish  to  the  United  States  650  6-ton  tractors, -model  1917-A,  and 
sets  of  spares  as  specified  by  the  contracting  officer,  at  cost  plus  a 
fixed  profit  of  $325  on  each  tractor,  and  cost  plus  a  fixed  profit  of 
$97.50  on  each  set  of  spares.  Delivery  was  to  begin  on  April  1, 1918, 
and  to  be  completed  by  November  30.  1918;  delivery  after  May  1, 
1918.  to  be  at  the  rate  of  not  less  than  150  per  month.  Approved 
drawings  were  to  be  supplied  by  December  31,  1917,  and  if  not  sup- 
plied by  that  date  the  delivery  date  of  the  tractors  was  to  be  ad- 
justed to  take  into  account  the  delay  in  supplying  the  drawings.  This 
contract  provided  for  allowance  of  "  Costs  "  in  specific  terms,  which 
ape  substantially  as  set  forth  in  "  Definitions  of '  Costs '  Pertaining  to 
Contracts."  There  was  also  the  usual  termination  clause.  However, 
no  provision  was  made  for  any  loss  or  diunage  sustained  by  the  con- 
tractor by  reason  of  the  delay  of  the  United  States  in  furnishing  the 
drawings  on  time. 

This  contract  was  amended  by  first  supplemental  proxy-signed 
contract,  dated  May  7,  1918,  which  increased  the  number  of  tractors 
by  600  to  be  delivered  during  December,  1918,  and  January,  Feb- 
ruary, and  March,  1919,  at  the  rate  of  150  per  month.  The  price  was 
the  same  as  in  the  original  contract. 

The  second  supplemental  contract  has  no  bearing  on  this  claim. 

The  third  supplemental  contract,  dated  September  19,  1918,  pro- 
vided for  increased  facilities  not  to  exceed  $10,000  to  be  paid  for  by 
t^e  United  States  at  actual  cost  as  defined  by  "  Definition  of  *  Cost ' 
Pertaining  to  Contracts,"  which  was  made  a  part  of  the  contract  by 
reference.  These  facilities  were  to  remain  the  property  of  the 
United  States,  and  were  to  be  removed  upon  completion  or  termi- 
nation of  the  contract. 

The  fourth  supplemental  contract,  dated  October  25,  1918,  pro- 
vided for  increased  facilities  at  an  estimated  cost  of  $172,500,000  to 
be  paid  for  by  the  United  States  on  the  same  terms  as  stipulated  in 
the  third  supplemental  contract,  but  also  provided  that  upon  com- 
pletion or  termination  of  the  contract  the  contractor  shall  purchase 
the  facilities  therein  provided  for  at  the  appraised  value  thereof  as 
determined  by  two  appraisers,  one  to  be  selected  by  the  contractor  and 
one  by  the  contracting  officer. 

The  fifth  supplemental  contract,  dated  February  4,  1919,  made 
provision  for  additional  increased  facilities  at  an  estimated  total 
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cost  of  ^7,400,  which  it  had  heen  found  oecefisary  to  provide,  the 
cost  thereof  to  be  paid  by  the  United  States,  and  to  be  taken  over  by 
the  contractor  on  the  terms  provided  in  the  fourth  supplemental 
contract. 

3.  After  the  work  on  the  tractor  contract  had  begun  the  Ordnance 
Department  decided  to  place  a  contract  with  this  contractor  for 
turrets  for  the  tractors,  and  on  July  11,  1918,  the  contractor  was 
given  War  Order  P11726-2008  ME  for— 

(o)  5,106  turrets,  complete,  for  6-ton  tractors. 

(d)  2,127  37-mm.  gun  mounts  and  equipment. 

(c)  2,979  machine-gun  mounts  and  equipment, 
delivery  to  begin  in  September,  1918,  and  to  be  completed  by  April 
30,  1919.  The  contractor  was  to  be  paid  the  actual  cost  in  accord- 
ance with  "  Definition  of  '  Costs '  Pertaining  to  Contracts  "  plus  a 
profit  of  10  per  cent  on  the  first  500  turrets  and  equipment,  after 
which  a  fixed  price  was  to  be  established. 

4.  By  the  terms  of  the  tractor  contract  the  contractor  was  required 
to  give  the  work  thereunder  precedence  over  all  of  its  commercial 
work.  In  anticipation  of  the  drawings,  parts,  etc.,  being  furnished 
on  time  the  contractor  cont;entrated  its  commercial  business  within 
approximately  10  per  cent  of  its  factory  space,  reserving  about  90 
per  cent  for  the  work  on  Government  contracts,  and  declining  to  take 
on  any  additional  commercial  business. 

The  Ordnance  Department  did  not  furnish  the  drawings,  parts,  etc., 
by  December  31,  1917.  In  fact  they  were  not  furnished  until  Sep- 
tember, 1918,  and  even  after  that  date  about  150  changes  were  made. 
Parts  for  only  10  tractors  had  been  furnished  by  September  1,  1918, 
whereas  parts  for  750  should  have  been  furnished  by  that  date.  The 
delay  was  not  due  to  any  fault  on  the  part  of  the  contractor,  but 
was  due  solely  to  the  fault  of  the  United  States.  This  is  admitted 
by  all  of  the  representatives  of  the  Ordnance  Department  who  had 
anything  to  do  with  the  contract  while  work  was  being  done  thereon. 
The  Cleveland  district  claims  board  has  also  conceded  that  the  con- 
tractor was  not  in  any  way  at  fault,  but  was  at  all  time  willing,  ready 
and  able  to  carry  out  both  the  first  and  second  contracts. 

5.  After  the  armistice  both  of  the  contracts  were  suspended  at  the 
request  of  the  Ordnance  Department,  but  later  the  suspensions  were 
modified  to  permit  the  contractor  to  complete  a  part  of  each  contract. 
Apparently  work  was  not  finally  suspended  on  the  contracts  until 
the  latter  part  of  March,  1919. 

The  contractor  filed  an  itemized  statement  of  claim  on  each  con- 
tract, which,  lis  amended,  is  as  follows: 
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The  Cleveland  district  claims  board  undertook  to  negotiate  a  set- 
tlement of  both  contracts,  and  certain  iteme  of  the  claim  wei-e  dis- 
allowed by  that  board,  and  the  contractor  hHS  abandoned  its  clsint 
as  to  these  items.  One  item  under  the  tractor  contract  is  for  $476,900 
and  is  designated  "Loss  on  account  of  delay  of  drawinf]:s  and  ma- 
terial." A  similar  item  on  the  turret  contract  is  for  $72,000.  Thepe 
items  represent  the  profits  the  contractor  would  have  made  if  the 
cantracts  had  been  carried  to  completion.  The  Cleveland  district 
claims  board  very  properly  disallowed  these  two  it«ms,  and  the  con- 
tractor has  abandoned  the  claim  therefor. 

The  action  of  the  Cleveland  district  claims  board  in  disallowing 
the  other  items  of  the  claim  was  appealed  from  to  the  Ordnance 
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Section.  A  special  master  was  appointed  to  report  on  the  claim,  and 
a  hearing  was  held  by  him.  The  testimony  presented  before  the 
special  master  was  yoluminous.  The  report  of  the  special  master 
was  rejected  by  the  Ordnance  Section,  and  the  claim  was  referred  to 
the  appeal  committee.  The  action  of  the  appeal  committee  was 
adverse  to  claimant  escept  as  to  one  item  hereinafter  mentioned,  and 
the  contractor  appealed  to  the  Appeal  Section. 

6.  Two  appraisers  were  appointed  to  appraise  the  special  facilities. 
They  made  an  appraisal  of  $157,714,  based  on  "  the  reproduction 
value,  less  depreciation."  The  contractor  objected  to  this  basis  of 
appraisal,  and  the  appraisers  were  ordered  to  make  another  appraisal 
based  on  the  "  fair  value  of  the  facilities  to  the  contractor."  This 
time  the  appraisers  fixed  the  price  of  the  facilities  to  be  paid  by  the 
contractor  at  $90,315.  The  Cleveland  district  claims  board  refused 
to  abide  by  this  appraisal  and  adopted  the  first  appraisal  in  its  final 
award.  The  appeal  committee  of  the  Ordnance  Section  very  properly 
adopted  the  second  appraisal,  and  from  this  action  there  is  no  appeal 
to  the  Appeal  Section. 

7.  The  items  of  the  claim  disallowed  by  the  appeal  committee  will 
be  taken  up  in  the  order  in  which  they  are  set  out  in  the  appeal,  viz : 

A.  Factory  overhead : 


(1,118.  SB 


When  the  contractor  began  work  on  the  first  contract  an  agree- 
ment was  entered  into  between  the  contractor  and  the  Govenunent 
accountant  in  charge  that  the  factory  overhead  should  be  distributed 
between  the  contractor's  Government  business  and  its  commercial 
business  on  a  "labor  hour"  basis,  i.  e.,  overhead  was  to  be  divided 
between  the  Government  work  and  commercial  work  on  the  basis 
of  the  number  of  hours  of  direct  labor  devoted  to  each.  It  is  ad- 
mitted that  this  is  the  proper  basis,  and  would  have  worked  out 
satisfactorily  to  the  contractor  if  the  United  States  had  supplied  the 
drawintjs,  parts,  etc.,  on  time,  but  the  record  shows  that  when  delays 
began  to  occur  the  contractor  objected  that  the  labor  hour  basis  of 
prprating  factory  overhead  was  not  fair  to  it.  Very  little  direct 
labor  was  engaged  on  Government  work,  yet  the  contractor  was  tak- 
ing on  no  new  commercial  work.  Superintendents,  foremen,  etc., 
had  to  be  kept  on  the  pay  rolls  in  order  to  maintain  an  efficient 
organization  to  be  ready  to  get  into  production  when  the  Govern- 
ment did  furnish  the  necessary  drawings,  etc.  The  result,  the  con- 
tractor insists,  was  that  its  commercial  business  was  chared  with  an 
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excess  overhead.  The  contractor  insists  that  if  the  Gtovemment  had 
Qot  been  at  fault  it  would  have  ^teti  into  full  production  by  April,- 
1918,  whereas  owing  to  the  many  delays  it  was  sot  possible  to  get 
into  production  until  November,  1918,  The  contractor  therefore  in- 
sists that  November  should  be  taken  as  the  month  which  most  fairly 
represents  the  true  distribution  of  factory  overhead  between  Oovem- 
ment  and  commercial  work,  which  should  have  existed  from  April  1. 
The  contractor  admits  that  it  was  not  possible  to  get  into  full  produc- 
tion durinp  February  and  March,  henoe  it  is  willing  to  share  two- 
thirds  of  the  excess  overhead  for  February  and  one-half  for  March, 
and  insists  that  for  the  months  of  April,  May,  June,  July,  August, 
September,  and  October  the  factory  overhead  should  be  distributed 
on  the  basis  of  the  rate  that  did  obtain  for  the  month  of  November. 

The  cost  accountants,  while  admitting  that  there  is  some  merit 
in  the  contractor's  contentions,  insist  that  there  was  no  marked  in- 
crease in  factory  overhead  on  commercial  work  during  1918  from 
what  was  found  by  an  audit  to  have  obtained  in  1917  and  1919 ;  also 
that  there  was  no  marked  depreciation  in  direct  labor  hours  on  the 
contractor's  commercial  business  during  1918  from  what  obtained  in 
its  commercial  business  during  1917.  It  was  also  pointed  out  by 
the  cost  accountants  that  in  spite  of  the  excess  burden  placed  on  the 
contractor's  commercial  business  by  the  "  labor  hour "  basis  of  dis- 
tributing the  overhead,  the  contractor  still  made  a  substantial  profit 
on  his  business  for  the  year  1918. 

As  heretofore  stated,  the  tractor  contract  made  no  provision  for 
reimbursing  the  contractor  for  loss  or  damage  sustained  by  the  delay 
in  delivery  of  drawings,  etc.  This  fact  seems  to  have  influenced  the 
district  claims  board  in  disallowing  this  item.  However,  the  turret 
contract,  which  may  be  designated  as  the  "  validating "  contract, 
which  was  prepared  and  executed  long  after  the  armistice,  con- 
tained this  provision — 

"Article  VI,  paragiaph  (a)  *  *  *  The  United  States  shall 
reimburse  the  contractor  for  any  loss,  damage,  or  additional  expense 
sustained  or  incurred  by  the  contractor  as  a  direct  and  necessary 
result  of  the  failure  of  the  United  States  so  to  furnish  such  com- 
ponent parts  and  materials." 

A  special  representative  was  appointed  by  the  Cleveland  district 
claims  board  to  report  on  these  claims.  He  admitted  that  there  was 
some  merit  in  the  contractor's  contention  with  reference  to  this  item 
of  the  claims,  but  disallowed  it  as  to  the  tractor  contract  because  the 
contract  made  no  provision  for  such  an  item  of  loss ;  the  turret  con- 
tract did  contain  such  provision.  The  special  representative  decided 
that  on  the  turret  contract  the  fair  basis  of  distribution  of  overhead 
could  be  arrived  at  by  comparing  the  contractor's  overhead  for  the 
last  four  months  in  1917  with  the  overhead  for  1918.    This  compari- 
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son  showed  tliat  the  overhead  for  the  last  four  months  in  1917  was 
slightly  in  excess  of  the  overhead  for  ldl8,  and  the  special  repre- 
sentative therefore  allowed  the  contractor  $1,1!^S-S9  on  this  item  of 
the  claim  on  the  turret  contract.  This  report  was  adopted  by  the 
Cleveland  district  claims  board,  but  the  contractor  insiBted  on  the 
full  amount  of  this  item  on  both  contracts  and  appealed  to  the  Ord- 
nance Section.  The  social  master  allowed  the  full  amount  of  the 
item  claime<l  under  ench  claim.  The  appeal  committee  Approved 
the  award  of  the  Cleveland  district  claims  board. 

8.  Itein,  B. — Additional  general  administrative  expense  on  the  cost 
of  increased  facilities,  $11,268.90.  Claimant  did  not  construct  the 
special  facilities  provided  for  in  the  fourth  and  fifth  supplemeot&ls 
to  the  tractor  contract,  amounting  to  approximately  $275,000,  but 
sublet  the  work,  and  has  been  paid  the  actual  cost  thereof.  The 
claim  for  administrative  expense  on  the  special  faxillities  was  for 
$73,619.99.  The  accountants  allowed  $51,783.47  of  this  item.  One 
item  of  the  sum  disallowed  is  for  $11,269.90,  and  is  for  services  ren- 
dered by  claimant.  The  services  alleged  by  claimant  to  have  been 
rendered  were :  (1)  Purchase  of  additional  land,  (2)  getting  material 
for  the  buildinps,  (3)  supervision  of  their  erection,  (4)  keeping  of 
all  costs,  vouchers,  estimates,  and  expenses.  While  the  actual  cost 
of  the  bookkeei>ers  and  others  was  paid  by  the  Government,  and  is 
included  In  the  amoimt  allowed,  the  cost  accountants^  when  estimat- 
ing the  general  administrative  expense  applicable  to  the  tractor  con- 
tract deducted  $275,000  before  making  their  estimate,  hence  the  gen- 
eral administrative  expense  was  not  spread  over  the  cost  of  the  in- 
creased facilities.  Claimant  insists  that  it  Is  entitled  to  this  Item  as 
an  item  of  general  administrative  expense  or  as  representing  the 
reasonable  value  of  the  services  rendered  by  the  contractor. 

"Definition  of  'Costs'  Pertaining  to  Contracts"  provides  as  fol- 
lows : 

"  Par.  22.  Labor  performed  bv  the  contractor  in  connection  with 
the  setting,  erection,  or  construction  of  such  equipment  (special  facili- 
ties) shall  be  subject  only  to  the  overhead  expense  that  applies  to 
the  department  oi  the  contractor's  plant  that  furnished  the  labor, 
such  as  direct  supervision  thereof,  time  keeping,  and  expenses  inci- 
dental thereto,  and  a  reasonable  allowance  for  factory  management, 
general  plant  expense  or  administrative  expense.'' 

The  action  of  the  Cleveland  district  claims  board  in  disallowing 
this  item  was  appealed  from.  The  special  master  recommended  its 
disallowance.  The  Ordnance  Section  made  no  mention  of  this  item 
in  its  report.  However,  the  contractor  has  noted  this  item  in  its  ap- 
peal to  the  Appeal  Section. 

9.  Hem  C. — Additional  interest  on  money  borrowed  and  invested 
in  direct  and  indirect  material,  $11,085.59.    This  is  a  part  of  it«m  (d) 
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miscellaneous,  under  the  tractor  contract  claim.  The  total  item  was 
$14,310.68,  of  which  sum  $3,225.09  was  allowed.  The  appeal  is  for 
the  amount  disallowed. 

Claimant  alleges  that  at  the  time  the  tractor  contract  was  nego- 
tiated its  financeB  were  in  such  condition  that  it  was  unnecessary  for 
olaimant  to  borrow  money  to  be  used  in  its  commercial  business,  but 
that  it  was  obliged  to  borrow  large  sums  of  money  to  be  used  in  pur- 
chasing direct  and  indirect  material  applicable  to  the  Government 
contracts.  The  total  amount  of  interest  paid  by  claimant  during  the 
period  these  contracts  were  in  operation  amounted  to  $20,794.61.  Of 
this  amount  the  cost  accountants  have  allowed  and  vouchered,  and 
claimant  has  been  paid,  the  sum  of  $9,709.02.  The  cost  accountants 
stated  that  they  were  willing  to  allow  any  additional  items  of  in- 
terest which  the  contractor  could  show  was  for  money  borrowed  and 
invested  in  material  applicable  to  Government  contracts.  Claimant 
has  confessed  its  inability  to  show  conclusively  that  the  amount  of 
interest  represented  by  this  claim  was  in  fact  for  money  invested  in 
material  applicable  to  the  Government  contracts.  Claimant  kept  no 
separate  bank  account,  nor  was  any  record  made  of  checks  drawn  on 
borrowed  funds  to  meet  invoices  for  material  applicable  to  Govern- 
ment contracts.  Claimant  insists  that  wc  5houl<l  assume,  or  take  for 
granted,  that  ail  of  the  money  borrowed  on  which  this  interest  was 
paid  was  invested  in  mnteriiil  applicable  to  Government  contracts. 

10.  Item  D. — Ten  per  cent  of  the  amount  of  material  delivered  by 
subcontractors  and  received  by  claimant. — The  amount  of  this  item 
is  not  set  out  in  the  appeal,  but  is  about  $80,000. 

Claimant  insists  that  it  is  entitled  to  10  per  cent  on  all  finished 
parts  which  were  actually  furnished  by  the  numerous  subcontractors. 
This  is  on  the  theory  tliat,  as  the  conti-ac^ts  wei-e  not  completed  and 
claimant  was  thtis  deprived  of  the  profits  which  would  have  been 
realized,  it  is  now  entitled  to  a  profit  of  10  per  cent  on  all  finished 
parts  supplied  by  subcontractora. 

This  item  of  the  claim  was  disallowed  by  the  Cleveland  district 
claims  board,  from  which  action  claimant  appealed  to  the  Ordnance 
Section,  and  has  noted  an  appeal  on  this  item  to  the  Appeal 
Section. 

DECISION, 

1.  Item  A.—liosB  on  factory  overhead:  Contract  CME-450,  $69,- 
376.88;  war  order  No.  P11726-2008  ME,  $4,358.76.  In  our  opinion 
it  is  not  fair  and  just  to  examine  into  claimant's  overhead  costs  for 
any  period  in  1917  or  1919,  or  any  other  year,  in  order  to  determine 
what  pro  rata  of  the  overhead  his  commercial  business  would  have 
carried  during  the  idle  months  of  1918  if  there  had  been  work  at  full 
production  on  the  Government  contracts  during  this  time.    The  best 
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standard  to  judge  by  is  the  overhead  rate  during  November,  1918, 
which  is  the  time  when  the  contractor  was  in  fuUeet  production  on 
the  Government  contracts.  It  is  only  reasonable  to  assume  that  the 
same  rate  of  overhead  would  have  been  maintained  during  Uie  eight 
months  preceding  November  if  there  had  been  no  delay  by  the  Qov- 
ernment.  The  cost  sheet  for  1918  shows  that  for  February  the  over- 
head cost  was  $20,878.71,  and  the  total  labor  cost  for  the  same  mraith 
was  $27,506.57.  The  overhead  rate  for  this  month  was  therefore  75.9 
per  cent.  For  September  the  overhead  cost  was  $23,858.69  and  the 
total  labor  cost  was  $34,966.04,  the  overhead  rate  being  68J2  per 
cent.  For  November  the  overhead  cost  was  $28,505.95  and  total 
labor  was  $66,042.20,  the  overhead  rate  for  November  being  43.2  per 
cent.  There  is  no  dispute  as  to  these  figures.  They  show  conclusively 
(1)  that  claimant  had  an  overhead  capacity  far  in  e^Ecess  of  its  com- 
mercial work  requirements  for  the  period  during  which  the  Govern- 
ment was  behind  in  deliveries;  (2)  that  this  overhead  capacity  was 
kept  in  readiness  for  Government  work;  (3)  that  in  pro  rating  the 
commercial  work  and  the  Government  work  on  the  "  labor  hour " 
basis  claimant's  commercial  work  has  been  charged  with  an' excess 
overhead;  (4)  that  the  excess  overhead  pro  rated  to  claimant's  com- 
mercial work  was  due  to  the  delay  of  the  Government  in  furnishing 
the  drawings,  units,  etc. 

Clearly  if  claimant  has  suffered  a  loss  on  its  contracts  by  reason  of 
the  delay  of  the  Government  in  furnishing  drawings,  parts,  etc, 
within  the  time  specified  in  the  contracts,  there  is  an  obligation  on 
the  part  of  the  Government  to  reimburse'  the  contractor  for  such 
loss. 

The  Appeal  Section  holds  that  the  full  amount  of  this  item  under 
each  contract  should  be  allowed. 

2.  Item  B. — General  administrative  overhead  on  the  cost  of  in- 
creased facilities,  $11,269.90.  "Definition  of  'Costs'  Pertaining  to 
Contracts  "  was  made  a  part  of  the  fourth  and  fifth  supplementals  to 
the  tractor  contract  by  specific  reference.  It  makes  provision  for  a 
reasonable  allowance  for  factory  management,  general  plant  expense 
or  administrative  expense,  on  special  facilities  provided  by  the  Gov- 
ernment to  be  used  in  the  performance  of  the  main  contract.  No 
such  reasonable  allowance  has  been  made  to  this  contractor.  The 
item  of  the  claim  is  for  5  per  cent  of  the  cost  of  the  increased  facili- 
ties. In  the  opinion  of  the  Appeal  Section  the  contractor  is  entitled 
to  a  reasonable  allowance  for  the  services  performed  by  it  in  provid- 
ing the  special  facilities,  and  it  is  believed  by  the  Appeal  Section 
that  the  basis  upon  which  the  amount  of  this  item  has  been  arrived 
at  by  claimant  is  fair  and  reasonable.    The  item  is  therefore  allowed. 

3.  Item  C. — Additional  interest,  $11,085.59.  The  cost  accountants 
have  offered  to  allow  any  part  of  this  item  that  claimant  can  show 
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was  for  money  borrowed  and  invested  in  material  to  be  used  in  Gov- 
ernment contracts.  Claimant  confesses  its  inability  to  furnish  proof 
as  requested  by  the  cost  accountants.  Clearly  the  contractor  is  en- 
titled to  be  reimbursed  the  interest  it  has  paid  for  money  borrowed 
and  invested  in  material  to  be  used  on  Government  contracts,  but  on 
the  other  hand  the  contractor  must  furnish  convincing  proof  of  this 
fact.  It  is  not  the  fault  of  the  Government  that  the  contractor  is 
unable  to  furnish  this  proof.  There  is  no  one  to  blame  but  the  con- 
tractor. A  separate  bank  account  could  have  been  kept.  On  the 
proof  as  submitted  we  are  unwilling  to  assume  that  all  of  this  inter- 
est was  for  money  invested  in  material  to  be  used  on  Government 
contracts,  and  the  action  of  the  Cleveland  district  claims  board  in 
disallowing  this  claim  is  therefore  approved. 

4.  Item.  D. — Ten  per  cent  on  the  amount  of  material  delivered  by 
subcontractors.  The  action  of  the  Cleveland  district  claims  board 
in  disallowing  this  term  is  sustained  in  accordance  with  the  well- 
established  policy  of  the  War  Department  as  set  out  in  Supply  Cir- 
culara  No.  Ill,  1918,  and  No.  126,  1918. 

DISPOSITION. 

The  Appeal  Section  will  transnit  a  copy  of  this  decision  to  the 
Ordnance  Section  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Lieut.  Hendon  concurring  for  Uie  Ap< 
peal  Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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December  18,  1920. 
Case  No.  2664. 

In  re  CLAIM  07  GEOBGE  A.  CABDEK  AHS  ABDEBSOV  T.  HZKD. 

1.  AOEHCIEB  OtrraOB  OF  TBX  WAB  SEPABTKETT.— WHen  the  repieieaU- 
tiTCfl  of  the  Preildest  p&raliaae  oertaln  iteamitiipi  tor  the  TTnlted  Btatet 
whlab  Kit  tamed  over  to  the  United  Statei  SUpplns  Board  for  opentlOB, 
And  tlie  Shipping  Board  at  tome  time  dnrliiK  Iti  poueHion  tnrni  orer  fear 
of  the  ihlps  to  the  War  Department  on  "  Time  form  oliarteri,"  (neh  tran*- 
action  doei  not  oonttitnte  a  puiehaie  bj  the  Freiident  of  the  ihlpi  for 
War  Department  pnrpoiei  within  the  meanii^  of  the  aet  of  ICaroh  9,  Ul<- 

t.  nmSDZCTIOH. — The  App«al  BeotiDn,  War  Department  Claim*  Board,  ai  the 
aKcnoy  of  the  Secretary  of  War,  li  without  jariidlotloa  to  entertain  a 
olaim  growing  oat  of  the  parchaie  of  any  property  made  by  tbe  Pretident 
of  the  United  Statei,  or  by  Mi  duly  anthorlxed  and  eonititDted  aKentt, 
mtleii  it  (hall  be  made  to  appear  that  mob  pnrehaie  wai  made  for  War 
Department  pnrpoiei. 

8.  CLAHL  Ain>  DBCmOH.—Claim  for  97,600,000,  growinK  ont  of  the  tale  of 
■even  iteamihipi  to  the  United  Statei,  neh  lale  haTlng  been  negotiated 
and  eoninmmated  by  the  duly  anthorlaed  and  eonititvted  Bgeati  of  the 
Pieildent  of  the  United  Statei,  It  not  eonelnilTcly  appearing  that  the 
purehaie  of  theie  veiaelt  wai  for  War  Department  pnrpoiei.  Held,  leliet 
will  be  denied. 

Mjij.  Blackburn  writing  the  opinion  of  the  Board. 

riNDINOS  OF   FACT. 

The  Appeal  Section  finds  the  following  to  be  the  facts: 

1.  This  claim  arises  under  the  act  of  March  2, 1919.  Statement  of 
claim.  Form  B,  has  been  filed  (May  12,  1920,)  under  Purchase, 
Storage  and  Traffic  Division  Circular  No.  17,  1919,  by  reason  of  an 
agreement  alleged  to  have  b«en  entered  into  between  the  claimants 
and  Bernard  M.  Baruch,  acting  as  agent  for  the  President. 

2.  The  claim  was  originally  for  percentage  of  gross  earnings  on 
freight  by  ships  sold  to  the  Government  by  claimants,  but  was  later 
amended  to  cover  the  difference  in  the  price  paid  by  the  Qovemment 
to  claimants  and  the  then  market  value  of  the  ships,  amounting  to 
$7,600,000. 

3.  Hearings  were  held  In  this  case  on  different  dates,  and  volu- 
minous testimony  taken,  and  the  testimony  of  Mr.  William  Denman, 
former  chairman  of  the  Shipping  Board,  was  taken  before  the  judge 
advocate,  Ninth  Corps  Area,  at  San  P'rancisco,  Calif.,  both  the  Gov- 
ernment and  claimant  being  represented  by  counsel  at  the  taking 
of  Mr.  Denman's  testimony. 

^  DiBilizedOyGoOf^lc 
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4.  While  the  claim  as  presented  involres  a  very  large  eum  of 
money,  and  has  been  vigorously  conteated  on  both  sides,  the  claimant 
being  represented  by  some  of  the  best  legal  talent  in  the  United 
States,  we  do  not  deem  it  necessary  to  go  into  the  merits  of  this 
case,  as  it  must  be  decided  upon  the  question  of  jurisdiction.  A 
very  brief  statement  of  facts  will,  we  think,  be  all  that  is  necessary 
under  the  circumstances. 

5.  Prior  to  the  entrance  of  the  United  States  into  the  war  with 
Germany  the  claimants,  Messrs.  George  A.  Garden  and  Alexander  T. 
Herd,  of  New  York  City,  conceived  the  idea  of  purchasing  seven 
Austrian  steamships,  which  were  then  interned  in  different  ports  of 
the  United  States. 

6.  On  or  about  April  5,  1917,  the  claimants  entered  into  an  agree- 
ment with  the  agents  of  the  Austrian  owners  for  the  purchase  of 
these  ships.  Shortly  after  the  entrance  into  the  contract  between 
Messra.  Garden  and  Herd  and  the  agents  of  the  Austnan  owners,  the 
United  States  Government,  through  Mr.  William  Denman,  chairman 
of  the  United  States  Shipping  Board,  entered  into  negotiations  with 
Messrs.  Garden  and  Herd  for  the  operation  of  these  ships.  The  ne- 
gotiations, however,  failed,  and  on  or  about  April  23, 1917,  President 
Wilson  authorized  Mr/  Bernard  M.  Banich,  a  member  of  the  Council 
of  National  Defense,  to  enter  into  negotiations  looking  to  the  pur- 
chase of  these  ships  from  Messrs.  Garden  and  Herd. 

7.  Mr.  Banich  entered  into  negotiations  with  these  gentlemen,  and 
<Hi  or  about  May  3,  1917,  claimants  sold  to  the  United  States  Gov- 
ernment the  seven  Austrian  ships,  and  on  said  May  3, 1917,  claimants, 
Mr.  William  Denman  and  the  agents  of  the  Austrian  owners,  entered 
into  a  written  agreement  entitled  "  Memorandum  of  Closing."  On 
the  same  date  the  claimants  executed  bills  of  sale  to  the  seven  steam- 
ships and  alBo  executed  to  the  United  States  of  America  a  receipt 
covering  the  purchase  of  the  vessels. 

8.  The  vessels  were  turned  over  to  the  United  States  Shipping 
Board,  and  were  placed  in  a  state  of  repair  by  said  Shipping  Board, 
and  thereafter  put  in  commission  and  placed  in  operation. 

9.  The  records  of  the  Shipping  Bbard  disclose  that  the  ships  were 
allocated  for  operation  at  different  times  to  different  parties.  Four 
of  the  seven  ships  at  some  time  during  the  period  of  the  war  were 
allocated  on  time-form  charter  to  the  War  Department. 

10.  Two  of  the  ships  were  sunk  by  the  submarines,  and  the  other 
five  ships  jFere  afterwards  advertised  for  sale  by  the  United  States 
Shipping  Board,  and  were  sold  to  different  parties  by  said  United 
States  Shipping  Board,  and  the  money  received  therefor  was  paid 
to  the  said  United  States  Shipping  Board. 
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11.  The  testimony  discloses  that  the  first  record  of  any  claim  hav- 
ing been  made  to  any  department,  ofiicer,  or  agent  of  the  Government 
by  clnimants  for  either  the  5  per  cent  commission  on  gross  freight 
earnings  by  the  seven  vessels  or  for  the  difference  in  the  price  paid 
by  the  United  States  (rovernment  and  tlie  market  vahie  of  the 
ships  at  the  time  of  their  purchase.  Mas  (nesented  to  the  Shipping 
Board  on  July  30,  1919,  by  Mr,  George  A,  Carden,  one  of  the  claim- 
ants herein  (Tr.  July  15-16, 1920,  pp.  17  et  seq.) 


1.  Mr.  George  A.  Garden,  one  of  the  claimants,  testified  that  he 
presented  this  claim  prior  to  .Time  30, 1910,  but  produces  no  witnesses 
nor  record  other  than  his  unsupported  testimony  to  this  effect.  While 
this  Board  has  been  most  liberal  in  its  construction  of  presentation 
of  a  claim,  we  do  not  know  of  any  decision  where  they  have  gone 
to  the  extent  of  entertaining  a  claim  upon  the  unsupported  statement 
of  claimant  that  he  at  some  time  prior  to  June  30,  1919,  presented 
his  claim  to  some  officer  or  agent  of  the  United  States  unidentified. 
As  this  case  will  be  decided  on  another  theory,  we  do  not  believe  it 
is  necessary  to  pass  upon  this  question  of  presentation. 

2.  On  December  6,  1919,  the  former  chairman  of  the  Board  of 
Contract  Adjustment,  predecessor  of  the  Appeal  Section,  War  De- 
partment Claims  Board,  issued  a  memorandum  on  the  jurisdiction 
of  the  Board  of  Contract  Adjustment,  now  Appeal  Section,  War 
Department  Claims  Board,  known  as  Memorandum  62,  in  part  as 
follows : 

"1.  Until  further  instructions,  the  jurisdiction  of  the  Secretary  of 
War,  under  the  act  of  March  2,  1919.  will  be  held  to  be  confined  to 
claims  arising  out  of  the  following  cirounstances:  (a)  In  alt  cases 
it  must  appear  that  the  alleged  agreement  was  made  in  whole  or  ip 
part  for  War  Department  purposes." 

And  on  December  3,  1920,  the  War  Department  Claims  Board,  in 
defining  the  character  of  claims  which  the  Secretary  of  War  will 
undertake  to  adjust,  pay,  and  discharge  under  the  act  of  March  2, 
1919,  adopted  the  following  resolution : 

"  Resolved,  That  it  is  the  opinion  of  this  Board  that  the  jurisdiction 
of  the  Secretary  of  War  under  the  act  of  March  2, 1919, '  to  provide 
relief  in  cases  of  contracts  connected  with  the  prosecution  of  the  war 
and  for  other  purposes'  does  not  extend  to  agreements  entered  into 
by  any  officer  or  agent  acting  under  the  authority,  direction,  or  in- 
struction of  the  President  for  other  than  War  Department  purposes," 

3.  The  ships  in  question  were  purchased  by  Messrs,  Baruch  and 
Denman  and  were  turned  over  to  the  United  States  Shipping  Board ; 
were  controlled  and  allocated  by  the  United  States  Shipping  Board 
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to  different  parties  on  time^orm  charter  during  the  entire  poiisessioii 
of  said  ships  by  the  United  States  Government ;  were  sold  by  the 
United  States  Shipping  Board  and  the  money  received  by  them. 

4.  Under  these  circumstances  it  can  not  be  contended  that  these 
ships  were  purchased  for  War  Department  purposes,  nor  that  any 
alleged  contract  between  Messrs.  Baruch  and  Denman,  Baruch  or 
Denman,  or  either  of  them,  acting  as  agent  of  the  President  or  oth- 
erwise, was  entered  into  "  for  War  Department  purposes."  witli 
claimants,  either  in  whole  or  in  part. 

5.  In  view  of  the  memorandum  above  quoted  of  the  former  chair- 
man of  the  Board  of  Contract  Adjustment,  now  Appeal  Section, 
War  Department  Claims  Board,  and  the  resolution  of  the  War 
Department  Claims  Board,  we  are  constrained  to  hold  that  the 
Secretary  of  War  and  this  Board,  as  his  agent,  have  no  juhsdictioi: 
to  entertain  the  claim  herein,  and  all  relief,  therefore,  must  be 
denied. 

DISPOSmON. 

1.  A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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December  18,  1920- 
Case  Xo.  2480. 

In  re  CLAIK  OF  CHAKBSKLAHI  MACHIHE  W0KK8. 

1.  CLAIM  ABD  DECISION— Facti  ai  fltat«d  in  decision,  In  pkrt  deuyl&c  u>d  In 
put  KTontlnK  relief,  leported  In  Tolniae  TI,  Fkrt  1,  page  U8.  Ox  appeal 
the  Seontary  of  War  approred  the  opinion  of  the  Board  of  Contract  Ad- 
Jnttment  except  ai  to  iti  deolilon  with  lefeTeaoe  to  Item  L,  InvoMac 
attorney'i  feet.  As  to  thli  Item  the  Secretary  diieoted  that  the  Appeal 
Section  detennine  what  amoQUt,  If  any,  of  the  attoniey't  ttet  claimed  wis 
reaionably  and  In  EOcd  f(Uth  Incurred  In  connection  with  the  performance 
of  the  contract.  The  Appeal  Section  leconildcred  the  matter  In  the  U^ht 
of  preTloni  teitlmony  and  of  additional  affldavlti  illcd  and  determined  that 
the  amount  of  attorney'i  feet  so  expended  wai  $1,000,  and  that  claimant 
wai  entitled  to  the  nnamortiied  portion  thereof,  or  the  sam  of  ^24. 

Lieut.  Col.  Smith  writing  the  opinion  of  the  Board. 

ON   RECONSIDERATION. 

1.  This  case  was  decided  by  the  Board  of  Contract  Adjustment  on 
June  12,  1920,  the  decision  being  in  part  favorable  and  in  part  ad- 
verse to  claimant. 

2.  From  that  decision  claimant  noted  an  appeal  to  the  Secretac; 
of  War,  who,  upon  consideration  of  the  record,  under  date  of  Sep- 
temper  3,  1920,  returned  the  record  to  the  War  Department  Claims 
Board  with  the  following  order : 

"  Upon  consideration  of  the  record  in  this  matter  the  decision  of 
the  Board  is  affirmed  except  with  regard  to  item  L,  which  repre- 
sents attorney's  fees  alleged  to  have  been  incurred  by  the  claimant 
directly  in  connection  with  the  performance  of  the  contract,  claimant 
having  employed  an  attorney  to  conduct  certain  negotiations  with  s 
view  to  effecting  settlement  of  a  strike  which  occurred  in  the  course 
of  the  performance  of  the  work.  As  to  this  item,  it  is  directed  that 
the  Board  determine  whether  any  portion  of  the  attorney's  fees  in- 
cluded in  item  L  were  reasonably  and  in  good  faith  incurred  in  the 
performance  of  the  work  contemplated  by  the  contract  and  that  it 
allow  such  portion  thereof,  if  any,  as  is  found  to  be  fairly  applicable 
to  the  unperformed  portion  of  the  contract." 

3.  In  order  that  claimant  might  have  an  opportunity  to  introduce 
further  testimony,  if  it  so  desired,  claimant  and  its  attorney  were 
advised  of  the  contents  of  the  order  of  the  Secretary  of  War  and  of  a 
date  when  claimant  might  introduce  further  testimony.  Upon  that 
date  Mr.  John  Betjeman,  representing  claimant,  appeared  before  the 
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Appeal  Section  and  presented  additional  affidavits.  Mr.  Betjeman 
was  then  advised  by  the  committee  that  claimant  would  have  oppor- 
tunity to  introduce  further  oral  testimony  if  it  bo  desired.  On 
December  11,  1920,  the  committee  received  a  letter  from  Mr.  Betje- 
man,  in  which  it  is  stated : 
"  It  is  not  desired  to  introduce  any  further  evidence  or  testimony 
'  relative  to  item  L," 

4.  By  direction  of  the  Secretary  of  War  as  set  forth  in  the  fore- 
going order,  the  Appeal  Section,  War  Department  Claims  Board, 
has  reconsidered  item  L  of  the  claim,  which  item  was  disallowed  by 
the  Board  of  Contract  Adjustment,  for  the  purpose  of  making  the 
determination  directed  by  the  Secretary. 

5.  The  amount  claimed  under  item  L  is  $2,880.79  for  fees  paid  an 
attorney.  Mr.  F.  L.  Chamberlain,  president  of  claimant  company, 
testified  that  $1,185.47  of  this  expense  had  been  incured  for  legal 
services  of  Mr.  Alfred  Longley,  an  attorney,  in  connection  with  the 
contract  and  prior  to  its  suspension,  in  handling  claimant's  interests 
in  the  adjustment  of  a  strike  at  the  plant;  that  the  balance  of  item 
L  was  for  the  services  of  the  attorney  in  the  preparation  and  pres- 
entation of  the  claim.    (B.  p.  257.) 

6.  In  an  affidavit  filed  by  claimant,  Mr.  Alfred  Longley,  of  Water- 
loo, Iowa,  a  practicing  attorney  of  that  city,  stated  that  he  had 
been  engaged  in  the  practice  of  law  in  Waterloo  for  more  than  20 
years: 

"  I  spent  nearly  all  of  my  time  in  caring  for  the  interests  of  the 
Chamberlain  Machine  Works  as  they  were  involved  in  the  labor 
difficulty  referred  to,  from  the  date  named  (Oct.  17,  1918)  until  the 
15th  day  of  November  following  •  *  ".  That  I  charged  the 
Chamberlain  Machine  Works  one  thousand  dollars  ($1,000)  for  my 
services,  and  believe  that  they  were  reasonably  worth  the  amount 
chai^d;  •  •  •.  That  I  have  been  paid  on  account  of  said 
services  the  sum  of  five  hundred  dollars  ($500)," 

In  the  affidavit  mentioned,  Mr.  Longley  corrected  a  statement  he 
had  made  in  a  previous  affidavit  that  he  had  expended  cash  in  the 
sum  of  $185.47  in  connection  with  the  adjustment  of  the  labor  dis- 
pute, and  stated  that  no  expenditures  of  any  substantial  amount  were 
made  by  him  in  connection  with  the  strike.  This  correction  read  in 
connection  with  Mr.  Chamberlain's  testimony  would  reduce  the  item 
of  attorney's  fees  on  account  of  the  strike  to  $1,000. 

7.  It  is  the  opinion  of  the  Board  that  the  charge  made  by  Alfred 
Longley,  Esq.,  for  attorney's  fees  in  connection  with  the  settlement 
of  the  strike  was  reasonable  and  that  the  services  of  Mr.  Longley 
were  reasonably  and  in  good  faith  incurred  in  the  performance  of 
the  work  contemplated  by  the  contract,  and  that  claimant  should  be 
allowed  such  portion  of  the  $1,000  so  paid  as  the  unfulfilled  portion 
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of  the  contract  bears  to  the  entire  contract,  that  is  to  say,  claimant 
is  entitled  to  an  allowance  under  item  L  of  $624. 

S.  The  decision  of  the  Board  of  Contract  Adjustment  is  modified 
in  the  particulars  aforesaid,  and  aa  so  modified  the  opinion  of  the 
Board  of  Contract  Adjustment  is  affirmed. 

DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  hereby  traOB- 
mits  its  decision,  together  with  the  decision  of  the  Board  of  Contract 
Adjustment,  to  the  Ordnance  Section  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Cnpt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Decehbek  18,  1920. 
Case  No.  3002. 
In  re  CLAH  OT  KISSEL  KOTOS  CAK  CO. 

1.  JimiSDICTIOH— TBKUTrUT  DEPAXTMEKT,  TKAITBHISaiON  OF  CLAIK 
TO. — Wlien  »ii  entire  traitiBotioiL  for  the  mannfaature  of  ohauli  litToIrei 
■eparate  orders  and  changes  In  ipecileatloni,  and  the  olalw  tt  presented 
based  on  the  entire  traniaotlon  la  which  are  both  lomal  and  inlormal 
•rreemesti,  and  a  oertlfloate  "  C  "  has  been  tisned  tj  the  Ordnance  See- 
tton  and  an  Itea  award  made,  the  claim  will  be  truiimltted  to  the  Aaditar 
fcT  the  War  Department,  atthanKh  tlie  particular  Item  InToWed  In  the 
appeal  arliei  out  of  a  formal  eoiitraot  and  formal  amendment*,  and  the 
Appeal  Section  will  not  undertake  to  determine  the  qnestion  of  Jnrl*- 
dietion. 

t.  SECKXTABT  07  WAR,  COHTHACT  FSOTIBIOHB  FOK  SBTTLEKSNT  07  DIS- 
7UTEB  ST.— Where,  under  the  circnmitanoei  stated  in  paragrapli  1,  a 
claim  Is  to  be  tranimitted  to  the  AnditoT  for  the  War  Department  and  the 
oontraot  ont  of  which  the  diipnte  ariset  prcvldei  that  the  Secretary  of 
War  shall  be  the  final  arbiter  of  dlipntes  under  the  contract,  the  Appeal 
Section,  aotin;  for  the  Becretary  of  War,  will  determine  the  diipnte  before 
trantmittiHK  the  claim  to  the  asditor. 

3.  CI.AI1I  AMU  DBCI8I0H. — Appeal  from  award  of  the  Ordnance  Section  IavoIt- 
ing  a  diipnte  at  to  a  contract  tor  the  maanfactnre  of  chasils  In  the  sum 
of  about  |t5,000.  Held,  that  the  Seeretarr  of  War  shonld  determine 
the  dispute  and  transmit  the  record  to  the  Auditor  for  the  War  Depart- 
ment. 

Lieut.  Col.  Smitli  writing  tlie  opinion  of  the  Board. 

ON  nECONSIDtyiATION. 

1.  On  October  8,  1920,  n  decision  was  i-endered  by  this  Board  de- 
nying relief  to  claimant. 

2.  Thereafter  on  November  1,  1920,  claimant  filed  an  application 
for  rehearing:.    In  this  application  claimant  states: 

**  F.  That  claim  is  on  basis  that  contract  was  terminated  and  the 
major  portion  of  the  nbont  $1,500,000,  of  spare  parts,  and  second 
onfer  of  1.500  trucks,  was  not  finishetl  and  only  the  balance  of  the 
original  2,000  truck  order  was  completed. 

"O.  That  we  received  due  notice  from  the  Government  as  to  the 
terminnting  of  contract  or  a  part  of  same."  , 

This  application  was  considered  by  the  standing  committee  on  re- 
hearings  on  November  9.  In  a  memorandum  to  the  chairman  of  this 
Board,  the  rehearings  committee  states : 

*'  It  wns  the  unanimous  opinion  of  the  committee  that  there  should 
be  a  reconsideration  of  the  decision  in  order  that  Col.  Smith  may 
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make  his  findings  and  decision  conform  to  new  facts  disclosed  by 
claimant,  and  which  were  not  in  the  record  when  the  decision  was 
written ;  this,  however,  without  altering  the  conclusion  reached  in  the 
original  decision." 

3.  The  original  decision  denied  relief  to  claimant  because  of  lack 
of  jurisdiction  arising  from  the  fact  that  the  contract  had  been  folly 
completed.  This  conclusion  was  reached  largely  by  reason  of  the 
following  testimony  of  Mr.  G.  A.  Kissel,  president  of  claimant  com- 
pany (R.  pp.  21  and  22) : 

"  Capt.  Suira.  After  receiving  these  contracts,  and  during  the 
process  of  the  contracts  being  prepared,  you  were  engaged  in  per- 
forming the  contracts,  were  you! 

"  Mr.  Kissel.  Yes,  sir. 

"  Capt.  Smith.  And  the  trucks  were  delivered  to  and  accepted  by 
the  United  States? 

"  Mr.  Kissel.  Yes,  sir. 

"Capt.  Smith.  And  you  have  been  paid  for  them  with  the  ex- 
ception of  this  balance  which  you  are  now  claiming? 

"  Mr.  Kissel.  Yes,  sir, 

"  Capt.  Frazeb.  M!r.  Kissel,  did  you  complete  only  2,000? 

"  Mr.  Kissel.  Yes,  sir.  Of  course,  we  had  that  other  order,  you 
know,  for  1,500  on  which  we  had  done  some  work,  which  was  can- 
celed, but  we  have  had  settlement  for  that." 

4.  On  November  1,  1920,  Mr.  Kissel  filed  an  affidavit  in  support 
of  claimant's  application  for  rehearing.  In  this  affidavit  Mr.  Kisse] 
states: 

"  That  the  findings  of  fact  of  the  Appeal  Section  of  the  War  De- 
partment Claims  Board  are  not  based  on  the  facts  as  they  exist,  for 
the  reason  that  the  contract  between  the  United  States  Government 
and  the  applicant  was  never  completed,  but  was  terminated  by  the 
War  Department  before  the  completion  thereof." 

5.  Claimant  has  also  filed  with  this  board  a  memorandum  dated 
November  3.    This  memorandum  is  in  part  as  follows : 

"  8.  This  contract  was  not  completed,  but  a  large  part,  namely, 
almost  $1,800,000,  of  spare  parts,  was  not  completed,  abo  the  second 
order  of  1,500  was  terminated. 

"  9.  That  portion  was  terminated  by  telegram  December  16, 1918." 

6.  Claimant  presented  to  the  rehearings  committee  a  letter  bear- 
ing the  date  of  December  26,  1918.  and  has  filed  a  copy  thereof 
with  the  board,  which  letter  is  as  follows : 

"  From:  The'Director  of  Purchase  and  Storage. 

«  To :  Kissel  Motor  Car  Co.,  Hartford,  Wis. 
"  Subject :  Termination  of  Contract  C  M  E  518. 
"1.  Under  date  of  December  16  the  following  telegram  was  sent: 
" '  Your  contract  number  C  M  E  five  eighteen  for  F  W  D  spare 

parts  is  hereby  terminated  in  the  public  interested.' 
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"  3.  ThU  will  confirm  the  same. 

"  By  authority  of  the  Director  of  Purchase. 

(Signed)  C.  E.  Boach, 

Captain,  Q.  M.  €.,  Motors,  Branch, 
Contract  Section,  Motors  and  Vehicles  Division."" 

HML/HG 
■  MS 

(Rubber  stamp  as  follows :  "  The  Kissel  Motor  Car  Co.,  accounting 
department  (clock  showing  10.20),  December  30,  1918.") 

7.  The  information  thus  disclosed  since  the  hearing  establishes  the 
fact  that  the  entire  contract  was  not  completed,  as  inadvertently 
testified  to  by  Mr.  Kissel  and  as  stated  in  the  original  opinion,  but 
that  a  considerable  portion  of  the  contract  providing  for  spare  parts 
was  terminated  or  suspended  December  16,  1918,  and  prior  to  Janu- 
ary 1,  1919,  the  date  to  which  time  for  performance  was  extended 
by  the  third  supplemental  contra<t  dated  September  12,  1918. 
(Claimant's  Ex.  5,  R.  p.  95.)  While  the  dispute  is  as  to  the  terms  of 
the  contract  and  no  item  of  claim  involved  in  this  appeal  arises  out 
of  the  terminated  or  suspended  portion  of  the  contract,  or  on  ac- 
count of  the  termination  or  suspension,  yet  the  statement  in  our 
former  opinion  that  the  contract  was  fully  performed  was  incon-ect, 
as  demonstrated  by  the  subsequent  information  above  referred  to, 
and  a  reconsideration  of  the  claim  is  deemed  necessary.  A  rehearing 
was  had  on  November  22,  at  which  additional  testimony  was  in- 
troduced. 

riNDINQB  OP  FACT. 

1.  This  is  an  appeal  from  a  decision  of  the  Ordnance  Section  on  a 
claim  for  $106,727.72,  under  the  following  circumstances : 

2.  Claimant  had  a  formal  Ordnance  Department  contract  dated 
December  20,  1917,  whereby  claimant  agreed  to  make  for  the  Gov- 
ernment 2j000  3-ton  chassis  of  F.  W.  D.  Auto  Co.,  Model  B,  sets  of 
spares  consisting  of  individual  parts,  asaemblies  and  complete  chassis, 
as  specified  by  the  contracting  officer,  approximating  in  value  30  per 
cent  of  the  cost  of  said  2,000  chassis,  and  in  accordance  ^ith  the 
drawings  and  specifications  attached  to  the  contract  and  marked 
"Schedule  1  "  and  made  a  part  of  the  contract. 

3.  The  provisions  of  the  contract  material  to  this  controversy  are 
as  follows : 

"Article  IV.  The  United  States  will  make  the  following  pay- 
ments to  the  contractor : 

"(1)  The  sum  of  two  hundred  twenty-five  dollars  ($225)  for  each 
chassis  delivered,  as  a  fixed  profit,  ninety  per  cent  (90%)  of  which 
shall  be  paid  upon  the  proper  certificate  of  the  contracting  officer 
showing  delivery  and  acceptance  of  chassis  during  the  performance 
of  the  contract,  and  the  remainder  upon  the  completion  of  the  con- 
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tract.    Such  fixed  profit  is  subject  to  addition  or  deduction  as  here- 
inafter provided. 

"(2)  The  sum  of  sixtj-seven  and  50/100  dollars  ($67.50)  for  each 
auantity  of  spares  dehvered,  aggregating  in  cost  thirty  per  cent 
(30% )  of  the  cost  of  a  complete  chassis,  as  a  fixed  profit,  will  be 
paid  from  time  to  time,  in  proportion  to  the  value  of  tne  spare  parts 
delivered,  upon  the  proper  certificate  of  the  contracting  officer  snow- 
ing delivery  and  acceptance  of  said  quantity  of  spares  during  the 
perfoimance  of  the  contract.  Such  fixed  profit  is  subject  to  addi- 
tion or  deduction  as  hereinafter  provided. 

"(3)  The  United  States  shall  add  to  fixed  profit,  or  deduct  from 
fixed  profit,  as  the  case  may  be,  under  the  following  adjustments: 

"(ff)  The  estimated  cost  of  each  chassis  upon  which  the  fixed 
profit  is  based  is  $2,830. 

"  Immediately  upon  the  completion  of  the  contract,  or  its  termina- 
tion by  the  United  States  for  reasons  other  than  default  of  the  con- 
tractor, the  entire  actual  cost  of  the  articles  delivered  and  accepted 
shall  be  determined  by  the  contracting  officer  in  accordance  with  tlie 
provisions  of  this  contract.  If,  after  subtracting  alike  from  actual 
and  estimated  cost,  such  costs,  if  any,  as  may  be  fixed  and  agreed 
upon,  and  the  actual  cost  of  raw  material,  supplies,  and  the  like 
paid  for  by  the  United  States,  the  actual  cost  (after  subtractions), 
shall  be  found  to  exceed  the  estimate  (after  subtractions) ,  the  United 
States  shall  deduct  from  payments  to  be  made  to  the  contractor  on 
account  of  fixed  profit  two  (2%)  per  cent  of  such  difference,  pro- 
vided always  that  the  fixed  profit  after  such  adjustment  shall  not  be 
less  than  ^15  per  chassis  delivered.  If,  however,  the  actual  cost 
{after  subtractions)  shall  be  found  to  be  less  than  the  estimate 
(after  subtractions),  the  United  States  shall  immediately  pay  the 
contractor,  in  addition  to  the  fixed  profit  already  paid,  all  fixed 
profits  withheld  and  twenty-five  (25%)  per  cent  of  such  difference, 
provided  always  that  the  fixed  profit  after  such  addition  shall  not  be 
more  than  $400  per  chassis  delivered.  The  additional  cost  necessi- 
tated by  defects  m  material  furnished  by  the  United  States  and  not 
purchased  by  the  contractor  shall  not  be  included  in  the  determina- 
tion of  actual  cost  for  the  purpose  of  this  subdivision  {a).    •    *    • 

"Article  V.  *  *  *  The  decision  of  the  contracting  officer  on  all 
questions  of  the  allowance  and  determination  of  cost  and  the  pay- 
ment thereof  shall  be  final,  except  that  either  upon  the  completion 
of  the  contract  by  the  contractor,  or  its  termination  by  the  United 
btates,  or  whenever  claims  of  cost  amounting  in  the  aggregate  to 
$10,000  shall  have  been  disallowed  or  determined  adversely  to  the 
contractor  by  the  contracting  officer,  the  contractor  may  appeal  to 
the  Chief  of  Ordnance  by  filing  one  statement  of  claim  which  shall 
embrace  all  claims  of  cost  previously  disallowed  or  adversely  deter- 
mined, provided  that  all  such  claims  shall  be  certified  by  an  account- 
ant designated  by  the  contracting  officer  as  being  in  their  entirety  the 
subject  of  expenditure  of  or  cost  to  the  contractor. 

«  •  «  t  *  «  * 

"Abticlg  XXII.  Except  as  this  contract  shall  otherwise  provide, 
any  doubts  or  disputes  which  may  arise  as  to  the  meaning  of  any- 
thing in  this  contract  shall  be  referred  to  the  Chief  of  Ordnance  for 
determination.    If,  however,  the  contractor  shall  feel  aggrieved  at 
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any  decision  of  the  Chief  of  Ordnance  upon  such  reference  he  shall 
have  the  rieht  to  submit  the  same  to  the  Secretary  of  War,  whose 
decision  shall  be  final." 

Schedule  1  is  in  part  as  follows : 

"Schedule  1. — Spedfioations  and  drawhiga. 

"To  be  in  all  particulars  of  the  same  design,  fomi,  workmanship, 
and  materials  as  the  said  3-ton  chassis  thnt  are  beinfr  furnished  on 
this  date  by  the  F.  W,  D.  Auto  Co.  to  the  Ordnance  Department,  to- 
gether with  the  following  Hpecial  features :  Attaching  and  furnishing 
Stewart  Warner  speedometers,  transoms  as  per  drawings  herein, 
pintle  as  per  drawings  herein,  impulse  starter,  steel  wheels,  26"  x  6" 
demountaole  tires.  Oil  side  and  tail  lamps,  gas  lanips  and  acetylene 
generators  (furnished  by  IT,  S.  A,,  attached  by  Kissel  Motor  Car 
Company),  Pyrene  fiie  extinsnishers  (furnished  by  U.  S,  A„  at- 
tached by  Kissel  Motor  Car  Company),  raising  steering  mechanism, 
and  such  other  minor  changes  that  may  be  agreed  upon.  Also  to 
comply  in  every  particular  with  the  standard  as  demanded  by  the 
Ordnance  Department  for  such  vehicles  as  per  conditions  set  forth 
in  Form  552,  which  is  attached  hereto  and  made  a  part  hereof  with 
the  f<Jlowing  exceptions :    *    *    *." 

Schedule  1  also  provides  that  paragraph  Sfi.*!  of  Form  552  alwve 
referred  to  shall  be  amended  by  the  addition  of  the  words:  "An 
Ordnance  Department  name  plate." 

Paragraph  265  of  the  pamphlet  referre<l  to  follows  paragraph  264, 
.  which  provides: 

"The  following  equipment  is  to  I>e  placed  on  and  shipped  with 
each  individual  truck.  This  equipment  must  not  be  shipped  sepa- 
rately." 

4,  The  original  contract  provides  that  claimant  shall  furnisli  and 
attach  steel  wheels  to  the  chassis,  and  that  the  Government  shall  fur- 
nish and  claimant  nttach  oil  side  and  tail  lamps,  gas  lamps,  antl 
acetylene  generators,  whereas  claimant  contends  that  at  the  time  the 
contract  was  signed  the  understanding  between  claimant's  president. 
Mr.  O,  A.  Kissel,  and  Maj.  W.  E.  Wall,  who  negotiated  the  contract, 
was  that  the  Government  wouhl  fumisli  the  steel  wheels  and  claimant 
would  furnish  the  lamps  and  generators.  Claimant's  president,  Mr. 
tf.  A.  Kissel,  so  testified.  Hh  farther  testified  that  when  he  discovered 
the  mistake  in  the  contract,  realizing  that  delay  would  result  in  send- 
ing the  contract  back  for  correction,  he  signed  the  contract  and  at 
once  took  the  matter  of  correcting  the  mistake  up  with  claimant's 
representative,  Mr.  Boger  M.  Newbold.  who  was  then  in  Washington, 
and  instructed  him  to  secure  an  amendment  to  the  contract  which 
should  embody  in  the  respects  aforesaid  the  correct  understanding 
which  Mr.  Kissel  and  Maj.  W.  E.  Wall  had,  that  is,  tiiat  claimant 
should  fiimish  the  lamps  and  generators  and  that  the  Government 

sic 


306    DECISIONS  APPEAL  SECTION  WAB  DEPABIIUBNT  CLAIMS  BOABD. 

would  furnish  the  steel  wheels,  and  that  the  cost  of  the  wheels  would 
not  be  taken  into  account  in  determining  whether  or  not  the  "bogie" 
price  of  $2,850  was  or  was  not  exceeded  by  the  actual  cost  of  manu- 
facture of  the -chassis. 

5.  Through  the  efforts  of  Mr.  Newbold,  a  "  First  supplemental  con- 
tract," dated  May  6,  1918,  was  entered  into.  This  contract,  after  re- 
ferring to  the  contract  of  December  20,  1917,  states  the  desire  of  the 
parties  "to  amend  and  supplement  such  agreement  as  hereinafter 
provided,  in  order  to  set  forth  a  certain  part  of  the  original  under- 
standing which  was  omitted  through  oversight  from  the  original  con- 
tract." This  suppleiiieotal  contract  is  proxy  signed,  and  since  the 
identical  provisions  with  reference  to  the  lamps,  acetylene  generator, 
and  steel  wheels  are  contained  in  a  "  Second  supplemental  contract," 
dated  July  15,  1918,  which  contract  is  formally  executed,  other  pro- 
visions of  the  first  supplemental  contract  are  not  set  out. 

6.  The  second  supplemental  contract  recites  that  the  parties  desire 
to  amend  and  supplement  the  agreement  of  December  20,  1917,  "so 
as  to  provide  for  the  sets  of  spare  parts  to  be  furnished  by  the  con- 
tractor, and  so  as  to  provide  for  certain  additional  items  to  be  fur- 
nished for  the  chassis  by  the  contractor  and  by  the  United  States, 
which  items  were  omitted  from  the  original  contract  through  inad- 
vertence." Article  I  of  the  second  supplemental  contract  provides 
for  the  spare  parts  to  be  furnished.  Article  II  provides  for  the 
method  of  packing  and  shipment.  Article  III  provides  for  claim- 
ant's compensation.    Article  IV  is  as  follows : 

"Abticle  IV.  The  contractor  agrees  to  furnish  oil  side  lamps  and 
tail  lamps  for  the  chassis.  The  United  States  agrees  to  furnish 
f.  o.  b.  ears  contractor's  plant,  without  cost  to  contractor,  2,000  sets 
of  cast-steel  wheels  and  2,000  name  plates  at  such  times  and  in  such 
quantities  as  will  enable  the  contractor  to  perform  all  the  terms  of 
said  contract.  Such  wheels  and  name  plates  shall  remain  the  prop- 
erty of  the  United  States,  and  the  contractor  agrees  to  use  due  and 
proper  care  in  the  handling  and  storing  of  same  while  in  its  po^es- 
sion.  The  provisions  of  this  article  were  omitted  from  the  original 
contract  through  inadvertence." 

7.  The  original  contract  was  further  modified  by  a  "  Third  supple- 
mental contract,"  dated  Sept«mber  12, 1918.  The  third  supplemental 
contract  provides  that  the  contractor  should  manufacture  and  de- 
liver tops  for  said  chassis  and  mount  the  same,  and  that  the  con- 
tractor would  furnish  2,000  thereof,  and  in  the  event  that  the  con- 
tractor was  unable  to  mount  the  tops  on  any  chassis  theretofore  de- 
livered, that  the  contractor  should  pack  the  same  for  export  shipment 
without  additional  cost  to  the  Government  for  such  packing;  that 
the  Government  would  pay  claimant  $39  for  each  complete  top ;  that 
foe  extra  work  in  connection  with  removing  the  iron  and  upholstery 
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upon  600  seats  of  the  chassis  made  necessary  by  the  mounting  of  the 
tops,  and  for  extra  work  in  replacing  the  upholatering,  the  Oovem- 
ment  would  pay  claimant  the  additional  sum  of  $2.S0  for  each  of 
such  500  seats.  Though  not  provided  in  the  contract,  Mr.  Kissel 
testified  that  on  account  of  changes  and  additions  to  the  specifications 
and  because  the  supplemental  contract  providing  for  claimant  to 
furnish  the  tops,  the  "bogie"  price  of  the  chassis  was  increased 
$7.20,  making  the  total  "  bogie  "  price  $2,657.20.  This  statement  is 
corroborated  by  a  certificate  of  the  contracting  officer  dated  May  2, 
1919,  by  requisition  for  amendment  Ko.  6,  dated  April  30,  1919,  and 
by  an  undated  memorandum  signed  by  L.  B.  Moody,  Colonel  Ord- 
nance. 

8.  By  letter  fnm  the  Acting  Quartermaster  General,  Motors  Divi- 
sion, Contract  Section,  dated  September  25,  1918  (CI.  Ex.  7,  B.  p. 
118),  claimant  was  advised  that  its  contract  would  be  further 
amended  so  as  to  provide  for  1,500  additional  trucks  to  be  delivered 
during  the  months  of  February,  March,  and  April,  1919,  and  that 
contract  covering  the  amendment  would  follow  in  a  few  days.  No 
formal  contract  for  the  1,500  additional  trucks  was  executed.  How- 
ever, claimant  began  work  on  the  1,500  trucks  pursuant  to  oral 
instructions  (B.  122). 

9.  About  October  23,  1918,  claimant  received  the  following  letter: 

War  Department, 
Office  or  the  Quartermaster  General  of  the  Arht, 

Waghdnffion,  October  £1, 1918. 
In  answer  refer  to  File  No.  451.2-MT. 
No.—. 

From :  The  Quartermaster  General. 
To:  The  Kissel  Motor  Car  Co.,  Hartford,  Wis. 
Subject :  Second  series  F.  W.  D.  orders. 

1.  This  will  acknowledge  and  answer  your  letter  of  October  14, 
relative  to  the  above. 

2.  Be  advised  that  under  the  new  contract  to  be  prepared  the  con- 
tractor will  be  called  upon  to  furnish  everything,  including  the  sted 
wheels,  the  gas  headli&^t,  and  generator.  A  higher  bogie  price  will 
be  named  and  the  profit  of  the  contractor  increased  accordingly. 

3.  Full  details  will  be  furnished  your  company  in  the  shape  of  a 
contract  within  a  few  days. 

By  authority  of  the  Acting  Quartermaster  General. 

H.  M.  I^wT, 
Captain,  Q.  M.  C.  Contract  Sectitfn, 
Motors  Brqneh,  Motors  and  Vehicles  Diviaion. 
HML/OLC 

(Claimant's  Ex.  9,  K.  p.  135.) 

The  higher  bogie  prire  was  later  fixed  at  $3.18:1  (R.  p.  136). 

10.  About  November  14, 1918,  claimant  received  a  telegram  of  that 
date  notifying  it  that  the  contract  for  1,500  chassis  "  Is  hereby  ter- 
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ininated  in  the  public  interest  as  provided  in  your  contract.*'    (Claim- 
ant's Ex.  8,  K.  p.  120.) 

11.  About  December  16,  1918,  claimant  received  the  telegram  of 
that  date,  set  out  in  the  letter  heretofore  quoted,  dated  December 
'2Q,  1918,  notifying  claimant  that  its  contract  for  spare  p%rtB  "is 
hei-ebv  terminated  in  the  public  interest."'    (Claimant's  Ex.  6,  R.  p. 

111.)" 

Pursuant  to  the  notices  contained  in  the  telegrams  of  November 
14  and  December  16,  claimant  suspended  work  on  the  additional 
1,500  chassis  and  also  on  the  spare  parts. 

12.  After  the  armistice  claimant  was  requested  by  the  Ordnance 
Department  to  extend  its  deliveries  and  to  reduce  the  number  of 
hours  during  which  labor  was  employed,  so  as  to  keep  the  maximum 
number  of  men  employed  and  thereby  disturb  labor  conditions  as 
little  as  possible  (R.  p.  143).  Otherwise  all  the  chassis  and  spare 
parts  would  have  been  completed  and  delivered  before  January  1, 
191ft,  the  time  limit  fixed  by  the  third  supplemental  agreement  (R.  p. 
144).  By  reason  of  such  request  final  deliver!^  were  not  made  until 
about  June,  1919. 

The  correspondence  supplied  by  claimant  following  the  hearing  is 
conclusive  of  the  fact  that  claimant  was  requested  to  reduce  its 
working  hours,  so  as  to  keep  its  labor  employed  at  minimum  hours 
in  order  that  there  would  be  a  minimum  disturbance  of  labor  due  to 
the  cessation  of  hostilities. 

13.  Notwithstanding  the  word  "  terminated  "  was  used  in  the  tele- 
grams of  November  14  (Claimant's  Ex.  8,  R.  p.  120)  and  December 
16,  1918,  the  correspondence  supplied  by  claimant  shows  that  the 
order  for  1,500  additional  chassis,  and  that  portion  of  the  formal 
contract  providing  for  spare  parts,  was  intended  by  the  Government 
only  to  be  suspended,  as  will  be  seen  by  reference  to  such  corre- 
spondence. 

The  letter  of  November  20  from  the  Zone  Supply  Officer  refers  to 
the  "  suspension  "  request,  and  invites  attention  to  Supply  (^rcular 
111  as  covering  "the  method  under  which  settlement  will  be  made 
on  this  suspension  of  contract." 

14.  Some  question  arose  as  to  whether  the  order  for  1,500  addi- 
tional chassis  was  an  amendment  contract,  518,  or  whether  it  was 
to  take  the  form  of  a  new  contract,  as  the  telegram  of  November  14 
referred  to  Contract  No.  1285  for  1,500  chassis,  claimant  having  in- 
curred expense  in  connection  with  ■the  additional  order  for  1,500 
chassis  under  contract  518  (the  contract  for  2,000  chassis  and  spare 
parts).  In  a  letter  dated  November  19,  1918,  to  the  Contract  Sec- 
tion, Motors  and  Vehicles  Division,  Motors  Branch,  claimant  asked 
that  this  discrepancy  be  cleared  up  and  was  advised  by  Capt.  H.  W. 
Lewy  "  that  it  was  impossible  to  provide  an  amendment  to  your 
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contract  CME  518,  as  origiD&Uy  advised,  and  that  th«  contract  1985 
was  substituted  therefor."    The  letter  also  stated  that — 

"  You  have  heretofore  received  a  copy  of  the  termination  and  can- 
cellation clause  as  it  appears  in  the  new  contract,  which  will  govern 
such  adjustment,  if  any,  as  may  be  necessary  in  this  case.'* 

15.  Mr.  Kissel  testified  that  an  estimate  of  the  cost  of  the  material, 
showing  how  the  *'  bogie  "  price  was  arrived  at,  was  submitted  to  him, 
and  that  Maj.  Wall  called  his  attention  to  the  fact  that  the  cost  of 
the  wood  wheels  had  been  eliminated.  (R.  p.  148.)  Mr.  Kissel  also 
testiBed  that  the  cost  of  the  steel  wheels  was  not  included  in  the  bogie 
price. 

16.  There  is  in  the  file  a  letter  from  former  Maj.  W.  G.  Wall, 
dated  September  23,  1920,  addressed  to  this  section,  in  which  he 
states  in  part  as  follows : 

"  The  original  idea  was  that  these  trucks  should  have  wood  wheels ; 
then  it  was  later  decided  that  they  should  be  equipped  with  steel 
wheels,  which  should  be  supplied  by  the  Government,  the  bogie  price 
bein?  increased  by  the  difference  oetween  the  steel  wheels  and  the 
wood  wheels,  also  by  the  addition  of  several  other  items,  which  were 
later  added. 

"'  However,  we  can  not  see  where  the  original  contract  has  much 
to  do  with  this  case,  as  the  supplemental  contract,  whether  it  does 
so  rightfully  or  not,  was  issued  to  interpret  the  meaning  of  the 
original  contract." 

17.  In  presenting  its  claim  claimant  presented  it  as  based  on  its 
combined  dealings,  and  involving  the  amount  remaining  unpaid  on 
tlie  contract  as  amended,  as  claimant  understood  it,  for  the  2,000 
chassis  and  the  spare  parte,  and  also  on  account  of  damages  arising 
by  reason  of  the  suspension  of  the  informal  contract  for  the  1,600 
additional  chassis. 

IB.  The  Ordnance  Claims  Board  issued  its  certificate  C  and  made 
an  item  award,  which  were  accepted  by  claimant.  It  also  made  a 
final  award  which  claimant  refused  and  from  which  it  appealed  to 
this  section. 

Doubtless  the  Ordnance  Claims  Board  was  influence  by  its  previous 
ruling  in  "  Claims  Board  Circular  No.  65,"  in  whidi  it  held  that 
"  contracts  properly  executed,  but  followed  by  a  supplemental  con- 
tract not  properly  executed  in  behalf  of  the  United  States  "  was  in- 
formal. 

The  original  contract  in  question  was  formal,  the  first  amendment 
was  informal,  but  all  of  its  provisions  were  included  in  subsequent 
formal  supplemental  contracts. 

19.  The  only  issues  on  this  appeal  are : 

(a)  Whether  in  determining  claimant's  profit  the  cost  of  the  steel 
wheels  should  be  included  as  part  of  the  cost. 

(&)  Whether  claimant  is  entitled  to  interest  on  its  claim:  i 
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The  Ordnance  Claims  Board  included  the  cost  of  the  steel  wheels  in 
computiog  the  cost  of  the  chassis,  and  disallowed  the  item  of  interest. 

The  question  as  to  whether  the  Ordnance  Claims  Board  was  right 
in  considering  the  cost  of  the  steel  wheels  as  a  part  of  the  cost  of 
the  chassis  is  one  of  interpretation  under  the  original  contract  and 
its  formal  amendments,  and  upon  this  determination  rests  claimant's 
right  to  recover  additional  compensation  for  the  2,000  chassis  de- 
livered, amounting  to  some  $4S,000. 


1.  At  the  threshold  we  are  met  by  a  question  of  jurisdiction.  If 
the  contract  out  of  which  the  claim  arises  was  a  formal  one  and 
terminated  in  part  by  performance  and  in  part  by  the  notice  con- 
tained in  the  telegram  of  December  16,  1918,  the  Secretary  of  War 
has  lost  jurisdiction  to  settle  the  claim  through  the  medium  of  a 
supplemental  contract. 

It  is,  however,  the  view  of  this  Board  that  the  telegram  of  Decem- 
ber 16  did  not  effect  the  termination  of  the  contract  as  to  the  spare 
parts,  but  merely  suspended  the  operation  of  the  portion  of  the 
contract  relating  to  spare  parts,  and  that  the  use  of  the  word 
"  terminated  "  in  the  telegram  was  intended  to  mean  "  suspended," 
as  shown  by  the  subsequent  correspondence  from  Government  officials 
relative  to  the  matter. 

If  the  claim  should  be  considered  as  based  on  an  informal  agree- 
ment, as  it  has  been  regarded  by  the  Ordnance  Claims  Board  by 
issuing  its  certificate  C  and  by  making  the  item  award,  and  by 
the  War  Department  Claims  Board  in  approving  the  award,  then 
the  Secretary  of  War  has  jurisdiction  to  adjust  the  claim  by  a 
statutory  award  under  the  Dent  Act;  or  if  the  contract,  though 
formal,  is  alive,  merely  suspended,  the  Secretary  still  has  authority 
to  adjust  it  by  supplemental  contract. 

In  view  of  the  previous  correspondence  between  the  Department 
of  the  Treasury  and  the  War  Department,  it  is  believed  that  this 
claim  arises  under  such  circumstances  as  require  its  submission  to  the 
Treasury  Department  and,  therefore,  that  this  Board  should  not 
undertake  to  determine  the  question  of  jurisdiction. 

However,  since  the  contract  constitutes  the  Secretary  of  War  the. 
final  arbiter  of  disputes  under  the  contract,  it  is  believed  that  before 
transmitting  the  record  to  the  Department  of  the  Treasury  the 
Secretary  of  War,  through  this  Board,  should  determine  the  dispute 
in  order  that  the  Treasury  Department  may  have  before  it  the  ruling 
of  the  Secretary,  in  case  it  shall  determine  that  under  the  circum- 
stances surrounding  the  claim  the  Secretary  of  War  has  no  juris- 
diction to  adjust  it, 

"       !lc 


lyGooi^lc 


DECISIONS  APPEAL  SECTION  WAB  DEPAKTMP.NT  CLAIMS  BOARD.    311 

2.  It  is  clear  that  the  original  oral  agreement  between  claimant 
and  the  Ordnance  Department  was  that  the  Government  would  fur- 
nish the  steel  wheels  and  that  their  cost  should  not  be  charged 
against  claimant  in  determining  its  contingent  proflt,  and  that 
claimant  should  furnish  the  lamps  and  acetylene  generators.  In 
drawing  up  the  contract,  these  provisions  were  inadvertently  trans- 
posed, so  that  the  contract  obligated  claimant  to  furnish  the  steel 
wheels,  which  of  necessity  would  make  the  wlieel  expense  a  part  of 
tlie  actual  cost  of  the  chassis.  This  error  was  corrected  by  tht> 
proxy-signed  supplemental  contract  dated  May  6,  1918  {CI.  Ex.  'A, 
K,  88),  executed  for  the  avowed  purpose  of  correcting  the  error. 
This  correction  was  reafiirmed  in  the  formally  executed  second  sup- 
plemental contract  dated  July  15,  1918  (CI.  Ex.  4,  B.  91),  and 
recogni2ed  in  the  third  supplemental  contract  dated  September  1-2, 
1918  (CI.  Ex.  5,  R.  96). 

'A.  The  provisions  inserted  in  the  formally  executed  second  sup- 
plemental contrail  material  to  this  controversy  are  as  follows  (R.  pp. 
92.  93,  94) : 

"  A\'hereBS  the  parties  desire  to  amend  and  supplement  said  agree- 
ment in  the  interest  of  the  Tnited  States,  as  hereinafter  set  forth,  so 
as  to  provide  for  the  sets  of  spare  parts  to  be  furnished  by  the  con- 
tractor, and  so  as  to  provide  for  certain  additional  items  to  be  fur- 
nished for  the  chassis  by  tlie  contractor  and  by  the  United  States, 
which  items  were  omitted  from  the  original  contract  through  inad- 
vertence. 

"  Xow.  therefore,  "  *  *  in  consideration  of  the  mutual  agree- 
ments herein  contained,  the  said  pHrties  have  agreed  *  •  *  as 
follows ; 

"Artici-k  IV.  The  contractor  agrees  to  furnish  oil  side  lamps  and 
tail  lamps  for  the  chassis.  The  United  States  agrees  to  furnish 
f.  o.  b.  cars  contractor's  plant,  without  cost  to  the  contractor,  2,00() 
sets  of  cast-steel  wheels  and  2,()00  name  plates  •  •  •  The  pro- 
visions of  this  article  were  omitted  from  tiie  original  contract  through 
inadvertence." 

i.  It  is  material  to  determine  whether  the  clause  "  tlie  United 
States  agrees  to  furnish  f.  o.  b.  cars  at  contractor's  plant  without 
cost  to  the  contractor  "  was  intended  to  eliminate  the  cost  of  the  steel 
wheels  from  the  actual  cost  of  the  chassis,  in  order  that  claimant's 
compensation,  in  addition  to  the  fixed  profit,  may  be  calcuhited,  as 
under  the  contract  if  the  actual  cost  be  less  than  the  bogie  price  of 
$2,84>0,  claimant  is  entitled  to  2i>  per  cent  of  the  difference  between 
the  actual  cost  and  the  bogie  price,  as  part  of  its  compensation  for 
the  chassis  delivered. 
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5.  Article  IV  of  the  contract  provides  that  in  determining  claim- 
ant's compensation,  if  any,  in  addition  to  the  fixed  profit,  there  shall 
be  deducted  alike  from  the  actual  and  estimated  cost, 

(a)  "  Such  costs,  if  any,  as  may  be  fixed  and  agreed  upon  " ; 

ib)  "The  actual  cost  of  all  raw  material,  supplies,  and  the  like 
paid  for  by  the  United  States," 

and  that  if  the  actual  cost  so  determined  shall  exceed  the  estimate 
after  such  deductions,  2  per  cent  of  such  difference  shall  be  deducted 
from  the  fixed  profit;  but  if  such  actual  cost  after  deductions  is  less 
than  the  estimated  cost  after  such  deductions,  the  claimant  shall  be 
entitled  to  25  per  cent  of  the  diflference. 

If,  with  reference  to  the  steel  wheels,  the  contract  had  provided, 
as  it  did  with  reference  to  the  Pyrene  fire  extinguishers,  simply  that 
they  should  be  furnished  by  the  United  States  and  be  attached  by 
claimant,  then  there  could  be  no  reasonable  contention,  but  that 
the  cost  of  the  steel  wheels,  under  the  provisions  above  quoted  marked 
(b),  should  be  included  as  a  part  of  the  actual  cost  of  the  chassis. 
ifiuch  inclusion  would  be  indirectly  an  item  of  cost  to  claimant — 
though  it  had  not  actually  paid  therefor — since  the  inclusion  of  the 
cost  of  the  fire  extinguishers  would,  as  a  matter  of  fact,  actually  cost 
claimant  the  amount  by  which  claimant's  contingent  profit  would 
be  reduced  thereby.  But  the  contract  provision  with  reference  to 
the  furnishing  of  the  steel  wheels  goes  further  and  requires  that 
they  shall  be  furnished  "  without  cost  to  the  contractor,"  Effect 
should  be  given  to  all  the  contract  provisions,  if  possible,  by  any 
reasonable  interpretation,  and  since  the  contract  was  prepared  by 
the  Government,  it  should  be  most  strongly  construed  against'  it,  as 
the  ordinary  rules  of  construction  apply  to  it  in  its  contractual 
capacity  as  apply  to  individual  contractors.  The  contest,  and  in 
fact  the  whole  instrument,  including  the  amendments,  should  be 
taken  into  consideration  in  arriving  at  the  true  intent  of  the  parties. 
Considering  the  words  "without  cost  to  the  contractor"  in  their 
ordinary  sense,  aided  by  the  ordinary  rules  of  construction,  we  are 
drawn  to  the  inevitable  conclusion  that  th&y  mean,  and  were  intended 
to  mean,  that  on  account  of  the  Government  furnishing  the  steel 
wheels  there  should  be  no  element  of  cost  to  the  contractor  either 
direct  or  indirect. 

This  construction  does  not  render  the  provisions  of  the  supple- 
mental contract  just  referred  to  inconsistent  with,  or  contradictory  to 
the  provisions  of  Article  IV  of  the  original  contract,  quoted  above 
as  (b),  which  provides  for  deducting  alike  from  the  actual  cost  and 
bogi©'  price  of  the  chassis  the  cost  of  materials  paid  for  by  the  Gov- 
ernment. The  requirement  in  the  supplemental  contract  may  be  con- 
sidered as  a  proviso  to  Article  IV  of  the  original  contract  limiting 
the  items  of  cost  to  be  taken  into  consideration,  and  therefore  the 
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provisions  of  Article  IV  and  of  the  supplemental  contract  Duy  stand 
together. 

.  6.  It  therefore  is  the  opinion  of  this  Board,  in  determining  the 
i-ontingent  pro6t  to  which  claimant  is  entitled  on  the  2,000  chassis 
manufactured  by  it  and  delivered  to  and  accepted  by  the  Govern- 
ment, that  the  cost  of  the  steel  wheels  should  not  be  taken  into  con- 
sideration. In  reaching  this  conclusion  this  Board  has  determined 
for  the  Secretary  of  War,  pursuant  to  authority  vested  in  him  by 
the  terms  of  the  contract,  the  dispute  regarding  its  terms. 

7.  This  Board  has  reached  its  conclusion  solely  from  a  considera' 
tion  of  the  written  instrument  itself  and  on  the  theory  that  there  is 
no  ambiguity  in  it  in  the  respects  considered.  However,  even  if  it 
should  be  considered  that  the  words  "  without  cost  to  the  contractor  " 
render  the  contract  provisions  under  consideration  ambiguous,  the 
same  conclusion  must  inevitably  follow,  as  we  are  then  at  liberty 
to  consider  evidence  de  hors  the  instrument,  including  the  circum- 
stances surrounding  its  execution,  in  arriving  at  the  real  intention  of 
the  parties.  In  this  connection  Mr.  Kissel  testified  that  the  original 
understanding  was  as  interpreted  by  this  Board  and  that  the  pur- 
pose of  the  amendment  was  to  correctly  recite  such  understanding. 
Such  interpretation  is  supported  by  the  purpose  of  the  Ordnance 
Department  in  providing  for  contingent  profit  in  addition  to  the  fixed 
profit.  It  is  evident  that  such  purpose  was  to  reward  claimant  for 
its  economy  and  efficiency  to  the  fullest  extent.  By  including  the 
cost  of  the  steel  wheels  as  a  part  of  the  actual  cost  of  the  chassis, 
without  making  a  corresponding  addition  to  the  bogie  price,  which 
claimant's  president  testifies  was  not  done,  claimant's  opportunity  to 
profit  through  its  industry,  econrany,  and  efficiency  was  lessened  by 
the  amount  of  such  included  cost,  and  thus  to  this  extent  the  purpose 
of  the  Ordnance  Department  was  thwarted. 

8.  As  to  the  item  of  interest,  it  is  not  claimed  that  it  is  allowable 
because  of  any  written  agreement  or  statutory  provision,  but  it  is 
admitted  that  it  is  a  simple  claim  for  interest  on  the  amount  that 
claimant  believes  to  be  due  it  by  the  Government  as  on  ordinary  ac- 
count. In  view  of  section  1186,  United  States  Compiled  Statutes, 
this  item  is  clearly  not  allowable. 

DISPOSITION. 

The  War  Department  Claims  Board,  Appeal  Section,  will  trans- 
mit this  decision  to  the  Auditor  for  the  War  Department  for  his 
information  and  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 


,ro5oyGoO<^lc 


Decehbeb  18, 1920. 
Case  No.  30S1. 

Jn  rr  GIAIH  07  LITTZ  COKFAHT  (IHC). 

1.  CLAIM  AND  SSCISIOH. — This  li  an  appeal  from  the  (Uaallowauee  of  a  BKmbei 
of  Itemt  b7  the  Ordnance  Section  In  an  awaid  under  a  impended  proz7> 
■Igned  contract.  The  Indlvldnai  Itemi  are  dltcniMd  and  the  aetlOB  ol  the 
Ordnance  Section  affirmed. 

Maj.  Hill  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT. 

This  is  a  claim,  class  A,  under  the  act  of  March  2,  1919,  for 
$78,762.62,  on  appeal  from  an  award  of  the  Ordnance  Section.  A 
hearing  has  been  had  upon  this  claim. 

1.  On  June  10, 1918,  claimant  entered  into  a  prosy-signed  contract 
No.  9595-7470  with  the  Ordnance  Department  for  the  roug^  ma- 
chining of  1,000  recoil  forgings  for  76-inm.  field  guns  at  a  unit  price 
of  §105  each.  The  forgings  were  to  be  supplied  by  the  United  Statcfl, 
and  in  this  instance  were  made  by  the  Oarbon  Steeel  Co.  Upon  the 
date  of  July  27,  1918,  a  supplemental  contract  was  entered  into 
whei-eby  the  United  States  agreed  to  pay  for  increased  facilities  in 
the  shape  of  four  planers,  two  drill  presses,  two  Blotters,  and  one 
<loiible  dnllet  drilling  device  with  jigs  and  fixtures  to  enable  the  con- 
tractor to  increase  the  rate  of  delivery.  It  also  provided  that  claim- 
ant should  be  reimbursed  for  the  labor  performed  in  the  installation 
of  these  facilities.  Under  date  of  July  31,  1918,  a  second  supple- 
mental contract  was  entered  into  whereby  the  Government  agreed 
to  advance  to  claimant  the  sum  of  $30,000. 

2.  Prior  to  the  contract  of  March  10,  claimant  had  entered  into 
two  contracts  with  the  French  Government  for  machining  of  recoil 
forgings,  and  was  in  production  thereunder.  The  first  contract  was 
for  the  machining  of  1,000  forgings  at  $177.50  each  and  the  second 
for  1,020  forgings  at  $120  each.  The  forgings  for  these  contracts 
were  to  be  furnished  by  the  French  Goveinment  and  were  secured 
from  the  Pollack  Steel  Co.  The  demand  for  these  forgings  was  very 
urgent  and  it  was  arranged  between  the  French  Government  and  the 
TTnited  States  that  the  first  10  forgings  to  be  completed  each  day 
should  be  allocated  to  the  French  Government  and  that  the  United 
States  would  take  thp  production  over  that'  amount.    The  contract 
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with  the  United  States  was  suspended  December  10,  1918,  and  up 
to  that  time  the  rate  of  production  had  never  exceeded  10  forgings 
per  day  and  as  a  result  all  of  the  for^nga  produced  were  delivered 
to  the  French  Government. 

3.  Under  date'  of  October  1,  ldl9,  the  Ordnance  Claims  Board 
issued  its  Certificate  Form  C. 

4.  During  the  negotiations  resulting  in  the  contract  dated  June 
10,  the  claimant  prepan»d  nn  estimate  Xn.  2290,  setting  forth  certain 

additional  machinery  and  equipment  which  would  be  required  for  the 
performance  of  this  contract  and  the  cost  of  which  was  included 
in  the  contract  price  of  $105  per  forging.  Claimant  submitted  an- 
other estimate.  No.  2290-B,  dated  July  11,  in  which  file  cost  of  the 
additional  facilities  as  provided  under  the  supplemental  contract 
dated  July  27, 1918,  was  stated  to  be  $6«,<I48. 

6.  Claimant  received  497  forgings  from  the  Carbon  Steel  Co. 
which  it  machined  on  planers  intended  for  use  in  the  performance 
of  the  United  States  contract  and  which  were  delivered  to  and  paid 
for  by  the  French  Qovenunent.  For  866  of  these  foldings  the  claim- 
ant received  contract  price  under  its  first  contract,  $177.50,  and  on 
the  balance  of  131,  claimant  received  the  contract  price  under  the 
second  French  contract,  $120  each.  If  these  497  forgings  had  been 
applied  to  the  United  States  contract,  claimant  would  have  received 
$105  each  instead  of  the  amounts  received  under  the  French  con- 
tracts. It  received  approximately  $28,000  more  from  the  French 
Government  than  it  would  have  received  under  the  United  States 
contract, 

6.  Claimant  contends,  however,  that  it  was  through  no  fault  of  its 
own  that  the  forgings  machined  on  the  equipment  intended  for  the 
United  States  contract  were  not  delivered  to  the  United  States.  It 
contends  that  the  arrnngementa  for  delivery  of  the  first  10  each  day 
to  the  French  Government  was  not  of  its  own  making,  and  tliat  in 
any  event  if  the  United  States  had  furnished  a  sufficient  number  of 
forgings  it  would  have  machined  sufficient  (o  make  deliveries  under 
both  the  French  and  American  contracts. 

DECISION. 

1.  The  separate  items  of  the  claim  are  made  up  as  follows : 
(«)  Cost  of   nuichliiery,    tools,   jlRs,   flKtures.    tewiwrary    etorafte 

aheds,  etc.,  antl  Kettluft  up  chorjcea - $32,00-1.36 

<I>)  Repair!)  to  iitaclilnpry  niitl  tniHi-ellnneauR  uiei'chtindlKe  appll- 

cnble  to  eanie 10. 003.  fW 

(c>  Machine  work  on  pre!  1  miliary  forgings 2ii9.  M 

(d)  Clipping  and  tiling  forfdngs  fumlsh«<1  by  tlie  Cartmn   Steel 

CJo 1, 572. 38 

<e)  Engineering  and  designing .1,250.00 
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it)  Work  on  defective  forslngs  furnished  by   the  Cnrlton   Steel 

Co $548.63 

(g)  Item  has  been  withdrawn  at  request  of  clalumiit 

(h)  Loss  oa  shop  operations  due  to  cuncellfttlon  of  couttatt 6,000.00 

(i)  Supplemental  contruct  for  additionnl  equipment !),1S2.93 

H)  Interest  clnlmed  &t  8  per  cent  from  Dec.  IS,  1918.  to  Stay  18, 

1919,  on  the  total  amount  clnlmed.  $61^1 3,692.46 

(t)  Supplemental  clntm  for  2  Bk-kelt  planers,  Includlii);  freight, 

hauling,  foundntionH,  and  conntershafts 13,529.16 

(I)  Deductions  and  counter  cliilmK: 

Advnnced  payment 80,000.00 

Interest  on  advanced  payment  to  Sept.  30,  1919 2,23.1.00 

Spoiled  forcings 353, 30 

Amount  charged  for  use  of  United  States  equipment 929. 15 

2.  The  decision  of  the  appeal  committee  of  the  Ordnance  Section 
upon  which  the  award  oflfered  by  the  Ordnance  Claims  Board  was 
based  was  as  follows : 

"That  all  items  of  the  claim  be  entirely  disallowed  with  the  ex- 
ception of  the  following  items : 

(a)  That  this  item  be  allowed  as  to  the  machinery  and  tools  in- 
cluded in  estimate  2290,  dated  May  28,  1918,  and  subsequently  pur- 
chased by  the  appellant  in  addition  to  the  equipment  provided  for 
under  the  supplemental  agreement  of  July  27,  1918;  that  it  be  dis- 
allowed as  to  any  other  machinery  and  tools.  Setting  up  charges 
should  be  included.  Proper  salvage  value  of  the  equipment  con- 
cerned should  be  deducted,  and  50  per  cent  of  the  remainder  allowed 
to  appellant. 

"(i)  That  the  appellant  !«  paid  at  the  rate  of  $2.j>0  an  hour  for 
direct  labor  performed  in  the  installation  of  facilities  under  the 
supplemental  contract  and  that  this  price  shall  be  considered  as  in- 
cludiop  all  overhead  and  administration  charges  incurred  in  the  in- 
stallation of  said  facilities.  That  otherwise  the  finding  of  the  dis- 
trict lx>ard  be  approved.  (The  amount  due  under  this  item  appears 
to  be  properly  payable  on  voucher,  as  included  under  the  supple- 
mental contract  providing  for  the  increased  facilities.) 

"(I)  That  a  counter  claim  be  as.serted  for  $S0,1X)0  advance  payment 
plus  interest  to  date  of  settlement.  That  a  counter  claim  be  asserted 
for  $338.30,  this  amount  representing  the  cost  of  one  spoiled  forging 
less  salvage  value.  That  the  counter  claim  of  $929.1.")  for  use  of 
United  States  equipment  be  disapproved." 

3,  Ifem  (a). — It  is  the  opinion  of  this  section  that  the  allowance 
under  item  (a)  by  the  Ordnance  Section  is  correct,  ('laimant  is 
entitled  to  compensation  on  m3chiner>'  listed  on  estimate  No.  2290. 
which  was  specifically  purchased  for  use  upon  this  contract  and  cost  of 
which  was  included  in  the  price  of  $105  per  forging.  While  it  is 
true  that  no  forgings  for  the  United  States  were  machined  upon  this 
equipment,  the  equipment  was  used  in  machining  approximately 
500  forgings  received  from  the  Carbon  Steel  Co.  and  delivered  to  and 
paid  for  by  the  French  Government.     It  appears  proper  that  this 
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equipment  should,  therefore,  be  considered  as  amortized  to  the 
amount  of  50  per  cent. 

4.  Itetth  (().— Claim&nt  contends,  in  substance,  that  certain  ma- 
chinery which  it  purchasedon  recommendation  of  Ordnance  officers 
as  bein^  suitable  for  the  work  proved  defective  immec^tely  upon 
being  put  in  use^and  that  it  was  obliged  to  replace  gears  and  make 
other  repairs  in  consequence  at  an  expense  of  $10,003.50.  It  does  not 
appear  that, the  Government  in  any  way  guaranteed  this  machinery, 
that  its  action  was  any  more  than  indicating  a  source  from  which 
claimant  might  procure  machinery  and  that  no  responsibility  for 
the  performance  of  the  same  was  undertaken.  It  also  appears  that 
this  machinery  became  broken  in  the  machining  of  the  forgings  de- 
livered to  and  paid  for  by  the  French  Government.  It  is  therefore 
the  opinion  of  this  siection  that  this  item  was  properly  disallowed. 

5.  Item,  (c). — This  item  is  for  machine  work  on  forgings  done  be- 
fore the  contract  of  June  10.  with  a  view  to  finding  what,  if  any, 
changes  were  necessary  in  the  forgings  to  fit  them  for  machining 
under  the  United  States  contract.  This  item  might  well  become  the 
subject  of  an  allowance  on  quantum  merpit  were  it  not  for  the  state- 
ment in  claimant's  letter,  dated  June  18, 1920,  to  the  Ordnance  Claims 
Board :  "  We  agreed  with  Capt.  Harrison  to  apply  this  expense  to  the 
contract  under  consideration." 

6.  Items  {d)  and  (/). — Item  (rf)  is  for  chipping  and  filing  forg- 
ings furnished  by  the  Carbon  Steel  Co.  in  ascertaining  the  depths  of 
defects  appearing  on  the  surface  of  the  forgings,  and  item  {f)  for 
work  done  on  forgings  furnished  by  the  Carbon  Steel  Co.  which 
proved  defective.  Claimant  relies,  as  to  these  items,  upon  statements 
from  Capt.  Harrison  that  such  allowances  would  be  made.  These 
negotiations,  however,  were  all  prior  to  the  execution  of  the  contract 
and  are  not  provided  for  in  the  contract.  It  is  further  true  that 
these  forgings  were  delivered  to  the  French  Government,  and  it  ap- 
pears from  letter  dated  August  7,  1919,  from  the  French  High  Com- 
mission to  claimant  that  these  charges  were  assumed  by  the  French 
Government.  It  is  the  opinion  of  this  section  that  these  items  were 
properly  disallowed. 

7.  Item  {e) . — Claimant  states  that  this  item  refers  to  engineering 
work  done  in  conjunction  with  the  forgings,  to  numerous  conferences 
with  the  Ordnance  Department  officials  and  French  officials,  and  to 
work  done  prior  to  the  contract  in  trying  to  arrive  at  an  understand- 
ing as  to  what  the  contract  would  cover ;  that  the  item  is  made  up  of 
time  expended  on  engineering,  of  traveling  expenses  and  hotel  bills. 
It  is  the  opinion  of  this  section  that  this  item  is  chargeable  to  over- 
head and  was  properly  disallowed  here. 

8.  Item,  {g)  was  withdrawn  by  claimant. 
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9.  Item  (A). — This  item  is  for  losa  on  shop  operations  due  to  can- 
cellation of  contract.  Mr.  Lutz  testified  that  this  item  was  based 
on  the  fact  that  the  (lovernment-owned  equipment  was  allowed  to 
remain  at  claimant's  plant  from  the  date  of  suspension,  December  10, 
1918,  to  Ju||[,  1919,  and  that  this  loss  was  due  to  the  fact  that  claim- 
ant was  unable  to  make  use  of  its  entire  shop  unt^  the  machinery 
was  removed.  The  last  paragraph  of  article  1,  of  the  supplemental 
contract,  dated  .Tniy  27,-1918,  for  increased  facilities,  provided  that 
"All  increased  facilities  which  are  the  property  of  the  United  States 
will  be  removed  without  cost  to  the  contractor  within  one  year  after 
completion  of  the  performance  of  this  contract,  or  additional  con- 
tracts in  the  performance  of  which  such  increased  facilities  ai-e  used.*' 
Inasmuch  as  the  machinery  was  moved  within  the  time  limit,  there 
is  no  liability  on  the  (lovernraent  thereunder.  This  item  was  jiTOp- 
erly  disallowed. 

10.  Item  (i). — Under  this  item  the  Ordnance  Claims  Board  al 
lowed  the  sum  of  $4,595.03,  covering  the  cost  of  certain  additional 
equipment  provided  under  supplemental  contract  of  July  27,  1918,  - 
which  had  not  already  been  paid  for  and  the  labor  cost  of  installing 
such  facilities  at  the  rate  of  $2.50  per  hour.  Claimant  is  allowed  this 
amount  based  on  the  audit  of  the  Philadelphia  district  board.  It 
does  not  appear  that  the  claimant  is  entitled  to  any  further  sum. 

11.  Item  {j)  .—This  item  is  for  interest  on  the  amount  here  claimed. 
It  has  been  consistently  held  that  interest  will  not  be  paid  except 
where  provided  by  statute  or  by  the  terms  of  the  contract  itself.  In 
the  absence  of  any  specific  agreement  this  item  was,  therefore,  prop- 
erly disallowed. 

12.  Item  {k). — This  item  is  for  cost  and  expense  in  connection 
with  the  purchase  of  two  Bickett  planers  which  claimant  purchased 
to  supplant  two  old  type  planers  which  it  had  in  its  factory  and 
which  were  intended  to  be  used  on  the  United  States  contract.  The 
old  type  planers  were  then  used  on  other  work.  These  planers  were 
not  included  in  the  estimate  of  machinery  No.  2290  which  was  con- 
sidered, and  the  cost  of  which  was  included  in  the  price  of  $105  per 
forging,  nor  was  it  included  in  the  machinery  authorized  to  be  pur- 
chased by  the  supplemental  agreement  of  July  27,  1918.  It  is.  there- 
fore, the  opinion  of  this  section  that  this  item  was  properly  dis- 
allowed. 

13.  Item  (J). — This  item  consists  of  proper  deductions  due  the 
United  States  account  of  its  advance  payment  of  $30,000.  plus  inter- 
est, and  the  cost  of  one  forging,  plus  freight,  furnished  by  the  United 
States,  which  was  spoiled  by  claimant,  less  a  scrap  value  of  $15.  A 
further  counterclaim  of  an  amount  charged  for  the  United  States 
equipment  is  not  pro|>er  in  view  of  the  fact  that  the  equipment  pur- 
chased by  claimant  under  the  original  estimate  has  been  considered 
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aa  amortized  to  the  extent  of  60  per  cent  by  its  use  in  machining 
forgings  delivered  to  the  French  Government. 

14.  Based  upon  these  findings,  the  Ordnance  Claims  Board  made 
an  award  to  claimant  oj  a  total  amount  of .  $7,882.74,  composed  of  the 
item  of  $3,287.71,  the  unamortized  portion  of  the  cost  of  facilities, 
And  $4,595.03,  the  unpaid  cost  of  increased  facilities,  from  which 
was  deducted  the  sum  of  $838.30  for  the  spoiled  forging  and  $30,000, 
plus  interest,  for  the  war  credits  loan,  making  a  net  award  of 
^2,455,56,  plus  interest,  due  the  United  States.  This  award  of  the 
Ordnance  Claims  Board  is  approved  and  affinned. 

DISPOSITION. 

The  Appeal  Section  transmits  its  decision  to  the  Ordnance  Section 
for  action  in  accordance  with  the  opinion. 

Lieot.  Col.  McKeeby  concurring  for  the  Appeal  Section:  Co!. 
Morrow  concurring  for  the  War  Department  Claims  Board. 
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Case  Ko.  2998. 

In  re  CLUK  OF  MAXWELL  MOTOB  CO. 

I.  CLATH  AUD  DECISIOH. — Claim  DDder  the  aot  of  Maiali  >,  IVIO,  for  f4*>14S>>S 
(after  dednetliiK  wItk^  offer)  based  upon  oral  agreenests  for  fnmiBhliiE 
annieroDi  Itemi  of  fnrsftnre  and  flztnrei,  equipment  and  faolUtlea  In  eon- 
neotlon  with  MTeral  formal  ooit-plni  oontraoti.  Seld,  claimant  li  entitled 
to  relief  on  oertafn  Itemi. 

Maj.  Hill  writing  the  opinion  of  the  Board. 

This  is  a  class  B  claim  under  the  act  of  March  2, 1919,  for  $49,143.35 
(after  <!ediicting  salvage  offer)  for  sundry  items  of  office  furniture 
and  other  facilities  alleged  to  hare  been  furnished  by  claimant  upon 
request  of  various  officers  for  use  in  connection  with  several  formal 
cost-plus  contracts. 

A  hearing  has  been  had  upon  this  claim. 

FINDTNOS  or  FACT. 

1.  Claimant  in  1918  was  engaged  upon  several  formal  cost-plus 
contracts  with  the  Ordnance  Department  for  the  making  of  tante, 
tractors,  and  parts.  The  work  was  being  done  at  its  Chalmers, 
Dayton,  and  ffew  Castle  plants.  At  each  of  these  plants  inspection, 
engineering,  production,  and  accounting  officers  were  stationed  to 
supervise  the  work.  Upon  request  of  various  officers  claimant  sup- 
plied furnishings  and  fixtures  for  offices,  equipment,  and  facilities 
for  increasing  production  under  the  contracts.  When  bills  for  these 
items  were  presented  to  the  accounting  office  force  it  became  apparent 
that  the  items  could  not  be  allocated  to  any  particular  contracts 
because  their  use  was  general  upon  all  contracts.  Kegotiatioos  were 
begun  looking  toward  the  execution  of  a  facilities  contract  to  cover 
these  various  items,  but  the  negotiations  were  interrupted  by  the 
armistice. 

2.  The  items  here  claimed  were  first  included  in  the  proposed  set- 
tlement of  the  formal  contracts,  but  were  under  instructions  sepa- 
rated and  presented  in  their  present  form.  The  detailed  statement 
is  contained  in  Exhibit  R  attached  to  the  file. 

3.  At  the  New  Castle  plant.  First  Lieut.  Harry  A.  Mitchell,  Ord- 
nance, Army  inspector  of  ordnance,  made  the  requests  upon  which 
various  items  were  furnished  by  claimant. 

4.  At  the  Chalmers  plant,  Capt.  Norris  W.  Osbom,  Ordnance, 
Army  inspector  of  ordnance,  and  First  Lieut,  B.  M.  Lasley,  Ord- 
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nance,  in  charge  of  engineering  in  the  development  of  the  5-ton 
tractor,  requested  various  items  which  were  furnished  by  claimant. 

5.  At  the  Dayton  plant,  Capt.  Albert  G.  F.  Buehler,  Ordnance. 
Army  inspector  of  ordnance;  Capt.  J.  B.  Bubb,  Ordnance;  and  Capt. 
Frank  M.  Seig,  Ordnance,  in  charge  of  engineering  in  the  develop- 
ment of  6-ton  tractors,  requested  various  items  which  were  furnished 
by  claimant. 

6.  The  claim  includes  items  for  the  cost  of  additions  to  the  build- 
ings A  and  D  at  Dayton,  which  were  begun  but  not  completed.  Mr. 
Louis  J.  Horowitz,  Assistant  Chief  of  Ordnance,  in  charge  of  tanks, 
stated  that  during  September,  October,  and  November  he  was  nego- 
tiating with  Mr.  W.  L.  Mitchell,  president  of  claimant  company,  for 
terms  upon  which  production  of  6-ton  tanks  could  be  increased;  that 
he  tried  to  persuade  Mr.  Mitchell  to  increase  facilities  with  a  view  to 
absorbing  the  cost  of  new  buildings  in  the  price  to  he  received  for. 
future  tanks;  that  Mr.  Mitchell  declined  to  consent  to  this  arrange- 
ment, but  that  Mr.  Mitchell  did  yield  to  his  request  to  undertake 
construction  of  additional  facilities  at  Dayton  in  advance  of  method 
for  their  payment  being  definitely  settled;  and  that  the  armistice 
was  declared  while  negotiations  were  pending.  Claimant  was  then 
instructed  to  cease  work  on  the  new  building  project. 


1.  It  is  the  opinion  of  this  section  that  in  1918,  prior  to  November 
12,  claimant  supplied  various  items  of  furniture  and  fixtures,  equip- 
ment and  facilities  listed  below  upon  the  requests  of  Mr.  Louis  J. 
Horowitz,  Assistant  Chief  of  Ordnance ;  Capt.  Albert  G.  F.  Buehler, 
Ordnance;  Capt.  J.  B.  Bubb,  Ordnance,  and  Capt.  Frank  M.  Seig, 
Ordnance;  Capt.  Norris  W.  Osborn,  Ordnance,  and  First  Lieut. 
B.  M.  Lasley,  Ordnance;  First  Lieut  Harry  A.  Mitchell,  Ordnance, 
and  that  agreements  thereby  arose  whereby  the  Government  is  obli- 
gated to  reimburse  claimant  for  ita  expenditures  for  such  items. 
This  Board  is  unable  to  determine  without  an  audit  whether  claiin- 
ant  has  been  reimbursed  for  any  of  the  items  included  herein,  or 
whether  the  price  set  against  each  item  is  correct.  An  audit  will  be 
made  for  these  purposes  before  any  payments  are  made  hereunder. 

NEW    CASTLE   PLANT, 

2.  The  following  items  were  supplied  at  the  request  of  Lieut, 
Harry  A.  Mitchell : 

Install  hand-power  crane  and  trolley  system,  C.  W.  O.  21644 |S42.  ll 

Boild  private  office  and  consultation  room  on  ground  floor  west  of 

receiving  room,  C.  W.  O.  2378 IIB.  DC 

Install    heating  system   in  private  office  and  consQltatlon   room  on 

grotmd  floor  west  of  receiving  room,  C.  W.  O.  2319 •,  406. 62 
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Insuil  ten  tally  boards  Id  nbove  olliw.  C.  W.  O.  2481 *81. 18 

Build  three  office  toome  10  by  20  feet  each  for  Ordnance  and  Stores 

Uoveriiment  men,  C.  W.  O.  7246 &8S.5ft 

BnlUl  Innpectioii  office  for  (iovemment  Inspectors,  C.  W.  O.  8311 175. 64 

-      ■      "  76.63 

456. 6» 
97.  «2 
fil9.88 


Trolley  system  for  handling  bar  steel,  C.  W.  O.  14929 84. 19 

Build  shelter  over  stock  rack,  G.  W.  O.  15892 322. 08 

Build  storage  shed  for  Uovemiuent  scrap,  C.  W.  O.  21402 83.80 

Build  nddltloiiul  shed  for  (iovenimeot  scrap,  C.  W.  O.  21693 348. 30 

Build  covering  over  top  of  Inspection  office,  C.  W.  O.  20717 31.89 

Build  Innpectlon  and  assembly  room,  C.  W.  O.  20705 698, 17 

Build  addition  to  Goveruuieiit  uccountlne  office,  third  floor,  C.  W.  O. 

20706 113.47 

Build  addition  to  ordwiuce  office,  lirat  floor.  C.  W.  O.  24424 229.17 

Build  office  for  Government  accountant  20  by  20  feet  on  third  floor,  C. 

\V.  (I.  :i4496..- 564.82 

Heat  In  ordnance  office,  fli-st  floor,  C.  W.  O.  21642 268.37 

Build  shed  over  cold  saws  south  of  building  17.  C.  W.  O.  21625 984. 34 

1  set  apothecary  scales,  5  pound  capacity,  C.  W.  O.  8841 16.(8 

1  set  uiwttiecar}-  scaler,  5  pound  capacity,  0.  W.  O.  8342 17.09 

3  hard-seat  i-evolvlug  clialrs,  C.  W.  O.  8336 27.68 

6  hard-seat  revolving  chairs.  0.  W.  O.  14915 55.38 

1  iMt  liy  32  liii'b  Hal-top  desk  wlih  two  clialrs,  C.  W.  0. 14800 61. 23 

1  72  by  36  oak  table.  C.  W.  0.  20638 30.00 

1  0I>  b,v  34  liy  30  hicli  flat  tiiliie,  <'.  W.  <>.  2O630 34.20 

8.00 
46.57 


3  flat-top  desks,  1  typewriter  desk,  4  office  chairs,  0.  W.  O.  21411 207, 10 

1  electric  fan,  C.  W.  O.  21614 „ „  25.  00 

1  ten  lianh  key  comptometer,  C.  W.  O.  21623 300.00 

1  Nil.  3,  18-lnth  1'ndertt-o.Kl  tyl>enr,ter  No.  58761,  C.  W.  O.  21627 107.33 

1  60  by  60  h.v  30  flnt-top  desk,  C.  W.  O.  21698 39.50 

1  6-drawer  sanitary  typewriter  desk,  C.  W.  O.  21688 4(ym 

1  swivel  arm  chair,  C.  W.  O.  21688 13.50 

1  Xo.  3.  14-inch  No.  147882  I'nderwood  typewriter,  C.  W.  O.  25126 75.00 

'"  ~ ~-     —  - -           -      ~    --   -    ^  Of, 

34.00 


Install  15  niarotltes  In  Inspection  rooui,  C.  W.  O.  24500 271. 9( 

2  No.  1067  arm  fhairs,  0.  W.  O.  30798 28.50 

1  No.  71  typewriter  stand,  C.  W.  O,  30793 laOO 

Make  Inspection  benches,  C.  W.  (>.  21650 26.59 

Jnsfnll  60-lncli  old  bench  In  adapter  department,  C.  W.  O.  21407 -  49.45 

1  No.  338.  65  by  30-ineh  typewriter  desk.  O.  W.  O.  14900 35.00 

1  table  and  hood  for  bardonhig  gears  (T-IC),  C.  W.  O.  24448 137.0."> 

Install  two  small  furnares  for  heating  adapter  shells  for  lacqnertnfc, 

C.  W.  O.  21628 170.85 


3.  The  following  items  were  supplied  at  the  request  of  Capt. 
Norris  W.  Osbom: 

1  portable  Jib  crane  for  unloading  steel  out  of  cars.  C.  W.  O.  18062...    $148. 04 
IiLvtall  ilctits  for  new  loading  dock  to  creek  for  testing  motor  vehicles 
at  night  C.  W.  O.  17978 1,147.47 


Build  office  In  butldlnir  2,  flrst  floor,  for  Army  ofllce,  C,  W.  O.  5835.. _ 

Incloif  second  bay  of  biilldlug  5  for  storing  Government  efinlpment. 

C.  W.  O.  18121-- 
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Rearranging  north  end  of  building  2,  flrat  floor,  and  second  floor  to 

move  factory  atvountiug  depurinwiit  to  itecuiid  fliiur,  ('.  \V.  ().  17926-^34,  r>44. 48 

BxtenaiOD  to  office,  second  flour.  buUdlng  2.  C.  W.  O.  189&S G4tt.l5 

Ofllce  for  Government  a<.'countunt8  in  bulldioi  1,  second  floor,  O.  \V.  O. 

8999 J -v 374.24 

Oovernment  stock  office,  second  floor,  building  3,  O.  W.  U.  18911 193.17 

Exteod  partition  and  uiake  private  ofllce  for  Lieut.  Batchelder  and 

floor  building  2,  G.  W.  O.  18S38 397.06 

UiscelUneous  pipes  and  fittings  for  toilets 1,580,10 

Bins  for  tools,  third  floor,  building  4  for  Qoverniueiit  work,  C  W.  O. 

4967 23.').  30 

Extension  to  steet  rack  for  Quvernment  sleel  buUiUng  31,  C.  \V.  O. 

18057--"- 37,-.. «) 

6  racks  with  partitions  for  Uovemnient,  B/P,  C.  W,  (>.  .">&84 «2.  22 

1  rack  for  holding  (ioverniuent  steel  31  feft   Uin^  in  bnihlliig  31, 

C.  W.  0. 182K1-^ 


Back  for  micrometers  for  Government  tool  crib,  tbinl  floor  building 

4.  C.  W.  O.  18342 31.  .W 

Sbine  for  rcmeh  casting,  put  nxide  between  3  aixl  4.  r.  W.  (>.  1H46.1 U'l.OO 

6  steel  trays  on  rollers  for  tractor  flnal  esseniblj',  C.  \V.  (>.  184»4 17.1. 31 

S  ateerlng-clutch  shaft  racks  for  tractor  stock  room.  C,  W,  O.  1833.1---  100.  7;i 
New  shelves  for  fniuges  In  Qovernnieut  tool  crib,  st-cond  floor,  building 

4,  C.  W.  O.  18485 ."lO.  r^ 

10  horses  for  assembling  flrst  floor,  building  2,  C.  W.  O.  18S07 33.3.1 

2S  boxes,  25  by  25  Inches,  with  four  compartments  for  Government 

stock  room,  C.  W.  O.  18554 22. 00 

Installing  electrical  fan  In  Government  Insiiector's  otflce,  third  floor, 

building  4.  C.  W.  O.  18334 _' 130.  .W 

Four  cushlous  for  Mr.  Spreen'a  offlce,  C.  W,  O.  18620 ;1. 40 

Stock  bin  for  block  test,  C.  W.  O.  18624 10ft.  48 

1  cabinet,  30  by  18  by  23}  Inches,  with  9  shelveH  for.r'Ovenimeiit  cost 

books,  a  W.  0. 18648 41.  21 

Hack  In  Government  tool  crib  for  broaches,  C.  W.  O,  18178 16.  Ill 

10  intennedlate  shaft  racks  for  stock  room,  building  2,  third  floor, 

G.  W.  O.  18536 14. 14 

10  countershaft  racks  for  use  In  stock  room,  third  floor,  building  2. 

C.  W.  O.  1S537 - - 21.48 

1  desk,  8  feet  long,  with  two  drawers  and  cupbomil  on  top,  fur  lns|>ec- 

tlon  d^wrtment,  C.  W.  O.  18723 71.01 

1  No.  126  oak  desk  and  1  No.  19  onk  chair,  (\  W.  ().  18007 ,  48,  .■« 

1  No.  3  14-Inch  No.  222795  Underwood  tjpewrlter,  O.  W.  O.  18007 91. 13 

5  No.  330  mahogany  arm  choirs,  C.  W.  0. 18007 45. 00 

2  No.  2020*  oak  swivel  ■'  Taylor  "  chairs,  C.  W.  O.  1S007 33. 12 

1  No.  B3B0  light  oak  Jaspw  staiographer's  desk.  O.  \V.  O.  18007 36.  liX 

«  R  Eclipse  inkwells,  C.  W.  O,  18007 5.  W) 

S  round  small  double-ease  plates,  C.  W.  O.  18007 -  2.5(1 

2  No.  330  oak  arm  chalre,  C.  W.  O.  18007 - 17.  00 

1  No.  2002  oak  leg  chairs,  0.  W.  O.  18007— 7.  50 

1  No.  321  oak,  72  by  36  Inch  tnble,  C.  W.  O.  1R007 26.00 

3  bmss  cuipldors,  C.  W.  O.  18007 3.  7.1 

1  No.  C250,  50-lncb  light  oak  sti-nograpber's  ileHk,  C.  W.  I).  18007 20.  2.1 

1  No.  288,  50-lnch  Murphy  Rte[i<«rapher's  Clialr.  C.  W,  (),  13007 0,  71 

2  eWnch  oak  desks,  at  $34  each,  C.  W.  O.  18007 68.  00 

1  No.  3.  12-Inch  No.  224361P  Underworal  t.vpe\vrlter.  C.  W.  O.  18007 87. 08 

1  3i-lnch  oxidlaed  costumer.  C.  W.  O.  18007— 6.  J7 

2  28-51  tables,  at  »16.75  each,  less  10  per  cent.  U.  W.  O.  18007 30.1."i 

1  flat-top  desk,  No.  377;  2  chnltit.  No.  2001},  I.leut.  Buehler's  office 01.08 

1  stenographer's  chair,  Lieut.  Bnehler'a  iifflce 8.  <»0 

1  eO-Inch  flat-top  desk,  for  Private  GimmI's  ofll<f.-_ 30.  00 

1  desk  chair,  for  Private  Good's  ofllce 6.  .'lO 

1  straight  back  chair,  for  Private  llt.od'K  offlc..    6.00 

1  clothes  tree  for  Private  Good's  office —  .'(.,10 

12  No.  57  wood  stools,  30  Inches  high:  1  flat-tiip  "IHce  desk,  r-100; 

and  1  No.  250  swivel  arm  chair,  for  United  States  Iiisiiectloti -  .17.00 

1  Triumph  punch,  for  Government  or<ler  department 2.00 

1  typewriter  desk,  oak.  for  Lieut.  (Hborn's  office 38.00 
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1  typewriter  chair,  for  Lieut  Osbcrn's  office 17.  SO 

S  oak  flat-top  desks,  32  by  60,  for  accounting  departmeot ;  5  oak  swivel 

chairs  without  arms,  for  accounting  department 324, 45 

1  oak  flat-top  desk.  No.  0360  and  1  oak  swlrel  chair  without  arms,  fur 

Lieut.  Osborn's  office L 49.95 

1  tj-pewrlter  desk  No.  0250  for  production  office,  Ordnnnce  l!>ppart- 

ment  bulldtag  No.  2,  first  floor,  and  1  chair  for  same',  No.  19 43. 42 

1  donble  pedestal  oak  typewriter  desk  and  1  oak  typewriter  desk 

chair  lor  Lieut.  Oaborn 45.  50 

1  oak  desk  34  by  80,  for  Lieut  Ofrorer,  Production  Division  building 

No.   2 '45.1)0 

1  oak  Bwlvel  chair  for  Lieut.  Gfrorer,  Production  Division  building 


as,  for  Lieut  Qfrorer,  Production  Division 


I  each,  for  Army 


1  combination  filing  cabinet. . 

1  typewriter  desk  No.  20  and  1  typewriter  cliair  No.  19  (for  Govern- 

ment office  building  No,  1,  second  floor) 

2  sets  metal  book  ends,  at  25  cents  pair 

1  typewriter  desk,  at  S27.50,  less  10  per  cent,  (or  Lieut.  Gfrorer's  office 
1  double  pedestal  oak  desk,  flat  top;  1  stvlvel  chair  for  same,  oak  No. 

636 ;  1  four-drawer  steel  filing  cabinet  with  lock ;  1  double  pedestal 

ouk  stenographer's  desk  No.  20;  1  oak  stenographer's  clialr  for 

same  No.   16  W,    for  Govenunent  accounting  department,  Mr. 

Bendal's  office ^•- ■. 

1  fiat-top  oak  desk,  34  by  60.  at  $45 ;  1  oak  swivel  chulr  for  same,  at  $11, 

for  Lieut.  Gfrorer,  bulldli.3:  No,  2,  second  floor,  production  office 

1  4-drBwer  Shaw-Walker  steel  cabinet    with    lock,  for    Govermnest 

accounting  department 

1  oak  flat-top  desk.  34  by  60.  $45 ;  1  desk  chair  swivel  without  arms, 

$11;  2  plain  chairs,  $6  e^cii.. 


3  Shaw-Walker  fliing  cabinets.  Government  purchasing  department 117. 45 

2  oak  flat-top  desks  No.  953  and  2  oak  chairs,  swivel.  No.  8071,  for 

Government  office  building  No.  1.  second  floor 121.06 

1  No.  50,  3  by  5,  card  cabinet;  1  No.  55,  6  by  8,  card  cabinet;  1  No.  60 

letter  unit 46. 35 

4.  The  following  items  were  supplied  at  the  request  of  first  Lieut. 
B.  M.  Lasley : 

Move  partition  one  bay  sooth  of  Government  drafting  room,  second 

floor,  building  No.  1 1 $1,046.74 

Office  for  Capt  Lasley,  second  floor,  buMdlrg  No.  1,  C.  W.  O,  4586„  193.39 
Government  drafting  room,  second  floor,  building  No,  1,  C,  W.  0. 18271  231.43 
Rearranging  south  end  of  building  No.  1  of  Brst  floor  for  eselustve  use 

of  Government  experimental,  C.  W.  O.  5184 6,831. 53 

One  steel  rack,  32  feet  long,  In  building  No.  1,  for  tractor  steel,  C.  W.  O. 

18339. 474.88 


1  No.  207  B.  M.  wardrobe,  C.  W.  O.  1800T 

8  No.  2275,  42  by  60  Inch  drawing  boards ;  8  No.  2291  pairs  hors 
6  T  squares,  and  8  drawing  stools,  0.  W.  O.  18007 

1  No.  3,  H-lnch  No.  222628  Underwood  typewriter,  C.  W.  O.  18007— 
3  brass  cuspidors,  $1.25  each,  C.  W.  O,  18007 

2  No.  13  chairs,  C.  W.  O.  18007 

2  Boston  pencil  sharpeners  for  Lieut.  Lesley's  office,  Ot  $1  each 

1  B  550  L.  oak  stenographer's  desk.  C.  W.  0. 18007 

1  Mahogany  flnlah  steel  letter  file,  C.  W.  O.  18007 

i:oiired.T,GoO(^lc 


57.15 

80.00 

249.60 

91.18 

3.76 

15.30 

2.00 

S6.68 
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5.  The  following  items  were  supplied  at  the  request  of  Mr.  Louis 
J.  Horowitz,  Assistant  Chief  of  Ordnance: 


AddfUoD  to  bulldlDg  A,  not  completed.  C.  W.  0. 16341 8, 988.  «S 

6.  The  following  items  were  supplied  at  the  request  of  Capt.  Albert 
G.  F.  Buehler: 

Bullil  offlpe  for  ordnance  Inspector,  C,  W.  O.  ]4flTO $378.  TO 

Build  Government  lnjii>ectloii  officp  in  motor  usafmbly.  C-  W.  O.  14l»64_  108. 68 
Build  shed  roof  on  east  aide  of  asif  a»J«-iiibly  to  store  fJoverniuent 

Btocb,  C.  W.  O.  14976 301.93 

Build  Government  wrap  shed,  C.  W.  O.  14994 123.23 

Build  office  for  Government  auditor.  C.  W.  0. 14963 169.  47 

KncloRe  salvat^  inniiectloii  room  north  of  butldinit  M  to  make  room 

for  Gwemnieiit  work.  <;.  W.  O.  IWfil _ ■. 218.86 

Steel  stock  rack  for  Htnicturul  «teel  dcpartini-nt,  C.  \V.  O.  14950 48. 91 

Temporary  shed  ront  over  greose  barrelw,  18  by  72  (Government  ntor- 

Afse),  C.  W.  O.  15088 i>3.22 

Build  scrap  Kbe<l  for  InKiwetlon  di'purtuieiit  22  by  in  fet-t  for  Gov- . 

emuient  scrap,  C.  W.  O.  imtB 108.21 

Build  shed  roof  at  east  end  of  building  B.  17  by  IC  feet,  for  storing 

tractor  stock,  C.  W.  O.  13100 338.68 

Temporary  she<I  over  nteel  stock  on  plntfomi.  C.  W.  O,  15089 BT.SO 

1  bin  for  storing  Oovemment  stock,  C.  W.  O.  15167 _..  263.29 

Bench  and  assemblf  racks  to  be  used  on  tractor  aHcemblr,  C.  W.  O. 

15045 791.79 

Install  air  line  tn  buildint;  D  for  tractor  assembly,  C.  W.  U.  15079 400.  77 

3  benches  for  motor  inspection  depuitment  for  Uoveriinieiit,  C.  'W.  U. 

15142 — ._  120.17 

Build  olBce  for  Government  auditor,  U.  \V.  O.  loI4.") i_-  659.  56 

1  bin  fur  Government  stock  room  for  storlnic  Government  stock, 

C.  W.  O.  15168._ 242.  39 

3  benches,  26  by  26  Inches,  in  motor  machine  shop.  Government, 

C.  W.  O.  15176 26.20 

12  asneuibly  racks  to  be  used  on  6  ton  tractor,  C.  W.  O.  15214 16.07 

Build  three  trucks  for  assembly  room.  G.  W,  O.  10231 9.  24 

Build  bins  for  Govermnent  stock  bulldlns  M.  C.  W.  O.  15228 842.36 

10  bucks  tor  assembly  Buda  motors,  C.  W.  O.  15232 68.  70 

Inspection  room  for  Government  parts  In  machine  shop,  C.  W.  O. 

15240 100.25 

1  oak  costumer,  No.  361,  C.  W.  O.  14W4 5.14 

I  oak  desk  S-16,  C.  W.  O.  14954 _.. _  38.22 

1  oak  chair.  No.  52»7,  C.  W.  O.  14954... 


1  W.  L.  oak  chair.  No.  152,  C.  W.  O.  14054 10.14 

1  oak  desk,  0-160,  C.  W.  O.  14854 27.78 

1  S-63  desk,  T-3177.  C.  W.  O.  15124 40.50 

1  colonial  chair,  T-3178,  C.  W.  O.  15124 10.80 

1  No.  14O0  letter  crib  T-3179.  C.  W.  O.  15124 ?,  11. 25 

7.  The  following  items  were  supplied  at  the  request  of  Capt.  J.  B. 
Budd: 


Addition  to  office  for  Capt.  Bodd,  O.  W.  O.  l.'>233 121. 60 

1  oak  desk  No.  S-63i,  purchased  from  Buntell-Itoth  Co.,  G.  W.  0. 14954 

(P.  O.  215152) . 38.22 

2  swivel  chairs,  No.  1417i,  G  .W,  O.  14954 34.80 

—    — gg  22 

11. 00 
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1  No.  361  oak  eostumer.  T-3186,  C.  W.  0. 149M $5. 50 

1  No.  422  steel  flliag  cabinet,  T-3364,  C.  W.  O,  14954 46.  BO 

1  S-e  typewriter  oak  desk,  T-S185,  C.  W.  O.  14964 42,00 

lM-60  oak  table,  30  by  60,  T-3001,  C.  W.  0. 14954 IS.  50 

2  No.  453  bentwood  oak  chairs,  T-3339-33a0,  C.  W.  O 7. 60 

1  No.  300  oiik  desk,  T-3203.  C.  W.  O.  149r.4 52.20 

1  Nu.  1139i  oak  chair,  T-31.')2,  C.  W.  O.  14954 16.98 

1  BemlugtoD  typewriter.  No.  10  RL  81815 

8.  The  following  items  were  supplied  at  the  request  of  Capt. 
Frank  M.  Seig: 

Make  necessary  changes  In  Goventiuent  draftiag  room,  C.  W.  O.  1496S-  |118. 74 

Make  30  Inkwell  stands  for  Government  use,  0.  W.  O.  14^53 28.38 

4  desk  lamps,  No.  8734,  Emerollte,  C.  W.  O.  14054 39.20 

2  drawing  boards,  T-3428-3429,  C.  W.  O.  14954 42.20 

2  flllug  ciiblnets  T-3591-3592,  G.  W.  O.  16124 340.00 

DiaPOfllTION. 

The  Appeal  Section  will  make  and  transmit  a  statement  of  the 
nature,  terms,  and  conditions  of  the  agreement  and  Certificate  C  tt) 
the  Ordnance  Section  for  action  in  accordance  herewith. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Deceubeb  20, 1920. 
Case  No.  3032. 

In  re  CLAUI  OF  XDrSBAFOLIS  SISXL  &  KACEIVERT  CO. 

1.  KATSBIAIS  AlTD  PBODIICTIOn— ACQTTISITIOK  Ot  DT  ZZCEBS  07  SZIST- 
IHQ  COHTXACTS— OOTSEinCEITT  KEEBS.— When  a  eontractDr  while 
operatlUK  nnder  BoTennnent  oontr&oti  aeqnlrei  material  in  exeeii  of  n- 
qnlmnenti  tor  thOH  «xlttlaK  auutisetf,  partlj  is  expeetatlon  of  IntMte 
oostiAota  and  partly  bManie  ef  oouttaotor'i  Toluntary  ohanK'  ^b  U>b  hm 
of  materUU,  tHe  aorernment.  in  tke  abtenee  of  a  ipeolflo  arreeiBent,  li 
Bot  bound  to  Telmbnrie  low  oanied  thereby.  Mere  Dnrtntr*  *^i  leqneitt 
by  Oovemment  aK^nt*  upon  nannfaetnreT  to  keep  a  tnfflelent  inpply  of 
raw  material  on  hand  lo  ai  to  keep  In  eontinvoni  prodnotlon  and  be  aUe 
to  take  future  orderi  lo  long  ai  the  prodnotlon  ii  needed  by  the  Govern' 
■eat,  wlthont  apeolfj^ng  the  amount  of  the  HJttarlal,  prlee,  or  duration 
of  the  need  of  luoh  prodnetion,  inch  nr^nKi  and  reqieiti  are  too  Tarne 
and  Indeflnlte  to  eoaititute  aa  apeement  under  the  aot  of  Marah  8,  I&IB. 

9.  CLAm  AHD  DECIBIOH.— Claim  nnder  the  aot  of  Karoh  9,  1B19,  for  fSl.SeS.lB 
bawd  upon  an  Informal  agtreemeot  for  iteel  ihelli. 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

FINDINGS  OF   FACT. 

The  Board  finds  the  foUowing  to  be  the  facts : 

1.  This  case  ia  presented  as  arising  under  the  act  of  March  2,  1919, 
and  is  for  $94,256.84,  arising  out  of  the  purchase  of  high-speed  tool 
Eteel  and  stellite  by  the  claimant  for  use  in  connection  with  an  al- 
leged infonnal  agre^nent  for  the  manufacture  of  155-millip)eter 
shellB.  The  claimant  offers  a  salrage  value  of  $12,694,66  for  indirect 
material,  leaving  a  net  claim  of  $81^2.19. 

2.  It  appears  that  the  claimant  c(»npany  had  a  contract,  No. 
(t-A-164,  dated  July  16, 1917,  with  the  Ordnance  Department,  United 
States  Army,  for  machining  200,000  155-millimeter  shells,  which  was 
completed  in  the  early  summer  of  1918.  Before  the  completion  of 
this  contract  another  contract,  No.  G-'648-889-A,  for  machining 
200,000  155-millimeter  shells,  was  awarded  the  claimant  under  date 
of  January  31,  1918.  This  second  contract  has  also  been  settled  and 
contractor  fully  paid. 

3.  On  November  1,  1918,  when  the  second  contract  was  about  50 
per  cent  completed,  the  claimant  received  a  procurement  letter  for  a 
third  contract,  No.  P-18060-4445-A,  for  machining  200,000  shells. 
This  letter  was  signed  by  Capt.  H.  S.  Garrett,  projectile  section,  Pro- 
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curement  Division,  Ordnance  Department,  United  States  Army,  and 
OD  November  12.  1918,  a  contract  was  prepared  io  accordance  with 
the  terms  of  this  procurement  letter.  However,  no  work  was  ever 
done  on  this  contract,  and  on  December  10,  1918,  the  same  was  sus- 
pended. 

4.  The  claim  for  $81,562.19  includes  an  item  of  $5,335.29  for  inter- 
est on  this  amount  from  date  of  suspension  of  the  last  contract. 

5.  After  settlement  was  made  on  the  first  and  second  contracts  and 
before  June  30,  1919,  this  present  claim  for  indirect  material,  includ- 
ing drills,  cutters,  spades,  tool  steel  and  stellite,  was  included  in  the 
claims  on  those  two  contracts  before  the  Chicago  district  ordnance 
board.  However,  this  claim  was  disallowed  in  the  settlement  of  these 
first  two  contracts,  ns  the  material  in  question  could  not  be  allocated 
to  either,  it  lieing  in  excess  of  the  requirements  for  both  the  con- 
tracts. The  claimant  then  set  up  this  claim  as  arising  out  of  con- 
tract No.  P-18050  1H5-A,  and  same  was  disallowed  by  the  Chicago 
board  and  by  the  Ordnance  Section  of  the  War  Department  Claims 
Board  because  the  material  was  purchased  long  before  the  date  of 
that  order.  This  last  course  has  been  abandoned  by  the  claimant, 
and  it  has  now  presented  its  claim  to  the  Appeal  Section  as  a  class  B 
claim  arising  out  of  an  alleged  informal  agreement,  which  led  to 
the  giving  of  contract  No.  P-18050-4445-A,  on  November  1,  1918, 
under  which  no  work  was  done  and  no  expenditures  made,  and  was 
suspended  on  December  10, 1918. 

6.  The  claimant  contends  that  at  the  time  the  first  two  contracts 
were  given  it  was  asked  to  take  much  larger  contracts  than  it  did, 
and  that  the  officers  of  the  Ordnance  Department  kept  urging  it  to 
do  all  possible  to  take  more  and  larger  contracts,  and  represented 
to  the  claimant  that  it  ^vould  be  given  contracts  just  as  fast  as  it 
progressed  with  this  work.  The  demand  of  the  Grovemment  for 
shells  was  great  and  urgent,  and  the  officers  of  the  Ordnance  Depart- 
ment urged  the  claimant  to  do  all  it  could  to  keep  in  continuous 
operation.  Claimant  further  alleges  that,  as  the  result  of  the  Gov- 
ernment demands  and  the  necessity  of  anticipating  requirements 
for  such  materials  as  are  in  question,  it  was  necessary  to  order  large 
quantities  far  in  advance  of  actual  schedules,  in  order  to  have  same 
on  hand  when  neede<l,  and  that  on  this  basis  the  claim  is  a  justifi- 
able one. 

7.  Mr.  George  M.  Gillette,  president  of  the  claimant  company, 
testified  that  when  his  company  got  contract  No.  G-648-389-A, dated 
January  31,  1918,  it  was  asked  to  take  a  contract 'for  300,000  or 
400,000  shells  in  place  of  200,000,  but  that  it  could  not  do  it,  as  that 
quantity  was  beyond  the  limit  of  the  company's  capacity.  And  dur- 
ing the  n^iotiationa  of  this  contract  and  continually  throughout  the 
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Spring  and  summer  of  1918  he  was  told  by  various  Giovernment  offi- 
cers, including  Capt.  H.  S.  Garrett,  that  the  demand  for  155-milli- 
meter shells  was  very  great  and  that  his  company  would  get  contracts 
for  the  same  just  as  fast  and  in  such  quantities  as  it  could  possibly 
produce.  And  that  it  was  very  necessary  that  claimant  keep  in  con- 
tinuous production,  and  the  officers  kept  urging  his  company  to  take 
more  and  larger  orders.  Mr.  Gillette  further  testified  that  during 
the  work  on  the  first  contract  it  found  that  stellite  was  better  for 
machining  the  shells  than  high-speed  tool  steel ;  that  it  was  thei'eafter 
used  much  in  place  of  the  tool  steel,  and  that  all  this  material  in 
question  was  bought  long  before  the  receipt  of  the  letter  of  Novem- 
ber 1,  1918,  informing  the  claimant  that  it  was  to  be  given  another 
contract,  and  therefore  it  can  not  be  allocated  to  that  contract.  He 
also  testified  that  this  material  could  not  be  allocated  to  either  of 
the  first  two  contracts,  but  was  purchased  on  account  of  the  urgings 
and  representations  of  the  Government  officers. 

8.  Mr.  C.  A,  Olsen,  managing  agent  of  the  claimant  company,  in 
addition  to  confirming  the  testimony  of  Mr.  GiUette,  testified  that 
the  change  to  the  use  of  stellite  in  place  of  tool  steel  was  made 
voluntarily  by  the  claimant  after  all  this  tool  steel  had  been  ordered, 
and  that  perhaps  some  of  this  steel  left  on  hand  was  due  to  the 
claimant's  change  to  the  use  of  stellite. 

9.  It  appears  that  thp  claimant  company  was  a  large  producer  of 
the  155-millimeter  shells  and  practically  the  entire  capacity  of  its 
plant  was  devoted  to  machining  ^ells,  although  it  also  had  contracts 
for  gun  carriages,  hoisting  engines,  and  was  engaged  in  a  small 
amount  of  commercial  work.  High-speed  tool  steel  was  used  in  the 
machining  of  shells,  and  in  view  of  the  contracts  which  the  claimant 
had  and  those  which  it  expected  to  receive  from  the  Government  it 
provided  i.tself  with  large  quantities  of  this  material,  the  purchase 
of  which  was  made  during  the  life  of  the  two  contracts  and  several 
months  before  the  claimant  was  notified  on  November  1,  1918,  that 
it  was  to  receive  another  contract.  Orders  for  most  of  the  tool  steel 
were  placed  in  March  1918,  while  work  on  the  first  contract  was  in 
process.  Mr.  Gillette  testified  that  the  claimant  had  not  expected  to 
use  this  material  befoi-e  the  early  pait  of  lOlO:  however,  it  was  pur- 
chased from  six  months  to  a  year  prior  to  that  time. 

10.  It  does  not  appear  that  any  Government  representative  in- 
structed the  claimnnt  to  purchase  any  of  tlus  material  in  escoss  of 
that  necessary  to  complete  the  contracts  which  it  then  had,  nor  docs 
it  appear  that  any  Govenmient  agent  specified  tlip  niaferial,  price,  or 
duration  of  any  future  orders,  except  the  claimant  was  told  that  the 
demand  was  very  great,  and  that  it  would  get  all  the  contracts  that 
it  could  possibly  fill,  as  long  as  the  war  lasted. 
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1.  It  can  not  be  said  that  any  of  this  material  in  question  wafi  pur- 
chased specifically  for  the  contract  which  the  claimant  received  on 
November  1,  1918,  under  which  no  work  was  ever  done,  as  the  ma- 
terial was  all  purchasd  months  before  Xovember  1,  1918,  the  claim- 
ant does  not  contend  that  the  material  was  purchased  for  either  of 
the  prior  contracts.  Furthermore,  the  same  was  in  ezross  of  that 
required  for  the  fuliillment  of  those  contracts. 

2.  Therefore  it  seems  that  the  only  question  to  be  decided  is 
whether  there  was  an  informal  agreement  entered  into  by  tlie  claimant 
and  the  Government  during  the  negotiations  between  iigents  of  the 
claimant,  principally  Mr.  Gillette,  and  the  Government  agents  in 
1917  and  1918,  whereby  the  Government  agreed  to  save  harmless 
the  claimant  in  purchasing  material  in  excess  of  that  requii'ed  to  fill 
the  contracts  which  it  then  had,  and  in  anticipation  of  future  orders 
from  the  Government.  The  claimant  contends  that  there  was  such 
an  agreement  on  account  of  which  it  purchased  this  material  in  ques- 
tion, and  on  atcount  of  which  it  is  now  asking  reimbursement. 

3.  It  is  the  opinion  of  the  Appeal  Section  that  there  was  no  such 
agreement  entered  into.  It  does  not  appear  that  any  Government 
representative  instructed  the  claimant  to  purchase  any  of  this  ma- 
terial in  excess  of  that  necessary  to  complete  its  then  contracts,  or 
that  the  Government  would  save  the  claimant  harmless  in  the  pur- 
chase of  same.  Nor  does  it  appear  that  any  Government  agent 
specified  the  material,  price,  or  duration  of  the  future  orders,  except 
the  contractor  was  told  that  tlie  Government's  demand  for  155-milli- 
meter shells  was  very  great  and  that  it  would  get  contracts  just  as 
fast  as  it  was  able  to  fulfill  same  and  just  as  long  as  the  war  lasted. 
It  is  true  that  the  claimant  was  very  desirous  of  producing  as  many 
shells  as  possible  for  the  Government  and  that  the  Government  was 
equally  desirous  that  its  demands  tor  sliells  be  satisfied.  Bnt  clearly 
the  purchase  of  this  excess  material  before  the  claimant  was  informed 
that  it  would  receive  another  contract  was — in  the  absence  of  authori- 
zation from  some  Government  agent  to  do  so — merely  a  business 
risk  which  the  claimant  assumed  in  its  desire  to  be  ready  to  take 
future  contracts  which  it  anticipated  the  Government  would  give. 
After  all  this  tool  steel  had  been  ordered  and  during  the  life  of  the 
first  two  contracts,  the  claimant  voluntarily  changed  from  the  use 
of  this  tool  steel  to  stellite,  because  it  was  found  to  give  much  better 
results,  and  it  is  due  to  this  change  that  a  large  part  of  the  tool  steel 
was  left  on  claimant's  hands.  Clearly  under  these  circumstances  the 
Government  can  not  be  held  responsible  for  such  purchases. 

4.  The  evidence  as  to  any  statement  made  by  Government  agents 
as  to  the  extent  of  futui^e  orders  for  shells  or  as  to  the  procurement 
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of  raw  materials  by  the  claimant  in  anticipation  of  future  orders  is 
indefinite  and  uncertain.  No  direct  statements  were  made,  and  the 
claimant  does  n<A  allege  that  there  were  any  direct  statements  made, 
by  the  Government  agents  requesting  claimant  to  procure  this  mate- 
rial or  that  the  Government  would  reimburse  it  for  same. 

5.  The  Board  of  Contract  Adjustment  and  the  Appeal  Section 
have  repeatedly  held  that  mere  urgings  and  requests  by  Government 
agents  upon  manufacturers  to  keep  a  sufficient  supply  of  raw  mate- 
rial on  hand  so  as  to  keep  in  continuous  production  and  be  able  to 
take  future  orders  as  long  as  the  production  was  needed  by  the  Gov- 
ernment and  as  long  as  the  war  lasted,  but  without  specifying  the 
amount  of  the  material,  price,  or  duration  of  the  need  of  their  pro- 
duction, such  urgings  are  too  vngue  and  indefinite  to  constitute  an 
agreement  under  the  act  of  March  2,  1919;  therefore  it  is  the  opinion 
of  this  section  that  the  statements  made  by  the  Government  agents 
to  the  claimant  in  this  case  did  not  constitute  an  agreement. 

6.  For  the  reason  stated  the  relief  prayed  for  is  hereby  denied. 

DISPOBinON. 

1.  This  section  will  enter  an  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Lieut.  Hendon  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Decrmber  21,  1920. 
Case  Ko.  3030. 

In  re  CLAIK  OF  L.  X.  COKSTOCX  A  GO. 

1.  OVERHEAD  EZPEHSE— COST  OF  TEE  WOIIK.— A  tnlKiontTactciT  vnaer  a. 
stand&rd  eoit-plui  contract  of  the  Camtrnctlon  Dlvliioii  terminated  In 
ACCardance  with  the  contract  i(  not  entitled  to  reimbnnement  «■  a  part 
of  the  coit  of  the  work  for  overhead  expense  in  preparli^  to  perform 
contract. 

Maj.  Hill  writing  the  opinion  of  the  Board. 

This  claim  is  before  this  section  under  (ieneral  Order  1023,  for 
$1,337.20,  on  appeal  from  a  disallowance  by  tbe  Chief,  Construction 
Service. 

■      FINDINGS  or  FACT. 

1.  The  Air  Nitrates  Corporation  had  a  contract  with  the  Con- 
struction Division,  dated  June  8,  1918,  for  the  construction  of 
United  States  Nitrate  Plant  No.  3,  Toledo,  Ohio.  This  contract 
was  the  usual  Construction  Division  "contract  for  emergency 
woric."  A  subcontract  was  entered  into  between  the  Air  Nitrates 
Corporation  and  the  Bates  &  Rogers  Construction  Co.  for  certain 
work  in  connection  with  the  building  of  the  plant.  The  Bates  & 
Bogere  Construction  Co.  entered  into  a  subcontract,  dated  October 
10,  1918,  with  claimant  by  the  terms  of  which  claimant  agreed  to 
do  certain  electrical  work  in  connection  with  the  erection  of  the 
plant.  This  contract  was  approved  by  the  Air  Nitrates  Corporation. 
All  of  these  contracts  were  upon  the  cost-plus  basis.  The  contracts 
were  terminated  in  accordance  with  the  termination  clause  shortly 
after  claimant  commenced  work. 

2.  The  contract  of  October  10  provided  that  except  as  therein 
modified  all  the  terms  and  conditions  named  in  the  "Contract  for 
emergency  work,"  Construction  Division  of  the  United  States  Army, 
fourth  edition,  should  apply. 

3.  Claimant  seeks  $1,337.20  ns  compensation  from  the  Government 
to  cover  a  part  of  the  overhead  expense  incurred  in  assembling  and 
placing  their  organizations  in  the  field  and  starting  the  work- 
Claimant  admits  that  it  had  received  its  fee  based  upon  the  amount 
of  work  completed  at  the  plant.  Claimant  states  that  had  the  con- 
tract proceeded  to  completion  and  the  fee  paid  as  per  terms  oi  tiie 
contract  it  would  have  absorbed  such  overhead  charges  in  the  fee, 
but  that  owing  to  the  fact  tliat  the  work  was  ordered  tenninated 
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within  a  few  weeks  after  startin);,  the  fee  received,  being  based  only 
on  actual  expenditures,  was  in  no  measure  sufficient  to  cover  the  actual 
expense.  Claimant  stated  that  it  was  unable  to  detail  all  of  these 
items  of  overhead  cost,  but  presented  itemized  statements  covering 
the  time  of  certain  individuals  aggregating  the  amount  claimed. 

4.  Article  III  of  the  fourth  edition  emergency  contract  reads  as 
follows : 

"Article  III — Detemdnailov  of  fee. — As  full  compensation '  for 
the  services  of  the  contractor,  intrluding  protit  and  all  general  over- 
head expense,  except  ns  herein  specifically  provided,  the  contracting 
officer  shall  pay  to  the  contrnctor  in  the  manner  hereinafter  pre- 
scribed n  fee  to  be  determined  at  the  time  of  completion  of  the  work 
from  the  following. schedule,  except  as  hereinafter  otherwise  pro- 
vided." 

This  section  was  amended  by  paragraph  4  of  the  contract  of 
October  10  in  part  as  follows: 

"4.  In  place  of  the  schedule  of  percentages  contained  in  Article 
III  of  said  emergency  contract  said  article  is  modified  so  as  to  provide 
as  follows ;  As  full  compensation  for  the  services  of  the  electrical 
contractoi',  including  profit  and  all  general  expense,  except  as  in  the 
emergency  contract  specifically  provided,  the  construction  company 
shall  pay  to  the  electrical  contractor  it  fee  of  five  per  centum  (5^5.) 
upon  the  cost  of  the  work." 

5,  Article  VIII  of  the  fourth  edition  emergency  contract  was  not 
altered  by  the  contract  of  October  10,  and  reads  in  part  as  follows : 

^"^ AhandowmeiU  of  work  hy  rontracHiu/  officer. — If  conditions  should 
arise  which  in  the  opinion  of  the  contracting  officer  make  it  advisable 
or  necessary  to  cease  work  under  this  contract,  the  contracting  officer 
may  abandon  the  work  and  terminate  this  contract.  In  such  case 
the  contracting  officer  shall  Hssume  and  become  liable  for  all  such 
obligations,  commitments,  itnd  unliquidated  claims  us  the  contractor 
may  have  theretofore,  in  2oo<l  faith,  undertaken  or  incurred  in  con- 
nection with  said  work ;  *  •  *.  The  contracting  officer  shall  pay  to 
the  contractor  such  an  amount  of  money  on  account  on  the  unpaid 
balance  of  the  cost  of  the  work  and  of  the  fee  as  will  result  in  the 
contractor  receiving  full  reimbui-sement  for  the  cost  of  the  work 
up  to  the  time  of  such  abandonment,  plus  a  fee  to  be  computed  in  the 
following  manner:  To  the  cost  of  the  work  up  to  the  time  of  such 
abandonment  shall  be  added  the  amount  of  the  contractual  obliga- 
tions or  commitments  assumed  by  the  contracting  officer,  and  such 
total  shall  be  treated  as  the  cost  of  the  work,  upon  which  the  fee 
shall  be  computed  in  accordance  with  the  provisions  of  Article  III 
hereof.    •    •    • " 


X.  Claimant  entered  upon  this  contract  with  the  knowledge  that 
its  only  recompense  was  to  be  the  fee  based  upon  cost  of  the  work 
and  that  the  contract  might  at  any  time  be  terminated. 
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2.  The  clause  in  the  article  as  to  abandonment  of  the  work,  article 
8,  "  as  will  reeult  in  the  contractor  receiving  full  reimbursement  for 
the  cost  of  the  work,"  is  one  of  limitation,  and  the  contractor  will 
not  be  reimbursed  for  any  item  not  included  in  the  cost  of  the  woi^. 
Claimant  admits  that  if  the  contract  had  gone  to  completion,  the 
overhead  claimed  would  not  have  Ibeen  included  in  the  cost  of  ihe 
work,  but  that  claimant  would  have  compensated  itself  for  t^is  ex- 
pense out  of  the  fee  received  based  on  the  cost  of  the  work. 

3.  The  item  diaimed  is  not  one  for  which  claimant  is  entitled  to 
payment  under  the  terms  of  its  contract,  and  it  has  been  properly 
disallowed. 

DISFOBITION. 

The  Appeal  Section  transmits  its  decision  to  the  Chief,  Construc- 
tion Service. 

Lieut.  Col.  McKeeby  concurring  for  the  Appeal  Section;  Col. 
Morrow  concuiring  for  the  War  Department  Claims  Board. 
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December  21,  1920. 
Case  Ho.  3010. 

/»  re  OLAIK  OF  FXHUBTXTASIA  KiUEOAS  CO. 

1.  nnXIEl>  AaKXJUCSar.^Whate  OorfniBeiit  oBeer  requeiti  certain  repair 
work  to  be  done  on  Oorernnent  property  and  the  rep&iri  are  done  an 
Implied  AKTeement  Mrliei  obUratlnf  tbe  ITnltcd  Btatet  to  reimbunt  olBlm- 
tnt  the  Mitnal  cott  and  eKpeniei  of  labor  and  mateiiali  fnrnlthed  In 
Baking  the  tepaln. 

3.  SAME. — Where  OoTcnunent  oOlcer  Teqneiti  that  workmen's  train  lervloe  be 
extended  from  station  on  the  main  Use  of  a  railroad  to  GoTernment  prov- 
ing gronnda  tor  the  benefit  of  OoTermaeat  employees,  and  tn  aooordanee 
with  inoh  reqaeit  the  train  lervlee  It  lo  extended  over  the  tracks  of  the 
proving  gronndi,  an  Implied  agieement  arise*  obligating  the  TTnlted  States 
to  relmbnrae  the  fair  and  reasonable  Talne  of  tnch  lervlee  for  the  period 
of  time  the  servloe  was  readered. 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDINGS   OF   FACT. 

The  Appeal  Section  finds  the  following  to  be  the  facts : 
1.  This  claim  arisea  under  the  act  of  March  2,  1919.  Statement  of 
claim,  Form  B,  has  been  filed  in  accordance  with  Purchase,  Storage 
and  Traffic  Division  Supply  Circular  No.  17,  1919,  for  $10,990.09 
bj  reason  of  an  agreement  alleged  to  have  been  entered  into  between 
claimant  and  the  United  States.  The  claim  was  originally  filed  with 
the  claims  board,  Transportation  Service,  Washington,  D.  C,  June 
2T,  1919,  and  was  dismissed  by  that  board,  May  11,  1920,  for  the 
reason  as  stated  in  the  order  of  dismissal  that — 

"  It  appears  that  the  said  claim  is  en  train  for  paymeht  upon  com- 
pletion of  certain  proof  required  by  the  said  transportation  officer, 
Aberdeen  Proving  Grounds,  Md," 

The  file  was  transmitted  to  the  Appeal  Section  for  the  purpose  of 
determining  whether  or  not  an  agreement  existed.  A  hearing  has 
been  conducted  by  this  section  at  which  claimant  and  its  counsel  were 
present 

3.  The  circumstances  under  which  the  claim  arises  are  as  follows: 
The  claim  may  properly  be  divided  into  two  items,  to  wit., 

(a)  Repairs  to  Aberdeen  Proving  Grounds'  engine  No.  5 $2,  436. 09 

(b)  Cost  of  op^'atlon  of  trains  and  use  of  railroad  equipment  from 

Aberdeen  Station,  Md.,  to  and  over  Ab^ileen  Proving  Grounds 

tracks,  from  Dec.  20,  1917  to  July  15.  1920 8, 554. 00 


,.^lc 


336    DECISIONS  APPEAL  SECTION  WAIt  DEPARTMENT  CLAIMS  BOABD. 

Item  (a). 

3.  The  following  telegram  was  sent  claimant  by  Maj.  Odell. 

Arht  Photing  Ground, 
Aberdeen,  Md.,  August  26,  1918. 
Gamble  Latkobe,  General  Superintendent  P.  B.  B.,  Wilmington, 
Del.: 

We  have  small  passenger  engine  needing  new  flues  which  we  have 
on  hand.  May  we  send  engine  and  flues  to  Wilmington  shop  for 
this  and  other  necessary  repairs  and  when?  j.  C.  Odeli., 

Q.  M.  C,  V.  S.  A.,  Iidand  Traf^c  Service. 
The  following  telegram  was  also  sent  by  Maj.  Odell : 

Ahmt  Pbovinq  Ground, 
Aherdem,  Md.,  October  IS,  1918. 
James  Buckelew, 

Superintendent  Pennsylvania  RaUroad, 

Wilmington,  Del. 
Request  that  provin^-ground  engine  No.  5  now  at  Wilmington 
shops  for  repairs  be  painted.    Wire  if  this  will  be  done,  and  approxi- 
mate date  can  be  returned  here-  J.  C.  Odeijl. 

4.  On  September  10,  1918,  claimant's  superintendent  of  motive  ' 
power  wrote  Maj.  Odell  that  authority  had  been  given  to  make  the 
necessary  i-e)>airs  to  the  engine  at  the  Wimington  shop  of  claimant. 
The  engine  was  received  at  claimant's  Wilmington  shop  on  October 
14.  1918,  and  was  repaired  in  accordance  with  the  above  telegrams, 
the  number  of  the  engine  being  changed  from  No.  5  to  No.  12.  The 
following  items  of  charges  were  rendered  in  doing  the  repairs: 


Cretllt  scrap  iimterial  rwnoved— 


2,000  [K>unds  of  coal - 4.87 

1  tank  ot  water .50 

Englne-hoBse  eipeoses 6,08 

Wages  of  engliiemeii 7. 10 

2,436.09 
The  undisputed  testimony  is  to  the  effect  that  the  above  charges 
are  true,  accurate,  correct,  and  rcEisonable,  and  were  for  the  actual 
labor  performed  on  and  materials  furnished  for  the  engine,  and  con- 
tained no  element  of  profita  whatever.  The  overhauling  of  the  engine 
was  completed  on  October  31,  1918,  and  the  engine  was  delivered  to 
and  accepted  by  the  United  States.  Claimant  has  never  received 
payment  for  this  repair  work. 

Item  (b). 

5.  In  the  fall  of  1917  the  Maryland  Dredging  &  Contracting  Co. 

was  doing  certain  construction  work  for  the  Government  at  Aber- 
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deen  Proving  Grounds,  Aberdeen,  Md.,  under  a  cost-plus  contract. 
The  officer  in  charge  of  construction  at  Aberdeen  Proving  Grounds 
and  the  superintendent  of  the  Maryland  Dredging  &  Contracting 
Co.,  through  W.  L.  Hardy,  business  administrator  of  the  Maryland 
Dredging  <£,  Contracting  Co.,  on  or  about  November  1. 1917,  requested 
of  Mr.  James  Buckelew,  superintendent  of  claimant  at  Wilmington, 
Del.,  by  telephone  that  the  services  of  the  workmen's  train  which 
was  being  operated  from  Baltimore  to  Aberdeen  Station  and  return 
be  extended  over  the  proving  grounds  tracks  direct  into  the  proving 
grounds  to  facilitate  the  handling  of  the  workmen  and  to  relieve 
congestion  at  Aberdeen.  This  telephone  convei-sation  was  subse- 
quently ratified  and  confirmed  by  Mr.  Hardy  by  lettf  r  u>  Mr.  Bucke- 
lew of  date  August  d,  1919.  The  previous  arrangement  with  claim- 
ant called  for  the  operation  of  these  trains  from  Baltimore  to  Aber- 
deen Station,  a  station  on  the  line  of  claimant  company.  In  this  con- 
nection Mr,  Albert  W.  Hi^fuet  testified  that — 

"  Originally  the  men  unloaded  at  that  point  and  walked  in  to  the 
plant  where  they  were  employed ;  but,  on  account  of  the  l6ng  walk 
and  the  fact  that  it  took  them  some  time  to  get  there,  and  that  they 
were  not  in  good  physical  condition  to  commence  work  immediately, 
the  officer  in  charge,  the  commanding  officer,  requeiited  that  some 
arrangement  be  made  for  running  this  train  into  the  proving 
grouims  as  far  as  the  track  was  built  at  that  time ;  and  on  the  basis 
of  this  request  through  Mr.  Hardy  such  arrangement  was  made. 
Eventually  the  train  was  run  to  the  end  of  the  track  in  the  proving 
grounds.  As  fast  as  it  was  completed  thev  ran  that  train  so  ex- 
tended until  the  whole  thing  was  completeil,  an<l  then  the  running 
of  the  train  over  the  Government  tracks  was  from  AWrdeen  to  the 
proving  grounds  terminal." 

He  further  testified  that  the  services  were  Itegun  by  claimant  on 
December  20,  1917,  and  were  continued  up  to  July  15, 1920. 

6.  Claimant  amended  this  item  of  its  claim  so  as  to  show  a  sum- 
mary of  charges  as  follows : 


sE^S 

a-  tis! 
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Apr.    2.lKa 

Au(.  17,  IMO 
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Train  movemenls— SctvIc*. 

Dae.  »I,]8!T  lo  Jul.   31,191U 

Feb.  l,19iBii>  Feb.  M,1919 

til.  l.mtlB  M>7  31,1818 

June  1.1BI9  to  June  30,1819 

Jul;  1,  I8I»  to  Juna  31, 1919 

Au|E.  1. 1919  to  Auk-  ai,19l9 

3«pt.  J ,  1819  to  Scpl.  30, 1918 

Oel.  1,1919  to  Oct.   ai,l8IU 

Nov.  1,1918  to  Nov.  30.18in 

D«v.  1.1918  to  Dte.  31,1919 

Jan.  l.iuailo  Prb.  2S.I92n 

Mu.  1,1910  to  Uu.  3l,19tl> 
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The  undisputed  evidence  is  that  the  services  for  which  these 
chaises  are  made  were  rendered  and  the  Qovernment  received  the 
benefit  of  same,  and  that  the  charges  are  true  and  correct,  fair  and 
reasonable,  and  are  still  unpaid,  the  testimony  being  that  $&  per  day 
for  the  engine  and  crew  for  each  round  trip  into  the  proving  grounds, 
and  50  cents  per  car  per  day  for  each  passenger  car  necessary  to  ac- 
commodate the  workmen,  were  fair  and  reasonable  charges.  The 
fares  paid  by  the  workmen  and  employees  were  for  transportation 
between  Baltimore'and  Aberdeen  Station,  where  they  alighted  from 
the  train  originally ;  the  arrangement  for  taking  them  into  the  prov- 
ing grounds  was  extra  service.  Subsequently,  on  or  about  October 
15,  1918,  the  Government  took  over  and  completed  the  construction 
work  originally  undertaken  by  the  Maryland  Dredging  &  Contract- 
ing Co.  and  assumed  all  obligations  of  that  company. 

7.  Under  date  of  July  10, 1990,  H.  W.  SchuU,  Major  C.  A.  C,  cotd- 
manding  officer  at  Aberdeen  Proving  Grounds,  wrote  a  letter  to  Mr, 
James  Buckelew,  superintendent  of  claimant,  the  first  paragraph  of 
which  reads  as  follows : 

"  In  view  of  the  fact  that  a  very  large  reduction  in  the  personnel 
of  the  proving  grounds  has  taken  place,  the  matter  of  the  contract 
for  the  operation  of  the  work  train  from  Baltimore  has  been  recon- 
sidered, and  the  amount  of  traffic  in  the  future  between  this  prov- 
ing ground  and  Baltimore,  Md.,  will  not  warrant  the  operation  of 
this  train  between  the  Pennsylvania  station  at  Aberdeen  and  the 
proving  ground  after  July  15.  It  is,  therefore,  requested  that  the 
services  fi'om  the  Pennsylvania  station  at  Aberdeen  to  the  main  part 
of  the  proving  ground  be  discontinued  after  that  date." 

8.  Under  date  of  July  2,  1920,  Maj.  Schull  addressed  a  letter  to 
the  Ordnance  Office,  technical  staff,  Washington,  D.  C,  paragraphs 
1  and  4  of  which  read  ae  follows : 

"1.  Your  attention  is  invited  to  the  fact  that  the  Pennsylvania 
Railway  Co.  from  December  20,  1917,  until  July  15,  1920,  operated 
a  passenger  train  between  the  railway  station  in  Aberdeen,  Md.,  and 
the  several  stations  at  the  Aberdeen  Proving  Ground  for  the  pur- 
pose of  transporting  employees  of  this  proving  ground  to  and  nom 
their  work.  This  service  was  discontinued  on  account  of  reduction 
in  personnel  under  instructions  from  this  office  July  16,  1920.  No 
payment  for  any  of  these  services  has  so  far  been  made  to  the  railway 
company  by  the  United  States. 

•  «**«*• 

4.  As  stated  in  paragraph  1  of  this  letter,  no  payments  to  the  rail- 
way company  on  account  of  services  rendered  have  as  yet  been  made 
by  thjs  office.  The  total  amount  due  to  date  has  not  been  finally 
determined,  for  the  reason  that  bills  since  March  31  have  not  as  yet 
been  rendered  by  the  railway  company.  It  is  believed,  however, 
that  the  total  amount  due  will  not  exceed  $10,000,  Sufficient  funds 
have  been  reserved  against  proving  ground  facilities  and  proving 
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grounds  Army  to  settle  these  bills  when  they  Bhall  have  been  audited 
and  allowed." 

9.  Maj.  B.  S.  Oberly,  Ordnance  Department,  who  aerred  aa  execu- 
tive officer  at  Aberdeen  Proring  Grounds,  stated  in  an  affidavit  filed 
in  this  case,  of  date  October  30,  1920,  among  other  things  the 
following: 

"  2.  The  Maryland  Dredging  &  Contracting  Co.  constructed  the 
railroad  from  the  town  of  Aberdeen  to  the  Aberdeen  Proving 
Ground,  as  well  as  other  construction  work.  A  man  by  the  name  of 
Harding,  an  employee  of  the  Maryland  Dredging  &  Contracting  Co., 
who  was  in  charge  of  all  traffic  matter  for  that  company,  verbally 
instructed  the  local  representative  of  the  Pennsylvania  Railroad  Co, 
to  run  their  workmen  s  train  to  the  end  of  the  Government  tracks 
as  construction  proceeded.  This  eventually  resulted  in  the  train  pass- 
ing through  the  Government  reservation  to  the  last  firing  range, 
wmch  was  located  in  the  vicinity  of  Mulberry  Point,  a  distance  or 
approximately  6  miles  from  the  town  of  Aberdeen,  where  the  train 
left  the  Pennsylvania  Railroad  Co.  tracks.  ■. 

"  3.  To  my  knowledge  there  was  never  a  written  agreement  between 
the  Government  or  its  authorized  agent  and  the  Pennsylvania  Rail- 
road Co.  setting  forth  any  money  consideration  for  running  the  trains 
over  the  Government  tracks. 

"  4.  Some  time  in  the  early  part  of  the  year  191&,  the  Pennsylvania 
Railroad  Co.  presented  a  bill  for  this  service,  which  was  brought  to 
my  attention  as  executive  officer  of  the  Aberdeen  Proving  Ground, 
and  which  I  refused  to  approve  on  the  ground  that  no  contract  was 
in  existence  covering  this  service. 

"  6.  The  Maryland  Dredging  &  Contracting  Co.  was  an  agent  of 
the  Government  in  matters  pertaining  to  construction  work  and  as 
such  gave  verbal  orders  to  the  Pennsylvania  Railroad  Co.  to  run  their 
workmen's  train  over  the  Government  tracks.  Under  Article  VIII 
of  the  contract  between  the  Maryland  Dredging  &,  Contracting  Co. 
and  the  Government, the  Government  assumed  all  obligations  entered 
into  by  said  company  in  good  faith.  The  service  was  continued  after 
December  15,  1918,  the  date  upon  which  the  Government  took  over 
all  obligations  of  the  Maryland  Dredging  &  Contracting  Co.  and 
when  invoice  for  this  service  was  rendered  by  the  Pennsylvania  Rail- 
road Co.  payment  was  suspended. 

"6.  The  service  was  actually  perfonned  in  a  satisfactory  manner. 
The  main  question  at  issue  is  whether  the  Government  should  pay  the 
Pennsylvania  Railroad  Co.  for  running  the  train  over  the  Govern- 
ment tracks.  The  fare  paid  for  each  person  carried  from  Baltimore 
to  the  Aberdeen  Proving  Ground  covered  only  his  fare  to  the  town 
of  Aberdeen  on  the  Pennsylvania  line.  In  other  words,  the  Penn- 
sylvania Railroad  Co.  did  not  collect  from  the  passenger  for  pas- 
sage over  the  Government  tracks." 


1.  The  Appeal  Section,  War  Department  Claims  Board,  is  of  the 
opinion  that  an  implied  agreement  arose  between  the  United  States 
and  the  claimant  under  which  the  United  States  became  obligated 


340    INCISIONS  APPEAL  SEXmON  WAR  DEPARTMENT  CI.Anf  8  BOABD. 

to  reimburse  claimant  the  actual  cost  and  expenses  incurred  in  re- 
pairing Aberdeen  Proving  Grounds'  engine  No.  5  at  its  Wibuington, 
Del.,  shop  in  October,  1918. 

2.  The  Board  is  further  of  the  opinion  that  an  implied  agreement 
arose  between  claimant  and  the  United  States  under  which  the 
United  States  became  obligated  to  reimburse  claimant  the  fair  and 
reasonable  value  of  the  railroad  operation  and  train  service  per- 
formed by  claimant  from  Aberdeen  Station  to  the  Aberdeen  Prov- 
ing Grounds  over  Government  tracks  for  the  benefit  of  the  Govern- 
ment for  the  period  of  time  beginning  December  20, 1917,  and  ending 
July  15,  1920. 

DISPOSmON. 

The  Appeal  Section,  War  Department  Claims  Board,  will  transmit 
a  copy  of  this  decision,  together  with  a  statement  of  the  nature, 
terms,  and  conditions  of  the  agreement  and  certificate  Form  C,  to 
the  Ordnance  Section,  'War  Department  Claims  Board,  for  appro- 
priate action  in  the  manner  provided  in  subdivision  C,  section  5, 
Supply  Circular  No,  17,  Purchase,  Storage  and  Traffic  Division. 

Lieut,  Col.  McKeeby  and  Capt.  Marcura  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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December  4,  1920. 
Case  Ko.  1705. 

In  re  CUZX  OF  THE  AITXVB  YVLOUnzniO  KACEIHS  CO. 

The  Baud  of  Coatraot  Adjuitme&t  readend  a  deddan  In  tbl*  oaie  on  FebnuTr 
10,  ino.  On  appeal  to  the  Beeretax?  of  War  It  wai  Tuumded  to  the  Board 
for  modlfloaUoa.  (Tor  itatement  of  fact*  and  deolilon  of  Febraary  10, 
19M,  lee  Vol.  HZ,  thete  deeltlOBt,  v.  4H. 

OK    APPEAL  BEFORE   THE   HECRETART  OF   WAR. 

Upon  consideration  of  the  appeal  and  record  in  this  case  I  direct 
that  th^  action  of  the  Board  of  Contract  Adjustment  be  modified  in 
accordance  with  the  accompanying  views  of  the  rice  diairman,  War 
Department  Claims  Board. 

Newton  D.  Bakes, 

Secretary  of  War. 

HEHORANDUM    FOR  THE   SECBETABT  OF  WAR. 

1.  This  iB  a  class  B  claim  appealed  to  the  Secretary  of  War  from 
a  decision  of  the  Board  6f  Contract  Adjustment  awarding  claimant 
the  sum  of  $2^28.30  for  certain  tools  and  spare  parts  of  vulcanizing 
machines.  The  claimant  contends  that  it  is  entitled  to  the  sum  of 
$S,d50.35  for  said  tools  and  spare  parts. 

2.  The  facts  are  as  follows : 

The  Board  of  Contract  Adjustment  issued  certificate  Form  C  on 
said  claim  on  February  10, 1920,  in  these  words: 

"On  or  about  October  26,  1918,  the  Arthur  Vulcanizing  Machine 
Co.,  of  Warren,  Ohio,  entered  into  an  agreement  with  the  Govern- 
ment, acting  through  Mr.  Robert  W.  K^rla,  assistant  chief  of  the 
shoe  and  shoe  supp^  section  of  the  Clothing  and  £quipage  Division, 
Q.  M.,  U.  S.  Army,  under  which  the  claimant  agreed  to  nimish  such 
tools,  spare  parts,  and  incidental  equipment  as  might  be  necessary 
for  the  most  efficient  operation  of  vulcanizing  machines  being  fur- 
nished to  the  Government  by  it  under  procurement  order  '^o. 
L-495-J  dated  October  16,  1918,  for  100  such  machines.  The  Gov- 
ernment agreed  to  pay  the  claimant  the  net  cost  to  it  of  the  material 
which  would  be  so  delivered  to  the  Government." 

3.  The  controversy  is  over  the  question  whether  certain  heeling 
forms  and  foot  forms  should  be  paid  for  at  the  rate  of  $10.80  less 
15  per  cent  and  $3.50  less  15  per  cent,  respectively,  as  contractor 
claims,  or  whether  they  should  be  paid  for  at  the  rate  of  $7.06  each 
and  $2.50  each,  as  the  Government  claims. 

lotirodOyGoQt^lc 
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4.  That  there  was  an  agreement  between  contractor  and  the  Gov- 
ernment is  undisputed.  This  agreement  is  established  by  verbal  tele- 
phonic orders  and  also  by  the  following : 

On  January  9, 1919,  the  zone  supply  officer  at  Jeflfersonville,  Ind., 
wrote  the  clothing  and  equipage  division,  leather  rubber  branch,  shoe 
supply  section,  Quartermaster  General's  Office,  as  follows: 

"  This  depot  is  in  receipt  of  invoice  from  the  above  company  (the 
claimant  herein)  for  30  machines,  $218.63  each;  also  item  for  extra 
parts  and  tools,  $1,577,41.  As  no  provisions  are  made  for  extra  parts 
and  tools  in  the  purchase  order,  information  is  requested  as  to 
whether  or  not  this  item  for  extra  parts  and  tools  is  correct." 

To  the  above  letter  the  chief  shoe  supply  section,  replied  by  letter 
dated  January  15,  1919 : 

"  This  office  recommended  that  contract  beprepared  for  attached 
list  of  extra  parts,  amounting  to  $5,735.32.  The  purchase  order  has 
not  been  issued  on  this  recommendation^  due  to  the  fact  that  it  was 
not  completed  at  the  time  of  the  signmg  of  the  armistice,  but  Is 
expected  that  same  will  be  forwarded  for  execution  as  soon  as  the 
necessary  legislation  has  been  enacted  by  Congress." 

The  list  referred  to  in  the  above  letter  has  the  following  items  and 
prices,  among  others : 

Three  hundred  only,  $27  heeling  forms  complete,  at  $10.80  each, 
less  15  per  cent  (3  for  each  vulcamzer.) 

Six  hundred  only,  root  forms,  complete,  at  $3.50  each,  less  15  per 
cent  (6  for  each  vulcanizer.) 

5.  In  the  testimony  taken  herein  before  the  Board  of  Contract 
Adjustment,  it  appears  that  claimant  agreed  to  go  out  in  the  market 
and  purchase  tools  and  turn  them  over  to  the  Government  at  cost. 
These  tools  were  such  as  were  not  manufactured  by  the  claimant. 
The  spare  parts,  however,  are  manufactured  by  claimant  and  there 
is  nothing  in  the  testimony  to  indicate  that  claimant  ever  offered  or 
contemplated  the  sale  of  such  parts  at  cost.  On  the  contrary  there 
is  every  proof  that  claimant  offered  the  spare  parts  to  the  Govern- 
ment at  $10.80  and  $8.50  each,  with  discount  as  above  set  forth. 

6.  It  is  my  opinion  that  the  Board  of  Contract  Adjustment  in  pre- 
paring the  certificate  Form  C  and  providing  that  the  tooh  and  spare 
parts  should  he  paid  for  at  net  cost  was  mistaken,  and  that  it  was 
confused  by  the  testimony  relative  to  the  purchase  of  the  tools  at 
cost, 

7.  I  recommend  that  the  decision  of  the  Board  of  Contract  Adjust- 
ment be  modified  and  that  the  claimant  be  paid  at  the  rate  of  $10.80 
each,  less  15  per  cent,  for  195  heeling  forms  and  $3.50  each,  less  15 
per  cent,  for  390  foot  forms, 

J.  A.  Hull, 
Vice  Cfutirman,  War  Department  Claims  Board. 


December  22,  1920. 
Case  Ko.  1705. 

/»  re  CLAIH  OF  AXTETTE  TITLCAVIZUIO  lUCHm  CO. 

1.  (TLAIK  Am  VECinOlT.— A  deotdon  In  tUti  CMe  wst  rendered  bj  the  Board 
of  CoBtnot  Adjuitment  oa  Febrnar;  10,  JS30,  ^bdUiik  alalmant  partial 
relief.  On  appeal  to  the  lecretary  ot  War  thli  dcolilon  wai  directed  to 
be  modified  m  ai  to  crant  claimant  tnll  relief  and  wai  retnncd  to  tihe 
Appeal  Section,  War  Department  Claim!  Board,  for  farther  oontl deration. 
The  former  deoltlon  of  the  Board  of  Contract  Adjnitment  hai  been  modi- 
fied and  the  entire  record  tranimltted  to  the  Fnrehaie  Seetlon,  War  De- 
partment Clatmi  Board,  for  action  In  accordance  with  the  deeldon  of  the 
SeoretatT  of  War.  (For  fall  itatement  of  facti  and  former  decliton,  tee 
Vol.  m,  p.  684,  theie  deatilcat.) 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

1.  By  a  decision  of  the  Board  of  Contract  Adjustment,  dated  Feb- 
ruary 10, 1920  (Vol.  3,  Pt  TI,  p.  286,  Decifflong  of  the  Board  of  Con- 
tract Adjustment),  claimant  was  granted  relief  and  certificate  Form 
C  issued,  together  with  an  award.  From  this  decision  claimant  ap- 
pealed to  the  Secretary  of  War. 

2.  On  December  4,  1920,  the  Secretary  of  War  made  the  follow- 
ing decision: 

"  Upon  consideration  of  the  appeal  and  record  in  this  case,  I  direct 
that  the  action  of  the  Board  of  Contract  Adjustment  be  modified 
in  accordance  with  the  accompanying  views  of  the  vice  chairman, 
War  Department  Claims  Board." 

3.  Paragraphs  8,  5,  6,  and  7  of  the  memorandum  of  the  vice  chair- 
man, War  Department  Claims  Board,  to  the  Secretary  of  War, 
read  as  follows : 

"  3.  The  controversy  is  oyer  the  question  whether  certain  heeling 
forma  and  foot  forms  should  be  paid  for  at  the  rate  of  $10,80,  less 
15%,  and  $3.50,  less  15%,  respectively,  as  contractor  claims,  or 
whether  they  should  be  paid  for  at  the  rate  of  $7.06  each  and  $2.50 
each,  as  the  Government  claims. 

"  5.  In  the  testimony  taken  herein  before  the  Board  of  Contract 
Adjustment  it  appears  that  claimant  agreed  to  jjo  out  in  the  market 
and  purchase  tools  and  turn  them  over  to  the  Government  at  cost. 
These  tools  were  such  as  were  not  manufactured  by  the  claimant. 
The  spare  parts,  however,  are  manufactured  by  claimant  and  there 
is  nothing  in  the  testimony  to  indicate  that  claimant  ever  offered  or 
contemplated  the  sale  of  such  parts  at  cost.    On  the  contrary,  there 
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is  every  proof  that  claimant  offered  the  spare  parts  to  the  Govern- 
ment at  $10.80  and  $3.50  each,  with  discount  as  above  set  forth, 

"6.  It  is  my  opinion  that  the  Board  of  Contract  Adjustment  in 
preparing  the  certificate  Form  C  and  providing  that  the  tooU  and 
spare  parts  should  be  paid  for  ai  net  cast  was  mistaken,  and  that  it 
was  confused  by  the  testimony  relative  to  the  purchase  of  the  toola 
at  cost, 

"  1.  I  recommend  that  the  decision  of  the  Board  of  Contract  Ad- 
justment be  modified  and  that  the  claimant  be  paid  at  the  rate  of 
$10.80  each,  less  15%,  for  195  heeling  forms  and  ^.50  each,  less  15%, 
for  390  foot  forms." 

4.  The  record  has  been  returned  to  the  Appeal  Section,  War  De- 
partment Claims  Board,  for  further  consideration  in  the  light  of  the 
decision  of  the  Secretary  of  War. 


Pursuant  to  the  direction  of  the  Secretary  of  V/ar,  as  set  out  in 
the  findings  of  fact  herein,  the  decision  of  the  Board  of  Contract  Ad- 
justment in  this  case,  of  date  February  10,  1920,  is  modified  in  the 
manner  and  as  is  provided  in  the  decision  of  the  Secretary  of  War, 

DisposmoN. 

The  entire  record  in  this  case,  together  with  a  copy  of  this  de- 
cision, will  be  transmitted  to  the  Purchase  Section,  War  Depart- 
ment Claims  Board,  for  consideration  and  action,  in  accordance 
with  the  directions  of  the  Secretary  of  War. 

Lieut.  Cot.  McKeeby  and  Capt.  Marcum  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Deoehbeb  22, 1920. 


In  re  Cl^m  07  HEHCH  UAjrUVACTVRTXQ  CO. 

1.  COUcmCEHTS— BTTSPEHBION  OF  COirTHACT.— A  contrAOtor  li  entitled  to 
lonei  aiialBS  In  eonnectlon  with  tlie  puroliMe  of  »w  material  allooated 
to  a  OovenuiieBt  pnmhaie  order  twued  oUtmant  after  the  date  of  claim- 
ant't  panhaie  of  tbe  raw  material  if  lald  pareliBie  order  oomei  within 
the  exoeptloni  of  leotion  3744,  Bevlied  Statntei. 

S.  CIAU  ASD  DZGIBIDK.— Claim  for  $4,000  arlilng;  uxder  Qeneral  Orderi,  Ho. 
lOS,  War  Department,  1918,  In  the  settlement  of  a  pnrchate  order  for 
$19,000  to  be  eompleted  within  60  dayt,  claimant  thowing  a  low  dne  to  a 
commitment  on  thread  yarn.  The  principal  fact*  are  itated  In  an  opinion 
reported  In  T»lnine  IT,  page  911.  On  appeal  the  Secretary  of  War 
a«t  ailde  the  prcTiout  deoldon  and  remanded  claim  to  the  Appeal  Seotion, 
War  Department  Claimi  Board,  for  f^irther  proceeding.  Held,  claimant 
ii  entitled  to  the  difference  between  the  market  price  on  date  of  purchaie 
and  market  price  on  date  of  lale.  which  wat  within  a  reaionable  tlma 
aHer  (nipenitoa  of  the  eontiact. 


Capt.  Miller  writing  the  opinion  of  the  Board. 


riNDINQB  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim,  amounting  to  $4,000,  was  decided  by  the  War  De- 
partment Board  of  Contract  Adjustment  in  an  opinion  adverse  to 
claimant  on  April  8, 1820,  reported  in  Volume  IV,  Part  II,  page  469, 
whereupon  claimant  appealed  the  entire  matter  to  the  Secretary  of 
War. 

2.  On  November  17,  1920,  the  Secretary  of  War  remanded  the 
claim  to  the  Appeal  Section,  War  Department  Claims  Board,  with 
the  following  order  for  further  proceedings : 

November  17, 1920. 

In  the  matter  of  the  claim  of  French  Manufacturing  Company, 
Case  No.  150-0-2523. 

ON    APPEAL  BEFOBE  THE   SEGBETABT   OT   WAB. 

Upon  condderation  of  the  record  in  this  matter,  it  is  directed  that 
the  decision  of  the  Board  of  Contract  Adjustment  be  set  aside  and 
that  further  proceedings  be  had  by  the  Appeal  Section,  War  Depart- 
ment Claims  Board,  to  determine  whether  or  not  the  action  of  the 
Purchase  Section  was  correct. 

Newton  D.  Baker, 

Secretary  of  War. 
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3.  Purchase  Order  No.  5429-B  for  10,000  pounds  of  10/3  olive-drab 
reverse  thread,  soft  finish,  at  $1.90  per  pound,  was  issued  in  favor  of 
claimant  by  the  Quartermaster  General's  Office  under  date  of  October 
21, 1918.  The  total  price  involved  was  approximately  $19,000  and  de- 
liveries were  to  be  completed  November  23, 1918,  Work  on  this  pur- 
chase order  was  suspended  after  the  manufacture  of  6,970  pounds  of 
thread,  leaving  a  balance  of  3,030  pounds  not  accepted  by  the  Govern- 
ment. 

4.  On  September  11, 1918,  claimant  placed  an  order  with  the  Haw- 
thorn Spinning  Mills  for  29,000  pounds  of  thread  yarn  to  be  used  in 
performing  Government  contracts.  This  order  was  accepted  by  the 
Hawthorn  Spinning  Mills  on  September  13,  1918.  When  the  pur- 
chase order  of  October  21,  1918,  was  received,  claimant  partly  per- 
formed same  from  thread  yam  on  hand,  and  then  allocated  to  this 
purchase  order  from  the  purchase  of  September  13,  1918,  suffici«it 
thread  yam  to  complete  the  manufacture  of  3,0iJO  pounds,  being  the  ■ 
portion  which  has  never  been  delivered  to  the  Government. 

5.  The  testimony  shows  that  it  requires  about  1^  pounds  of  cotton 
to  make  1  pound  of  thread  yarn.  In  fact,  an  ofHcial  audit  covering  . 
the  activities  of  the  Hawthorn  Spinning  Mills  for  the  period  com- 
mencing July  1, 1918,  and  ending  December  31, 1918,  shows  that  from 
100  per  cent  of  cotton  there  was  manufactured  67.29  per  cent  thread 
yearn.  In  was  further  shown  that  in  manufacturing  thread  from 
thread  yam  there  develops  a  lose  of  about  10  per  cent. 

6.  The  Hawthorn  Spinning  Mills  purchased  one-half  fancy  and 
one-half  extra  choice  sea-island  cotton  for  teh  production  of  the 
25,000  ponuds  of  thread  yarn.  The  market  price  of  fancy  sea- 
island  cotton  on  September  13,  1918,  was  72  cents,  the  market  pric« 
on  extra  choice  being  aboutt  one-half  a  cent  lower.  This  was  2  cents 
higher  than  the  quotations  for  cotton  f .  o.  b.  Savannah. 

7.  The  Hawthorn  Spinning  Mills  was  first  notified  by  the  Govern 
ment  on  November  28,  1918,  to  stop  production  of  thread  yam  to  be 
used  in  Government  orders  on  November  30, 1918.  On  or  about  De- 
cember 16,  1918,  this  company  was  notified  to  sell  the  cotton  pur- 
chased for  the  manufacture  of  this  thread  yam.  The  record  contains 
many  letters  written  by  the  Hawthorn  Spinning  Mills  in  an  effort 
to  dispose  of  this  cotton.  The  reports  of  the  principal  dealers  in 
sea-island  cotton  for  the  period  from  November  30, 1918,  to  January 
15,  1919,  show  that  the  market  during  that  tiin,e  was  practically 
nominal  and  that  very  few  sales  were  being  made.  The  Hawthorn 
Spinning  Mills,  however,  did  sell  this  cotton  on  January  15, 1918,  for 
Sl'l  cents  per  potuid.  The  market  price  of  extra  choice  sea-island 
cotton  from  December  27,  1918,  to  January  11,  1919,  was  52  cents 
per  pound,  and  fancy  sea-island  cotton  accordingly  about  52^  cents 
per  pound.    The  next  quotation  that  could  be  found  following  Janu- 
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ary  15, 1919,  the  date  of  the  sale  of  the  cotton,  was  January  18,  1919, 
when  the  price  had  advanced  a  few  ceata. 


1.  By  direction  of  the  Secretary  of  War  as  set  forth  in  the  fore- 
going order  of  November  17,  1920,  the  decision  of  the  War  Depart- 
ment Board  of  Contract  Adjustment  dated  April  3,  1920,  denying 
relief  is  hereby  vacated  and  set  aside. 

2.  The  claim  here  presented  covers  losses  alleged  to  have  been 
incurred  is  connection  with  a  purchase  order,  amounting  to  $19,000, 
to  be  completed  within  60  days,  TJiis  purcliase  order  comes  within 
the  exceptions  to  section  3744,  Kevised  Statutes,  as  evidenced 
by  regulations  of  the  Quartermaster  Qeneral's  office  promulgated  in 
accordance  with  section  6863b  of  the  Compiled  Statutes  which  pro- 
vides: 

*'  Hereafter  whenever  contracts  which  are  not  to  be  performed 
within  sixty  days  are  made  on  behalf  of  the  Government  by  the 
Quartermaster  General,  or  by  officers  of  the  Quartennaster  Corps 
authorized  to  make  them,  and  are  in  excess  of  $500  in  amount,  such 
conti-acts  shall  be  reduced  to  writing  and  signed  by  the  contracting 
parties.  In  all  other  cases  contracts  shall  be  entered  into  under  such 
regulations  as  may  be  prescribed  by  the  Quartermaster  General." 
(38  Stat.,  1078.) 

On  October  21,  1918,  the  regulations  of  the  Quartermaster  Gen- 
erars  office  authorized  the  purchase  of  thread  in  an  amount  less  than 
$25,000  where  delivery  is  to  be  made  within  60  days  on  Purchase 
Orders,  Quartermaster  Corps  Form  No.  108B,  which  form  was  used 
in  connection  with  the  purchase  order  of  October  21,  1918.  Settle- 
ment of  this  purchase  order  therefore  does  not  come  within  the 
act  of  March  2, 1919,  but  must  be  made  under  the  provisions  of  Gen- 
eral Orders  No.  103,  War  Department,  1918. 

3.  In  settling  formal  contracts,  and  those  contracts  coming  within 
the  exceptions  to  section  3744,  Revised  Statutes,  the  contractor  is 
not  limited  to  losses  arising  from  expenditures  made  or  obligations 
incurred  subsequent  to  the  date  of  the  contract.  It  follows,  therefore, 
that  claimant  should  be  allowed  his  loss  on  sufficient  thread  yam 
to  manufacture  3,030  pounds  of  thread,  even  though  the  order  for  the 
thread  yam  was  placed  by  claimant  prior  to  the  receipt  of  the  pur- 
chase order  of  October  21,  1918. 

4  There  should  be  allowed  claimant  the  difference  between  the 
market  price  of  one-half  fancy  and  one-half  extra  choice  sea-island 
cotton  on  September  13, 1918,  and  the  market  price  of  this  cotton  in  the 
same  proportions  on  January  15, 1919.  The  market  price  of  fancy  sea- 
island  cotton  f.  o.  b.  mills  on  September  13,  1918,  was  72  cents,  and 
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the  evidence  shows  that  the  market  price  of  extra  choice  would  there- 
fore be  7l-§  cents.  The  market  price  of  the  mixture  should  then  be 
713  cents.  The  Hawthorn  Spinning  Mills  originally  fixed  this  mar- 
ket price  at  73  cents,  but  later  stated  that  72  cents  would  be  fair. 
It  appears  to  the  Board,  however,  that  since  this  cotton  was  one-half 
fancy  and  one-half  extra  choice,  the  market  price  would  be  71J  cents 
f.  o.  b,  mills  September  13,  1918.  Since  the  market  price  of  extra 
choice  sea-island  cotton  was  52  cents  on  January  15,  1919,  a  mixture  ' 
of  one-half  fancy  and  one-half  extra  choice  would  figure  at  52J  cents. 
Claimant  should  be  allowed  the  difference  between  52J  cents  and  7l| 
cents  on  sufficient  cotton  to  manufacture  3,030  pounds  of  thread. 

5.  In  view  of  the  fact  that  the  Hawthorn  Spinning  Mills  produced 
67.29  pounds  of  thread  yam  from  100  pounds  of  cotton  during  the 
latter  half  of  the  year  1918,  the  settlement  should  be  figured  on  the 
basis  that  these  percentages  would  have  been  maintained  in  manu- 
facturing the  thread  yarn  for  this  contract.  It  must  be  assumed 
that  the  French  Manufacturing  Co.  would  have  lost  10  per  cent  of 
the  thread  yam  in  manufacturing  the  thread.  Both  operations  must 
be  considered  in  determining  the  amount  due  on  this  claim. 

DISPOSITION. 

A  copy  of  this  decision  will  be  transmitted  to  the  Purchase  Section, 
War  Department  Claims  Board,  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Morgan  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Case  No.  3043. 

In  re  CLAnt  OF  FITZaESAIO  COHSTKTtCTIOH  CO. 

mLZED  ASKEEKEHT. — Where  aUlnant  enten  into  segotlBtloiii  with  oos- 
itruotlitK  qnartemiaiter  toi  the  anpplrlnc  ot  oertalQ  Mud  and  gravel,  and 
afterwMTdi  inbmltt  to  a  eoit-plns  ooatraotor  harlag  the  eonstraatlon  Is 
ehaiTc,  a  foTmal  bid  for  (upplrlng;  the  lame  nuterlali  In  the  tame  qnan- 
Utj  u  referred  to  in  the  negotlatlost  between  the  oonitmotlBC  qaarter- 
aiaiter  and  the  elaimant,  which  laid  bid  or  proposal  !■  aooepted  by  the 
prime  oontraetor,  no  afieement  thereby  reaaltt  from  the  aegrotlatioiii  of 
the  claimant  with  the  oonitructiiiK  qnartennatter  that  the  Seoretary  of 
War  la  anthorlied  to  adjnit  or  lettle  under  the  proTiitont  of  the  act  of 
Kareh  B,  1S19. 

CAKCEILATIOH  OV  OKDEK.— Where  claimant  labmiti  a  bid  to  a  prime  con- 
tractor havinc  charge  of  the  eonttrnction,  ipeclfyii^  a  certain  date  on 
whtoh  delirerlei  are  to  hegln,  whleh  dellTertei  are  neeetiary  for  the 
proper  conitrvction  of  the  OoTemment  project,  and  claimant  falli  to 
beglB  delivery  on  the  date  ipecUled  in  the  proposal,  the  prime  oontraotor 
li  Jnatifled  in  canceling  the  >ald  order,  and  no  agreement,  expreii  or  Im- 
plied, ii  thereby  created  whereby  the  United  State!  QoTernment  ii  In  any- 
wlie  bovnd  to  reimbnrie  claimant  for  ezpenditnrei  made  in  as  effort  to 
place  Itielf  Is  pciitlcn  to  make  dellTertee  within  tlie  time  itated  in  iti 
propotal  to  the  prime  oontraotor. 

ASBiaHltXHT  OF  COHTBACT. — Where  a  pereon  in  bii  indiTtdnal  capacity 
enten  into  a  contraot  for  inpplying  a  prime  contraetor  on  a  Oovemment 
project  with  certain  land  and  grayel  and  thereafter  aiiigni  the  uld  con- 
.  tract  to  a  eorporatics  inch  awlgsmest  preclndei  the  payment  of  any 
money  by  the  United  Statei  to  claimant  or  hii  aulgnee,  ai  inch  aitlgn- 
ment  li  prohibited  by  the  proTitionc  of  lectlcs  3737,  KeTiied  Btatstei. 

SBLAT  DT  KECEIPT  OF  HACEIVEET  SELIVEREI)  TO  THE  EAILBOAD  COK- 
FAITY  AlTD  COHSiasSS  TO  CLAIKAHT  COKFAXY.—Where  dnrlsg  the 
pait  emergency,  and  while  the  rallroadi  were  under  the  control  of  the 
United  State*  OoTcniment,  machinery  wai  ihlpped  to  the  elaimast  ocm- 
pasy  and  the  lallroadi  failed  to  delivery  within  time  for  it  to  comply 
with  Iti  contract  with  the  prime  contractor  for  the  dellTery  of  land  and 
gravel  by  Jnly  1,  1918,  no  implied  agreement  thereby  reinJti  that  the 
Secretary  of  War  ii  anthoriied  to  adjnit  or  lettle  nsder  the  provliicni 
ot  the  Sent  Act,  Ai  the  Ballrcad  Adminlitratios  operating  the  rall- 
roadi wai  a  leparatc  and  dlatlsct  organiiatios  the  Seoretary  of  War  it 
in  ncwlcc  reiposiible  for  iti  acti  ot  oommliiton  or  omii«ios  and  hat 
no  authority  to  adjnit  or  lettle  any  damagei  reinlting  from  its  failure 
to  make  proper  dellTcrie*. 

Maj.  Farr  writing  the  opinion  of  the  Board. 

819  ! 
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FINDINOS  or  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  is  a  class  B  claim  for  $59,601.61  filed  under  the  proTi^ons 
of  Supply  Circular  No.  17,  Purchase,  Storage  and  Traffic  Division, 
1919,  and  was  filed  by  claimants  with  the  W.  F.  Keams  Co.,  the 
prime  contractor  who,  under  date  of  June  6,  1919,  forwarded  the 
same  to  Lieut.  Col.  Charles  R.  Gow,  constructing  quartermaster, 
Army  supply  base,  Boston,  Mass.,  who  transmitted  the  same  to  the 
War  Department  Claims  Board,  Construction  Section,  which,  under 
date  of  November  30, 1920,  directed  the  same  to  the  War  Department 
Claims  Board,  which,  in  turn,  forwarded  the  said  claim  to  this 
section. 

2.  In  the  spring  of  the  year  1918  the  War  Department  was  en- 
gaged in  building  at  Boston,  Mass.,  an  Army  supply  base,  and  W.  F. 
Kearns  Co.  was  a  prime  contractor,  having  under  its  charge  certain 
cement  construction,  Charles  B.  Gow,  lieutenant  colonel,  Quarter- 
master Corps,  being  the  Government  officer  in  charge  of  the  construc- 
tion. It  becoming  apparent  to  this  officer  that  large  quantitieis  of 
sand  and  gravel  would  be  needed,  he  opened  negotiations  with  Mr. 
James  Joseph  Fitzgerald,  of  Boston,  Mass.,  for  the  supplying  by 
him  to  the  prime  contractor  in  question  certain  gravel  and  sand, 
indicating  to  the  said  Fitzgerald  what  would  be  required  of  him  and 
the  approximate  quantity  of  sand  and  gravel  that  would  have  to  be 
delivered  to  the  Army  supply  base  then  under  construction.  The  re- 
sult of  this  conversation  or  negotiation  being  that  on  the  21st  day  of 
May,  1918,  James  Joseph  Fitzgerald  submitted  the  following 
proposal: 

Mat  21,  1918. 
The  W.  F.  Kearns  Co., 

United  States  Quartermaster  Terminal, 

South  Boston,  Mass. 

Gentlemen  :  I,  James  Joseph  Fitzgerald,  of  Boston,  hereby  agrees 
to  sell  and  deliver  f .  o.  b.  cars  New  York,  New  Haven  &  Hartford 
delivery  at  the  United  States  quartermaster  terminal,  Sumner  Street, 
South  Boston,  at  the  place  at  said  terminal  designated  by  the  W.  F. 
Kearns  Co.,  screened  gravel  and  screened  sand  suitable  to  the  said 
W.  F.  Keams  Co.,  and  approved  by  the  constructing  quartermaster, 
Maj.  Chas.  R.  Gow,  or  his  successor,  in  the  following  quantities  and  at 
the  following  prices : 

Quantity. — In  gross  not  to  exceed  seventy  thousand  (70,000)  tons 
of  screened  gravel  and  thirty-five  thousand  (35,000)  tons  of  screened 
sand. 

Price  to  be  $2,10  per  ton  for  screened  gravel  and  $1.20  per  ton  for 
screened  sand,  delivered  f.  o.  b.  cars  at  the  said  terminal ;  deliveries  to 
commence  on  or  before  July  1,  1918.  '  The  minimum  amount  to  be 
delivered  to  be  not  less  than  one  thousand  (1,000)  tons  of  screened 
gravel  and  five  hundred  (500)  tons  of  screened  sand  in  each  24  hours. 
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Terms. — Thirty  (30)  days  net;  discount  to  be  allowed  of  2  per  cent 
on  invoice  paid  within  ten  days  of  date  of  the  delivery  of  the  materiaL 

All  material  to  be  weighed  by  a  public  weigher,  whose  certificate 
must  be  attached  to  each  invoice ;  or  each  invoice  shall  have  attached 
thereon  a  weigher's  certificate  of  the  New  York,  New  Haven  &  Hart- 
ford Bailroad  Company. 

All  measurements  and  weights  shall  be  subject  to  check  and  ap- 
proval of  the  constructing  quartermaster  or  his  representative. 

James  Joseph  Fitzgebau). 

Witness:  D.  W.  MtrRRAT. 

3.  The  foregoing  proposal  was  accepted  by  W.  F.  Kearns  Co.  and 
approved  by  Charles  R.  Gow,  major,  Quartermaster  Corps,  construct- 
ing quartermaster,  by  indorsement  on  the  bottom  in  the  following 
words: 

"  The  foregoing  proposal  is  hereby  accepted  subject  to  the  approval 
of  the  contracting  oSicer  of  the  United  States  Government  as  pro- 
vided in  the  contract  between  the  United  States  and  the  said  W.  F. 
Keams  Co.  and  subject  to  the  terms  of  said  contract  referring  to  said 
subcontracts. 

W.  F.  Keabns  COj 
ByW.  F.  Keakns,  Treasurer. 
Approved : 

Charles  E.  Gow, 

Major  Q.  M.  C.  A.,  Constructing  Quartermaster, 

4.  Un  the  27th  day  of  >May,  1918,  James  Joseph  Fitzgerald,  of 
Boston,  entered  into  a  contract  or  agreement  with  the  Fitzgerald 
Construction  Co.,  a  corporation  authorized  under  the  laws  of  the 
Commonwealth  of  Massachusetts,  which,  after  the  usual  preamble,, 
provided  in  paragraph  3  thereof  for  the  assignment  of  the  contract 
between  Fitzgerald  and  the  W.  F.  Kearns  Co.  as  follows : 

"  Third.  For  the  purpose  of  securing  to  the  said  Fitzgerald  Con- 
struction Co.  the  due  payment  for  material  delivered  as  aforesaid^ 
the  said  Fitzgerald  hereby  assigns  and  transfers  to  the  said  Fitzger- 
ald Construction  Co.  all  rights  under  the  said  contract  with  the  said 
W.  F.  Keams  Co.  to  receive  payment  for  said  material,  and  author- 
izes the  said  Fitzgerald  Construction  Co,  to  receive  payment  of  the 
same  and  to  give  full  discharge  and  acquittance  therefor  in  his  name; 
and  further  agrees  that  in  the  event  that  any  payment  may  be  made 
to  the  said  Fitzgerald  for  any  material  delivered  as  aforesaid,  to 
hold  the  said  payment  in  trust  for  the  said  Fitzgerald  Construction 
Co.,  and  to  deliver  and  pay  over  to  the  said  Fitzgerald  Construction 
Co.  the  identical  amount  thereof." 

5.  The  claimant  in  this  case,  the  Fitzgerald  Construction  Co., 
alleges  that  upon  the  execution  of  the  contract  or  agreement  tliat  the 
W.  F.  Keams  Co.  had  thereupon  proceeded  to  put  itself  in  position 
to  comply  with  the  terms  of  the  contract  with  Keams  &  Co.  and 
made  certain  commitments  for  machinery  and  certain  expenditures 
in  aecaring  gravel  rights,  uid  certain  other  expenditures  in  remov- 
ing loam  that  covered  the  gravel  and  building  bins,  installing  ma-  ^ 
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chinery  and  securing  the  necessary  boiler  and  other  permits  for  the 
operation  of  the  plant. 

6.  Claimant  apparently  proceeded  to  rush  the  work  of  preparing 
for  the  furnishing  of  the  gravel  in  accordance  with  the  contract  of 
"W.  F.  Kearns  &  Co.,  wliich  contract  provided  that  deliveries  ^ould 
begin  on  the  1st  day  of  July,  1918,  and  it  becoming  apparent  to  the 
W.  F.  Kearns  Co.  that  possibly  there  might  be  some  failure  on  the 
part  of  James  Joseph  Fitzgerald  to  make  deliveries  in  accordance 
with  the  terms  of  the  contract,  the  said  company  under  date  of  June 
25,  1918,  advised  James  Joseph  Fitzgerald  as  follows: 

W.  F.  Kearns  Co.,  General  Contractobs, 

Boston  Quabtbrh aster  Terminal, 

Boston,  Mats.,  June  So,  1918. 
Mr.  Jajies  Joseph  Fitzgerald, 

{Care  of  David  W.  Murray,  Esq.), 

Bai-risters'  Hall,  Boston,  Mass. 
Dear  Sir  :  We  desire  to  call  your  attention  to  the  following  pro- 
vision in  your  proposal,  accepted  by  the  W.  F.  Kearns  Co.  and 
approved  by  Maj.  Cnarles  K,  Gow,  constructing  quartermaster : 

"  Deliveries  to  commence  on  or  before  July  1,  1918.  The  mini- 
mum amount  to  be  delivered  to  be  not  less  than  one  thousand  (1,000) 
tons  of  screened  gravel  and  five  hundred  (500)  tons  of  screened  sand 
in  each  24  hours. 

The  work  which  the  W.  F.  Kearns  Co.  is  doing  for  the  United 
States  is  of  such  a  character  that  every  effort  is  being  made  to 
speedily  complete  the  same.  To  that  end  we  are  working  full  night 
and  day  shifte. 

We  therefore  will  insist  on  your  strict  compliance  with  the  terms 
of  your  proposal,  both  as  to  time  of  deliveries  and  also  as  to  quan- 
tities and  quality.  Failure  on  your  part  to  carry  out  the  terms  of 
said  proposal  will  necessitate  the  W.  F.  Keams  Co.  securing  gravel 
and  Sand  from  other  sources. 

Yours,  very  truly,  W.  F:  Kearns  Company, 

By  W.  F.  Kearns,  Treasurer. 

7,  On  the  1st  day  of  July  claimant  had  failed  to  make  any  deliv- 
eries, and  under  date  of  July  8,  1919,  W.  F.  Keams  Co.  directed  to 
Mr.  David  W,  Murray,  of  Barristers'  tiall,  Boston,  Mass.,  the  attor- 
ney for  James  Joseph  Fitzgerald,  the  following  letter : 

July  8,  1918. 
Mr.  David  W.  Murrat, 

Bai-risters'  Hall,  Boston,  Mass. 
Dkar  Sir:   The  proposal  dated  May  21,  1918,  and  submitted  by 
von  to  the  W.  F.  Kearns  Co.,  which  proposal  was  accepted  by  the 
W,  F,  Keams  Co.,  and  approved  by  Charles  K.  Gow,  m^or,  Q.  M. 
C.  N.  A.,  is  hereby  revoked  and  canceled  by  the  said  W.  F.  Keams  Co. 
This  action  is  taken  because  of  your  failure  to  comply  with  the 
terms  and  conditions  of  your  said  proposal. 
Yours,  very  truly, 

W.  F.  Kearns  Company, 
By  W.  F.  Kearns^  Treasurer. 
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8.  The  record  seems  to  indicate  that  the  claimant  company  imme- 
diately protested  this  action,  nlleping  that  their  failure  to  comply 
with  the  terms  of  the  contract  entered  into  by  W.  F.  Keams  &  Co. 
with  Mr.  Fitzgerald  was  due  entirely  to  the  failure  of  the  railroad 
company,  then  operated  by  the  XTnited  States  Government,  to  make 
deliveries  of  the  necessary  machinery  in  time  and  that  they  should 
not  therefore  be  compelled  to  forfeit  their  contract  for  delays  occa- 
sioned through  no  fault  of  their  own  and  which  delays  could  not  be 
prevented  and  were  caused  solely  by  the  railroad  company  then  untler 
<iovernment  control, 

9.  The  ^le  further  shows  that  at  or  about  this  time  the  claimant 
was  told  by  W.  F.  Keams  Co.  that  it  would  give  them  additional 
orders  of  indefinite  amount  to  supply  such  of  their  requirements  as 
might  arise  in  excess  of  those  already  provided  for.  After  the  date 
of  the  cancellation  of  the  contract  between  the  claimant  comptiny 
and  W.  F.  Keams  Co..  which  cancellation  was  apparently  accepted 
by  claimant,  it  received  an  order,  dated  July  23, 1918,  for  1,000  tons 
of  screened  gravel  at  $1.50,  or  a  total  of  $1,600,  and  under  date  of 
July  27,  for  delivery  at  job  "  E,"  2,000  tons  at  $1.50  per  ton,  or  a  total 
of  $3,000.  On  August  30,  1918,  the  W.  F.  Keams  Co.  advised  the 
Fitzgerald  Construction  Co.  that  it  would  need  no  further  shipments 
under  the  last-named  order,  no  evidence  having  been  submitted  to 
show  what  were  the  total  deliveries,  if  any,  under  the  order  of  July 
27,  1918. 

10.  Under  date  of  May  10, 1920,  Charles  R.  Gow,  former  lieutenant 
colonel,  Quartermaster  Corps,  constructing  quartermaster,  directed   , 
a  letter  to  Ma],  C.  M.  Foster,  of  the  Construction  Division,  Washing- 
ton, D.  C,  which  is  herewith  quoted ; 

"  I  have  been  asked  by  Mr.  Murray,  attorney  for  the  Fitzgerald 
Construction  Co.,  to  write  vou  giving  a  statement  of  the  facts  per- 
taining to  the  claim  of  the  Fitzgerala  Construction  Co.  growing  out 
of  the  erection  bv  it  of  a  gravel  screening  plant  at  Braintree  for  the 
purpose  of  supplying  concrete  aggregate  for  the  Boston  Army  sup- 
ply base. 

"  Soon  after  the  contract  for  the  Boston  Army  supply  base  was 
signed,  the  Fitzgerald  Construction  Co.  located  a  very  good  de- 
posit of  sand  and  gravel  adjacent  to  the  New  York,  New  Haven  & 
Hartford  Railroad  at  South  Braintree,  Mass.  Their  representatives 
sought  a  contract  with  the  general  contractor  for  supplying  him 
with  the  necessary  sand  and  gravel  for  his  contract  requirements, 
and  such  a  contract  was  entered  into  in  the  form  of  a  purchase 
order  for  a  specified  amount,  deliveries  to  begin  on  June  1,  1918. 

"Owing  to  embargoes  made  necessary  by  war  activities  there  was 
a  very  considerable  period  of  delay  in  the  delivery  of  the  screening 
apparatus  and  other  equipment  required  for  the  plant.  In  the  mean- 
while progress  on  the  work  had  exceeded  our  anticipation,  and  it 
was  absolutely  essential  that  deliveries  of  concrete  aggregate  should 
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begin  early  in  June.  In  view  of  the  inability  of  the  Fitzgerald  Con- 
struction Co.  to  make  deliveries  as  called  for  (because  of  their  fail- 
ure to  receive  equipment),  it  was  deemed  necessary  by  me  that  the 
contractor  should  make  other  arrangements  for  sand  and  stone  in 
order  that  the  progress  of  the  work  should  not  be  interrupted.  Act- 
ing under  my  instructions  the  contractor  entered  into  agreements 
with  several  local  crush-stone  contractors  to  open  up  their  quarries 
which  had  been  shut  down,  and  in  order  to  secure  a  sufficient  dailv 
deliveiT  guaranties  had  to  be  given  as  to  the  total  deliveries  which 
covered  tne  entire  requirements  of  the  work.  This  new  arrangement, 
of  course,  made  it  impossible  to  continue  the  contract  with  the  Fitz- 
gerald Construction  Co.,  which  was  considered  to  have  been  auto- 
matically canceled  through  their  failure  to  make  deliveries  by  June 
1,  as  agreed  in  the  purchase  order. 

"  The  Fitzgerald  Construction  Co.  made  a  verbal  protest  against 
this  procedure  on  the  grounds  that  their  failure  to  deliver  was  due  to 
the  interference  of  the  United  States  Government  in  refusing  them 
deliveries  of  needed  equipment,  and  further  stated  that  they  were 
suffering  a  great  injustice  through  the  expense  which  they  had  been 
put  to  m  opening  a  pit  and  purchasing  materials  and  equipment 
which  would  be  valueless  to  them  if  they  were  denied  opportunity 
to  proceed  with  their  contract. 

"The  general  contractor  then  made  a  proposal  that  they  should 
agree  to  cancellation  of  the  ori^nal  contract  provided  he  would  give 
them  an  additional  order  of  an  indefinite  amount  to  supply  such  re- 
quirements as  inight  arise  in  excess  of  those  already  provided  for, 
tne  purpose  being  to  reimburse  them  so  far  as  possible  for  the  loss 
entailed  by  their  failure  to  receive  equipment.  It  became  necessary, 
however,  to  change  over  the  plant  arrangements  for  handling  con- 
crete materials  so  that  car  deliveries  were  not  satisfactory  for  our 
I  purpose,  and,  as  a  matter  of  fact,  very  little  material  was  ordered 
on  the  second  contract.  The  matter  was  brought  to  my  attention 
and  to  that  of  the  general  contractor  on  several  occasions  by  repre- 
sentatives of  the  Fitzgerald  Construction  Co.,  but  I  always  felt  that 
I  was  not  justified  in  recognizing  claims  of  this  sort,  consequently 
no  action  was  ever  taken  by  me  with  regard  to  it." 

Under  date  of  October  22  Charles  K.  Gow  directed  a  further  letter 
to  Mr.  Murray,  in  which  he  states : 

"  Theoretically  the  contract  in  question  was  made  with  the  general 
contractor  for  the  Boston  Army  supply  base,  viz,  the  W.  F.  Keams 
Co.  As  a  practical  matter  the  contract  was  negotiated  and  accepted 
by  me  acting  as  the  representative  of  the  United  States  Government. 

"The  contract  for  the  construction  of  the  Boston  Army  supply 
base  was  made  under  the  customary  cost-plus-a-fee  basis  wherein  the 
contractor  was  reimbursed  for  all  expenditures  made  by  him  in  con- 
nection with  the  work  and  in  addition  was  paid  a  fixed  fee.  In  this 
particular  case  the  contractor  received  the  maximum  fee  allowable. 

"  Under  his  contract  it  was  immaterial  to  tlie  contractor  whethei 
he  or  the  Government  purchased  the  necessary  materials,  because  bis 
fee  was  fixed  irrespective  of  this  feature.  It  was  optional  with  me 
as  constructing  quartermaster  to  direct  purchases  to  be  made  through 
his  office  or  to  make  them  direct  as  the  Government's  representative. 
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In  order  to  simplify  office  procedure  and  especially  because  of  certain 
legal  technical  requirements  where  purchases  are  made  by  a  Govern- 
ment official,  it  was  deemed  expedient  to  have  the  great  bulk  of  pur- 
chases made  through  the  contractor's  office. 

"  You  are  correct  in  your  recollection  that  you  dealt  direrily  with 
me  in  arranging  the  terms  of  the  subcontract  for  the  Fitzgerald  Con- 
struction Co.  matter  and  that  after  I  had  accepted  your  proposition 
I  directed  the  contractor  to  make  a  subcontract  with  you  for  the 
amount.  I  also  subsequently  directed  him  to  cancel  your  contract  at 
the  expiration  of  the  time  limit,  because  I  felt  we  could  no  longer 
wait  for  the  erection  of  your  equipment  and  the  production  of  sand 
and  gravel.  In  each  stage  of  the  controversy  the  contractor  acted 
entirely  at  my  direction  and  not  of  hisi  own  volition." 

11.  On  or  about  the  22d  day  of  June,  191&,  the  claimant  company, 
together  with  W.  F.  Keams  Co.  held  a  conference  in  the  office  of 
Charles  K,  Gow,  lieutenant  colonel,  Quartermaster  Corps,  then  con- 
structing quartermaster,  at  which  conference  a  formal  claim  was  then 
and  there  prepared  and  which  was  agreed  by  the  parties  in  the  con- 
ference was  a  fair  claim  of  the  Fitzgerald  Construction  Co.  and  which 
the  said  W.  F.  Keams  Co.  might  present  to  the  War  Department 
Claims  Board  on  behalf  of  the  Fitzgerald  Construction  Co.  The 
W.  F.  Kearns  Co.  was  then  and  there  given  the  claim  for  presenta- 
tion to  the  Government  and,  while  not  actually  refusing  to  sign  or 
submit  the  said  claim,  has  neglected  to  do  so  and  has  submitted  no 
reason  therefor,  the  claim  now  being  presented  to  this  board  being 
filed  directly  by  the  Fitzgerald  Construction  Co.  and  not  by  the 
W.  F.  Kearns  Co.,  the  prime  contractor  that  had  the  contract  for  cer- 
tain or  all  of  the  cement  work  at  the  Boston  supply  depot,  nor  by 
James  Joseph  Fitzgerald,  the  party  to  whom  the  order  or  contract 
in  question  was  issued. 

12.  No  hearing  was  had  on  this  claim  as  the  petition  and  file  at- 
tached thereto  fully  set  forth  all  the  facts  in  the  case,  and  as  the 
questions  before  us  for  decision  are  more  questions  of  law  than  of 
fact,  we  did  not  believe  an  oral  presentation  of  the  claim  would 
result  in  placing  before  this  Board  any  facts  not  already  set  up  and 
disclosed  by  the  petition  and  files. 


1.  The  questions  herein  presented  for  our  decision  can  readily  be 
resolved  into  two  only : 

First,  Did  claimant  enter  into  a  contract  with  the  prime  contrac- 
tor, in  this  instance  the  W.  F.  Keams  Co.,  or  did  the  negotia- 
tions with  Charles  R.  Gow,  lieutenant  colonel,  Quartermaster  Corps, 
constructing  quartermaster,  result  in  a  contract  with  the  United 
States  Government  and  not  with  the  W,  -F.  Keams  Co.,  the  prime 
contractor  i 
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(a)  Did  James  Joseph  Fitzgerald,  by  the  aasigmnent  of  the  bid  or 
contract  entei-ed  into  by  him  with  the  prime  contractor,  W.  F.  Keams 
Co.,  lose  any  rights  be  might  have  had  to  prosecute  any  claims  against 
the  United  States  Government,  and  thus  preclude  claimant  from  any 
recovery? 

Second.  Was  the  W.  F.  Keams  Co.,  the  Government's  prime  con- 
tractor, -ffithin  its  rights  and  justified  in  canceling  the  contract  with 
James  Joseph  Fitzgerald  or  the  claimant  company! 

2.  Beferring  to  the  first  question  here,  and  for  the  sake  of  argu- 
ment admitting  that  James  Joseph  Fitzgerald  was  invited  into 
negotiations  by  the  constructing  quartermaster  who  agreed  with  him 
upon  tentative  quantities  of  material  needed  and  prices  therefor 
which — if  he  bad  acted  upon  and  made  commitments  and  bou^t  ma- 
chinery for  the  purpose  of  fullUling  the  same — might  have  resulted 
in  an  agreement  with  the  United  States  Government  which  the 
Secretary  of  War  could,  under  the  provisions  of  the  act  of  March  2, 
1919,  adjust  or  settle,  we  are  nevertheless  confronted  with  the  fact 
that  after  these  negotiations  and  conferences  with  Lieut.  Col.  Gow 
the  said  Fitzgerald  submitted  to  the  prime  contractor,  the  W.  F. 
Kearns  Co.,  a  formal  bid,  which  bid  was  iiccepted  by  the  W,  F. 
Kearns  Co.  subject  to  the  approval  of  the  constructing  quart^master, 
which  approval  was  indorsed  upon  the  foot  of  the  proposal  in  ques- 
tion. 

3.  This  brings  us  then  to  that  elementary  principle  of  law,  that  all 
prior  or  contemporaneous  negotiations  are  embodied  and  embraced 
within  the  written  contract  that  follows  the  negotiations,  so  that  in 
this  case  the  only  resulting  contract  is  the  contract  presented  by  the 
formal  bid  of  James  Joseph  Fitzgerald,  accepted  by  the  W.  F.  Keams 
Co.  Fitzgerald,  after  his  negotiations  with  Lieut.  Col.  Gow,  then 
abandoned  same  and  entered  into  a  written  contract  with  the  W.  F. 
Keams  Co.  which  released  the  United  States  Government  from  any 
and  all  liability  that  might  have  rested  upon  it  as  a  result  of  the 
negotiations  between  Fitzgerald  and  Lieut.  Col.  Gow.  Therefore  no 
informal  contract  resulted  from  the  negotiations  between  James 
Joseph  Fitzgerald  and  the  United  States  whereby  the  United  States 
is  liable  to  him  or  his  assignee,  but  must  look  to  the  W.  F.  Kearns 
Co.,  his  prime  contractor  for  any  reimbursement  he  or  his  assignee 
may  think  he  or  it  is  entitled  to  on  account  of  any  commitments  made 
for  the  purpose  of  fulfilling  the  contract  in  question. 

4.  Nor  does  this  Board  believe  that  by  W.  F.  Kearns  Co.,  after  the 
cancellation  of  the  formal  order,  agreeing  with  claimant,  it  would 
receive  future  orders  from  the  W.  F.  Keams  Co.  for  an  indefinite 
amount  of  sand  and  grave],  place  any  liability  upon  the  United  States 
Government,  because  claimant  did  receive  such  orders  even  they  were 
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small  in  amount.    W.  F.  Keams  Co.  therefore  kept  its  o^reement 
with  the  claimant 

(a)  "Did  James  Joseph  Fitzgerald,  by  the  assignment  of  the  bid 
or  contract  entered  into  by  him  with  the  prime  contractor  W,  F. 
Keams  Co.,  lose  any  rights  he  might  have  had  to  prosecute  any  claims 
against  the  United  States  Governments " 

If  we  adopt,  for  the  sake  of  ttiis  discussion  the  contention  of  the 
claimant,  and  admit  that  the  contract  in  question,  by  being  entered 
into  with  the  prime  contractor,  was  yet  in  fact  entered  into  with  the 
United  States  Government,  then,  even  considering  it  in  this  most 
favorable  light,  the  claimant  ie  positively  precluded  from  recovering 
from  the  United  States  Government  any  sums  of  money  because  the 
assignment  of  contracts  or  orders  is  positively  prohibited  by  the  Re- 
vised Statutes,  section  3737,  in  the  following  language : 

"  Sec.  3737.  No  contract  or  order,  or  any  interest  therein,  shall  be 
transferred  by  the  party  to  whom  such  contract  or  order  is  given  to 
any  other  party,  and  any  such  transfer  shall  cause  the  annulment  of 
the  contract  or  order  transferred,  so  far  as  the  United  States  are  con- 
cerned. All  rights  of  action,  however,  for  any  breach  of  such  con- 
tract by  the  contracting  parties  are  reserved  to  the  United  States." 

5.  Taking  up  the  second  point — 

"Was  the  W.  F.  Keams  Co.,  the  Government's  prime  contractor, 
within  its  rights  and  justified  in  cancelling  the  contract  with  James 
Joseph  Fitzgerald  or  the  claimant  company? " 

This  Board  is  of  the  opinion  that  time  being  of  the  essence  of  the 
contract,  which  was  well  known  to  claimant,  and  Fitzgerald  having 
been  advised  prior  to  the  date  set  for  the  delivery  of  the  products 
called  for  in  the  contract  that  failure  to  comply  with  delivery  dates 
would  result  in  cancellation,  and  well  knowing  the  absolute  need 
of  the  United  States  Government  for  the  building  then  under  con- 
stmction,  that  upon  the  failure  of  Fitzgerald  or  his  assignee  to  sup- 
ply the  material  in  strict  accordance  with  the  terms  of  the  said  con- 
tract, that  the  W.  F.  Keams  Co.,  the  prime  contractor  of  the  United 
States  Government  was  justified  in  canceling  the  said  contract  and 
placing  the  same  elsewhere,  where  deliveries  of  the  materials  that 
were  so  badly  needed  were  assured.  By  the  said  cancellation  of  this 
contract,  notwithstanding  the  fact  that  claimant  alleges  its  failure 
to  deliver  the  material  in  question  within  the  time  limit  was  occa- 
sioned by  the  failure  of  the  railroad  to  deliver  to  it  the  necessary 
machinery  for  the  screening  of  the  gravel  in  question,  no  liability 
in  the  opinion  of  this  Board  rests  upon  the  W.  F.  Keams  Co,  or 
the  United  States  Government  to  reimburse  claimant  for  any  sums 
of  money  so  lost  by  its  inability  to  secure  delivery  of  machinery  in 
time  for  compliance  with  the  terms  of  the  order  or  contract. 

i_nOO<^IC 
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6.  Xor  does  this  Board  believe  that  there  is  any  merit  in  the  con- 
tention of  the  claimant  that  the  delay  of  the  railroad  company,  then 
operating  under  GoTernment  control,  is  any  escuse  for  it  not  living 
up  to  its  solemn  obligations  to  deliver  the  material  in  question  within 
the  time  limit  of  the  contract. 

7.  The  law  relative  to  the  change  of  conditions  after  the  signing  of 
the  contract,  and  during  the  time  of  performance  that  will  not  excuse 
a  contractor  from  compliance  with  the  same,  is  correctly  stated  in  the 
decision  of  the  Phoenix  Bridge  Co.  v.  United  States  (38  Ct.  Cls.,  p. 
610). 

"  It  is,  we  think,  in  such  cases,  elementary  law,  needing  no  author- 
ity in  support  of  it.  that  if  a  party  contracts  to  perform  anything  which 
is  possible  at  the  time  when  the  contract  is  made,  but  af tterwards  be- 
comes an  impossibility,  he  is  liable  in  damages  resulting  from  nonper- 
formance thereof,  the  distinction  is  that  if  an  obligaton  be  mposed  by 
law,  and  does  not  arise  from  his  contract,  if  it  be  rendered  impos- 
sible afterwards  by  the  act  of  God,  or  by  the  act  of  the  Govern- 
ment, he  will  be  excused  for  nonperformance.  In  the  case  presented 
the  obligation  does  arise  from  the  contract  of  the  party,  and  does 
not  therefore  fall  within  the  exception  of  things  rendered  impossible 
by  the  act  of  God.  The  rule  is  that  if  a  person,  desires  exemption 
from  such  acts  it  must  be  so  provided  in  the  contract  {Story  on 
Contracts,  sec.  975;  Chitty  id.,  1074),  and  there  is  no  pretense  that 
such  was  done  in  the  present  case." 

8.  The  railroad  conditions  at  the  time  the  claimant  entered  into  its 
contract  with  the  W.  F.  Keams  Co.  were  then  as  badly  congested 
and  delays  as  great  as  they  were  after  claimant  ordered  its  machinery, 
and  Fitzgerald  at  the  time  he  entered  into  the  contract  must  have 
known  these  conditions  and  must  have  known  that  there  was  no  assur- 
ance whatsoever  that  any  machinery  that  had  to  be  delivered  by 
the  railroads  could  or  would  be  delivered  in  time,  and  any  damage 
occasioned  claimant  by  the  failure  of  the  railroad  company  to  deliver 
to  claimant  its  machinery  in  time  for  it  to  begin  operations  before 
July  1,  1918,  notwithstanding  the  fact  that  the  railroads  were  then 
under  Government  control,  can,  in  no  way  place  any  obligation  upon 
the  IVar  Department  to  reimburse  it  for  the  losses  occasioned  by  this 
delay.  If  claimant  has  any  right  of  action  against  any  Government 
Department,  which  we  in  no  wise  admit,  the  same  certainly  would  not 
be  against  the  War  Department,  since  the  railroads  were  operated 
and  conducted  by  the  United  States  Railroad  Administration,  a  sepa- 
rate and  distinct  bureau  from  the  War  Department,  over  which 
the  War  Department  had  no  control  and  can  in  no  wise  be  bound 
by  any  of  its  acts  or  omissions. 

9.  This  Board  does  not  believe  that,  for  the  purposes  of  this  deci- 
sion, it  is  material  whether  or  not  the  claimant  had  a  contract  with 
the  United  States  Government  or  with  the  prime  contractor.    The 
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contract  in  question  was  canceled  for  nonperformance  at  a  time  when 
the  absolute  necessity  of  the  GoTemment  compelled  it  to  secure  its 
supplies  elsewhere  and  it  is  the  opinion  of  this  Board  that  the  prime 
contractor  or  the  Government  itself  was  justified  in  the  cancella- 
tion of  the  said  contract. 

10.  For  the  foregoing  reasons  all  relief  asked  for  by  the  claimant 
is  denied. 

nispoamoN. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Sheppard  concurring  for  the  Ap- 
peal  Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Decembeb  23,  1920. 
CaseXo.  1148. 

In  re  OLAIK  OP  FSEKCH  TLLUVTACTXTBIVO  CO. 

1.  IHFOEICAL  AOHBEICEIIT. — Where  a  tontrkotor  alloeatGi  to  a  proxy-dg^ued 
ooatraet  infflolent  material  to  pcrfonn  lald  contract  and  later  llndi  It 
Kmeiiar;  to  tim  lanie  of  th«  material  aliooated  to  the  prozy-il^ed  oon- 
tract  in  order  to  oomplete  the  performauoe  of  a  purohaae  order,  and  there- 
after porohaiei  more  material  and  allooatei  a  portion  of  thl>  Utter  pni- 
ohate  to  the  proxy-tlKned  contract,  the  costraotor  li  entitled  to  the  Ion 
inonrred  on  acoonnt  of  the  pnrohaie  of  the  raw  material  so  alloealcd  to 
the  prozj-dsned  eontraet. 

S.  OLAHC  AHU  DECmOH.— Claim  for  9s,38S.14  under  the  act  of  Xaroh  2,  1S19, 
tor  loH  Incurred  In  the  pnrohaie  of  thread  yarn  for  me  In  the  maniifaB- 
tnre  ol  thread.  The  facta  are  itated  In  an  opinion  reported  la  Tolume  IV, 
paffe  SOS.  On  appeal  the  Beoretarr  of  War  let  ailAe  the  prerlon*  de- 
oltlon  and  remanded  claim  to  the  Appeal  Section,  War  Department  Olalmi 
Board,  for  Inrther  proceedlnKi.  Held,  clnlmant  li  entitled  to  reoorer  the 
dUfeience  between  the  market  price  of  the  raw  material  on  the  date  of 
pnrehaie  and  the  market  price  on  the  date  of  tale  of  the  raw  material, 
whloh  wai  within  a  reasonable  time  after  intpenalon  .of  the  contraota. 

Capt.  Miller  writing  the  opinion  of  the  Board. 

FINDIN08  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim  for  $5,336.14  was  decided  adversely  to  claimant  in 
a  decision  of  the  War  Department  Board  of  Contract  Adjustment, 
dated  April  3,  1920,  reported  in  Volume  IV,  Part  II,  page  467,  and 
thereafter  the  claimant  took  an  appeal  to  the  Secretary  of  War, 

2.  The  Secretary  of  War,  on  November  13,  1920,  remanded  the 
claim  to  the  War  Department  Claims  Board  with  the  following 
order : 

November  13, 1920. 

In  the  matter  of  the  claim  of  French  Manufacturing  Co.,  Claim  Ko. 
150-C-1148. 

on  APPEAL  BEFOBE  THE  BECBETABT  OF  WAR. 

Upon  consideration  of  the  record  herein,  it  is  ordered  that  the 
decision  of  the  Board  of  Contract  Adjustment  be  set  aside;  that  fur- 
ther proceedings  be  had ;  that  additional  testimony  be  taken  and  the 


DECISIONS  APPEAL  SECTION  WAR  DBPARTMENT  CLAIMS  BOABD.    861 

case  decided  in  accordance  with  the  law  and  evidence  as  shown  in 
such  further  proceedings. 

Newton  D.  Bakeb, 

Secretary  of  War. 

3.  The  claim  involves  a  loss  alleged  to  have  been  incurred  in  con- 
nection with  the  purchase  of  raw  material  in  the  performance  of 
proxy-signed  contracts,  Ordnance  No.  P-11225-5826-Eq,  for  16^50 
pounds  of  10/3  olive  drab,  reverse  twist,  cotton  thread  at  $1.80  per 
pound.  This  contract  was  suspended  after  the  manufacture  of 
12.1d2  pounds,  leaving  a  balance  of  4,198  pounds  not  accepted  by  the 
Government. 

4.  On  September  11, 1918,  claimant  placed  an  order  with  the  Haw- 
thorn Spinning  Mills  for  25,000  pounds  of  thread  yarn  to  be  used 
in  performing  its  Government  contracts.  This  order  was  accepted 
by  the  Hawthorn  Spinning  Mills  on  September  13,  1918:  Claimant 
allocated  to  the  contract  of  July  3,  1916,  sufficient  thread  yam  to  ' 
complete  the  manufacture  of  the  4,198  pounds. 

5.  When  the  claim  was  considered  by  the  Board  of  Contract  Ad- 
justment the  record  contained  a  letter  dated  January  23,  1920,  in 
which  claimant  stated :  "  When  we  ordered  this  yam  we  had  suffi- 
cient material  already  on  hand  to  complete  actual  orders  we  had."  In 
its  appeal  to  the  Secretary  of  War,  claimant  submitted  documents  not 
previously'  in  the  file,  among  which  was  a  letter  dated  September  9, 
1918,  signed  by  William  Drinkwater,  thread  buyer  in  the  cotton  goods 
branch  of  the  Clothing  and  Equipage  Division,  Quartermaster  Gen- 
eral^s  Office,  reading  as  follows : 

"  1.  Referring  to  your  quotation  of  September  5,  order  in  Govern- 
ment form  will  be  sent  to  you  for  8,200  pounds  of  10/3  O.  D.  Sea 
Island  reverse  soft  finish  thread,  one  (1)  pound  tubes,  at  $1.88. 

"  By  authority  of  the  Acting  Quartermaster  General." 

6.  At  the  hearing  conducted  on  December  8, 1920,  Mr.  G.  F.  Waters, 
general  manager  of  the  French  Manufacturing  Co.,  who  wrote  the 
letter  of  January  23,  1920,  testified  that  his  company  had  received 
from  Mr.  Drinkwater  an  order  for  8,200  pounds  of  10/3  thread  before 
this  company  placed  with  the  Hawthorn  Spinning  Mills  the  order  for 
-J5,000  pounds  of  thread  yam,  and  explained  that  in  writing  the  state- 
ment quoted  from  his  l^ter  of  January  23,  1920,  he  used  the  term 
"  actual  orders  "  in  referring  to  purchase  orders,  or  contracts  in  regu- 
lar form  received  from  the  Government ;  that  it  was  not  his  intention 
to  advise  the  Government  that  when  his  company  placed  the  order 
with  the  Hawthorn  Spinning  Mills  it  had  on  hand  sufficient  material 
to  complete  the  informal  order  of  September  9, 1918,  and  that,  as  a 
matter  of  fact,  his  company  did  not  have  on  hand  on  September  11, 
1918,  sufficient  material  to  complete  Mr.  Drinkwater's  order  of  Sep- 
tember 9,  1918.    This  company  had  been  advised  on  September  9, 
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1918,  by  Mr.  Drinkwater  that  an  "  order  in  Govemment  fonn  "  would 
be  sent  the  French  Manufacturing  Co.  for  8,200  pounds  of  thread 
and,  partly  on  the  strength  of  this  information,  claimant  placed  an 
order  with  the  Hawthorn  Spinning  Mills. 

7.  The  evidence  further  shows  that  the  Government  required 
claimant  to  complete  the  order  of  September  9, 1918,  for  8,200  pounds 
of  thread  before  completing  the  proxyrsigned  contract  of  July  3, 
1918,  and  that  consequently  it  became  necessary  for  claimant  to  take 
from  the  contract  of  July  3,  1918,  thread  yam  sufficient  to  manufac- 
ture 4,198  pounds  of  thread  in  order  to  have  sufficient  thread  yarn  to 
complete  the  informal  contract  of  September  9, 1918.  Claimant  was 
then  compelled  to  allocate  to  the  contract  of  July  3, 1918,  thread  yam 
purchased  from  the  Hawthorn  Spinning  Mills  on  September  13, 

1918,  in  a  quantity  sufficiwit  to  complete  the  4,198  pounds  of  thread 
now  outstanding  on  the  proxy -signed  contract  of  July  3, 1918. 

8.  The  testimony  shows  that  it  requires  about  1-J  pounds  of  cotton 
to  make  1  pound  of  thread  yarn.  In  fact,  an  oflicial  audit  covering 
the  actitivies  of  the  Hawthorn  Spinning  Mills  for  the  period  com- 
mencing July  1,  1918,  and  ending  December  31,  1918,  shows  that 
from  100  per  cent  of  cott<m  there  was  manufactured  67.39  per  cent 
thread  yam.  It  was  further  shown  that  in  manufacturing  thread 
from  thread  yam  there  develops  a  loss  of  about  10  per  cent. 

9.  The  Hawthorn  Spinning  Mills  purchased  one-half  fancy  and 
one-half  extra  choice  sea-island  cotton  for  the  production  of  the 
25,000  pounds  of  thread  yarn.  The  market  price  of  fancy  sea-island 
cotton  on  September  13, 1918,  was  72  cents,  the  market  price  on  extra 
choice  being  about  one-half  a  cent  lower.  This  was  2  cents  higher 
than  the  quotations  for  sea-island  cotton  f.  o.  b.  Savannah. 

10.  The  Hawthorn  Spinning  Mills  was  first  notified  by  the  Govern- 
ment on  November  28, 1918,  to  stop  production  of  thread  yam  to  be 
used  in  Government  orders  on  November  30,  1918.  On  or  about 
December  16,  1918,  this  company  was  notified  to  sell  the  cotton  pur- 
chased for  the  manufacture  of  this  thread  yam.  The  record  contains 
many  letters  written  by  the  Hawthorn  Spinning  Mills  in  an  effort 
to  dispose  of  this  cotton.  The  reports  of  the  principal  dealers  in  sea- 
island  cotton  for  the  period  from  November  30,  1918,  to  January  15, 

1919,  show  that  the  market  during  that  time  was  practically  nominal 
and  that  very  few  sales  were  being  made.  The  Hawthorn  Spinning 
Mills,  however,  did  sell  this  cotton  on  January  15,  1918,  for  51^ 
cents  per  pound.  The  market  price  of  extra  choice  sea-island  cotton 
from  December  27, 1918,  to  January  11, 1919,  was  52  cents  per  pound, 
and  fancy  sea-island  cotton  accordingly  about  52^  cents  per  pound. 
The  next  quotation  that  could  be  found  following  January  15,  1919, 
the  date  of  the  sale  of  the  cotton,  was  January  18,  1919,  when  the 
price  had  advanced  a  few  cents. 

L,  ....  ..Goo'^lc 
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1.  By  direction  of  the  Secretary  of  War,  as  set  forth  in  the  fore- 
going order  of  November  13,  1920,  the  decision  of  the  War  Depart- 
ment Board  of  Contract  Adjustment  dated  April  3,  1920,  denying 
relief  is  hereby  vacated  and  set  aside. 

2.  The  evidence  before  the  Board  clearly  shows  that  claimant  allo- 
cated to  the  proxy-signed  contract  of  July  3, 1918,  from  the  purchase 
of  25,000  pounds  sufficient  thread  yam  to  complete  the  manufacture 
of  4,198  pounds  of  thread,  the  undelivered  portion  of  the  contract 
at  the  time  of  suspension.  It  is  true  that  claimant  had  previously  allo- 
cated other  thread  yarn  to  this  contnict  of  'luly  3,  1018,  but,  after 
taking  from  said  contract  of  July  3,  1918,  a  quantity  of  thread  yarn 
to  complete  a  smaller  and  more  urgent  order,  an  allocation  was  prop- 
erly made  to  the  contract  of  July  3, 1918,  from  the  order  of  Septem- 
ber 11,  1918,  accepted  September  13,  1918,  with  the  Hawthorn  Spin- 
ning Mills  for  25,000  pounds  of  thread  yarn.  This  allocation  was 
sufficient  to  complete  the  undelivered  portion  of  the  contract. 

3.  Claimant  did  not  have  on  hand  on  September  11, 1918,  sufficient 
thread  yarn  to  complete  its  contract  of  July  3,  1918,  and  the  informal 
order  of  September  9,  1918,  for  8,200  pounds  of  thread. 

4.  There  should  be  allowed  claimant  the  difference  between  the 
market  price  of  one-half  fancy  and  one-half  extra  choice  sea-island 
cotton  on  September  13,  1918,  and  the  market  price  of  this  cotton 
in  the  same  proportions  on  January  15,  1919.  The  market  price  of 
fancy  sea-island  cotton  f.  o.  b.  mills  on  September  13,  1918,  was  72 
cents,  and  the  evidence  shows  that  the  market  price  of  extra  choice 
would  therefore  be  71^  cents.  The  market  price  of  the  mixture 
should  then  be  71)  cents.  The  Hawthorn  Spinning  Mills  originally 
fixed  this  market  price  at  73  cents,  but  later  stated  that  72  cents  would 
be  fair.  It  appears  to  the  Board,  however,  that  since  this  cotton  was 
one-half  fancy  and  one-half  extra  choice,  the  market  price  would  be 
71}  cents  f.  o.  b.  mills  September  13,  1918.  Since  the  market  price 
of  extra  choice  sea-island  cotton  was  52  cents  on  January  15,  1919, 
the  mixture  of  one-half  fancy  and  one-half  extra  choice  would  figure 
at  62i  cents.  Claimant  should  be  allowed  the  difference  between 
62i  and  715  <xnts  on  sufficient  cotton  to  manufacture  4,198  pounds  of 
thread. 

5.  In  view  of  the  fact  that  the  Hawthorn  Spiiming  Mills  pro- 
duced 67.29  pounds  of  thread  yam  from  100  pounds  of  cotton  during 
the  latter  half  of  the  year  1918,  the  settlement  should  be  figured  on 
the  basis  that  these  percentages  would  have  been  maintained  in 
manufacturing  the  thread  yam  for  this  contract.  It  must  be  as- 
sumed that  the  French  Manufacturing  Co.  would  have  lost  10  per 
cent  of  the  thread  yam  in  manufacturing  the  thread.    Both  opera- 
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tions  must  be  considered  in  determining  the  amount  due  on  this 
claim. 

DISPOSITION. 

A  copy  of  this  decision  will  be  transmitted  to  the  Purchase  Section, 
War  Department  Claims  Board,  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Morgan  concurring  for  the  Appeal 
Section  j  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Decemrkr  23,  192(1. 
Cas«  Ko.  2988. 

In  re  CLLOK  OF  TISCONSnt  XOTOB  KAmTTACITTKnra  CO. 

1.  jmUSDICTIOH. — In  order  tor  the  Appeal  Seetlon,  Wftr  Department  Clalmi 
Board,  to  aunme  Jnrlidlotloii  of  a  oUlm  of  a  inboontraotor  It  mast 
■ffimattTely  appear  that  the  olalm  wai  Ued  1>7  the  prime  eantraetvi 
originally  or  by  the  lohoontractor  throvKh  the  prime  oontraetor. 

t.  SAMS. — It  mvit  latlifaotorlly  appear  that  the  claim  wai  preunted  to  a  Qov- 
emment  agenoj  within  the  time  preiorlbed  by  the  aot  of  Karoh  8,  ISIS, 
In  order  to  aorei  Jnrlidtetlon  npoa  the  Beoretary  of  War. 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDINQS  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  claim  arisee  under  the  act  of  March  2,  1919.  Statement 
of  claim  Form  B  has  been  filed  in  accordance  with  Purchase,  Storage 
and  Traffic  Division  Supply  Circular  No.  17,  1919,  for  $21,t38.31  by 
reason  of  an  agreement  alleged  to  have  been  entered  into  between  the 
claimant  and  the  United  States.  The  claim  is  before  this  Board 
on  original  petition  filed  by  claimant  and  has  been  asigned  for  deci- 
sion on  the  record  as  made  up. 

2.  The  facts  and  circumstances  out  of  which  the  claim  arises  are 
as  follows :  In  paragraph  1  of  claimant's  petition  it  is  alleged  that 
on  or  about  April  14,  1918,  claimant  entered  into  an  agreement  with 
an  officer  or  agent  of  the  United  States  for  additional  work,  labor, 
and  services  upon  motors  then  in  the  process  of  manufacture  pursu- 
ant to  an  agreement  previously  entered  into  between  the  claimant 
and  the  Premier  Motor  Corporation,  Indianapolis,  Ind.,  who  held 
the  prime  contract  with  the  United  States  for  the  delivery  of  8,660 
"Mode!  A"  motors  to  be  nsed  in  four-wheel-drive  tradm,  for  the 
use  of  the  United  States  Army.  It  is  alleged  that  in  order  to  com- 
plete the  motors  quickly  and  in  quantities  desired  by  the  Govern- 
ment, and  at  the  same  time  comply  with  rigid  tests  required  by 
Government  inspectors,  additional  coat  was  incurred,  the  same  being 
represented  by  the  following  items : 
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The  claimant  alleges  that  the  total  additional  cost  of  $21,733.31, 
itemized  above  is  applicable  to  motors  produced  and  delivered  to  the 
Premier  Motor  Corporation  and  that  same  is  reasonable  remunera- 
tion for  the  expenditures,  obligations,  and  liabilities  necessarily  in- 
curred in  performance  of  contracts. 

3.  The  record  shows  that  claimant  had  four  purchase  orders  from 
the  Premier  Motor  Corporation  and  also  five  purchase  orders  from 
the  Mitchell  Motor  Co.  The  claim  under  consideration  grows  out 
of  the  transaction  with  the  Premier  Motor  Corporation.  There  is  no 
evidence  in  the  record  tending  to  show  any  contractual  relations  be- 
tween the  Wisconsin  Motor  Manufacturing  Co.,  claimant,  and  the 
United  States,  While  claimant  stat«s  in  its  petition  that  it  entered 
into  "  and  agreement  with  an  officer  or  agent  acting  under  the  au- 
thority, direction,  or  instruction  of  the  Secretary  of  War,"  the  entire 
record  shows  clearly  that  the  claimant  was  a  subcontractor  of  the 
Premier  Motor  Corporation.  From  the  petition  and  the  file  it  ap- 
pears that  it  was  the  intention  of  the  claimant  to  have  this  claim 
considered  by  the  Appeal  Section  on  the  theory  that  an  implied 
agreement  arose  betwen  the  claimant  and  the  United  States. 

4.  The  Appeal  Section  has  written  three  letters,  sinoe  the  Sling 
of  this  claim,  to  the  Premier  Motor  Corporation  requesting  to  be 
advised  as  to  wh^her  or  not  its  claim  with  the  Government  had  been 
settled  and  also  as  to  whether  or  not  they  had  settled  with  this  sub- 
contractor or  were  willing  to  present  a  claim  for  this  subcontractor. 
No  reply  to  any  of  these  letters  has  been  received. 

5.  The  present  statement  of  claim  was  filed  July  27, 1920.  So  far 
as  the  record  shows  the  claim  was  not  presented  to  any  agency  of  the 
Government  ititbin  the  time  specified  in  the  act  of  March  2,  1919, 
for  presenting  claims,  although  the  following  statement  does  ap- 
pear at  the  end  of  claimant's  petition; 

"  This  claim  has  been  duly  presented  prior  to  June  30,  1919,  to 
Ordnance  Department  claims  board,  Cincinnati,  Ohio,  and  also  to 
Ordnance  Department  claims  board,  Chicago,  111." 

Claimant  submits  no  statement,  letter,  or  showing  from  either  of 
the  Boards  mentioned  in  substantiation  of  this  statement. 


1.  It  satisfactorily  appearing  in  this  case  that  whatever  work 
claimant  performed  or  whatever  mat«rial  claimant  furnished  was 
performed  and  furnished  as  a  subcontractor  of  the  Premier  Motor 
Corporation.  The  claim  not  having  hem  presented  by  the  prime 
contractor,  or  by  the  subcontractor  through  the  prime  contractor, 
this  Board  is  without  jurisdiction  to  consider  same.   It  is  our  opinion 
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that  from  the  record  as  presented  there  was  no  privity  of  contract 
between  the  claimant  and  the  Government. 

2.  For  the  reason  stated  in  paragraph  1  of  this  decision  and  for 
the  further  reason  that  it  does  not  satisfactorily  appear  by  affirma- 
tive testimony  that  the  claim  was  presented  to  an  agency  of  the  Gov- 
ernment within  the  time  prescribed  by  the  act  of  March  2,  1919,  th^ 
relief  prayed  for  must  be  denied. 

DisFoeinoN. 

A  final  order  denying  relief  will  issue. 

Xiieut.  Col,  McKeeby  concurring  for  the  Appeal  Section;  CoK 
Morrow  concurring  for  the  War  Department  Claims  Board. 
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Deoembes  27,  1920. 
Case  Ko.  2248. 

In  re  CLAIK  07  AITNIBTON  STEEL  CO. 

I.  ALTEEMATITE  EEIIEF—SETSXCZATIOir— ALLOWANCE  POE  USE  AND  OG- 
CUTATIOV. — Where  slalmaRt  InoladM  an  Item  for  plant  depreciation  la 
Iti  claim  ana  fugrg'eiti  tc  th«  bnTcan  board  and  also  to  the  Board  of  Cox- 
tract  Adjmtment  or  this  Board  ai  altematlTe  relief  an  allowance  forme 
and  ooonpatlon  the  Appeal  Seetlon  will  oonilder  the  natter  as  If  the 
alternative  had  been  formally  aiked  tor. 

9.  BETTEEMEHTB.— Where  repairs  to  claimant's  plant  amonnt  to  permanent 
betterments  and  allowanocs  are  made  tberefor  saoh  allowaneei  may  be 
afTaet  agalnit  a  claim  for  use  and  oocnpatlon. 

3.  CLAIK  AITD  SEC ISIOV.— This  case  was  decided  by  the  Board  of  Contnet  Ad- 
justment an  February  18,  1920,  In  part  denying  and  In  part  allowing  the 
claim.  On  appeal  to  the  Secretary  of  War  the  slalm  was  retnrned  to  the 
Appeal  Section  to  determine  whether  claimant  wai  entitled  to  mllowanoe 
and  occupancy  of  the  plant,  and,  if  so,  to  determine  whether  or  not  the 
betterments  for  whlob  allowances  have  been  made  ezoeeded  a  reasonable 
allowance  for  nse  and  occnpancy  of  the  plant.  The  former  decision  of 
the  Board  of  Contract  Adjustment,  reported  in  Tolnme  HI,  page  86S, 
is  modilLed  In  accordance  with  the  directions  of  the  Secretary  of  War. 
A  statement  of  the  facts  will  be  fonnd  In  said  decision. 

Lieut.  Col,  Smith  writing  the  opinion  of  the  Board. 

ON  HEOONSDJERATION. 

1.  This  case  was  decided  by  the  Board  of  Contract  Adjustment 
on  the  18th  day  of  February,  1920,  the  decision  being  in  part  favor- 
able and  in  part  adverse  to  claimant. 

2.  From  that  decision  claimant  noted  an  appeal  to  the  Secretary 
of  War,  who,  upon  consideration  of  the  record,  under  date  of  Novem- 
ber 30,  1920,  returned  the  record  to  the  War  Department  Claims 
Board  with  the  following  order : 

"  Upon  consideration  of  the  entire  record,  it  is  directed  that  fur- 
ther proceedings  be  had  by  the  Appeal  Section,  War  Deparbaent 
Claims  Board,  in  accordance  with  the  recommendations  contained 
in  the  accompanying  memorandum." 

3.  The  memorandum  referred  to  in  the  order  of  the  Secretary  is 
as  follows: 

"  The  questions  involved  in  this  appeal  are : 
"(ffl)  Ib  claimant  entitled  to  an  allowance  for  depreciation  in  the 
value  of  its  machinery  based  on  the  difference  l>etween  its  value  on 
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the  date  claimant  entered  into  the  contract  nnd  ite  value  at  the  time 
the  contract  was  suspended? 

"(M  If  nut  entitled  to  an  allowance  for  depreciation,  should  the 
Board  of  Contract  Adjustment  have  considered  the  alternative  relief 
by  way  of  rental  suggested  to  the  district  board  and  also  to  the  Board 
of  Contract  Adjustment,  but  not  included  in  the  claim  as  filed? 

"  Depreciation. — The  value  of  the  plant  on  the  date  of  the  contract, 
as  fixcHi  by  claimant,  is  an  inflated  value  due  to  war  conditions. 
The  claimed  depreciated  value  resulted  from  the  cessation  of  hostili- 
ties and  was  not  due  to  wear  and  tear  on  the  plant  during  perform- 
ance of  the  contract,  since  only  three  shells  were  produced  prior  to 
the  date  of  suspension,  nnd  therefore  there  could  nave  been  no  ap- 
preciable wear  upon  the  plant  facilities  due  to  use  in  performing  the 
contact,  and  claimant  does  not  contend  that  the  depreciation  resulted 
from  such  use. 

"  Shortlv  prior  to  the  time  it  entered  into  the  contract,  claimant 
had  an  offer  to  sell  its  plant,  but  it  l>elieved  that  by  entering  into 
the  contract  it  would  better  its  financial  condition. 

"Attention  is  not  called  to  any  recognized  theory  of  adjustment  of 
War  Department  contracts  authorizing  the  allowance  of  deprecia- 
tion due  to  the  causes  stated,  and  I  know  of  no  theory  upon  which 
such  an  allowance  can  be  made. 

"  It  is  recommended  that  the  action  of  the  Board  of  Contract  Ad- 
justment in  denying  claimant  relief  for  depreciation  of  its  plant  be 
affirmed. 

*'  Rent{d  value. — In  paragraph  2  of  the  decision  of  the  Board  of 
Contract  Adjustment  it  is  stated  that  claimant  suggests  that  if  the 
Board  does  not  allow  its  claim  for  depreciation,  then  claimant  should 
be  allowed  for  loss  of  the  rental  value  of  its  plant.  This  alternative 
relief  suggested  by  claimant  was  not  considered  by  the  Board  of 
Contract  Adjustment  as  it  believed  the  Board  was  not  authorized  to 
consider  the  alternative  relief  because  the  claim  for  rental  had  not 
been  filed  with  the  Cincinnati  ordnance  district  claims  board.  The 
opinion  recit«s  that  claimant  is  not  precluded  from  taking  such  fur- 
ther action  in  regard  to  claim  for  loss  of  rental  as  it  may  deem  ad- 
visable, and  that  the  denial  of  the  item  of  depreciation  is  without 
prejudice  to  the  right  of  claimant  to  take  action  before  the  Cincin- 
nati ordnance  district  claims  board  in  regard  to  the  claim  for  the 
rental  of  the  plant  as  claunant  may  deem  advisable. 

"  The  Bimpte  afiirmance  of  the  opinion  of  the  Board  of  Contract 
Adjustment  would  leave  claimant  possessed  of  the  right  to  present 
its  claim  for  rental  to  the  Cincinnati  ordnance  district  claims  board, 
and  thus  the  final  adjustment  of  claimant's  contract  would  be  further 
delayed.  It  is  my  opinion  that  the  Secretary  of  War  should  con- 
sider the  alternative  claim  for  rental  suggested  to  the  Cincinnati 
ordnance  district  claims  board  and  the  Board  of  Contract  Adjust- 
ment, as  if  the  claim  for  rental  had  been  duly  filed  with  the  Dis- 
trict Board  and  by  it  disallowed  and  carried  to  the  Board  of  Con- 
tract Adjustment  on  appeal,  this  would  expedite  the  final  adjust- 
ment of  claimant's  contract. 

"It  is  not  unusual  under  the  circumstances  such  as  shown  by  the 
record  to  allow  a  reasonable  charge  for  the  use  and  occupancy  of 
that  part  of  the  plant  to  be  devote  to  the  performance  of  the  con- 
tract, during  the  period  of  preparation  for  performance.       ^onolr 
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"  There  are  some  suggestions  in  the  record  that,  as  the  result  of 
moneys  expended  for  repairs  to  the  plant  for  which  allowance  was 
made  in  the  awai-d  offered,  claimant's  plant  was  in  much  better  con- 
dition for  commercial  purposes  at  the  time  of  suspension  than  at 
the  time  the  contract  was  entered  into.  If,  as  a  matter  of  fact,  het- 
terments  had  accrued  to  the  plant  from  expenditures  made  in  prepa- 
ration for  the  performance  of  this  contract  for  which  allowance  has 
been  made  in  tne  award  offered  claimant,  this  fact  should  be  taken 
into  consideration  and  the  value  of  such  betterments  should  be  offset 
against  the  charges  for  use  and  occupancy, 

'^ Becomfnendation^.~lt  is  recommended  as  follows:  That  the 
record  be  returned  to  the  Appeal  Section,  War  Department  Claims 
Board;  that  the  Appeal  Section  be  directed — 

"  (a)  To  determine  the  amount,  if  any,  which  should  be  allowed 
claimant  by  way  of  use  and  occupancy  or  the  plant  as  rental. 

"(6)  Also  to  determine  whether  the  value  of  claimant's  plant  was 
increased  by  reason  of  betterments  made  during  the  period  of  prepa- 
ration to  perform  the  contract,  for  the  expense  of  which  allowances 
are  included  in  the  award  offered;  and 

"  (e)  If  so,  to  determine  the  reasonable  value  of  such  betterments; 
and 

"  (d)  If  the  amount  of  rental  determined  as  hereinbefore  suggested 
exceeds  the  value  of  the  betterments  so  determined,  that  the  Appeal 
Section  ascertain  the  amount  of  such  difference  and  return  the  record 
to  the  Ordnance  Section  with  instructions  to  increase  its  offer  of 
award  by  the  amount  as  so  ascertained  by  the  Appeal  Section. 

"(e)  tf  the  Appeal  Section  finds  that  the  value  of  the  betterments 
exceeds  a  reasonable  allowance  for  use  and  occupation  determined 
as  hereinbefore  suggested,  the  decision  of  the  Board  of  Contract 
Adjustment  should  be  modified  to  conform  to  such  finding;  and 

(f)  In  any  event,  upon  a  reconsideration  of  the  case  by  the 
Appeal  Section,  the  claim  should  be  disposed  of  as  if  the  suggested 
alternative  relief  had  been  brought  before  the  Appeal  Section  by 
appeal  in  the  usual  manner;  and 

(g)  The  opinion  of  the  Board  of  Contract  Adjustment  should 
be  modified  accordingly. 

"(A)  That  part  of  the  decision  of  the  Board  of  Contract  Adjust- 
ment denying  relief  to  claimant  for  depreciation  in  the  value  of  the 
plant  should  be  affirmed. 

"J.  A.  Hull, 
"Colonel,  Judge  Advocate,  Vice  Ohairman,, 

"  War  Department  Clmma  Board" 

i.  It  is  believed  that  the  matters  referred  to  this  Board  for  deter- 
mination can  be  satisfactorily  determined  from  the  record  without 
further  hearing.  The  questions  directed  by  the  Secretary  of  War  to 
be  considered  will  be  taken  up  in  the  order  in  which  they  appear  in 
the  above  memorandum. 

5.  (a)  At  the  time  claimant  received  notice  that  the  contract  had 
been  awarded,  the  value  of  the  plant,  for  the  purpose  of  fixing  a  rea- 
sonable rental,  was  $130,000.  (This  being  the  minimum  amount 
stated  by  claimant's  president  to  be  a  fair  value  for  the  purpose  of 
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determining  rental,  E.,  33.)  While  he  testified  that  20  per  cent  per 
aQnum  would  be  a  reasonable  per  centum  upon  vhich  to  calculate 
the  rental,  yet  it  ia  the  opinion  of  the  Board  that  such  per  centum 
is  too  high,  and  that  under  all  the  circumstances  ot  this  case  6  per 
cent  per  annum  would  be  reasonable.  Calculated  on  this  basis  the 
annual  charge  for  use  and  occupation  of  the  plant  would  be  $7,800. 
The  plant  was  idle  during  preparations  for  performance  of  the  con- 
tract for  about  five  months  (G.,  74),  and  after  suspension,  during 
the  change  from  a  shell  plant  to  a  commercial  plant,  it  was  idle 
about  three  months  (R,,  74),  so  that  the  period  during  which  a 
charge  for  use  and  occupation  should  be  considered  would  be  eight 
months,  for  which  a  reasonable  allowance  would  be  $5,200. 

(&)  The  Board  determines  that  the  value  of  claimant's  plant  was 
increased  by  reason  of  betterments  made  during  the  period  of  prepa- 
ration to  perform  the  contract,  for  the  expense  of  which  allowances 
are  included  in  the  award  offered. 

(o)  In  view  of  ail  the  allowances  offered  on  account  of  the  pre- 
paratory expense,  it  is  believed  that  permanent  betterments  resulted 
of  a  value  of  at  least  $1,745.96,  as  claimant  has  been  aUowed,  among 
others,  the  following  items : 

Labor  In  r^alrlng  machinen'  and  eqalpnient {1,240.95 

Repairs  to  buildings: 

Labor 300.46 

Materfal 474.69 

R^airs  to  pumps 421.98 

Repairs  to  Aears 83,05 

Small  tools  (drills,  flies,  etc.) 463.77 


It  is  possible  that  some  of  the  small  tools  may  have  been  consumed 
or  partially  so  in  the  work  of  preparation.  However,  if  this  be  true 
the  value  so  consumed  is  more  than  taken  care  of  by  other  items 
included  in  the  award  offered,  to  which  attention  has  not  been  called 
in  the  above  list  of  items,  but  which  omitted  items  added  permanent 
betterments  to  the  plant. 

(d)  While  there  is  no  item  of  depreciation  included  in  the  rehabili- 
tation charge  of  $10,000  allowed  by  the  Cincinnati  Ordnance  dis- 
trict claims  board  and  affirmed  by  the  Ordnance  Claims  Board  and 
no  item  was  therein  specifically  stated  to  include  any  charge  for  use 
and  occupancy  of  the  plant  during  the  period  of  reconstruction,  yet 
it  is  believed,  in  view  of  all  the  facts  and  ciicumatances  in  the  case, 
including  other  allowances,  that  the  charge  for  use  and  occupation 
of  the  plant  during  the  three  months'  period  of  reconstruction  is 
sufficiently  taken  care  of  in  the  rehabilitation  allowance  of  $10,000. 
So  there  remains  to  be  allowed  only  an  item  for  use  and  occupancy 
of  the  plant  for  a  period  of  live  months,  which  charge,  based  on  the 
annual  rental  of  $7,800,  would  be  $3,250.    From  this  sum  should  be 
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deducted  the  value  of  the  permanent  betterments  in  the  amount  here- 
tofore determined,  $1,745.95,  leaving  the  net  amount  claimant  should 
be  allowed  for  use  and  occupancy  of  the  plant  $1,504.05,  by  which 
sum  the  award  offered  by  the  Ordnance  Claims  Board  should  be  in- 
creased. 

{e)  Since  the  Board  has  found  that  the  value  of  the  betterments 
does  not  exceed  the  reasonable  allowance  for  use  and  occupancy, 
nothing  further  need  be  said  under  this  head. 

(/)  The  matter  of  rental  or  use  and  occupancy  of  the  plant  has 
been  considered  by  this  Board  as  if  this  suggested  alternative  relief 
had  been  brought  before  the  Appeal  Section  by  appeal  in  the  usual 
manner,  and  paragraphs  2  and  3  of  the  "Decision"  of  the  Board  of 
Contract  Adjustment  are  modified  accordingly. 

{ff)  The  opinion  of  the  Board  of  Contract  Adjustment  is  modified 
in  accordance  with  the  views  herein  expressed. 

(A)  That  part  of  the  decision  of  the  Board  of  Contract  Adjust- 
ment denying  relief  to  claimant  for  depreciation  in  the  value  of  the 
plant  is  affirmed. 

6.  Attention  is  invited  to  the  fact  that  a  loan  of  $95,000  was  made 
to  claimant  through  the  War  Credits  Board,  upon  which  it  appears 
a  balance  remains  unpaid. 

DISPOSITION. 

The  record,  together  with  copy  of  the  opinion  of  the  Board  of 
Contract  Adjustment  and  of  the  Appeal  Section,  War  Department 
Claims  Board,  on  reconsideration  will  be  transmitted  to  the  Ordnanc« 
Section  for  appropriate  action. 

Lieut.  Col.  McKeeliy  nnd  Capt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Case  No.  2106. 

In  re  CLAIM  OP  CAKBBIA  STEEL  CO. 

RAW  1CATEKIAL8.— lUi  oaie  wai  decided  Kaj  3,  1B80,  and  ctatmant  was  g:lTen 
partial  relief.  An  appeal  wai  noted  by  the  Air  Berrlce  reprdeatatWe  of 
the  War  Department  Clalmi  Board  and  the  Secretary  of  War  forwarded 
the  lame  to  thli  Board  for  further  oonil deration.  On  further  ooaildera- 
tlon  It  appeared  that  the  raw  material  tn  qaettlon  wai  not  porohaied 
after  the  receipt  of  the  contraot.  Therefore  all  relief  prayed  for  Is  denied. 
(For  declitos  of  May  3,  1910,  tee  Tol,  T,  theie  deeldoni,  p.  124.) 

Maj.  Farr  writing  the  opinion  of  the  Board. 

ON  REOONBIDERATION. 

1.  This  case  was  decided  by  the  Board  of  Contract  Adjustment  on 
the  3d  day  of  May,  1920,  and  was  to  the  effect  that  the  claimant  was 
entitled  to  be  reimbursed  for  such  Joss  as  it  suffered  by  reason  of 
^e  terminatioD  of  the  contract;  such  loss  being  the  amount  of  the 
depreciation  in  value  of  such  proportion  of  the  raw  materials  left 
on  its  hands  as  would  have  been  necessary  to  complete  its  contract. 

2.  As  the  case  involved  a  contract  with  the  Air  Service,  the  same 
was  forwarded  to  Mr.  Robert  McC.  Marsh,  special  member,  War  De- 
partment Claims  Board,  who  noted  an  appeal  from  the  deciaon  of 
the  Board  of  Contract  Adjustment  and  the  decision,  with  papers  at> 
tached  thereto,  were  accordingly  forwarded  to  the  special  advisers 
of  the  Secretary  of  War. 

S.  Under  date  of  November  1,  1920,  the  Secretary  returned  the 
decision  with  all  papers  with  the  following  order : 

"  Ut>on  consideration  of  the  record  here  presented,  it  is  directed 
that  the  record  be  returned  to  the  War  Department  Claims  Board 
for  further  Investigation  of  the  circumstRnces  under  which  the  ma- 
terial in  question  was  ordered,  appropriate  disposition  to  be  there- 
upon made  in  accordance  with  the  accompanying  recommendation. 
"  Newton  D,  Babrb, 

"Seeretary  of  IFur." 

4.  The  recommendation  referred  to  in  said  order  is  as  follows : 

"As  the  contract  here  in  Question  contains  a  termination  clause  in- 
t«nded  to  fix  ^e  mutual  ooligations  of  the  parties  in  case  of  the 
termination  of  the  contract  by  the  United  States  in  the  public  interest, 
the  question  here  presented  is  whether  the  settlement  directed  by  the 
Board  is  in  accoroance  with  the  provisions  of  the  termination  clause. 
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"  The  portion  of  the  termination  clause  here  applicable  directs 
that  the  tJnited  States  shall  reimburse  the  contractor — 
"'for  such  proportion  of  the  contractor's  expenditures  (other  than 
expenditures  for  plant,  facilities,  and  equipment  solely  provided  for 
the  performance  of  this  contract)  made  by  the  contractor  in  good 
faith  in  connection  with  the  performance  of  this  contract,  as  is  fairly 
and  properly  apportionable  to  the  articles  or  work,  the  delivery  or 
performance  of  which  is  so  terminated,  plus  10  per  cent  of  the  amount 
so  ascertained.  Any  raw  materials,  articles  in  process  of  manufac- 
ture, and  other  property  so  paid  for  shall  become  the  property  of  the 
United  States.' 

"  The  Board  in  its  decision  allows  claimant  reimbursement  for  ma- 
terials on  hand  at  the  time  of  termination,  regardless  of  whether  or 
not  such  materials  were  bought  after  tlie  contract  was  either  in  effect, 
promised,  or  in  contemplation.  This  decision  is  based  partly  on  a 
finding  tnat  in  1917  the  War  Industries  Board  '  practically  com- 
mandeered '  the  contractor's  facilities  and  that  the  claimant  during 
the  remainder  of  the  period  of  the  war  deroted  itself  almost  wholly 
to  Government  work,  and  partly  on  a  finding  that  the  materials  on 
hand  at  the  time  of  suspension  nad  been  purchased  by  the  claimant 
in  anticipation  'of  the  Government  contracts  on  hand  at  the  time  of 
the  armistice. 

"  I  do  not  know  just  what  status  is  intended  to  he  indicated  by  the 
Board  in  its  finding  that  the  plant  had  been  '  practically  comman- 
deered,' but  do  not  think  that  tn6  record  justifies  a  conclusion  that  the 
plant  was  in  fact  commandeered  by  the  United  Stat«s.  The  action 
of  the  claimant  company  with  respect  to  the  Government  orders  hav- 
ing been  voluntary,  its  rights  in  connection  with  the  adjustment  of 
those  orders  are  to  be  determined  solely  with  reference  to  the  terms 
of  the  written  contracts  evidencing  such  orders. 

"  Turning  again,  therefore,  to  the  appropriate  provisions  of  the 
termination  clause  in  this  particular  contract,  the  question  to  be  de- 
termed  is  whether  the  expenditures  here  involved  are  '  expenditures 
•  •  *  made  by  the  contractor  in  good  faith  in  connection  with 
the  performance  of  the  contract,'  No  question  has  been  raised  as  to 
the  good  faith  of  the  contractor,  and  if  the  expenditures  in  question 
were  made  in  connection  with  the  performa/nce  of  this  contract,  they 
are  allowable,  in  so  far  as  they  represent  materials  applicable  to  the 
uncompleted  portion  of  the  contract.  The  language  '  in<  connection 
with  tne  performance  of  this  contract,'  does  not  necessarily  limit 
claimant  to  reimbursement  for  expenditures  incurred  after  the  formal 
contract  was  made,  but  it  seems  to  me  that  a  fair  construction  of  this 
•language  does  not  include  expenditures  made  before  the  contract  in 
question  was  either  promised  or  contemplated,  for  the  purchase  of 
the  general  stock  of  raw  materials,  not  exceeding  the  amount  usually 
carried  on  hand  by  the  claimant  in  connection  with  its  regular  busi- 
ness, regardless  of  orders  on  hand.  As  I  am  not  satisfied  that  the 
materials  here  in  question  were  purchased  either  in  reliance  on  any 
assurance  or  promise  of  this  particular  contract,  or  in  reliance  on  as- 
surances of  any  group  or  volume  of  Government  purchases  whidi 
would  include  the  contract  here  in  question,  I  recomihend  that  ap- 
proval of  the  decision  of  the  Board  of  Contract  Adjustment  be  with- 


DBd&IONB  APPEAL  SECTION  WAS  DEPABTMENI  CL.AIHS  BOABD.    876 

held,  and  that  the  claim  be  returned  to  the  War  Department  ClaimB 
Board  with  instructions  to  further  investigate  the  circumstancea 
under  which  the  material  in  question  was  ordered,  and  to  make  ap- 
propriate disposition  of  the  claim  in  accordance  with  this  mem- 
orandum. 

**  R.  O.   GtoODALE, 

"ySptfcioi  Adviser." 

5.  Thereupon,  in  accordance  with  the  foregoing  order  of  the  Sec- 
retary of  War,  the  claimant,  on  the  13th  day  of  Decemher,  1920, 
vas  given  a  further  hearing.  Its  attorney  then  stated  his  position 
to  be; 

"Now,  the  position  that  we  are  taking  and  will  support  by  evi- 
dence is  this — that  all  the  material  that  we  bought  from  the  time 
that  we  were  directed  to  devote  our  energies  to  war  work,  which  was, 
say,  September  I,  1917,  until  after  the  armistice,  which  was,  say, 
November  30,  1918,  was  bought  for  Government  uses  in  accordance 
with  direct  contracts  with  the  Government  or  orders  received  from 
the  Government  or  Government  directions  that  the  material  should 
be  supplied  to  Government  agencies. 

"  The  evidence  already  in  shows  that  the  stock  on  hand  at  the 
time  when  Mr.  Replogle,  who  was  the  director  of  steel  supplies,  took 
charge  of  the  allocation  of  its  products,  was  all  consumed  by  January 
1,  1918,  and  that  therefore  all  the  purchases  made  thereafter,  from 
January  1,  1918,  of  material  necessary  to  fabricat«  Government 
orders,  if  it  be  the  fact,  as  has  been  established,  and  that  all  of  our 
products,  to  the  extent  of  95  per  cent,  were  devoted  to  war  work  and 
were  bought  for  Government  contracts."    (Tr.  p.  137-138.) 

6.  Claimant  produced  its  assistant  auditor,  Mr,  Fred  H.  Over- 
dorf,  as  its  chief  witness,  who  testified  along  the  iLaes  outlined  by 
claimant's  attorney  in  his  opening  statement  and  submitted  certain 
detailed  statunente  of  orders  received  from  various  Government 
bureaus  and  of  certain  materials  purchased  necessary  to  complete 
certain  orders  received  for  Government  work. 


1.  All  of  the  evidence  produced  by  the  claimant  at  Hie  hearing  on 
December  13,  1920,  was  to  the  effect  that,  as  claimant  was  doing 
Government  work  to  what  it  claimed  was  95  per  cent  of  its  capacity, 
all  materials  purchased  by  it  after  January  1,  1918,  were  for  the 
performance  of  Government  contracts,  and  that  therefore,  upon 
the  suspension  or  cancellation  of  any  contract  given  it  after  that 
date,  anj  material  left  on  hand  that  would  have  been  used  in  the 
performance  of  any  such  suspended  contract  should  be  considered 
as  a  commitment  made  on  account  of  the  said  contract,  and  upon 
the  said  suspension  claimant  should  be  allowed  the  difference  be- 
tween the  cost  of  the  materials  so  purchased  and  the  value  of  the 
same  after  the  armistice. 
74822— 21— VOL  8 25 

DiB.1izedOyCOO<^IC 


876    DECISIONS  APPEAL  SECTION  WAS  DEPABTMENT  CLAIMS  BOASD. 

S.  This  is  a  position  that  the  Board  does  not  concur  in,  as  it  believes 
that  the  claimant  is  onlj  entitled,  under  any  circumstances,  to  be 
reimbursed  for  any  commitment  made  by  it  after  the  contract  in 
question  was  given  to  it,  or  it  was  advised  that  it  had  a  contract. 

3.  This  contract  or  order  -was  dated  the  9th  day  of  October,  1918, 
and  was  suspended  by  the  Government  on  the  23d  day  of  December, 
1918,  after  335,300  pounds  had  been  delivered,  so  that  any  allowance 
or  payment  that  this  Board  could  recommend  to  the  claimant  would 
have  to  be  for  mat«ria}s  purchased  after  the  8th  day  of  October, 
1918,  and  prior  to  the  23d  day  of  December,  1918.  As  only  one  wit- 
ness was  introduced  by  claimant,  it  is  necessary  for  us  to  quote  some 
of  his  evidence : 

"Question.  Well,  I  will  ask  another  question:  After  receipt  of 
this  order  dated  October  9,  1918,  did  you  then  order  any  material 
necessary  to  fulfill  that  order } 

"Mr.  OvERDORF.  We  ordered  material  after  that  date,  which  be* 
came  a  part  of  our  general  stock  of  raw  materials,  from  which  we 
would  draw  to  fulfill  this  order. 

"  QnESTioK.  Do  I  understand  your  answer  to  be  that  you  did  order 
materials  after  October  9,  1918  f 

"Mr.  OvEBDORF.  After  October  9,  1918,  we  would  have  placed 
orders  for  materials. 

"Question.  But  did  you — ^not  what  you  wovld  have  done!  Did 
you  do  it? 

"  Ur.  OvBBDORF.  Not  specifically  for  that  order. 

"Question.  If  you  had  never  received  the  order  of  October  9, 
1918,  would  you  not  have  had  on  hand  the  same  material  that  you  are 
now  askhig  payment  for! 

"Mr.  mNTEHSTEBN.  What  is  your  answer  to  that,  Mr.  Overdorft 

"  Mr.  OvERDOKF.  Well,  I  can  not  say  that  a  small  order  for  600 
tons  would  or  would  not  influence  the  orders  placed  for  raw  mate- 
rials necessary  to  produce  100,000  tons  of  steel  a  month.  _ 

"  Question.  Then,  do  I  understand  your  answer  to  be  that  even 
though  you  never  had  received  this  contract,  the  material  for  which 
you  now  claim  would  oevertbelesa  be  on  handl 

"  Mr.  OvERDORF.  We  must  remember  that  in  case  of  this  particular 
order  we  did  make  some  8hipm«its  and  used  material. 

"  Question.  I  will  ask  the  question  again ;  Suppose  that  you  had 
never  gotten  the  contract  or  the  order  or  October  9,  1918,  would  yoa 
not  have  had  on  band  the  very  material  that  you  are  now  asking  tttat 
you  be  paid  for  on  account  of  the  cancellation  or  the  suspension  of 
the  order  of  October  9,  1918? 

"  Mr.  OvEEDOBF.  We  probably  would  have."    (Tr.  pp.  162-164) 

4.  From  the  foregoing  admissions  and  a  careful  examination  of  the 
evidence  produced  at  the  previous  hearing,  on  which  the  decision 
of  May  3,  1920,  was  based,  this  Board  is  of  the  opinion  that  the 
claimant  has  failed  to  prove  that  the  material  for  which  it  is  now 
asking  that  the  Government  should  make  it  an  allowance  on  account 
of  its  depreciation  was  ordered  by  it  subsequent  to  the  8th  day  of 
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October,  1918,  or  for  the  purpose  of  fulfilling  the  order  in  question. 
Since  claimant  has  failed  to  show  that  the  materials  in  question  were 
purchased  on  the  faith  of  the  order  of  October  9,  1918,  it  is  entitled 
to  no  relief. 

S.  For  the  foregoing  reasons  all  relief  asked  for  by  the  claimant  is 
denied. 

DiSFoarnoN. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeebj  and  Capt.  Sheppard  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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December  28, 1920. 
Case  Ko.  2792. 

In  re  CLAIM  07  CAMBSIA  STEEL  CO. 

EBUausSEllEIlT.— When  cUijnant  had  a  oontraot  with  the  TJnlted  BtaUt 
QoTeTBinent  to  furnish  S,400  ton*  of  iteel  and,  la  furiLtihinK  lame,  deliv- 
ered to,  and  the  QDvenimeiit  aooepted,  72,800  poundi  of  iteel  In  exoeii  ot 
the  Amonnt  called  for  In  the  oontraet,  the  QoTeTnmeiit  la  ohltrated  to 
Telmbnne  olalmant  for  the  lald  exoeif  shlpmeat  of  steel  at  the  rate 
■peelfled  in  the  eontraat  of  Seoember  1,  1917,  under  wlilota  eontraot  the 
ihlpmenti  In  question  were  made. 

This  oaie  wai  decided  by  thii  Board  on  October  IS,  1830,  and  clatmant,  not 
being  satltded  with  lame,  asked  for  a  reoonildeiatlon,  whioh  was  granted. 
FOT  itatement  of  faots,  see  DeoUlon  of  the  Board  dated  October  IS,  IttO 
(Vol.  VXt,  p.  915.) 

Maj.  Farr  writing  the  opinion  of  the  Board. 

ON  BECON8IDBRATION  AND  IN  8UPPU:MENT  TO  DECISION  OF  OdOOEB 

13,  leso. 

1.  This  claimant  originally  presented  its  petition  to  this  Board,  on 
which  it  was  granted  a  hearing  and  a  decision  rendered  on  the'  13th 
day  of  October,  1920,  which  decision  granted  claimant  certain  relief 
as  therein  set  forth,  and  to  which  decision  reference  is  now  made 
for  a  full  discussion  of  all  the  facts  material  thereto. 

2.  The  evidence  produced  at  that  time  before  the  Board  established 
the  fact  that  claimant  had  delivered  to  the  United  States  Govern- 
ment, and  the  United  States  Govenunent  had  accepted  at  its  plant 
at  Middletown,  Ohio,  approximately  72,300  pounds  of  steel  in  excess 
of  the  amount  called  for  under  the  contract  of  December  1,  1917, 
between  the  said  Cambria  Steel  Co.  and  the  United  States  Gx>vem- 
ment,  and  that  the  claimant  had  not  been  reimbursed  or  paid  for 
the  steel  delivered  to  the  Government  in  excess  of  the  amount  called 
for  under  the  said  contract. 


1.  In  view  of  the  fact  that  the  United  States  Government  accepted 
an  excess  shipment  of  approprixately  72,300  pounds  of  steel  over 
and  above  the  6,400  tons  of  6f-inch  round  common  shell  steel  billets, 
and  the  same  has  been  used  by  the  United  States  Government,  and 
claimant  has  never  been  reimbursed  for  the  same,  it  is  the  opinion 
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of  this  Board  that  claimant  should  be  paid  the  contract  price  for  all 
steel  shipped  to,  accepted,  and  used  by  the  United  States  Govemment 
in  excess  of  the  S,400  tons  called  for  under  the  provisions  of  the  said 
contract,  and  that,  in  addition  thereto,  as  more  fully  set  forth  in 
paragraph  6  of  the  decision  rendered  by  this  Board  under  date  of 
October  13,  1920,  claimant  should  also  be  reimbursed  for  at  least 
50  per  cent  of  the  amount  of  the  rejected  materials,  which  is  the 
amount  it  had  heretofore  agreed  upon  as  being  a  fair  settlement  of 
its  claim,  and  that  in  addition  to  that  it  is  entitled  to  the  freight  on 
the  same  proportion  of  the  rejected  steel  returned  to  it  from  th&  plant 
at  Middletown,  Ohio. 

orspoBrnoN. 

This  Board  will  make  and  transmit  a  statement  of  the  nature, 
terms,  and  conditions  of  the  agreement  and  certificate  C  to  the  Claims 
Board,  Ordnance  Department,  for  action  in  the  manner  provided  in 
subdivision  C,  section  6,  Supply  Circular  No.  17,  Purchase,  Storage, 
and  Traffic  Division. 

Lieut.  Col.  McKeeby  and  Capt,  Sheppard  concurring  for  the 
Appeal  Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Dbcembeb  28,  1920. 
Case  No.  SS32. 

In  re  CLAIM  OF  FSED  Q.  CLAKX  CO. 

1.  CLAD!  Aim  DECXSION.—Thla  alalm  wai  decided  by  the  Board  of  Coutnot 
Adjastmetit  HaT  12,  1920,  relief  being  granted  and  an  award  being' 
luned.  The  vice  chairman  of  the  War  Department  Olalmi  Board  addresaed 
a  memorandum  to  the  Judge  AdToeate  General  requesting  an  oplalon  as 
to  the  legality  of  the  award.  The  Judge  Advocate  General  returned  the 
memorandum  by  first  Isdortement,  holding  that  no  legal  remedy  ezltted 
for  the  lost  alleged  by  claimant  and  that  therefore  no  valid  award  oonld 
be  made.  The  claim  waa  retamed  io  the  Appeal  Section  and  a  decision 
w«i  rendered  vacating  the  former  decltlon  of  the  Board  of  Cotitmot  Ad- 
justment of  Kay  IS,  19S0,  and  denying  elaimant  any  relief.  (Tor  flndlngt 
of  faot,  lee  former  dedilon  of  the  Board  of  Contract  Adjnttment,  ICay  13, 
ino.  Vol.  V,  p.  SM,  these  deoiiion*.} 

Maj.  Blackburn  writing  the  opinion. of  the  Board: 

FIKDINQ8  or  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  The  Board  of  Contract  Adjustment  rendered  a  decision  in  this 
case  of  date  May  12,  1920,  granting  claimant  relief,  and  an  award 
was  issued  thereon.  Under  date  of  October  26,  1920,  the  vice  -chair- 
man of  the  War  Department  Claims  Board,  having  doubt  as  to  the 
legality  of  this  action  of  the  Board  of  Contract  Adjustment,  ad- 
dressed a  memorandum  to  the  Judge  Advocate  tieneral  requesting 
an  expression  as  to  the  validity  of  the  proposed  award. 

2.  On  December  2, 1920,  the  Judge  Advocate  General  returned  the 
memorandum  of  the  vice  chairman  of  the  War  Department  Claims 
Board  by  first  indorsement,  holding,  in  effect,  that  no  legal  remedy 
existed  for  the  loss  asserted  by  claimant  in  this  case  and  that,  there- 
fore, no  valid  award  coidd  be  made. 

3.  The  record  has  been  returned  to  the  Appeal  Section  by  the 
vice  chairman  of  the  War  Department  Claims  Board  for  further 
consideration  and  appropriate  action. 


1.  This  is  one  of  the  so-called  wool-grease  cases.  The  facts  fully 
appear  in  the  decision  of  the  Board  of  Contract  Adjustment,  May  12, 
1920  (Vol.  V,  p.  326,  these  decisions). 
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2.  In  the  case  of  the  Virginia,  Ked  Oil  Products  Co.,  150-C-2779, 
a  wool-grease  case,  in  which  the  facts  were  substantially  the  same  as 
in  this  case,  the  Secretar;  of  War,  on  December  14,  1920,  entered  a 
^nal  order  confirming  the  decision  of  the  Appeal  Section,  War 
Department  Claims  Board,  and  denying  claimant  any  relief. 

3.  In  view  of  the  opinion  of  the  Judge  Advocate  General  in  the 
instant  case  and  of  the  decision  of  the  Secretary  of  War  in  the  case 
of  the  Virginia  Red  Oil  Products  Co.,  the  decision  of  the  Board  of 
Contract  Adjustment  in  this  case,  of  date  May  12,  1920,  is  vacated, 
set  aside,  and  held  for  naught,  and  the  usual  final  order  denying 
relief  will  be  entered  herein. 

DIBFOSmON. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col  McKeeby  concurring  for  the  Appeal  Section;  Col. 
Morrow  concurping  for  the  War  Department  Claims  Board. 
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December  i^,  1920.    ■ 
Case  No.  3041. 

In  re  CLAIK  OF  THE  STTCTOir  CEEKICAL  CO. 

1.  rOBlf  AL  OOiriRACT— SVPFLBKINTAL  SETTLEHZNI  COHIKACT.— When 
tbe  olBlmaot  and  the  OvTeminent  luive  entered  Into  a  fomul  supple- 
mektal  lettlement  contraat,  for  a  ipeelflo  inm  to  be  paid  upon  the  per- 
formanoe  of  certain  acts  b;*  both  elalmant  and  the  OoTemment  and  the 
■aid  aeti  have  been  performed  by  both  parties,  the  QoTemment  li 
bound  by  the  tenns  of  the  eontraot  ai  execnted  in  same  manner  as  an 
IndiTldnal. 

S.  FRAini  AND  USIAKE. — Where  there  li  >a  erldenoe  of  frand  or  mistake  the 
provisions  of  the  oontnet  goTem,  and  the  OoTcrmment  can  not  withhold 
part  payTnent  of  the  ^reed  settlement  by  reason  of  the  arising  of  oertalB 
cootlncrencies  that  miEht  have  been  foreseen  bnt  were  not  prorlded  for 
In  the  settlement  contract,  the  said  oontlnEenolei  bavins  lifter  preaented 
themselves  and  the  Goveniment  paylnE  tor  the  same,  ai  they  were  not 
provided  for  In  the  Instrument  at  the  time  of  exeontion. 

Lieut.  Col.  Smith  writing  the  opinion  of  the  Board. 

FIlfDIlfQS  OF  FACT. 

1.  This  case  arises  under  General  Order  103,  War  Department, 
1918,  and  is  an  appeal  from  a  decision  of  the  War  Department  Claims 
Board,  Air  Service  Section,  disallowing  in  part  a  claim  for  balance 
due  in  payment  to  claimant  under  a  supplemental  settlement  contract 
heretofore  entered  into. 

2.  The  claim  arises  under  formal  contract  No.  3549-A,  Order  No. 
168,  Bureau  of  Aircraft  Production,  dated  12th  day  of  December, 
1918,  which  contract  relates  to  a  settlement  of  then  existing  contracts 
Nos.  3549,  Order  No.  I7l,  and  3551,  Order  No.  168,  dated  April  15, 
1918,  duly  executed  by  and  between  the  Government  and  claimant 
company. 

3.  The  supplemental  settlement  contract  No.  3549-A  provides  for 
the  payment  to  claimant  of  $187,500,  less  such  payments  as  have 
already  been  made  to  or  for  the  contractor  on  account  of  the  original 
contracts  Nos.  3549  and  3551. 

4.  At  the  time  the  supplemental  settlement  contract  was  made,  the 
Government  had  paid  to,  or  for  the  contractor,  $72,580.84,  leaving  the 
amount  due  claimant  under  the  contract  $114,919.16,  of  which  amount 
$100,000  was  paid  to  contractor  on  December  28,  1918,  the  balance  of 
$14,919.16  being  withheld.    This  amount  was  withheld  by  the  dis- 
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bursing  officer  in  order  to  pay  numerous  it«ms  of  freight  on  material 
and  supplies  used  in  the  construction  and  erection  of  the  plant  under 
the  contracta  adjusted  by  the  settlement  contract.  The  amount  of 
the  freight  had  not  been  ascertained,  and  ^as  not  taken  Into  con- 
sideration at  the  time  of  the  execution  of  the  settlement  contract. 

5.  An  audit  has  since  been  made  and  public  vouchers  issued  to 
various  transportation  companies  in  payment  of  these  charges,  and 
it  is  insisted  that  these  amounts  should  be  charged  against  the  amount 
so  withheld,  thus,  according  to  the  Government's  contention,  leaving 
a  balance  due  claimant  of  only  $5,074.06  instead  of  $14,919.16,  as 
contended  by  claimant. 

DECIfllOK. 

1,  The  determination  of  the  rights  and  obligations  of  the  parties 
depends  upon  the  construction  of  the  formal  settlement  contract  No. 
3M9-A,  which,  in  so  far  as  material  to  the  controversy,  provides : 

"ABncut  I.  The  parties  hereto  expressly  a^gree  hereby  that  the 
execution  of  this  present  contract  shall,  ipso  facto,  suspend,  termi- 
nate, and  cancel  said  contracts  Nos.  8549  and  3551,  together  with  any 
and  all  rights,  obligations,  claims,  and  demands  whatsoever  there- 
under or  growing  thereout,  and  that  this  present  contract  shall  pro- 
vide for  and  constitute  a  full  and  final  settlement  of  all  rights,  obli- 
gations, claims,  and  demands  of  either  party  against  the  other  and 
of  all  questitms  under  or  growing  out  of  said  contracts  Kos.  3549 
and  3651. 

"Article  II,  Sbo.  (1).  The  Government  shall  forthwith  pay  unto 
the  contractor  the  net  difference  between  (a)  $187,600  ana  (h)  the 
total  of  such  sums  as  the  Government  has  heretofore  paid  to  or  for 
the  contractor  on  account  of  contracts  Nos.  3649  and  3651  or  either 
of  them. 

"Articlb  II,  Sec.  (2).  As  soon  as  the  same  can  be  conveniently 
done,  the  contractor  shall  produce  and  deliver  to  the  Government 
such  evidence  as  shall  satisfy  the  Government  that  the  contractor 
lias  in  fact  paid  and/or  satisfied  all  legally  binding  debts,  claims 
and/or  obligations  incurred  or  contracted  hv  it  in  connection  with 
said  contracts  Nos.  3649  and  3561  or  either  of  them. 

"Article  II,  Sec.  (3).  Upon  the  production  by  and  receipt  from 
the  contractor  of  such  evidence,  the  Government  shall  forthwith 
convey  unto  the  contractor,  by  proper  instrument  of  conveyance,  its 
right,  title,  and  interest  in  and  to  the  said  partially  completed  plant 
and  the  tract  of  land  upon  which  same  is  erected. 

"AsTicLR  III,  Sec.  (1).  The  contractor,  for  itself,  its  successors 
and/or  assigns,  hereby  expressly  remises,  releases,  and  forever  dis- 
charges the  Government  of  and  from  all  and  all  manner  of  debts, 
obligations,  rights  of  action,  claims,  and  demands  whatsoever,  due 
or  to  become  due,  either  at  law  or  in  equity,  under  or  by  reason  of 
or  growing  out  of  the  hereby  canceled  contracts  Nos.  3549  and  3551 
or  either  of  them." 

2.  The  settlement  contract  is  binding  both  upon  claimant  and  the 
Government.    The  settlement  can  not  be  reconsidered,  except  upon 
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a  showing  of  fraud  or  mutual  mistake.  There  is  nothing  in  the 
record  tending  to  show  either.  If  the  Government  had  de^red  to 
protect  itself  again^  the  contingency  from  which  it  now  contends 
it  is  entitled  to  withhold  the  amount  in  dispute,  it  should  hare  done 
-so  by  suitable  provisions  in  the  contract.  We  are  not  concerned  with 
the  CroTemment's  failure  in  this  regard.  This  Board  did  not  make 
the  contract,  nor  can  it  remake  it.    It  can  only  construe  the  contract. 

The  contract  in  terms  provides  that  claimant  is  entitled  to  pay- 
ment of  $187,S00,  less  such  payments  as  have  already  been  made  to 
or  for  the  contractor  on  account  of  the  contracts  adjusted  by  the 
settlement  contract.  This  provision  plainly  refers  to  payments  that 
had  been  made  previous  to  the  time  the  settlement  contract  was 
executed.  There  is  nothing  in  the  contract  which  in  any  way  pro- 
tects the  Government  from  contingencies  arising  through  the  pay- 
ment of  freight  by  it.  Under  such  circumstances  it  must  be  held  that 
claimant  is  entitled  to  payment  according  to  the  terms  of  the  con- 
tract and  not  in  accordance  with  a  contract  that  might  or  should  have 
been  written,  but  was  not  executed. 

The  Government  has  complied,  on  its  part,  with  the  terms  of  the 
contract  providing  for  the  transfer  of  the  partially  completed  plant 
and  the  land  upon  which  the  plant  is  situate.  Claimant  has  accepted 
the  transfer  and,  therefore,  it  is  entitled  to  payment  from  the  Govern- 
ment of  the  sum  of  $187,500,  less  such  payments  as  the  Government 
had  made  to  or  for  the  account  of  claimant  imder  original  con- 
tracts Nos.  3549  and  3551,  prior  to  the  12th  day  of  December,  1918, 
the  date  of  the  settlement  contract,  as  by  making  the  transfer  the 
<jovemment  must  be  held  to  have  been  satisfied  that  section  (2)  of 
Article  II  of  the  settlement  contract  had  been  complied  with — a  pre- 
requisite to  the  conveyance. 

DISPOSITION. 

The  War  Department  Claims  Board,  Appeal  Section,  hereby 
transmits  its  decision  to  the  War  Department  Claims  Board,  Air 
Service  Section,  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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December  30,  1920. 
Case  No.  3037. 
In  re  cum  or  vhtchzstes  bzpeatihq  axks  co. 

1.  nruSDICTIOH.— The  Secretarr  of  War  wiU  not  isanme  Jnrlidlotlon  to  make 
adjnitme&t  of  a  claim  arUtnir  nnder  farmally  exeoated  ooit-plui  contraeta 
aompleted  by  foil  pcrfonsaiioe,  ao  doobti  or  dlipntet  ariiinK  ai  to  the 
meaalAr  of  aajthlnc  la  Uie  oontraoti  and  no  ipealal  or  unnanal  reai an 
avp«arlnr  wUah  would  reqiilre  atsnmlng  Jnriidlotton  hj  the  Seeretarr 
of  War. 

Maj.  B]ackbum  writing  the  opinioc  of  the  Board. 

FIKDIN08  OF  FACT. 

1.  This  case  properly  arises  under  General  Order  103,  War  De- 
partment, 1918,  and  comes  to  the  Appeal  Section,  War  Department 
Claims  Board  on  appeal  from  the  Ordnance  Section  diBallowing 
the  claim.  The  claim,  amounting  to  $693,526.88,  is  for  amortization 
of  buildings,  equipment,  and  machinery  uaed  in  the  performance  of 
-certain  ordnance  contracts  with  the  United  States  Government  and 
lias  been  assigned  for  decision  on  the  record  as  made  up. 

2.  The  circumstances  under  which  the  claim  arises  are  as  follows : 
Claimant  had  eight  cost-plus  formally  executed  contracts  with  the 

X^nited  States,  as  f ollowd : 

P14173-2870SA,  for  60,000,000  .30-caliber  cartridges,  reduced  to 
1,167,300.    This  contract  was  completed  by  full  perfonnance. 

P6176-1461SA,  for  3,340,000  .30-caIiber  cartridges.  This  contract 
-was  completed  by  full  performance. 

P14204.-2375SA,  for  10,000,000  .30-caliber  cartridges,  reduced  to 
3,533,660.    This  contract  was  completed  by  full  performance. 

P7388-1664SA,  for  100,000  .45-caIiber  Colt  pistols,  suspended 
December  4,  1918,  no  work  having  been  done  on  this  contract. 

14675,  for  4,640,000  .30  caliber  cartridges.  This  contract  was  com- 
pleted by  full  performance. 

14067,  for  246,000,000  .SO-caliber  cartridges.  This  contract  was 
completed  by  full  performance. 

14627,  for  92,840,000  .30-caliber  cartridges,  was  completed  by  full 
performance  and  this  contract  was  issued  as  a  supplemental  contract 
to  14067,  increasing  the  number  of  cartridges  called  for  by  that 
contract. 

The  quantity  produced  under  both  contracts  was  337,840,000. 

14064,  for  the  manufacture  of  model  1917  rifles,  had  a  number  of 
supplemental  contracts  calling  for  bayonets,  spare  parts,  etc.  Most 
of  these  supplemental  agreements  were  completed,  but  seme  of  them 
irere  terminated  by  suspension. 

3.  It  does  not  appear  from  the  statement  of  claim  whether  or  not 
there  has  been  any  settlement  between  the  claimant  and  the  Govern- 
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ment  of  the  contracts  enumerated  in  paragraph  2.  All  the  items  for 
which  claim  is  now  made  are  proper  subjects  for  consideration  and 
adjustment  in  connection  with  the  settlement  of  each  of  the  contracte. 
It  does  not  appear  from  the  statement  of  claim  or  any  evidence 
appearing  in  the  record  that  the  buildings,  machinery,  and  equip- 
ment were  acquired  by  the  claimant  for  use  in  the  performance  of 
these  particular  contracts.  Nor  does  it  appear  that  the  facilities  for 
which  amortization  is  asked  were  contemplated  by  either  the  con- 
tractor or  the  Government  at  the  time  of  entering  into  the  contracts 
or  during  the  negotiations  leading  up  to  the  execution  of  the 
contracts. 

i.  On  October  28,  1920,  the  vice  chairman  of  the  War  Department 
Claims  Board  wrote  counsel  for  claimant  requesting  the  submission 
of  a  written  brief  in  support  of  the  claim.  No  such  brief  has  been 
received  by  this  Board. 

DECIfllON. 

1.  An  oral  argument  is  thought  unnecessary  in  this  case,  in  view 
of  the  fact  that  this  Board  has  repeatedly  declined  to  take  jurisdic- 
tion for  the  purpose  of  malting  adjustment  of  formally  executed 
contracts  completed  by  full  performance.  Whatever  rightful  claim 
claimant  may  have  as  growing  out  of  any  of  the  contracts  enumerated 
in  paragraph  2  of  the  findings  of  fact,  is  a  matter  which  may  prop- 
erly be  adjusted  and  settlement  made  under  the  contracts  by  the 
Auditor  for  the  War  Department.  It  appears  from  the  following 
statement  in  the  letter  of  November  18, 1920,  to  the  vice  chairman  of 
ihe  War  Department  Claims  Board  from  counsel  for  claimant  that 
he  regards  the  claim  purely  as  one  arising  under  the  contracts,  viz : 

"I  beg  particularly  to  rail  your  attention  to  the  provisions  of  the 
contracts  which  were  filed  as  exhibits  to  the  claim.  The  examination 
of  these  discloses  that  the  Winchester  Co.  had  a  contractual  right  to 
'  a  reasonable  allowance  according  to  the  conditions  for  depreciation 
of  value  of  plant  and  property.' " 

2.  The  claim  not  being  one  coming  within  the  purview  of  the  act 
of  March  2,  1919  (the  Dent  Act),  and  no  doubts  or  disputes  arismg 
as  to  the  meaning  of  anything  in  the  contracts,  and  no  unusual  or 
special  reason  appearing  which  would  require  assuming  jurisdiction 
by  the  Secretary  of  War  to  make  adjustment  of  the  instant  claim, 
relief  will  accordingly  be  denied. 

niSPOSrriON. 

Final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Januabt  6,  1921. 
Case  No.  2906. 

/M  n  cum  OV  IISBXK  ft  STKVOS. 
ON  APPEAL  BETORZ  THE  SECRSTABT  OF  WAB. 

fWvt  dadalm  of  App«a  Beotlia,  Wu  DepmrtMent  Olrnimi  Board,  tee  ToL  TIX, 
thoH  deololoiu,  T.  Ml.) 

Upon  consideration  of  the  record  and  appeal  in  the  above-entitled 
case,  the  decision  of  the  Appeal  Section,  denying  relief,  is  affirmed. 
Newton  D.  Bases, 

Secretary  of  War. 
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January  6, 1021. 
Case  No.  3006. 
In  re  CLAIH  OT  THE  MESIA  JUOHIHE  CO. 

ON  APPEAL  BEFOKIl  THE  HECBETABT  OF  WAB. 

The  Appeal  Seotioii,  Wax  Department  Clalmi  Board,  rendered  a  deelalon  In  Uilt 
caM  Horember  13,  1920,  K^Bi^ttn^  claimant  partial  relief.  On  appeal  to 
tlie  Searetary  of  War  tUa  deeliloii  wa*  sfllrmed.  <8ee  Tol.  Tm,  tlieie 
deoUtoni,  p.  IBl.) 

Upon  consideration  of  the  appeal  and  record  in  this  case,  the  de- 
cision of  the  Appeal  Section,  War  Department  Claims  Board,  is 
affirmed. 

Newton  D.  Bakeb, 

Secretary  of  War, 
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Januabt  7,  1921. 
Case  Ko.  1970. 
In  re  CLAIM  OP  THE  OAS  Od.  CEZMZOAL  CO.  .    . 

ON  APPEAL  BEFOBE  THE  SECRETART  OF  WAB. 

OLAm  AMD  DECIBION.— On  Kuoli  92,  IMO,  the  Board  of  Contraot  AdJnitmenL 
Inned  a  deoldon  dliallowlsE  olniinaiit'a  entire  alalm.  Upon  reoommenda- 
Uon  of  the  standing  committee  on  rehearing:*,  a  rehearing  wai  had,  and, 
OS  Jnlj  10,  IBM,  the  ^peal  Section,  War  Department  Olatmi  Board,  ren- 
dered a  dediloB  holding  that  claimant  wai  entitled  to  an  adjnitmcnt  of 
Its  eontraet  in  aeoordance  with  the  inpply  olronlan,  bat  that  the  prlaolpal 
itemi  of  the  olalm  matt  be  denied.  Claimant  then  appealed  to  the  Seore- 
tar7  of  War,  who,  on  January  7,  IMl,  directed  that  the  dedilon  of  the 
Appeal  Beetloa  be  Tacated  and  fnvther  prooeedlnf*  had  In  eonf ormltj  with 
paragraph  9  of  the  memorandum  of  the  Vice  Chairman,  War  Department 
Olalmi  Board.  (For  prler  deolilont,  lee  Tol.  XT,  p.  lU,  and  Tol.  VHr 
p.  IBS.) 

Upou  consideration  of  the  appeal  and  record  in  &e  foregoing  case 
I  direct  that  the  decision  of  the  Appeal  Section  of  July  24,  1920,  be 
vacated  and  that  further  proceedings  be  had  in  conformity  with, 
paragraph  9  of  the  memorandum  of  the  rice  chairman,  War  Depart- 
ment Claima  Board. 

Newton  D.  Baker, 

Secretary  of  War. 

MEHORANDOH   FOR  THE   8BCRETART   OF    WAR. 

1.  In  May,  1918,  this  company  entered  into  a  formal  contract 
to  furnish  the  Government  a  large  quantity  of  toluol.  The  contract 
was  suspended  after  the  armistice.  Included  in  the  claim  are  items, 
for  reimbursement  for  money  spent  for  special  facilities  and  for 
raw  materials  on  hand  at  the  suspension  of  the  contract.  The 
Appeal  Section  on  July  24, 1920,  disallowed  both  of  the  above  items. 
Claimant  has  confined  this  appeal  to  these  two  items. 

2.  The  history  of  the  case  is  that  in  a  previous  decision  of  March,. 
1920,  the  Board  of  Contract  Adjustment  had  found  that  the  claim- 
ant was  in  default  under  its  contract.  The  claimant  asked  for  a 
rehearing,  and  as  the  result  of  this  rehearing  the  Appeal  Section 
handed  down  the  decision  of  July  24,  1920,  which  is  the  decision 
now  before  you.    In  this  latter  decision  of  July  24  it  was  held  that 
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the  claimant  was  not  in  default.  After  so  deciding,  the  Appeal  Sec- 
tion then  disallowed  the  item  for  money  spent  for  special  facilities, 
<»i  the  ground  that  the  claimant  had  ample  facilities  for  the  contract 
at  the  time  the  contract  was  negotiated;  and  the  it«m  for  oil  on  hand 
at  the  suspension  of  the  contract,  on  the  ground  that  the  oil  on  hand 
was  not  suitable  for  the  contract. 

3.  The  claimant  bases  its  appeal  upon  the  contention :  First,  that 
it  has  been  surprised  by  reason  of  the  Appeal  Section  pfissing  on 
the  items  in  question,  as  the  claimant  distinctly  understood  that  the 
issue  at  the  rehearing  was  on  the  question  of  default ;  second,  that 
the  findings  on  the  items  in  question  were  contrary  ta  the  evidence, 
and  that  the  claimant  has  evidence  not  introduced  before  the  board 
which  will  show  that  at  the  time  the  contract  was  entered  into  the 
facilities  of  the  claimant  were  not  sufficient  to  enable  it  to  perform 
the  Government  contract,  and  that  the  raw  material  for  which  it 
claims  reimbursement  was  on  hand  as  the  result  of  an  arrangement 
with  the  Government, 

4.  To  support  its  contention  of  surprise  the  claimant  has  quoted 
evidence  taken  at  the  rehearings  going  to  show  that  the  Appeal  Sec- 
tion did  not  intend  to  hear  evidence  on  the  items  that  have  been  dis- 
allowed. The  claimant  alleges  that  its  witnesses  were  present  in 
Washington  when  the  rehearings  were  had,  and  were  prepared  to  go 
thoroughly  into  every  detail  of  the  claim,  but  that  in  view  of  state- 
ments of  the  chairman  and  members  of  the  board  of  review  of  the 
Appeal  Section,  made  both  formally  and  informally,  the  claimant 
offered  no  evidence  in  support  of  the  items  of  its  claim,  but  con- 
tented itself  with  rebutting  the  charge  that  it  should  be  treated  as 
in  default  under  the  terms  of  the  contract.  While  the  evidence  as 
to  sui^rise  does  not  entirely  convince  me,  I  have  no  hesitation  in 
stating  that  it  has  raised  in  my  mind  a  senous  doubt  whether  the 
claimant  understood  that  he  might  introduce  evidence  upon  the 
merits  of  the  items  in  question.  In  my  opinion  the  claimant  should 
be  given  the  benefit  of  the  doubt,  and  allowed  a  rehearing  before  the 
Appeal  Section,  with  an  opportunity  to  introduce  evidence  as  to  the 
two  items  above  referred  to. 

5.  According  to  the  present  brief  of  claimant  hia  plant  at  the  time 
of  signing  of  the  contract,  May  14, 1918,  had  a  capacity  of  200  gallons 
of  toluol  per  day.  It  is  shown  from  the  record  that  only  one  de- 
livery of  a  little  over  3,000  gallons  in  the  month  of  August,  1918; 
the  program  under  the  contract  called  for  the  delivery  of  not  less 
than  10,000  gallons  per  month.  It  is  shown  by  the  evidence  that  the 
contractor  had  raw  material  at  one  time  sufficient  to  cover  at  least 
one-third  of  the  contract  quantity  of  100,000  gallons  of  toluol;  in 
the  claim  of  the  contractor  he  seeks  to  recover  from  the  Government 
for  certain  quantities  of  unused  material.    As  late  as  September  3, 
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1918,  Maj.  E.  G.  Pratt,  president  of  the  company,  wrote  a  letter  to 
Washington,  stating: 

"We  are  not  in  immediate  need  of  this  product  (crude  li^t  oil) 
l>iit.tQa^  be  at  the  expiration  of.  30  days  if  we  are  unable  to  pick  up 
a  Sufficient  supply  in  this  loqadityto  keep  our  plant  going  at  maxi- 
mum capacity. 

6.  This  indicates  that  the  contractor  for  at  least  a  period  of  five 
months^  May,  June,  July,  August^  and  September  was  not  hampered 
in  deliveries  for  the  want  of  raw  material;  and,  yet,  when  the 
armistice  was  signed,  it  had  only  made  one  delivery  representing 
about  two  weeks*  run. 

7.  The  failure  of  the  contractor  to  miuiBfacture  tohiol  and  to  use 
np  available  siqiplies  of  crude  oil  duriitg  the  six  montlM  previous  to 
the  suspanOLon  of  tira  contract  is  not  at  aU  clearly  or  satisfactorily 
•explained  m  ths^evidence  adduced  in  the  record  as  it  stands ;  it  could 
ha  inferred  that  the  plant  and  process  was  to  blame  or  Jitat  the 
management  and  employees  were  inefficient  and  incapable  or  that 
the  Blau-gas  treatment  of  the  crude  oil  extracted  tiie  toluol.  In  the 
latter  event  cancellatitm  of  contract  and  suit  against  the  Blau  Oas 
O).  was  the- proper  action.  Certainly  this  inferior  commodity  chock- 
ing up  the  plant  could  not  be  held  on  hand  and  its  cost  borne  by  the 
United  States.  These  doubts  should  be  cleared  up  by  positive  testi- 
mony so  that  a  decision  can  be  made  in  this  case  that  will  rest  upon 
■a  sound  basis  of  fact,  which  is  now  one  of  doubt  and  confusion. 

When  tiie  increaaed  facilities  were  installed  and  their  nature  and 
cost,  are  not  clearly  shown.  It  would  appear  that  some  of  them  were 
started  in  August  when  the  company  found  itself  in  difficulties  with 
the  existing  plant  and  the  supply  of  crude  oil  from  Minneapolis. 
Tt  is  also  questionable  whether  any  payment  for  such  alleged  facili- 
ties is  proper  but  that  is  a  matter  that  can  safely  be  left  to  the 
Appeal  Seotion  for  its  consideration. 

9.  I,  therefore,  recommend  that  the  decision  of  the  Appeal  Section 
in  this  case  be  vacated,  and  that  the  papers  be  returned  to  that  section 
to  give  claimant  opportunity  to  present  such  evidence  as  he  may  have 
material  to  his  claim;  that  after  full  hearing  the  case  be  decided 
by  tbi  Appeal  Section  independtmtly  of  former  decisions  or  the 
action  on  t^  appeal 

J.  A.  Huu^ 
Viae  Ohairman  War  Department  OUAns  Board. 
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Jaxuamz  8, 192L 
Cue  Ko.  8778. 

In  re  eXASK  OT  THE  mmiOIOV  OHXCAQO  COKTOftATIOV. 

Vor  itatemeiit  of  fteti  uid  deolaloit,  lu  ToL  TH,  p.  SOS. 

ON  AnCAli  BBTOBE  THB  SBCSBTABT  OT  WAB. 

On  oonridfiration  of  the  appeal  and  record  in  this  case  the  deonon 
of  the  Appeal  Section,  War  Department  Qainu  Boi^  is  affirmed. 
Nbwtoh  D.  BixiB, 

Beorttary  of  War. 
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JUTUABT  11,  18S1. 

Caaa  Vo.  961S. 
In  re  CLAiK  OT  iHX  mmeTiur  luoHiHx  coKFioAiiinr. 

(For  deeiilom  of  Board  of  Costncrt  AOJvitvOBt,  mo  Tol.  m,  p.  4S9.) 

ON  APPEAL  BEFORE  THE  KBOBETABT  OF  WAX. 

Upon  considerBtion  of  the  appeal  and  record  in  the  foregoing  case, 
I  am  eoQTinc«d  that  the  decision  of  the  Board  of  Contract  Adjust- 
ment is  correct  and  the  same  is  hereby  affirmed. 

It  is  further  instructed  that  the  papers  be  referred  to  the  Chief  of 
Finance  for  further  action. 

NbwtonD.  Baxbb, 

Seeretary  of  'War. 
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Januast  15, 1921. 

Case  Vo.  3799. 

In  re  OLAU  OV  HAOOT,  SITBUV  A  SATAHTAK  B.  K.  00. 

lUi  elKlm  wu  dedded  I17  tlM  ^peal  flettiim  adrasely  to  olalmut  ob  July  19, 
IMO.    (7or  itatemeitt  of  fuU  and  dedtlan,  ue  Tol.  TIX,  p.  M.) 

ON  APPEAL  aSFOVB  THE  SEORETABT  OF  WAB. 

Upon  coomderatioii  of  the  appeal  and  record  in  tfaU  case,  the 
action  of  the  Appeal  Section,  War  Departmaat  Claims  Board,  deny- 
ing relief,  ia  affirmed. 

NswTON  D.  Bakek, 

Secretary  of  War. 
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Jakuabt  is,  1921. 
Case  No.  8180. 

In  re  CLAU  Vt  OXPOED  IKAXJJSACmrSQ  CO. 

VOT  deeliloii  af  Boul  of  Contraot  Adjtutm«iit,  se«  ToL  HI,  thett  dMldou, 
P.  9SS. 

ON  APPBAI.  BBFOSB  THE  BECBBTABT  OF  WAR. 

Upon  consideration  of  the  appeal  aod  record  in  the  above  case  I 
am  convinced  that  the  decision  of  the  Board  of  Contract  Adjustment 
denying  relief  is  correct. 

NxwroN  D.  Baxib, 

Secretary  of  War. 
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Januakt  IB,  1921. 

Case  Ho.  2446. 

In  re  CLAIK  07  SBLSEIT  BXSCX  COniXTTCIigV  00. 

ON  APPEAL  BEFCmE  THE  BECBirrABT  OP  WAR. 

The  deotaioa  i>f  tbe  Board  of  Contnuit  Adjiutnent  denylsgr  leUef  In  above  cue 
wae  rendered  Haj  SS,  IBBO.     (See  Vol.  T,  tlieie  deoliloas,  p.  70S.) 

TJpoD  consideration  of  the  appeal  and  record  in  the  foregoing  case 
the  decision  of  the  Board  of  Contract  Adjustment  denying  relief  is 
affirmed. 

Newton  D.  Bakes, 

Secretory  of  War. 
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Jasttast  16,  1921. 
Case  Ko.  3636. 

In  n  OLUK  OT  TH>  flKAJOAKD  AIR  UVZ  KAHAOAA  CO. 
ON  APTEAI.  BEFOBB  THX   SECRETABT  OT  WAR. 

nil  «lKlni  WBi  deeUed  kj  the  Appeal  ieetleii.  War  Departoieiit  OlalM  Board,  at 
Xs)7  1$,  IMt,  hy  aMrmlac  tlie  deelatm  «f  the  TraBipmrtailoB  Olaiai 
Seard  denylac  TeUef.  (For  itatouat  of  faeti  and  deeUoa,  tee  ToL  Til, 
p.  M-) 

Upon  consideration  of  the  appeal  and  record  in  tbia  case  the.  action 
of  the  Appeal  Section,  War  Depulmunt  GlaimB  Board,  denying 
ralief  is  approved. 

Nbvttom  D.  Baksb, 

Saorstary  of  War. 
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Januast  19, 1921. 
Cabe  Ko.  B.  C.  A.  Sale»-8. 

In  re  CLAHC  OF  LSWI8  S.  WAXSELI  ft  00. 
ON  APPBAI.  BEFORE  THE  SECRETART  OF  WAR. 

Wot  (tktesuit  of  UttU  ud  dmriiloB  of  Board  of  Contratt  Adjoitawnt,  acq  YfL  TI|, 
.    th^e  deoiiioiu,  p.  41S.  ...i 

Upon  coDsideratioD  of  the  appeal  and  record  in  the  forgoing 
case  I  am  oonTineed  that  the  actionof  the  Board  of  Coubraot  Adjust- 
meat  holding  that  the  Secretary  of.  War  is  without  power  \6.  adjasi 
A  claim  for  liquidated  damages  predicated  upon  the  all^js^:  hr^ach> : 
of  infoimal  oontrsctB  not  within  the  Dent  Act  is  correct.  The 
decimm  is  therefone  affirmed. 

Nbwton  D.  Baker, 

Secretary/  of  War. 
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Januabt  19, 1921.. 
Cases  Nos.  686  and  i3304. 
In  n  CLAHU  OV  THX  PZKTirOZXZ  va&kow  paikio  xillb. 

ON  APPEAL  BEFORE   THE   BECBETABT  OF   WAS. 

B««  TeL  VJ,  theM  deoldoni,  f  f .  774  bbA  781. 

-Upon'  consdderatibn  of  tbe.reeord  ui  the  foregoing  cases  the  decU. 
Baon  of  tlie  Board  of  Contract  Adjustment  is  affirmed. 

Nbwtoh  D.  Ba-eeb, 

Seeretary  of  War., 
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Janitabt  20,  1921. 
Case  No.  9631. 

In  r«  CLAU  OF  THE  WOOL  QSOWBXB'  CEITKAl  8T0BAOX  CO. 

(Fn  d«al*tan  ot  Appeal  Section,  War  Department  CUlmi  Board,  tee  YoL  TIL 
p.  488.) 

ON  APPEAL  BEFOBB  THE  SECBBTABY  OF  WAB. 

Upon  considerfttion  of  the  appeal  and  record  in  the  foregoing  case 
the  decision  of  the  Appeal  Section,  War  Department  Claims  Board, 
denying  relief  is  affirmed. 

Nbwton  D.  Baker, 

Secretary  of  War. 
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Jaktjakt  20,  1921. 
Caae  No.  2326. 

In  rs  GLUX  01  XAEMK  XAinrTACTVmiira  CO. 

TUi  eUla  wu  decided  by  the  loard  ef  Doatnot  Adjutmeat  ea  labmAir  U, 
19M,  nUef  belBf  granted  in  part.  (For  itatemeat  of  taoti  aad  deolitoa, 
tee  Tol.  m,  p.  9M,  aad  for  daal  order  liaaefl  la  aooordaaae  with  de- 
eliioa  of  Beeretary  of  War,  aee  Vol.  TUI,  p.  Ml.) 

ON  APPEAL  BEPOKE  THE  BECBETABT  OF  WAR. 

Upon  consideratioii  of  the  appeal  and  record  in  the  above-^ititled 
case,  and  understanding  that  claimant  desires  to  take  this  case  to  the 
Court  of  Claims,  I  direct  that  an  order  be  entered  denying  all  relief. 
Nbwtok  D.  Bakbb, 

Secretary  of  War. 
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Jawdabt  22,  1921. 
Case  No.  23S6. 
M  re  CLAXK  07  MAK8H  KAinjTACmnra  CO. 
^See  ToL  m,  p.  B94,  and  Tol.  tm,  p.  «1.) 

FINAL  ORDER  DXNTINQ  RELIEF. 

The  Board  of  Contract  Adjustment  of  the  War  Department  hav- 
ing considered  the  claim  of  the  Marsh  Manufacturing  Co.,  Vin- 
ceunes,  lud.,  No.  150-C-^26,  and  having  rendered  a  decision  thereon 
on  the  26th  day  of  February,  1920,  granting  relief  to  the  extent  of 
$1,725  only  and  denying  relief  as  to  all  otiier  items  of  said  claim,^ 
and  claimant  having  appealed  from  said  decision  of  the  Board  of 
Contract  Adjustment  to  the  Secretary  of  War,  and  the  Secretary  of 
War  having  considered  said  appeal  and  record,  and  having  on  Janu- 
ary 20, 1921,  signed  an  order  directing  that  an  order  be  entered  deny- 
ing all  relief  on  said  claim,  the  Appeal  Section,  War  Department 
Claims  Board,  does  therefore,  in  conformity  with  said  order  of  the 
Secretary  of  War,  hereby  vacate  said  decision  of  the  Board  of  Con- 
tract Adjustment  rendered  on  Februaiy  25,  1920,  and  iha  relief 
asked  for  in  said  claim  is  hereby  denied. 

Geo.  L.  MoKeebt, 
Lt.  Colonel,  Judge  Advocate,  Chaxnrum. 

B.  E.  Fnsmui, 

Recorder. 
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jANt7ABT28,  1921. 

Case  Ho.  2869. 

In  re  OLADE  Or  THB  AlTnEXXTnC  CASTIXOB  CO. 
ON  AFFEAIi  BEFOBE  THE  SECBBTABT  OF  WAR. 

<TOT  itrntenwat  of  fB«ti  uid  dcoMtn  of  ^pul  Bestton  la  above  om^  lee  Vol. 
Til,  p.  M7.) 

Upon  consideration  of  the  appeal  and  record  in  the  above-men- 
tioned case,  I  am  convinced  that  the  action  of  the  Appeal  Sectioa 
denying  relief  is  correct  and  the  same  is  hereby  affirmed. 

iNKwroN  D.  Bakxb, 

Secretary  of  War. 
«S 
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Januart  38, 1921. 
Case  No.  3043. 

in  re  OUIK  01  THE  TITZGEKALB  COVSIEVCTIOM  CO. 
ON  APPEAL  BEFOBE  THE  BECBETART  OF  WAR, 

On  appeal  to  tha  Seeretaiy  of  War  Uie  dcdiltm  of  the  Appeal  Seotlon,  War  Se- 
partmeat  Clalmi  Board,  denyliis  relief  waa  afflnaed.  (Me  Tol.  TXtl, 
p.  »4».) 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
case,  I  am  convinced  that  the  decision  of  the  Appeal  Section,  War 
Department  Claims  Board,  is  correct  and  the  same  is  hereby  affirmed. 
Newton  D.  Bakeb, 

Secretary  of  War. 
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Januakt  28, 1921. 
I  Horn.  1710  and  1720. 
In  n  cuiH  OT  MOKeAS  ivomsuse  CO. 

ON  AFFBAL  BETOBE  THE  SECBETABT  OE  WAK. 

TluM  «•■«■  wen  de«U«d  by  tlia  Appe&I  BeetlOK  advanelr  to  alalaunt  on  Anmit 
S7,  ino.     (lor  sUteiBont  at  faoti  and  deoUios,  tee  T«L  TU,  p.  478.) 

UpoD  consideration  of  the  appeal  and  record  in  the  foregoing^  case, 
the  deciaion  of  the  Appeal  Section,  War  Department  Claims  Board, 
is  hereby  affirmed. 

Nkwton  D.  Bakbk, 

Secretary  of  War. 
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jANnART28, 1921. 
Case  Ko.  1248. 

In  n  OLAUE  or  ICUEUEB  HETALS  CO. 
ON  APPEAL  BEFOBE  THE  BECRETABT  Or  WAB. 

TUt  claim  wat  dedded  adverMlr  to  olAlmaat  by  the  Board  of  Contraet  Adjut- 
ment  on  June  80,  IMO.  On  appeal  to  the  Seeietary  of  War  the  deattl«B 
of  the  Board  of  Contract  Adjartment  wai  afflmied.  (Por  atatemeiit  of 
fact!  and  deolilon,  lee  ToL  TI,  theie  deeialoni,  p.  84S.) 

Upon  consideratioii  of  the  appeal  and  reocu'd  in  the  above-entitled 
case,  I  am  conriQced  that  the  decision  of  the  Board  of  Contract  Ad- 
jtistment  denying  rdief  is  correct  and  the  same  is  hereby  affirmed. 
Newton  D.  Bakbb, 

Seeretarj/  of  War. 
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Januaet  28, 1921. 
Case  N(h  2834. 

In  re  OLAHC  OF  THE  mraLLBK  KETAL8  CO. 

VpoiL  ippoKl  to  fba  Seoretary  of  War,  the  daslilon  of  tlie  AppMl  Section,  War 
Department  Clalmi  Boird,  dated  September  29,  18S0,  wa»  afflrmed,  (See 
Tol.  TH,  p.  700.) 

ON  APPEAL  B£FORE  THE  BECRETARr  OF  U'AE. 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
case,  I  am  convinced  that  the  decision  of  the  Appeal  Section,  War 
Department  Claims  Board,  is  correct,  and  the  same  is  hereby 

Newton  D.  Baker, 

Secretary  of  War. 
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Janttakt  31,  1921. 
Cases  Nos.  S993,  3994,  and  3000. 

In  re  CLAIK  OT  WALKER  K.  LBVBTI  CO. 

<Fdr  d«elilaii  of  Appeal  B«atlon,  Wu  DeputBeiit  OIaIbk  Bmi4,  in  ftb«ve  Mtei, 
■ee  Vol.  VH,  pp.  9B7,  9B1,  9BS.) 

ON  APPEAL  BEFOBe  THE  SECBFTART  OP  WAS. 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
cases,  I  am  convinced  that  the  decision  of  the  Appeal  Section  deny- 
ing relief  is  correct  and  is  hereby  affirmed. 

Newton  D.  Bakeh, 

Secretary  of  War. 
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Febboabt  5,  1921. 
Case  No.  697. 

In  re  CLAIK  OV  UNITED  STATES  BEIDIBO  CO. 

lUi  alaln  wai  dlipoaed  of  by  the  Board  of  Contnet  Adjnitmcnt  Kuoli  8,  192D, 
relief  lielnc  denied.  Ott  appeal  to  the  Secretary  of  War  thlt  deeliioB  wai 
afflrmed.  (For  (tatement  of  elaim  and  dedilon,  see  Tel.  17,  theie  deol- 
iloni,  p.  SSS.) 

ON  REHEABINO  BEFOBX  THE  8ECRETAKT  OF  WAH. 

This  case  is  presented  to  me  for  orders,  and  upon  consideration  of 
the  entire  record  I  am  conTinced  that  the  action  of  the  Board  of 
Contract  Adjustment  denying  relief  is  correct  and  that  decision  is 
therefore  affirmed. 

Newton  D.  Bakbb, 

Secretary  of  War. 
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.    Febhoabt  8,  1921. 

Case  No.  342. 

In  re  CLAIM  OF  WAS  CRETE  SflPBITUSIIIO  CO. 

The  Board  of  Contimot  Adjuitment  decided  thii  cAte  adveruly  to  claimant  Tnsc 
It,  1920,  and  on  appeal  to  tbe  Secretary  of  War  Uli  deolilon  wat  attrmcd. 
(See  Tol.  TI,  these  deolifoni,  p.  963.) 

ON  APPEAL  BEFOEE  THE  SECRETAST  07  WAR. 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
case,  I  am  convinced  that  the  decision  of  the  Board  of  Contract 
Adjustment  denying  relief  is  correct,  and  the  same  ia  hereby  affirmed. 
NfiWTON  D..  Baker, 

Se<rret<iTy  of  War. 
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Febrdaby  16,  1921. 

Case  No.  1830. 

/It  re  CIaMSM  07  UlTXAS  PEEBSES  EOS  CO.  (Inc.) 

Chli  alaln  wh  deolded  by  the  Appeal  Section,  Wat  Departmnit  Clalmi  Boaid, 
adT«tMl7  to  oUlmant  on  Jaly  IS,  ISSO.     (lee  Vol.  VH,  p.  88.) 

ON  4PPE.4I,  BEFORE  THE  6ECRETABT  OF  WAF. 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
case  I  am  convinced  that  the  decision  of  the  Appeal  Section,  War 
Department  Claims  Board,  is  correct,  and  the  same  is  hereby 
affirmed. 

Newton  D.  Baker, 

Secretary  of  War. 
4U 
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Fbbbuabt  25,  1921. 

Case  No.  3035. 

In  re  CLAUC  OF  THE  HOKT  MASVrACTVmtMQ  00. 

Ihlt  eue  wai  decided  by  the  Appeal  Section,  War  Oepartment  Claliu  Boaid, 
JaniuTT  29,  19S1,  relief  being  denied  in  part.  On  appeal  to  the  Secretary 
of  War  the  deelalon  of  the  Appeal  Section  wu  alBraed,  (See  ToL  Tin, 
p.  63S.) 

ON  APPF^L  BEFOltE  THE  SECRETABT  OF  WAR. 

Upon  consideration  of  the  record  and  appeal  in  the  above-entitled 
case  I  am  convinced  that  the  decision  of  the  Appeal  Section  is  cor- 
rect in  denying  relief,  and  the  same  is  hereby  affirmed. 

Newton  D.  Baker, 

Secretary  of  War. 
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Febhuaht  26,  1921. 
Cases  Nos.  0881  and  28S4. 

In  re  CLAIMS  07  IHS  LOVO  IBLAHS  KAILBOAD  CO.,  CAXI  TT7T0V. 

XhcH  oUimi  w«re  decided  by  Uie  App««I  Section,  War  SapartiiMiit  CUiaii  Boud, 
Ootobec  SS,  ino,  reUel  belnr  denied,  (for  tltii  deeiilon,  tee  Tol.  TH, 
r.  887.) 

ON  APPEAL  BETORE  THE  SECKETABT  OF  WAR. 

Uptm  consideration  of  the  record  and  appeal  in  the  above-entitled 
cases  I  am  convinced  that  the  decision  of  the  Appeal  Section  denying 
relief  is  correct,  and  the  same  is  hereby  affirmed. 

Kewton  D.  Bases, 

Secretary  of  War. 
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Jasuabt  3, 1921. 
Case  No.  3046. 

/n  re  CLAH  OF  E.  BOTD  BIIBLEIOa. 

1.  UfPIIED  AOEEEHBITT. — Where  OOTcnunent  oSoeri  snthoriied  a  prlT«tel7 

cnra«d  avtonoUle  to  Iw  nied.  In  the  QoveiTimeiit  Krrice,  and  the  Automo- 
bile wa*  10  Died,  there  li  an  Implied  acTeement  created  whereby  the 
United  States  1*  obligated  to  relmbvrK  the  owner  thereof  for  inoh  amonnt 
.  wbloh  the  owner  hfti  aeeeiiarllr  expended  In  the  upkeep  of  the  antomoblle 
for  that  pertt)d  of  time  It  wai  lo  nied, 

2.  CLAIK  Ain>  DECISIOir.— Claim  for  f3S4  ariKi  under  the  act  of  lUroh  I, 

1B19,  for  the  Die  of  a  privately  owned  antomobile  la  the  OoTemment 
HTTlee.    Held,  claimant  entitled  to  relief. 

Maj.  Bkckbum  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT, 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  case  arises  under  the  act  of  Congress  of  March  2,  1919. 
Statement  of  claim,  Form  B,  has  been  filed  pursuant  to  Purchase, 
Storage  and  Traffic  Division  Supply  Circular  No.  17,  1919,  for  $324, 
by  reason  of  an  agreement  alleged  to  have  been  entered  into  between 
the  claimant  and  the  United  States. 

2.  The  claim  was  transmitted  by  the  Ordnance  Section,  War  De- 
partment Claims  Board,  to  the  Appeal  Section,  War  Department 
Claims  Board,  by  letter  of  transmittal  under  date  of  December  9, 
1920.  No  hearing  being  considered  necessary,  this  matter  has  been 
submitted  to  a  committee  of  this  Board  for  consideration  and 
decision  without  hearing. 

3.  From  the  various  papers  and  affidavits  contained  in  the  file  we 
find  the  following  to  be  the  facts : 

On  September  24, 1918,  claimant  entered  the  employ  of  the  United 
States  and  was  assigned  to  duty  with  the  Ordnance  Department  as 
traveling  production  representative  in  the  Wilmington  zone  of  the 
Philadelphia  ordnance  district  with  headquarters  at  Philadelphia,  Pa. 

4.  In  this  zone  there  were  approximately  40  plants  engaged  in 
manufacturing  commodities  and  supplies  for  the  Army.  In  order 
that  claimant  might  handle  this  particular  line  of  work  in  an  expe- 
ditious manner  the  services  of  an  automobile  were  necessary.  For 
this  work  there  was  no  Government-owned  vehicle  available.    Claim- 
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ant  was  authorized  by  Mr.  William  Vollmer,  production  chief  at 
the  Philadelphia  district  ordnance  office,  to  use  his  own  machine  in 
this  work.  In  addition  to  this  authorization,  claimant  was  advised 
that  he  would  be  properly  reimbursed  therefor  by  the  Government. 

5.  Upon  the  faith  of  this  authorization  and  the  repeated  assurances 
that  he  would  be  reimbursed  the  expenses  so  incurred  in  the  opera- 
tion of  his  machine,  claimant  used  his  machine  on  Government  busi- 
ness for  81  days  during  the  period  from  September  24,  1918,  to  Feb- 
ruary 24,  1919. 

6.  The  instant  claim  is  for  compensation  for  expenses  incurred  in 
and  about  the  use  of  the  automobile  at  the  rate  of  $4  per  day,  and 
includes  gasoline,  oil,  tubes,  tires,  and  ordinary  repair  and  garage 
rentals  for  this  period. 

In  an  affidavit  of  Mr.  William  Vollmer,  filed  in  connection  with 
the  instant  case,  he  states  in  effect  that  the  claimant  was  authorized 
and  instructed  to  use  his  own  privately  owned  machine  on  Govern- 
ment business  in  connection  with  his  duties  as  traveling  production 
representative  of  the  Philadelphia  ordnance  district,  and  that  what- 
ever legitimate  expenses  were  incurred  by  such  use  would  be  paid 
by  the  United  States. 


1.  From  the  foregoing  facts  we  are  of  the  opinion  and  so  hold 
that  the  authorization  by  Mr.  W^illiam  Vollmer,  production  chief  of  " 
the  Philadelphia  district  zone  officer,  to  the  claimant  to  use  his  pri- 
vately owned  automobile  in  and  about  the  Government  services  cre- 
ated a  contract  within  the  meaning  of  the  act  of  Congress  approved 
March  2,  1919,  whereby  the  United  States  is  obligated  to  pay  the 
claimant  in  the  instant  case  such  amount  which  claimant  necessarily 
expended  in  and  about  the  use  and  operation  of  the  automobile  on 
Government  business  between  September  24,  1918,  and  February  24, 
1919. 

2.  Claimant  will  be  granted  relief  upon  satisfactory  proof  sub- 
mitted to  the  Ordnance  Section  of  the  items  and  amounts  actually 
and  necessarily  incurred  by  claimant  in  connection  with  the  use  and 
operation  of  the  automobile  on  Government  business  during  the 
period  of  time  from  September  24,  1918,  to  February  24,  1919. 

DISPOSITION. 

The  War  Department  Claims  Board,  Appeal  Section,  will  make 
and  transmit  a  statement  of  the  nature,  terms,  and  conditions  of  the 
agreement  and  certificate  Form  **  0"  to  the  Ordnance  Section,  War 
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Department  Claims  Board,  for  action  in  the  manner  provided  in 
subdivision  C,  section  5,  Supply  Circular  No.  17,  Purchase,  Storage 
and  Traffic  Division. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Jakuabt  3, 1921. 

Case  No.  3777. 

In  re  CLAIK  OF  TXB  VOtnSATIOV  CO. 

1.  0*  reooMldermtlim  tbe  deciiloK  dattd  Jnlr  SI,  IWM,  It  kfflmed.  The  faati 
ue  tnllr  itated  In  that  deelilon.  Claim  la  under  O.  0.  103  for  |t4,147.M. 
(«•«  T«l.  Tit,  p.  100.) 

Maj.  Hill  writing  the  opinion  of  the  Board. 

ON  HEOONSIDEKATION. 

1.  Thia  is  a  claim  under  G.  O.  103,  for  $24,147.34.  A  decision 
granting  relief  was  rendered  by  the  Board  of  Contract  Adjustment, 
dated  May  3, 1920.  Upon  the  request  of  the  Claims  Board,  Chemical 
Warfare  Service,  the  case  was  reconsidered  and  a  decision  denying 
relief  rendered  by  the  Appeal  Section,  dated  July  21,  1920.  Claim- 
ant thereupon  requested  and  was  granted  a  rehearing  that  it  might 
present  further  evidence.  The  facts  are  fully  stated  in  the  former 
decisions. 

2.  At  the  rehearing  claimant  presented  testimony  to  the  effect  that 
the  meal  tickets  in  many  instances  were  taken  direct  from  the  printer 
by  claimant  without  being  counted  by  or  in  the  possession  of  the 
Government  checkers.  Claimant  also  presented  an  audit  of  its  books 
by  a  firm  of  public  accountants  showing  the  total  revenue  received  by 
claimant  for  meal  tickets,  as  shown  by  its  books,  to  be  $173,297.39. 
It  also  appeared  from  the  testimony  of  claimant's  witnesses  that  as 
early  as  July,  1918,  claimant  had  knowledge  that  inventories  of 
tickets  were  being  taken  and  that  claimant  would  be  charged  with 
all  tickets. 

DECISION. 

1.  The  work  out  of  which  this  claim  arises  was  done  by  claimant 
under  two  formal  contracts  which  had  been  fully  completed  by  per- 
formance. The  jurisdiction  of  the  Secretary  of  War  to  determine 
the  dispute  rests,  therefore,  upon  the  fourteenth  clause  of  the  con- 
tracts, by  which  the  contractor  was  granted  the  right  to  submit  dis- 
putes to  the  Secretary  of  War  for  a  final  and  binding  decision. 

2.  While  it  is  true  that  claimant  has  shown  that  in  many  cases  the 
meal  tickets  did  not  pass  through  the  hands  of  the  Government 
checkers,  there  is  no  dispute  as  to  the  number  of  tickets  printed  and 
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delivered  to  claimant.  The  settlement  as  made,  based  upon  the  num- 
ber of  tickets  delivered  to  claimant,  is  the  only  basis  under  which 
the  rights  of  the  Government  are  fully  protected,  and  it  is  our 
opinion  that  the  settlement  as  made  should  not  be  disturbed  by  the 
Secretarj'  of  War, 

3.  It  is  the  opinion  of  this  section  that  the  decision  dated  July  21, 
1920,  denying  relief  should  be  affiimed, 

DISPOSITION. 

The  Appeal  Section  transmits  its  decision  to  the  Chemical  War- 
fare Section. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section;  Col,  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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January  4, 1921. 
Case  No.  2456. 
/«  re  CLAIM  or  BKEEflS  AIBCEJlVT  CO.  (OC). 

1.  C0HTKACT8 — SETTLEKEHT  OF.—Where  k  eontr&ct  pravlding  a  fixed  profit 
and  a  bonnt  on  Hrtlolei  eomplcted  and  aeeepted  by  the  Ooyernment  1* 
•uipended  wben  two-thirds  of  tbc  artlelcB  Iiare  be«a  dellTered  to  and 
aoeepted  b;  the  OoreTninent  and  tba  Oovemment  latei  aeoepti  the  baUnca 
of  the  article*  in  an  unoompleted  itate  tbe  oontraotai  U  entitled  to  the 
profit  and  bonni  on  the  ooit  ot  All  articlei  accepted  by  tbe  ODvernment. 

8.  CLAIK  AND  DEC ISIOn.— Claim  for  $50,«e2.86  aililng  thronEh  tbe  tnipen- 
■toB  ot  Air  Berrlce  eontraoti  for  PenKiiln  trainiiiK  planei  and  ipare  parti. 
The  faoti  are  ttated  In  an  opinion  reported  In  Tolame  VI,  On  appeal  tbe 
Beeretarr  at  War  approTed  and  aflrmed  the  deolilon  of  tbe  Board  of  Con- 
traot  Adjnitment  exaept  ai  to  Item  1  and  remanded  tbe  claim  to  tbe 
Appeal  Beetion,  War  Department  Claims  Board,  to  determine  the  amount  due 
claimant  ai  profit  and  honua.  Held,  claimant  li  entitled  to  recover  profit 
and  bottui  bued  on  the  cost  of  all  article*  accepted  by  tbe  Oovernment. 

Cnpt.  Miller  writing  the  opinion  of  the  Board. 

FINDIN08  or  FAOr  AND  DECISION. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim  originally  involved  nine  itemB,  amounting  tu 
$50,462.86,  arising  through  the  suspension  of  Air  Service  Contracts, 
Nos.  2365  for  Penguin  airplanes  and  2538-1  for  Penguin  spare  parts. 
From  the  decision  of  the  War  Department  Board  of  Contract  Ad' 
justment,  dated  June  12, 1920,  recorded  in  Volume  VI,  claimant  ap< 
pealed  to  the  Secretary  of  War  on  items  1  and  2. 

2.  Tbe  Secretary  of  War,  on  November  30,  1920,  remanded  the 
claim  to  the  Appeal  Section,  War  Department  Claims  Board,  with 
tbe  following  order : 

"  Upon  consideration  of  tbe  record  in  this  matter,  it  is  directed 
that  the  decision  of  the  Board  of  Contract  Adjustment  be  approved 
and  affirmed  except  as  to  item  1  of  the  claim,  and  that  further  pro- 
ceedings be  had  by  the  Appeal  Section,  War  Department  Claims 
Board,  in  order  to  determine  the  amount  due  claimant  as  profit  and 
bonus  in  connection  with  contract  No.  2588-1  for  Penguin  spare  parts. 
"  Newton  D.  Bakeb. 

"  Secretary  of  War." 

3.  It  is  not  necessary  to  repeat  here  the  facte  related  in  the  former 
decision. 

4.  Item  1,  amounting  to  $14,165.08,  is  the  total  sum  alleged  to 
be  due  claimant  as  a  fixed  profit  of  15  per  cent  of  the  estimated  cost 
and  a  bonus  of  25  per  cent  of  any  saving  to  the  Government  through 
the  manufacture  of  the  articles  below  the  estimated  cost,  this  item 
coming  under  the  contract  for  spare  parts. 
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5.  When  the  contract  in  question  was  suspended  two-thirds  of  the 
spare  parts  had  been  delivered  and  accepted  by  the  Government. 
The  other  one-third  of  the  spare  parts  had  been  80  per  cent  com- 
pleted and  were  later  taken  over  by  the  Government  and  shipped 
from  claimant's  plant.  The  contract  for  spare  parts  was,  therefore, 
fourteen -fifteenths  completed  on  the  date  of  receipt  of  the  suspen- 
sion notice  and  no  work  was  done  on  this  contract  thereafter, 

6.  Article  IV  of  the  spare-parts  contract  provides  that  the  price  to 
be  paid  the  contractor  shall  include: 

"(2)  A  fixed  profit  of  fifteen  per  cent  {15%)  of  the  estimated  cost 
set  forth  in  the  schedule  hereto  attached  marked  "  Schedule  B  "  of 
each  spare  part  delivered  and  accepted  hereunder. 

"(3)  An  amount  for  the  savings  effected,  to  be  determined  accord- 
ing to  the  provisions  of    •    *     *    Article  VI  hereof." 

Article  VI  provides  the  following  method  of  determining  the 
savings : 

-  "At  the  completion  or  termination,  for  reasons  other  than  the 
default  of  the  contractor,  of  the  contract,  the  total  actual  cost  of  all 
articles  completed  and  accepted    •    •    •    shall  be  determined : 

"  If  the  amount  so  arrived  at  in  accordance  with  the  foregoing  pro- 
visions shall  be  Ie.ss  than  the  total  estimated  cost  of  all  the  sets  of 
spare  parts,  completed  and  accepted,  the  Government  shall  pay  the 
contractor,  on  account  of  such  saving,  twenty-five  per  cent  of  such 
difference." 

Article  XI  provides  that  in  case  of  a  termination  of  the  contract 
by  the  Government  for  any  cause  other  than  the  contractor's  default, 
the  contractor  may  continue  the  manufacture  of  spare  parts  from 
material  on  hand  for  a  period  of  30  days,  and  that  in  the  event  of 
such  a  termination  the  contr^or  shall  be  paid  all  costs  of  pro- 
duction, and  in  addition  thereto — 

"(1)  On  the  spare  parts  properly  packed  and  accepted  the  sum 
provided  as  a  fixed  profit  by  Article  IV  hereof. 

"(2)  On  all  spare  parts  not  accepted  •  *  *.  The  contractor 
shall  be  paid  as  a  profit  on  the  materials  and  spare  parts,  finished 
and  unfinished,  covered  by  this  inventory,  ten  per  cent  (10%)  of  the 
amount  of  this  inventory  in  lieu  of  the  fixed  profit  and  proportion 
of  all  saving  in  the  cost  of  production  of  such  partly  completed 
articles." 

7.  The  decision  of  the  Board  of  Contract  Adjustment  allowed 
claimant  a  15  per  cent  profit  and  a  25  per  cent  bonus  on  two-thirds 
of  the  spare  parts  completed  and  delivered  to  the  Government,  and 
only  a  10  per  cent  profit  with  no  bonus  on  the  balance  of  one-third 
of  the  spare  parts.  While  it  is  true  that  one-third  of  the  spare  parts 
was  only  80  per  cent  completed  when  the  contract  was  suspended, 
these  articles  were  later  "  accepted "  by  the  Government  in  their 
uncompleted  state  and  claimant  should  be  allowed  its  15  per  cent 
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fixed  profit  and  its  bonus  of  25  per  cent  on  savings  under  the  80  per 
cent  of  the  one-third  of  the  spare  parts  later  "  accepted "  by  the 
Government.  Article  XI  restricts  the  profit  to  10  per  cent  and 
eliminates  the  bonus  "  on  all  spare  parts  not  accepted,  both  finished 
and  unfinished,"  but  the  one-third  of  the  spare  parts  80  per  cent 
completed  was  actually  "  accepted "  by  the  Government,  although 
the  contract  was  not  completed  by  performance,  and  although  the 
contractor  did  not  insist  on  30  days'  time  in  which  to  complete  the 
contract.  The  allowance  of  the  fixed  profit  and  the  25  per  cent  bonus 
on  savings  as  to  all  spare  parts  finally  delivered  to  and  "  accepted  " 
by  the  Government  follows  strictly  the  plan  of  payment  set  forth  in 
Articles  IV,  VI,  and  XI,  except  for  the  fact  that  the  Government 
accepted  a  portion  of  the  spare  parts  in  an  uncompleted  state.  The 
Government's  acceptance  of  these  spare  parts  leaves  no  alternative 
but  to  pay  claimant  for  these  on  the  same  basis  as  for  spare  parts 
completed  and  accepted.  This  can  be  done  under  Supply  Circular 
No.  111. 

8.  Claimant  urges  that  it  should  be  allowed  a  15  per  cent  profit 
and  a  25  per  cent  bonus  on  savings  based  on  the  amount  that  it  would 
have  cost  claimant  to  complete  the  contract.  This  contention  is  not 
sound,  since  the  contract  for  spare  parts  was  only  fourteen-fifteenths 
completed  when  the  suspension  notice  was  received,  and  no  work  was 
performed  on  this  contract  thereafter.  It  is  apparent,  therefore,  that 
the  15  per  cent  profit  is  limited  to  fourteen-fifteenths  of  the  esti- 
mated cost  of  the  contract  and  that  the  25  per  cent  bonus  for  savings 
should  be  determined  by  deducting  the  actual  cost  of  completing 
fourteen-fifteenths  from  the  estimated  coat  of  completing  fourteen- 
fifteenths  of  the  contract. 

9.  The  Claims  Board,  Air  Service,  showed  $125,184.53  as  the  "  ac- 
tual cost  of  spares  contract  to  date  as  total  actual  cost  as  claimed." 
The  record  is  substantiated  by  claimant's  petition  on  appeal  to  the 
Secretary  of  War  in  showing  that  $125,184.53  Is  the  probable  amount 
that  it  would  have  cost  the  claimant  if  the  spare-parts  contract  hod 
been  fully  completed,  this  amount  having  been  determined  on  the 
basis  of  the  sum  expended  by  claimant  in  completing  two-thirds  of 
the  contract.  The  actual  cost  to  the  contractor  of  the  work  per- 
formed on  the  spare-parts  contract  to  date  of  suspension  was  $115,- 
404.13,  if  only  the  items  allowed  by  the  Claims  Board,  Air  Service, 
are  included.  While  item  3  was  allowed  by  the  Air  Service  Claims 
Board  the  amount  of  this  item  was  included  in  the  actual  cost  of 
contract  in  determining  the  amount  of  savings  and  is  included  in 
the  sum  of  $115,404.13  in  order  to  base  the  savings  on  the  entire 
actual  cost  of  the  spare-parts  contract.  When  the  two  items  of  $78 
and  $11,764.65,  allowed  by  the  Board  of  Contract  Adjustment,  are 
added  the  total  actual  cost  becomes  $127,246.68. 
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10.  Assuming  the  sum  of  $115,104.13,  as  disclosed  by  the  record,  to 
be  the  correct  amount  of  actual  cost  after  adding  the  items  charged 
back  and  the  additional  items  allowed  by  the  Board  of  Contract  Ad- 
justment, the  balance  of  fixed  profit  and  bonus  due  the  contractor  is 
determined  as  follows: 

Estimated  cost  of  work  performed  on  pRrta  accepted  by  the  Govern- 
ment. 14/15  of  $219,300 1 ?204,680  00 

ActuRl  cost  of  contract,  including  Items  allowed  by 

Claims  Board,  Air  Service $115,404. 13 

Additional  amount  of  cost  allowed  by  Board  of  Con- 
tract Adjustment 11. 842.  55 


Total  actual  cost  of  14/15  of  contract- 


Amount   saved 77, 4 


Profits  and  l>onus : 

25  per  cent  of  savings  ($77.433.32) 19.358.*^ 

15  per  cent  of  fixed  profit  on  $204,680 30,  702. 00 

Tola!  fixed  profit  and  bonus 50,060.33 

Amount  previously  paid  contractor . 42,258.79 

Balance  at  fixed  profit  and  bonus  due  contractor 7,  SOL  54 

11.  The  claim  as  now  allowed,  after  adding  the  fixed  profit  and 
bonus  to  the  items  approved  by  the  Secretary  of  War  on  November 
30,  1920,  covers  the  following  amounts : 

Item  No.  1,  fixed  profit  and  bonus $7, 801. 54 

Item  No.  2,  additional  bonus  (disallowed  In  full). 

Item  No.  3,  Items  cliarged  back 7.834.20 

Item  No.  4,  executive  aaiarles 11,764,53 

Item  No.  5,  plant  protection 636. 27 

Item  No.  6,  traveling  expenses  (disallowed  in  full).. 

Item  No.  7,  garage  bill 78, 00 

Item  No.  8,  freight  on  dope 73. 00 

Item  No.  9,  rental  of  typewriters  and  adding  machines 146.  SO 


Total 28,333.06 


DISPOSITION. 


The  Appeal  Section,  War  Department  Claims  Board,  hereby  trans- 
mits to  the  Air  Service  Section,  War  Department  Claims  Board,  a 
copy  of  the  decision  of  the  War  Department  Board  of  Contract  Ad- 
jusbaient,  dated  June  12,  1920,  together  with  a  copy  of  the  present 
decision  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Morgan  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 


January  14,  1921. 
Caae  ISo.  3058. 

In  Te  CLAm  or  ETIV8  A  HOWABS  nXB  BKICK  CO. 

I.  KEraCTES  lUTEBJUL.— Where  rejected  material  It  ttored  at  a  eamp  site  at 
tbe  reqnHt  of  the  contraetor  the  QoTcmment  atinmes  no  reiponiiblllt]' 
therefor.  The  fact  that  the  material  oan  not  later  be  located  create*  no 
prenmptloit  that  It  wa*  vied  bj  the  oamp  Aathorltiei.  It  ma;  hare  been 
itolen  or  deibojed.  The  harden  ii  upon  the  owner  to  ihow  that  the 
OoTcmment  nied  ar  dispoted  of  the  material. 

S.  CLAHC  AlTD  DECmOH. — Claim  for  yilS.M  for  7S0  feet  of  S-lnoh  tcrra-ootta 
•ewer  pipe.    Held,  relief  denied. 

Capt.  Taylor  writing  the  opinion  of  the  Board, 

FINDINQS  OF  FACT. 

The  Appeal  Section  finds  the  following  to  be  the  facts ; 

1.  This  claim  is  before  the  Appeal  Section  on  appeal  by  the  claim- 
ant from  the  action  of  the  Quartermaster  General  denying  claimant 
any  relief  on  the  claim. 

The  claim  is  for  $U6.i^2.  and  was  informally  filed  with' the  utilities 
officer  at  Camp  Dodge  on  Januarj'  8, 1920, 

2.  The  undisputed  facts  are  as  follows :  On  September  26, 1918,  the 
Construction  Division  of  the  United  States  Army  issued  to  Evens  & 
Howard  Fire  Brick  Co.,  St.  Louis,  Mo.,  requisition  No.  33,  which 
included,  among  other  items,  an  item  for  2,900  feet  of  8-inch  terra- 
cotta pipe.  This  requisition  stated  that  "  confirmation  and  payment 
of  this  order  will  be  made  by  Charles  Weitz'  Sons";  consignment 
to  be  made  to  "  U.  S.  Constructing  Quartermaster,  account  Charles 
Weitz'  Sons,  Camp  Dodge,  Iowa." 

The  above  requisition  was  confirmed  by  Charles  Weitz'  Sons  by 
their  confirming  order  No.  807. 

On  November  30,  1918,  claimant  shipped  1,050  feet  of  8-inch  pipfi 
in  car  CP  98422  which  reached  Camp  Dodge  December  17,  1918. 
The  contents  of  the  car  were  rejected  by  the  constructing  quarter- 
master because  the  pipe  was  of  an  inferior  quality.  Claimant  then 
requested  that  the  car  be  unloaded  and  that  the  pipe  that  passed 
inspection  be  accepted  and  used  and  the  remainder  unloaded  and 
piled  on  the  ground  within  the  limits  of  the  camp  site  for  claimant's 
convenience,  and  to  be  removed  by  claimant  at  some  future  date  if 
74822— 21— TOL  8 28  428 
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no  use  was  found  for  it  by  the  camp  nutliorities.  This  was  done 
and  about  300  feet  of  the  pipe  was  accepted  and  has  been  paid  for 
by  Charles  Weitz'  Sons. 

The  original  invoice  was  for  1,050  feet  of  8-inch  pipe  at  iBO-1625 
per  foot.  The  rejected  pipe,  amounting  to  about  750  feet,  or  300 
pieces,  was  unloaded  and  "deposited  just  north  of  the  detention 
camp  spur  between  33d  and  34th  Streets." 

3.  Apparently  no  attention  was  given  to  this  rejected  pipe  by 
claimant  for  some  months,  but  at  various  times  during  1919  repre- 
sentatives of  claimant  did  go  out  to  the  camp  and  try  to  locate  the 
pipe.  Being  unable  to  locate  the  pipe  claimant  has  Bled  this  claim, 
and  is  now  asking  that  payment  be  made  for  the  entire  amount  of 
the  rejected  pipe  at  the  contract  price  on  tlie  theory  that  the  pipe 
has  been  used  or  disposed  of  by  the  camp  authorities.  Claimant's 
theory  is  that  it  must  have  been  used  by  the  (Jovemment,  as  it  could 
not  ha^-e  disappeared  in  any  other  manner. 

A  careful  search  has  been  made  of  the  records  of  the  constructing 
quartermaster's  office  at  Camp  Dodge,  the  records  of  Charles  Weitz's 
Sons,  and  of  the  records  of  the  camp  utilities  officer  at  Camp  Dodge, 
and  no  record  has  been  found  showing  that  any  of  the  rejected  pipe 
was  used  by  any  of  the  camp  authorities  either  on  the  job  for  which 
it  was  originally  intended  or  for  any  other  purpose.  The  inventory 
made  at  the  close  of  the  calendar  year  1918  by  the  constructing 
quartermaster  at  Camp  Dodge  shows  only  33  linear  feet  of  8-inch 
sewer  pipe. 

4.  There  is  in  the  file  a  copy  of  a  memorandum  furnished  by 
claimant,  dated  November  18,  1919,  which  purports  to  have  been 
prepared  by  Mr.  George  W.  Jones,  secretary  and  treasurer  of  claim- 
ant company,  it  being  a  memorandum  of  a  verbal  report  made  to 
him  by  Mr.  C.  C.  Johnson,  claimant's  representative,  just  after  the 
return  of  the  latter  from  a  visit  from  Camp  Dodge.  This  memo- 
randum is  as  follows : 

"  *  •  *  Mr.  Johnson  reported  verbally  that  he  had  located  the 
rejected  8-inch  pipe  at  Camp  Dodge ;  that  it  was  all  piled  up  in  a 
promiscuous  jumble  at  the  camp,  just  where  it  was  unloaded  from  the 
car.  He  said  it  was  in  very  poor  condition,  most  of  it  badly  broken, 
and  that  he  did  not  think  there  would  be  to  exceed  50  pieces  of  good 
pipe  in  the  lot." 

It  was  on  the  above  report  of  its  own  representative  that  claimant 
presumes  or  takes  for  granted  that  the  pipe  has  been  used  by  the 
authorities  at  Camp  Dodge,  and  that  the  Government  is  therefore 
under  obligation  to  reimburse  claimant  for  the  same. 
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1.  The  rejected  pipe,  which  was  unloadeil  on  the  Government 
reservation  &t  claimant's  request,  remained  there  at  claimant's  risk. 
The  Government  assumed  no  resiwnsibility  for  the  same.  Of  course, 
if  it  were  used  by  the  Government,  there  wouhl  arise  an  obligation 
to  pay  claimant  the  reasonable  value  of  the  quantity  used.  However, 
there  is  no  proof  that  the  Government  used  the  pipe.  If  it  had 
been  used  there  would  undoubtedly  have  been  some  record  of  it.  If 
the  pipe  is  not  there  at  this  time,  that  does  not  raise  the  presumption 
that  it  was  used  or  disposed  of  by  the  camp  authorities.  It  may 
have  been  destroyed  or  stolen.  The  report  of  claimant's  representa- 
tive, Mr.  Johnson,  is  not  conchisive  that  the  pipe  is  not  still  there. 
In  fact,  the  report  indicated  that  the  pipe  is  still  there,  but  that  most 
of  it  is  "  in  very  poor  condition  and  most  of  it  badly  broken." 

The  burden  of  proof  is  upon  claimant  to  show  that  the  Govern- 
ment has  either  used  or  disposed  of  the  pipe.  Claimant  has  failed 
to  show  this. 

2.  For  the  reason  stated  above  the  relief  asked  for  is  hereby  denied. 

DIBFOSITION. 

A  formal  order  denying  relief  will  be  entered. 

Lieut.  Col.  McKeeby  and  Capt.  "Woodfin  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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jANtrARTU,  1921. 
Case  No.  1234. 

In  re  CLAIH  OF  UBITZD  STATES  AIRCRAFT  COBFORATIOV. 

JVKISDICTIOH— Thli  Board  ha*  no  Jurisdiction  orer  a  claim  foi  damaru, 
whetber  llqnldated  or  nnUqnidated,  based  on  a  terminated  formal  contract. 

JUBISDICTIOH.— The  power  of  the  Secretary  of  War  to  tettle  formal  eontraeU 
hj  agreement  with  the  oontraetor  can  not  be  exercised  iriiere  the  oontnot 
has  been  fnllr  executed  by  performance  bj  the  contractor  or  teratiuated 
by  breach  and  by  expiration  of  time  for  performanoe. 

Maj.  Farr  writing  the  opinion  of  the  Board. 


1.  This  claim  was  filed  with  the  Board  of  Contract  Adjustment  in 
the  Slim  of  $22,838.30  prior  to  the  30th  day  of  Jnne,  1&19,  and  on  the 
23d  day  of  'Maj',  1919,  an  additional  or  supplemental  claim  in  the  sum 
of  $5,032.73  was  filed  with  tlie  Air  Service  Claims  Board,  but  for 
some  reason  was  returned  to  the  claimant  and  was  not  again  filed 
with  the  Appeal  Section,  Var  Department  Claims  Board,  until  the 
hearing  on  the  10th  day  of  Deceml>er,  1920.  The  total  amount  of 
the  claim,  therefore,  before  this  Board  for  consideration  is  the  sum 
of  $27,891,03  arising  out  of  a  formal  contract.  On  December  30, 
1919.  the  original  petition  for  the  sum  of  $22,838.30  was  forwarded 
by  tiie  Board  of  Contract  Adjustment  to  the  Air  Service  Claims. 
Board  and  was  by  the  Air  Service  Claims  Board  turned  over  to  the 
Liquidation  Division  for  the  purpose  of  making  an  investigation 
ami  settlement  under  the  terms  of  tlie  formal  contract  and  was  by 
this  division  returned  to  the  Air.  .Service  Claims  Board  with  the 
information  that  the  said  division  was  unable,  on  the  evidence  before 
it.  to  attempt  to  make  any  settlement,  and  the  said  claim,  together 
with  certain  files,  was  in  turn  forwarded  to  the  Board  of  Contract 
Adjustment  by  the  Air  Service  Claims  Board  on  the  23d  day  of 
March,  1920,  the  said  Claims  Board  having  apparently  treated  this 
claim  as  one  in  the  amount  of  $5,032.73  which  was  the  amount  of 
the  additional  or  supplemental  claim  presented  to  the  Air  Ser^'ioe 
Claims  Board. 

2.  The  facts  seem  to  \ie  that  in  1917  claimant  had  a  contract  for 
1(K)  airplanes  that  was  BnaUy  canceled  before  any  delivery,  and  on 
the  26th  day  of  January,  1918,  received  from  the  War  Department 
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Order  No.  20524  for  the  manufacture  of  50  airplanes,  JND-4,  the 
said  order  setting  out  the  rarious  items  going  to  make  up  the  50 
airplanes  and  the  prices  to  he  paid  therefor,  wliich  included  some 
extra  parts  to  a  total  sum  of  $326^42.  Formal  contract  Xo.  2709, 
embodying  Order  No.  20624  and  making  it  a  part  thereof,  finally 
entered  into  by  the  claimant  with  the  United  States  Government 
under  date  of  the  6th  day  of  Februarj'.  1918,  provided  for  the  com- 
pletion and  delivery  of  the  airplanes  in  question  on  or  before  the 
26th  day  of  February,  1918.  The  material  parts  of  the  said  contract 
being  set  out  as  follows : 

**••••■• 

"Whereas  Congress  having  declared  by  joint  resolution  approved 
April  6,  1917,  that  war  exists  between  the  united  States  of  Ajnerica 
and  the  Imperial  (Jerman  (Jovernment,  the  President  hereby  places 
an  order  with  the  United  States  Aircraft  Corporation,  the  contractor, 
as  an  order  under  the  provisions  of  section  120  of  an  act  making 
further  and  more  effective  provisions  for  the  national  defense,  and 
for  other  purposes,  approved  June  3.  1917,  with  the  requirements 
that  it  comply  with  tne  contract  hereinafter  set  forth  to  manufac- 
ture the  articles  described  in  Order  Xo.  20524  annexed  hereto  and 
made  a  part  hereof,  nil  in  accordance  with  drawings  and  specifica- 
tions of  the  articles  referred  to  in  the  order  hereto  attached,  as  now 
existing  or  as  hereafter  modified  or  changed ; 

"Now,  therefore,  the  parties  hereto  do  covenant  and  agree  to  and 
with  each  other  as  follows : 

"Ahticu:  I. 

"  The  contractor  shall  manufacture  and  supply,  in  accordance  with 
the  authorized  requirements  of  the  inspectors  liereinafter  provided 
for,  the  articles  described  in  the  order  attached  hereto  at  tne  times 
and  in  the  quantities  hereinafter  set  forth,  and  will  deliver  the  same 
packed  for  shipment  in  the  manner  covered  by  the  specifications 
f.  <7.  b.  the  contractor's  plant  as  Bedwood  City,  California. 

"Article  TI. 

"  The  contractor  shall  conform  in  all  respects  to  and  with  the  order 
hereto  attached  and  with  specifications  No.  1500,  5001,  and  270028 
hereto  attached,  which  are  hereby  adopted  and  made  a  part  of  this 
contract,  including  all  authorized  changes  therein,  all  of  which  are 
deemed  and  taken  as  forming  a  part  of  this  contract  with  like  opera- 
tion and  effect  as  if  the  same  were  incorporated  herein.  All  parts 
for  which  spare  parts  are  to  he  furnished  shall  be  made  interchange- 
able unless  otherwise  specified. 

"Articij:  III. 

"Xo  changes  shall  be  made  in  said  drawings  or  specifications,  ex- 
rept  as  provided  in  this  article.  Changes  may  be  made  at  any  time 
by  mutual  agreement  between  the  contracting  officer  and  the  con- 
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tractor.  In  the  case  of  failure  to  agree  a  written  request  for  such 
changes  shall  be  made  by  the  party  desiring  tlie  same.  The  final  deci- 
sion thereon  shall  be  made  bv  the  contracting  officer  in  writing  after 
opiH)rtunity  has  been  given  "by  him  for  a  heiiring  to  the  contractor. 
The  time  for  such  hearing  sliall  be  set  by  the  contracting  officer,  but 
production,  insi>ection.  and  acceptance  shall  proceed  as  before  and 
shall  not  be  interrupted  thereby  pending  the  final  decision. 

'■  Clianges  so  apj»i-o\e<l  shall  become  effective  at  such  times  and  in 
such  manner  as  will  not  interfere  with  or  retard  production,  except 
t)iat  changes  which  necessarily  retard  production  shall  be  made  to 
apply  as  follows: 

"The  total  quantity  of  articles  to  be  supplied  under  this  contract 
shall  be  divided  into  five  (5)  lots. 

"Changes  determined  upon  during  the  production  of  the  first  lot 
shall  be  applied  only  to  production  at  the  beginning  of  the  third  lot, 
and  so  on  throughout  the  contract,  the  intention  being  to  allow  at 
least  one  lot  to  be  i)rotluced  between  the  determination  of  the  change 
and  its  application  to  tlie  pi-oduction. 

"  The  purchase  price  ]>er  iirticle  as  iletermined  by  this  contract 
shall  be  adjusted  so  as  to  meet  the  full  loss  or  gain  m  maiiufacturing 
cost  to  the  contractor  caused  by  the  application  of  such  approv^ 
changes  to  the  itroduct. 


"Article  V. 

"  The  Government  shall  have  one  or  more  insi>ectors  at  each  of  the 
contractor's  factories  and  other  points,  at  its  discretion,  where  and 
during  the  time  the  articles  hereby  contracted  for  and  their  com- 
ponent parts  are  being  manufactured  and  tested,  and  of  making  such 
tests  thereof  as  such  inspectoi's  may  deem  necessary  or  advisaole  in 
order  to  determine  the  compliance  of  such  articles  with  the  require- 
ments of  this  agreement,  and  the  inspector  shall  i)romptly  give  a  deci- 
sion conceraing  acceptance  or  rejection,  subject  to  later  rejection  for 
cause.  The  contractor  agreed  to  afford,  or  to  cause  to  be  afforded, 
to  such  inspectoi-s  the  fullest  opportunity  of  observing  such  articles 
and  their  component  parts  at  all  times  during  their  manufacture 
and  of  testing  the  same  without,  unreasonable  destruction  of  the 
contractor's  property,  at  any  time  before  delivery.  All  articles 
hereby  contracted  for  are  subject  to  factory  inspection  and  test 
and  to  final  acceptance  or  rejection  by  an  inspector  of  the  contracting 
officer  after  satisfactory  completion  of  such  inspection  and  tests, 
and  the  contractnig  olficer  shall  provide  an  adequate  number  of  in- 
spectors for  this  purpose.  Final  acceptance  shall  be  evidenced  bv 
the  immediate  issuance  to  the  contractor  of  a  final  inspection  certifi- 
cate by  the  inspector.  The  decision  of  the  Chief  Signal  Officer  of 
the  Vnited  States  Army  as  to  quality  of  material  and  workmanship 
shall  be  final. 

"Article  VI. 

"  Unless  prevented  by  strikes,  floods',  riots,  railroad  or  other  em- 
bargoes, car  shortages,  act  of  God  or  the  public  enemy,  or  other 
similar  causes  of  delay  not  within  the  control  of  the  contractor  or 
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caused  by  the  contracting  officer,'tKe  work  under  this  contract  is  to 
be  prosecuted  at  all  times  witb  tbe  utmost  vigor  and  dispatch,  and 
time  shall  be  considered  as  of  the  essence  of  this  contract,  ana  the 
contractor  shall  give  precedence  in  its  plant  to  work  hereunder  or 
under  similar  contracts  for  the  Government. 


"Ahticle  IX. 

"  The  contractor  agrees  to  furnish  and  deliver  and  the  Government 
to  purchase  and  take  hereunder  the  articles  described  in  said  order 
anne.\ed  hereto,  including  all  attachments  and  connections,  all  to  be 
manufactured,  assembled,  packed,  and  delivered  in  full  compliance' 
with  the  drawings  and  sp«;ifications  of  the  said  articles  referred  to 
in  the  order  hereto  attached,  as  now  e.\isting  or  as  hereafter  modified 
or  changed,  in  accordance  with  the  terms  of  this  contract. 

"  Subject  to  the  provisions  of  Article  VI  hereof,  it  is  agreed  that 
the  contractor  shall  have  the  articles  hereby  contracted  for  ready 
for  final  inspection  at  the  times  and  in  tlie  quantities  designated  in 
the  following  schedule,  and  immediately  after  inspection  and  ac- 
ceptance shaU  deliver  trie  same  packed  for  shipment  in  the  manner 
provided  in  Article  I  of  this  agreement,  viz,  February  26,  1918,  all 
articles  called  for. 

"  The  contractor  agrees  that  it  will,  if  possible,  and  if  requested  to 
do  so  by  the  Government,  and  without  further  cost  to  the  Govern- 
ment, install  in  said  aeroplanes,  within  the  period  in  which  said 
planes  are  to  be  delivered  under  the  terms  of  this  contract,  any 
engines  which  the  Government  may  furnish  and  deliver  to  the  con- 
tractor for  that  purpose  at  the  contractor's  works  at  Redwood  City, 
California :  Provided,  That  if  the  Government  shall  fail  to  furnish 
to  the  contractor  by  a  date  allowing  a  reasonable  time  for  such 
installation  such  engines  as  it  may  desire  the  contractor  to  install  as 
aforesaid,  the  contractor  shall  be  allowed  an  extension  of  time  for 
such  installation  equal  to  such  delay  in  furnishing  said  engines. 

"  It  is  further  understood  and  agreed  that  if  upon  the  completion 
of  any  of  the  planes  called  for  in  said  order  the  Government  shall 
fail  to  deliver  to  the  contractor  the  engine  or  engines  to  be  installed 
therein,  the  contractor  will,  if  requested  by  the  contracting  officer, 
and  at  the  expense  of  the  Government,  ship  such  article  or  articles 
to  any  point  in  the  United  States  designated  by  the  contracting 
officer,  and  will  further,  if  so  i-equested  by  the  contracting  officer, 
send  to  such  point  such  mechanics  as  may  be  necessary  to  properly 
install  such  engine  or  engines  and  will  cause  the  same  to  be  duly 
installed,  the  actual  traveling  expenses  of  such  mechanics  and  their 
time  en  route  to  be  paid  by  the  Government.  In  such  case  four  thou- 
sand doilarH  ($4,000)  on  account  of  the  purchase  price  provided  for 
such  plane  in  said  order  sliall  be  paid  upon  the  acceptance  of  each 
sTich  article  at  contractor's  plant  and  the  I'emainder  upon  completion 
of  the  installation  of  the  engine:  Provided^  That  the  contracting 
officer  may.  if  he  sliall  deem  it  wise,  authorize  the  payment  of  the 
whole  or  any  part  of  such  unpaid  balance  before  the  completion  of 
installation  of  the  engines. 
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"Article  XIII. 

"  It  is  understood  by  the  parties  hereto  that  the  airplanes  to  be 
manufactured  hereunder  are  to  be  used  for  training  planes  and  are 
useful  to  the  Government  only  during  the  present  war  and  only  if 
promptly  delivered,  and  it  is  an  essential  element  of  this  contract, 
and  that  if  the  contractor  shall  fail  to  make  delivery  of  any  or  all 
of  the  articles  herein  contracted  for  in  conformity  with  tlie  conditions 
and  requirements  of  this  contract  and  within  the  time  prescribed, 
the  Government  will  be  damaged  thereby,  and  the  amount  of  such 
damages  is  hereby  fixed  and  agreed  to  in  advance  as  liquidated  dam- 
ages and  not  as  a  penalty,  and  the  Government  without  prejudice 
to  its  riglit  to  abrogate  this  contract  for  default  by  the  contractor, 
may  make  .deductions  from  the  contract  price  accordingly  as  follows: 
For  each  day's  delay  until  satisfactory  delivery  shall  have  been  made, 
or  until  such  time  as  the  Government  may,  if  it  shall  so  elect,  pro- 
cure the  same  elsewhere,  at  a  rate  of  one-sixth  (i)  of  one  per  cent 
(1%)  rejection  of  deliveries  not  to  be  considered  as  waiving  deduc- 
tions, provided  that  such  delays  shall  not  have  been  caused  by  act  of 
the  Government,  by  strikes,  riots,  fire,  or  other  disaster,  delays  in 
transit  or  delay  on  "the  part  of  transportation  companies,  or  by  other 
similar  circumstances  beyond  the  control  of  the  contractor,  but  such 
circumstances  shall  not  be  deemed  to  include  delays  on  the  part  of 
subcontractors  in  furnishing  materials  when  such  delays  ariBe  from 
causes  other  than  those  herein  specified,  and  provided  further  that 
any  claim  for  exemption  under  this  clause  shall  be  made  in  writing 
beiore  payment  is  made  for  the  articles,  and  that  the  question' 
whether  delays  are  due  to  causes  herein  specified  shall  be  determined 
by  the  contracting  officer.  The  Chief  Signal  Officer  of  the  United 
States  Army,  however,  may,  if  he  shall  deem  it  wise  so  to  do,  waive 
such  damages  in  whole  or  in  part. 

"Article  XIV. 

"  When,  in  the  opinion  of  the  contracting  officer,  production  will 
be  facilitated,  he  may,  from  time  to  time,  during  the  terms  of  this 
contract  furnish  and  supply  to  the  contractor  such  raw  material  or 
fabricated  or  partially  fabricated  parts  as  any  of  the  units  hereby 
agree  to  be  manufactured  and  delivered  by  the  contractor,  when  the 
contractor  has  not  already  purchased  or  agreed  to  purchase  the  same, 
and  the"  cost  of  such  material  furnished  to  the  contractor,  plus  one 
per  cent  (1%)  for  carrying  charges,  shall  be  deducted  by  the  Gov- 
ernment from  the  total  amount  to  be  paid  to  the  contractor  imder 
this  contract  by  reducing  the  payments  to  be  made  for  each  unit 
remaining  to  be  delivered  pro  rata  to  the  total  amount  of  the  cost  of 
such  materials  delivered. 

"Article  XVII. 

"  Except  as  in  this  contract  otherwise  provided,  an^  doubts  or  dis- 
putes which  may  arise  as  to  the  meaning  of  anything  in  this  contract 
shall  be  referred  to  a  board  composed  of  three  (3)  officers  of  the 
United  States  Army  appointed  by  the  Secretary  of  War,    If,  how- 
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ever,  the  contractor  shall  feel  aggrieved  at  any  decision  of  this  board 
upon  such  reference,  it  shall  have  the  right  to  submit  the  same  to  the 
Secretary  of  War,  whose  decision  shall  be  final." 

3.  The  claimant  upon  the  receipt  of  the  purchase  order  and  later 
the  contract  proceeded  to  manufacture  the  planes,  and  alleges  that 
owing  to  the  various  changes  in  the  plans  and  specifications  that  it 
was  compelled  to  provide  additional  materials,  tear  down  and  replace 
parts  of  airplanes  already  constructed,  send  men  to  flying  fields  for 
the  purpose  of  installing  wires  and  other  equipment  of  planes  al- 
ready delivered,  and  discard  certain  fabricated  parts  of  planes  at 
their  factory  owing  to  the  said  changes  in  plans  and  specifications 
that  were  not  contemplated  under  the  provisions  of  the  contract,  or 
any  of  the  plans  and  specifications  attached  thereto,  and  owing  to 
the  fact  that  it  was  compelled  to  make  the  various  changes  called  for 
it  has  been  compelled  to  expend  the  additional  sum  of  $27,891.03, 
which  said  sum  includes  the  cost  that  claimant  was  put  to  in  making 
test  flights  of  approximately  15  of  its  machines,  and  that  the  said 
test  flights  were  not  called  for  or  provided  for  under  the  contract, 
but  that  claimant  was  compelled  to  make  such  tests  before  the  Gov- 
ernment would  accept  its  planes,  and  that  in  addition  thereto  the 
Government  under  the  provisions  of  the  said  contract  furnished 
claimant  certain  materials  at  excessive  rates,  and  that  other  mat«rials 
furnished  it  by  the  Government,  with  a  Government  stamp  of  ap- 
proval upon  the  same,  were,  upon  receipt  at  its  factory,  found  to  be 
defective  by  Government  inspectors  stationed  at  its  plant  and  were 
therefore  condemned  by  the  said  inspectors,  necessitating  the  re- 
placement of  the  same  by  the  claimant  at  an  extra  expense. 

4.  Claimant  in  its  original  petition  has  divided  its  claim  into 
seven  items,  so  we  deem  it  advisable  to  set  the  same  out  briefly  item 
by  item : 

Itena  I  is  for  $1,160  for  the  alleged  change  of  58  stick  controls  at 
$20  each,  the  contention  of  the  claimant  being  that  these  controls 
were  made  by  them  in  accordance  with  the  drawings  and  specifica- 
tions which  provided  for  their  assembly  with  taper  pins  at  the  fixed 
joints,  and  that  later  this  was  found  to  be  an  insecure  method  of 
fastening  and  they  were  compelled  to  brace  all  these  parts,  which 
necessitated  the  disassembly  of  all  the  stick  controls  received  from  its 
subcontractor,  and  that  not  only  this  but  they  were  compelled  to 
have  their  men  make  the  same  changes  at  various  fields  on  all  ma- 
chines that  it  had  shipped  prior  to  the  receiving  of  this  ruling. 

Item  II  is  for  the  replacing  of  cables  on  17  machines,  1,190  wires 
at  $4,  or  a  total  of  $4,750.  It  alleges  that  these  wires  were  made  up 
in  strict  accordance  with  the  plans  and  specifications,  but  as  they 
did  not  conform  in  some  respect  to  the  usual  field  practice,  they  were 
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compelled  to  replace  these  wires  at  a  cost  of  $4  per  wire,  and  that 
it  attempted  to  persuade  the  inspectors  to  allow  it  to  make  up  these 
wires  in  accordance  with  the  ideas  of  the  people  who  were  to  use 
them,  but  were  refused  this  penmssion. 

Item  III  is  for  the  labor  of  replacing  wires  and  making  minor 
changes  at  March  Field  and  Rockwell  Field  to  the  extent  of  $1,235, 
and  is  made  up  of  payments  to  seven  men  which  they  allege  were 
carried  on  their  pay  rolls. 

Item  IV  is  for  similar  expenses  of  six  men  at  San  Diego  and 
Riverside  for  similar  work,  they  alleging  they  have  the  canceled 
checks  to  substantiate  this  payment. 

Item  V  is  for  charges  in  the  sum  of  $2,825  for  uncrating,  assem- 
bling, reinspection,  disassembling,  and  crating  eight  planes,  this  be- 
ing divided  into  $200  per  machine  for  the  actual  work  of  uncrating, 
setting  up,  disassembling,  and  recrating  and  $175  per  machine  for 
the  additional  work,  the  allegation  of  the  claimant  being  that  these 
machines  had  been  inspected  and  passed  by  the  inspectors  at  the 
plant  and  crated  by  them  ready  for  shipment,  and  that  they  were 
compelled  to  unpack  and  reassemble  and  do  additional  work  on  them, 
none  of  which  was  called  for  under  the  plans  and  specifications. 

Item  VI  is  for  $4,500  flying  test  of  nine  planes,  the  allegation  of 
the  claimant  being  that  before  the  Government  would  accept  the 
planes  they  were  compelled  to  fly  certain  of  them,  for  which  they 
are  asking  that  they  be  allowed  the  sum  of  $500  per  plane  to  cover 
amount  paid  pilot  and  incidental  expenses  in  getting  the  planes 
ready  for  flight. 

Item  VII  is  for  sundries  as  follows: 

"(a)  Spruce  to  asb  lonserons,  22  machines  at  *li"i $990.00 

(6)  Spmre  to  asb  station  6  and  station  7  fuselage  struts.  48  ma- 

cblnes  at  $10 4S0.  00 

(c)  Wire  testing  50  machines  complete  at  S20 1,000.00 

(d)  Wire  testing  20  sets  of  wlni;^  nt  S15 300.00 

(e)  Cotter  pinning  bolts,  12  raaehlneB  complete  iit  $30 300.00 

(/)  Cotter  pinning  bolta,  20  sets  of  wings  at  $20 400. 00 

(17)  Cotter  pinning  bolts.  15  seta  lower  wings  nt  *7.50 112.  r>0 

(ft)  Brnzlug  fuselage  nttlngs,  30  planes  at  ?10 300.  00 

(*)    Use  of  salvage  tape.  20  sets  of  wings  at  *10 200.  00 

(/)    Change  of  Insignia  from  star  and  circle  to  concentric  circles, 

obaoleted  stock,  .TOO  transfers  nt  ?S 990.00 

(I)  Numerous  small  changes  enacted  daily  from  start  ti>  flnlsb  of 
contnict,  cost  coiib<t\  ntively  estlmuted  over  and  above  items 
nlrendy  cmsl.lerwl 2, 500.  00 

7.682.50" 
5.  The  claimant,  in  the  petition  for  the  payment  to  it  of  $5,032.73, 
Brst  presented  to  this  Board  at  the  hearing  on  December  10,  1920, 
sets  the  same  up  as  follows : 
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Item  I.  Insttuiueiits $999. 01 

Item  II.  Salvage  o{  wing  beams 681.63 

Item  III.  Lumber 3.002.07 

It«n  IV.  Chemicals 350.00 


Amount  of  claim 5,032.73 

0.  Under  the  item  for  instruments  ($999.01)  it  alleges  that  certain 
instruments  were  shipped  it  during  the  time  it  had  the  contract  for 
100' J.  N.  4  D.  airplanes,  which  was  later  canceled,  and  the  contract 
for  50  planes  entered  into,  that  certain  instruments  that  were  shipped 
on  tiorernment  orders  to  other  fields,  and  that  on  the  instruments  on 
hand  it  should  only  have  been  charged  $171.50  per  plane,  or  a  total 
of  $8,575,  but  that  the  Government  billetl  it  at  the  rate  of  $9,574.01, 
or  overcharge  deducted  by  the  Government  of  $999.01, 

7.  Under  Item  II.  claimant  alleges  that  336  wing  beams  were 
shipped  it  from  the  Spruce  Production  Division,  and  of  these  46 
lower-wing  beams  at  $T.40,  or  a  total  of  $340.40,  and  S5  upper-wing 
beams  at  $0.75.  or  a  total  of  $!141.25,  were  rejected  by  Government 
inspectors  at  their  plant,  and  that  they  should  therefore  be  allowed 
the  sum  of  $C81.65  on  account  of  this  i-ejection  for  material  that  was 
furnished  it  by  a  (lovernment  agency  as  being  suitable  for  the  con- 
struction of  airplanes  and  which  was  later  rejected  by  insi>ectors  at 
its  plant. 

8.  Under  Item  III,  claimant  alleges  that  the  sum  of  $3,(K>-2.07  is 
due  on  account  of  lumber  purchased  by  it  on  the  strength  of  a  letter 
from  Maj.  Shepler  pf  October,  1917,  in  which  it  was  advised  that 
the  price  per  thousand  feet  for  fir  was  $55  and  for  spruce  $G0,  and 
that  its  acceptance  of  contract  20524  was  based  upon  these  prices 
quoted,  and  that  the  amount  of  lumber  ordered  by  it  should  really 
only  have  cost  $5.91:2.^6,  but  that  the  Government  charged  them 
$8,914.33,  or  an  excess  of  $3,002.07. 

9.  Under  Item  IV,  for  chemicals,  it  alleges  it  purchased  350  gal- 
lons of  Pratt  &  Lambert  acetate  dopie  and  that  upon  receipt  of  the 
same.it  was  notified  not  to  use  it  as  it  was  needed  for  battle  planes, 
and  that  it  thereupon  went  out  into  the  market  and  purchased  other 
dope,  and  that  the  said  350  gallons  of  Pratt  &  Lambert  acetnte  dope, 
owing  to  the  failure  of  the  Aircraft  Production  Section  to  direct  the 
proper  disposal  of  same,  was  left  on  its  hands  at  the  close  of  the 
contract,  when  it  was  then  allowed  to  dispose  of  it,  suffering  a  loss  of 
$1  a  gallon,  or  $350. 

10.  Under  date  of  June  3,  1918,  claimant  was  advised  by  A.  C. 
Downey,  major,  Signal  Corps,  office  of  the  Director  of  Aircraft 
Production,  as  follows: 

"  1.  Referring  to  your  request  for  an  extension  of  time  under 
contract  No.  2709.  you  are  advised  that  the  time  for  final  delivery  is 
hereby  extended  to  July  15th,  1918. 
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"  2.  This  extension  is  granted  to  your  company  on  account  of  the 
fact  that  the  original  drawings  to  be  used  under  this  contract  were 
in  such  condition  as  to  require  approximntely  five  hundred  changes 
therein,  and  for  the  further  reason  that  your  production  was  delayed 
by  the  act  of  the  Government  in  ordering  you  to  send  certain  sets  of 
metal  fittings  to  the  Liberty  Iron  Works. 

"  3.  Any  failure  on  the  part  of  your  company  to  complete  this 
contract  by  July  15th,  1918,  will  result  in  this  office  having  to  deduct 
liquidated  damages." 

11.  Notwithstanding  the  extension  granted  by  the  foregoing  letter, 
claimant  was  unable  to  complete  its  contract  until  about  the  15th  of 
August.  1918,  when  it  finally  succeeded  in  delivering  to  the  Govern- 
ment the  last  of  the  50  planes.  At  this  time  the  claimant  was  ap- 
parently in  straitened  financial  circumstances  and  its  creditors  finally 
threw  it  into  bankruptcy,  the  claim  presented  to  this  Board  being 
presented  by  the  trustees  in  bankruptcy. 

12,  Claimant  has  delivered  all  the  planes  provided  for  under  the 
contract,  and,  with  the  exception  of  $72.40,  has  been  paid  the  contract 
price  therefor.  The  Government,  on  the  other  hand,  alleges  that  there 
is  due  it  in  the  nature  of  liquidated  damages  over  $9,000.  and  that  the 
claimant  has  therefore  been  overpaid,  and  that  the  contract  has  there- 
fore been  completed  by  delivery  and  payment. 


1.  This  Board  has  carefully  examined  the  testimony  of  the  wit- 
nesses for  the  claimant  and  the  Government,  together  with  all  the 
files  in  the  case  and  is  of  the  opinion  that  the  claimant  has  failed  to 
produce  any  evidence  that  would  justify  us  in  recommending  any 
payment  to  the  said  claimant.  The  burden  of  proof  is  upon  claimant 
to  prove  its  claim  by  a  preponderance  of  the  evidence.  This  it  has 
failed  to  do.  No  vouchers  or  receipts  showing  any  of  the  expenditures 
made  by  the  claimant  have  been  produced,  though  it  has  had  adequate 
and  ample  opportunity,  not  only  at  the  hearing  but  since,  to  produce 
any  evidence  that  might  be  in  its  possession  tending  to  prove  the  claim 
here  presented. 

2.  But,  even  if  claimant  had  produced  evidence  sufficient  to  sustain 
its  claim,  this  Board  would  still  be  unable  to  grant  it  any  relief,  for 
the  same  is  for  unliquidated  damages  arising  under  a  formal  contract 
that  has  been  completed  by  performance.  The  Secretary  of  War  is 
therefore  without  jurisdiction  to  make  an  adjustment.  Any  rights  the 
claimant  may  have  under  this  contract,  can  only  be  determined  by  the 
Secretary  of  the  Treasury  (see  368  U.  S.  Compiled  Stat.)  or  by  a  court 
having  competent  jurisdiction, 

3.  This  point  is  comprehensively  discussed  by  Col.  Delafield  in  his 
"  Notes  on  Jurisdiction  of  the  Secretary  of  War  in  the  following 
language: 
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"  It  will  be  noted,  howpver,  that  this  power  of  the  Secretary  of  War 
to  settle  formal  contracts  by  agreement  with  the  contractor  rests 
wholly  upon  the  existence  of  the  contract  itself  and  can  not  be  exer- 
cised where  the  contract  has  been  fully  executed  by  performance  by 
the  contractor,  or  terminated  by  breach,  expiration  of  the  time  for  per- 
formance, or  otherwise.  In  such  cases  the  powers  and  functions  of  the 
Secretary  of  War  to  amend  the  contract  have  ceased  and  the  claims  of 
the  parties  are  merely  for  payment  or  for  damages  for  some  breach 
of  the  contract  and  can  only  be  determined  in  the  Department  of  the 
Treasury  (section  368,  U.  S.  Compiled  Statutes)  or  by  a  court  having 
jurisdiction." 

4.  The  Board  of  Contract  Adjustment  has  consistently  refused  to 
grant  claimants  any  relief  where  a  formal  contract,  under  which  they 
were  claiming,  had  been  completed  by  performance.  In  the  case  of 
the  National  Manufacturing  Corporation,  Case  Xo.  1485,  page  4,  Vol- 
ume IV,  the  Board  of  Contract  Adjustment  held: 

"  Where  a  formally  executed  contract  of  the  War  Department  had 
been  terminated,  and  no  quertion  remains  but  the  adjustment  of  un- 
liquidated damages  claimed  for  under  such  formal  contract,  the  juris- 
diction and  power  to  make  such  adjustment  is  exclusively  in  the  De- 
partment of  the  Treasury  (Rev,  Stat.  U.  S.,  236)  or  in  the  courts  hav- 
ing jurisdiction." 

and  the  same  doctrine  was  adhered  to  in  the  cases  of  Maley  &  Kelley 
Contracting  Co.,  Case  No.  14T3,  Volume  IV,  page  606;  Buffkin  & 
Girvin,  Case  2028,  Volume  IV,  page  870;  G.  M.  Self,  Case  No.  246-2, 
page  1163,  Volume  IV.  This  contract  having  been  completed  by  per- 
formance this  Board  has  no  jurisdiction  to  adjust  or  settle  the  claim 
here  presented. 

u.  For  the  foregoing  reiisons  all  relief  asked  for  by  the  claimant  is 
denied. 

DISPOSITION. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Sheppard  concurring  for  the  Appeal 
Section;  Col  Morrow  concurring  for  the  War  Department  Claims 
Board.  * 
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Jancart  15,  1921. 
Case  No.  3017. 

Jn  re  CUXH  07  JAKES  SHEW  AIT  A  SOKB  (IHC). 

ZKTAin)  FORMAL  AGREEMEVT— CONSIDEE  ATI  OK.— Where  paitiCE  niftke  an 
oral  BKTeement  with  tbe  GoTennuent  wUab  is  completely  perfonBcd  the 
inbiequent  lednctloii.  of  said  agreement  to  wrltlnK  In  the  lomi  el  a  tonnal 
oontract  li  nnauthorlEed  and  wlthoat  e  ami  deration  and  will  be  dlsre- 
garded  b;  thli  Board  and  lettlement  will  be  anthorized  under  terms  of 
tbe  oral  agreement. 

DEAL  AOEEEKEHT. — ^Where  claimant  entered  Into  written  negotiation  with 
dnl7  antborlied  QoTernment  offleer  in  the  ihape  of  propoiali,  whiota  pro- 
poiali  were  duly  accepted,  and  the  claimant  proceeded  to  perform  the 
work  and  afterwardi  entered  into  a  sc-oalled  formal  contract  tnbaeqnent 
to  the  complete  performance  of  the  work,  this  Board  will  hold  the  lald 
formal  oontraot  Invalid  and  claimant  i%  entitled  to  relmbaraement  in 
accordance  wltb  the  former  proposal!  and  acceptances  exchanged  between 
claimant  and  the  OoTernment  officer  prior  to  the  performance  of  the  work. 

BEPOBICATIOIT. — Where  a  formal  contract  is  entered  Into  that  attempts  to 
embody  a  prior  Informal  agreement  and  the  laid  contract  li  ilgned  long 
after  the  work  contemplated  In  the  said  Informal  agreement  has  been 
completed,  the  lald  formal  contract  so  entered  Into  Is  nail  and  Tolda  and 
tbis  Board  has  no  power  to  reform  the  said  formally  ezecnted  contract. 

Maj.  Fan-  writing  the  opinion  of  the  Board. 

1.  This  is  a  claim  for  $39,028.56,  statement  of  claim,  form  B,  hav- 
ing been  filed  under  Supply  Circular  17.  Purchase.  Storage  and 
Traffic  Division,  1919,  and  is  before  this  Board  on  app'eal  from  the 
decision  of  the  Claims  Board,  Transportation  Service,  which  board 
granted  partial  relief  in  the  sum  of  $35,410,  but  denied  an  item  for 
dry-docking  in  the  sum  of  $3,618.56. 


The  Board  finds  the  following  to  be  the  facts : 

1.  On  February  10,  1918,  the  claimant  company,  engineers,  iron- 
workers, and  shipwrights  of  Brooklyn,  N.  Y.,  submitted  the  fol- 
lowing proposal  to  Maj.  E.  A.  McCabe,  Q.  M,  R.  C.  supervising 
marine  superintendent  of  the  Army  Transport  Service.  New  York 
City: 

"  Replying  to  your  specifications  for  dry-docking,  also  for  making 
repairs  and  renewals  to  the  United  States  Army  transport  City  of 
Savannah,  would  say  that  we  will  dry-dock  this  vessel  for  the  sum 


DECISIONS  APPEIAL  SECTIOK  WAR  DEPABTMENT  CLAIMS  BOAED.   437 

of  twelve  cents  ($0.12)  per  gross  ton  for  the  first  day  and  for  ten 
cents  ($0.10)  per  gross  ton  for  lay  days,  and  to  make  the  repairs  and 
renewals,  includinfr  drawing  of  tail  shaft,  removing  broken  stem 
tube,  furnish  and  install  new  stem  and  stuffing  box,  rewood  stem 
bearing,  reinstall  and  connect  up  tail  shaft  complete,  working  con- 
tinuously day  and  night,  for  the  sum  of  thirty-four  thousand  nine 
hundred  fifteen  dollare   ($34,i>15)." 

By  letter  dated  February  10,  1918,  Maj.  B.  A.  McCabe,  by  W.  S. 
MacQuillan,  captain,  Q.  M,  R.  C,  accepted  said  proposal : 

"1.  Referring  to  your  informal  proposal  of  even  date  offering  to 
dry-dock  the  IL  S.  A.  C.  T.  Citu  of  Savannah  for  the  sum  of  twelve 
cents  ($0.12)  per  gross  ton  for  the  first  day  and  for  ten  cents  ($0.10) 
per  gross  ton  for  lay  days,  and  to  make  the  repairs  and  renewals, 
including  drawing  of  tail  shaft,  removing  broken  stern  tube,  furnish 
and  install  new  stern  tube  and  stuffing  l)ox,  rewood  stern  bearing, 
reinstall  and  connect  up  tail  shaft  complete,  working  continuously 
day  and  night,  for  the  sum  of  thirty-four  thousand  nine  hundred 
fifteen  dollars  ($34,915),  you  are  informed  that  same  is  hereby 
accepted. 

"  2.  Bond  in  the  amount  of  $17,458  will  be  required  of  you  in  guar- 
anty of  your  contract  which  is  now  in  course  of  preparation  in  this 
office  and  will  be  forwarded  for  signature  at  the  earliest  practicable 
moment. 

"  3.  Please  acknowledge  receipt  of  this  communication  in  writing 
and  inform  this  office  whether  corporation  or  individual  bond  is 
desired  in  this  instance,  that  proper  forms  may  be  inclosed  for  accom- 
plishment with  contract. 

"4.  Kindly  proceed  with  the  accomplishment  of  this  work  at 
once,  completing  same  as  expeditiously  as  possible." 

2.  Claimant  company,  on  February  10,  1918,  made  the  following 
supplemental  proposal  in  reference  to  the  U.  S.  Army  transport  City 
of  Savannah: 

"  Supplementing  our  previons  proposal  of  this  date,  we  hereby  offer 
to  paint  the  bottom  of  this  vessel  with  one  (1)  coat  each  of  anti- 
corrosive  and  antifouling  composition  for  the  sum  of  four  hundred 
ninety-five  dollars  ($495)." 

This  proposal  was  accepted  hy  the  following  letter  dated  February 
10,  1918,  and  signed  by  Maj,  McCabe,  by  W.  L.  MacQuillan,  captain, 
Q.  M.  R.  C. : 

".1.  Referring  to  vour  informal  proposal  of  even  date,  offering- to 
paint  the  bottom  of  the  U.  S.  A.  C.  T.  City  of  Savavnah  with  one  (1) 
coat  each  of  anticorrosive  and  antifouling  composition  for  the  sum  of 
$495,  you  are  informed  that  same  is  hereby  accepted, 

"  2.  Kindly  proceed  with  the  accomplishment  of  this  work  at 
once,  completing  same  as  expeditiously  as  possible." 

3.  The  work  called  for  in  the  foregoing  proposals  and  acceptances 
was  commenced  on  or  about  February  11, 1918,  and  completed  within 
a  very  short  time  thereafter,  in  accordance  with  the  terms  of  the  said 
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proposals  and  acceptances.  The  weather  during  the  performance  of 
this  contract  was  very  adverse,  being  extremely  cold,  and  the  harbor 
filled  with  ice. 

4.  After  the  claimant  had  fully  executed  the  said  agreements  by 
performance,  and  on  or  about  August,  1918,  contract  No.  423  was 
signed  by  the  claimant  and  Col.  A.  W,  Yates,  Q.  M,  C,  U.  S.  A.,  on 
behalf  of  the  Secretary  of  War,  covering  all  of  this  work,  and 
including  dry-docking  of  the  U.  S.  A.  C,  T.  City  of  Savannah.  This 
contract,  while  not  signed  until  August,  was,  nevertlieless,  antedated 
to  February  11,  1918,  and  only  provided  for  a  total  payment  of 
$34,915.  The  caption  reads : "  For  dry-docking,  repairs,  and  renewals, 
U.  S.  A.  C  T.  City  of  Savannah." 

Paragraph  1  of  the  said  contract  provides — 

"  1.  That  the  contractor  shall  furnish  the  materials  and  services  for 
the  construction  work  specified  below  at  the  place  or  places  indicated 
therefor,  commencing  on  or  before  the  lltb  day  of  February,  1918, 
carrying  the  work  forward  with  reasonable  dispatch  and  completing 
the  same  March  8,  1918,  all  in  the  manner  and  at  the  rates  or  prices 
(unit  prices  or  total  sum,  or  both,  and  in  accordance  with  article 
6  hereof),  as  follows: 

"  Furnish  all  necessary  labor,  material,  and  equipment,  and  perform 
following  work  in  accordance  with  specifications  hereto  attacned,  en- 
titled, respectively,  dry-docking  and  specifications  for  dry-docking 
the  U.  S.  A,  C.  T.  City  of  Savannah,  at  a  total  cost  of  thirty-four 
thousand  nine  hundred  and  fifteen  dollars  (34,915). 

"  Dry-dock  U.  S.  A.  C  T.  City  of  Savannah,  and  make  repairs  and 
renewals,  including  drawing  of  tail  shaft,  remove  broken  stern  tube, 
furnish  and  install  new  stern  tube  and  stuffing  box,  rewood  stem 
bearing,  reinstall  and  connect  up  tail  shaft 'complete. 

"  Contractor  shall  commence  work  hereunder  at  once  and  complete 
same  as  expeditiously  as  possible,  working  day  and  night." 

Paragraph  1  of  "  Specifications  for  dry -docking  "  provides  that  the 
claimant  shall — 

"  Furnish  suitable  dry  dock  and  place  vessel  in  same  at  such  time 
as  general  superintendent  Army  Transport  Service  may  elect.  Un- 
dock  vessel  upon  completion  of  specified  work  for  which  dry-docking 
is  required.  Separate  price  on  this  item.  Vessel  to  be  delivered  to 
and  taken  from  dry  dock  by  the  Government.  Contractors  will  state 
deepest  draft  at  which  vessel  can  be  docked." 

Also  attached  is  a  further  "  Specification  for  dry-docking  " : 

"  1.  Paint  bottom  in  accordance  witli  supplementary  specifications 
attached  hereto.    State  paints  to  bo  used. 

"  2.  Draw  tail  shaft  for  examination-  Should  it  develop  upon  ex- 
amination that  it  will  be  necessary  to  renew  bottom  halves  of  lignnin- 
vitee  bearings,  this  will  be  accomplished  and  separate  price  fur- 
nished for  same. 

"  3.  Stem  gland  is  now  in  poor  condition,  and  it  will  be  necessary  to 
make  thorougli  examination  of  this  gland  when  vessel  is  in  dry  dock. 
Necessary  repairs  will  be  made  as  directed  by  inspector  in  charge. 
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"  i.  Such  extra  work  not  foreseen  at  this  time  will  also  be  actom- 

£lished  as  directed  by  the  inspector  in  charge  and  separate  price  will 
)  furnished  for  this  work  also." 

5.  Claimant  upon  completion  of  the  work  and  under  date  of  March 
6, 1918,  presented  a  bill  embodying  the  following  items : 

To  hauling  out  twice,  r>,654  tons,  12 $1,356.96 

To  4  lay  days,  5,6o4  tons,  10 2.261.60 

To  applying  one  coat  of  antlcorroslve  and  one  coat  of  aiitiroullng 

paint  on  bottom 495.  00 

To  making  renewals  ami  repairs  in  aeeorilauoe  wlih  si>ec!  Heat  Ions 
dated  February  8.  Including  tlie  drawing  of  tuil  shaft  for  exnmina- 
tion.  Removing  broken  ^tem  tube,  tuml.sb  and  Installing  new 
stern  tube ;  furnish  and  Installing  new  stulllug  box,  rewoodlng 
stem  bearing,  replacing  tall  shaft  and  proi>eller,  all  connected  com- 
plete as  per  our  tender  Feb.  10,  1918 34,915.C» 

3»,028.SS 
and  it  is  from  the  refusal  of  the  Transportation  Claims  Board  to 
allow  the  said  items  for  drydocking  of  $8,618.56  that  the  claimant 
has  appealed  to  this  Board. 

6.  It  is  the  contention  of  the  claimant  that  it  is  entitled  to  the  full 
sum  of  $39,028,56,  or  that  the  sum  of  $4,113.56  should  be  allowed  it 
in  addition  to  the  sum  of  $34,915  named  in  the  formally  executed 
contract,  as  this  said  sum  was  included  in  their  proposal  dated  Feb- 
ruaiy  10,  1918,  and  was  for  drydocking  and  painting  the  vessel  in 
question,  and  was  accepted  by  tlie  Government,  but  that  "  in  draw- 
ing up  these  contract  papers,  the  Government  contract  clerk  inad- 
vertently omitted  inserting  the  cost  of  hauling  out,  lay  days,  and 
bottom  painting,  which  sum  totals  $4,113.56.  This  contract  was  duly 
signed  by  our  secretary  and  treasurer,  acting  under  the  supposition 
that  same  had  been  drawn  in  accordance  with  out  tender  and  without 
first  comparing  same  with  the  original  tender,  or  letter  of  accept- 
ance," and  that  the  said  proposals  and  acceptances  and  specifications 
are  clear  and  unambiguous  and  that  the  same  duly  set  forth  the  con- 
tract entered  into  between  the  parties,  and  that  the  claimant  should 
therefore  be  paid  in  accordance  with  the  said  proposal  and  accept- 
ance. 

7.  Claimant  has  submitted  an  affidavit  in  which  it  makes  a  part 
thereof  a  paper  it  bus  filed  as  Exhibit  A,  the  same  consisting  of  36 
items,  totaling  $11,006  and  under  water  repairs  $23,909,  aggregate 
amount  $34,915,  the  items  of  painting  and  hauling  out  or  drydock- 
ing of  the  vessel  not  being  mentioned,  the  claimant  alleging  that 
these  figures  set  up  in  Exhibit  A  were  agreed  upon  with  the  repre- 
sentative of  the  Transport  Service  at  the  time  the  tender  in  question 
was  made  and  that  it  was  well  understood  with  the  representatives 
of  the  Transport  Service  that  the  sum  of  $31,915  in  no  wise  embraced 
docking  or  undocking  of  the  vessel  or  the  painting  of  the  bottom. 
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8.  It  is  the  contention  of  the  Government  that  the  drydocking  and 
painting  was  included  in  the  sum  of  $34,915  and  that  this  was  the 
understanding  of  the  parties  was  shown  by  the  formal  contract  which 
inchided  drydocking  for  the  sum  of  $34,915  and  on  the  further 
grounds  that  at  or  about  the  time  of  tlie  receipt  of  the  lump  sum  es- 
timates one  of  the  officers  in  the  office  of  the  Director  of  Embarka- 
tion telephoned  the  office  of  the  claimant  and  that  the  claimant  stated 
the  item  of  $34,915  included  drydocking  charges. 


1.  For  a  proper  consideration  of  this  case,  it  is  necessary  for  this 
Board  to  decide: 

1st.  Is  the  formal  contract  No,  423  dated  the  11th  day  of  February, 
1918,  entered  into  in  conformity  with  section  3744  of  the  Revised 
Statutes  and  binding  upon  the  Government  and  claimant,  or; 

2d.  Do  the  proposals  and  acceptances  exchanged  between  the  claim- 
ant and  Government  officers  constitute  the  terms  of  the  agreements 
really  entered  into  between  the  parties  and  if  so,  what  are  those 
terms? 

2.  Taking  up  the  first  question  of  whether  or  not  the  formally 
executed  contract  in  question  is  a  valid  contract,  complying  with  the 
spirit  and  the  terms  of  section  3744  of  the  Revised  Statutes,  we  are 
brought  face  to  face  with  the  question  of  whether  or  not  a  past  con- 
sideration or  past  services  are  such  a  valuable  consideration  that  a 
contract  entered  into  subsequent  to  the  performance  of  the  work,  does 
comply  with  the  said  provisions  of  the  Revised  Statutes. 

3.  The  contract  in  question  provides  for  the  doing  of  a  vain  or 
impossible  thing  in  that  it  provides  for  the  work  on  the  U.  S.  S. 
CU^  of  Savannah,  that  had  previously  been  done  by  the  claimant, 
leaving  no  work  to  be  done  under  the  terms  of  the  said  contract.  If 
it  is  possible  for  the  Government  officers  to  enter  into  a  contract  cov- 
ering work  that  has  already  been  done  under  informal  proposals 
and  thus  comply  with  the  provisions  of  section  3744,  Revised  Stat- 
utes, there  would  have  been  no  necessity  for  the  enactment  of  the 
act  of  March  2,  1919,  because  the  Secretary  of  War  would  have  been 
enabled  to  validate  all  the  previous  informal  contracts  that  had  been 
entered  into  by  the  ^mple  process  of  at  a  later  date  entering  into 
formal  written  contracts  covering  the  provisions  and  the  terms  of 
the  informal  agreements. 

4.  The  Comptroller  of  the  Treasury  in  his  decisions  (voL  25,  p. 
410),  dated  November  26,  1918,  in  the  case  of  the  New  Jersey  Zinc 
Co.,  which  was  a  case  in  which  the  contract  was  alleged  to  have  been 
entered  into  on  the  1st  day  of  January,  but  certain  interlineations  on 
the  said  contract  indicated  it  was  signed  in  April  of  that  year,  while 
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not  deciding  the  case  squarely  on  the  question  under  discussion,  dis- 
posed of  the  point  in  issue  in  the  following  language : 

"But  assuming  the  contract  was  signed  April  4,  1918,  there  was 
then  nothing  to  contract  about,  the  period  during  which  its  terms 
were  to  operate  having  expired,  and  it  could  not  operate  retroac- 
tively." 

5.  This  point  has  previously  been  before  the  Board  of  Contract 
Adjustment  and  was  squarely  decided  in  the  claim  of  the  Larkin  Co., 
Case  No.  483,  decided  April  5.  1920,  reported  in  Volume  IV,  page 
1226: 

"Contract  Xo.  1575  was  not  fully  executed  and  delivered  until 
after  all  the  tubes  covered  thereby  had  been  delivered  to  the  United 
States.  The  execution  was  after  full  performance  by  the  contractor 
and  was  intended  to  be  retroactive  and  merely  to  facilitate  payments. 
Since  the  contractor  had  done  all  it  agreed  in  that  instrument  to  do, 
no  consideration  moved  to  the  United  States  for  the  execution  of  that 
contrast  and  the  purported  waiver  of  the  Government's  defense  of 
section  3744,  Revised  Statutes.  That  defense  can  not  be  given  up 
except  on  good  consideration,  which  was  lacking  here.  (25  Compt. 
Dec,  410,)  We  think,  therefore,  that  the  execution  of  that  contract 
on  behalf  of  the  United  States  was  without  authority  and  nu(}atorp." 

Again  in  the  case  of  the  American  Sponging  Co..  Case  No.  1878, 
Volume  V,  Part  I,  page  406,  decisions  oi  the  Board  of  Contract  Ad- 
justment, it  was  held: 

"Subsequent  formal  contract. — Where  an  oral  agreement  was  re- 
duced to  a  formal  written  contract  after  the  armistice  and  after  pro- 
duction had  ceased  under  the  oral  agreement,  and  there  was  no  longer 
any  necessity  or  new  consideration,  the  written  contract  is  void  and 
-claimant's  rights  are  governed  by  the  act  of  March  2, 1919." 

6.  As  is  stated  in  the  case  of  Larkin  Co. : 

"  There  is  no  authority  in  the  Secretan'  of  War  to  reduce  informal 
agreements  to  writing  in  compliance  witp  section  3744.  Kevjsed  Stat- 
utes, arid  make  them  binding  obligations  of  the  Govemmwit  when 
the  need  for  the  articles  iniormaHy  contracted  for  has  ceased  to 
exist." 

The  work  having  been  done,  and  the  materials  necessary  for  the 
performance  of  the  same  having  been  furnished  and  accepted  by  the 
Government,  prior  to  the  signing  of  the  contract  in  question,  this 
Board  is  of  the  opinion  that  the  said  contract  does  not  comply  with 
the  provisions  of  section  3744  and  is  therefore  null  and  void,  as  the 
Secretary  of  War  has  no  authority  to  enter  into  a  contract  ratro- 
active  in  character  and  to  cover  terms  of  an  agreement  that  has  been 
concluded  by  performance. 

7.  We  come  then  to  the  second  point  in  issue : 

"  Do  the  proposals  and  acceptances  exchanged  between  the  claim- 
ant and  Government  officers  constitute  the  terms  of  the  agreements 
really  entered  into  between  the  parties;  and  if  so,  what  are  those 
terms!"  C 
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From  a  careful  examination  of  the  evidence  in  the  files  and  the 
various  affidavits  that  have  been  produced  by  the  officers  instrumen- 
tal in  negotiating  the  informal  agreement,  this  Board  is  of  the  opin- 
ion that  the  claimant  entered  into  an  informal  contract  with  the 
duly  authorized  representatives  of  the  Government  whereby  it 
agreed  to  dock  the  U.  S,  S.  City  of  Savannah  and  to  make  certain 
repairs,  including  the  painting  of  the  hull,  and  this  Board  is  further 
of  the  opinion  that  the  said  written  proposals  nnd  acceptances 
thereof  constitute  the  true  agreement  between  the  claimant  and  the 
United  States  Government,  for,  as  stated  in  McLaughlin  ct-  Co,  v. 
rniful  States,  3C  Ct.  Cls.  138  (1001) ;  and  Sanger  v.  United  State^^. 
40  Ct.  CI.  47  (1904),  and  as  cited  in  Shealy  on  Government  Con- 
tracts, page  197: 

"In  this  instance  the  negotiations  were  all  in  writing  and  formal 
in  character.  It  is  but  reasonable  to  presume,  where  the  parties  have 
in  this  manner  specifically  and  clearly  agreed  to  the  terms  of  a  trans- 
action, that  in  the  absence  of  any  further  discussion  the  formal  in- 
strument required  by  law  would  embody  these  terms  without  mate- 
rial variations." 

Therefore  the  formal  contract  entered  into  after  the  work  was  per- 
formed, and  which  we  have  heretofore  found  was  null  and  void, 
should  not  be  construed  as  evidence  of  the  informal  agreement  en- 
tered into  between  the  claimant  and  the  Government,  but  the  written 
proposals  and  acceptances  exchange<l  lietween  the  Government  and 
the  claimant  at  and  during  the  performance  of  the  work  in  question 
are  the  best  evidence  and  truly  sets  forth  the  agreement  between  the 
parties. 

8.  This  Board  is  further  of  the  opinion  that  the  said  proposals  and 
acceptances,  as  exchanged  between  the  Government  and  the  claimant. 
constitute  an  agreement  that  the  Secretary  of  War  is  authorized  to 
adjust  and  settle  under  the  provisions  of  the  act  of  March-  2.  1919, 
and  that  the  claimant  is  entitled,  in  addition  to  the  sum  of  $34,915, 
to  the  further  sum  of  $495  for  the  painting  of  the  hull  of  the  ship 
in  question,  and  that  the  proposal  in  the  sum  of  $34,915  did  not  in- 
clude the  charges  for  hauling  out  and  for  lay  days,  and  that  the 
claimant  is,  therefore,  entitled  to  the  additional  sum  of  $3,618.56  for 
dry-docking  and  lay  days  or  to  a  total  sum  of  $39,028.56. 
Disposirios". 

This  section  will  make  up  and  transmit  a  statement  of  the  nature, 
terms,  and  conditions  of  the  agreement  and  certificate  Form  C  to  the 
War  Department  Claims  Board  for  action  in  accordance  herewith. 

Liieut.  Col.  McKeeby  and  Capt.  Sheppard  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 


DiB.1izedOyGoO<^lc 


Jancart  18, 1921. 
Case  No.  2305. 

in  re  CLAIK  OP  C.  AUSTEBH  A  CO. 

1.  BZCOIOCEHPATIOH  OF  AWARD. — A  itatemcnt  made  by  ft  War  Department 
offldat  to  a  oontractor  to  the  effect  that  the  contractor  would  be  recom- 
nended  for  an  award  of  a  contract  does  not  comtltnte  an  Informal  agree- 
ment under  the  act  of  Haich  2,  191B. 

S.  COlOIiniEHTB. — A  contractor  can  not  be  allowed  for  loiiei  inenrred  tn 
oonaeetion  with  commltmenti  made  prior  to  the  date  of  an  Informal 
agreement  under  the  act  of  Karch  2,  1819,  lince  snch  commltmenti  eonld 
not  hare  been  made  on  the  faith  of  the  agreement. 

S.  I08B  rOB  IDLEirXBS  OF  TLAVT  AFTES  SDBIZHSIOH  OF  COHTKACT.— When 
an  Informal  oontraet  hai  been  impended  b;  the  Qovernment  the  contractor 
It  entitled  to  an  allowance  for  \ott  on  rent  of  plant  for  a  reasonable  time 
while  the  contractor  li  endeaTorlng.  without  sneceai,  to  obtain  work. 

1.  CLAIM  AHD  DECISIOir.— Claim  for  9«,3B8.21  under  the  act  of  Karcta  2, 
1019,  tor  alleged  loiiei  on  raw  material  and  overhead  in  conaecUon  with 
an  informal  agreement.  Held,  claimant  it  allowed  loue*  on  material  pni- 
ehued  afterdate  of  agreement  and  certain  itenii  of  OTcrhead. 


Capt.  Miller  writing  the  opinion  of  the  Board. 


The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim,  for  $6,268.21,  was  decided  adversely  to  claimant  in 
a  decision  of  the  War  Department  Board  of  Contract  Adjustment 
dated  March  18,  1920.  reported  in  volume  4,  pnpe  -184,  and  there- 
after the  claimant  took  an  appeal  to  the  Secretary  of  War.  The 
claim  had  been  presented  to  the  Claims  Board.  Office  Director  of 
Purchase,  for  settlement  of  an  informal  contract  dated  October  29, 
1918,  for  24,000  new  model  overcoats,  which  Board  allowed  claimant 
$1,347.56  as  the  amount  due  for  losses  arising  through  the  purchase 
of  raw  material,  but  disallowed  the  other  items  of  the  claim.  Claim- 
ant thereupon  appealed  to  the  Board  of  Contract  Adjustment,  and 
in  the  decision  of  March  18.  1920.  was  denied  all  relief,  including 
the  amount  previously  allowed  by  the  Claims  Board,  Office  of  Direc- 
tor of  Purchase. 

2.  The  Secretary  of  War  on  August  9,  1920,  remanded  the  claim 
to  the  War  Department  Claims  Board  with  the  following  order: 

August  9,  1920. 
Upon  consideration  of  the  record  herein,  it  is  ordered  that  the 
Appeal  Section,  War  Department  Claims  Board,  establish  an  in- 
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formal  agreement  in  accordance  with  the  testimony  of  the  witness, 
Austern,  unless  reasonable  inquiry  should  lead  the  Board  to  the 
conclusion  that  his  testimony  with  regard  to  the  existence  of  such 
agreement  is  not  in  accordance  with  the  facts;  and  that  settlement  "of 
such  Rgi-eement  be  made  in  the  usual  manner  and  include  such  reason- 
able allowance  on  account  of  rent  and  overhead  expenses  actually 
Eaid  by  claimant  as  the  Board  shall  find  applicable  to  the  contract 
ere  involved,  in  conformity  with  mv  decision  in  the  claim  of  the 
Pennsylvania  Tank  Car  Co.",  Case  No"  150-C-1829.  (Copy  attached 
hereto.) 

.Newton  D.  Baker, 

Secretary  of  War. 

3.  The  testimony  of  Mr,  Carl  Austern  at  the  hearing  before  the 
Board  of  Contract  Adjustment  was  to  the  effect  that  "  a  man  for- 
merly with  Filenes."  but  at  that  time  with  the  New  York  office  of  the 
Clothing  and  Equipage  Division,  had  told  him  that  an  order  was 
"going  through"  for  claimant;  that  "the  day  after  I  received  the 
award  they  sent  for  me  and  told  me  I  had  received  a  contract " ;  and 
that  on  September  26  or  27  he  knew  that  he  had  a  contract.  Mr. 
Austern  also  testified  as  follows: 

"  Mr.  Austern.  They  sent  for  me.  .\t  that  time  a  man  was  there 
from  Rogers-Peet  people.  He  was  suppo-ed  to  be  at  the  head  of  all 
this  work,  and  he  sent  for  me  and  gave  me  instructions  how  I  should 
make  things  and  how  I  could  cut  my  lays:  that  I  could  not  make 
long  lays  and  everything  el>e:  that  we  should  not  stretch  the  goods 
too  long. 

"Mr.  Montgomery.  You  have  not  got  anytliing  else  in  writing 
that  shows  when  this  contract  was  awarded  to  you? 

"  Mr.  Austern.  It  was  published  in  the  pajwrs. 

"Mr.  MoxTT.oMERY.  But  you  have  not  any  such  publication  that 
will  give  you  the  date? 
."Mr.  Austern.  I  have  not  got  it  with  me.    I  can  get  it  in  New 
York.  I  believe."    {Tr..  p.  31.) 

"Mr,  Austern,  I  saw  it  in  the  newspapers  and  they  sent  for  us 
to  tell  us  they  had  given  its  an  order  for  24.000  overcoats. 

"Mr.  Montoomehy,  Who  sent  for  you? 

"Mr,  Austern,  I  can't  remember  his  name.  He  was  at  Kogers- 
Peet."     {Tr..  p.  46.) 

"  Mr,  Austern,  Kirstein  told  me  not  to  stop.  Kirstein  was  the 
one  I  saw  on  16th  Sti-eet  at  that  time,  and  he  told  me  I  should  not 
stop.  I  wanted  to  give  up  at  that  time,  because  I  had  a  little  trouble 
with  the  union  cutters,  and  he  said  'No:  don't  stop;  we  will  keep 
you  busy  right  along." 

"  Mr.  Price.  When  was  it  you  talked  with  him  ? 

"Mr.  Austern.  With  him  in  September.  But  the  one  that  gave 
me  instructions  for  making  overcoats  was  a  different  man  entirely. 
He  was  with  Rogers-Peet,    Kirstein  was  at  Filenes."    (Tr.,  p.  56.) 

4.  When  the  claim  was  returned  to  the  Appeal  Section  a  further 
investigation  was  made  in  order  to  carry  out  the  instructions  of  the 
Secretary  of  War.    Claimant  was  requested  to  furnish  the  names  of 
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iiie  GoTemment  officials  who  promised  it  an  order  for  overcoats 
prior  to  October  29,  1918,  the  date  of  contract  No.  7612-N,  where- 
upon Mr.  Austern  furnished  an  affidavit  which  reads  in  part  as 
follows : 

"  That  deponent  was  informed  of  the  award  of  the  said  contract 
to  his  firm  prior  to  October  29, 1918,  which  is  the  date  of  the  formal 
award  and  that  he  was  so  informed  in  the  earlv  part  of  the  month 
of  October,  1913,  and  deponent  can  not  state  the  exact  date.  That 
deponent  received  also  definite  instructions  as  to  the  manner  in 
which  this  contract  was  to  be  executed  and  instructions  to  proceed 
work  at  the  same  time  in  the  early  part  of  October,  1918,  and  before 
the  formal  award  of  the  written  contract.  Deponent  was  informed 
of  said  award  by  a  gentleman  named  Kurstein,  who  deponent  be- 
lieves was  the  head  buyer  or  superintendent  in  the  office  conducted 
hy  the  Government  on  East  16th  Street  in  the  Borough  of  Man- 
hattan, New  York  City.  That  a  Mr.  Geyer  was  connected  with  the 
Government  office  at  Sixth  Avenue  and  2l8t  Street  in  the  Borough 
of  Manhattan,  New  York  City,  and  who  understood  the  manufacture 
of  clothing  thoroughly,  gave  instructions  to  this  deponent  in  the 
early  part  of  Octoberj  1918,  with  respect  to  the  execution  of  this 
contract  and  gave  advice  as  to  how  the  lays  of  the  goods  should  be 
made  and  as  to  the  manner  in  which  they  shall  be  cut,  and  the  said 
Mr.  Geyer  knew  of  the  award  of  this  contract  and  told  deponent 
of  it,  and  also  ^ave  instructions  to  deponent  to  proceed  with  the 
work  on  it  pending  the  receipt  by  deponent  of  the  formal  contract." 

6.  At  the  second  hearing  Mr.  Austern  testified  that  Mr.  David  F. 
Geyer,  formerly  with  Rogers-Peet  Co..  New  York  City,  had  in- 
formed him  that  his  firm  had  a  contract  for  24,000  overcoats  and  had 
given  instructions  concerning  the  manufaclure'of  the  new  mode! 
overcoat.  He  admitted  that  Air.  Louis  K.  Kirstein,  of  William 
Filene's  Sons  Co.,  of  Boston,  Mass.,  had  not  advised  him  that  his 
firm  had  received  an  award  for  these  overcoats.  It  was  explained 
by  claimant's  witnesses  that  Mr.  Austern  must  have  meant  some 
other  party  in  Mr.  Kirstein's  office  when  he  prepared  the  affidavit 
of  September  10,  1920,  above  quoted  in  part. 

6.  At  this  hearing  claimant  was  unable  to  fix  the  date  on  which 
the  members  of  the  firm  had  seen  a  notice  in  a  New  York  newspaper 
to  the  effect  that  claimant  had  been  awarded  a  contract  for  24,000 
overcoats,  and  did  not  produce  the  newspaper  notice  in  question, 

7.  Mr.  David  P.  Beach,  the  other  member  of  the  firm  of  C.  Austern 
&  Co.,  testified  that  he  had  had  several  conversations  with  Govern- 
ment officials  at  the  Clothing  and  Equipage  Division  office  in  New 
York  City  prior  to  the  actual  receipt  of  the  contract.  He  stated  that 
Mr,  Harry  L.  Wells  had  promised  him  on  August  2,  1918.  that  if 
he  would  accept  the  contract  for  24,000  cotton  service  coats  that  Mr. 
Wells  would  recommend  the  firm  for  an  overcoat  contract;  that 
"  as  soon  as  we  could  show  that  we  could  handle  another  contract  he 
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■would  give  it  to  ua  as  soon  as  it  came  through,"  but  that  in  promising 
this  firm  contracts  for  all  it  could  handle  Mr.  Wells  never  mentioned 
quantities.  The  following  testimony  of  Mr.  Beach  covers  his  conver- 
sations with  Mr,  Wells: 

"  Mr.  Beach,  He  told  me  the  morning  after  it  apfMjared  in  the 
paper,  when  I  called  on  him,  that  he  had  read  in  the  paper  that  we 
iiad  receiA'ed  the  award  then.  Prior  to  that  I  talked  with  him  a  num- 
ber of  times,  and  he  said  he  would  help  us  and  do  all  he  could  to 
give  us  an  overcoat  contrnct.  In  fact,  he  told  me  if  I  would  take  the 
contract  for  cotton  goods  he  would  do  everything  for  me  on  the 
overcoats.  I  tried  to  give  up  the  cotton  goods,  but  he  insisted  on  my 
making  them.     (Tr.  p.  121.) 

"Question.  How  did  this  happen?  Did  you  go  up  there  with  the 
paper  and  see  Mr.  Wells  and  mention  this  or  did  Mr.  Wells  mention 
it  to  TOU  ? 

"  Mr.  Beach.  I  went  there  to  see  him  regarding  other  matters  and 
mentioned  it  to  him  and  talked  to  him  about  it.  I  said,  as  near  as  I 
can  remember  it,  '  Toii  have  finally  come  alon^.'  I  was  there  every 
day  after  a  contract,  and  I  said  '  Finally  this  thing  has  come  through. 
We  have  plugged  on  it  a  long  time,  and  finally  we  succeeded  in 
getting  it.'  ft  e  had  quite  a  lot  of  talk  about  it,  probably  fifteen 
minutes."     (Tr.  p.  159.) 

Mr,  Beach  testified  as  follows  concerning  his  conversations  with 
Mr.  TuUy  and  Mr.  Cave : 

"  Question.  ^NTiat  were  the  conversations  that  you  had  with  Mr. 
Tullv? 

"Mr.  Beach.  Well,  I  had  conversations  during  all  the  times  with 
him  regarding  the  general  business  affairs  of  all  our  contracts. 

"  Question.  What  conversations  did  you  have  with  him  concerning 
this  particular  contract  for  24,000  overcoats? 

"  Mr.  Beach.  Nothing  further  than  I  told  him  that  I  had  noticed 
the  notice  in  the  paper,  and  told  him  I  imderstood  that  we  had  it,  and 
he  said, '  I  saw  that  in  the  paper  also ; '  he  said, '  I  guess  it  is  all  nght-' 
I  had  practically  the  same  conversation  with  Mr.  Cave  also."  (Tr.  p. 
122  and  123.) 

8.  Mr.  Louis  E.  Kirstein  was  called  and  testified  in  part  as  follows: 
"As  far  as  any  definite  promises  were  concerned,  I  never  made  any 

to  anybody,  because  I  was  not  in  a  position  to  make  any  definite 
promises,  aU  we  civilians  were  to  do,  of  course,  was  to  make  a  recom- 
mendation for  an  award."    (Tr.  p.  131.) 

9.  Mr.  David  F,  Geyer,  who  had  charge  of  the  construction  in  the 
New  York  zone  of  outer  garments  for  soldiers  from  October  7,  1918, 
until  December  18, 1918,  testified  that  his  ofiice  took  no  part  in  recom- 
mending or  awarding  contracts  or  in  notifying  claimants  of  the  award 
of  contracts,  and  denied  the  statement  of  Mr.  Austern  that  Mr.  Geyer 
had  advised  him  that  a  contract  for  overcoats  had  been  awarded 
claimant.    He  said : 
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"  We  never  issued  an  order  without  it  was  a  written  one,  and  as  for 
giving  instructions  on  a  future  contract,  that  could  not  occur." 

10.  Mr.  Harry  L.  Wells,  who  recommended  awards  of  clothing 
contracts,  furnished  the  following  affidavit  which  was  introduced  in 
evidence  with  the  permission  of  claimant: 

"  In  re. of  the  claim  of  (".  AuHtern  &  Co.,  accruing  out  of  an  alleged 
contract  for  24,000  overcoats. 

"  It  was  made  clear  to  all  contractors  that  all  recommendations  of 
the  uniform  section  were  subject  to  review  by  the  board  of  awards  and 
board  of  reviews  and  were  finally  executed  by  the  local  zone  supply 
office  in  the  di-strict  where  the  contractor  operated. 

"To  the  best  of  my  knowledge  the  claimant  was  not  given  any 
information  from  our  offices  other  than  that  he  had  been  favorably 
recommended  for  a  contract.  It  was  yitirely  without  our  jurisdiction 
to  promise  that  a  contract  would  be  awarded." 

11.  Mr.  Beach  was  shown  this  affidavit  and  asked  if  he  had  any 
objection  to  the  Board's  considering  it  and  placing  it  in  the  record, 
and  replied  as  follows  after  reading  the  affidavit : 

"Mr.  Beach.  No;  that  is  just  what  I  claimed.  He  informed  me 
that  he  had  recommended  us  for  an  award,  and  told  me  that  he 
would  a  long  time  prior  to  this.  Then,  when  it  came  across,  he  said 
he  had  seen  the  article  in  the  paper,  and  took  my  hand  and  said  he 
was  glad  I  got  it."    (Tr.,  p.  156.) 

12.  Claimant  has  received  and  accepted  settlement  from  the  Gov- 
ernment on  the  following  suspended  contracts : 

6328-N.  August  2,  1918,  48,000  wool  S.  coats. 
5655-N.  August  19, 1918,  42,000  wool  trousers. 
4199-K.  July  3, 1918, 21,000  overcoats. 
5338-N.  August  2, 1918,  24,000  cotton  coats. 

13.  Claimant  has  submitted  an  itemized  statement  showing  mate- 
rial purchased  on  the  faith  of  this  contract.  However,  only  the 
following  items  were  purchased  after  October  29, 1918 : 

Date  of  Invoice : 

Nov.  6,  1918,  50  pounds  linen  thread |9S.  00 

Nov.  11, 1&18,  200  poundH  mercerized  thread 400. 00 

Nov.  24,  IMS,  25,000  size  tIctetB 15. 00 

Nov.  24,  1918,  26,000  tabelB 27.60 

Nov.  26,  1918.  900  pounds  mercerized  thread 2, 025. 00 


1.  It  is  evident  that  claimant  failed  to  substantiate  at  the  second 
hearing  the  testimony  of  Mr.  Carl  Austem  given  at  the  original 
hearing.  Mr.  Austern's  statements  at  the  first  hearing  were  more  or 
less  of  &  general  nature,  and  he  failed  at  that  time  to  name  any 
particular  Government  official  who  promised  him  this  contract  or  had 
informed  him  prior  to  October  29,  1918,  that  a  contract  for  24,000 
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overcoats  had  been  awarded  his  firm.  He  did,  however,  state  at  the 
original  hearing  that  officials  of  the  Government  had  made  such 
statements  to  him  as  would  constitute  an  informal  agreement  under 
the  act  of  March  2, 1919.  The  Secretary  of  War  remanded  the  claim 
to  the  Appeal  Section  in  order  that  further  inquiry  could  be  made 
concerning  the  existence  of  the  agreement  mentioned  by  Mr.  Austem. 
This  Board  has  gone  into  the  matter  very  thoroughly  since  the  re- 
turn of  the  claim  by  the  Secretary  of  War,  and  has  given  the  claimant 
every  opportunity  to  show  deGnitely  the  alleged  promises  and  by 
whom  same  were  made.  Both  members  of  the  firm  had  several  con- 
versations with  officials  of  the  War  Department  concerning  the  work 
being  performed  by  claimant,  but  not  one  of  these  conversations  can 
be  construed  as  an  agreement  on  the  part  of  the  Government  to  give 
claimant  a  contract  for  24,000  overcoats.  In  fact,  claimant's  own 
testimony  at  the  second  hearing  did  not  bear  out  the  affidavit  sub- 
mitted by  Mr.  Austem  shortly  before  that  hearing.  The  detailed 
testimony  of  both  Mr.  Austern  and  Mr.  Beach  failed  to  make  out 
an  agreement,  and  the  testimony  of  Mr.  Kirstein,  Mr.  Geyer,  and 
Mr.  Wells  indicates  strongly  that  the  Government  made  no  promise 
to  this  claimant  prior  to  October  29,  1918,  concerning  a  contract  for 
24,000  overcoats.  Of  course,  this  claimant  was  assured,  as  were  other 
contractors  in  the  same  line  of  business,  that  it  would  be  kept  busy 
as  long  as  the  war  continued,  but  no  definite  promises  were  made 
that  claimant  would  receive  an  order  for  24,000  overcoats.  This 
Board  is,  therefore,  unable  to  fix  the  date  of  the  agreement  earlier, 
than  October  29,  1918,  the  date  stated  in  the  contract  itself,  and  the 
date  mentioned  in  the  Form  C  certificate  issued  by  the  Claims  Board, 
Office  of  the  Director  of  Purchase, 

2.  Claimant  should  be  allowed  for  losses  incurred  on  raw  material 
purchased  on  the  faith  of  the  agreement  dated  October  29,  1918, 
which  will  include  only  the  losses  incurred  on  a  sufficient  quantity 
of  the  material  enumerated  in  paragraph  13  of  the  Findings  of  Fact 
for  the  manufacture  of  24,000  new  model  overcoats.  These  pur- 
chases exceeded  the  quantity  required  to  make  these  overcoats.  For 
instance,  the  quantity  of  mercerized  thread  is  greatly  in  excess 
of  the  amount  needed.  This  will,  of  course,  reduce  the  amount 
originally  allowed  for  losses  on  raw  material  by  the  Claims  Board, 
Office  of  Director  of  Purchase. 

S.  Following  the  decision  of  the  Secretary  of  War  in  the  claim  of 
the  Pennsylvania  Tank  Car  Co.  (150-C-1829).  claimant  is  allowed 
three  months  rent  after  November  22,  1918,  the  date  claimant  re- 
ceived suspension  notice  on  all  its  Government  contracts,  covering 
the  following  properties  which  were  held  exclusively  for  the  con- 
tract involved  in  this  decision : 
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Third  loft  at  8  East  Twelfth  Street; 

Third  loft  at  68-94  Rockaway  Avenue ; 

Part  of  sixth  floor  at  30  Main  Street. 
4.  It  is  impossible  to  allow  claimant  the  sums  alleged  to  have  been 
spent  for  salaries  in  connection  with  this  contract.  Claimant  has 
failed  to  sho\c  that  the  labor  and  office  help,  presented  in  this  claim, 
was  held  exclusively-for  this  contract.  In  fact,  claimant  was  work- 
ing on  other  Government  contracts  until  February  21,  1919.  and 
possibly  later  than  that  date.  The  parties  wliose  salaries  are  pre- 
sented in  the  claim  were,  no  doubt,  employed  upon  other  Govern- 
ment contracts,  and  it  is  the  opinion  of  this  Board  that  the  claim 
for  this  portion  of  the  overhead  must  be  denied, 

DISPOSITION. 

A  copy  of  this  decision  will  be  transmitted  to  the  Purchase  Sec- 
tion, War  Department  Claims  Board,  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Morgan  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Jaxuart  20,  1921. 
Case  Ko.  3044. 

In  re  CIAIK  OF  THE  EALBFLSISCH  'cOBV. 

I.  mSTAZE— RETOBHATIOK  OF  GOITTEACT  UiniER  OITE.— The  Seeretarr  ot 
War  oan  onl;  refonn  contraotB  on  the  eroand  of  mlitakci  nnder  sncli 
etraaii»ta:ices  ai  would  Jnitlfv  a.  court  of  eqult;  In  refoTminE  a  oontract 

t.  SAKE. — In  order  to  Justify  tlie  leformatloii  of  a  oontimet  on  the  groundi  of 
mutual  miitakes  the  testimony  must  be  dear  and  oogent  and  mult  eitab- 
llih  a  mutual  mistake  of  a  fact  haring;  a  present  or  past  existence  and 
muat  show  that  at  the  time  of  the  execution  of  the  contract  the  parties 
Intended  to  say  a  certain  thing;  and  by  mistake  expressed  another. 

3.  CLAIM  AVD  SECISIOIT.— Claim  for  pretumably  $40,000  on  appeal  from  tba 
decision  of  the  Claims  Board,  Ordnance  Department,  in  lefuslng  to  reform 
two  settlement  oantraots.    Held,  claimant  Is  not  entitled  to  reformation, 

Maj.  Hill  writing  the  opinion  of  the  Bonid. 

This  is  an  appeal  from  the  action  of  the  Ordnance  Section  in 
declining  to  re-form  two  settlement  contracts  executed  by  claimant 
and  the  United  States.  The  only  items  in  controversy  are  alleged 
commitments  of  claimant  for  nitrate  of  soda  to  W.  B.  Grace  &  Co. 

A  hearing  has  been  had  before  this  section. 

riNDINOa  OF  FACT. 

1.  Claimant  alleges  that  it  entered  into  two  agreements  with  W.  R. 
Grace  &  Co.,  the  first  on  or  about  September  12.  1917,  and  the  second 
on  or  ahout  October  11,  1917,  by  the  terms  of  which  it  purchased 
specific  quantities  of  South  American  nitrate  of  soda  at  a  fisett 
price.  The  two  memorandums  of  sale  offered  in  support  thereof  are 
signed  by  W.  R.  Grace  &  Co.  only. 

2.  Under  date  October  16,  1918,  claimant  entered  into  two  formal 
contracts  with  the  Ordnance  Department,  Nos,  War  Ord.  P16498- 
1533E  and  P16553-1536E,  whereby  claimant  agreed  to  furnish  fixed 
quantities  of  nitric  acid  at  a  fixed  price,  subject  to  revision.  The  eon- 
tracts  provided  that  the  nitrate  of  soda  from  which  the  acid  was  to 
be  made  should  be  furnished  by  the  United  States. 

3.  Vpon  suspension  of  these  contracts,  claimant  sought  reimburse- 
ment among  other  items  for  loss  on  its  nitrate  of  soda  agreements 
with  Grace  &  Co.  due,  as  it  alleges,  to  the  fact  that  it  was  prevented 
from  using  this  nitrate  of  soda  because  the  Government  by  the  terms 
of  its  contracts  furnished  the  necessary  nitrate  of  soda. 
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4.  This  claim  was  filed  covering  a  number  of  items  with  the  Xew 
•  York  district  claims  board.  The  date  of  the  suspension  notice  does 
not  appear  but  claimant  states  that  woik  was  terminated  on  Decem- 
ber 13,  1918.  Settlement  contracts  were  executed  by  claimant  by  its 
vice  president,  Alfred  L.  Savage,  and  on  the  part  of  the  United  States 
by  Maj,  George  Featherston,  Ordnance  Department,  contracting 
officer,  allowing  to  claimant,  among  other  items,  on  account  of  the 
W.  K.  Grace  &  Co.  nitrate  of  soda  contracts,  in  contract  Xo.  Pl64i'S- 
1533E,  $10,591.42  and  in  contract  PlC553-15:JGE,  $30,524.30.  These 
settlement  contracts  by  their  terms  required  the  approvsil  of  the 
Ordnance  Claims  Board  before  they  should  become  valid  and  bind- 
ing obligations  of  the  United  States, 

6.  The  Ordnance  Claims  Board  declined  to  approve  these  con- 
tracts because  of  the  inclusion  of  the  W.  K.  Grace  &  Co.  items.  Xew 
settlement  contracts  dated  December — ,1919,  were  then  drawn  elimi- 
nating the  amounts  of  the  AV.  E.  Grace  &  Co.  items  and  inserting  a 
provision  in  contract  Xo.  P16490-1533E  in  part  a.s  follows : 

"  3.  *  *  *  such  settlement  when  made  shall  constitute  a  com- 
plete determination  of  every  question  or  claim,  legal  or  equitable, 
liquidated  or  unliquidated,  oy  or  on  behalf  of  the  contractor,  per- 
taining to  or  growing  out  of  said  original  contract  except  to  the  ex- 
tent provided  for  in  paragraph  1  hereof  and  except  to  the  extent 
and  in  the  amount  of  the  recovery,  if  any,  which  may  be  had  in  an 
action  at  law,  prosecuted  to  final  judgment  by  W.  R.  Grace  &  Com- 
pany against  the  Kalbfleisch  Corporation  to  recover  the  amount 
claimed  by  W.  E.  Grace  &  Company  against  Kalbfleisch  not  to  ex- 
ceed nine  thousand  four  hundred  and  thirty-one  dollars  and  eighty- 
one  cents  ($9,431.81)  by  reason  of  certain  alleged  agreements,  dated 
September  12.  1917.  and  October  11,  1917,  for  the  deliverv  of  nitrate 
of  soda  by  W.  E.  Grace  &  Company  to  the  Kalbfleisch  Corporation, 
and 

"  The  Kalbfleisch  Corporation  a^rrees  to  defend  and  resist  any  such 
action  at  law  and  to  afford  to  the  United  States  full  right  and  oppor- 
tunity of  intenening  or  appearing  through  counsel  in  the  defense  of 
any  such  units  or  suits.  In  the  event  of  the  recovery  by  W.  R.  Grace 
&  Company  of  a  final  judgment  against  the  Kalbfleisch  Corporation 
in  such  action  or  actions  at  law  so  defended,  the  United  States  will 
pay,  in  addition  to  the  amount  hereinbefore  specified,  the  amount  of 
such  judgment  or  judgments,  together  with  interest  and  nil  taxable 
costs,  but  the  United  States  shall  not  be  obligated,  to  reimburse  or  to 
pay  to  the  Kalbfleisch  Corporation  any  sum  which  may  be  recovered- 
in  an  action  at  law  by  W.  E,  Grace  &  Company  against  the  Kalb- 
fleisch Corporation  in  excess  of  nine  thousand  four  hundred  and 
thirty-one  dollars  and  eight -one  cents  ($9,431,81,  exclusive  of  inter- 
est and  taxable  costs)  or  any  counsel  fees,  expense,  or  other  items  of 
disbursement  incidental  to  the  defense  of  said  action  or  actions  at 
law." 

In  contract  P16553-1536E  a  similar  provision  was  inserted  except 
that  it  limited  the  extent  of  the  liability  of  the  United  States  for  any 
judgment  secured  by  W.  E.  Grace  &  Co.  to  $30,364.90.  ,  , 
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6.  Under  date  of  December  4,  1919,  these  new  settlement  contracts 
were  forwarded  to  the  New  York  district  claims  board  for  execution  ' 
by  the  contractor.  They  were  returned  by  the  district  claims  board 
on  December  9,  1919,  to  the  Ordnance  Claims  Board,  executed  by 
claimant,  by  its  vice  president,  Alfred  L.  Savage.  The  contracts 
were  executed  on  the  part  of  the  United  States  by  Lieut.  Col.  K.  H. 
Hawkins,  Ordnance  Department,  contracting  officer.  They  were  ap- 
proved by  the  Claims  Board  under  date  of  Decembeer  5, 1919. 

7.  Under  date  of  December  30,  1919,  claimant  wrote  the  New  York 
district  claims  board  (copy  to  the  Ordnance  Claims  Board)  regard- 
ing these  two  settlement  contracts  in  part  as  follows : 

"We  found  to  our  astonislmient  yesterday  that  we  signed  these 
papers  in  an  entire  misconception  of  the  facts  and  we  hereby  advise 
you  that  we  will  not  accept  a  settlement  of  either  claim  in  accordance 
with  the  changed  terms." 

The  letter  then  stated  that  claimant,  before  the  execution  of  these 
settlement  contracts  had  been  pressed  by  Grace  &  Co.  to  take  the 
balance  of  the  tonnage  of  nitrate  of  soda  and  had  paid  Grace  &  Co. 
on  the  quantity  of  nitrate  of  soda  contracted  for  in  September  and 
October,  1917,  but  not  taken  the  difference  between  the  contract  price 
and  the  market  price  soon  after  the  armistice.  Claimant  offered  at 
the  hearing  photostat  copies  of  five  checks,  dated  from  May  9  to 
September  12,  1919,  making  payments  to  Grace  &  Co.  of  an  aggre- 
gate sum  of  $37,664.21.  Claimant  offered  no  evidence  as  to  the  facta 
surrounding  its  execution  of  the  final  settlement  contracts  in  issue 
other  than  its  letter  of  December  30,  1919. 

8.  The  final  settlement  contracts  were  executed  for  the  United 
States  by  Liuet.  Col.  R.  H.  Hawkins,  Ordnance,  as  contracting  offi- 
cer. Col.  Hawkins  testified  that  he  drafted  the  clause  in  controversy 
requiring  that  the  Grace  &  Co.  claim  be  i-educed  to  a  judgment 
before  payment  by  the  United  States.  He  stated  that  it  was  his 
idea  that  the  liability  of  the  Kalbfleisch  Corporation  to  Grace  &  Co. 
was  ^or  many  reasons  so  doubtful,  so  questionable,  that  it  should  be 
established  in  an  action  of  law  before  payment  by  the  United  States 
and  that  that  was  the  purpose  for  which  the  paragraph  in  question 
was  inserted.    Col.  Hawkins  testified  that  he  was  also  a  member 

'  of  the  Ordnance  Claims  Board  at  the  time  he  executed  these  con- 
tracts, that  he  knew  at  that  time,  from  the  transcript  of  the  testimony 
of  claimant's  Mr.  Sheldrick  before  the  New  York  district  claims 
board  in  the  file  before  him,  that  claimant  had  paid  to  Grace  &  Co. 
about  half  of  the  amount  claimed  by  Grace  &  Co.,  but  that  he  did 
not  know  that  the  entire  amount  had  been  paid. 
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1.  The  only  question  for  decision  before  this  section  is  whether  or 
not  claimant  is  entitled  to  reformation  of  the  two  settlement  con- 
tracts executed  in  December,  191&. 

2.  Claimant  in  effect  seeks  reformation  of  the  settlement  contracts, 
alleging  that  it  executed  them  without  knowledge  that  they  contained 
the  So-called  "  Grace  "  clause,  and  that  the  officer  executing  on  the 
part  of  the  Government  did  not  know  at  the  time  that  claimant  had 
made  full  settlement  with  Grace  &  Co. 

3.  Where  a  contractor  seeks  reformation  of  a  contract  on  the 
ground  of  mistake,  the  contractor  must  show  that  tlie  mistake  is 
mutual.  Claimant  knew  that  it  had  made  full  settlement  with  Grace 
&  Co.  The  Government  did  not  know  this.  There  is  no  mutuality 
of  mistake  in  this.  On  the  other  hand,  the  Government  knew  that 
the  so-called  Grace  clause  was  in  the  settlement  contracts  and  so  in- 
tended. Claimant  did  not  know  it.  Again  there  is  no  mutuality. 
A  mistake  justifying  reformation  must  be  mutual  and  common  to 
both  parties  to  the  instrument.  It  must  appear  that  both  have  done 
what  neither  intended. 

4.  The  power  of  the  Secretary  of  War  to  reform  contracts  can  be 
exercised  only  where  the  mistake  is  such  as  would  justify  a  court  of 
equity  in  reforming  a  contract.  In  order  to  afford  sufficient  ground 
for  reformation  there  must  be  either  a  mutual  mistake  of  fact  or  a 
mutual  mistake  of  law.  There  is  no  contention  here  as  to  a  mutual 
mistake  of  law. 

"By  mutuality  (of  mistake)  is  not  meant  that  both  parties  must 
agree  on  the  hearing  that  the  mistake  was  in  fact  made,  but  the  evi- 
dence of  the  niutuaUty  of  the  mistake  must  relate  to  the  time  of  the 
execution  of  the  instrument,  and  show  that  at  that  particular  time 
the  parties  intended  to  say  a  certain  thing  and  by  a  mistake  expressed 
another."     (34  Cyc,  919.) 

In  Travellers  Ins.  Co.  v.  Henderson,  69  Fed-,  762,  767,  the  court 
said : 

"But  a  court  of  equity  will  not  reform  a  written  agreement  when, 
by  so  doing,  it  would  impos*  on  one  of  the  parties  obligations  which 
he  never  intended  or  agreed  to  assume.  It  is  of  the  very  essence  of 
the  rule  that  a  mistake  relied  upon  to  secure  the  reformation  of  a 
written  contract  must  be  mutual,  and  that  the  contract  as  reformed 
must  express  the  very  terms  of  a  previous  agreement  which  the  par- 
ties actually  made  and  intended  to  reduce  to  writing." 

fi.  In  the  claims  of  Cleveland  Crane  &  Engineering  Co.,  Nos.  2309 
and  2310  (6  Dec.  Bd.  Cont.  Adj.,  Part  2, 98),  the  Board  held  that : 

"  In  order  to  justify  the  reformation  of  a  contract  on  the  grounds 
of  mutual  mistake  the  testimony  must  be  clear  and  cogent  and  must 
establish  a  mistake  of  a  fact  having  a  present  or  past  existence  and 
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must  show  that  at  the  time  of  the  execution  of  the  contract  the  par- 
ties intended  to  say  a  certain  thing  and  by  mistake  expressed  an- 
other." 

This  decision,  on  appeal,  was  affirmed  by  the  Secretary  of  War, 
The  principle  h«re  stated  has  been  consistently  adhered  to  by  this 
section. 

6.  In  the  present  case,  the  proof  shows  that  Lieut.  Col.  Hawkins 
intended  to  execute  precisely  such  a  contract  as  was  written,  and  in 
conformity  with  the  action  of  the  Ordnance  Claims  Board. 

7.  There  is  insufficient  proof  to  determine  the  facts  surrounding 
execution  of  contract  by  claimant.  It  is  true  that  the  so-called 
"  Grace  "  clause  is  stated  so  clearly  and  precisely  that  even  a  single 
reading  would  not  fail'  to  inform  claimant  of  its  full  purport  and 
effect. 

8.  In  Storey,  Eq.  Jour.  13th  Edition,  page  226,  it  is  said: 
"Courts  of  equity  do  not  sit  for  the  purpose  of  relieving  parties 

under  ordinary  circumstances  who  have  failed  to  exercise  reasonable 
diligence  and  discretion." , 

In  Grimes  v.  Samj'son,  93  U.  S.,  55,  it  was  held  that  a  mistake 
which  was  the  result  of  a  want  of  proper  diligence  is  not  sufficient 
to  relieve  a  party  from  a  contract  he  has  made.    The  court  said : 

"A  mistake,  to  be  available  in  equity,  must  not  have  arisen  from 
negligence.  Where  the  means  of  knowledge  is  easily  accessible,  the 
party  complaining  must  have  exercised  at  least  the  degree  of  dili- 
gence '  which  may  be  fairly  expected  from  a  reasonable  person.' 
(Kerr,  Fraud  and  M.,  407.)" 

9.  In  the  claim  of  C.  R.  Wilson  Body  Co.,  No.  2465  (5  Dec.  Bd. 
Cont.  Adj.,  369),  the  Board  held  that  a  settkment  contract  will  not 
be  reformed  on  the  ground  of  mistake  where  the  alleged  mistake 
was  due  to  failure  to  exercise  reasonable  diligence  on  the  part  of 
the  party  seeking  reformation. 

10.  From  the  facts  and  the  law  as  above  stated,  this  section  is  of 
the  opinion  that  claimant  has  failed  to  set  up  grounds  upon  which 
a  court  of  equity  could  reform  the  settlement  contracts,  and  that  it 
is  beyond  the  jurisdiction  of  the  Secretary  of  War  to  grant  relief. 

11.  Tlie  decision  of  the  Ordnance  Claims  Board  declining  to 
further  consider  the  matter  in  question  is  affirmed,  and  relief  is 
denied. 

DISPOSmON. 

The  Appeal  Section  transmits  its  decision  to  the  Ordnance  Section 
for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  War  Department  Claims  . 
Board.      • 
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jAxrAET  24,  1921. 
Case  Ho.  3036. 

In  re  CLAm  07  THE  BVABE  A  TEIESt  CO. 

1.  ETISETCE. — rwol  erldenee  will  not  be  conildered  wb«re  It  ii  toiiKht  to 
Tkiy  tbe  plmla  knd  nakinblrnoni  termi  of  k  wrlttes  Initmoient. 

S.  jmUBDICTION. — Wbere  a  formallT  executed  aontraot  It  tenulnated  by  a  full 
performaiiae  the  Setretar;  of  War  ii  without  Jnrtidlctfon  to  entertain  or 
to  adjntt  a  claim  arlilnE  theieonder  except  where  inch  claim  artsei  by 
reaMn  of  "  donbti  and  dlspntet  at  to  the  meaning  of  the  termi  contained 
in  the  contract." 

S.  CLA3M  AHD  DEOIBIOM.— Thli  claim  for  f  1,710  wa*  orl^ltiBlly  inbmltted  for 
dedilon  to  the  chief  of  the  ConstmetlDB  Serrtce,  who  recommended  that 
the  claim  be  denied.  TTpon  appeal  to  the  War  Department  Clalmi  Board, 
Appeal  Section,  the  decision  of  the  chief  of  the  Conitmctlon  Berrlce  ii 
afflrmed.    Held,  relief  will  be  denied. 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDINGS  or  racr. 

1.  This  is  an  appeal  from  a  decision  of  the  Chief  of  Construction 
Service,  United  States  America,  on  a  claim  for  $1,710  on  a  formally 
executed  contract  under  the  following  circumstances: 

S.  Prior  to  the  6th  day  of  September,  1918,  The  Snare  &  Triest 
Co.,  of  Philadelphia,  Pa.,  were  engaged  under  a  formally  executed 
.  contract  in  certain  construction  work  at  the  Philadelphia  quarter- 
master's terminal  at  Philadelphia.  Owing  to  the  nature  of  the  work 
at  the  time,  and  in  order  that  the  work  be  carried  fonvard  with 
all  expediency,  it  became  necessary  to  secure  the  services  of  a  certain 
steam  shovel,  in  addition  to  that  number  which  were  then  being 
employed  by  claimants. 

3.  On  the  6th  day  of  September,  1918,  claimants  entered  into  an 
agreement  with  the  firm  of  McDonnell  Bros..  2313  South  Front 
Street,. Philadelphia,  Pa.,  for  the  rental  of  "one  Thew  steam  sliovel, 
3-yard  dipper,"  at  a  daily  rental  of  $30  per  day,  said  rental  to  begin 
on  the  day  when  the  steam  shovel  was  moved  on  the  job.  Pursuant 
to  this  agreement,  McDonnell  Bros,  immediately  moved  their  shovel 
to  the  point  where  the  work  was  to  be  done.    On  the  same  day 
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claimants  tendered  to  McDonnell  Bros,  the  following  instrumtnt  for 
their  signature: 

"  R-143. 

"The  Snare  &  Triest  Co,  hereby  leases  from  McDonnell  Bros., 
2313  S.  Front  St.,  Pliila..  Pa.,  1  Thew  steam  shovel.  3-yard  dipper 
(Govt.  R-Xo.  143),  at  a  daily  rental  of  $30  per  day,  from  the  6th 
day  of  September,  1918. 

"  Said  lease  to  continue  nntil  terminated  by  The  Snare  &  Triest  Co. 
"The  cost  of  transportation  to  and  from  Philadelphia  quarter- 
master's terminal  to  be  borne  by  The  Snaie  &  Triest  Co. 

"All  insurance  covering  the  said  steam  shovel  to  be  carried  by 
the  said  McDonnell  Bros. 

"Kental  will  be  paid  weekly,  as  promptly  as  Government  payments 
permit. 
"  Accepted. 

The  Snare  &  Triest  Co. 
By  F.  J.  Little,  Elec.  Eng. 
"  Accepted. 

McDoKNELL  Bros. 
By  James  T.  McDonneix," 

4.  Before  McDonnell  Bros,  signed  this  instrument  they  directed 
the  attention  of  the  representative  of,  the  Snare  &  Triest  Co,  to  the 
fact  that  the  length  of  the  working  day  was  not  stipulated  in  the 
written  instrument.  It  was  then  and  there  agreed  between  Mr.  Wm. 
H.  Kem  of  the  claimant  company  and  Mr.  John  T,  McDonnell  of 
McDonnell  Bros,  that  10  hours  would  constitute  a  working  day  for 
the  steam  shovel,  and  pursuant  to  this  understanding  the  written  in- 
strument was  amended  by  inserting  the  words  "  of  ten  hours  per 
day  "  between  the  words  "  per  day  "  and  "  from  "  in  the  first  para- 
graph of  the  rental  contract 

5.  The  Snare  &  Triest  Co.  assumed  charge  and  control  of  the 
steam  shovel,  and  continued  in  such  charge  and  control  from  Sep- 
tember 6,  1918,  to  March  18,  1919,  during  which  time  the  steam 
shovel  was  operated  by  certain  crews  in  the  employ  of  the  claimants. 
Evidence  is  developed  by  claimants  that  in  addition  to  working  the 
machine  the  10-hour  day  shift,  the  shovel  was  operated  on  double 
shifts,  that  is  to  say,  that  upon  the  completion  of  the  10-hour  shift 
of  the  day  crew,  a  night  crew  would  take  charge  of  the  machine  and 
operate  it  for  an  ad<^tional  period  of  time.  It  is  further  developed 
in  evidence  that  at  the  time  when  the  rental  contract  was  amended 
and  signed  by  McDonnell  Bros,  that  Mr.  John  J.  McDonnell  re- 
quested of  Mr.  Kem  of  the  Snare  &  Triest  Co.  that  some  arrange- 
ment be*made  whereby  the  owners  of  the  shovel  (McDonell  Bros.) 
would  be  paid  for  such  overtime  as  the  shovel  was  put  to,  at  the 
same  rate  of  rental  stipulated  in  the  rental  contract.  In  response  to 
this  statement  by  Mr,  McDonnell  Mr.  Kem  testifies  positively  that 
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he  has  no  recollection  of  making  such  an  arrangement  or  having 
such  an  understanding  with  the  McDonnell  Bros. 

6.  It  is  disclosed  by  the  record  that  the  shovel  -was  used  in  over- 
time for  a  period  of  approximately  57  days.  That  such  operation 
was  under  direction  and  at  the  instance  of  the  Snare  &  Triest  Co. 
is  established  by  the  testimony  of  Peter  Richie,  Thomas  E,  Mutch, 
Frank  Bascento,  and  Eea  Keech,  all  of  whom  were  employees  of 
the  Snare  &  Priest  Co.,  and  who  operated  the  shovel  under  direc- 
tion of  the  Snare  &  Triest  Co.'s  superintendent. 

7.  The  McDonnell  Bros,  have  been  paid  by  the  Snare  &  Triest  Co. 
for  the  time  the  steam  shovel  was  on  the  job  at  the  quartermaster's 
Philadelphia  terminal,  with  the  exception  of  the  overtime  which  is 
now  claimed  for. 

8.  The  Snare  &  Triest  Co.  in  the  light  of  the  testimony  of  Mr. 
William  W.  Kem  have  at  no  time  prior  to  the  tiling  of  this  claim 
with  the  War  Department  for  and  on  behalf  of  the  McDonnell 
Bros,  made  Uny  request  for  settlement  or  adjustment  for  any  amount 
due  them  by  reason  of  the  operation  of  the  steam  shovel  for  the  57 
day^  of  OTertime. 


1.  In  ttie  decision  of  the  Chief  of  the  Construction  Service,  there 
appears  to  be  a  full  and  complete  discussion  of  the  various  questions 
of  fact  involved  in  this  case.  From  that  decision  the  claimant  now 
appeals  to  the  Appeal  Section,  War  Department  Claims  Board. 

2.  We  have  reviewed  carefully  the  findings  and  recommendations 
in  the  decision  of  the  board  below,  and  are  of  the  opinion  that  it 
should  be  sustained.  However,  the  board  below  having  confined 
itself  to  the  consideration  of  the  various  questions  of  fact,  leaves 
open  the  questions  of  law  involved.  There  appear  to  be  two  ques- 
tions which  we  deem  to  be  most  pertinent  and  which  must  be  -de- 
termined by  application,  to  the  first,  the  well-established  laws  of 
contracts,  and  to  the  second,  the  jurisdictional  rules  and  orders 
which  confine  within  certain  limitations  the  authority  of  the  Sec- 
retary of  War  in  the  adjustment  and  settlement  of  Government  con- 
tracts. We  will  first  consider  the  contract  law  of  the  land  as  appli- 
cable to  the  facts  here  presented. 

3  There  is  presented  in  this  case  a  situation  which  is  striking  in  its 
peculiarities.  The  Snare  &  Triest  Co.  are  -but  nominal  claimants 
here,  and  submit  to  this  Board  the  claim  of  the  real  parties  in 
interest,  McDonnell  Bros.,  who.  in  order  to  make  effective  their 
position,  are  perforced  to  be  in  disagreement  with  the  very  agency 
through  which  only  they  may  speak.  It  is  contended  by  McDon- 
nell Bros,  that  the  agreement,  in  effect,  was  that  they  were  to  he 
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paid  at  the  rate  of  $30  per  day,  10  hours  per  day,  for  every  day 
their  steam  shovel  was  on  the  work  at  the  Philadelphia  terminal, 
and,  in  additon,  they  were  to  be  paid  at  the  rate  of  $30  per  day 
for  all  overtime  during  which  the  shovel  was  used.  The  Snare  A 
Triest  Co.  specifically  states,  through  their  Mr.  Wm.  H.  Kern, 
that  there  was  no  agreement  or  understanding  with  McDonnell 
Bros,  by  which  they  were  to  be  paid  for  overtime. 

4.  Thus  we  have  the  nominal  claimant  (the  prime  contractor) 
and  the  real  parties  in  interest  (the  subcontractor)  at  variance  con- 
cerning a  vital  issue  in  this  case. 

5.  It  is  fundamental  that  where  the  parties  to  a  contract  are  in 
disagreement  as  to  its  terms  the  courts  will  look  to  the  writing  itself. 

6.  We  are  at  the  outset  confronted  with  a  writing  in  which  are 
expressed  in  plain  language,  free  from  ambiguities,  the  condition 
and  agreements  between  the  parties  thereto.  It  being  the  obvious 
purpose  of  McDonnell  Bros.,  through  the  mouth  of  the  nominal 
claimant,  to  change  the  purport  of  that  agreement  and  to  read  into 
it,  by  parol  testimony,  matters  and  understandings  not  appearini; 
on  its  face,  we  can  not  but  question  the  relevancy  of  the  evidence 
of  J.  F.  McDonnell  in  this  connection. 

7.  It  seems  to  us  that  the  whole  of  the  agreement  having  been 
reduced  to  writing  and  signed  by  the  parties,  that  all  of  their  un- 
derstandings of  the  undertaking  should  have  been  incorporated  in 
the  contract  prior  to  execution.  If  the  writing  did  not  set  forth 
the  true  undei-standing  of  one  of  the  parties  thereto  it  was  his  duty 
to  have  seen  to  it  that  it  did.  The  contract  was  chatiged  at  the  in- 
stance of  McDonnell  Bros,  in  order  that  the  length  of  the  working 
day  for  the  shovel  should  be  clearly  and  definitely  stipulated. 
However,  no  amendment  was  made  in  the  instrument  which  speci- 
fied the  manner  and  terms  of  payment  for  overtime.  This,  McDon- 
nell Bros,  now  seek  to  establish  Ijy  parol  testimony,  alleging  that 
they  not  only  insisted  upon  this  provision  but  understood  that  this 
arrangement  had  been  agreed  upon.  If  it  was  in  the  minds  of 
ilcDonnell  Bros,  that  they  should  receive  payment  for  overtime 
t/teff  should  have  insisted  upon  this  change  being  made  in  the  con- 
tract, and  if  such  change  was  refused  by  the  Snare  &  Triest  Co, 
the  McDonnell  Bros,  should  not  have  signed  the  paper. 

8.  The  contract  having  been  executed  and  the  work  having  pro- 
ceeded to  completion  under  the  terms  therein  stated,  McDonneli 
Bros,  may  not  now  be  henrd  to  say  that  the  contract  did  not  con- 
tain all  of  their  undei-standing.  nor  will  this  Board  violate  the  well- 
known  rule  of  evidence  established,  both  by  text  and  decision,  in  giv- 
ing consideration  to  evidence  resting  wholly  in  parol,  to  contfadict 
or  vary  the  terms  of  a  valid  written  agreement.  If  the  contract  did 
not  contain  such  provisions  and  stipulations  as  were  contemplated 
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by  McDonnell  Bros.,  it  was  their  folly  to  have  signed  the  contract. 
They,  having  done  so,  are  bound  fully  and  completely  by  the  tenns 
of  the  writing,  and  their  cause  before  this  Board  must  be  adjudged 
and  determined  according  to  the  provisions  of  the  writing  which 
they  have  executed. 

9.  Considering  the  second  or  juristlictional  question,  relief  may 
well  be  denied  because  both  the  contract  between  the  Snare  &  Triest 
Co.  and  the  United  States  and  the  Snnre  &  Triest  Co.  and  McDon- 
nell Bros,  are  formally  executed  instruments,  and  which  have  in 
eacli  instance  been  completed  by  full  perfoi-mance.  There  does  not 
appear  to  be  involved  in  this  case  any  question  of  "  doubt  or  dispute 
as  to  the  meaning  or  interpretation  of  anything  contained  in  these 
contracts."  It  would  therefore  seem  that  the  Secretary  of  War  is 
without  jurisdiction  to  entertain  this  case  under  G.  O.  103-W.  D. 
1918. 

10,  For  the  foregoing  reasons,  which  we  believe  to  be  a  correct 
exposition  of  the  law  involved  in  the  instant  ease,  we  affirm  the 
decision  of  the  Chief  of  the  Construction  Service  denying  payment 
in  the  amount  claimed  for,  under  date  of  September  8,  1920,  and  the 
relief  prayed  for  in  claimant's  petition  is  denied.* 

DISPOSITION.      . 

The  War  Department  Claims  Board,  Appeal  Section,  will  enter 
an  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 


DiB.1izedOyGoO<^lc 


January  21,  1921. 
Case  No.  3055. 

In  re  CUIH  OF  WESIEBH  CAETKIDOS  CO. 

1.  UEBOE&  OF  NEOOTIATIOHS  IIT  WEITtEN  mSTEHHEirt.— In  the  abwnce 

of  dnrest,  fraud,  or  mistake  of  fact  prior  oral  neKotlationi  are  merged  la 
tlie  lubseqnent  written  Instrument  slgraed  by  the  parties,  and  It  makes  no 
difference  that  the  Instrument  was  proxy-signed  on  the  part  of  the  United 
States. 

2.  CLAIM  AND  DECISIOH.— Claim  under  the  act  ot  Harch  8,  1919,  for  «140,' 

397.30  based  upon  a  prozf-sl^ed  contract  for  the  manntactore  of  car- 
tridges. Held,  claimant  ti  not  entitled  to  relief.  (See  decision,  case 
ITo.  278S,  decided  Au^st  10,  1020,  Tol.  Til,  p.  3S9,  and  Tol.  TIH,  p. 
S34. 

Maj.  Hill  writing  tho  opinion  of  the  Board. 

This  is  a  claim  yncler  the  act  of  March  2,  1919.  Statement  of 
claim,  Form  B,  was  filed  December  2S.  1920,  for  $140,357.30,  by 
reason  of  an  agi-eement  alleged  to  have  been  made  between  claimant 
and  the  Ordnance  Depurtment  for  expense  of  triiii.sforming  and  re- 
arranj^in^  its  plant  for  the  production  of  8  mm.  cartridges. 

A  liearing  has  been  h.id  upon  thi?  claim. 


1.  The  facts  are  fidly  stated  in  the  decision  of  the  Appeal  Section 
dated  August  10.  1920,  in  case  So.  lilO-C-2785,  which  was  for  the 
identical  items  here  claimed.  At  the  hearing  on  the  present  claim  it 
was  stipulated  that  the  transcript  of  testimony  taken  in  claim  No. 
2785  should  be  considered  as  a  part  of  the  testimony.  The  only  wit- 
nesses at  the  hearing  of  the  present  claim  testified  at  the  previous  bear- 
ing and  the  testimony  substantially  accords  with  that  of  the  pre- 
vious hearing.  Tlie  decision  in  case  No.  2785  denied  relief  on  the 
ground  that  the  agreement  alleged  became  merged  in  a  proxy-signed 
contract  which  contained  a  provision  that  the  items  claimed  should 
be  performed  by  claimant  witiiout  cost  to  the  United  States. 

2.  In  presenting  this  claim  claimant's  counsel  stated : 

"The  matter  is  now  presented,  it  is  the  same  claim,  but  it  is  pre- 
sented upon  a  different  theory ;  that  is,  on  the  theory  that  the  original 
claim  was  filed  upon,  but  not  upon  the  tlieory  that  this  board  consid- 
ered it  on." 
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3.  Gaimant.  in  the  latter  part  of  1917,  was  engaged  upon  contracts 
for  the  manufacture  of  .30  caliber  cartridges  for  the  I'nited  States. 
While  performing  these  contracts  claimant  received  a  letter  from 
the  Chief  of  Ordnance,  dated  December  10,  1917,  directing  claimant 
to  proceed  with  preparations  for  and  the  manufacture  of  80,000,000 
8-mm.  cartridges  and  stated  that  formal  contract  would  follow. 

4.  The  proxy-signed  contract  Xo.  1G383,  dated  February  26,  1918, 
for  the  manufacture  of  80,000,000  8-min.  cartridges  provided  in  para- 
graph T,  of  article  3,  in  part  as  follows : 

"  *  *  *  The  contractor  agrees  to  make  the  necessary  changes  in 
the  rearrangement  of  its  plant,  machinery,  and  tools  to  accommodate 
such  of  the  additional  machinerj-  furnished  by  the  United  States  as  is 
utilized  for  the  purposes  of  this  contract,  and  to  adapt  said  plant,  ma- 
chinery, and  tools,  and  said  additional  machinery  to  the  purposes  of 
this  contract*and  to  replace  the  same  at  the  termination  of  the  contract 
in  condition  for  the  manufacture  of  caliber  .30  ball  cartridges  without 
cost  to  the  United  States." 

5.  The  negotiations  for  this  contract  covered  several  montlis.  They 
were  conducted  for  the  Ordnance  Department  by  Maj.  Hayden  Eames, 
Ordnance  Department,  in  charge  of  the  production  of  small  arms  and 
small-arms  ammimition,  assisted  by  Maj.  F.  B,  Clark,  Ordnance  De- 
partment. Maj.  Eames  instructed  Maj.  A.  M,  Holcomb,  Ordnance 
Department,  chief  of  the  contract  department  of  the  Small  Arms  Divi- 
sion, to  proceed  with  the  preparation  of  the  contract.  At  the  hearing 
on  claim  No.  2785  )Iaj.  Eames  testified  that  at  some  time  during  the 
negotiations  before  the  execution  of  the  contract,  he  assured  claimant's 
president,  Mr.  Olin,  that  the  Government  would  protect  him  in  the 
losses  which  would  result  from  transforming  his  plant  from  the 
manufacture  of  one  type  of  cartridge  to  the  other.  Before  the  contract 
was  executed  the  functions  of  Maj.  Eames  changed  in  a  reorganization 
of  the  Ordnance  Department,  and  he  no  longer  had  any  concern  in  the 
drafting  of  the  contract.  The  contract  was  later  executed  for  the 
Ordnance  Department  by  Col.  Samuel  McRoberts,  by  Lieut.  Col. 
Charles  N.  Black.  For  a  period  of  about  a  month  prior  to  the  execu- 
tion of  the  conti'act  it  does  not  appear  that  thei-e  were  any  negotiation^i 
liefween  claimant  and  the  Ordnance  Department  nor  does  it  appear 
who  conducted  the  final  negotiations  on  the  part  of  the  United  States. 


1.  This  claim  might  well  be  denied  on  the  ground  that  it  is  the 
identical  claim  denied  in  case  Xq,  27S5,  which  denial  was  affirmed  on 
appeal  by  the  Secretary  of  War.  Claimant  concedes  that  it  is  the  same 
claim,  but  insists  that  it  is  here  presented  on  a  theory  different  from 
that  upon  which  it  was  before  considei-ed  by  this  section  and  denied. 
In  order,  however,  that  claimant  may  receive  every  consideration  and 
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have  no  complaint,  the  claim  is  here  considereS  upon  its  merits  and 
upon  the  theory  now  presented. 

2.  Claimant  has  endeavored  in  this  claim  to  take  out  a  portion  of 
the  oral  negotiations  leading  up  to  the  execution  of  the  contract 
dated  February  26,  1&18,  so  that  standing  alone  and  unrestricted  by 
the  execution  of  the  contract  there  could  be  found  an  informal  agree- 
ment under  the  act  of  March  2, 1919.  Such  a  course  might  have  been 
successful  if  the  negotiations  had  not  resulted  in  the  written  contract 
containing  the  express  provision  as  to  tliese  very  matters,  which 
claimant  seeks:  to  set  up  here  as  an  independent  agreement. 

3.  It  is  our  opinion  that  claimant  has  offered  no  proof  of  any 
agreement  outside  of  the  negotiations  leading  up  to  the  execution  of 
the  contract  dated  February  26,  1918,  and  can  not  escape  from  the 
well  established  rule  that  the  negotiations  became  merged  in  the 
written  contract  wherein  is  found  an  express  agreement  that  the 
items  here  in  controversy  should  be  performed  by  claimant' without 
cost  to  the  United  States. 

4.  It  is  our  opinion  that  claimant  is  not  entitled  to  the  relief  sought 
and  relief  is  accordingly  denied. 

DISPOSITION. 

The  Appeal  Section  transmits  its  decision  to  the  Ordnance  Section. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Deparbnent  Claims 
Board.  , 
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January  25,  1921. 
Case  Vo.  3047. 

In  re  CLAIM  OP  SRABE  ft  TKUST  CO. 

1.  mOOTUTIOnS  USKOED  IH  WBZTTEN'  COHTRACT.— Wliere  abandoameut 
«C  work  done  by  tbe  Govemment  was  dltoniMd  between  the  snbcontraetor 
and  tbe  eonttmotins  qnartermaiter  prioi  to  tbe  exeentlon  of  the  lab- 
eontract  reUtiTe  to  what  ichedule  of  pereentaKes  should  be  allowed  In 
oaie  tbe  work  wai  abandoned,  and  the  snbcontract  fs  sltent  as  to  abandon- 
mest  of  tbe  work,  all  prior  disonsiloni  and  n^otlatloni  are  merged  Into 
the  signed  contract  wUcb  expreiiei  tbe  meeting  of  the  mindi  of  tha 
partlei. 

8.  COITTBACTB,  FABOL  TESTHEOlTr  HOT  ADKISBIBIE  TO  TABT.— Parol  erl- 
denoe  will  not  be  admitted  for  tbe  pnrpoie  of  modlfTtng  or  varying  the 
termi  of  a  written  Initmment. 

S.  CI>AZK  AHS  DECISIOH. — Thli  elalm  for  >3,800  wai  originally  inbmitted  for 
deolilon  to  the  Chief  of  the  Conttmctlon  Serrioe,  who  recommended  that 
tbe  eUlm  be  denied.  On  appeal  to  tbe  War  Department  Claims  Board, 
Appeal  Section,  the  decision  of  tbe  Chief  of  tbe  ConstiQCtlon  Service  li 
afflrmed.    Held,  relief  will  be  denied. 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDIXGS  or  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1,  This  claim,  amounting  to  $3,800,  comes  before  the  Appeal  Sec- 
tion, War  Department  Claims  Board,  on  appeal  under  the  provision 
of  G.  O.  103,  War  Department,  1918,  and  is  present«d  by  Snare  & 
Triest  Co.,  prime  contractor,  for  and  in  behalf  of  the  E.  S.  Downes 
Co.,  subcontractor.  The  claim  was  originally  filed  with  the  Con- 
struction Division  April  7, 1920,  and  was  disallowed  by  that  division 
April  9, 1920.  A  hearing  has  been  conducted  by  the  Appeal  Section 
at  which  claimant  and  its  counsel  were  present. 

2.  On  July  22,  1918,  the  Snare  ft  Triest  Co.  entered  into  a  con- 
tract with  the  United  States  for  the  construction  of  a  quartermaster 
terminal  at  Philadelphia,  Pa.  In  Article  III  of  this  contract  it  is 
provided : 

"  Dettehmination  of  Fee. — As  full  compensation  for  the  services 
of  the  contractor,  including  profit  and  all  general  overhead  expense, 
except  as  herein  specifically  provided,  the  contracting  officer  shall 
pay  to  the  contractor  in  the  manner  hereinafter  prescribed  a  fee  to 
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be  determined  at  the  time  of  completion  of  the  work  from  the  follow- 
ing schedule,  except  as  hereinafter  otherwisa  provided: 

"  If  tlie  cost  of  the  work  is  $100,000  or  under,  a  fee  of  7%  of  such 
cost. 

"  If  the  cost  of  the  work  is  over  $100,000  and  under  $125,000,  a,  fee 
of  $7,000. 

"  If  the  cost  of  the  work  is  over  $125,000  and  under  $145,000,  a  fee 
of  6^%." 

3.  Subparagraph  "f"  of  Article  VI  of  the  contract  reads  as 
follows : 

"  (f)  In  every  suhco'ntract  made  in  accordance  with  the  provisions 
hereof,  require  the  subcontractor  to  agree  to  comply  fully  with  all 
the  undertakings  and  obligations  of  the  contractor  herein,  excepting 
such  OS  do  not  apply  to  such  subcontractor's  work." 

4.  Abandonment  of  the  work  was  provided  for  in  Article  VIII  of 
this  contract  as  follows: 

"Abandonment  or  wokk  by  coNTRAcriNo  officer. — If  conditions 
should  arise  which  in  the  opinion  of  the  contracting  officer  make  it 
advisable  or  necessary  to  cease  work  under  this  contract,  the  con- 
tracting officer  may  auandon  the  work  and  terminate  this  contract. 
In  such  case  the  contracting  officer  shall  assume  and  become  liable 
for  all  such  obligations,  commitments^  and  unliquidated  claims  as 
the  contractor  may  have  theretofore,  in  good  faith,  undertaken  or 
incurred  in  connection  with  said  work;  and  the  contractor  shall, 
as  a  condition  of  receiving  the  payments  mentioned  in  this  article, 
execute  and  deliver  all  such  papers,  and  take  all  such  steps  as  the 
contracting  officer  may  require  for  the  purpose  of  fully  vesting  in 
him  the  rights  and  benefits  of  the  contractor  under  such  obligations 
or  commitments.  The  contracting  officer  shall  pay  to  the  contractor 
such  an  amount  of  money  on  account  of  the  unpaid  balance  of  the 
cost  of  the  work  and  of  the  fee  as  will  result  in  the  contractor  re- 
ceiving full  reimbursement  for  the  cost  of  the  work  up  to  the  time 
of  such  abandonment,  plus  a  fee  to  be  computed  in  the  following 
manner :  To  the  cost  of  the  work  up  to  the  time  of  such  abandonment 
shall  be  added  the  amount  of  the  contractual  obligations  or  com- 
mitments assumed  by  the  contracting  officer  and  such  total  shall  be 
treated  as  the  cost  of  the  work  upon  which  the  fee  shall  be  computed 
in  accordance  with  tlie  provisions  of  Article  III  hereof.  When  the 
contracting  officer  shall  have  performed  the  duties  incumbent  upon 
him  under  the  provisions  of  this  article,  the  contracting  officer  and 
the  United  States  shall  thereafter  be  entirely  released  and  discharged 
of  and  from  any  and  all  demands,  actions,  or  claims  of  any  kind  on 
the  part  of  the  contractor  hereunder  or  on  account  hereof." 

5.  On  September  16,  1918,  Snare  &  Triest  Co.,  the  prime  con- 
tractor, entered  into  a  contract  with  the  E.  S.  Downes  Co.  as  sub- 
contractor, in  which  the  following  provisions  appear : 

"Whereas  the  parties  hereto  have  agreed  that  the  subcontractor 
shall  for  and  in  the  st«ad  of  the  contractor  fulfill  and  perform  such 
part  of  said  principal  contract  as  is  hereinafter  set  forth ;  and 

"  Whereas  the  subcontractor  has  read  and  is  familiar  with  each 
and  every  part  of  said  contract,  and  the  respective  rights,  powers, 
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benefits,  and  liabilities  of  the  contractor  and  the  Government  there- 
under : 

"  Now,  THEREFORE,  THIS  coNTBACT  WITNESSETH.  That  in  Considera- 
tion of  the  premises  and  of  the  payments  to  be  made  as  hereinafter 
provided,  the  subcontractor  hereby  convenants  and  agrees  to  and 
with  the  contractor  as  follows: 

"  I.  The  subcontractor  shall  in  tlie  shortest  possible  time  furnish 
the  labor,  materials,  tools,  machineir,  equipment,  facilities,  and 
supplies  and  do  all  things  necessary  for  the  construction  and  com- 

{>letion  of  the  following  work:  Permanent  and  temporary  electric 
ighting  &  power." 

6.  Article  II  of  this  subcontract  reads  as  follows: 

"  In  the  performance  of  said  work  the  subcontractor  binds  himself 
to  the  contractor  and  to  the  United  States  of  America  to  comply 
fully  with  all  the  undertakings  and  obligations  of  the  contractor, 
excepting  such  as  do  not  apply  to  such  subcontractor's  work,  as  are 
set  forth  in  the  principal  contract  made  and  entered  into  on  the  2-2 
day  of  July,  1918,  by  and  between  the  contractor  and  the  United 
States  of  America.  Said  principal  contract  is  hereby  adopted  and 
made  a  part  of  this  contract,  and  a  copy  thereof  is  hereto  attached." 

7-  In  Article  III  of  the  subcontract  it  is  provided: 
"it  being  the  intent  and  purpose  of  the  parties  hereto,  except  as 
herein  expressly  provided,  to  place  the  contractor  in  the  same  posi- 
tion in  regard  to  this  contract  which  the  United  States  of  America 
occupies  in  the  principal  contract,  and  to  place  the  subcontractor 
in  the  same  position  in  regard  to  this  csontract  which  the  contractor 
occupies  in  said  principal  contract." 

8.  The  subcontract  is  in  the  usual  printed  form  prepared  by  the 
Government.  However,  before  it  was  signed,  Article  VI  was  altered 
by  Col,  E.  B.  Morden,  constructing  quartermaster  at  the  Philadel- 
phia quartermaster  terminal,  who  approved  the  subcontract  for  and 
on  behalf  of  the  United  States,  by  striking  out  the  following : 
"fixed  according  to  the  schedule  contained  in  Article  III  of  the  prin- 
cipal contract,  hereto  attached,  and  shall  not  exceed  the  fee  which, 
under  said  schedule,  would  be  allowed  the  contractor  for  the  work 
hereby  included,  if  said  work  had  been  done  under  a  direct  and 
separate  contract.  The  provisions  of  a  principal  contract  shall 
govern  the  manner  and  time  of  determining  the  amount  to  be  paid 
to  the  subcontractor  if  and  when  the  same  shall  have  been  deter- 
mined, allowed,  and  actually  paid  by  the  contracting  oflicer  to  the 
contractor  but  the  total  fee  to  the  subcontractor  hereunder  shall  not 

exceed  $ ." 

and  substituting  therefor  the  following: 

"fixed  according  to  the   following  schedule  except  as  hereinafter 

otherwise  provided: 

"  If  the  cost  of  the  work  is  $100,000  or  under,  5%. 

"  If  the  cost  of  the  work  is  over  $100,000  and  under  $111,000,  $5,000. 

"  If  the  cost  of  the  work  is  over  $111,000  and  under  $200,000,  4^%. 

"  If  the  cost  of  the  work  is  over  $200,000  and  under  $225,000,  $9,000. 

"  If  the  cost  of  the  work  is  over  $225,000  and  under  $300,000,  i%.    ■ 
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"  If  the  cost  of  the  work  is  over  $300,000  and  under  $342,000,  $12,000. 

"  If  the  cost  of  the  work  is  over  $342,000  and  under  $400,000. 3%. 

■'  If  the  cost  of  the  work  is  over  $400.000  and  under  $466,000,  $14,000. 

"  If  the  cost  of  the  work  is  over  $466,000  and  under  $500,000,  3%. 

"  If  the  cost  of  the  work  is  over  $500,000,  $15,000. 

"Any  buildings  required  to  house  electrical  apparatus  will  be  built 
by  the  general  contractor  and  the  cost  will  not  be  included  in  the 
cost  of  the  electrical  work  under  this  contract, 

"The  cost  of  materials  purchased  or  furnished  the  contracting 
officer  for  said  work,  exclusive  of  all  freight  charges  thereon,  shall 
be  included  in  the  cost  of  the  work  for  the  purpose  of  reckoning  such 
fee  to  the  subcontractor,  but  to  no  other  purposes. 

"  The  fee  for  reconstructing  and  replacing  any  of  the  work  de- 
stroyed or  damaged  shall  be  such  percentage  of  the  cost  thereof,  not 
exceeding  seven  (7^)  per  cent,  as  the  contracting  officer  may 
determine. 

"  The  total  fee  to  the  subcontractor  shall  in  no  event  exceed  the  sum 
of  fifteen  thousand  ($15,000)  dollars." 

This  alteration  was  with  the  full  knowledge  and  understanding  of 
all  parties  to  the  contract.  The  subcontract  does  not  contain  any 
clause  providing  for  or  authorizing  any  abandonment  or  curtailment 
of  the  work. 

9.  On  February  24,  1919,  the  Government  abandoned  or  curtailed 
the  work  on  two  of  the  piers,  and  the  prime  contractor,  Snare  &  Triest 
Co.,  in  turn,  curtailed  the  same  work  and  notified  the  subcontractors 
accordingly,  including  the  E,  S.  Downes  Co.  The  prime  contract 
and  the  subcontract  have  been  completed  by  performance  except  as 
to  so  much  of  the  work  as  was  abandoned,  and  the  E.  S,  Downes  Co. 
has  received  the  sum  of  $11,200  as  payment  in  full  in  accordance  with 
the  terms  of  the  subcontract  for  all  work  performed  and  this  claim  is 
for  the  difference  between  the  amount  so  received  and  the  maximum 
fee  of  $15,000  stipulated  in  the  subcontract. 

10.  The  prime  contract  contains  the  usual  clause  providing  for 
settlement  of  doubts  or  disputes  by  the  Secretary  of  War  as  to  the 
meaning  or  interpretation  of  anything  appearing  in  the  contract. 

11.  It  is  the  contention  of  claimant,  and  Mr.  Edgar  S.  Downes, 
president  of  the  E.  S.  Downes  Co.,  testified  that  at  the  time  of  the 
alteration  of  the  subcontract  by  Col.  Morden,  referred  to  in  para- 
graph 8  above,  the  question  of  the  work  going  to  completion  was  dis- 
cussed between  them  and  that  Col.  Morden  assured  him  that  the 
work  would  be  rushed  to  completion,  it  being  estimated  that  it 
would  take  approximately  eight  months  to  finish  it.  At  that  time 
no  one  had  any  idea  of  the  war  ending  as  soon  as  it  did.  During  the 
discussion,  extending  over  a  period  of  several  days,  Mr.  Downes 
testified  that  he  was  given  to  understand  by  Col.  Morden  that  in  case 
the  work  was  abandoned,  or  did  not  go  to  completion,  he  would  be 
compensated  for  all  work  performed  on  the  basis  of  the  schedule  of 
percentages  enumerated  in  Article  III  of  the  original  contract 
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"Mr.  Kebn.  So  that  n-hen  you  accepted  that  contract  on  those 
statements  you  believed  that  you  were  going  to  receive  a  fee  of 
:$15.000  for  the  work? 

"  Mr.  DowNES.  Yes,  sir ;  that  is  the  basis. 

"Mr.  Kern.  Had  you  known  or  believed  that  that  was  not  the 
fact,  would  you  have  accepted  that  contract? 

"  Mr.  DowNEs.  No,  sir. 

Col.  Morden  testified  that  there  was  a  lot  of  discus^on,  one  or  two 
prior  meetings,  as  to  what  would  happen  in  the  event  the  work  was 
suspended. 

"  I  simply,  to  close  this  discussion,  said  '  you  have  got  four  original 
■contract  to  fall  back  upon,'  is  about  the  way  I  remember  it," 

"  Maj.  Blackborn.  Did  you  make  any  direct  reference,  in  this  dis- 
■cusKon  with  Mr.  Downes,  to  the  effect  that  in  case  of  abandonment 
or  curtailment  he  would  be  paid  according  to  the  schedules  outlined 
in  Article  III  of  the  prime  contract? 

"  Mr,  MoRDEK.  I  do  not  know  that  I  did  in  that  many  words,  but. 
as  1  have  said  before,  I  undoubtedly  told  him — I  am  quite  sure  I 
-did — that  if  by  any  possibility  it  was  curtailed,  he  had  the  prime 
contract  to  fall  back  on.  I  do  not  know  what  my  exact  words  may 
have  been," 

The  attention  of  tiiis  witness  was  directed  to  the  eliminated  por- 
tion of  Article  VI  of  the  subcontract,  as  is  shown  in  paragraph  8 
above,  and  the  schedule  of  percentages  substituted  therefor,  and  he 
-was  asked: 

"Maj.  Blackburn.  If  it  had  been  the  intention  that  the  subcon- 
tractor should  have  been  settled  with  under  the  terms  of  the  prin- 
cipal contract,  would  you  explain  how  it  is  that  that  veiy  clause  was 
canceled  out  of  the  contract* 

"  Mr.  Morden,  As  I  remember  that  my  only  thought  at  that  time 
was  that  the  job  was  going  to  completion,  that  I  was  fixing  the  maxi- 
mum fee  that  could  be  made  on  the  completed  job,  and  that  I  was 
not  contemplating  any  curtailment  at  that  time," 

12.  In  developing  this  case  counsel  for  claimant  stated : 

"  You  are  confronted  here,  Major,  with  a  very  complicated  propo- 
sition. ■  ♦  •  •  You  are  confronted  here  with  a  situation  where  a 
man  is  asking  for  a  greater  compensation  for  not  completing  the 
amount  that  he  originially  intended  to  complete  than  be  would  hare 
received  had  the  entire  work  been  finished. 

*  *  '  «  •  *  *  M> 

"We  are  confronted  here  with  the  unusual  condition,  which  I  will 
explain  later,  of  a  man  receiving  more  for  not  completing  work  than 
he  would  have  been  entitled  to  receive  under  his  contract  if  the  work 
was  completed.    There  is  no  doubt  about  that.    It  is  an  unusual 

intiiat.inn.  ' 


1,  In  SO  far  as  the  work  called  for  in  the  subcontract  is  concerned, 
the  prime  contract  is  referred  to  and  adopted  "except  as  herein 
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expressly  provided."  The  subconti-act  expressly  eliminates  the 
schedule  of  percentages  as  provided  in  Article  III  of  the  prime  con- 
tract and  substitutes  in  lieu  thereof  an  entirely  different  scale  of 
percentages.  The  abandonment  clause  of  the  original  contract,  sub- 
stituting the  scale  of  percentages  set  ont  in  Article  VI  of  the  sub- 
contract, became  a  part  of  the  subcontrnct.  If,  as  contended  by 
claimant,  but  v^hich  we  do  not  concede,  the  abandonment  clause  of 
the  original  contract  (Article  VIII)  became  a  pait  of  the  subcon- 
tract, then  the  matter  of  settlement  referred  in  that  article  in  which 
reference  is«nade  to  the  schedule  of  percentages  set  out  in  Article  III 
must  be  considered  in  the  light  of  the  substituted  scale  of  percentages 
as  provided  in  Article  VI  of  the  subcontract.  The  work  which  this 
subcontractor  undertook  to  perform  constituted  a  very  small  portion 
of  the  entire  work  contemplated  in  the  original  contract.  In  such 
circumstances  it  would  be  manifestly  unfair  to  the  Government  to 
hold  that,  in  case  of  abandonment  of  the  work,  the  subcontractor 
should  be  settled  with  upon  the  same  scale  of  percentages  and  allow- 
ances as  the  prime  contractor.  The  subcontractor  is  chargeable  with 
knowledge,  and,  in  fact,  had  actual  notice  that  by  the  terms  of  the 
original  contract,  the  Government  expressly  reserved  the  right  to 
abandon  the  work  and  terminate  the  contract  when  deemed  advisable 
in  the  opinion  of  the  contracting  officer  and  no  representation  or 
promise  by  the  constructing  quartermaster  to  the  contrarj'  could 
change  or  alter  the  prime  contract  in  this  respect.  If  the  subcon- 
tractor regarded  the  matter  of  abandonment  of  the  work,  and,  in  such 
event,  the  schedules  of  compensation  as  provided  in  Article  III  of 
the  original  contract,  of  such  vital  importance  that  it  would  not  hare 
entered  into  the  subcontract  if  it  had  not  so  understood  the  trans- 
action, it  should  have  insisted  and  required  that  a  stipulation  to 
that  effect  be  incorporated  in  the  subcontract.  The  stability  and 
sacredness  of  signed  written  instruments  would  receive  a  great  shock, 
if  not  total  destruction,  if  evidence  of  the  nature  here  produced  is  to 
be  accepted  as  adding  to,  altering,  or  varying  the  written  contract. 
Furthermore  this  Board  is  thoroughly  committed  to  the  recognized 
sound  legal  proposition  that,  in  the  absence  of  fraud,  all  prior  negotia- 
tions and  understandings  are  merged  into  the  subsequent  written 
contract.  AVhatever  discussion  and  oral  negotiations  may  have 
occurred  between  Mr.  Downes  and  Col,  Morden,  the  subsequent  signed 
contract  of  September  16,  1918,  represents  the  final  meeting  of  the 
minds  of  the  parties. 

2.  We  are  not  convinced  of  any  substantial  difference,  except  as 
to  the  character  of  work,  between  the  subcontract  in  the  instant  case 
and  the  subcontracts  for  plumbing  and  heating  offered  in  evidence 
by  this  same  prime  contractor,  Snare  &  Tries*  Co.,  case  No.  2611, 
and  in  which  this  Board  denied  the  subcontractor's  relief.    On  ap- 
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peni  to  tlie  Secretary  of  War,  the  decision  in  that  case  was  aflinned 
June  29, 1920.    (Vol.  v,  pt.  3,  p.  46,  these  decisions.) 

3.  It  was  stated  by  counsel  for  claimant  at  the  hearing  that  the 
position  of  the  subcontractor  here  was  that  "of  a  man  receiving 
more  for  not  completing  work  than  he  would  have  been  entitled  to 
i-eceive  under  his  xwntract  if  the  work  was  completed."  We  are 
unable  to  view  with  favor  a  proposition  seeking  relief  based  upon 
such  a  pHnciple.  The  E.  S.  Downs  Co.,  the  real  claimant,  has  been 
paid  in  full  for  all  work  performed  by  it  in  accordance  with  the  pro- 
visions of  its  contract.  The  Appeal  Section  is,  therefore,  of  the 
opinion  that  claimant  is  not  entitled  to  relief,  and  the  decision  of  the 
Construction  Division  is  accordingly  affirmed. 

DISPOSITION. 

The  usual  order  denying  relief  will  be  issued. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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January  25,  1921. 
Case  No.  2296. 

In  re  CLAIM  07  WXST  OOABT  8HIFBim.DIir6  CO. 

1.  JUKISDIOTIOH— FOBJUL  COIH'AACT  TEXKUTAIED  BT  CABCKLLAIIOI.— 
The  keretary  of  War  li  withant  Jnriidlation  to  Kraut  relief  where  a 
formal  oontraot  has  been  termliLateil  by  the  United  States  by  aanoellatlon. 

S.  AWAKD  OOHBTITUTES  AOEEEWSITT.— Where  claimant  was  notifled  of  ul 
award  of  a  oontraot  there  wai  an  agreement  within  the  tenni  of  the 
act  of  Haroh  2,  191B,  even  thoog-h  the  award  was  "  reToked  "  without  the 
contract  haTlng  been  signed  by  the  ITnlted  States. 

3.  BEEACH  OF  FOEXAL  COHTBACT.— The  failnie  of  claimant  to  furnish  a  per- 

formance bond  ai  required  by  a  formal  contract  constituted  snoh  a  breaob 
of  the  oontraot  as  avthorlied  the  United  State*  to  terminate  the  ootttraet 
by  cancellation. 

4.  WAIVEK  BY  aOYBRNHEHI  OF  BEEACH  BT  CLAIlLUrT.—The  duty  In  the 

first  instance  derolTis^  npon  claimant  to  furnish  a  bond,  the  fact  that  per- 
formance of  a  contract  inTolTlnp  ezpendltniea  and  Ilabllltlei  was  oom- 
menced  withont  giTlng  the  bond  and  with  the  knowledge  of  the  United 
States  does  not  oonstitnte  a  walTcr  of  the  right  of  the  Oovemment  there- 
after to  insist  npoa  the  bond  being  glTCa  and  to  cancel  the  contract  tor 
fallnre  or  refusal  to  do  so. 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT. 

The  Board  finds  the  followinfj  to  be  the  facts : 

1.  On  June  19,  1920,  the  Board  of  Contract  Adjustment  rendered 
a  decision  in  this  case  in  which  relief  was  denied  claimant  on  the 
theory  that  the  claim  was  presented  under  (1.  O.  103,  War  Depart- 
ment, 1918,  and  was  based  upon  formally  executed  contracts  whicli 
had  been  terminated  by  cancellation  or  by  breach,  and  for  that  reason 
the  Board  was  witliout  jurisdiction  in  the  premises.  Mr.  Hunt,  who 
conducted  the  hearing,  having  resigned  from  tlie  Board,  the  file  and 
all  papeis  in  the  case  were  delivered  to  Mr,  Theodore  Eaton,  whp 
prepared  the  decision. 

2.  A  rehearing  was  granted  in  order  that  opportunity  might  be 
afforded  claimant  to  offer  additional  evidence  and  secure  the  testimony 
of  Gen.  George  W.  Goethals.  In  its  petition  for  rehearing  claimant 
requested  that  the  claim  of  the  Warcrete  Shipbuilding  Co.,  No.  342, 
be  consolidated  and  considered  with  the  instant  case,  that  company 
being  in  the  status  of  a  subcontractor  of  claimant.    Except  as  herein 
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corrected  and  modified,  the  fonner  findings  of  fact  and  decision  of 
the  Board  of  Contract  Adjustment  are  approved  and  adopted  as  the 
findings  and  decision  of  the  Appeal  Section,  War  Department  Claims 
Board,  on  this  hearing. 

3.  Claimant  received  an  award  from  the  United  States  for  the  con- 
struction of  14  reinforced- con  Crete  river  boats  in  words  as  follows : 

JnLT  1,  1918. 
From :  Chief  of  Embarkation  Service. 
To :  West  Coast  Shipbuilding  Co.,  Everett,  AVash. 
Subject :  Construction  of  river  vessels. 

1.  In  connection  with  bids  submitted  by  you  under  date  of  June  25, 
1918,  be  informed  that  approval  has  been  granted  for  awarding  you 
contracts  to  construct  fourteen  (14)  reen forced-concrete  vessels, 
designs  of  which  will  be  approved  by  this  office.  Seven  (7)  of  these 
vessels  to  be  built  at  your  yards  in  Everett,  Washington,  and  seven  (7) 
nt  Wilmington,  X,  C.  The  vessels  built  on  the  west  coast  to  be  pro- 
pelled by  twin  distillate  engines  as  specified,  and  those  on  the  east 
coast  by  twin-screw  steam  engines.  All  machinery  for  proposed  in- 
stallations to  be  approved  by  this  office.  Contract  will  be  closed 
through  the  depot  quartermaster,  Seattle,  Washington,  who  will 
act  as  contracting  officer.  Proper  bond  as  specified  should  be  entered 
into  by  your  firm  upon  entering  into  contract. 

By  authority  of  the  Chief  of  Embarkation  Service. 

AV.  R.  Bettison, 
Lt.  Col,  C.  A.  N.  A.,  AasUtant. 

4.  Following  this  award,  two  certain  contracts,  each  bearing  date 
Jime  29,  1918,  were  prepared  by  the  Government  for  the  construc- 
tion of  the  boats.  They  were  not  executed,  however,  until  August, 
1918.  Under  date  August  6,  1918,  Lieut.  Col.  K.  J.  Hampton, 
Q.  M.  C,  depot  quartermaster.  Southeastern  Department,  Charles- 
ton, S.  C,  addressed  a  letter  to  the  Chief  of  Embarkation  Service, 
Washington,  D.  C,  paragraph  1  of  which  letter  reads  as  follows: 

"  1.  Reference  letter  Chief  of  Embarkation,  file  WT-561.4  (130- 
foot  river  boats),  dated  July  24, 1918,  this  office  has  this  day  entered 
into  a  contract  with  the  West  Coast  Shipbuilding  Co.,  of"^  Everett, 
Wash.,  and  Wilmington,  N.  C,  for  the  construction  of  seven  130-foot 
reinforced  concrete  vessels  at  a  cost  of  $132,577  each." 

The  contract  referred  to  in  this  letter  is  formally  executed,  being 
signed  "K.  J.  Hampton,  Lt.  Col.,  Q.  M.  Corps,  U.  S.  Army," 
and  "West  Coast  Shipbuilding  Co.,  by  H.  B.  Spear,  president." 
It  is  provided  in  paragraph  5  of  this  contract  that  "  payments  will 
be  made  monthly,  as  a  rule,  upon  bills  to  be  rendered  by  the  con- 
tractor"; and  in  paragraph  1  there  appears  a  stipulation  "that 
payment  shall  be  made  in  accordance  with  instructions  from  the 
supervising  engineer  of  the  water  transport  branch  of  the  Embarka- 
tion Service";  and  the  further  stipulation  that  "  it  is  understood  that 
construction  of  the  vessels  hereinbefore  mentioned  was  commenced 
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on  June  29,  1918."  This  document  -will  be  designated  and  referred 
to  as  the  Wilmington,  N.  C,  contract  The  contract  provides  for  the 
deliTery  of  these  seven  vessels  in  accordance  with  the  following 
schedule : 

First  vessel  on  the  1st  day  of  January,  1919. 
Second  vessel  on  the  1st  day  of  January,  1919. 
Third  vessel  on  the  let  day  of  P'ebruary,  1919. 
P"ourth  vessel  on  the  1st  day  of  February,  1919. 
Fifth  vessel  on  the  1st  day  of  April,  1919. 
Sixth  vessel  on  the  1st  day  of  April,  1919, 
Seventh  vessel  on  the  1st  day  of  June,  1919. 

5.  It  was  agreed  at  the  hearing  between  tlie  Government  attorney 
and  the  counsel  for  claimant  that  all  of  the  testimony  and  evidence 
offered  on  the  former  hearing  and  on  the  hearing  in  the  Warcrete 
Shipbuilding  Co.  Case  \o.  342  should  be  considered  and  treated  as 
having  been  regularly  offered  in  evidence  on  this  hearing. 

6.  A  contract  similar  to  the  one  described  in  paragraph  5.  excciit 
it  contained  no  clause  as  to  payments  being  made  on  instructions 
from  the  supervising  engineer,  was  prepared  in  the  office  of  the 
depot  quartermaster  at  Seattle,  Wash.  This  document  called  for 
the  construction  of  seven  of  the  vessels  at  Everett,  State  of  Wash- 
ington, and  was  signed  about  August  9,  1918,  by  the  "  West  Coast 
Shipbuilding  Co.,  by  J.  B,  McCoy,  vice  president,"  but  was  never 
signed  by  the  United  States  or  by  anyone  authorized  to  bind  the 
United  States.  This  document  will  be  designated  and  referred  to  as 
the  Everett,  Wash.,  contract. 

7.  Immediately  after  receiving  the  notice  of  July  1,  1918,  that 
claimant  had  been  awarded  a  contract  for  the  construction  of  the 
14  boats,  Mr.  H.  B.  Spear,  president  of  claimant  company,  went  to 
New  York  and  completed  an  arrangement  with  the  Globe  Indemnity 
Co.  to  make  the  performance  bond  required  by  the  Government  of 
claimant  upon  the  execution  of  the  contracts. 

8.  The  need  of  these  vessels  by  the  War  Department  was  urgent. 
Acting  under  directions  of  Maj.  Van  Vleck,  Maj.  McCrary,  and  Col. 
Bettison,  all  of  the  Embarkation  Service,  claimant  did  not  wait  for 
the  execution  of  any  formal  contract,  but  immediately  started  work, 
after  receiving  notice  of  the  award,  and  made  commitments  and 
incurred  expenses  upon  the  faith  of  same  and  in  furtherance  of 
the  construction  of  the  vessels. 

9.  About  this  time  the  United  States  Shipping  Board  took  cog- 
nizance of  this  War  Department  contract  for  the  construction  of 
boats  and  then  followed  the  controversy  between  the  Shipfung 
Board  and  the  War  Department,  in  which  the  Shipping  Board  held 
to  the  view  that  that  board  should  have  exclusive  right  over  the 
shipbuilding  program   for  the  Government,  and  the  control  over 
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the  labor  situation  and  materials  ior  that  purpose.  The  press  of 
the  country  kept  the  public  informed  of  this  situation  between  Gen. 
Goethals,  Quartermaster  General  of  the  Army,  and  the  Shipping 
Board,  of  which  Mr.  Hurley  at  tliat  time  was  chairman.  On  this 
phase  of  the  case  certain  excerpts  from  the  testimony  are  deemed 
pertinent.  Maj.  Frank  Van  Vleck,  supervising  marine  engineer, 
testified  as  follows: 

"As  soon  as  the  contract  was  officially  awarded  the  question  of 
the  bond  came  up  and  their  difficulties  began.  Shortly  thereafter — I 
think  it  was  only  a  week  or  two — the  Shipping  Board  jumped  into 
the  game  and  declared  that  the  West  Coast  Co.  could  not  proceed 
with  the  Antracts  because  they  would  be  denied  priority  of  steel  and 
material,  and  the  Shipping  Board  themselves  took  the  thing  in  hand 
and  closed  the  Everett  (Wash.)  yard  up,  putting  a  United  States 
marshal  in  the  plant  without  any  information  to  the  War  Depart- 
ment, which  greatly  displeased  Gen.  Hines  and  especially  Gen. 
Goethals.  . 

"  Mr.  Hdnt.  The  Everett  yard  Ijelonged  to  tlie  West  Coast  Co.  ? 

"Maj.  Van  Vu:ck.  Yes.  And  the  result  of  that  was  their  diffi- 
culties with  the  bond  were  abnormally  increased.  Along  about  that 
same  time  the  other  contractors — some  of  them  were  more  or  less  in 
the  same  shape — had  diificulties  with  their  bonds.  So  it  did  not 
apply  entirely  to  this  one  corporation.  We  did  not  know  which  of 
the  corporations  would  pull  through,  whether  any  of  them  would; 
hut  in  the  meantime,  while  this  matter  of  the  bond  was  being  agi- 
tated back  and  forth  and  the  bonding  companies  were  expressing 
their  doubt  about  the  advisability  of  taking  it,  why  the  representa- 
tives of  the  Warcrete  Co.;  whien  had  not  then  lieen  formed,  Mr. 
Darling  and  his  representatives  appeared. 

"Mr.  Hunt.  I  understand  that  they  (the  Shipping  Board)  not 
only  did  not  assist  you  in  getting  these  ships  built,  but  actually 
obstructed  you  to  a  certain  extent  ? 

"  Maj.  Van  Vleck.  Yes. 

"  Mr.  Hunt.  You  gave  them  to  understand  that  the  energy  of  your 
department  would  b«  directed  toward  getting  the  Shipping  Board 
to  consent  and  perhaps  assist  in  the  accomplishment  or  your  pro- 
gram? 

"Maj,  Van  Vleck.  No;  we  did  not  at  any  time  vouchsafe  to  use 
our  influence  on  the  Shipping  Board,  because  we  knew  it  would  be 


"Mr.  Hunt.  Well,  at  any  rate,  you  gave  them  to  understand  that 
the  policy  of  your  department  was  to  get  these  ships  built? 
"Maj.  Van  VLECK.  Yes." 

"Mr.  Hunt.  Suppose  the  West  Coast  Co.  had  furnished  the 
bond  and  had  attempted  to  perform,  do  you  think  they  would  have 
fcucceeded  in  performance,  1  mean  in  substantial  performance,  in 
view  of  the  position  of  the  Shipping  Board  and  the  difficulty  about 
priorities,  etc.,  or  is  that  a  too  speculative  question  ?     You  must  have 
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believed  at  the  time  that  there  was  a  chance  that  the  West  Coast 
Co.  could  ha^e  performed  if  the  bond  could  be  secured ? 

"Maj.  Van  Vleck.  Under  normal  conditions,  without  that  origi- 
niil  opposition  of  the  Shipping  Board,  I  think  they  would  have 
gotten  through. 

■  "  Mr.  Hunt.  Assuming  the  opposition  of  the  Shipping  Board, 
how  about  it  then? 

"Maj.  Van  Vleck.  They  made  it  very  dubious,  but  with  good 
financial  backing  I  think  even  then  they  would  have  gotten  through. 

"  ilr.  Hunt.  Both  you  and  Gen.  Goethals  knew  their  situation, 
that  their  principal  contractors  had  not  furnished  a  bond,  that  there 
was  doubt  whether  they  could  furnish  a  bond,  and  that  th#Shipping 
Board  was  violently  opposed  to  their  succeeding  in  this  contract; 
you  knew  all  that? 

"Maj.  Van  Vleck.  Yes. 

"ilr.  Hunt.  Gen.  Goethals  knew  it  all! 

'■Maj,  Van  Vleck,  Yes." 

It  was  Gen.  Goethals's  desire  not  to  in  any  way  interfere  or  com- 
pete with  the  pi-ogram  of  the  Shipping  Boards  or  to  use  labor  and 
materials  which  the  Shipping  Board  claimed  they  should  have  the 
prior  right  to  in  its  shipbuilding  program.  Accordingly,  he  wel- 
comed and  encouraged  new  contractors,  who  had  never  before  bid 
on  this  class  of  work,  to  submit  bids  on  these  vessels. 

10.  Due  to  this  controversy  between  the  Shipping  Board  and  the 
War  Department,  in  which  the  views  of  the  Shipping  Board  ap- 
parently prevailed,  the  citizens  of  Everett  who  were  backing  claim- 
ant in  the  project,  and  the  Globe  Indemnity  Co,,  became  leery  of 
the  ability  of  claimaint  to  complete  its  contract  and  declined  to 
carry  out  the  prior  arrangement  relative  to  making  the  performance 
bond  for  claimant. 

11.  In  the  meantime  the  Government  was  urging  claimant  to  keep 
the  work  going,  knowing  that  claimant  had  been  unable  to  make  the 
performance  bond  required  in  the  proposal  for  the  construction  of 
the  ships. 

"  Mr.  Hunt.  Well,  at  any  rate  you  gave  them  to  understand  that 
the  policy  of  your  department  was  to  get  these  ships  built? 

"Maj.  Van  Vleck.  Yes. 

"Mr.  Hunt.  Am  I  to  understand  that  you  reported  the  situation 
of  the  Eckert  crowd  and  the  West  Coast  Co.  at  the  time  to  Gen. 
Goethals  with  regard  to  the  construction  of  these  ships? 

"  Maj.  Van  Vleck.  Yes;  he  was  advised. 

"  Mr.  Hunt.  You  acqiiainted  him  with  the  situation? 

"Maj.  Van  Vleck.  Yes. 

"  Mr.  Hunt.  Did  he  give  you  any  instructions  as  to  what  to  do  in 
the  matter  ? 

"Maj.  Van  Vleck.  Yes;  the  general  policy;  yes 

"  Mr.  HtJNT.  What  were  his  instructions  ? 

"  Maj.  Van  Vleck.  To  urge  the  work  to  proceed.         -  ■ 
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"Mr.  Hdnt.  And  Gen.  Goetlials,  too,  directed  that  the  work  be 
pushed! 
"  Maj.  Van  Vleck.  Yes." 

Under  date  September  9, 1918,  Gen.  Frank  T.  Hines.  Chief  of  Em- 
barkation, addressed  a  letter  to  the  depot  quartermaster  a,t  Seattle, 
paragraph  3  of  which  reads  as  follows : 
"(3).  This  bond  delay  should  not  allow  the  work  to  lag." 
12.  The  Government  was  fully  aware  from  the  early  stages  of  the 
transaction  that  claimant  was  incurring  expenses,  making  commit- 
ments and  entering  into  subcontracts  with  various  business  concerns 
for  the  performance  of  the  work,  and  approved  such  action.  On 
July  13, 1918,  Mr.  Spear  wrote  to  Maj.  Van  Vleck  as  follows : 

"Enclosed  find  list  of  engine  awards  and  copy  of  contract  with 
various  engine  manufacturers,  which  I  hope  will  meet  with  your 
approval." 

In  reply  to  this  letter  the  Chief  of  Embarkation,  on  July  31,  1018, 
wrote  claimant  as  follows: 

"Replying  to  your  letter  of  July  13,  inclosing  list  of  engine  manu- 
facturers, contracts  are  approved  and  the  detailed  plans  and  speci- 
fications for  all  machinery  should  be  forwarded  to  this  office  through 
the  contracting  officers  for  approval."  • 

On  July  18, 1918,  the  Chief  of  Embarkation  wrote  the  depot  quar- 
termaster, Western  Department,  as  follows: 

"This  office  is  sending  you  under  separate  cover  five  (5)  copies  of 
plans  and  specifications  of  river  steamers,  seven  (J)  of  which  were 
recently  contracted  for  with  the  West  Coast  Shipbuilding  Co.  of 
Everett,  Wash.  These  plans  and  specifications  are  intended  for  your 
own  files,  and,  in  addition,  this  office  is  mailing  ten  (10)  copies  to  the 
depot  quartermaster  at  Seattle." 

On  August  6,  1918.  Gen.  Hines,  Chief  of  Embarkation,  wired  the 
Stetson  Machine  Worts  as  follows : 

"Additional  set  machinery  plans  mailed  special  delivery.  Shaft- 
ing links  should  suit  the  one  hundred  thirty-foot  steamers,  building 
at  West  Coast  Shipbuilding  Co.  Payments  on  contracts  are  not 
made  under  the  Shipping  Board  plan.  Your  agreement  with  West 
Coast  Co,  should  be  in  accordance  with  our  system  of  payments. 
Hatter  lies  with  you  and  the  West  Coast  Co." 

On  August  22, 1918,  the  Union  Iron  Works  wrote  the  Chief  of  Em- 
barkation as  follows : 

"  On  account  of  the  long  delivery  required  for  United  States  me- 
tellic  packing,  as  specified,  we  ask  your  approval  on  France  metallic 
packing,  which  we  can  obtain  in  such  time  as  not  to  interfere  with 
our  schedule  of  delivery." 
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In  reply  to  this  letter  the  Chief  of  Embarkation  wrote  the  TTnion 
Iron  Works,  under  date  of  September  19, 1918,  as  follows : 

"  Relying  to  your  letter  of  August  22,  you  are  Informed  that  the 
use  of  French  metallic  packing  instead  of  United  States  packing  in 
the  compound  engines  oeing  built  by  your  firm  for  this  office,  is 
hereby  approved." 

Under  date  of  September  10,  1918,  the  Chief  of  Embarkation 
wrote  the  West  Coast  Shipbuilding  Co.  as  follows : 

"  1.  This  office  is  forwarding  you  one  blueprint  No,  1-199A  *  Stack 
for  130-foot  Kiver  Steamers,'  forwarded  to  us  by  the  Union  Iron 
Works,  Hoboken,  X.  J.  This  plan  is  appro^-ed,  with  the  exception  of 
the  notations  thereon. 

"  2.  This  office  calls  your  attention  to  the  fact  that  all  plans  from 
the  subcontractors  should  be  handled  by  your  office  and  forwarded 
to  this  office  by  you.  This  office  prefers  not  to  recognize  any  sub- 
contractors," 

On  September  12. 191S.  Maj.  McCrary,  of  tlie  Embarkation  Service, 
wrote  to  claimant  as  follows: 

'"1.  lieferrinir  to  your  letter  of  August  5,  191H,  you  are  hereby 
informed  that  the  installation  of  refrigernting  machines  on  the  rivor 
steamers  being  constructed  by  your  company  is  disapproved,  and 
that  a  standard  commercial  ice  box  should  be  ordered  in  conjunction 
with  the  furniture  of  these  vessels  for  installation." 

Under  date  of  September  23.  1918.  Maj,  Van  Vleck  addressed  a 
letter  to  the  War  Industries  Board  asking  for  priorities  for  claimant, 
as  follows: 

"  1.  It  is  requested  that  arrangements  be-  made  for  issuing  priority 
to  the  Standard  Gas  Engine  Co.,  Oakland.  Calif.,  through  their  rep- 
refentativc,  Mr.  Cameron,  on  material  for  subcontract  for  contract 
No.  194,  Q.  M.  C,  dated  June  20,  1918,  Great  Xorthcm  Shipbuilding 
Co..  65  tons  of  pig  and  70  tons  of  scnip  iron. 

'•2.  The  subcontract  for  contract  No,  152,  Q,  M,  C,  dated  June 
29,  1918,  West  Coast  Shipbuilding  Co.,  of  Everett.  Wash..  75  tons 
of  pig  and  90  tons  of  scrap  iron. 

"3.  These  materials  are  for  construction  of  engines  to  he  installed 
in  ves.sels  building  for  the  War  Department,  ami  are  urgently  re- 
quired as  a  war  iiecessitj'. 

■'4.  P-arly  action  in  this  mutter  is  solicited." 

On  November  16,  1918.  the  Standard  Gas  Engine  Co,  wrote  the 
Cliicf  of  Embarkation  us  follows: 

'"The  West  Coast  Shipbuilding  Co..  of  Everett,  Wash.,  placed  an 
order  with  il?  for  five  twin  sets  of  main  propelling  engines,  each 
engine  of  300  horsejjower;  seven  special  electric  service  engines  of 
30  horsepower,  for  direct  connection  to  generators,  and  7  horsepower 
stationary  engines  for  direct  connection  to  pump.  These  orders 
total  $206,115. 

"  Before  accepting  this  order  we  received  confirmation  of  the  fact 
that  the  contract  had  been  entered  into  between  depot  quartermaster 
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at  Seattle  and  West  Coast  Shipbuilding  Co.,  and  were  assured  by 
the  engineering  department  of  the  water  transport  branch  that  we 
were  safe  in  proceeding  with  this  work. 

"  Seeing  it  reported  in  the  press  that  there  was  controversy  be- 
tween the  War  Dcpailment  and  the  Sliipping  Board  over  the  liiiild- 
ing  of  these  vessels,  we  again  took  the  matter  up  with  the  engineer- 
ing department  of  the  water  transport  branch  and  were  again  as- 
sured that  we  were  safe  in  continuing,  and  at  this  time  were  advised 
that  these  vessels  were  provided  for  by  act  of  Congress  and  that  it 
would  take  an  act  of  Congress  to  prevent  their  being  built    •    *    *." 

13,  During  this  entire  period  the  Government  was  aware  that 
claimant  had  not  executed  a  performance  bond.  Under  date  of 
October  14,  1918,  Col.  Bettison,  of  the  Office  of  the  Chief  of  Em- 
barkation, wrote  a  letter  to  Mr.  Spear,  president  of  claimant,  para- 
graphs 1  and  2  of  which  read,  as  follows : 

"  1,  For  your  information  it  can  be  stated  that  the  department 
has  consented  to  reduce  the  amount  of  bonds  required  on  recent 
shipbuilding  contracts  from  TiO  to  '20  per  cent. 

"2.  In  view  of  the  fact  that  your  company  was  awarded  contracts 
for  the  building  of  14  river  steamers,  and  that  up  to  the  present 
time,  after  the  lapse  of  more  than  thi-ee  months,  your  company  has 
failed  to  execute  any  bond,  it,  therefore,  is  required  that  a  bond 
shall  b©  duly  filed  within  ten  days  from  this  date,  or  the  contract 
heretofore  awarded  will  be  annulled." 

On  the  next  day,  October  15, 1918,  Col.  Bettison  wrote  to  claimant 
as  follows: 

"  1.  Confirming  conversation  had  by  Mr.  Spear  with  Gen.  Hines, 
14  October,  1918,  you  are  hereby  informed  that  the  bond  for  the 
contract  of  the  West  Coast  Shipbuilding  Co.  for  the  construction 
of  said  130-foot  river  steamers  at  Everett,  Wash.,  and  said  130-foot 
steamers  at  Wilmington,  N.  C,  must  be  completed  by  October  24, 
1918. 

"2.  The  amount  of  this  bond  is  hereby  decreased  from  50  to  33^ 
per  cent  of  your  total  contract." 

Under  date  October  28,  1918,  Gen.  Goethals  wrote  Mr.  Spear  in 
part  as  follows : 

"I  beg  to  inform  you  that  it  will  not  be  possible  under  the  con- 
ditions of  your  proposal  and  the  existing  law  and  regulations  gov- 
erning contracts  to  undertake  any  modifications  of  the  terms  of  the 
proposal  until  you  have  completed  action  with  reference  to  your 
contract;  that  is,  the  execution  of  the  contract  in  accordance  with 
the  terms  of  the  proposal  and  the  filing  of  a  suitable  bond  in  con- 
nection therewith. 

"  It  is  understood  that  you  are  to  advise  this  office  on  the  30th 
instant  definitely  whether  you  will  be  able  to  execute  the  contract 
for  the  work  awarded  you,  and  file  in  connection  therewith  a  bond  as 
called  for  in  the  terms  of  the  award. 

"Please  acknowledge  receipt  of  this  communication  at  your 
earliest  convenience." 
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Under  date  October  31,  1918,  Gen.  Goethals  undertook  to  revoke 
the  award  for  the  construction  of  these  vessels  by  letter  addressed 
to  claimant  as  follows: 

'1.  In  connection  with  the  award  of  your  company  of  June  29, 
1918,  for  the  construction  of  14  reinforced  concrete  river  steamers 
in  accordance  with  bids  submitted  by  you  under  date  of  June  2i, 
1918,  which  award  you  were  formally  notified  of  by  letter  from  this 
office  dated  July  1,  1918,  you  are  hereby  informed  that  the  award  for 
the  construction  of  these  vessels  by  the  West  Coast  Shipbuilding 
Co.  is  hereby  revoked. 

"  2.  You  are  also  informed  that  since  j'oii  have  not  entered  into 
contract  for  the  construction  of  the  above  boats  as  agreed,  the  bond 
submitted  with  your  bid  is  hereby  declared  forfeited. 

"3,  The  provisions  upon  which  the  above  actions  were  based  are 
included  in  the  circular  proposal  and  specifications  for  the  construc- 
tion and  complete  equipment  of  130-foot  steel  and  reinforced  con- 
crete river  steamers,  which  were  furnished  you,  and  are.  as  follows: 
'  That  if  the  proposals  be  accepted  within  sixty  days  from  date  of 
opening  of  bids,  bidder  will  within  ten  days  after  notification  of  ac- 
ceptance enter  into  formal  contract  and  give  bond  with  good  and 
sufficient  sureties  for  the  faithful  performance  of  the  same.'" 

This  action  on  the  part  of  Gen.  Goethals  met  with  very  strong 
protest  from  Mr.  Spear,  president  of  claimant.  He  at  no  time  ac- 
cepted or  acquiesced  in  any  cancellation  either  of  the  award  or  of 
the  formally  executed  contract,  but,  on  the  contrary,  desired  to 
proceed  with  the  work  and  requested  further  time  in  which  to  ax- 
range  for  and  make  the  required  bond;  which  request  was  denied. 

DECISION. 

1.  It  is  deemed  expedient  to  consider  that  portion  of  the  claim 
based  upon  the  formally  executed  contract,  the  Charleston  contract, 
separate  and  apart  from  that  portion  arising  under  the  act  of  March 
2,  1919. 

CLAIM  ■UKDEE  G.  O.    103,   W.  D.,   1918. 

2.  It  is  to  be  observed  that  in  the  circular  proposal  and  the  award 
issued  by  the  Government,  a  performance  bond  was  required  to  be 
given  by  the  successful  bidder  upon  the  contract  being  entered  into. 
This  requirement  became  a  substantive  part  of  the  contract  and  was 
made  so  by  the  terms  of  the  contract  itself  in  the  following  language: 

"That  the  parties  do  hereby  mutually  covenant  and  agree  to  and 
with  each  other,  referring  to  an^'  advertisement,  circular  to  bidders, 
specifications,  etc.,  hereto  attached  or  referred  to  herein,  or  pertain- 
ing hereto,  and  which,  so  far  as  they  are  applicable,  form  a  part  of 
this  contract     *     *     *." 

The  failure  of  the  claimant  to  make  this  bond  constituted  a  breach 
of  the  contract,  which  would  authorize  the  United  States  to  termiiuite 
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the  same  by  rescission  or  cancellation.  It  has  been  held  by  this  Board, 
and  it  is  a  well-recognized  legal  principle,  that  one  party  to  a 
contract,  in  the  absence  of  fraud,  accident,  or  mistake,  may  not  re- 
scind or  cancel  the  contract  without  the  consent  or  acquiescence  of 
the  other  party.  Mr.  Black,  in  his  work  on  "  Rescissions  and  Cancel* 
lations."  at  page  21,  states  the  pI^^position  in  this  language: 

"  It  is  a  general  rule  that  a  contract  properly  entered  into  by  com- 
petent parties  and  founded  upon  a  consideration,  and  which  one  of 
the  parties  is  able  and  willing  to  perform,  can  not  be  rescinded  by 
the  other,  unless  he  is  able  to  show  the  existence  of  some  weil-recog- 
nized  title  to  equitable  relief,  such  as  fraud,  mistake,  or  duress. 
The  homely  proverb  teaches  that  'it  takes  two  to  make  a  bargain.' 
This  is  both  good  sense  and  good  law.  And  the  converse  is  equally 
good  law  that '  it  takes  two  to  undo  a  bargain,  once  properly  made.'^' 

This  rule,  however,  does  not  obtain  where  the  one  party  has  first 
breached  the  contract  and  the  cancellation  by  the  other  is  based 
upon  that  breach. 

3,  But  it  is  earnestly  insisted  by  counsel  for  claimant  in  a  most 
able  and  elaborate  brief  that  the  United  States  waived  the  making 
of  the  performance  bond  by  claimant  and  is  now  estopped  from  as- 
serting the  right  of  terminating  the  contract  by  cancellation  due 
to  any  breach  by  claimant  based  upon  a  failure  to  make  the  bond. 
In  the  support  of  this  contention,  it  is  pointed  out  that  the  time  when 
the  Government  was  called  upon  to  speak  and  demand  the  bond 
was  when  the  contract  was  signed,  August  6,  1918,  as  the  proposal 
and  award  each  stipulated  that  the  bond  should  be  given  upon  enter- 
ing into  the  contract.  It  is  urged  that  a  waiver  of  the  bond  was  ef- 
fected by  the  Government  urging  and,  in  fact,  direrting  claimant  to 
proceed  with  the  preparation  of  plans  and  specifications  and  con- 
struction immediately  after  being  notified  of  the  award  and  by  the 
further  acts  and  conduct  of  the  Government  officers  as  set  forth  in 
the  findings  of  fact.  It  is  argued  with  much  force  that  the 
Government  may  not  stand  by'and  urge,  or  even  permit,  claimant 
to  proceed  in  the  performance  of  its  obligations  under  the  contract 
involving  the  expenditure  of  labor  and  money,  knowing  that  a  per- 
formance bond  had  not  been  given,  and  thereafter  elect  to  cancel 
the  contract  for  failure  to  give  the  bond,  which  failure,  it  is  claimed, 
is  due  largely,  if  not  entirely,  to  the  controversy  between  the  United 
States  Shipping  Board  and  the  War  Department  as  to  the  control 
of  labor  and  materials,  and  the  subsequent  taking  possession  of  and 
closing  claimant's  Everett  plant  by  the  Shipping  Board,  as  testified 
to  by  Maj.  Van  Vleck.  It  is  noted  that  while  the  contract  was  exe- 
cuted on  August  6,  1918,  the  understanding  is  set  forth  therein  that 
"  construction  of  the  vessels  hereinabove  mentioned  was  commenced 
on  June  29, 1918." 
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4.  After  a  careful  consideration  of  the  entire  case,  we  are  of  the 
opinion,  in  view  of  the  fact  that  the  duty  in  the  first  instance  de- 
volved upon  claimant  to  furnish  a  bond  when  the  contract  was  exe- 
cuted, its  failure  to  do  so  was  such  a  breach  as  authorized  the  United 
States  thereafter  to  terminate  th*;  contract  by  cancellation.  The  ex- 
tension of  the  time  for  making  the'bond  which  was  accorded  claim- 
ant was  for  its  accommodation  and  convenience.  To  hold  otherwise 
would  be  permitting  claimant  to  take  advantage  of  its  own  default 
and  thereby  rob  the  United  States  of  that  protection  in  making  par- 
tial payments  in  accordance  with  the  terms'  of  the  contract  as  the 
work  progressed,  which  it  was  contemplated  would  be  afforded  by  the 
bond. 

5.  The  contract  now  under  consideration,  designated  as  the 
Charleston  contract,  having  been  formally  executed,  and  having  been 
terminated  by  cancellation,  the  Secretary  of  War  is  without  juris- 
diction to  undertake  any  adjustment  of  that  portion  of  the  claim 
based  upon  or  arising  under  that  part  of  the  contract,  and  in  this 
respect  and  to  this  extent  the  former  decision  of  the  Board  of  Con- 
tract Adjustment  in  this  case  is  approved, 

CLAIM   VHDEB    ACT   OF   UARCH    2,    IBIS. 

6.  The  conclusion  reached  in  paragraph  5  of  this  decision  docs 
not  obtain^  however,  in  the  case  of  the  termination  of  an  informal 
agreement.  It  developed  on  this  hearing  that  the  contract  for  the 
construction  of  seven  of  the  boats  at  Everett,  Wash.,  was  never 
signed  by  any  Government  officer,  although  it  appears  to  have  been 
the  understanding  of  all  Oovemment  officers  that  the  contract  had 
been  executed,  claimant  having  signed  it  on  or  about  August  9,  1918, 
In  such  circumstances,  the  notice  of  the  award  under  date  of  July 
1, 1918,  for  the  construction  of  seven  of  the  vessels  at  Everett,  Wash., 
which  was  issued  to  and  received  by  claimant,  constituted  an  agree- 
ment within  the  terms  of  the  act  of  March  2,  1919,  and  this  Board 
has  frequently  so  held.     (Case  of  B.  F.  Moore  &  Co.,  No.  555,  Vol. 

III,  pt.  2,  p.  154,  these  decisions;  case  of  Henry  Sonneborn  Co., 
No.  383,  Vol.  Ill,  pt  2,  p.  338,  these  decisions.) 

7.  While  the  original  informal  contract  is  not  binding  or  conclu- 
sive upon  the  parties  it  is  admissible  in  evidence  as  tending  ta 
shed  light  upon  what  were  the  nature,  terms,  and  conditions  of  the 
agreement.     (Case  of  Edward  C.  Budd  Mfg.  Co.— No.  2143,  Vol. 

IV.  pt.  2,  p.  183,  these  decisions.) 

The  facts  as  developed  -by  this  record  strongly  appeal  for  the 
application  of  the  *'  fair  and  equitable  basis  "  rule  for  adjustment 
mentioned  in  the  act  of  March  2,  1919,  in  so  far  as  that  portion  of 
the  claim  based  upon  an  informal  agreement  is  concerned.    The 
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Government  having  "revoked"  the  award  of  July  1,  1918,  after 
claimant  had  made  expenditures  and  incurred  liabilities  in  the  con- 
struction of  the  seven  vessels  at  Everett,  and  it  appearing  that  said 
agreement  was  for  "  purposes  connected  with  the  prosecution  of 
the  war  "  and  for  War  Department  purposes,  this  Board  finds  and 
holds  that  an  implied  agreement  was  raised  up  between  claimant 
and  the  United  States  whereby  the  United  States  became  obligated 
to  reimburse  claimant  the  actual  expenditures  necessarily  made  and 
liabilities  necessarily  incurred  in  and  about  tiie  construction  of  the 
seven  boats  at  Everett  called  for  in  the  informal  agreement  up  to 
31st  day  of  October,  1918,  the  date  the  Government  "revoked"  the 
award,  and  the  claimant  is  therefore  entitled  to  relief  under  the  act 
of  March  2,  1919,  for  that  portion  of  its  claim  based  upon  and  aris- 
ing under  that  informal  agreement. 

8.  We  do  not  feel  authorized  to  take  any  action  on,  or  make  any 
reference  to.  the  claim  of  the  Warcrete  Shipbuilding  Co.,  No.  342, 
as  requested  by  claimant,  for  the  reason  that  an  appeal  is  now  pend- 
ing before  the  Secretary  of  War  from  the  decision  of  the  Board 
of  Contract  Adjustment  in  that  cnse,  and  for  the  further  reason 
that  it  does  not  appear  that  the  Warcrete  Co.  has  joined  in  such 
request.  This  decision  will  be  without  prejudice  to  the  rights  or 
status  or  future  action  of  the  Warcrete  Co.  in  regard  to  its  claim. 

DISPOSmON. 

The  Appeal  Section,  War  Department  Claims  Board,  will  make 
and  transmit  a  statement  of  the  nature,  terms,  and  conditions  of  the 
agreement  and  certificate  Form  C,  together  with  a  copy  of  this  deci- 
sion to  the  Purchase  Section,  War  Department  Claims  Board,  for 
action  in  the  manner  provided  in  subdivision  C,  section  5,  Supply 
Circular  No.  17,  Purchase,  Storage  and  Traffic  Division. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  thj  War  Department  Claims 
Board. 
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Case  No.  2914. 

/n  re  CLAU  OP  FLATT  IRON  WORKS. 

1.  AXOBTJZATIOIT  COST  07  lUCHINEKT  CSED  OH  PSETIOTTB  COHTRACI 
NOT  SUBJECT  TO  COST  OF  AEIITSTALLATIOIT— ACCBUES  BEFAIEB— 
ADDITIONAL  EftTTIFlIENT. — Where  a  contract  (or  iuachiiilii{>  ihell  it 
suspended  when  abbot  one-third  complete,  the  coit  of  machinery  nied  oi 
a  preTions  contract  can  not  be  amortfied,  bnt  the  expenie  of  reinstoDatlDn 
and  of  the  necessary  repairs  and  equipment  to  fit  the  machinery  tor  nie 
on  the  Qovemment  oontract  may  be  amortlied  There  both  the  QoTerAmeBt 
«ud  claimant  contemplated  that  snoh  expense  would  be  necessary. 

t.  EftiriFKEIIT,  CITKBENT  BEFAIRS  ON.— The  expense  of  .normal  onrrent 
repairs  due  to  nse  of  machinery  In  machining  shell  under  a  contract 
which  Is  afterwards  suspended  should  be  absorbed  in  the  price  received 
for  the  finished  shell,  and  no  allowance  can  be  made  therefor. 

Z.  KATEBIALS— STOBES,  FEBGENTAQE  ON.— In  order  to  provide  for  starlnkaEe 
on  materials  taken  from  a  contractor's  storeroom  for  nse  on  a  contract 
tor  machining-  shell,  a  percentaKC  determined  from  extended  experience 
may  be  allowed  as  an  item  of  cost  of  a  suspended  contract  where,  parsnant 
to  the  contractor's  custom,  such  percentage  ii  necessary  to  show  the  tme 
cost  of  snoh  materials. 

«.  LABOB— BONUSES  FAID  TO  WOBKXEN.— Where  In  order  to  avoid  an  in- 
crease in  wages  a  contractor  in  good  faith  pays  small  bonuses  to  workmen. 
SDOh  bonuses  may  be  allowed  as  a  part  of  the  labor  cost  In  making  an 
award  under  a  suspended  contract. 

0.  OPESATINO  EXPENSES— OVEBHEAD.—Although  the  percentage  of  overhead 
to  direct  labor  charged  by  a  contractor  whose  contract  is  suspended  may 
appear  high,  yet  if  the  expense  so  charged  was  actually  and  in  good  faith 
Incnrred  in  cpnneotion  with  the  contract,  and  there  Is  no  evidence  of 
negUeent  mismanagement,  the  percentage  charged  should  'be  allowed  la 
aa  offer  of  award  under  a  suspended  contract. 

«.  PLANT  AND  EQITIFKENT— EXCESS  COST  OF  BUILDINGS.— If,  due  to  war 
conditions,  the  cost  of  t<  necessary  special  facility  in  the  nature  of  a 
permanent  addition  to  the  contractor's  plant  is  abnormally  high,  the  flor- 
ernment  should  reimburse  claimant  for  the  nnamortiied  portion  of  such 
ezoeiB  cost  upon  snspenslon  of  the  contract. 

7.  EQUXFUENT— GATTaEB — COST  OF.^Where  the  usual  sonrce  of  supply  for 
gauges  was  exhausted,  and  a  contractor  makes  necessary  gauges  in  its 
shop  and  thereby  incurs  experimental  expense  not  reflected  on  view  of 
the  gauges  not  consumed  on  suspension  of  the  contract,  It  Is  more  equitable 
to  amortize  the  actual  cost  of  all  gauges  prepared  and  necessary  for  the 
contract  over  the  entire  contract  than  to  estimate  the  cost  of  the  gauges 
OB  hand  and  allow  the  estlniated  cost  of  the  nnnsed  ones  and  on«-h«lf  the 
estimated  out  of  those  used  but  not  consumed. 
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t.  SPECmCATIOlra— CHAVGE.  BZFZK8I  IHCIOEIIT  TO.— Where  the  contract 
proTldei  tor  kn  Increaie  in  the  prlee  of  thell  If  eaKliieertnE  ohanKes  In- 
OTeaae  the  ooit,  and  the  cost  of  the  shell  ii  inereaied  because  of  changet 
In  the  forffiiLKi  tpeoiScatlons,  en  suipensloa  of  the  ecntroct  the  contractor 
U  entitled  to  an  allowance  infficlent  to  cover  such  excess  cost,  fncludlnE 
the  cost  of  additional  equipment. 

9.  COSTS— FKEXIUK  ON  BOHO  TO  WAS  CREDITS  BOASO.— The  unamortized 

portion  of  the  premium  paid  a  surety  oompany  for  a  bond  glTca  the  War 
Orediti  Board  as  security  for  a  loan  of  fundi  with  whioh  to  purchase 
materials  is  an  element  of  cost  incident  to  the  contract,  and  on  suspension 
of  the  contract  the  contractor  should  be  relieved  thereof,  where  the  neces- 
sity for  SDOh  loan  was  contemplated  at  the  time  the  contract  was  executed. 

10.  OLAIMS — COST  OF  PREPARIKO. — Where  on   inspension   cf  a   contract  and 

before  the  flnanoe  forms  are  available  the  contractor  sets  up  his  claim 
on  a  ooit-plus  basis  and  afterwards  is  required  to  set  it  np  on  flnanee 
forms  the  additional  expense  thus  Joonrred  Is  not  an  item  of  cost  for 
which  the  contractor  can  be  reimbursed. 

11.  INTEEEST  ON  OOTEBITHEirT  LOAIT. — Interest  paid  and  to  be  paid  on  a  loan 

from  the  War  Credits  Board  for  the  purchase  of  material  for  nse  in  con- 
nection with  the  contract  for  the  machlnliw  of  shell  Is  an  eleiAent  of  coat, 
and  on  s-D^ention  of  the  contract  the  contractor  should  be  relieved  thereof, 
where  the  Ordnance  Pamphlet  entitled  "  Definition  of  Costs  Fertainlnf;  to 
Contracts,"  dated  Jnne  27,  1917,  is  a  part  of  the  contract, 

IS.  XATEEIAXS— SPOILED  AND  UKACCOTJNTED  FOE  FUBNISHED  BY  TEE 
OOVEBITHEIIT. — Where  by  reason  of  the  suspension  of  a  contract  the 
contractor's  opportunity  to  reclaim  spoiled  forglng-s  Is  cut  off,  as  Is  also  hii 
opportunity  to  recoup  Ms  loss  on  spoiled  fOTslngi  in  the  early  stages  of 
the  contract  In  excess  of  normal  spoilage,  the  contractor  Is  entitled  to 
snoh  an  allowance  on  account  of  spoiled  foTKin^s  as  will  reasonably  com- 
pensate him  for  such  excessive  spoilage  as  he  would  have  recouped  had 
he  been  permitted  to  finish  the  contract. 

IS.  CLACKB— METHOD  OF  ST  ATIHO.— Where  a  contractor  whose  contract  is 
suspended  includes  in  his  claim  an  item  for  the  cost  of  materials  In 
process  and  a  claim  for  excess  cost  of  finished  shell,  and  in  an  amended 
claim  separates  the  excess  cost  Into  items  caused  by  enflneerlnK  changes 
and  excess  early  cost,  improperly  IncIndinK  the  cost  of  materials  in 
process  in  the  early  excess  cost,  the  error  Is  Immaterial,  and  if  the  item 
of  early  escesi  cost  in  the  sum  claimed  Is  reasonable  it  Is  proper  to  Inclnde 
in  an  award  to  be  offered  on  snspenslon  of  the  contract  an  additional 
allowance  for  the  cost  of  nnworked  direct  materials, 

li.  CLAIK  AND  DECISION.— Claim  for  $5SB,S82.ee  under  the  act  of  Karch  2, 
1919,  for  damages  on  account  of  the  suspension  of  a  contract  for  the  ma- 
chining of  70-mm.  shell.    Held,  claimant  is  .entitled  to  recover  in  part. 

Lieut.  Col.  Smith  writing  the  opinion  of  the  Board. 

F1NDIX08   OF  FACT  AND  DECISION. 

1.  This  case  arises  under  the  act  of  March  2,  1919.  Statement  of 
claim  has  been  filed  under  Purchase,  Storage  and  Traffic  Division 
Supply  Circular  No.  1",  1919,  for  $785,989.44,  by  reason  of  an  agree- 
ment alleged  to  have  been  entered  into  between  the  claimant  and  the 
United  States.  >  t 
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2.  The  claim  was  heard  and'  reheard  by  the  Cincinnati  ordnance 
district  claims  ^ard,  and  also  several  hearings  were  had  before  the 
Ordnance  Claims  Board,  and  some  consideration  was  {jiven  the  mat- 
ter by  the  War  Claims  Board.  The  Cincinnati  ordnance  district 
claims  board  at  one  time  offered  claimant  a  gross  award  of  $478,- 
937.88,  net  $294^45.73,  which  claimant  accepted.  The  Ordnance 
Claims  Board,  however,  refused  to  confirm  this  award.  About  April 
8,  1920,  the  Ordnance  Claims  Board  offered  claimant  a  net  award  of 
$142,366.08,  which  claimant  refused,  and  appealed  to  the  Appeal 
Section,  War  Department  Claims  Board.  In  transmitting  the  record 
to  the  Appeal  Section,  the  War  Department  Claims  Board  directed 
the  Appeal  Section  to  hear  the  claim  fully  and  to  determine  the 
amount,  if  any,  due  claimant. 

A  five-day  hearing  was  held  at  Dayton,  Ohio,  and  eight  daj-s  were 
consumed  in  an  adjourned  hearing  at  Washington,  including  the 
time  allowed  for  conferences  between  the  Ordnance  officers  and  ac- 
'  countants'  of  the  Government  and  accountants  and  engineers  of 
claimant,  looking  to  the  shortening  of  the  time  to  be  consumed  in  the 
actual  hearing  by  the  elimination  of  e.xtraneous  matter,  and  expres- 
sions of  opinion  one  to  the  other  as  to  the  items  involved,  so  that  the 
committee  which  conducted  tlie  hearing  might  have  the  matter  before 
it  in  more  concrete  form.  Every  opportunity  has  been  afforded 
claimant  to  fully  present  its  claim.  The  record  consists  of  1,206 
pages.  Many  of  the  exhibits,  covering  some  232  pages,  have  been 
copied  in  the  record,  and  many  more  were  introduced  and  identified, 
the  character  or  extent  of  which  made  their  reproduction  so  expen- 
sive that  it  was  deemed  unwise  to  have  them  copied  in  the  record. 

3.  On  October  19, 1917,  the  Purchase  Section,  Gun  Division,  Office 
of  the  Chief  of  Ordnance,  through  Maj.  C.  F.  Cooke,  Ordnance, 
requested  of  claimant  a  bid  for  machining  1,000,000  75-mm,  com- 
mon steel  shell,  the  Government  to  furnish  the  forgings,  copper 
bands  and  base  covers  i.  o,  b.  claimant's  plant,  claimant  to  machine 
and  band  the  forgings,  attach  covers  and  cover  the  shell  with  anti- 
rust  compound  and  procure  suitable  shipping  boxes, 

4.  Mr.  E.  C.  Wells,  claimant's  vice  president  and  general  manager, 
prepared  an  estimate  upon  which  to  base  such  a  proposal.  This 
estimate  shows  a  total  post  of  $1,517  per  shell  (CI.  Ex.  17,  K.  1304). 
October  30,  1917,  Mr.  Wells  wrote  the  Purchase  Section,  as  follows: 

"  Complying  with  your  favor  of  October  19th,  1917  (G.  P.  W.  O. 
209-504-3j),  we  shall  be  pleased  to  machine  and  deliver  one  million 

i  1,000,000)  75-imn.  common  st«el  shells  f.  o.  b.  cars  our  works  &t 
•ayton.  Ohio,  for  the  sum  of  two  dollars  twenty-two  and  one-half 
cents  ($2.22J)  per  shell. 

"  In  arriving  at  the  above  price  we  have  considered  the  great 
uncertainly  in  connection  with  labor  conditions,  and  the  possibility 
that  there  may  be  delays  and  interruptions  in  operation  due  to  the 
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fact  tiiat  the  GoverBinent  may  at  any  time  make  changes  to  meet 
new  experience  in  the  war  or  to  meet  new  requirements  of  the  Army. 

"  We  figure  no  depreciation  on  buildings  or  permanent  plant,  but 
amortize  all  new  expenditures  for  equipment  lor  this  contract  and 
the  second-hand  value  of  special  shell-making  equipment  and  ma- 
chinery. The  title  to  anything  amortized  would  be  transferred  to 
the  Government  upon  completion  of  the  contract. 

"  If  the  Goventment  will  assume  the  uncertainties  above  men- 
tioned we  will  undei^ke  the  order  at  a  profit  of  thirty  (30)  cents 
(includes  taxes)  per  shell  and  an  amortization  charge  of  thirty  (30) 
cents  per  shell. 

"  In  order  that  we  may  undertake  this  work  it  will  be  necessary 
for  the  Government  to  advance  as  much  of  three  hundred  tliousand 
dollars  ($300,000)  as  we  may  require  to  meet  the  expense  of  prepara- 
tion and  for  initial  expenditures  before  payments  are  made  under 
this  contract.  The  large  volume  of  business  which  our  company  is 
now  doing  has  absorbed  our  working  capital. 

"  Contingent  upon  the  prompt  delivery  of  the  components  to  us 
by  the  Government  and  subject  to  unforseen  delays  we  can  make 
the  following  deliveries : 

Sbell. 

.Tanuar.v 25,000 

February 100,000 

Marcb '125,000 

April 150,000 

May 150.000 

June '. - 1BO.00O 

July 150.000 

August 150, 000 


1,000,000 
"This  propossl  is  based  on  the  assumption  that  all  forgings  will 

be  properly  annealed  ant-'  free  from  cinder."  (R.  1219.) 
5.  On  November  13,  1917,  Procurement  Order,  War  Ord.  893- 

497A  was  issued  by  the  Gun  Section,  Office  Chief  of  Ordnance,  over 

the  signature  of  Col.  Jay  L.  Hofler,  Ordnance,  the  order  being  as 

follows : 

"  Wak  Depaktment,  Gun  Section, 
"Office  of  the  Chief  of  Ordnance,  . 
"  Washington,  D.  (?.,  November  13, 1917. 
"  Pbocureme.1t  Obdeb,  War-Ord.  892-497A. 
"  Summary. 

"  Firm:  Piatt  Iron  Works,  Dayton,  Ohio,  800,000. 
*'Order  for:  Machining  800,000  75-mm,  common  steel   shell,  $2.15 
each ;  total,  $1,720,000. 

"  Gentlemen:  1.  Under  the  provisions  of  section  120  of  the  act 
of  Congress  relating  to  national  defense,  approved  June  3.  1916, 
nn  extract  copy  of  which  is  enclosed,  and  other  laws  of  the  United 
States  and  the  Executive  orders  of  the  President  of  the  United 
State,  or  heads  of  its  departments  under  which  the  requirements 
of  advertisement  for  proposals  are  dispensed  with;  also  m  accord- 
ance with  invitation  to  bid  to  you  dated  October  19,  1917   (GP 
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471.12/867)  and  your  proposal  of  October  80,  1917  (GP  471.12/854). 
I  am  instructed  by  the  Chief  of  Ordnance  to  hereby  give  vou  an 
order  for  machimng  eight  hundred  thousand  (800,000)  75-mm. 
common  steel  shell. 

"2.  The  United  States  will  supply,  without  cost  to  you,  all  the 
necessary  forgings,  copper  bands,  and  base  covers.  You  will  ma- 
chine and  band  the  forgings,  attach  the  base  covers,  supply  wooden 
shipping  plugs,  cover  the  shell  with  an  antirust  comjx>und,  anJ 
furnish  suitable  shipping  boxes,  or  make  such. other  shipping  pro- 
visions as  will  assure  the  shell  arriving  at  the  loading  plant  in  as 
gowl  condition  as  when  accepted  by  the  United  States  at  your 
machining  plant. 

"3.  These  shell  are  to  be  machined  in  accordance  with  Ordnance 
Office  "Specifications  for  Common  Steel  Shell"  governing  machin- 
ing, heat  ti-entment  and  test,  dated  September  21,  1917,  revised 
October  18,  1917;  also  in  accordance  with  Ordnance  Office  drawing 
75-2-164,  last  revised  September  27,  1917.  A  copy  of  the  above 
specifications  and  a  brown  print  of  the  drawing  are  enclosed  here- 
with. 

"4.  The  inspection  of  this  machine  work  is  to  be  conducted  by 
Inspection  Section,  Gun  Division,  Albemarle  Building,  24th  Street 
and  Broadway,  New  York,  N.  Y. 

"5.  You  will  be  paid  two  dollars  and  fifteen  cents  ($2.15)  for 
each  machined  shell  f.  o.  b.  your  plant. 

"  6.  Delivery  of  the  shell  covered  by  this  order,  f .  o.  b.  your  plant, 
is  to  be  made  as  follows : 

Shell. 

Jflnunry,  lOlS M.OOO 

February,  11(18 100. 000 

March,    li)18 125.000 

April,  1818 150.000 

May.   ini8 150. 000 

June,  Iftis -• 150, 000 

July.   1018 100. 000 

"  7.  The  machine  work  covered  by  the  foregoing  order  should  be 
charged  to  the  Chief  of  Ordnance,  V.  S.  Army.  You  are  requested  to 
forward  to  this  office  triplicate  copies  of  invoices. 

"  8.  Any  communication  in  connection  with  this  procurement  order 
should  make  reference  to  G.  P.  W.  O.  209-504G,  War-Ord-G892- 
497A,  GPP.  You  are  requested  to  noti^  this  office  of  your  accept- 
ance of  the  above  order  Isy  wire  as  well  as  by  the  enclosed  copy." 
(R.  1221.) 

It  will  be  noted  that  the  number  of  shell  ordered  was  800,000  and 
not  1,000,000  as  proposed,  and  that  the  price  was  reduced  from  the 
proposed  price  of  $2.22^  to  $2.15  per  shell. 

6.  Claimant  accepted  the  order  by  telegram  dated  November  23, 
1917. 

7.  By  letter  from  the  Purchase  Section,  dated  November  26,  1917, 
claimant  was  advised  to  suspend  buying  or  manufacturing  tools  and 
fixtures  pending  change  from  high  explosive  to  gas  shell.  Receipt  of 
notice  of  the  proposed  change  was  acknowledged  by  claimant  in  its 
letter  dated  December  4, 1917,  in  which  claimant  stated : 
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*'  We  shouldalso  like  a  complete  forging  specification  and  a  state- 
ment of  the  analysis  of  the  steel  to  be  used  so  that  we  may  e;et  some 
idea  of  the  quality  and  thus  be  able  to  determine  feeds  and  speeds. 
This  is  essential  in  rearranging  our  plant."    (R.  1230.) 

Thereafter  Mr.  Wells  conferred  with  Ordnance  officers  in  Washing- 
ton relative  to  the  proposed  changes,  and  received  from  Lieut.  Knable, 
Ordnance,  a  copy  of  the  specifications  for  the  forgings  which  claimant 
would  be  required  to  machine.  (CI.  Ex.  15,  E.  134,  p.  1280.)  So  far 
as  believed  material  here,  these  specifications  provide : 

"(<i)  All  forgings  must  be  allowed  to  cool  slowly  from  the  forging 
heat.  The  arrangements  for  cooling  shall  be  satisfactory  to  the 
inspector." 

Drawings  were  attached  to  and  are  a  part  of  Exhibit  15.  Thes6 
drawings  were  dated  September  11,  1917.  The  thickness  of  the 
base  aa  shown  thereby  was  0.94  inch,  plus  or  minus  0.05  inch.  The 
wall  thickness  was  fixed  at  0.51  inch,  with  tolerances  of  0.103  inch 
(B.  946).  The  diameter  of  tlie  boss  was  1.5  inches.  The  extrusion 
of  the  boss  was  fixed  at  minus  0.5  inch.  The  specifications  for  the 
foi^ngs  were  changed  from  time  to  time.  As  the  result  of  the  last 
modification  of  these  specifications,  dated  February  16,  1918,  the 
thickness  of  the  base  was  fixed  at  1.1  inches,  plus  or  minus  0.05  inch, 
the  minimum  wall  thickness  at  0.383  inch,  and  the  maximum  eccen- 
tricity at  0,35  inch  (K.  949—956).  The  figures  showing  the  dimen- 
sions of  the  boss  remained  the  same;  however,  they  were  qualified 
by  the  word  "approximately,"  which  allowed  of  greater  tolerances 
than  as  originally  specified  (R.  960).  The  maximum  outside  diame- 
ter was  not  changed,  but  remained  3.35  inches  plus  0.05  inch. 

8.  By  letter  dated  December  13,  1917,  a  conversation  between  Mr. 
Wells  and  Capt.  Garrett,  of  December  12,  relative  to  the  change  in 
the  character  of  the  shell,  was  confirmed  by  the  Purchase  Section, 
and  claimant  was  notified  "  to  proceed  with  all  possible  production 
of  gas  shell."  The  letter  also  stated  that  appropriate  changes  would  ■ 
later  be  made  in  the  contract,  but  for  claimant  to  "  consider  this  aa 
sufficient  to  go  ahead." 

9.  On  December  14,  1917,  claimant  received  for  approval  from  the 
Purchase  Section  a  part  of  the  contract  covering  War  Ord. 
G892-497A  for  machining  800,000  75-mm.  shell. 

10.  On  December  15,  the  original  procurement  order  was  amended 
to  read  "Mark  II"  shell  and  the  specifications  applicable  were 
changed  from  those  dated  September  21,  1917,  revised  October  18, 
1917,  to  those  approved  November  26,  1917,  and  the  office  drawings 
applicable  were  changed  from  drawing  75-2-164,  last  revised  Sep- 
tember 27,  1917,  to  Ordnance  Office  Drawing  75-2171,  last  revised 
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November  14,  1917.  The  order  also  recites  that  a  copy  of  the  speci- 
6cations  and  a  brown  print  will  be  sent  claimant  later.  {CI.  Ex.  11, 
K.  1233.)  These  were  forwarded  December  18,  1917,  and  are  part 
of  claimant's  Exhibit  11. 

11.  A  contract  (CI.  Ex.  13,  R.  1244)  was  executed,  dated  Decem- 
ber 31,  1917,  though  not  actually  signed  until  about  January  29, 
1918.  It  is  signed  on  behalf  of  the  Government  by  "  Jay  E.  Hoffer, 
colonel.  Ordnance  Department,  TJ.  S.  Army,  contracting  officer,  by 
Chas.  N.  Black,  Lieut.  Col.,  Ord.  Dept.,  N.  A." 

The  portions  of  the  contract  material  to  this  controversy  are  as 
follows : 

"Article  I.  The  contractor  agrees  to  machine  and  band  800,000 
75-mm.  common  steel  shell,  Mark  II,  cover  the  shell  with  an  antirust 
compound,  furnish  suitable  wooden  shipping  plugs,  and  to  deliver 
the  completed  shells  to  the  I'^nited  States,  all  in  accordance  with  the 
drawings  and  specifications  referred  to  in  schedule  1  hereto  attached 
and  made  a  part  hereof,  and  such  changes  as  may  be  made  therein  as 
hereinafter  provided.  The  United  States  agrees  to  furnish  to  the 
contractor  component  parts  and  materials  as  hereinafter  provided, 
and  to  pay  for  the  completed  shells  alt  upon  the  terms  and  conditions 
in  this  contract  set  forth. 

"Article  II.  The  contractor  agrees  to  deliver  the  completed  shells 
to  the  United  States  f.  o.  b.  cars  at  the  plant  of  the  contractor,  at 
Dayton,  Ohio,  according  to  the  following  schedule : 

DuriDK  tbe  nionili  of  Jnnnnr.v,  1918 25.000 

Daring  the  inontli  of  February,  1918 100.000 

During  tlie  inontli  of  Marcli,  191S 125,  OOO 

During  the  month  of  April,  191S 150, 000 

During  the  month  of  May,  1818 : l-WpOOO 

During  the  month  of  June,  1918 150.000 

During  the  month  of  July,  1918 100,000 

(R.  1246.) 
•  ***«** 

"  The  United  States  agrees  to  furnish,  without  cost  to  the  con- 
tractor, the  necessary  shell  forcings,  rough  copper  rotating  bands, 
and  shipping  boxes  for  the  shells  at  the  plant  of  the  contractor,  and 
whenever  the  contractor  may  call  for  dieliverv  of  the  same.  Such 
components  shall  remain  the  property  of  the  United  States,  and  the 
contractor  agrees  to  use  due  and  proper  care  in  the  handling  and 
storing  thereof  while  in  its  possession.  All  scrap  resulting  from  the 
manufacture  of  the  shells  herein  contracted  for  shall  belong  to  the 
contractor.  It  is  agreed  that  the  material  furnished  by  the  United 
States  shall  be  in  accordance  with  the  requirements  under  the  specifi- 
cations.   (R.  1251.) 

"  Akticle  V.  It  is  agreed  that  the  contracting  officer  may,  by  written 
notice  to  the  contractor  at  any  time,  make  changes  in  the  drawings  and 
specifications  or  supplemental  or  substituted  drawings  and  specifica- 
tions which  relate  to,  form  a  part  of,  or  are  added  to  this  contract, 
or  in  the  provisions  whereby  the  United  States  undertakes  to  furnish 
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materials.  If  such  changes  involve  substantially  additional  expense, 
a  fair  addition  will  be  made  to  the  purchase  price,  but  if  such  chanires 
involve  substantially  less  of  such  work  or  labor  and  material,  a  fair 
deduction  may  be  made  therefrom,  all  as  shall  be  determined  by  the 
contracting  officer.  No  claim  for  addition  or  deduction  on  account 
of  any  sucn  change  will  be  made  or  allowed  unless  the  same  has  been 
ordered  in  writing.    (R.  1253.) 

"Article  IX.  •  •  *  It  is  therefore  stipulated  and  agreed  that 
at  any  time,  *  •  •  the  contracting  officer  may  notify  the  con- 
tractor that  such  part  or  parts  of  the  shells  herein  contracted  for 
then  remaining  to  be  delivered,  as  the  contracting  officer  may  desig- 
nate, shall  not  oe  made  or  further  proceeded  with,  and  the  contractor 
shall  thereupon  cease  making  or  proceeding  with  the  material  so 
designated.  The  contractor  shall,  however,  complete  the  manufac- 
ture of  shells  then  actually  in  pro<ess  and  also  such  parts  herein  con- 
tracted for  as  are  not  included  in  the  notice.  Such  notice  will  only 
be  given  in  accordance  with  the  spirit  of  this  article. 

''In  the  event  of  the  cancellation  of  this  contract  as  in  this  article 
provided,  the  United  States  will  inspect  the  completed  shells  then  on 
nand  and  the  shells  then  in  the  process  of  manufacture  when  com- 
pleted, and  will  pay  to  the  contractor  the  price  herein  agreed  upon 
for  each  and  every  unit  accepted  by  and  delivered  to  the  United 
States.  The  United  States  will  also  pay  to  the  contractor  the  cost 
of  the  component  parts  and  materials  purchased  with  the  approval 
of  the  department,  then  on  hand  in  an  amount  not  exceeding  the 
requirements  for  the  completion  of  this  contract,  which  shall  oe  in 
erccordance  with  the  specifications  referred  to  in  "  Schedule  1."  hereto 
attached,  and  also  al!  costs  theretofore  expended  and  for  which  pay- 
ment has  not  been  previously  made,  and  all  obligations  incurred 
solely  for  the  performance  of  this  contract  of  which  tlie  contractor 
can  not  be  otherwise  relieved,  together  with  a  sum  equivalent  to  ten 
(10)  per  cent  of  all  such  costs  so  expended,  except  thiit  said  ten  (10) 
per  cent  shall  not  apply  on  the  cost  of  purchased  component  materials 
or  parts  not  in  process  of  conversion  or  assembly.  The  ten  (10)  per 
cent  of  cost  herein  allowed  shall  be  subject  to  such  addition  as  the 
contracting  officer  may  deem  necessary  to  fairly  and  justly  compen- 
sate the  contractor  for  work,  labor,  and  service  rendered  under  the 
contract. 

"  Title  to  all  component  material  and  parts  paid  for  by  the  United 
States  under  this  article  shall,  immediately  upon  sucli  payment,  vest 
in  the  United  States. 

"  The  decision  of  the  contracting  officer  as  to  payments  and  allow- 
ances to  the  contractor  under  this  article,  made  in  accordance  with 
the  terms  of  this  contract  and  with  *'  Schedule  2,"  made  a  part  hereof, 
■will  be  final.     (R.  1259,  1260, 1261, 1262.) 

"Article  XVI.  The  decision  of  the  contracting  officer  on  all  ques- 
tions of  prices,  and  the  allowance  and  the  payment  thereof  shall  be 
final,  except  that  either  upon  the  completion  of  the  contract  by  the 
contractor,  or  its  termination  by  the  United  States,  the  contractor 
may  appeal  to  the  Chief  of  Ordnance  by  filing  one  statement  of 
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claim  (in  sextuplicate),  which  shall  embrace  all  claims  previously 
disallowed  or  determined  adversely,  provided  all  such  claims  shall 
be  certified  by  the  contracting  officer  or  his  duly  authorized  repre- 
sentative as  being  in  their  entirety  the  subject  of  expenditure  of  or 
cost  to  the  contractor.  The  decision  of  the  Chief  of  Ordnance  shall 
be  final  on  such  an  appeal. 

"Except  as  this  contract  shall  otherwise  provide,  any  doubts  or 
disputes  which  may  arise  as  to  the  meaning  of  anything  in  this  con- 
tract shall  be  referred  to  the  Chief  of  Ordnance  for  determination. 
If,  however,  the  contractor  shall  feel  aggiieved  at  any  decision  of 
the  Chief  of  Ordnance  upon  such  reference,  it  shall  have  the  right  to 
submit  the  same  to  the  Secretary  of  War,  whose  decision  sliall  be 
final.     (R.  1267.) 

"Article  XIX.  The  contractor  shall  furnish  to  the  United  States 
within  10  days  after  the  execution  and  delivery  of  this  agreement  a 
bond  in  the  sum  of  $172,000,  conditioned  upon  the  full  and  faithful 
perfoimance  by  the  contractor  of  all  terms,  covenants,  and  conditions 
of  this  agreement  on  the  part  of  the  contractor  to  be  performed. 
Such  bond  shall  be  in  tlie  form  and  witli  sureties  satisfactory  to  the 
contracting  officer.  Unless  sucli  bond  is  furnished  within  tne  time 
limited,  this  agreement  may,  at  the  option  of  the  contracting  officer, 
be  canceled."     (E.  1268.  1269.) 

The  contract  fixes  the  price  for  machining  each  shell  at  $2.16  and 
provides  that  the  forgings  spoiled  by  the  contractor  shall  be  charged 
to  it. 

Schedules  1  and  2  attached  to  the  contract  are  by  reference  made 
a  part  of  it.    Schedule  1  provides : 

"Each  and  every  of  the  pamphlets,  drawings,  specifications,  and 
other  papers  below  enumerated  is  made  a  part  of  this  schedule  and 
of  the  contract  of  which  this  schedule  is  a  part, 

"'Specifications  for  Common  Steel  Shell,'  revised  Otcober  18. 
1917. 

"Ordnance  Office  drawing  class  7.^.  division  2,  drawing  l7l.  last 
revised  December  2li,  1917."     (R.  1270.) 

Schedule  2  is  in  part  as  follows: 

"The  term  'cost,'  as  applied  to  this  contract,  consists  of  four  ele- 
ments, which  are  concretely  defined  in  the  following: 

'■(1)  The  cost  of  all  direct  labor  paid  for  hv  the  contractor  and 
used  in  the  production  of  the  articles  contracted  for  herein. 

"(2)  The  cost  of  all  direct  materials  contained  in  or  forming 
part  of  the  articles  contracted  for  herein. 

"(3)  Pro  rata  share  of  factory  overhead  expense  applicable  to 
and  necessary  in  connection  with  the  manufacture  of  the  articles  con- 
tracted for  herein. 

"(4)  Pro  rata  share  of  administrative  and  general  expense  appli- 
cable to  and  necessary  in  connection  with  the  manufacture  of  the  arti- 
cles contracted  for  herein. 

"  The  foregoing  paragraphs  Xos.  1, 2, 3.  and  4  are  subject  to  further 
amplification  as  contained  in  the '  Definition  of  cost  pertBining  to  con- 
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tracts '  to  be  supplied  by  the  Finance  Division  (Accoiinting  Section) 
of  the  OrdnRnce  Department.  As  conditions  arise  necessitating 
changes  or  modifications  in  the  definitiont^  referred  to,  the  contracting 
officer  will  furnish  the  contractor  with  information  in  regard  thereto." 
(R.  12T0, 1271.) 

Schedule  2  also  contains  specifications  for  common  steel  shell,  which 
are  in  part  as  follows : 

"  1.  Material. — The  common  steel  shell  will  be  machined  and  fin- 
ished from  forgings  supplied  by  the  (iorernnieiit  as  manufactured 
under  current  specifications  for  such  material, 

"  2.  Ins-pection  of  forgings. — I'pon  receipt  of  the  forpings.the  man- 
ufacturer will  make  inspection  for  defective  forgings.  Should  any 
be  found  defective  at  this  time  or  at  any  stage  of  the  manufacturing 
they  will  be  referred  to  the  inspector,  who  will  decide  whether  or  not 
the  manufacture  will  be  contintietl  or  whether  such  forcings  will  be 
laid  aside  to  determine  the  responsibility  for  their  defective  condition. 

"  3.  Seai  treatment. — In  order  to  insure  satisfactory'  control  of  the 
temperature,  furnaces  used  in  heat  treatment  of  shell  will  be  equipped 
with  pyrometers  satisfactory-  to  the"  inspector.  The  hardening  of  the 
shell  in  the  heat-treatment  process  will  l>e  accomplished  bv  using  a 
spray  applied  simultaneously  to  the  inside  and  outside  o^  the  pro- 
jectile. The  arrangements  for  hardening  and  for  the  subsequent 
drawing  of  the  shell  must  be  satisfactory  to  the  inspector  as  insuring 
uniformity  of  product.  In  no  case  will  a  bath  of  molten  lead  l>e  used 
in  connection  with  the  heat  treatment. 

"4.  Hardmrn  test. — After  completion  of  heat  treatment  each  shell 
will  be  tested  for  hardness  by  the  Brinell  ball-test  method.  The 
diameter  of  the  ball  to  be  used  is  10  millimeters.  The  test  will  be  made 
on  the  body  of  the  shell  about  |  inch  below  the  bourrelet.  With  a  test 
pressure  of  6,600  pounds  on  the  Brinell  ball  the  diameter  of  indenta- 
tion s}iould  fall  between  the  limits  of  3.4  mm,  and  3.8  mm.  Until  the 
limits  shall  have  become  well  established  as  the  result  of  further  ex- 
perience small  variations  beyond  these  limits  may  be  authorized  by 
the  inspector,  provided  the  sliel^meet  the  hydraulic  test  and  are  other- 
-wise  entirely  acceptable. 

"  6.  Rejected  shell. — The  machining  contractor  will  reimburse  the 
Government  for  the  value  of  the  forgings  represented  by  shell  re- 
jected due  to  defects  in  heat  treatment  or  machining  operations  for 
which  he  is  responsible.  The  machining  contractor  will  be  reim- 
bursed by  the  Government  for  the  cost  of  work  done  on  shell  which 
are  rejected  due  to  defective  material  furnished  by  the  Government, 
provided  the  requirements  of  Paragraph  II  have  \>een  satisfactorily 
complied  with. 

"  11.  Gauges. — The  manufacturer  will  provide  all  the  gauges 
needed  for  the  manufacture  and  inspection  work  except  that  the 
Government  will  in  general  provide  the  inspectors  with  a  set  of  the 
inspection  gauges  and  the  corresponding  set  of  master  gauges  cover- 
ing the  important  dimensions  to  be  gauged.    These  will  be  available 
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for  reference  purposes,  but  can  not  be  habitually  used  for  inspection 
purposes.  A  satisfactory  system  of  gauge  inspection  and  checking 
must  be  maintained  by  the  naanufacturer."     (R.  1271,  1272,  1273, 

1274,  1276.) 

12.  Upon  receipt  of  the  procurement  order  dated  November  13, 
1917,  and  pursuant  to  verbal  instructions  from  ordnance  officers, 
claimant  began  preparations  for  the  performance  of  the  contract. 

13.  Claimant  is  a  corporation  of  many  yenrs  standing,  maintaining 
an  extensive  plant  at  Dayton.  Ohio.  Its  principal  prewar  business 
was  the  manufacture  of  pumps.  It  had,  however,  prior  to  the  time  it 
received  the  purchase  order  to  machine  the  shell  in  question,  com- 
pleted a  contract  with  the  Canadian  Car  &  Foundry  Co.  for  the 
machining  of  3.3-inch  Bussian  shell,  this  contract  having  been  com- 
pleted about  March,  1917  (E.  31).  In  March,  1917,  claimant  had  also 
completed  a  .subcontract  for  the  Bethlehem  Steel  Co.  for  machining 
1,500.000  shrapnel  shell  for  the  Russian  Government  (R.  31).  Kew 
machinery  was  installed  for  the  Bethlehem  Steel  contract  (R.  32). 

14.  At  the  time  it  entered  into  the  Government  contract,  claimant 
was  enga^d  in  departments  of  its  plant,  other  than  the  shell  shop,  in 
work  upon  two  contracts  with  the  Xavj',  one  for  machining  6- 
pounder  shell,  caliber  .24  {R.  197),  the  other  for  torpedo  air  com- 
pressors, and  claimant  was  also  working  upon  a  tank  contract  with 
the  Ordnance  Department  (R.  143). 

15.  The  machinery  which  had  been  used  on  the  Russian  contract 
was  the  machinery  which  claimant  contemplated  using  and  did  use 
in  the  performance  of  the  contract  out  of  which  this  controversy 
arises.  This  machinery  had  been  largely  removed  from  the  shell 
shop  prior  to  the  time  this  contract  was  taken  and  its  sale  was  con- 
templated ;  in  fact,  about  one-third  of  such  machinery  had  already 
been  sold,  and  a  large  part  was  in  storage  (R.  37). 

In  order  to  prepare  for  work  on  this  contract,  it  was  necessary  to 
reinstall  such  machinery  as  would  be  required,  readjust  the  ma- 
chinery then  in  place  in  the  shell  shop,  repair  some  of  the  Russian 
machinery,  attach  additional  equipment  to  much  of  it,  and  purchase 
some  new  machinery. 

16.  Claimant's  plant  was  ready  to  begin  operations  early  in 
January,  1918  (R.  80),  and  claimant  then  called  for  a  carload  of 
forgings  (R.  80).  The  Government  furnished  no  forgings  until 
about  January  25,  1918,  when  claimant  only  received  35.  On  Feb- 
ruaiT  1.  1918,  15  more  were  delivered.  Xo  more  were  received  until 
March  22,  and  prior  to  April  1,  1918,  but  6,308  forgings  had  been 
delivered  (CI.  Ex.  20,  R.  1304).  Much  complaint  was  made  by 
claimant  during  the  progress  of  the  work  on  account  of  the  delay 
of  the  Government  in  furnishing  forgings,  and  it  is  quite  possible 
that  th^  delay  was  of  inconTenience  and  expense  to  claimant. 
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17.  On  December  17,  1918,  a  second  supplemental  contract  (CI. 
Ex.  16,  K.  1300)  was  formally  executed  by  the  Government,  but  not 
ed^ed  by  claimant  (R.  25),  reciting  that  an  extension  of  time  for 
deliveries  was  made  necessary  "  by  the  failure  of  the  United  States 
to  deliver  the  forginps  to  the  contractor  in  sufficient  time  for  the 
contractor  to  make  delivery  of  the  shell  in  accordance  with  the 
schedule  of  deliveries  provided  for  in  said  original  contract."  The 
supplemental  contract  also  provided  for  the  release  by  claimant  of 
any  and  all  claims  and  demands  due  to  the  Government's  delay 
in  furnishing  the  forgiDgs.  Claimant  makes  no  claim  for  damages 
on  account  of  the  Government's  delay  in  furnishing  forgings 
(claimant's  niomorandiiin  brief  24  to  28,  iiichisive) .  It  contends,  how- 
ever, that  the  second  supplemental  contract  amounts  to  an  admission 
on  the  part  of  the  Govenunent  that  it  failed  to  furnish  the  forgings 
in  the  quantities  and  at  the  times  that  they  should  have  been  fur- 
nished (R.  28 — 01.  Brief  6) .  Claimant  used  the  shipments  of  Janu- 
ary 25  and  February  1,  1918,  for  experimental  purposes.  About 
April  1,  1918,  it  began  to  machine  the  forgings  then  on  hand.  By 
April  15.  1,035  forgings  had  pas.sed  the  fifth  operation  and  721  had 
passed  the  second  operation  (R.  169). 

18.  Prior  to  July  1,  1918,  when  vice  president  and  general  man- 
ager, Mr.  Wells,  left  on  a  vacation,  on  account  of  ill  health,  claimant 
experienced  no  particular  difficulty  in  machining  the  shells,  except 
such  as  was  due  to  the  fact  that  "  the  lugs  left  on  the  base  for  center- 
ing" were  too  long  and  too  lacge  in  diameter  and  that  the  bases 
were  too  thick,  in  regard  to  which  complaint  was  made  by  claimant 
on  April  29,  1918.     (CI.  Ex.  #1-B,  R.  188.  1351.) 

19.  A  first  supplemental  contract,  formally  executed,  was  entered 
into  May  7,  1918,  the  sole  purpose  of  which  was  to  provide  that  the 
packing  boxes  should  be  furnished  by  the  Government  instead  of 
claimant,  and  on  this  account  the  price  for  each  shell  was  reduced 
from  $2.15,  as  provided  in  the  original  contract,  to  $2.14334. 

20.  When  Mr.  Wells  left  the  plant  in  July,  the  management  thereof 
fell  to  Mr.  J.  F.  Hartlieb,  one  of  claimant's  vice  presidents,  who 
had  been  connected  with  the  management  of  the  plant  for  some  nine 
years.  Mr.  Hartlieb  continued  in  charge  of  the  plant  until  about 
the  latter  part  of  August,  1918,  when  Mr.  Harold  V,  Goes,  an  experi- 
enced engineer  connected  with  the  engineering  firm  of  Ford,  Bacon 
&  Davis,  became  general  manager  of  the  plant,  and  so  continued  until 
after  the  work  was  suspended  (E.  207).  Mr.  Goes,  however,  had 
been  at  the  plant  since  the  latter  part  of  June,  originally  having  been 
sent  there  to  make  a  survey  of  the  plant  and  make  recommendations 
as  to  improvements  in  the  handling  of  its  contracts  and,  generally, 
as  to  the  plant  conditions. 

DiB.1izedOyGoO<^lc 


494    DECISIONS  APPEAL  SECTION  WAR  DEPABTMENT  CLAIMS  BOARD. 

21.  Mr.  Goes  testified  that  much  difficulty  was  experienced  in 
machining  the  forginps  because  of  their  eccentricity,  their  crooked 
powder  pockets,  and  their  hardness  (R.  210,  211).  He  complained 
to  Capt.  F,  H,  Blakeslec,  the  ordnance  inspector  at  the  plant  (R. 
213),  and  in  the  early  part  of  September  told  Capt.  Blakeslee  that 
if  the  character  of  the  forgings  did  not  improve  that  claimant  would 
be  compelled  to  refuse  to  machine  them  (R.  2nj. 

Mr.  Goes  also  testified  that  the  elements  of  hardness  and  eccen- 
tricity present  at  the  same  time  in  a  shell  rendered  it  "  impossible  to 
take  a  single  roughing  cut  without  either  breakage  of  the  tool  or 
forcing  the  shell  out  of  the  lathe  or  turning  a  thin  wall  shell" 
(R.  218) ;  that  without  reorganizing  the  plant  it  was  impossible  to 
adjust  the  machinery  which  had  been  adjusted  to  one  roughing  cut, 
so  as  to  make  two  roughing  cuts,  which  were  deemed  advisable 
(R.  219) ;  that  the  effect  of  undertaking  to  machine  the  character  of 
forgings  furnished  by  the  Government  was  excessive  wear  and 
breakage  on  tools  and  machinery,  and  demoralization  of  labor,  re- 
sulting in  a  high  "turnover"  of  labor,  retarded  production,  and 
consequent  increased  cost  (R.  224), 

Continual  complaints  to  the  inspector  and  Ordnance  officers  did  not 
result  in  the  Government  furnishing  more  satisfactory  forgings,  and 
Mr,  Goes,  under  pressure  of  ordnance  officers  to  produce  shells,  de- 
termined to  reorganize  the  equipment  and  methods  so  as  to  machine 
the  character  of  forgings  the  Government  was  furnishing.  This  re- 
organization contemplated  making  two  roughing  cuts  in  lieu  of  one, 
and  the  segregation  of  the  shells  so  as  to  put  the  hardest  and  most 
eccentric  through  heavier  machines  (R.  231).  For  the  purpose  of 
effecting  this  reorganization,  the  plant  was  practically  shut  down 
from  the  middle  of  October  to  the  middle  of  November.  However, 
during  practically  all  of  this  time  some  of  the  operations  were  being 
carried  on,  but  there  was  no  continuous  flow  of  forgings  from  the 
first  to  the  last  operation  (R.  233). 

During  the  time  Mr.  Coes  was  in  charge,  forgings  were  being 
furnished  from  several  forging  plants,  including  that  of  the  Dayton, 
Ohio,  Production  Co.  located  in  the  vicinity  of  claimant's  plant 
Mr.  Coes  inspected  this  plant  and  observed  the  process  of  manu- 
facture, He  testified  that  the  forgings  were  not  permitted  to  cool 
slowly  as  required  in  the  forgings  specifications  (K.  215) ;  that  claim- 
ant could  have  satisfactorily  machined  forgings  complying  with  the 
specifications  contained  in  Exhibit  15,  without  readjustment  of  its 
plant  (R.  238),  and  that  notwithstanding  the  hard  and  eccentric 
forgings,  claimant  could  have  overcome  the  delay  in  the  produc- 
tion schedule  and  delivered  6,000  shell  per  day  and  completed  th^ 
deliveries  within  the  extended  time  (R.  238). 
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Before  the  reorganization  29  operations  were  required.  After  the 
reorgenization  the  number  of  operations  was  increased  to  40  (R. 
265).  The  maximum  daily  production  was  6,400  (E.  261).  Addi- 
tional tool  equipment  was  necessitated  on  account  of  the  reorganiza- 
tion (R.  264). 

Mr.  Goes  also  testified  that  the  forgings  received  were  divided 
into  four  classes,  as  follows : 

(a)  Those  which  were  hard  and  eccentric. 

(b)  Those  which  were  eccentric  and  soft. 

(c)  Those  which  were  extremely  hard  and  eccentric 

{d)  Those  which  were  concentric  and  of  a  reasonable  softness. 

Claimant  proceeded  to  machine  all  except  those  of  class  (c)  with 
its  regular  equipment,  and  the  forgings  of  class  (c)  it  undertook 
to  machine  with  larjrer  lathes  which  were  taken  from  the  main  ma- 
chine shop  and  set  up  for  that  purpose  (R.  271).  There  were  times 
when  claimant  did  not  have  forgings,  which  necessitated  the  closing  ■ 
down  of  certain  operations  (R.  276,277) ;  370,:)48  forgings  were  re- 
ceived by  claimant  (R.  280),  and  it  delivered  246,841  finished  shells; 
of  the  difTerence  of  123,707  forgings,  41,421  are  accounted  for  by 
being  in  process;  the  balance,  82,286,  are  not  accounted  for  except 
as  spoiled  forgings  (R,  280),  and  raw  material  (R.  282). 

22.  Mr.  E.  C.  Wells,  a  mechanical  engineer  of  experience,  vice 
president  of  claimant's  plant,  had  complete  charge  of  the  work 
under  this  contract  as  general  manager  up  to  about  July  10,  1918. 
He  testified  that  the  shell  shop  in  which  the  Government  contract 
■was  being  performed  had  been  specially  constructed  for  work  on  the 
Bethlehem  steel  contract  (R.  42) ;  that  claimant  retained  sufficient 
machinery  to  machine  6,000  shells  per  day  had  it  received  forgings 
which  were  machinable  on  the  machines,  as  were  the  Russian  forg- 
ings, and  that  claimant  also  purchased  some  additional  special  equip- 
ment (R.  48). 

Mr.  Wells  also  testified  that  in  the  estimated  price  contained  in 
the  proposal  be  included  an  estimate  for  the  amortization  or  de- 
preciation of  the  machinery  which  had  been  used  on  the  so-called 
Russian  contract  (hereinafter  referred  to  as  the  Russian  machinery), 
which  includes  all  of  the  machinery  used  on  the  Government  con- 
tract, except  such  as  was  specially  provided  for  it  (R.  53-48).  For 
the  purpose  of  carrying  out  the  Government  contract,  claimant 
erected  an  addition  to  the  shell  shop  (R.  59),  and  asks  reimburse- 
ment for  the  excess  cost  of  this  building  (R.  58) . 

Mr.  Wells  explained  that  the  price  of  $2.15  per  shell  fixed  in  the 
contract  was  arrived  at  at  a  conference  between  Mr.  Hartlieb  and 
himself  with  the  Ordnance  officials  in  Washington  between  October 
30,  1917,  the  date  of  claimant's  proposal,  and  November  13,  1917, 
the  date  of  the  purehase  order  (R.  29) ;  that  the  paragraph  in  his  , 
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letter  of  October  30,  1917,  with  reference  to  the  amortization  of  the 
second-hand  value  of  tlie  special  shell-making  equipment  and  ma- 
chinery (Bussian  machinery),  was  not  modified  (K.  60) ;  that  ba^d 
on  1,000,000  shells,  he  estimated  this  amortization  cost  at  20  cents 
per  shell,  and  that  the  reduction  in  the  number  of  shells  from 
1,000,000  to  800,000  would  raise  the  depreciation  twenty  (20)  per 
cent  (R.  61,62). 

23.  The  production  sheets  show  that  in  the  beginning  the  cost  per 
shell  was  $3.00  {K.  63).  The  lowest  cost  per  shell  reached  by  claim- 
ant was  $1.98  (E.  63). 

24.  Mr.  Wells  produced  a  memorandum  made  by  him  shortly  after 
a  conference  in  Washington  on  November  9, 191",  with  Maj.  Gordon 
Grand  and  Lieut.  Knable,  when  claimant's  representatives  were  ad- 
vised that  the  contract  would  be  based  on  the  specifications  furnished 
claimant  at  that  time  for  common  steel  shell,  approved  September 
21,  RS  amended  Xovember  6, 1917,  amendment  No.  1  (K.  66). 

Mr.  Wells  further  testified  that  upon  receipt  of  the  procurement 
order  claimant  laid  out  its  plan  of  operation  based  upon  experience 
under  the  Russian  contracts,  rearranged  the  machinery  and  installed 
that  which  had  been  removed ;  designed  fixtures,  cutting  tools,  gauges, 
and  the  necessary  additional  equipment ;  placed  orders  for  additional 
machinery,  such  as  machine  tools  and  testing  apparatus  (R.  76),  and 
as  fast  as  the  drawings  of  these  were  ready  issued  order  for  the 
manufacture  of  equipment,  boring  bars  and  cutting  tools,  gauges,  etc. 
Some  of  these  things  were  ordered  outside  the  plant  and  others 
ordered  manufactured  in  claimant's  plant  upon  executive  orders, 
hereinafter  referred  to  as  X-orders.  By  an  X-order  is  meant  one 
issued  by  the  officer  in  charge  of  the  plant  and  sent  to  the  depart- 
ment in  which  the  work  is  to  be  done.  These  orders,  with  the  costs 
attached,  became  a  part  of  the  records  of  the  company.  No  general 
overhead  or  administrative  expense  was  charged  against  the  X- 
orders  (R.  77, 78).  All  preparations  for  the  manufacture  of  the  shell 
were  made  under  X-orders,  except  such  items  as  supplies  purchased 
outside  the  plant.  X-orders  were  also  issued  for  the  purchase  of  all 
equipment  and  its  installation  (E.  79), 

He  also  testified  that  it  was  difficult  to  obtain  skilled  labor  and 
that  he  built  up  an  organization  by  using  a  skeleton  organization 
composed  of  men  who  had  had  previous  experience  in  their  plant 
(R.  80). 

25.  No  master  gauges  were  furnished  by  the  Government,  although 
requests  therefor  were  numerous  (H.  88),  as  the  Government  was 
unable  to  procure  them.  Claimant  endeavored  to  purchase  them 
from  the  usual  source  of  supply,  but  could  not  because  of  the  in- 
ability of  manufacturers  to  meet  the  demand,  and  eventually  claimant 
was  compelled  to  make  its  own  gauges.    The  Government  promised 
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from  time  to  time  to  furnish  the  gauges  (R.  101).  Claimant  was 
unable  to  get  satisfactory  information  from  which  to  manufacture 
the  gauges  until  the  latter  part  of  Jiine  (R.  105).  Efforts  to  obtain 
the  gauges  were  begun  in  January,  1918  (R.  106). 

26.  He  further  testified  that  if  the  forgings  had  been  manufac- 
tured in  accordance  with  the  specifications  and  slow  cooled, 
such  slow  cooling  would  have  amounted  to  annealing,  and  tlie  shells 
would  have  been  of  a  hardness  which  claimant  could  have  machined 
satisfactorily  (R.  1"21).  At  first  claimant  understood  that  it  would 
not  be  necessary  to  '"heat  treat"  the  sliell,  but  afterwards  claimant 
was  requested  to,  and  did  install  the  necessary  heat-treating  equip- 
ment (R.  121). 

Mr.  Wells  testified  that  the  chemical  specifications  for  tlie  forg- 
ings were  very  similar  to  the  Russian  specifications,  and  that  if  the 
forgings  had  been  slow  cooled  as  required  by  the  forgings  specifica- 
tions they  would  have  been  of  a  degree  of  hardness  similar  to  the 
Russian  forgings  which  claimant  had  satisfactorily  machined  (R. 
129,436,437,438). 

27.  Mr.  Ross  Biddle,  who  had  been  connected  with  the  plant  for 
more  than  18  years,  and  who  was  in  charge  of  tool  supplies  and  re- 
pairs and  of  the  tool-making  department,  testified  that  he  was 
acquainted  with  about  every  machine  in  the  shop  from  two  angles — 
tooling  and  repairing;  that  the  shop  was  equipped  to  carry  12r>,000 
75-min.  shells  through  the  boring  and  rough-turning  operations  dur- 
ing the  month  of  March,  1918  (R.  289) ;  that  a  great  deal  of  diffi- 
culty was  experienced  in  keeping  sufficient  rough-turning  tools  on 
hand ;  that  constant  repairs  to,  and  regrinding  of,  the  rough-turning 
tools  and  end-facing  tools  was  necessary,  and  also  constant  repairs 
to  the  machinery;  that  prior  to  July  claimant  received  some  hard  and 
eccentric  forgings,  but  not  many ;  that  thereafter,  however,  the  forg- 
ings were  generally  exceedingly  had  and  eccentric ;  that — 

"  The  eccentricity  of  the  shell  would  throw  an  extremely  heavy  cut 
on  one  side  and  an  extremely  large  duty  on  the  tool  at  one  point,  and 
when  the  cut  would  not  true  the  full  diameter  the  break  of  the  cut 
would  allow  the  spring  to  be  taken  up  in  the— or  allow  the  spring 
to  relax  in  the  machine,  and  then  when  it  started  on  the  heavy  cut 
again,  putting  a  strain  on  it,  the  strain  would  be  so  great  as  to  split 
the  aprons,  break  the  teeth  out  of  the  racks  and  pinions,  and  break 
the  centers  supporting  the  shell,  break  the  driving  jaws  that  would 
drive  the  shell,  and  break  the  tool.  Working  on  the  eccentric  shell, 
when  the  tool  would  encounter  that  scale,  it  would  take  a  keen  edge 
from  it,  and  in  about  one  or  two  revolutions  it  became  very  didl, 
and  it  either  broke  the  tool,  broke  the  center,  or  broke  the  machine, 
and  it  was  so  quick  the  operator  could  not  stop  it.  *  "  *  The 
rack,  pinion,  and  the  apron  were  the  three  principal  parts  of  the 
machine  to  be  broken."    (R.  291,  292.) 

DiB.1izedOyGoO<^lc 
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He  nlso  testified  that  it  took  50  i>er  cent  more  men  to  take  care 
of  the  repairs  under  this  contract  on  account  of  the  conditions  de- 
scribed than  it  otherwise  would  have  taken;  that  an  average  number 
of  140  men  were  engaged  in  tool  repair  work  imder  the  Government 
contract,  and  an  average  number  of  about  75  men  were  engaged  in 
similar  work  under  the  Russian  contract ;  that  in  preparing  for  work 
under  the  Government  contract  the  machines  used  on  the  Russian 
were  overhauled,  new  parts  were  put  on  them,  new  aprons,  racks,  and 
pinions,  and  that  after  these  repairs  and  additions  the  machines 
were  almost  in  the  same  condition  as  new  machines,  and  in  such 
condition  when  claimant  began  to  use  them  upon  the  Government 
contract  (R.  300).  The  other  work  that  was  being  carried  on  in 
the  plant,  including  the  machining  of  the  6-pound  shells  for  the 
Navy,  was  being  done  in  another  portion  of  the  plant  and  with  other 
machinery  (R.  309), 

S8.  J.  F.  Hartlieb,  vice  president  of  claimant  company,  testified 
that  on  December  5,  1918,  he  was  verbally  notified  by  Mr.  Bippus 
and  Mr.  Baker  of  the  Dayton  ordnance  office  to  suspend  work  on  the 
contract  (R.  311);  that  he  told  them  that  the  only  condition  under 
which  claimant  would  suspend  operations  would  be  that  it  be  reim- 
bursed "  for  all  out-of-pocket  expenses  incurred  up  to  that  date." 
Mr.  Hartlieb  was  asked  by  them  when  claimant  would  suspend,  and 
stated  that,  of  course,  claimant  could  suspend  immediately,  but  pre- 
ferred to  suspend  at  the  end  of  a  pay-roll  period,  and  that  it  was 
agreed  claimant  would  suspend  on  December  10,  1918.  Mr.  Bippus 
promised  to  send  a  letter  of  confirmation.  Claimant  suspended  oper- 
ations on  December  14,  the  contract  then  lacking  about  69.145  per 
cent  of  completion.  About  December  21  claimant  received  a  writ- 
ten notice  of  suspension  from  Washington,  dated  December  11,  1918. 
(CI.  Ex.  22,  R.  1308.)  Claimant's  written  acceptance  of  the  written 
notice  of  suspension  is  dated  December  20  (R.  314). 

Mr.  Hartlieb  testified  that"  from  time  to  time  he  called  the  atten- 
tion of  i-epresentatives  of  the  Government  to  the  unsatisfactory  char- 
acter of  the  forgings  and  to  the  fact  that  an  insufficient  number  of 
forgings  were  being  furnished  (R.  315),  and  that  he  made  every 
reasonable  effort  to  obtain  forgings  in  larger  quantities.  In  August 
or  September,  1917,  he  had  a  conference  with  Lieut.  Cheston  and 
Maj.  Franklin,  in  which  he  told  them  about  the  Russian  machinery 
and  that  claimant  was  disposing  of  it,  and  that  Maj.  Franklin  sug- 
gested that  claimant  retain  it  for  machining  shell  for  the  Govern- 
ment. 

29,  In  a  letter  from  Maj.  Franklin  to  the  Cincinnati  district  claims 
board,  Maj.  Franklin  stated: 

"The  writer  further  advised  them  (claimant)  to  hold  on  to  all 
the  machinery  which  they  had,  which  could  be  used  as  complete 
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units  for  the  machinlne  of  shell,  because  there  were  still  large  orders 
unplaced,  and  it  was  held  that  any  concern  who  had  the  capacitv 
for  machining  shells  should  operate  this  capacity  to  the  maximum.^ 
(R.  1311.) 

30.  A  letter  from  former  Maj.  F.  C.  Cheston,  ordnance,  to  the 
Assistant  Chief  of  Ordnance  Cincinnati  district  claims  board,  dated 
April  11,  1919  (CI.  Ex.  24,  B.  1312),  reads  in  part  as  follows: 

"It  is  understood  .by  the  writer  that  you  desire  as  near  official 
confirmation  as  possible':  tiiat  the  Ordnance  Department  knew  of  the 
equipment  in  the  Piatt  Iron  "Works;  that  they  expected  to  use  said 
equipment  if  the  i-equirement  neopssitated :  and  that  the  Piatt  Iron 
works  were  told  not  to  dismantle  their  plant  but  to  hold  the  same  in 
case  it  was  necessary  to  use  it  after  the  appropriation  bill  asked  for 
was  passed  by  Conpress.  These  are  the  facts  in  the  cawe  and  there 
are  numerous  reports  and  statements  on  &le  in  the  Ordnance  Depart- 
ment which  would  jrive  additional  strength  to  this  statement  if  you 
care  to  issue  instructions  to  have  them  searched  for,  which  are  par- 
ticularly :  Memorandum  prepared  for  Gen.  Crozier  somewhere  about 
the  20th  of  June.  1917,  and  an  official  letter  written  him  under  the 
signature  of  Maj,  Charles  F,  Cook,  on  or  about  October  6.  The 
writer  will  further  add  that  he  had  several  conversations  with  Mr. 
Hartlieb  in  July  and  August  of  1917  regarding  the  manufacture  of 
75-mm.  shell,  and  while  the  writer's  recollection  is  not  absohitely  dis- 
tinct as  to  what  was  stated  in  those  conversations,  he  knows  it  was 
either  expresseiy  stated  or  implied  that  we  would  not  only  require 
their  facilities  for  the  manufacture  of  this  type  of  ammunition 
but  all  other  existing  facilities  of  which  the  department  had  a  list 
that  had  been  used  for  the  manuacture  of  British  3.3-inch  English 
and  3-inch  Russian  shells,"     (K.  1313,  1314.) 

31.  Mr.  Hartlieb  also  testiBed  that  the  machinery  was  retained  by 
claimant  for  performance  of  this  contract  upon  the  statements  of 
Majs.  Franklin  and  Cheston  (B,  340).  He  also  stated  that  after 
the  convei-sations  and  after  a  conference  among  the  officers  of  the 
Piatt  Iron  Works  no  further  eifort  was  made  to  sell  such  machinery 
as  would  be  required  upon  this  contract,  but  that  thereafter  the 
efforts  of  the  company  to  sell  Russian  machinery  was  confined  to 
such  as  would  not  be  suitable  or  as  would  not  be  required  for  use  in 
performing  the  Government  contract  (R,  341). 

32.  I.  O,  Cunningham,  a  practical  valuation  engineer,  in  the  em- 
ploy of  Ford,  Bacon  &  Davis,  testified  that  he  first  became  connected 
with  the  Piatt  Iron  Works  about  November  4, 1918 ;  that  he  made  an 
iiispection  and  survey  of  the  machinery  and  estimated  its  value ;  that 
in  making  an  estimate  of  the  value  of  the  Russian  machinery  he  took 
the  original  inventories  as  to  the  costs  of  the  various  machines ;  that, 
based  on  1914  prices,  the  machinery  had  a  secondhand  value  of 
$297,286;  and  based  on  November,  1918,  prices  it  had  a  secondhand 
value  of  $397,941  (R.  353,  354) ;  that  normal  depreciation  on  ma- 
chinery, such  as  was  used  in  the  shell  shop,  was  about  10  per  cent 
per  annum  (B.  347). 
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33.  Richard  Stressau,  a  graduate  engineer  of  experience,  connected 
with  the  firm  of  Ford,  Bacon  &  Davis,  testified  that  he  was  detailed 
to  the  Piatt  Iron  Works  plant  about  Xovember  2,  1918;  that  at  that 
time  claimant  was  having  trouble  with  thin  wall  shell,  due  to  eccen- 
tricity and  hardness  of  the  forgings;  that  he  introduced  two  new 
operations  {K.  357,  358,  359) ;  that  notwithstanding  the  high  cost  of 
production  up  to  the  time  of  suspension,  the  contract  could  have  been 
completed  at  a  profit  (R.  374,  425).  He  identified  Exhibit  29  (R. 
416)  as  a  graphic  chart  made  by  him  while  at  the  plant  from  infor- 
mation acquired  there.  This  chart  shows. that  on  May  28  the  cost 
of  production  per  shell  was  about  $3 ;  that  this  cost  decreased  rapidly 
until  about  June  25,  when  the  unit  cost  was  about  $2.40.  A  gradual 
decrease  in  the  cost  then  set  in,  continuing  until  July  23,  when  a 
unit  cost  of  about  $1.98  was  reached.  The  cost  then  began  to  rise, 
and  on  August  1  the  unit  cost  was  $2.04  and  on  September  18,  $2,10, 
It  then  declined  until  October  31,  when  it  reached  about  $2.02,  The 
reorganization  began  at  this  time,  and  as  many  of  the  operations  were 
?hut  down  pending  reorganization,  the  cost  increased  rapidly  until 
November  30,  when  it  had  risen  to  about  the  initial  cost  of  $3.08. 
Forgings  from  the  Dayton  Production  Co.  were  first  received  about 
July  15,  and  thereafter  until  November  30.  From  about  September 
8  to  November  30  practically  all  the  forgings  received  were  from  the 
Dayton  Co.  Softer  forgings  were  received  after  October  1.  The 
trend  of  production  was  upward  from  May  28  to  June  25.  From 
June  25  to  July  23  the  increase  was  rapid,  and  the  plat  shows  that 
except  for  the  hard  and  eccentric  forgings  thereafter  received  the 
same  trend  would  have  continued,  and  that  the  cost  of  $1.50  per 
shell  would  have  been  reached  August  20.  That  this  cost  would 
have  gradually  increased  to  about  $1.77  per  shell  October  80,  and 
would  then  have  taken  a  downward  tren3  to  November  80,  when  the 
cost  would  have  been  only  about  $1.03. 

34.  Mr.  William  W.  Law,  an  expert  accountant  of  many  years' 
experience,  connected  with  the  accounting  firm  of  Price,  Waterhouse 
&  Co.,  testified  that  the  claim  was  prepared  under  his  direction  and 
from  data  obtained  from  the  books  of  the  company.     (E.  448,  449.) 

86.  Clafmant's  original  claim  as  filed  before  the  Cincinnati  Dis- 
trict Ordnance  Claims  Board  was  for  $660,692.  Later,  at  the  re- 
quest of  the  Cincinnati  District  Ordnance  Claims  Board,  the  claim 
was  redrawn  on  finance  forms  and  re-presented,  showing  a  net  claim 
of  $513,204.  On  October  21,  1920,  an  amended  claim  was  filed  with 
the  Appeal  Section,  War  Department  Claims  Board,  in  which  the 
net  amount  of  the  claim  was  $553,394.79.  During  the  progress  of 
the  hearing  and  on  November  29,  1920,  claimant  filed  another 
amended  claim,  wherein  the  amount  stated  to  be  due  was  $785,969.44, 
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The  latter  claim  is  marked  "  Claimant's  Exhibit  30,"  and  is  the  claim 
upon  which  claimant  relies.     (B.  520.) 

36.  The  committee  requested  claimant's  expert  accountant,  Law,  to 
prepare  for  the  committee  from  claimant's  records  a  statement  of 
claimant's  expenditures  on  account  of  this  contract,  exclusive  of  any 
claim  on  account  of  the  Bussian  machinery  and  excluding  also  all 
items  of  general  administrative  and  executive  overhead.  This  state- 
ment was  prepared  and  handed  to  the  committee  during  the  hearing. 
It  is  as  f oliowB : 

Expenditures  Tor  labor,  material,  and  overhead  on 

executive  X  orders $302,280.02 

Deduct  amouDt  of  overhead  included  above 70,687.78 

J231. 682. 24 

Operating  expenses : 

Direct  labor 167,804.  41 

Factory  Indirect  expenses $446,828.81 

Less    works   expense,   yard   ex- 
pense        30, 432. 58 

416,396.28 

General  and  administrative  expense 

(proportion) 29.696.43 

Less  general  and  administrative 

expense  (proportion) 29,696.43 

gft^  200  64 

Materials  on  hand  at  Dec.  15,  1918,  sot 
included  In  the  above : 

Unworked  direct  materials 4, 9S1. 22 

Indirect  materials 79, 823. 08 

84,804.30 

Commitments  19, 059. 25 

Bond  premium 3, 000. 00 

Preparation  of  claim 6,000.00 

928, 756. 43 
Deduct — Siiells  shipped: 

Amount  of  cash  received $370,344.95 

Amount  applied  in  n-duction  of  Government  loan.    132, 266. 60 
Amount  withheld  by  Government 26,453.20 

529,064.19 


399, 692. 24 

37.  Also  at  the  request  of  the  committee  Mr.  Law  furnished  a  state- 
ment as  to  the  Government  salvage  on  new  machinery  and  equip- 
ment and  like  salvage  on  indirect  materials,  the  former  being  stated 
to  be  $22,249.42,  the  latter  $19,207.26. 

38.  When  Mr.  Wells  was  last  on  the  stand  six  questions  were  sub- 
mitted to  him  by  the  committee.  Mr.  Wells  not  being  able  to  answer 
them  from  the  data  then  at  hand  promised  to  submit  his  answers  in 
writing,  which  lie  did  shortly  after  the  hearing  was  adjourned.  The 
answers  submitted  by  him  are  sufficiently  indicative  of  the  questions 
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SO  that  the  oecesaitj  of  setting  out  the  questions  is  obviated.    Tlie 
answers  so  submitted  are  as  follows : 

"  1.  The  reasonable  market  value  of  the  Bussian  machinery  about 
the  23d  day  of  November,  1917,  when  the  Piatt  Iron  Works  was  noti- 
fied that  this  contract  would  begin,  was  $203,189.57. 

"2.  The  reasonable  depreciation  in  value  of  the  Russian  ma- 
chinery, due  solely  to  its  use  on  this  contract,  was  $53,000. 

"  3.  There  was  no  increase  in  the  value  of  the  Russian  machinery 
as  of  the  date  December  15,  1918,  due  solely  to  repairs  and  additions 
made  thereto  by  claimant  for  the  performance  of  this  contract. 

"  4.  $92,539.53  is,  in  my  opinion,  a  reasonable  charge  for  the  use 
and  occupation  of  the  plant  and  its  machinery  exclusive  of  the  ad- 
ministrative and  executive  offices  of  the  company  from  the  date  that 
you  began  to  prepare  to  perform  this  contract  up  to  the  time  that 
claimant  ceased  work  thereon  about  IJec-ember  15,  1918. 

"  5.  Based  on  the  figures  as  shown  by  the  books  of  the  company^ 
Sl60jl52.16  was,  in  my  opinion,  a  reasonable  expense  incident  to  the 
moving  and  reinstallation  of  the  Russian  machinery  in  order  to  re- 
arrange the  plant  and  prepare  for  the  performance  of  this  contract, 
exclusive  of  any  general  administrative  and  executive  overhead. 

"  6.  $7,000  was,  in  my  opinion,  the  actual  cost  to  the  company  of 
the  removal  of  the  Russian  shell-making  machinei^  from  claimant's 
plant  upon  the  termination  of  the  contract,  exclusive  of  general  ad- 
ministrative and  executive  overhead." 

The  committee  deems  it  expedient  to  consider  and  determine  each 
item  of  Kxhibit  30,  the  last  amended  claim,  in  the  order  therein  set 
out. 

Item  1. — Raw  maierials — Cost  plus  handling  charges. 


84,804.30 
The  unworked  materials,  direct  and  indirect,  on  hand  at  the  time 
the  contract  was  suspended,  were  checked  by  Government  auditors 
and  appraisers  and  the  amounts  given  above  were  found  to  be  cor- 
rect. The  Government  makes  no  objection  to  this  item  (R.  623). 
It  therefore  is  allowed  in  the  sum  of  $84,804.30.  N"o  deduction  for 
salvage  has  been  made,  as  it  is  understood  that  it  is  the  Government's 
intention  to  take  over  the  property  covered  by  this  allowance,  the 
property  listed  in  Schedule  No.l  and  in  Schedule  No.  2  and  sheets 
1  to  6,  both  inclusive,  thereunder  of  the  claim  revised  October  21, 
1920.  In  case  such  property,  or  any  part  thereof,  is  not  taken  over 
by  the  Government,  then  the  salvage  value  of  such  as  is  not  delivered 
to  the  Government  should  be  deducted  from  the  allowance  under  this 
item. 

Item  2. — Spe(dal  facUiHes. 
Proportion  of  cost  of  facilities  specially  provided  and  paid  for 
for  the  carrying  out  of  the  contract  which  is  applicable  to  the  un- 
fulfilled portion  of  the  contract. 
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Mr.  Wells  testified  that  item  2  (a)  was  the  proportionate  amount 
chargeable  to  the  unfulfilled  portion  of  the  contract,  for  millwright 
work  performed  on  motors,  shafting,  and  transmission  machinery, 
including  the  cost  of  belting  and  other  miscellaneous  supplies  neces- 
sary to  connect  up  the  machinery  for  work  on  this  contract  j  practi- 
cally all  of  the  expense  was  involved  in  the  alt«ration  and  reinstalla- 
tion of  the  Kussian. equipment  (S.  526);  at  the  time  he  prepared 
the  original  estimate  he  took  into  consideration  the  fact  that  such 
expense  would  be  necessary  but  did  not  figure  it  out  in  detail  (B. 
529) ;  the  machinery  would  not  have  been  reinstalled  except  for  this 
contract,  as  it  was  claimant's  purpose  to  dispose  of  all  of  the  Russian 
machinery,  and  that  except  for  this  contract  no  repairs  would  have 
been  made  upon  such  machinery,  as  it  was  to  be  sold  in  its  then 
condition;  this  work  was  performed  pursuant  to  X-order  No.  4842 
(R.  525),  against  which  the  cost  was  charged. 

Objection  was  made  by  the  Government  to  this  item,  in  so  far  as  it 
included  what  are  termed  "  accrued  repairs."  Mr.  Wells  testified  that 
the  amount  of  accrued  repairs  involved  in  this  item  was  practically 
negligible  (R.  5^). 

Mr.  H.  W.  T.  Collins,  of  the  Cleveland  ordnance  district  claims 
board,  a  graduate  engineer,  and  for  several  years  a  professor  of  en- 
gineering in  the  University  of  Cincinnati,  gave  his  opinion  that  Mr. 
Wells's  statement  in  this  respect  was  correct,  as  this  item  applies  to 
the  reinstallation  of  the  transmission  maohinery  (B.  542). 

In  a  conference  between  representatives  of  claimant  and  repre- 
sentatives of  the  Ordnance  Department,  certain  items  included  in  the 
sum,  of  which  $13,772.57  is  stated  as  the  unamortized  portion,  were 
objected  to,  and  claimant  finally  consented  that  $8,634.34  was  the  un- 
amortized portion  of  this  amount  properly  chargeable  to  the  contract, 
in  which  amount  the  board  includes  an  allowance  in  the  award  under 
item  2  (a)  (R.  539  and  542.). 
2  fb)  Ma<4tiiery,  furniture,  and  flxtures,  Including  InataDatiou $21,048.  IS 

A  large  number  of  X  orders  are  involved  in  this  item  and  are  re- 
ferred to  at  page  543  of  the  record.  The  total  expenditures  claimed, 
as  shown  by  the  books  of  the  company  included  in  this  item,  are 
^1,541.98.  It  is  claimed  that,  after  deducting  the  salvage  value  of 
$21,099.96,  the  unamortized  portion  of  the  balance,  $30,442.02,  should 
be  allowed,  and  that  such  unamortized  portion  is  $21,049.13. 

These  X  orders  cover  the  purchase  and  installation  of  tools  and 
equipment  required  for  this  contract  (R.  544),  the  items  thereof  being 
shown  on  sheet  2  of  Claimant's  Exhibit  No.  31  and  in  Schedule  Na  5 
attached  to  the  claim,  revised  October  21, 1920. 

i:,i,rcd.iyG00<^IC 
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The  original  total  cost  claimed  under  this  item  was  $^,511,22. 
The  salvage  value  is  stated  to  be  $21,099.96,  leaving  the  net  amount 
originally  claimed  under  this  item  $41,411.26. 

After  a  conference  with  the  ordnance  officers  and  accountants, 
claimant  eliminated  certain  items  for  which  cost  had  been  included, 
leaving  the  total  cost  $51,641.98  as  claimed,  and  the  salvage  value 
$21,099.96.  The  items  eliminated  are  marked  with  a  pencil  X  on  the 
left-hand  margin  of  Claimant's  Exhibit  Ko.  31.  By  these  elimina- 
tions the  claimed  unamortized  portion  of  the  cost  was  reduced  to 
$21,049.13  (a.  Ex.  No.  80). 

All  of  the  X  orders  involved  in  this  item  included  outside  pur- 
chases, and  many  of  such  orders  included  stores  taken  from  claim- 
ant's storeroom,  direct  labor,  and  bonuses  paid  workmen.  The  Gov- 
ernment objected  to  the  bonuses,  and  Mr.  Wells  explained  that 
bonuses  were  necessary  in  order  to  keep  the  men  at  work,  and  that  the 
bonuses  allowed  and  charged  were  only  about  7  per  cent  of  the  wages 
paid  (E.  651).  The  bonuses  were  paid  in  good  faith,  and  doubtless 
obviated  increased  wages.  Aa  a  matter  of  fact,  the  bonuses  were  a 
part  of  the  labor  cost,  and  there  appears  to  be  no  reasonable  objection 
to  the  allowance  of  the  amount  so  paid,  as  claimed. 

A  per  cent  on  stores,  amounting  to  $126.12,  is  included  in  this  item, 
based  on  claimant's  experience  for  several  years.  This  percentage 
was  included  in  order  that  claimant  might  be  reimbursed  for  the 
exact  cost  of  stores  furnished,  including  loss  through  shrinkage  due 
to  various  causes,  embracing,  in  the  case  of  iron,  an  allowance  to  taka 
care  of  the  loss  on  small  pieces  which  resulted  in  cutting  other  pieces 
from  larger  ones.  Mr.  Wells  testified  that  the  percentage  charged 
varies  as  to  different  materials,  but  averages  about  10  per  cent;  con- 
tains no  element  of  profit;  is  fair  and  just;  that  a  similar  percentage 
had  been  allowed  on  other  Government  contracts ;  that  such  an  allow- 
ance was  necessary  to  show  the  true  cost  of  stores  used,  and  that  such 
a  charge  was  in  accordance  with  claimant's  usual  custom  (R.  648). 
The  percentage  claimed  is  not  unreasonable,  is,  in  fact,  a  part  of  the 
actual  cost  of  the  materials  furnished,  and  is  allowed. 

The  principal  objection  to  item  2  (6)  is  on  account  of  the  over- 
head charged,  the  proportion  of  machine,  erecting.  Smith,  and 
pattern  shops,  and  for  drafting  and  yard  overhead  charged  being 
'  about  121  per  cent  of  the  direct  labor  involved.  The  Ordnance  officers 
contended  that  such  overhead  should  not  have  exceeded  100  per  cent, 
and  that  any  percentage  in  excess  of  that  amount  was  due  to  claim- 
ant's mismanagement  and  inefficiency.  In  other  words,  the  Govern- 
ment contended  that  the  total  overhead  charged,  $2,598.49,  should  be 
reduced  by  the  amount  that  it  exceeds  100  per  cent  of  the  direct 
labor,  which  would. amount  to  a  deduction  of  $629.92  on  this  item. 
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Mr.  Wells  testified  that  he  included  in  his  estimate  an  item  for 
the  cost  of  necessary  new  machinery,  and  that  the  expense  charged 
in  this  regard  was  for  special  equipment  paid  for  hy  the  company 
and  purchased  solely  for  use  on  this  contract  (R.  546).  Both  he  and 
Mr.  Law  testified  thatt  he  statement  as  set  up  shows  facts  gleaned 
from  the  company's  books.  Invoices  and  X  orders  with  labor  tickets 
attached  were  produced  in  order  that  the  ordnance  officers  might 
examine  them,  and  with  the  exceptions  heretofore  stated,  no  objec- 
tions were  made. 

The  fact  that  the  overhead  appears  high  is  not  in  itself  sufficient  to 
justify  a  reduction  of  this  item  from  the  amount  as  shown  by  claim' 
ant'i  books  to  such  sum  as  Ordnance  officers  and  accountants,  in 
the  light  of  their  experience,  believe  should  be  a  proper  percentage 
of  overhead  to  be  allowed.  Xo  general  administrative  overhead  is 
included  in  the  charge  under  this  item  (R.  554).  Mr.  Law  went  into 
detail  as  to  the  items  considered  in  prorating  the  overhead  (K.  554), 
and  no  objection  was  urged  to  the  various  items  upon  which  the 
overhead  was  computed.  Under  the  circumstances,  there  appears 
no  good  reason  why  the  percentage  of  overhead  should  be  reduced, 
as  there  is  no  evidence  which  justifies  a  finding  that  what  is  claimed 
to  be  excessive  was  the  result  of  other  than  an  honest  effort  to  fulfill 
the  terms  of  the  contract,  and  while  it  may  have  been  higher  than 
it  might  have  been,  yet  in  an  attempt  to  arrive  at  a  fair  and  juat 
settlement  of  the  contract,  in  order  to  justify  a  reduction  below 
the  actual  amount  expended,  there  should  be  established  fraud,  im- 
proper charges,  or  such  mismanagement  as  would  amount  to  the 
negligent  conduct  of  claimant's  affairs,  none  of  which  is  established 
in  this  case. 

The  total  expense  claimed  as  the  basis  for  the  amount  set  up  under 
this  item  should  be  reduced  by  the  sum  of  $935,  the  amount  charged 
for  a  shell  banding  press  and  a  hydraulic  pump,  which  claimant  con- 
sented might  be  eliminated  from  the  charge  under  X  order  1454  and 
therefore  the  total  cost  should  be  considered  only  as  $50,606.98.  As 
claimant  retains  this  property  the  salvage  value  of  $21,099.96  should 
be  deducted,  which  would  leave  $29,507.02  to  be  amortized,  the 
unamortized  portion  of  which  would  be  $20,412.62,  which  sum  is 
allowed  under  item  2  (J). 
2  <e)  Difference  between  actual  and  normal  cost  of  buildlnj;  erected 

for  the  execution  of  the  contract $6,997.13 

This  item  is  based  on  the  theory  that  the  addition,  costing  $24,- 
414.16,  constructed  especially  for  use  on  the  contract  during  the 
period  when  building  costs  were  excessively  high,  due  to  war  con- 
ditions, would  not  be  worth  to  the  contractor  after  the  completicnt 
of  the  contract  more  than  the  normal  cost  of  $14,294.64  (R,  836). 
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(See  schedule  6  of  claim  revised  October  21,  1920.)  The  addition 
to  the  shell  shop  provided  additional  space  for  machines,  storage, 
offices,  rest  rooms,  and  toilet  facilities  (R.  838).  At  the  time  the  esti- 
mate was  made  claimant  knew  that  such  an  addition  would  be  neces- 
sary, and  included  the  cost  thereof  as  an  item  in  its  estimate.  It 
has  been  customary  for  the  Ordnance  Claims  Board  to  make  allow- 
ances for  excessive  building  costs  (R.  837).  No  objection  to  the 
allowance  of  this  item  was  made  by  Ordnance  officers,  other  than 
that  the  rate  of  overhead  is  excessive  (R.  837).  What  has  been  said 
under  item  2  (b)  with  reference  to  overhead  is  equally  applictdsle 
here.  Hence,  the  item  should  be  allowed  in  the  sum  of  $6,997.13  as 
claimed,  as  such  sum  represents  the  unamortized  portion  of  $10,- 
119.52,  the  excess  cost. 

2  (d)  Equipment  for  machine  tools $51,627.61 

This  item  is  covered  by  X  orders.  The  total  expense  claimed 
under  these  X  orders  is  $75,695.18,  claim  being  here  made  for  the 
unamortized  portion.  The  X  orders  involved  are  listed  on  page  839 
of  the  record.  The  items  are  stated  in  schedule  7  of  the  claim  revised 
October  21, 1920.  The  general  objections  that  the  overhead  charged 
against  these  X  orders  was  excessive,  and  that  bonuses  paid  workmen 
and  the  per  cent  on  stores  should  be  disallowed,  apply  to  all  orders 
involved  in  this  item.  What  has  heretofore  been  said  under  item 
2  (6)  with  reference  to  overhead,  bonuses,  and  jwrcentage  on  stores 
applies  with  equal  force  to  tlie  X  orders  in  question.  Other  objec- 
tions applicable  to  some  of  these  X  orders  are: 

(1)  That  the  cost  of  the  gauges,  master  gauges,  and  nosing 

dies  was  excessively  high. 

(2)  That  the  item  includes  accrued  repairs. 

(3)  That  current  repair  work  was  also  included. 

X  orders  4938,  $260,  and  4939,  $20,167.91— (1)  Gauges:  The  testi- 
mony establishes  that  the  usual  source  of  supply  for  gauges  and 
master  gauges  was  exhausted  on  account  of  the  unprecedented 
demand.  The  Government  promised  from  time  to  time  to  supply 
the  necessary  master  gauges  as  it  had  contracted  to  do,  but  none  were 
supplied  by  it,  and  it  was  not  until  about  June,  1918,  that  claimant 
was  furnished  sufficient  information  by  the  Government  from  which 
it  could  prepare  the  master  gauges.  Claimant  made  every  effort  to 
purchase  the  necessary  gauges,  but  was  unable  to  do  so,  and  it  did 
the  only  expedient  thing,  that  was  to  undertake  to  manufocture  them 
in  its  own  shop. 

On  Exhibit  31  the  amount  charged  against  X  order  4989  is  $20,125. 
On  Exhibit  41  "Statement  of  sundry  X  orders,"  there  is  an  item  of 
$42.91  chacged  against  this  X  order  for  gauges.  This  is  explained 
by  the  testimony  of  Mr.  Harris  that  at  the  time  Exhibit  31  was  madi 
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up,  all  of  the  items  chargeable  against  X  order  4939  had  not  been 
posted.  The  items  charged  against  these  X  orders  are  for  expense 
in  the  purchase,  making,  and  repairing  of  gauges.  Some  of  the 
gauges  used  had  been  prepared  for  use  on  the  Bussian  contract,  and 
the  coet  of  these  gauges  to  the  amount  of  $3,010  is  included  in  the 
charges  under  these  X  orders  (R.  696).  There  is  also  included  in 
these  charges  the  expense  of  fitting  certain  of  the  Russian  gauges 
for  use  on  this  contract.  This  expense  is  considered  a  proper  charge 
against  this  contract,  but  the  cost  of  the  Russian  gauges  is  not  so 
considered,  and  the  gross  cost  for  the  equipment  included  in  item  2  (d) 
is  reduced  by  the  sum  of  $3,010.10  on  account  of  the  Russian  gauges 
charged  against  X  orders  4938  and  4939.  Therefore,  the  unamortized 
portion  as  claimed  under  this  item  should  be  proportionately  reduced. 

The'  appraisal  committee  examined  all  gauges  on  hand  shortly 
after  the  contract  waa  suspended,  estimated  the  original  cost  of  the 
gauges^  and  allowed  60  per  cent  of  the  estimated  cost  of  all  gauges 
which  had  been  used,  and  the  full  estimated  cost  of  unused  gauges. 
This  was  an  arbitrary  method  in  use  by  Ordnance  Department  ap- 
praisers, and,  no  donbt,  was  satisfactory  in  most  cases,  where  the 
original  cost  of  gauges  was  not  susceptible  of  definite  ascertainment, 
but  in  this  case  where  the  amount  of  money  actually  expended  for 
gauges  is  established,  though  not  the  cost  of  individual  ga'uges,  and 
where  on  account  of  high  experimental  expense  in  connection  with 
making  the  gauges,  an  inspection  of  gauges  on  hand  would  not  reflect 
their  actual  coet,  it  would  seem  more  equitable  to  take  the  total  cost 
of  the  gauges  and  amortize  it  over  the  contract,  allowing  the  unamor- 
tized portion. 

(2)  Accmed  repairs :  The  objection  that  the  expense  of  accrued  re- 
paira  on  Russian  equipment  is  improperly  included  in  this  it«n  is 
without  merit.  As  a  matter  of  fact,  the  testimony  shows  that  the 
amount  of  accrued  repairs  included  is  very  small,  on  each  X  order 
less  than  10  per  cent  of  the  amount  charged.  Under  the  factsof  this 
case  the  Board  finds  that  an  allowance  is  proper  for  the  cost  of  the 
initial  repairs,  generally  termed  accrued  repairs,  on  the  Russian 
machinery  necessary  to  fit  it  for  use  on  this  contract  Both  claimant 
and  the  Ordnance  representatives  understood  that  this  machinery 
had  been  used  in  the  manufacture  Hi  Russian  shell  j  that  the  greater 
part  of  it  had  been  removed  from  the  shell  shop ;  that  the  machinery 
must  of  necflBsity  have  certain  repairs  and  modifications  and  addi- 
tional equipment  before  it  could  be  used  on  this  contract;  that  the 
machinery  in  the  shell  shop  would  have  to  be  rearranged  and  that 
which  bad  been  removed  must  be  reinstalled  before  work  could  be 
commoKed.  ijSnch  expraise  was  contonplated  by  claimant  and  in- 
cluded in  its  original  bid. 
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(3)  Current  repairs:  No  current  repairs  are  charged  against 
X  orders  included  in  item  2  (d)  {R.  744).  Hence,  the  Government's 
objection  in  such  respect  is  without  merit. 

The  other  X  orders  involved  in  item  2  (d)  will  be  referred  to  by 
number,  only  when  items  contained  in  the  X  order  of  the  number 
referred  to  were  objected  to  by  the  Government,  and  the  objection 
is  sustained ;  or  where  for  some  other  reason  deemed  sufficient  by  tbe 
Board  the  sum  or  a  part  thereof  charged  against  an  X  order  is 
disallowed. 

X  order  1S66. — This  X  order  covered  the  purchase  price,  $48,  of 
steel  purchased  from  the  Monarch  Engineering  Co.,  of  Dayton.  The 
witnesses  were  unable  to  state  that  this  amount  was  not  included 
under  some  other  item,  hence  it  is  disallowed. 

X  order  J706.— This  X  order,  charged  at  $147.09,  is  not  included  in 
the  total  charge  under  item  2  (d) ,  though  stated  to  be  included  by 
Mr.  Harris  (K.  639) .    Hence,  no  allowance  is  made  therefor. 

X  order  1635. — The  amount  charged  against  this  order,  $400.28, 
is  for  expense  incurred  in  installing  an  additional  foundation  for  ■ 
heat  treating  furnace  erected  by  the  General  ^mbustion  Co.,  so  that 
the  heat  treating  furnace  would  function  as  intended,  as  a  special 
facility  in  connection  with  the  execution  of  this  contract. 

The  fiimace  was  installed  under  a  written  contract  (Claimant's 
Exhibit  66).  If  the  additional  foundation  charged  for  under  this 
X  order  was  a  necessary  part  of  the  heat  treating  apparatus  (the 
contract  price  of  which  has  been  allowed  without  question)  in  order 
that  the  heat  treating  furnace  should  function  properly,  then  the 
construction  of  the  foundation  should  have  been  paid  for  by  the 
General  Combustion  Co.  There  are  not  in  the  record  sufficient  facte 
from  which  the  committee  is  able  to  determine  whether  the  addi- 
tional foundation  should  have  been  paid  for  by  claimant  or  by  Uie 
Geneial  Combustion  Co.  under  the  terms  of  the  contract.  However, 
the  necessity  of  determining  this  question  is  obviated  by  claimant's 
settlement  contract  witli  the  General  Combustion  Co.,  dated  August 
26, 1918.  Under  the  terms  of  such  settlement  contract  claimant  must 
look  to  such  company  for  relief  and  not  to  the  Gtovermnent.  This 
item  in  the  sum  of  $400.48  is  disallowed. 

X-order  603S. — What  has  be*n  said  with  reference  to  X-order 
1635  applies  with  equal  force  to  X-order  6033,  under  which  a  claim 
is  made  for  expense  of  additional  labor  in  erecting  "  oil  gas  "  nosing 
furnace,  $1,730.  However,  this  item  was  withdrawn  by  claimant 
at  the  liearing.  (Memorandum  on  behalf  of  claimant,  p.  20.) 
Hence,  the  sum  of  $1,730  is  also  eliminated  from  item  2  (d). 

Sundry  X-orders  ($2,315.88).— These  X-orders  are  listed  in  claim- 
ant's Exhibit  No.  41  (R.  page  1326) ,  and  the  character  of  the  woi* 
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done  under  them  is  also  shown  in  said  exhibit.  Mr.  Wells  also  went 
somewhat  into  detail  with  reference  to  these  sundry  X-orders  in  hia 
testimony  shown  at  pages  799  to  801  of  the  transcript. 

The  property  to  be  retained  by  claimant,  covered  by  the  salvage 
allowance  of  $1,029.46,  is  listed  in  schedule  7  of  the  claim  revised 
October  21,  1920. 

There  is  no  evidence  of  any  improper  charge  under  these  sundry 
orders,  and  no  objection  has  been  urged  to  the  amounts  claimed 
thereunder  other  than  the  general  objections  to  X-orders  which  here- 
inbefore have  been  considered.  The  sum  $74,665.72,  being  the  alleged 
cost  less  a  salvage  value  of  $1,029.46,  made  the  basis  of  the  propor- 
tionate charge  under  item  2  (d)  is  reduced  by  the  amount  of  the  total 
eliminations  heretofore  made,  $5,188.38  to  $is9,477.a4,  which  reduces 
the  amount  of  item  2  (d)  to  $48,040.10,  in  which  sum  it  is  allowed. 

t  (e)  and  £  (f).  Proportion  of  Itenia  of  cost  wblcb  contractor  claims  ^ould  be 

properly  Included  and  amortized  ander  tbe  classlflcatlDi)  of  Bpeclel  fadlltlefl. 

Item  2  (e)  is  equipment  for  handling  and  shipping  shells,  $3,542.98, 
being  cost  of  reproduction  new,  less  a  salvage  of  $1,000. 

Item  2  (/)  is  machinery  on  hand  from  previous  contracts  for 
Allied  Governments,  including  power  and  transmission  equipment, 
$94,773.98.  The  total  of  these  two  items  is  $98,316.94.  The  ma- 
chinery referred  to  in  each  item  was  used  for  machining  Busman 
shell   (R.  840) ,  and  both  items  will  be  considered  together. 

Claimant  contends  that  this  machinery  was  retained  by  it  at  the 
demand  of  ordnance  officers  in  order  that  it  might  be  used  in  filling 
orders  for  the  machining  of  shell  forgings  for  the  Government,  and 
that  this  machinery  should  be  considered  as  special  machinery  pro- 
vided for  tfie  performance  of  this  contract  under  subparagraph  (4) 
of  paragraph  3.  Supply  Circular  111.  Therefore  claimant  asks  that 
the  value  of  this  machinery  be  amortized,  or  that  in  lieu  thereof,  an 
allowance  be  made  for  its  depreciation.  Mr.  Wells  estimated  the 
value  of  the  equipment  at  $203,189.57  as  of  the  date  the  contract  was 
awarded,  and  Mr.  I.  O.  Cunningham  estimated  it  to  be  worth 
$297,286,  when  the  contract  was  suspended,  based  on  its  original  cost 
of  $879,000  in  1914  {R.  353).  Claimant  insists  that  it  understood 
that  the  secondhand  value  of  this  machinery  was  to  be  absorbed  in 
the  price  it  was  to  receive  for  the  shell.  As  evidence  of  such  under- 
standing, the  board's  attention  was  invited  to  the  letter  from  Mr. 
Wells  to  the  Ordnance  Department,  dated  October  30,  1917,  quoted 
in  paragraph  4  above  (CI.  Ex.  2,  R.  1219).  While,  no  doubt,  it  is 
true  that  the  Ordnance  Department  knew  of  the  existence  of  the 
Russian  machinery  and  was  desirous  that  it,  as  well  as  all  other  ma- 
chinery in  the  country  suitable  for  machining  shell,  should  be  so 
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Utilized,  and  that  Majors  Cheston  and  Franklin  of  the  Ordnance  sug- 
gested and  perhaps  advised  the  retention  of  the  machinery  in  antici- 
pation of  this  contract  (S.  318,  330) ;  yet  it  is  the  opinion  of  tJie 
board  that  the  retention  of  the  Russian  machinery  was  not  under  cir- 
cumstances bringing  it  within  the  terms  of  subparagraph  (4)  of 
paragraph  3,  Supply  Circular  HI;  but  that  such  machinery  was 
retained  by  claimant  in  the  exercise  of  its  best  business  judgment 
after  claimant  had  determined  it  would  be  of  greater  financial  ad- 
vantage to  use  the  machinery  in  machining  forgings  for  the  Govern- 
ment, than  to  dispose  of  the  machinery.  Hence,  the  cost  of  the  Rus- 
sian machinery  can  not  be  amortized.  This  machinery  had  an  in- 
flated value  at  the  time  the  contract  was  entered  into  because  of  the 
war,  and  such  value  depreciated  on  account  of  the  cessation  of  hos- 
tilities. iSat^  depreciation  was  assumed  as  a  business  risk  when  the 
contract  was  entered  into,  for  such  depreciation  the  Govemraaat  is 
not  liable. 

There  was,  of  course,  a  depreciation  in  the  value  of  the  Russian 
machinery,  due  solely  to  its  use  on  this  contract.  Such  part  of  the 
]att«r  depreciation  as  was  not  due  to  engineering  changes  referred  to 
in  paragraph  7,  supra,  has  been  absorbed  in  the  price  claimant  has 
received  for  the  finished  shell.  Such  as  resulted  from  engineering 
changes  is  an  item  for  which  claimant  should  be  recompensed.  The 
amount  of  such  compensation  is  difficult  of  ascertainment  The  only 
direct  testimony  as  to  depreciation  due  solely  to  use  on  this  contract 
is  that  of  Mr,  Wells  found  in  his  answer  to  questions  submitted  by 
the  committee  during  the  hearing  (paf.  38). 

Mr.  Wells'  estimate  of  $203,189.57,  as  the  value  of  the  Russian  ma- 
chinery at  the  time  its  use  was  begun  on  this  contract,  is  believed  to 
he  fair. 

He  estimated  the  amount  of  its  depreciation  due  solely  to  use  oa 
this  contract  at  $53,000.  However,  in  its  amended  statement  filed 
January  14,  1920,  claimant  stated  this  depreciation  to  be  $47,600. 
The  latter  item  is  found  to  be  reasonable,  and  claimant  should  not 
now  be  heard  to  say  that  the  depreciation  was  in  excess  of  the  sum 
then  claimed. 

Accepting  Mr.  Wells'  estimate  of  the  value  of  the  Russian  ma- 
chinery at  the  beginning  of  the  contract,  it  is  believed  that  the  nor- 
mal accelerated  depreciation  due  to  use  on  this  contract,  except  the 
depreciation  due  to  hard  and  eccentric  forgings,  would  not  exceed 
10  per  cent,  or  $20,318.95.  Deducting  this  sum  from  the  total  depre- 
ciation of  $47,600  would  leave  $27,381.05  as  the  depreciation  due  to 
engineering  changes,  which  sum  the  board  allows  in  lieu  of  Items  S 
(e)  and  2  (f),  which  are  disallowed. 
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Gomiuittnente fl&,0e&.2S 

This  item  represents  the  amount  that  claimant  paid  out  in  settle- 
ment of  its  outstanding  commitments.  (See  schedule  9  of  claim  re- 
vised Oct.  21,  1920.)  No  question  has  been  raised  as  to  claimant's 
good  faith  in  making  these  settlements,  or  as  to  the  amount  thereof. 
(R.  856.)  Hence,  this  item  is  allowed  in  full  in  the  sum  of  $19,- 
059.25.  If  the  last  three  items  charged  under  schedule  9  for  an- 
nealed high-speed  steel  and  round  annealed  high-speed  steel,  amount- 
ing to  $6,562.87,  are  retained  by  claimant,  their  salvage  value  should 
be  deducted  from  the  amount  herein  allowed.  If  taken  over  by  the 
Government,  there  should  be  no  further  payment  on  account  thereof. 

Item  4- — Other  CoTupensatton. 

4  (a)  Pn^MitlOQ  of  alteration  and  repatra  to  machine  tools  ap- 
plicable to  the  anfllled  portion  of  tlie  contract f80,S44.01 

This  item  is  based  entirely  on  X  orders,  the  numbers  of  whidi 
ar«  set  out  on  page  867  of  the  record,  and  the  items  of  which  appear 
on  claimant's  Exhibit  No.  31  and  on  Schedule  No.  10  of  the  claim 

05  revised  October  21,  1920.  The  total  amount  of  these  X  orders  is 
$116,605.66,  from  which  is  deducted  a  salvage  value  of  $120,  leaving 
$116,485.66,  of  which  the  amount  claimed,  $80,644.01,  is  69.146  per 
cent. 

The  general  objections  that  were  urged  against  items  2  (&)  and 
2  {d)  were  also  made  to  the  allowance  of  this  item,  viz : 

(1)  The  percentage  of  overhead  is  too  high. 

(2)  The  bonuses  paid  workmen  should  be  disallowed. 
(8)  The  per  cent  on  stores  is  an  improper  charge. 

(4)  The  expense  of  accrued  repairs  is  not  allowable. 

(5)  Expense  of  current  repairs  should  not  be  considered. 
For  the  reasons  stated  under  items  2  {b)  and  2  {d),  objections 

(1),  (2),  (3),  and  (4)  are  disallowed.  Objection  (5)  is  sustained  in 
so  far  as  items  for  current  repairs  are  included  under  any  X-order 
charge. 

Reference  by  number  to  the  X  orders  involved  will  be  made  only 
where  the  X  order  is  subject  to  objection  (6),  or  where  some  specific 
objection  has  been  made,  or  where  for  any  reason  the  charge  under 
an  X  order  is.disallowed  or  reduced. 

X  order  4S57. — ^The  committee  originally  investigating  the  claim 
for  the  Cincinnati  district  ordnance  claims  board  was  unable  to 
segr^ate  the  work  done  under  this  X  order  from  that  done  underX 
order  4866,  and  the  committee  considered  the  two  X-orders  as  one 
item.  The  testimony  of  Mr.  Biddle,  however,  shows  that  the  work 
done  under  this  X  order  is  entirely  separate  and  distinct  from  the 
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work  done  under  X  order  48S5.    The  amount  charged  against  this 
X  order  is  a  proper  charge. 

X  order  14S7  ($634). — This  item  is  for  fire  brick  and  fire  clay  for 
the  heat  treating-fumace  installed  by  the  General  Combustion  Co. 
(B.  1044).  It  is  disallowed  for  the  same  reasons  as  stated  under 
item  2  (rf),  X  order  1635. 

Z  order  1807  ($145— C1-.  Ex.  50)  .—Claimant  concedes  that  tlie  en- 
tire amount  covered  by  this  X  order  is  for  current  repairs.  (B. 
828 — Claimant's  memorandum,  p.  24.)  Hence  the  entire  amount  of 
this  item  should  be  disallowed. 

X  order  4853  ($70^7— CI.  Ex.  51— K.  828).— The  Govemment 
specifically  objected  to  the  allowance  of  this  item  in  full  because  the 
equipment  was  surplus,  and  recommended  the  allowance  only  of 
$1,560.  Mr.  Biddle  testified  that  there  were  no  current  repairs,  and 
that  no  surplus  equipment  was  charged  for  under  this  X  order  (B. 
828-829).    The  amount  is  allowed  as  claimed. 

X  order  1503  ($5,240.66). — This  item  covers  drawings,  labor,  and 
material  for  alterations  to  twelve  heat-treating  furnaces.  These 
furnaces  have  no  connection  whatever  with  the  heat-treating  fur- 
naces installed  by  the  General  Combustion  Co.  The  Government 
made  no  objection  whatever  to  the  allowance  of  this  item,  ex- 
cept in  so  far  as  it  was  claimed  that  it  included  an  excessive  per- 
centage of  overhead  (B.  838).  The  Board  has  heretofore  passed 
upon  the  objection  to  overhead  charges  renewed  here,  and  has  de- 
cided that  such  objection  is  without  merit.  Hence,  the  amount 
charged  under  this  X  order  is  allowed  in  full. 

After  deducting  $779,  the  total  eliminations  from  the  claimed 
total  cost,  thene  remains  $115,826.66.  Beducing  this  sum  by  the  sal- 
vage value  allowed,  $130,  there  remains  a  net  total  cost  of  $116,706.66, 
the  unamortized  portion  of  which  is  $80,005.36,  in  which  sum  item 
4  (a)  is  allowed. 

4  (6)  Excess  cost  to  get  Into  prodnctlon,  $37,549,  proportionate  part  of  K>4.80S 
early  excess  cost  allocated  by  clafmant  to  the  nnfltled  portion  of  tbe 
contract. 

Mr.  Wells  testified  that  in  the  early  stages  of  the  contract  the  per- 
centage of  overhead  was  much  higher  than  in  the  latter  stages,  due  to 
the  "  inefficiency  and  ineffectiveness  of  the  labor  and  inefficiency  of 
your  organization  "  for  the  two  or  three  months  of  the  contract  (E. 
935),  and  due  in  part  also  to  the  fact  that  the  Government  did  not 
furnish  claimant  forgings  in  sufficient  quantities  in  order  to  make 
the  necessary  experimentation  and  keep  the  skilled  labor  continuously 
employed  on  the  character  of  work  which  it  was  hired  to  perform 
(R.  936),  necessitating  the  use  of  such  labor  on  other,  work  in  order 
to  keep  the  organization  together;  that  this  early  excess  cost  was 
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about  22  cents  per  sbftll,  or  a  total  of  $64^5.  It  is  a  well-known 
fact  that  in  the  early  stages  of  manufacture  in  contracts  such  as  this, 
the  cost  of  production  per  unit  is  much  higher  than  in  the  latter 
stages,  and  that  by  increasing  the  production  in  the  latter  stages 
of  the  contract  the  contractor  is  able  to  recoup  his  losses  occurring 
in  the  early  stages.  This  early  excess  cost  is,  of  course,  not  a  matter 
susceptible  of  definite  ascertainment.  The  estimate  of  Mr.  Wells 
appearing  reasonable  to  the  Board  and  there  being  no  testimony  in 
controTeation  thereof,  item  4  (6)  is  allowed  as  claimed  in  the  sum  of 
$37,549. 
4  (c)  Excess  C08t  due  to  engineering  changes $271^525 

Article  V  of  the  contract  provides  that  the  contracting  officer 
may  by  written  notice  to  the  contractor  make  changes  in  the  drawings 
and  specifications  which  relate  to  the  contract,  or  in  the  provisions  ■ 
whereby  the  United  States  undertakes  to  furnish  materials;  that  if 
such  changes  involve  substantially  additional  expense,  a  fair  addition 
will  be  made  to  the  purchase  price,  and  that  no  claim  for  additional 
compensation  on  account  of  such  changes  will  be  allowed  unless  the 
same  was  ordei-ed  in  writing.  The  changes  in  the  forgings  specifica- 
tions herein  referred  to  were  in  writing.  No  notice,  however,  of  these 
changes  was  given  claimant,  and  it  had  only  such  notice  as  was  given 
it  fropi  time  to  time  by  the  changed  character  of  the  forgings.  It 
can  not  be  denied  that  the  change  in  the  forgings  specifications  in- 
volved substantially  an  additional  expense  to  that  originally  con- 
templated. The  ordnance  officers  familiar  with  the  transaction  have 
not  denied  that  claimant  is  entitled  to  additional  compensation  on 
account  of  the  excess  cost  due  to  these  engineering  changes.  The 
only  questions  are  as  to  the  method  of  determining  the  amount  of 
this  cost  and  the  sum  to  be  allowed  therefor.  The  contract  does  not 
in  terms  provide  that  the  excess  cost  due  to  engineering  changes  will 
be  absorbed.  It  cont«mplates  that  an  addition  will  be  made  to  the 
contract  price  on  account  of  these  changes.  Ordinarily,  this  matter 
would  have  been  the  subject  of  a  supplemental  agreement.  How- 
ever, no  such  agreement  was  entered  into,  and  it  becomes  a  duty  of 
the  Board  to  determine  the  amount  that  will  fairly  and  justly  com- 
pensate claimant  for  the  excess  cost  incurred  on  account  of  the  engi- 
neering changes  in  the  forgings. 

Mr.  Wells,  claimant's  vice  president  and  its  general  manager  up 
until  about  the  1st  of  July,  1918,  gave  his  opinion  that  this  excess 
amount«d  to  $271,525.  He  based  his  opinion  upon  the  company's  ex- 
perience in  the  manufacture  of  Russian  shell  under  the  Bethlehem 
Steel  contract.  If  these  shell  had  been  of  the  same  kind  and  charac- 
ter and  manufactured  under  the  same  conditions  as  were  the  Govern- 
ment shell,  this  comparison  would,  of  course,  be  of  great  evidentiary 
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value.  Though  the  character  of  the  Russian  shell  was  different  from 
the  Government  shell,  and  also  the  conditions  under  which  they  were 
manufactured  were  different,  it  might  be  possible  by  additions  and 
eliminations  to  equalize  these  differences  so  that  an  opinion  based  on 
a  comparison  of  costs  would  be  of  value.  However,  the  opinion  of 
Mr.  Wells  is  based  upon  his  own  estimate  in  equalizing  the  conditions 
between  the  two  contracts,  and.  therefore,  is  merely  an  estimate  based 
on  an  estimate,  and  is  entirely  too  far  remote  from  the  facts  to  be 
controlling  in  the  determination  of  the  amount  that  should  be  al- 
lowed under  this  item. 

If  claimant  had  kept  its  books  so  as  to  show  the  expense  of  such 
excess  cost,  it  would  have  been  a  comparatively  easy  task  to  calcu- 
late the  amount  to  be  allowed  under  this  item.  The  fact  that  the 
.  books  were  not  so  kept  is  probably  as  much  the  fault  of  the  Qovem' 
ment  as  of  claimant,  because  the  Government  failed  to  notify  claimant 
of  the  changes  in  the  forgings  specificatioiM.  Of  course,  before  the 
excess  cost  can  be  determined  a  normal  cost  must  be  fixed.  We  are 
not  satisfied  that  the  normal  cost  arrived  at  by  Mr.  Wells  in  the  man- 
ner indicated  is  correct.  Nor  are  we  satisfied  that  the  method  sug- 
gested by  the  Ordnance  Claims  Board  that  the  allowance  under  this 
item  should  be  the  difference  between  the  contract  price  and  the  total 
cost  of  the  shell  delivered  is  a  reasonable  method  of  calculating  the 
amount  due  under  this  item.  It  has  occurred  to  the  Board  that  a 
method  of  computation  equally  as  logical  as  that  suggested  by  Mr. 
WeUs  or  the  Ordnance  Claims  Board  would  be  as  follows:  Sub- 
tract  the  unit  cost  of  July  23,  1918,  approximately  ^,  less  the  pro- 
portionate share  of  the  early  operating  expenses,  from  the  unit  exist 
of  the  total  operating  expenses  plus  the  spoiled  forgings  as  shown 
on  Exhibit  54.  This  would  give  an  excess  unit  cost  of  about  26  cents 
per  shell.  The  Board  does  not  adopt  this  method  of  calculation,  or 
suggest  that  it  is  infallible.  However,  it  is  believed  from  all  the  facts 
and  circumstances  in  evidence  that  an  allowance  of  26  cents  per  shell 
for  the  346,841  completed  shell  would  be  a  fair  and  equitable  allow- 
ance on  account  of  the  excess  cost  due  to  the  engineering  changes 
in  the  forgings.  The  Board  has  no  doubt  if  the  changes  in  the  forg- 
ings specifications  had  been  presented  to  claimant  with  an  offer  to 
increase  the  unit  price  of  the  shell  26  cents  that  claimant  gladly 
would  have  accepted  the  offer.  While  claimant  may  have  incurred 
ezpfflise  on  account  of  the  hard  and  eccentric  forgings  in  excess  of  the 
amount  suggested,  it  is  the  opinion  of  the  Board  that  an  allowance 
of  $64,178.66  will  amply  compensate  claimant  for  such  part  of  the 
excess  cost  as  should  be  borne  by  the  Government  in  view  of  other 
allowances  tiiat  are  made  claimant  in  this  opinion.  Item  4  (o)  is 
(Jierefore  allowed  in  the  sum  of  $64,178.66. 
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4  (d)  Special  fucilltles  due  to  eoglneeriog  cliaoges 114,104.65 

This  it«m  is  covered  by  several  X-orders  (B.  863)  and  includes 
the  expense  of  rebuilding  Reed  stud  lathes  for  centering  shell;  draw- 
'  ings,  labor,  and  material  lor  making  three  recentering  machines  out 
of  stad  lathes ;  loose  pulley  for  Le  Blonde  lathes ;  equipment  for  end 
facing  on  P.  A  J.  and  Le  Blonde  laUies;  tools  and  equipment  for 
semifinished  turning;  drawing,  labor,  and  material  for  making  cast- 
iron  cams  for  semifinished  turning;  drawings,  labor,  and  material 
for  rearranging  machinery  in  shell  shop ;  two  drill  presses,  Minsker; 
two  drill  presses,  Colbum ;  two  drill  presses,  Baker;  and  one  Gardner 
grinder,  No.  4.  Ko  question  is  raised  by  the  Government  as  to  the 
necessity  of  the  items  for  which  this  chai^  is  made,  and  no  objection 
is  made  to  the  amount  charged.  This  item,  therefore,  is  allowed  in 
the  sum  claimed,  $14,104.6^ 
4  (e>  Proportion  of  bond  premium 12,074.35 

The  bond  premium  here  charged  for  is  the  proportionate  part  of 
$3,000  paid  to  the  United  States  Fidelity  &  Guaranty  Co.  for  a  bond 
required  by  the  War  Credits  Board  as  a  prerequisite  to  a  loan  of 
$300,000  obtained  from  the  board  by  claimant.  A  similar  allowance 
was  made  in  the  claim  of  Towar  Cotton  Mills  (Inc.),  part  1,  Volume 
V,  page  61,  Dec.  B.  C.  A.  It  has  been  customary  for  the  Cincinnati 
district  ordnance  claims  board  and  the  Ordnance  Claims  Board  to 
allow  bond  premiums  for  bonds  of  this  sort,  and  it  is,  of  course,  an 
expense  incident  to  the  contract ;  accordingly  the  unamortized  por- 
tion of  tile  premium,  $2,074.35,  is  allowed. 
4  (/)  Extra  co«t8  o(  ^eparing  claim (6,000 

The  firm  of  Price,  Waterhonse  &  Co.,  public  accountants,  were 
onployed  by  claimant  prior  to  the  suspension  of  the  contract,  in  con- 
nection with  the  engineering  firm  of  Ford,  Bacon  &  Davis,  and  repre- 
sentatives of  Price,  Waterhouse  &,  Co.  were  working  upon  the  books 
of  claimant  prior  to  the  suspension.  The  charge  here  made  is  for 
extra  work  done  by  employees  of  Price,  Waterhouse  &  Co.  in  repre- 
paring  the  claim  for  presentation  to  the  Cincinnati  district  ordnance 
claims  board  in  accordance  with  forms  furnished  by  that  board,  and 
for  subsequent  accounting  work  in  connection  with  the  claim.  It 
does  not  include  any  charge  for  the  preparation  and  filing  of  the 
original  claim,  which  was  filed  before  finance  forms  were  available. 
There  is  no  question  as  to  the  amount  of  expense.  The  testimony 
clearly  shows  that  extra  expense,  at  least,  to  this  amount  was  incurred 
by  claimant.  The  testimony  also  shows  that  it  has  been  the  custom 
of  the  Cincinnati  district  ordnance  claims  board  to  make  an  allow- 
ance for  such  expense,  under  circumstances  similar  to  these,  and  that 
it  was  a  custom  of  the  Ordnance  Claims  Board  to  approve  settle- 
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ments  reconunenijed  by  the  bureau  boards  including  similar  items. 
In  addition  to  this,  Col.  Booton  testified  that  it  has  been  the  custom 
of  the  Ordnance  Claims  Board  to  allow  for  the  expense  of  prepara- 
tion of  the  claim  where  services  rendered  were  considered  of  benefit 
to  the  Govermnent.  In  answer  to  a  direct  question  by  claimant's 
counsel  as  to  whether  or  not  the  services  of  the  representatives  of 
Price,  Waterhouse  &  Co.  in  this  particular  case  were  of  benefit  to 
the  Government,  Col.  Booton  stated  that  some  assistance  had  been 
rraidered,  but  that  he  was  unable  to  say  what  the  value  of  that 
assistance  was  (R.  887). 

The  Board  of  Contract  Adjustment  and  the  Appeal  Section  have 
consistently  declined  to  authorize  the  allowance  of  similar  expense. 
If  it  were  an  open  question  this  Board  would  be  inclined  to  follow 
the  practice  of  the  Cincinnati  district  oronance  claims  board  and  the 
Ordnance  Claims  Board,  and  allow  this  item.  But,  in  view  of  the 
precedents  established  by  the  Board  of  Contract  Adjustment  and  the 
Appeal  Section,  by  which  this  Board  feels  bound,  item  4  {d)  is  dis- 
allowed. 
4  {{I)  Amount  wltbheld  by  Oov^iunent  on  shells  Invoiced 126, 453. 20 

This  amount,  5  per  cent  of  the  contract  price  of  the  delivered 
shell,  was  withheld  by  the  Government  under  Article  III  of  the  con- 
tract, and  upon  final  settlement  will  be  paid  to  claimant.    This  is  a 
matter  with  which  this  Board  is  not  concerned. 
4  (A)  Salvage  retained  by  Government $2S,  249.  42 

The  property  to  be  retained  by  the  Government  (other  than  that, 
the  cost  of  which  has  been  fully  amortized  and  would  thereupon  be- 
come the  property  of  the  Government)  and  the  appraised  value 
thereof  has  been  agreed  upon.  The  figure  above  stated  represoutB 
such  agreed  value,  and  schedule  14  and  schedules  therein  referred  to 
describe  such  property.  If  the  property  so  agreed  upon  is  delivered 
to  the  Government  by  claimant,  then  the  amount  so  agreed  upon  is 
allowed  and  should  be  paid  claimant.  Proportionate  reduction  will, 
of  course,  be  made  for  any  property  included  in  the  schedules  above 
referred  to  which  is  not  so  delivered. 

Item  6. 

Interest  to  Dec.  15, 1920,  on  Government  loan  from  Jan.  28, 1818 928, 862. 86 

Claimant  borrowed  $300,000  of  the  War  Credits  Board  for  the 
purpose  of  purchasing  materials  to  be  used  in  the  performance  of 
this  contract.  This  money  was  so  used,  and  under  paragraph  47  of 
the  pamphlet,  entitled  "  Definition  of  Costs  Pertaining  to  Contracts," 
dated  June  27,  1917,  made  a  part  of  the  contract  by  reference,  the 
interest  paid  and  to  be  paid  on  this  loan  is  a  proper  element  of  cost 
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for  which  claiinant  is  entitled  to  an  allowance.  (Towar  Cotton 
Milk  (Inc.),  $2,466,  pt.  1,  Vol.  V,  p.  61,  Dec.  B.  C.  A.;  Crown  Cork 
&  Seal  Co.,  $1,946,  Vol.  IV,  p.  136,  Dec.  B.  C.  A.)  This  Board  wUl 
not  undertake  to  compute  the  amount  of  this  interest,  as  it  appears 
that  at  least  a  portion  of  the  loan  remains  unpaid,  and  that  the 
amount  of  interest  will  vary  from  day  to  day.  The  amount  to  be 
allowed  under  this  item  is  therefore  left  undetermined,  to  be  com- 
puted to  the  date  of  final  settlement,  and  then  adjusted. 

,                        ooi-ONMEBT  PEOPEary  unaccounted  fob. 
Spoiled  forgingB,  et« »46,412.88 

This  item  consists  of  35,909  spoiled  and  unaccounted  for  forgings 
valued  at  $43,090.80;  21,749  copper  bands  spoiled  or  unaccounted  for 
of  the  value  of  $1,913.91;  179  packing  boxes  unaccounted  for'of  the 
value  of  $408,12.  All  of  these  materials  were  furnished  by  the  Gov- 
ernment, and  their  total  value  of  $45,412,83  remains  to  be  accounted 
for. 

A  normal  spoilage  on  the  forgings  would  have  been  about  5  per 
cent,  and  the  amount  of  such  spoilage  should  have  been  absorbed  in 
the  price  claimant  received  for  the  finished  shell.  A  portion  of  the 
copper  bands  were  disposed  of  to  other  Government  contractors,  and 
it  is  believed  that  the  entire  amount  of  unaccounted  for  copper  bands 
should  be  borne  by  claimant,  as  should  also  the  value  of  the  miasing 
packing  boxes.  If  claimant  had  been  permitted  to  continue  opera- 
tions, it  doubtless  would  have  beeif  enabled  to  reclaim  a  portion  of 
the  spoiled  forgings  and  to  have  absorbed  a  percentage  of  the  loss 
on  those  spoiled  in  the  early  operations,  and  as  the  result  of  experi- 
ments on  account  of  the  engineering  changes.  Under  the  cinnmi- 
stances  it  is  believed  that  an  allowance  of  $17,825.85  on  account  of 
spoiled  forgings  will  fully  compensate  claimant  for  all  such  loss  for 
which  the  Government  is  responsible.  Hence,  for  such  spoilage  an 
allowance  is  made  of  $17,825.86.  Claimant,  of  course,  will  be  re- 
quired to  pay  the  Government  the  full  value  of  the  materials  spoiled 
and  unaccounted  for. 
Work  In  proceaa ■_ $24,690.86 

At  the  time  work  was  suspended,  39,801  shell,  in  various  stages  of 
production,  were  in  process.  In  the  revised  claim  of  October  21, 1920, 
there  is  included  a  claim  of  $24,590.36  under  the  head  of  "  Partly 
finished  products  on  hand — cost  of  labor  and  overhead  (material 
furnished  by  United  States  Government),"  Schedule  3  of  the  claim 
referred  to  shows  a  total  direct  labor  charge  of  $6,440.81  and  an 
overhead  charge  of  $18,149.55,  being  281.79  per  cent  of  the  direct 
labor  charge,  making  a  total  charge  under  this  item  of  $24,590.36. 
No  similar  item  appears  in  the  last  amended  claim  (CI.  Ex.  30) . 
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Inquiry  of  claimant's  counsel  discloses  the  fact  that  in  the  last  set 
up  of  the  claim  (CI.  Ex.  30)  this  charge  wm  included  in  the  charge 
for  early  excess  cost,  and  that  a  portion  of  the  early  excess  cost 
theretofore  claimed  was  allocated  to  engineering  changes.  The 
method  finally  adopted  by  claimant  in  setting  up  the  claim  for  cost 
of  work  in  process  is  not  of  great  importance  at  this  time,  if,  as  a 
matter  of  fact,  it  has  not  already  been  considered  under  some  of  the 
items  heretofore  passed  upon,  as  it  is  an  item  of  expense  to  which 
claimant  is  clearly  entitled. 

No  allowance  has  been  made  for  the  cost  of  the  work  in  process. 
Such  cost  was  not  considered  or  allowed  in  the  item  of  excess  early 
overhead.  In  the  staff  report  and  auxiliary  staff  report  the  cost  of 
-the  work  in  process  was  stated  to  be  $23,666.76.  An  allowance  is 
made  in  the  sum  of  $23,666.76,  as  the  cost  of  the  work  in  process.  Ko 
percentage  on  this  amount  is  allowed,  as  the  Board  believes  that  this 
allowance,  togetlier  with  other  allowances  made,  is  ample  to  effect 
a  just  and  equitable  settlement  of  the  claim. 

The  Ordnance  Claims  Board  having  heretofore  issued  its  Certifi- 
cate "C"  with  documents  attached  showing  the  nature,  terms,  and 
conditions  of  the  agreement,  such  certificate  and  documents  are 
affirmed. 

DisposmoH. 

The  Appeal  Section,  War  Department  Claims  Board,  hereby  trans- 
mits its  decision  to  the  Ordnance  Section,  War  Department  Oaims 
Board,  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Fraser  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claim? 
Board. 
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Jancart  28, 1921. 
Cem  Ko.  1673. 
In  re  CUJM  OV  AJCEBICAV  8TEXI  *  WIKE  CO. 

1.  OTOKICAL  AOXBEJCEIT. — Where  a  ooatraot  prorldei  for  ttte  dellrery  of 
snaueabled  ipttre  psrti  for  AlipUnei,  and  tlie  oontraatar  li  thereafter 
dlreoted  b;  bb  afent  of  the  Seoretarr  of  War  to  aiiemble  thete  parti,  the 
SorersneBt  k  obligated  utder  the  aot  of  Karoh  I,  1919,  to  pa^  the  ooa- 
traotor  for  the  awembllBC  ot  the  q^are  parts. 

S.  OLAIX  AVn  DBOZnOV.— CUlm  tor  974,SM.51,  ariiinK  thmgh  an  Uforval 
order  for  the  aiiemblliir  of  wire  and  oable  parti  tor  alrpUmei.  The  ytla- 
dpal  facta  are  itated  in  a  deolilon  reported  In  Talnme  T,  pare 
4S8.  On  appeal  the  Seoretarj  of  War  let  ailde  the  deoltlov  of  the  Board 
«f  Contract  Adjutment  and  remanded  the  claim  to  the  Appeal  leattom, 
War  Department  Clalmi  Board,  for  farther  prMeedinci.  Held,  the  pir- 
ohaM  order  and  formal  oontraot  did  not  proTlde  for  the  aiaevbUBK  At 
aparc  parti  and  claimant  ii  therefore  entitled  to  revanetatlOB  nnder  the 
■at  of  Karoh  S,  1919,  for  aiiembllnr  theie  parti. 

CftpL  Miller  writing  the  opinion  of  the  Board. 

FINDINOB  OF  FACT- 

The  Board  finds  the  following  to  be  the  facte : 

1.  This  claim  for  $74,592.51  was  decided  adversely  to  claimant  in 
a  decision  of  the  War  Department  Board  of  Contract  Adjustment 
dated  May  15, 1920,  reported  in  Volume  V,  page  426. 

2.  The  case  was  presented  as  a  class  B  claim  under  the  act  of  March 
2,  1919,  and  covers  the  cost  of  assembling  500  sets  of  wire  and  cable 
parts.  On  April  13,  1918,  claimant  was  issued  Purchase  Order  No. 
20952  for  500  such  parts  as  per  prints  in  its  possession,  this  being 
confirmed  by  a  formal  contract,  No.  3624,  dated  April  16,  1918,  for 
the  same  services.  Claimant  insisted  that  neither  the  purchase  order 
nor  the  formal  contract  contemplated  the  assembling  of  the  parts, 
and  therefore  alleged  an  informal  agreement  under  the  act  of  March 
S,  1919,  for  the  work  of  assembling,  performed  at  the  direction  of 
Government  officials.  The  Board  of  Contract  Adjustment  held  that 
the  contract  was  not  ambiguous  and  that  it  obligated  claimant  to 
assemble  the  parts.  The  claim  based  on  the  informal  agreement  was 
rejected.  Claimant  thereafter  took  an  appeal  to  the  3ecretarv  of 
War. 
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3.  On  December  8, 1920,  the  Secretary  of  War  remaDded  the  claim 
to  the  War  Department  Claims  Board  with  the  following  order: 

"  Upon  consideration  of  the  appeal  and  record  in  this  case  I  can 
not  concur  in  the  view  of  the  Board  of  Contract  Adjustment  in  its 
decision  of  May  15,  1920,  that  the  contract  was  free  from  ambiguity 
and  that  contractor  is  expressly  bound  by  the  contract,  irreapectiv* 
of  the  evidence,  to  do  the  work  of  assembling.  I  do  not  desire  at 
this  time  to  determine  whether  or  not  the  duty  of  assembling  the 
parts  was  included  in  the  formal  contract  dated  April  13,  1918;  I 
simply  hold  that  the  contract  was  ambiguous  and  direct  further  pro- 
ceedings accordingly.  The  decision  of  the  Board  of  Contract  Ad- 
justment will  be  vacated  and  further  proceedings  had. 

"  Ne\vton  D.  Baker, 
^^Secretary  of  War." 

4.  The  principal  facts  are  related  in  the  former  decision.  How- 
ever, since  the  date  of  the  original  'decision  there  has  been  added 
to  the  record  considerable  new  evidence  bearing  on  the  question  of 
assembling  the  parts  which  will  be  of  assistance  in  construing  the 
ambiguity  relative  thereto. 

5.  First  Lieut.  James  M.  Eckels,  the  officer  who  negotiated  the 
purchase  order  and  the  contract  on  behalf  of  the  Government,  has 
furnished  an  affidavit  reading  in  part  as  follows: 

"  At  the  time  of  my  negotiations  with  the  American  Steel  &  Wire 
Company  (hereinafter  called  the  contractor)  there  were  in  the  con- 
tractor's possession  certain  photographic  copies  of  British  prints 
(hereinafter  called  the  British  prmte).  These  British  prints  had 
been  given  to  the  contractor  in  order  to  give  it  information  as  to 
the  nature  of  the  cable  and  wire  parts  which  it  was  to  furnish.  It 
was  never  intended  by  me  that  the  contractor  should  do  anything 
else  but  furnish  separately  for  later  assemblage  by  another  manu- 
facturer the  wire  or  strand  shown  on  these  British  prints,  and  that 
these  prints  should  be  used  by  the  contractor  to  show  the  required 
lengths,  diameter,  and  strength.  It  will  be  noted  that  the  British 
prints  show  the  wire  and  cable  parts  'assembled,'  with  the  Sttings; 
that  is,  put  together  with  the  fittings  and  with  the  loops  wrapped.  It 
was  not  intended  by  me  that  the  contractor  should  assemble  the  wire 
and  cable  parts  which  it  was  required  to  furnish.  Indeed  I  remem- 
ber distinctly  telling  Mr.  Kirkley,  the  contractor's  representative, 
at  the  time  of  our  negotiations  that  the  contractor  would  not  have 
to  assemble  the  parts  as  shown  on  the  British  prints,  but  would  only 
have  to  furnish  them  unassembled.  In  this  connection  it  will  be 
noted  that  the  British  prints  were  not  accompanied  by  any  instruc- 
tions as  to  the  method  in  which  the  assembling  should  be  done.  I 
confirmed  in  writing  our  understanding  that  the  contractor  would 
not  be  required  to  do  any  assembling.  (See  my  letter  to  the  con- 
tractor dated  March  22, 1918.)" 

The  confirmation  letter  of  Lieut.  Eckles,  dated  March  22,  1918, 
addressed  to  claimant  reads  as  follows: 

"  1,  Confirming  previous  letters,  it  will  not  be  necessary  for  your 
company  to  make  on  quantity  production  assemblies    *    *    *. 
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"2.  You  wiU  manufacture  the  cable  and  wrapping  wire  neces- 
sary for  these  assemblies  but  wiU  ship  these  parts  directly  to  the 
point  of  assembly  of  the  machine  where  the  end  fittings  will  be 
put  on." 

6.  Capt.  F.  D.  Schnacke,  who  signed  the  contract  for  the  Govern- 
ment, states  in  an  affidavit  that  he  had  intended  to  incorporate  in 
the  contract  the  terms  negotiated  by  Lieut.  Eckels,  and  that  he  had 
later  entered  into  an  informal  agreement  with  claimant  for  the 
assembling  of  the  spare  parts,  although  a  definite  price  had  not 
been  iixed. 


1.  By  direction  of  the  Secretary  of  War,  as  set  forth  in  the  fore- 
going order  of  December  8,  1920,  the  decision  of  the  War  Departs 
mwit  Board  of  Contract  Adjustment,  dated  May  15,  1920,  denying 
relief,  is  hereby  vacated  and  set  aside. 

2.  The  contract  itself  is  ambiguouB  as  to  whether  the  coDtractor 
was  to  afflemble  the  wire  and  cable  parts.  However,  the  extrinsic 
evidence  now  in  the  record  enables  this  Board  to  construe  the  un- 
certainty of  meaning  contained  in  the  clause  in  question. 

3.  The  statements  made  by  Lieut.  Ecklea  to  the  contractor  while 
the  contract  was  under  negotiation  to  the  effect  that  the  contractor 
was  not  to  assemble  the  parts ;  his  letter  to  the  contractor  confirming 
this  understanding;  the  affidavit  of  Capt.  Schnacke  showing  his 
participation  as  the  contracting  officer;  and  the  acceptance  by  the 
Government  of  the  two  unassembled  sets  of  parts  prior  to  the  issu- 
ance of  the  purchase  order  and  the  execution  of  the  formal  contract 
show  the  contract  to  have  one,  and  only  one,  logical  meaning.  That 
meaning  was  that  the  parts  were  to  be  delivered  unassembled. 

4.  Furthermore,  Capt.  Schnacke's  letter  of  April  Lt,  1918,  advising 
claimant  to  recognize  instructions  from  the  Standard  Aircraft  Cor- 
poration, followed  by  specific  instructions  from  the  Standard  Air- 
craft Corporation  to  ship  the  parts  unassembled,  give  further  evi- 
dence as  to  the  real  significance  of  the  contract,  and  confirm  claim- 
ant's contention  that  the  contract  did  not  require  the  assembling  of 
the  parts. 

5.  Capt.  Schnacke'g  confirmation  of  the  instructions  of  May  14, 
1918,  issued  by  the  Standard  Aircraft  Corporation  to  claimant, 
calling  for  the  shipment  of  assembled  parts,  constitutes  on  agree- 
ment under  the  act  of  March  2,  1919,  whereby  the  claimant  was  to 
assemble  the  wire  and  cable  parts  and  the  Government  was  to 
remunerate  claimant  for  its  services  in  performing  this  work.  Capt. 
Schnacke  and  the  contractor  came  to  an  understanding  that  the 
contractor  was  to  be  paid  for  the  assembling  of  the  wire  and  cable 
parts,  but,  although  several  letters  were  exchanged  relative  to  the 
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price,  a  definite  agreement  as  to  the  proper  charges  for  this  work 
was  never  reached. 

6.  The  record  shows  that,  due  to  claimant's  failure  to  perform  the 
assemhling  in  a  satisfactory  manner,  the  expense  of  performing  this 
informal  agreement  was  too  lai^e.  The  Oovernment  should  not, 
therefore,  be  held  to  pay  the  entire  amount  of  this  claim,  but  should 
be  relieved  of  the  costs  growing  out  of  claimant's  inexperience. 

DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  will  make 
and  transmit  to  the  Air  Service  Section,  War  Department  Claims 
Board,  a  statement  of  the  nature,  terms,  and  conditions  of  the  agree- 
ment and  certificate  C  for  action  in  the  maimer  provided  in  sub- 
division C,  section  6,  Supply  Circular  No.  17,  Furchaae,  Storage  and 
Traffic  Division,  General  Staff. 

Lieut.  Col.  McKeeby  and  Capt.  Morgan  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concnrring  for  the  War  Department 
Claims  Board. 
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jAnnABT  28,  1921. 

Case  No.  3060. 

In  re  CLAU  OF  BQKXX  *  JAMM  (IVC.)- 

miCOKMIIOMABlE  COHTKACT.— Where  tbe  erldenee  ■bowi  tlukt  >  eoit-pI«« 
eeatnot  li  entered  Into  bated  on  eittmnted  oott  (nmlilied  by  tbe  eon- 
tnotor  nnd  Inveitlffatlon  nftenrard*  proYci  lald  eoit  exorbitant  tUt- 
Board  will  retnie  to  leoommcnd  nnr  further  or  nddlttonal  payment  t* 


rKAVS.— Where  the  erldenee  eitabllihei  that  the  flgnret  en  wbloh  a  eontrnat  It 
baaed  were  fnmlthed  by  the  elnlmant  and  atterwardt  proren  to  be  sroitly 
exorbitant  the  effect  li  the  tame  at  U  the  laid  ettlniato  wu  frandntently 
KHde  and  thli   Board  will  refnte  to  reeoaunend   any  payment  to   tk« 


MOWn. — Where  the  erldenee  eitabllahet  the  fact  that  the  otalnant  had  a  aoit- 
plni  otBtraot  prorUUns  tor  the  ^ywent  to  It  of  the  oott  of  the  artlolet 
soitmeted  for  pint  >xed  proflt  ol  fl7S  eaeh,  and,  In  addition  thereto,  a 
eartoU  peroentace  of  all  tavlBfi  orer  and  above  the  ertJmated  ooit  priee, 
and  that  elolaiant  hat  been  paid  the  eeit  of  all  eanieru  plni  the  nnlt 
prolt  at  |17S  eoeh,  and  that  the  ertlnated  priee  wai  either  grouly  er- 
naaau  n  fraidnlontly  itated,  thli  Board  wilt  refnte  to  reoomnund  any 
tnrther  or  additional  payment  to  the  elalnant  and  will  leave  It  to  pnnne 
any  remedy  it  may  have  In  the  Court  of  Clalat,  where  mah  matter*  are 
properly  o^rniiable. 

OLUM  AMJt  DBOIUOV.— Claim  for  f47,inJ7,  and  wot  originally  U«d  b«fora 
the  Air  Borrloe  Olalmt  Board,  wUeh  denied  elaimant  relief,  from  wUek 
deoUra  the  claimant  appealed  to  the  Appeal  Section,  War  Department 
Olalmt  Beard.    Held,  all  relief  wlU  be  denied. 

Maj.  Farr  writing  the  opinion  of  the  Board. 

This  case  comes  before  the  Appeal  Section,  War  Department 
Claims  Board  on  appeal  from  a  decision  of  the  Air  Service  Section, 
War  Department  Claims  Board  disallowing  the  payment  of  bonus 
voucher  of  Burke  &  James  (Inc.),  in  the  sum  of  $47,172.37. 

FlNDINOe  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  On  September  9,  1918,  a  formal  contract.  No,  4661,  was  entered 
into  by  and  between  Bui^e  &  James  (Inc.),  a  corporation  chartered 
under  the  State  of  Illinois,  and  the  United  States,  by  O.  B.  Ewing, 
captain,  A.  S-  A.  P.,  said  contract  being  signed  by  H.  Burke,  secre- 
tary and  treasurer  of  Barke  &  James  (Inc.),  for  the  claimant  and 
O.  R.  Ewing,  captain,  A.  S.  A.  P.,  on  behalf  of  the  Ignited  States, 
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said  contract  providing  for  the  purchase,  on  a  cost  plus  basis  by  the 
Govemment  from  the  claimant,  of  200  American  model  De  Ram 
cameras. 

2.  Article  V  of  the  contract  in  question  provides : 

"Abticle  V. — Price. — The  price  the  Government  will  pay  the 
contractor  for  the  articles  delivered  to  and  accepted  by  the  Govern- 
ment shall  be  the  sum  of  the  following  items : 

"(a)  The  actual  cost  of  such  articles. 

"(b)  A  fixed  profit  of  one  hundred  seventy-three  dollars  ($173) 
on  each  article. 

*'(c)  A  bonus  for  savings  effected  in  the  cost  of  the  articles  equal 
to  twenty-five  per  cent  of  the  difference  between  the  actual  cost  of 
the  articles  accepted  and  their  total  estimated  cost,  to  wit:  $1,590 
each,  but  in  making  this  computation,  said  total  actual  cost  shall  be 
increased  by  decreases  therein  due  to  changes  in  specifications  and 
decreases  by  increases  therein,  due  to  changes  in  specifications,  or  to 
increases  in  the  rates  of  wages  under  any  act,  determination,  decision, 
or  award  of  any  Federal  or  State  authority. 

"{(f)  The  Government  furthermore  agrees  to  reimburse  the  con- 
tractor, at  the  actual  cost  thereof,  for  the  special  tools,  jigp,  and  dies, 
together  with  all  engineering  and  installation  expenses  connected 
therewith,  which  are  necessary  for  the  proper  fulfilment  of  this  con- 
tract. Title  to  such  tools,  jigs,  and  dies  shall  vest  in  tJlie  Government 
when  reimbursement  for  the  same  is  made." 

3.  The  claimant  has  completed  and  delivered  to  the  Governmeni 
the  200  American  model  De  Bam  cameras  called  for  under  the  said 
contract  and  has  been  paid  therefor  the  sum  of  $127,931.76,  which 
represents  the  cost  of  said  cameras  to  the  contractor  and,  in  addi- 
tion thereto,  has  be«n  paid  $84,600,  the  fised  profit  called  for  by  said 
contract  at  the  rate  of  $173  for  each  camera  delivered.  It  also  ap- 
pears that  claimant  has  been  overpaid  in  the  sum  of  $12,044.99,  over- 
payment on  overhead  which  it  is  now  willing  to  allow  as  a  set-off 
against  its  claim  for  $47,172.37,  thus  reducing  the  amount  of  claim 
under  the  provisions  of  Article  V;  subsection  (o)  of  said  contract  to 
$35,127.38. 

4.  At  the  time  of  signing  said  contract,  the  estimated  cost  of  each 
article  to  be  delivered  thereunder  was  $1,590.  Article  V,  subsection 
(c)  provides — 

"A  bonus  for  savings  effected  in  the  cost  of  the  articles  equal  to 
twenty-five  per  cent  of  the  difference  between  the  actual  cost  of 
the  articles  accepted  and  their  total  estimated  cost,  to  wit:  $1,590 
each    •    •    •." 

The  actual  cost  as  shown  by  the  audit  of  the  Government  account- 
ant is  $646.55  per  camera,  or  a  difference  of  $943.45  between  the 
actual  cost  and  the  estimated  cost.  This  the  claimant  contends  re- 
sulted in  a  saving  to  the  Government  of  $188,429.13,  of  which  it  is 
eutiUed  to  25  per  cent. 


DECISIONS  APPEAL  SECTION  WAB  DEPABTMENT  CLAIMS  BOARD.    525 

5.  A  hearing  of  this  claim  was  had  before  the  Air  Service  Section  * 
of  the  War  Department  Claims  Board  on  August  9,  1920.    No  ques- 
tion has  been  raised  as  to  the  thoroughness  or  accuracy  of  the  audit 
by  the  Govenunent  accountant  which  established  the  actual  cost  at 
$A16.65,  and  same  is  accepted  by  the  claimant  as  true  and  correct. 

6.  The  claimant,  in  addition  to  Contract  No.  4661  had  several  other 
contracts  or  orders  which  were  placed  through  the  office  of  the  chief 
of  the  Aerial  Photographic  Branch,  Training  Section,  Military  Aero- 
nautics, in  which  office  Mr.  L.  W.  Miller  was  charged  with  the  duty 
of  passing  upon  the  cost  of  the  articles  purchased  by  that  section. 

7.  Mr.  L.  W.  Miller  prior  to  his  employment  by  the  Government, 
which  began  on  or  about  January  1,  1918,  had  been  employed  since 
1907  by  Burke  &  James,  manufacturers  of  photographic  apparatus 
aiid  equipment,  240  East  Ontario  Street,  Chicago,  111.  Mr.  Milter 
was  dropped  from  the  service  of  the  Government  December  16, 1918. 

8.  On  October  2,  1918,  a  memorandum  was  submitted  from  First 
Lieut.  P.  Abrams,  A.  S.  A.,  to  Lieut.  Col.  Sullivan  calling  attention 
to  apparent  irregularities  in  the  placing  of  purdiase  orders  and,  as 
a  result  of  this  and  other  complaints,  a  board  of  officers  were  ap- 
pointed in  the  Bureau  of  Aircraft  Production  to  investigate  and  re- 
port upon  such  charges  as  were  preferred  to  it  by  the  Division  of 
Aircraft  Production  against  civilian  employees  or  former  employees 
of  said  bureau  and,  in  the  event  of  any  irregularities  being  founds  to 
fix  the  responsibility  therefor  and  make  recfHnmendations.  It  de- 
veloped from  the  testimony  taken  before  said  bokrd  that  Mr.  L.  W. 
Miller  had  been  employed  by  Burke  A  James  prior  to  the  time  of  his 
eoitering  Government  service  and  that  he  went  back  into  the  serrice 
of  the  claimant  company  upon  his  release  by  the  Grovemment. 

9.  It  further  developed  from  said  investigation  that  war  order 
from  tiie  (^ce  of  the  Chief  Signal  Officer,  Washington,  D,  C,  No. 
120S34,  dated  September  14  calling  for  the  delivery  of  400  motion 
picture  cameras  had  been  placed  with  Burke  &  James  (Inc.)  at  a 
unit  price  of  $823.36  per  camera  amounting  to  $329,344  with  certain 
extras  added  thereto,  same  amounting  to  $04,028,  or  an  aggregate  of 
$863,372. 

10.  The  photographic  officer,  feeling  that  the  above  mentioned 
price  was  out  of  reason  when  quantity  production  was  considered, 
reported  the  matter  to  Maj.  Howard  Elliott  of  the  Finance  Depart- 
ment, disbursing  section  who,  in  turn,  dispatched  an  expert  account- 
ant to  the  office  of  Burke  &  James  (Inc.)  for  the  purpose  of  going 
over  the  production  cost.  This  investigation  resulted  in  a  reduc- 
tion in  the  price  from  $824  each  to  approximately  $383  each. 

11.  It  further  developed  that  Burke  &  James  (Inc.)  had  delivered 
to  the  Government  films  and  photographic  paper  under  Order  Na 


lyGoot^lc 


526    DEOISIOHS  APPEAL  SECTION  WAB  DEPARTMENT  CUkJitB  BOABD. 

'  860194  which  turned  out  to  be  of  an  inferior  grade  and  of  no  ase 
to  the  Government. 

12.  Several  references  were  made  to  various  other  transactions  be- 
tween claimant  and  the  United  States  wherein  it  appears  that  an 
excessive  price  was  charged  by  claimant  for  various  commodities  de- 
livered by  it. 

13.  The  findings  of  the  Board,  tog^her  with  its  recommendations 
are  as  follows: 

FINDINOS. 

We,  the  Board,  find  that  in  the  purchase  of  photographic  sup- 
plies by  the  Bureau  of  Aircraft  Production,  such  purchases  were,  in 
most  instances,  placed  by  said  Mr.  L.  W.  Miller :  and  the  testimony 
shows  that  the  placing  of  awards  was  not  checked  by  any  one  having 
technical  knowledge  of  photographic  supplies. 

We  further  find  that  in  sending  out  bids  for  photographic  sup- 
plies there  were  cases  where  important  manufacturers  were  omitted 
and  the  time  made  so  short  that  a  decided  advantage  was  given  to 
Burke  &  James  (Inc.),  who  were  the  only  large  photographic  supply 
house  having  a  representative  in  Washington. 

We  further  find  evidence  of  excessive  prices  being  paid  to  Burke 
&  James  (Inc.),  on  certain  awards,  there  being  reason  to  believe  that 
the  orders  oould  have  been  placed  at  much  lower  prices  with  other 
manufacturers,  and  that  such  fact  was  known  or  should  have  been 
known  to  Mr.  U  W.  MiDer. 

We  further  find  that  there  has  been  delivered  to  the  Government, 
and  is  now  stored  in  Government  warehouses,  material  delivered  by 
Bnrke  A  James  (Inc.),  on  orders  awarded  by  Mr.  L.  W.  Miller, 
which  said  material  is  defective  and  useless  to  the  Government,  and 
that  Mr.  L.  W.  Miller  did  know  or  should  have  known  said  ma- 
terial would  prove  to  be  useless  to  the  Grovemmeut. 

We  further  find  that  Mr.  Li,  W.  Miller  was  in  the  employ  of 
Burke  &  James  (Inc.)  between  the  years  1907-1914,  and  tiiat  imme- 
diately previous  to  his  entering  l^e  einplov  of  the  Gh)vemment  he 
was  manager  of  the  New  York  office  of  Burke  &  James  (Inc.). 

R£COH  HENO  ATIONB. 

While  the  evidence  obtained  by  this  board  does  not  disclose  actnat 
collusion  or  other  criminal  responsibility  on  the  part  of  Mr.  L.  W. 
Miller  with  Burke  &  James  (Inc.),  it  is  far  from  being  satisfied 
that  such  collusion  or  a  conspiracy  did  not  exist,  and  brieves  that  its 
findings  warrant  the  recommendation  that  the  matter  be  turned  over 
to  the  Department  of  Justice  for  thorough  investigation. 


1.  Tlie  evidence  presented  to  the  Board  fails  to  disclose  whether  or 
not  Mr.  L.  W.  Miller  was  a  negotiating  officer  in  entering  into  the 
contract  in  question,  but  the  investigation  of  the  Appeal  Section  does 
disclose  that  all  transactions  between  the  Government  and  the  claim- 
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ant  passiDg  through  the  office  oi  L.  W.  Miller  will  bear  th«  closest 
scrutiny.  If  the  evidence  did  establish  that  L.  W.  Hitler  had  any- 
thing to  do  with  negotiating  the  contract  in  question,  the  Board 
could  dispose  of  tliis  case  in  a  few  words.  The  evidence,  however, 
does  disclose  the  claimant  company  received  order  1S0334,  dated 
September  14,  1918,  for  400  motion-picture  machines  that  was  ^b- 
sequently  amended  by  order  No.  43247  to  50  machines,  and  that  in 
the  subsequent  order  the  price  was  reduced  from  $828.36  to  $383  a 
machine,  thereby  resulting  in  a  saving  to  the  Government  of  ap- 
proximately $440  a  machine  on  50  machines,  or  an  aggl^ate  sum  of 
$22,000,  and  that  this  reduction  was  only  made  after  the  Government 
had  sent  an  expert  accountant  to  the  plant  of  Burke  &  James,  and 
that  the  preliminary  negotiations  involved  in  the  original  order  of 
September  14, 1918,  showed  that  the  claimant  had  charged  the  Gov- 
ernment an  unconscionable  price,  and  that  after  this  investigation 
by  the  Government  the  reduction  in  price  aggregated  over  lOO  per 
cent. 

2.  Various  complaints  having  been  made  as  to  certain  other  contracts 
that  were  entered  into  between  claimant  and  the  United  States  Gov- 
ernment, a  board  of  officers  was  convened  in  the  Bureau  of  Aircraft 
Production  for  the  purpose  of  investigating  the  said  complaints. 
The  evidence  there  tai^n  conclusively  establishes  the  fact  that  numer- 
ous orders  and  contracts  were  given  the  claimant  at  prices  that  were 
in  excess  of  bids  of  otner  concerns,  and  that,  in  addition  thereto, 
under  contract  360194  the  claimant  had  delivered  to  the  Government 
goods  of  such  inferior  quality  that  the  same  were  of  no  use,  so  that 
it  may  be  that  the  United  States  will  have  a  counter  claim  against 
the  claimant  by  reason  of  the  delivery  of  the  said  goods  under  order 
No.  360194. 

3.  The  claimant  has  been  paid  the  full  sum  of  $127,931.76,  the  cost 
of  the  cameras  in  question,  and  in  addition  thereto  the  sum  of  $34,000 
us  a  fixed  profit  of  $173  for  each  delivered.  The  record  also  discloses 
the  fact  that  due  to  an  error  the  claimant  has  received  an  overpay- 
ment of  $12,044.95  and  is  now  attempting  to  collect  $35,127.38,  the 
same  being  the  bonus  of  $47,172.37  less  the  aforesaid  overpayment  of 
$12,044.95.  If  claimant  is  allowed  to  recover  this  sum  it  will  have 
received  a  profit  of  $81,772.37  on  an  expenditure  of  $127,931.76,  or 
approximately  a  profit  of  64  per  cent  (63.9187  per  cent). 

4.  The  question  presented  for  decision  to  this  Board  is  whether  or 
not  a  review  of  all  the  facts  and  circumstances  suiTounding  not  only 
the  contract  in  question,  but  the  claimant's  various  dealings  with  the 
Government  throughout  the  war,  should  be  considered,  and  whether 
or  not  the  contract  dated  September  9.  1918,  No.  4661,  is  unconscion- 
able to  such  an  extent  thnt  the  Secretary  of  War  should  refuse  to 
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make  any  further  pajrments  to  claimant  under  ai^  of  the  terms  of 
the  same.    Shelly,  Law  of  Government  Contracts,  page  4.  says : 

"As  between  man  and  man,  when  dealing  under  ordinary  oondi- 
tions,  fraud  must  be  affirmatively  proven  if  a  contract  is  to  be  set 
aside.  But  the  work  is  different  when  the  dominion  of  Government 
COTitracts  is  entered,  since  in  one  noted  case  in  whidi  the  Govemnkent 
could  not  affirmatively  show  fraud  to  exist,  a  recoverr  was  denied 
claimant  when  it  was  shown  the  Government  had  paid  many  times 
the  market  value  of  the  article,  the  unconscionable  ^ice  supfdring 
the  place  of  positive  evidence  of  fraud.  {Hume  A  Bume  v.  tf.  S., 
132U.  S.,406.> 

5.  The  Ggures  of  $1,590,  the  estimated  cost  price  of  the  cameras  in 
question,  in  view  of  the  later  development  showing  the  actual  cost  to 
be  only  $646.55,  is  evidence  that  the  said  estimated  cost  of  $1^90  is 
either  based  on  a  gross  mistake,  oi:  the  cost  price  was  stated  in  this 
sum  for  the  puipose  of  taking  advantage  of  the  Government  and 
thereby  increasing  the  profit  of  the  contractor. 

Q.  The  evidence  in  the  instant  case  shows  only  fraud  in  so  far  as 
the  estimated  price  of  $1,590  is  unconscionable.  When  a  contractor 
comes  before  the  Secretary  of  War  asking  for  an  adjustment,  the 
Secretary,  being  only  an  administrative  officer  and  not  having  the 
powers  and  authorities  of  a  court,  in  any  case  in  which  it  appears 
that  advantage  has  perhaps  been  taken  of  the  War  Department  by 
the  contractor  whether  maliciously  or  innocently,  can  refuse  to  take 
jurisdiction  for  the  purpose  of  deciding  on  its  merits  any  such  case 
presented.  In  the  instant  case,  taking  into  consideration  all' the 
facts  and  the  various  investigations  in  the  War  Department  as  to 
previous  or  prior  transactions  of  the  claimant,  and  considering  the 
great  discrepancy  in  the  estimated  cost  of  the  cameras  on  which  the 
contract  in  question  is  based  and  the  actual  cost,  this  Board,  acting 
for  the  Secretary  of  War,  refuses  to  take  jurisdiction  for  the  purpose 
of  deciding  on  its  merits  and  leaves  the  claimant,  if  it  is  so  advised, 
to  pursue  whatever  remedies  it  may  have  in  the  Court  of  Claims, 
where  such  matters  are  properly  cognizable  and  where  the  machinery 
is  sufficient,  to  enforce  any  decree  that  might  be  granted  versus  the 
claimant,  and  where  any  set  off  that  the  War  Department  may  hare 
can  be  properly  pleaded  and  taken  advantage  of  for  the  benefit  of 
the  Government. 

7.  For  the  foregoing  reasons  all  relief  asked  for  hy  the  claimant 
ia  denied. 

niSPOSITJON. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Sheppard  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Jandart2&,  1921. 
Case  Ko.  3040. 

In  re  CI.AI1C  07  SALE  If  ACHUTXKT  CO. 

1.  XlftOXnAIBD  DAXA0Z8. — When  formal  ovntraot  proTidei  toi  Uqntilated  ilu&> 
«Kei  tor  deUy  in  dellverr  of  the  artlelei  contracted  tor,  livt  prorlde*  that 
deUjri  due  to  "  labor  itrlke*  In  the  worki  of  the  Bantractor "  are  to  be 
conildered  at  dne  to  nnaToldable  canies,  and  a  itrlke  ooonri  In  a  plant  ot 
the  inbcontractor,  the  prime  contractor  can  not  take  advantage  of  inch 
itrUce  as  an  exonte  for  fallnre  to  deliver  the  article  contracted  for  on 
time.  Held,  elolmont  not  eatltled  to  remlislon  of  the  ll^nldated  damaget 
whleh  were  dednsted  tmm  the  oontraet  ^ee. 

Capt  Taylor  writing  the  opinioD  of  the  Board. 

This  case  arises  under  G.  O.  103,  War  Department,  1918.  It  is 
presented  to  the  Appeal  Section  for  settlement  of  a  dispute  arising 
between  the  contractor  and  the  Chief  of'Ordnance  in  re  the  deduc- 
tion of  liquidated  damages  under  a  formal  contract. 

FINDmOS  OF  FACT. 

1.  By  a  formal  cttntract  bearing  date  June  7,  1919,  the  Dale- 
Brewster  Machinery  Co.  (Inc.),  undertook  to  deliver  to  the  com- 
manding officer,  Watertown  Arsenal,  Watertown,  Mass.,  one  "  Wickes 
Bros.  No.  676,  48-iQch  single  end  vertical  punching  and  shearing 
machine  "  (fally  described  in  the  contract) ,  within  60  days  from  date 
upon  which  final  signature  was  affixed  to  said  contract.  The  price 
to  be  paid  for  the  machine  in  event  of  prompt  delivery  was  $3,512. 

3.  Article  7  of  the  contract  provides  as  follows : 

"  In  the  event  of  the  failure  of  the  contractor  to  deliver  any  or  all 
of  the  material  contracted  for  by  the  date  stipulated  in  article  l 
of  this  contract  •  •  *  the  contracting  officer,  or  hia  successor, 
may  waive  the  time  limit  and  the  contrat&r  shall  complete  the  de- 
livery within  a  reasonable  time,  and  there  will  be  deducted  as 
liquidated  damages  from  any  payment  to  be  made  thereafter  1/15  of 
one  (1)  per  cent  of  the  contract  price  of  any  material  delivered 
thereafter  for  each  and  every  day  of  delay  in  its  delivery  bevond 
the  date  stipulated  in  this  contract  for  completion  of  the  final  de- 
liven"    *    ■     *. 

"  In  making  settlements  in  which  such  charges  are  involved,  the 
contractor  shall  receive  credit  for  all  delays  which  ^e  contracting 
officer,  or  his  successor,  may  determine  to  have  been  due  to  action  or 
the  United  States,  and  for  such  other  delays  as  the  same  authority 
may  decide  to  have  been  due  to  snch  unavoidable  causes,  including 


530    DECISIONS  APPEAL  SBCTIOK  WAS  DEFAmCUENT  CLAIUS  BOABD. 

fires,  unseftsonablj  severe  storms,  and  tabor  strikes  in  the  works  of 
the  contractor,  as  occurred  before  the  date  upon  -which  final  deliver; 
is  due  under  the  provisions  of  article  !•*•," 

3.  It  appears  from  the  record  that  the  Dale-Brewster  Machinery 
Co.  (Inc.),  had  a  sales  agency  agreement  with  Wickes  Bros.,  Sagi- 
naw, Mich.,  the  manufacturers  of  the  machine  covered  by  the  above- 
mentioned  contract,  whereby  said  Dale-Brewster  Co.  were  given 
the  exclusive  right  to  sell  the  products  of  Wickes  Bros,  in  certain 
territory  including  that  in  which  the  contract  was  made.  On  or 
about  June  13,  1919,  an  order  for  the  machine  was  placed  by  claim- 
ants with  Wickes  Bros.  On  June  30,  1919,  a  strike  was  declared  by 
the  machinists  and  helpers  at  the  plant  of.  Wickes  Broe.,  whidi  was 
called  off  on  or  about  the  9th  of  September.  Shipment  of  the  punch- 
ing and  shearing  machine  was  made  on  or  about  October  28,  1919. 

4,  The  disbursing  officer  at  Watertown  Arsenal  deducted  from 
payment  to  the  contractor  for  the  machine  the  sum  of  $170-92  aa 
liquidated  damages  for  the  failure  of  the  company  to  make  delivery 
within  the  time  specified  in  the  contract.  To  this  action  the  Dale- 
Brewster  Co.  took  ezceptio,n,  and  appealed  the  matter  to  the  Chief 
of  Ordnance.  The  Ordnance  Sed;ion,  War  Department  Claims 
Board,  acting  for  the  Chief  of  Ordnance,  sustained  the  lulling  of  the 
commanding  officer,  Watertown  Arsenal.  The  claimant  thereupon 
addressed  a  communication  to  the  Secretary  of  War,  by  whom  the 
claim  was  referred  to  the  Appeal  Section  for  disposition  under  O.  O. 
103,  as  a  dispute  between  the  contractor  and  the  Chief  of  Ordnance. 


1.  Under  the  facts  set  out  above,  the  action  of  the  contracting 
officer  in  deducting  the  liquidated  damages  was  proper,  and  must  be 
sustained. 

2.  The  contention  of  the  claimant  is  sufficiently  set  forth  in  the 
following  paragraph  from  a  letter  addressed  to  the  Secretary  of 
War  under  date  of  November  9, 1920: 

"  2.  The  Dale-Brewster  Machinery  Company  contends  that  liqui- 
dated damages  should  not  have  been  assessed  in  this  case,  as  delays 
in  delivery  were  due  to  strikes  occurring  in  the  plant  of  "Wickes 
Bros.  This  contention  is  based  upon  the  theory  that  the  plant  of 
Wickes  Bros,  was  in  effect  the  plant  of  the  prime  contractor  in 
view  of  a  sales  agency  agreement  by  which  the  Dale-Brewst«r  Ma- 
chinery Company  has  the  exclusive  right  to  sell  machine  tools  manu- 
factured by  Wickes  Bros." 

3.  Claimant  company  also  files  a  copy  of  the  sales  agency  agree- 
ment mentioned  above.  That  agreement  fails  to  sustain  the  con- 
tention of  claimant  company.     Its  nature  and  terms  clearly  dif- 
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ferentiat«  the  identity  of  Dale-Brewster  Machinery  Co.  and  Wickes 
Bros.,  and  shows  conclusiTely  that  the  claimant  company  had  no 
interest  at  all  in  the  factory.  It  discloses  rather  tbe  fact  that  the 
sole  relation  existing  between  the  two  was  that  of  a  merchant  and 
the  manufacurer  from  whom  he  obtained  his  goods. 

4.  Claimant  further  states  in  a  letter  to  the  commanding  officer, 
Watertown  Arsenal,  under  date  of  February  10, 1920 : 

"  We  respectfully  call  your  attention  to  our  proposal  of  May  27, 
in  which  we  specifically  state — 

" '  This  contract  is  subject  to  strikes,  lockouts,  transportation  de- 
lays, requisition  or  impressment  of  merchandise  of  plant  by  the 
X).  S.  Government,  and  other  causes  beyond  our  control.  Prices  sub- 
ject to  change  without  notice.  Orders  given  to  this  company  are 
not  subject  to  postponement  or  cancellation  for  any  reason,  unless 
we  so  agree  in  writing.'  " 

Claimant  contends  that  this  paragraph  in  its  original  pro[K>sal  is 
sufficient  to  relieve  it  from  responsibility.  This  Board  has  obtained 
from  the  Watertown  Arsenal  copies  of  the  original  "  Circular  Ad- 
vertisement and  Proposal "  of  May  14, 1919,  and  claimant's  letter  of 
proposal  of  May  27,  1919,  in  neither  of  which  does  the  clause  quoted 
above  appear.  However,  assuming  that  such  a  paragraph  did  appear 
in  claimant's  proposal,  this  Board  does  not  deem  that  fact  sufficient 
to  relieve  the  claimant.  That  proposal  was  followed  by  a  formal 
contract,  and  the  preliminary  negotiations  must  be  deemed  to  have 
been  merged  tKerein.  This  principle  is  too  well  recognized  to  need 
further  discussion. 

5.  Had  the  Dale-Brewster  Machinery  Co.  seen  fit  to  protect  itself 
against  the  result  of  strikes  in  the  plant  of  Wickes  Bros.,  it  could 
have  done  so  by  giving  the  manufacturer  notice  under  paragraph  9 
of  the  sales  agreement  which  provides : 

"  Paragraph  9.  The  manufacturer  or  the  merchant  shall  not  under 
any  circum^ances  be  liable  for  damage  due  to  delay  in  shipment  or 
cancellations  caused  by  fires,  strikes,  war,  or  acts  of  Providence. 
This  clause  does  not  apply  to  relieve  the  manufacturer  from  respon- 
sibility to  the  merchant  where  the  merchant  was  subject  to  a  contin- 
gent penalty,  which  was  made  known  to  the  manufacturer  when  it 
was  called  upon  to  make  delivery  date.'' 

With  the  question  as  to  whether  the  contractor  did  or  did  not  so 
advise  the  manufacturer,  the  Government  of  course  is  not  concerned. 

6.  If  on  the  other  hand  the  contractor  desired  to  protect  itself 
from  the  eiFects  of  a  strike,  in  a  plant  not  its  own,  it  was  incumbent 
upon  the  company  to  see  to  it  that  such  a  clause  was  inserted  in  the 
contract.  The  contract  under  consideration  was  a  formal  one,  and 
its  language  is  not  susceptible  of  the  construction  which  claimant 
desires  to  place  upon  it. 
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1.  For  the  reasoiiB  assigned  above,  it  is  the  decision  of  this  Board 
that  relief  must  be  denied. 

DISPOSITION. 

The  Appeal  Section  will  enter  a  final  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  D^artment 
Claims  Board.  * 
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Fbbscart  18,  1921. 
Case  No.  3040. 
m  re  CUnc  07  THE  SAIE  HAOBmRT  CO. 

ON   APPEAL  BEF(»tB  THE   8ECEETABT  Of  WAR. 

The  reoord*  «t  the  Appe&l  SesUoa,  Wu  Dep«rtmeat  CUlmi  Baud,  do  not  iliow 
thAt  thli  aaie  wai  erer  foimAlly  eppealed  to  the  BecretAiy  of  War.  Row- 
erer,  on  Fehmery  IB,  19SI,  the  JollowlsK  doovmeat  md  order  of  the 
Sefretftiy  of  War  wai  reoelred  and  li  pnhllehed  Ib  conneetloii  with  Mid 
eaie.  (Tor  deeliioii  of  Appeal  Seotlon  of  Jan.  >9,  mi,  ie«  Vol.  TUI,  theie 
deof  lioBi,  p.  iS8. 

The  controUing  question  on  this  appeal  is  the  force  to  be  given 
to  a  clause  relating  to  labor  strikes  in  the  contract  between  the  United 
ibtates  and  the  Dale-Brewster  Machinery  Co. 

By  the  contract  referred  to,  d^ted  June  7,  191S,  the  machinery 
company  undertook  to  deliver  to  the  commanding  officer  Watertown 
Arsenal,  Watertown,  Mass.,  one  "  Wickes  Bros.  No.  676-48 "  single 
end  vertical  punching  machine,  within  60  days  from  date  of  final 
signature.  The  price  to  be  paid  for  the  machine  was  $3,512,  one- 
fifteenth  of  I  per  cent  to  be  deducted  for  each  day's  delay  beyond 
date  of  delivery  fixed  in  the  contract.  Ko  deduction  was  to  be  made 
for  delays  "  due  to  such  unavoidable  causes,  including  fires,  unreason- 
ably severe  storms,  and  labor  strikes  in  the  works  of  the  contractor.'''' 
The  Dale-Brewster  Machinery  Co.  had  no  factory  of  its  own,  or 
works  of  any  kind  for  the  manufacture  of  the  machine  in  question, 
but  was  acting  as  exclusive  agent  for  Wickes  Bros.,  of  Saginaw, 
Mich.  This  was  known  to  the  Government  as  welt  as  the  fact  that 
the  machine  was  to  be  made  at  the  Wickes  Bros,  factory.  Its  name 
would  probably  have  indicated  that  fact  even  if  not  previously 
known. 

June  13,  1919,  the  order  was  duly  placed  with  Wickes  Bros,  by 
the  Dale-Brewster  Co.  for  the  manufacture  of  the  machine.  June 
30,  1919,  a  strike  was  declared  in  Wickes  Bros,  plant,  which  shut 
down  the  works  until  September  9,  1919.  Shipment  of  the  machine 
was  made  October  2S,  1919. 

The  disbursing  officer  at  the  Watertown  Arsenal  deducted  $170,92 
as  liquidated  damages  for  delay  in  delivery,  alt  of  which  was  due  to 
the  strike.  The  Appeal  'Section  of  the  War  Department  Claims 
Board  has  held  that  such  deduction  was  correct  and  the  case  comes 
before  me  on  appeal  from  such  action. 
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I  can  not  concur  in  the  opinion  of  the  Appeal  Section.  The  clause 
in  question  was  written  in  the  contract  b;  the  GoTemment  with 
knowledge  of  the  facts  as  before  stated.  The  parties  must  have  con- 
templated that  the  strike,  if  any,  should  occur,  which  would  prevent 
the  fulfillment  of  the  contract  on  time,  must  occur  in  the  works  of 
Wickes  Bros.,  not  of  the  Bale-Brewster  Co.  Otherwise  the  clause  was 
.  a  nullity  and  its  insertion,  futile,  because  it  was  well  known  to  both 
parties  that  the  Dale-Brew&ter  Co.  had  no  works.  In  my  opinion 
this  clause  should  be  giv«i  full  force  and  effect  and  no  deduction 
made  on  account  of  the  strike  referred  to.  The  decision  of  the  Ap- 
peal Section  is  set  asde  and  vacated.  A  voucher  for  the  sum  in  ques- 
tion should  be  prepared  and  submitted  to  the  accounting  officers  of 
the  Treasury  for  their  actionu 

Kewton  D.  Baker, 

Secretary  of  War. 
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January  29, 1921. 

Case  So.  3035. 

In  re  CLAJK  OF  BOLT  XAHTTFACIVBIVa  CO. 

L  CLAIK  AXD  DZCinOK.— CUlm  ander  the  &at  of  Ibrcb  8,  1»10,  tOT  (SMU-M. 
An  ftrreement  li  found  whereby  elniniKnt  1*  entftled  t«  payment  f«r  the 
eort  of  eraeUnf  k  bnlldlng  for  initrnctlon  vnrpoMi,  for  lunrteei  of  In- 
itrneton  And  itenognpHers,  for  tnppllei  And  eqnlpneat  (nmltlied  npom 
retneit  of  certain  otteen,  and  for  payment  of  rent  of  a  honK  nied  ai  tlie 
lieadqnaTteri  oSce,  all  In  oonneotlon  with  a  icbool  estabUibed  for  tin 
tralnlnc  of  offloen  and  enllited  men  in  the  maintenance  of  motet  eqntp* 
ment  at  clalmant'i  Peoria  plant.  Claimant  ii  not  onUUed  to  ntmtinne- 
■ent  of  expeniea  In  morlnt  and  altering  hontea  tor  rental  ai  qnartert  to 
efloen.    (tee  Vol.  m,  p.  41S.) 

Maj.  Hill  writing  the  opinioD  ot  the  Board. 

This  is  ft  claim  under  the  act  of  March  2, 1919.  Stfttement  of  claim. 
Form  B,  was  filed  November  22, 1920,  for  $U^12M,  by  reason  of  an 
sgreemcnt  alleged  to  bftve  been  made  between  claimant  and  the  Ord- 
nance Department  for  sfrviceB  and  supplies  furnished  in.  maintain- 
ing a  school  for  the  instruction  of  officers  and  enlisted  men  in  the 
maintenance  of  motor  equipment.  The  claim  was  originally  pre- 
sented to  the  Ordnance  Department  in  June,  1919, 

VTNDINGB  or  FACT. 

1.  Early  in  July,  1917,  Maj,  Lucian  B.  Moody,  Ordnance  Depart- 
ment, in  charge  of  the  motor  equipment  section  of  the  Ordnance  De- 
partment, conferred  with  claimant's  Mr.  M.  M.  Baker,  to  ascertain 
whether  claimant  would  undertake  the  establishment  of  a  school  for 
the  instruction  of  officers  and  enlisted  men  in  the  maintenance  of 
motor  equipment. 

2.  Under  date  of  July  19, 1917,  the  following  letter  was  written  to 
daimant  by  Maj.  Moody : 

"  1.  Beplying  to  vour  tetter  of  June  22  regarding  instructions  for 
officers  and  enligtea  men  of  this  department,  I  am  directed  by  the 
Chief  of  Ordnance  to  inform  you  tnat  we  will  send  a  class  of  ten 
officers  to  receive  instruction  at  your  ^ant  for  approximately  thirty 
days,  beginning  September  10.  Capt.  H.  T.  Hernng,  O.  O.  H.  C.  will 
hare  charge  of  this  class  and  will  cooperate  with  your  instructors  in 
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this  work.  Any  arratig«mcints  you  make  with  Capt.  Hwring  will  be 
satisfactoiy  to  this  office. 

"  2.  It  is  the  desire  of  this  department  to  have  this  class  given  the 
most  complete  instruction  possible  so  that  after  finishing  your  course 
they  will  be  able  to  meet  all  the  problems  of  the  truck  in  the  field,  and 
we  trust  that  Tour  course  of  instructioD  wiU  be  based  on  this  fact. 

"3.  Capt.  Herring  has  been  instructed  to  confer  wiUi  you  with  a 
view  to  establishing  such  a  course." 

3.  In  August,  1917,  Capt.  Herring  proceeded  to  Peoria  and  made 
arrangements  to  establish  the  school  during  the  month  of  October, 
1917.  The  school  actually  commenced  operation  on  October  23, 1917. 
Tractor  instruction  was  discontinued  at  Peoria  in  July,  191S,  but  the 
welding  school  was  continued  there.  The  school  was  demobilized  in 
December,  1918. 

4.  At  his  first  conference  with  Mr.  Baker,  Capt.  Herring  stated 
that  it  would  be  better  if  some  facilities  were  provided  so  that 
officers  attmding  the  school  could  live  near  their  work  ratiier  than 
2  miles  away  in  Peoria.  Mr.  Baker  stated  that  claimant  c(mtem- 
plated  the  purchase  of  additional  land  near  the  plant  upon  wbidi 
were  a  number  of  small  houses.  It  was  suggested  that  these  could 
be  relocated  and  altered  so  as  to  place  them  in  a  livable  oondition. 
It  was  understood  between  Mr.  Bater  and  Capt.  Ikiring  that  the 
HoH  Co.  would  put  these  houses  in  a  livable  condition,  and  that 
Capt.  Herring  would  require  all  cdSoerg  to  live  in  these  houses,  each 
to  pay  rent  at  the  rate  of  $10  a  month.  .It  was  understood  that 
these  arrangements  were  made  by  Capt.  Herring  as  representing  the 
officers  rather  than  the  United  States,  and  that  the  Holt  Co.  was 
to  look  for  reimbursement  to  the  officers  who  would  be  required 
to  occupy  these  houses.  Claimant  has  credited  against  the  expense 
of  moving  and  of  repairs  to  these  buildings  the  amount  of  rent 
received.  Claimant  states  that  it  would  have  been  largely  reimbursed 
for  these  expenditures  if  the  main  portion  of  the  school  had  not 
been  moved  to  Raritan  Arsenal  in  July,  1918,  whereas  it  had  been 
represented  that  it  was  the  intention  of  the  Government  that  the 
school  would  be  maintained  so  long  as  such  instruction  was  re- 
quired during  the  war. 

5.  One  of  the  houses  so  provided  was  used  exclufdvely  for  office 
purposes,  the  first  floor  for  the  commanding  officer  and  the  second 
for  the  medical  department.  This  was  the  two-story  house  on  the 
extreme  southwest  corner  of  the  property  facing  the  small  street 
which  intersected  the  main  street  running  by  the  Holt  plant  on  which 
the  car  line  is  situated  at  right  angles. 

6.  Instruction  was  first  given  by  having  the  students  circulate 
through  the  Holt  plant.  This  appeared  to  be  not  the  best  method, 
and  Capt.  Herring  asked  Mr.  Baker  if  the  company  had  a  building 
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vhich  could  be  used  purely  for  instruction  purposes.  The  Holt  Co. 
had  DO  such  building  available.   Capt  Herring  testified : 

"  I  recall  several  discussions  of  this,  and  I  do  not  know  exactly  how 
Mr.  Baker  arrived  at  the  decision  to  build  a  building,  but  he  nnally 
told  me  that  he  had  decided  to  build  a  building  which  we  could  use 
for  instruction  purposes,  and  this  was  done,  and  that  building  is 
referred  to  as  Caterpillar  Hall.  •  •  •  There  was  no  definite 
agreement  on  my  part,  and  so  far  as  I  know  on  no  other  Government 
employee's  part  to  see  that  the  Holt  Co.  was  paid  for  the  construc- 
tion of  the  building,  though,  as  stated  in  my  other  testimony,  it  was 
always  generally  understood  on  the  part  of  myself  and  the  Holt 
plant  that  they  were  entitled  to  reasonable  remuneration  for  what- 
ever expenditures  they  made  toward  assisting  the  Government  in 
school  work," 

This  building  was  used  exclusively  by  the  school  for  instruction 
purposea 

7.  Tlie  balance  of  the  claim  is  for  salaries  paid  by  claimant  to  in- 
structors and  stenographers  engaged  exclusively  in  school  work  and 
for  supplies  and  equipment  furnished  by  it  to  the  school.  Capt. 
Herring  testified  that  he  requested  the  Holt  Co.  to  furnish  the  serv- 
ices of  civilian  instructors  approved  by  him,  to  furnish  the  necessary 
stenographic  service  and  to  furnish  supplies  and  equipment  which 
ooold  iHit  be  Becored  through  routine  Government  channels,  and  that 
he  stated  that  the  Holt  Co.  would  be  reimbursed  by  the  Government 
for  such  ezpendituree  for  services,  supplies,  and  equipment  as  wer» 
properly  ordered  through  his  office,  bat  without  profit  to  the  Holt 
Co.  These  services,  supplies,  and  equipment  were  covered  by  requi- 
sitions signed  either  by  Capt.  Herring,  Capt.  J.  B.  Kimball,  or  First 
Lieut.  E.  S.  White,  or  by  bills  for  the  same,  approved  by  one  of  these 
officers.  Among  these  supplies  was  a  quantity  of  medical  supplies 
procured  locally  by  Capt.  Herring,  when  it  was  impossible  to  secure 
such  supplies  for  immediate  use  through  regular  military  channels. 
At  Capt.  Herring's  request,  bills  for  these  medical  supplies  qs  ap- 
proved by  him  were  paid  by  the  Holt  Co.  upon  his  statement  that 
the  Holt  Co.  would  be  reimbursed  by  the  Government  as  for  other 
services  and  supplies  furnished.  Claimant's  Mr.  Gotshall  testified 
that  an  audit  of  requisitions  and  bills  on  all  items  of  supplies  and 
services  had  be»i  made  by  Mr.  H.  B.  McKinley,  a  Government  ac- 
countant in  charge  at  the  plant,  and  that  the  result  of  this  audit 
though  not  entirely  satisfactory  was  acceptable  to  the  claimant. 

8.  Under  date  of  February  11,  1919,  the  Ordnance  Department 
issued  to  claimant  a  procurement  order,  War  Ord.  No.  20013-MT6009, 
in  part  as  follows : 

"  Services  aTid  maieriaU. — Services  of  your  instructors  and  mate- 
rial furnished  by  you  in  maintenance  of  '  Ordnance  Motor  Instruc- 
tions School'  at  your  plant,  Peoria,  111.  (now  known  as  '  Ordnanctt 
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MaintOTance  and  Repair  Schools'  in  the  name  of  the  United  States 
for  maintenance  and  repair  of  motor  vehicles) . 

"Price. — ^Total  amount  hereunder  is  eleven  thousand  eight  hun- 
dred thirty-two  dollars  and  fifteen  cents  ($11,832.15).  Payment  by 
the  United  States  will  be  made  through  the  District  Ordnance  Office, 
Chica^,  111. 

"  Time  of  ferformance  amd  delivery. — Starting  September  29, 1917, 
and  completmg  on  or  before  June  22, 1918." 

9.  Based  upon  this  order  the  Ordnance  Section  issued  its  certifi- 
cat«  Form  C  dated  July  8, 1919.  Claimant  at  firrt  refused  to  accept 
an  award  for  $11,832.15,  stating  that  it  declined  to  accept  that  sum 
in  full  settlement  as  its  claim  was  for  a  larger  amount.  Claimant, 
however,  on  October  11,  1920,  accepted  the  award  after  receiving 
assurance  in  writing  from  the  Ordnance  Section  that  it  could  present 
a  class  B  claim  for  the  difference  between  the  amount  of  the  award 
and  the  amount  actually  spent.  After  acceptance  by  claimant,  the 
award  was  held  in  the  files  of  the  Ordnance  Section.  It  was  never 
forwarded  to  the  War  Department  Claims  Board  for  approval  nor 
has  any  payment  been  made  under  the  award. 


1.  It  appears  clear  that  there  was  no  agreement  obligating  tJte 
United  States  to  reimburse  claimant  for  its  expense  in  moving  and 
altering  the  houses  for  use  as  quarters  for  the  officers  at  the  school. 
The  arrangements  made  contemplated  reimbursement  for  that  ex- 
pense in  the  form  of  rents  to  be  paid  by  the  officers  during  their  at- 
tendance at  the  school.  Claimant  failed  of  complete  reimburse- 
ment because  of  the  discontinuance  of  the  school  at  Peoria  when  it 
was  removed  to  Karitan  Arsenal  and  consolidated  with  other  simi- 
lar schools.  While  it  is  true  that  it  was  believed  that  the  school 
would  be  maintained  at  Peoria  as  long  as  such  training  was  needed, 
there  •was  certainly  no  agreement  to  that  effect.  Claimant  is  not 
entitled  to  reimbursement  for  its  expense  in  connection  with  these 
houses  used  as  quarters. 

2.  As  to  the  house  which  was  used  exclusively  for  office  purposes 
the  situation  is  different.  This  house  was  used  as  an  office  for  the 
commanding  officer  and  for  a  medical  department  exclusively  for 
the  benefit  of  the  United  States.  It  is  our  opinion  that  an  implied 
agreement  arose  out  of  such  use  and  that  the  United  States  is  obli- 
gated to  pay  to  claimant  a  reasonable  rental  for  the  period  for  which 
it  was  so  used. 

3.  It  is  our  opinion  that  the  claimant  built  Caterpillar  Hall  at 
the  request  of  Capt.  Herring  for  the  use  of  the  school  for  instruc- 
tion purposes  and  that  claimant  should  be  paid  therefor  the  reason- 
iible  cost  but  without  profit  and  less  its  salvage  value. 
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4.  Claimant  furnished  the  services  of  instructors  and  stenog- 
raphers, various  supplies,  and  equipment  for  the  school  upon  the 
request  of  Capt.  Herring.  The  United  States  is  obligated  to  pay 
the  reasonable  cost  to  claimant  of  such  services,  supplies,  and  equip- 
ment, but  without  profit,  as  were  furnished  upon  requisitions  signed 
by  Capt.  Herring,  Capt.  J.  K.  Kimball,  or  First  Lieut.  E.  S.  White, 
or  for  which  bills  were  approved  by  either  of  these  officers. 

DispoamoN. 

The  Appeal  Section  transmits  its  decision  to  the  Ordnance  Section 
for  appropriate  action. 

Lieut.  Cot.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurriDg  for  the  War  Department  Claima 
Boud. 
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Case  No.  3015. 

/n  re  CLAIM  OF  J.  E.  CTOKfl. 

1.  KEABiniE   OF  SAICAOES  TTTOIT  lEEIOIIATIOH  OF   PUBGEABZ  OKDBm.— 

Where  a  foraikl  pnicluiie  ordei  for  »  eOO-ton  haxgt  wblah  oonteliu  a  teml- 
natlon  olanie  li  tennlnated,  the  meAinre  of  damagei  !■  the  dUIereEoe  be- 
tween the  eontraot  price  ftnd  the  fair  market  Talve  of  the  barKe  at  the 
time  the  pniehaic  order  wai  termloated. 

2.  TUSISDICnOV  OF  TEE  BBCKETAKT  OF  WAB.— The  Seoretary  of  War  luu 

BO  Jorlidlotlon  to  adjntt  a  eUlm  baud  upon  an  Informal  agreement  when 
no  ezpendlturee  hare  been  made  or  obllKAUoni  lnoorred  upon  the  faith  of 

S.  CLAm  Amt  DECISIOV.— Held,  aa  to  Item  A,  olAlmant  li  entitled  to  reUef  to 
the  extent  noted  tn  "  1,"  above.  At  to  Itemi  B  and  0,  relief  ii  denied  fvr 
the  reaioM  itated  in  "  i,"  above. 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

■    FINDINOS  or  FACTS. 

The  Board  tinds  the  following  to  be  the  facts : 

1.  This  claim  is  before  the  Appeal  Section  on  appeal  by  claimant 
from  the  action  of  the  Ordnance  Section.  The  Ordnance  Section 
made  an  award  of  $2,000  on  item  "  A  "  of  the  claim  and  disallowed 
items  "  B  "  and  "  C." 

Item  "  A "  of  the  claim  is  based  upon  the  cancellation  by  the 
United  States  of  a  purchase  order  which  ig  within  the  exceptions  to 
section  3744,  Revised  Statutes,  and  this  item,  therefore,  is  to  be  con- 
sidered as  coming  before  this  section  on  appeal  under  General  Orders 
103,  War  Department,  1918. 

Items  "  B  "  and  "  C  "  should  be  designated  as  items  of  a  class  B 
claim  within  the  purview  of  the  act  of  March  2,  1919. 

2.  Item  A — Loss  on-  cancellation  of  purchase  order  for  500-ton 
"barge. — This  item  is  for  loss  arising  out  of  the  cancellation  by  the 
United  States  of  Purchase  Order  No.  4845  dated  May  16, 1918,  issued 
by  Thompson- St arrett  Co.,  agent  for  the  United  States,  in  the  con- 
stniction  of  explosives  plant  "  C  "  at  Nitro,  W.  Va,  The  purchase 
order  was  signed  by  R.  H,  Williams,  deputy  director  of  purchases. 
The  order  calls  for  "one  500-ton  barge  now  located  at  Rockport, 
Ind.,"  and  "  one  800-ton  barge  now  located  at  Cairo,  HI." ;  price 
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$17,100;  time  of  shipment,  "  st  once"  (rush)  ;  delivery  point,  f.  o.  b. 
Cincinnati,  Ohio. 

The  600-too  barge  was  delivered  and  accepted  and  the  contractor 
was  paid  the  contract  price,  $11,100.  The  500-ton  barge  had  been 
carried  down  the  river  and  grounded  on  a  sand  bar  and  could  not  be 
refloated  tlntil  the  river  rose  and  covered  the  bar.  This  fact  was 
known  to  Mr.  Williams  at  the  time  the  purchase  was  negotiated. 
The  boat  was  finally  launched  and  towed  to  Cincinnati,  reaching 
Qiere  abont  December  4,  1918.  A  cancellation  notice,  dated  De- 
cember 8, 1918,  was  mailed  to  the  contractor,  but  he  was  away  from 
home  at  the  time  and  did  not  get  the  notice  until  his  return  about 
December  20,  1918.  In  the  meantime  he  had  notified  Mr.  Williams 
that  the  barge  was  at  Cincinnati  ready  for  delivery. 

Upon  receipt  of  the  cancellation  notice  Mr.  Lyons  went  to  Nitro 
and  had  an  interview  with  Mr.  Williams  relative  to  the  cancellation, 
and  Mr.  Williams  advised  Mr.  Lyons  to  submit  in  writing  a  pro- 
posal relative  thereto.  Accordingly,  on  December  23, 1918,  Mr.  Lyons 
wrote  Mr,  Williams  stating,  in  substance,  that  he  preferred  that 
the  Government  take  the  barge  at  the  contract  price,  $6,000,  "  but  if 
the  Government  would  rather  pay  me  $2,000  bonus  for  my  trouble 
and  expense  and  me  keep  the  boat,  I  am  willing  to  do  this."  Shortly 
thereafter  Mr.  Lyons  had  the  boat  towed  to  Middleport,  Ohio,  at  a 
cost  of  $75,  and  held  it  until  July  5,  1920,  when  he  sold  it  for  $1,000, 
out  of  which  sum  he  paid  a  brokerage  commission  of  $125. 

The  claim  on  this  item  is  for  $2,000,  which  represente  the  depre- 
ciation in  the  value  of  the  barge,  plus  the  towing  charges  to  Middle- 
port,  plus  holding  charge  of  $1.50  per  day  from  December  1,  1918, 
to  July  4,  1920,  plus  the  cost  of  ropes,  lines,  ete.,  amounting  to 
$1,161.50,  which,  added  to  the  $2,000  loss,  makes  the  totel  amount  of 
this  item  $3,161.50. 

Mr.  Lyons  admits  that  he  made  no  effort  to  sell  the  barge  tmtil 
after  April,  1920.  During  this  time  the  boat  was  cared  for  by  Mr. 
Lyons's  son,  who  was  in  Mr,  Lyons's  employ.  The  time  required  for 
the  care  of  the  boat  averaged  about  two  and  one-half  hours  per  day. 

3.  Item  B — The  hoot-yard  transaction. — Mr.  Lyons  owned  a  boat 
yard  at  Higginsport,  Ohio.  This  yard  consisted  of  a  frame  build- 
ing, some  machinery,  lumber,  oakum,  cotton,  bolts,  irons,  spikes, 
cto.,  for  use  in  the  construction  and  repair  of  boats  and  barges. 
Previous  to  the  date  of  the  purchase  order  above  referred  to  Mr. 
Lyons  had  sold  to  the  United  States  for  use  at  N'itro  his  river  fleet 
consisting  of  1  steamboat  and  11  barges.  The  two  boats  covered 
by  the  above  purchase  order  constituted  the  last  of  his  fleet.  Having 
disposed  of  all  of  his  boats  and  barges,  he  was  anxious  to  also  dispose 
of  his  boat  yard  and  material.    He  therefore  proposed  to  Mr.  Wil* 
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liams  to  sell  him  this  boat  yard  and  material.  Mr.  Williams  had 
replied  that  the  boat  yard  and  material  would  be  required  in  the 
operation  of  the  fleet  at  Nitro.  Mr.  Williams  went  to  Higginsport 
and  inspected  the  boat  yard  with  a  view  to  its  purchase.  He  testified 
that  he  told  Mr.  Lyons  in  August,  1918,  that  he  would  take  all  of  the 
lumber  at  the  boat  yard.  There  were  two  classes  of  lutober,  (1) 
"long  western,"  intended  for  gunwales,  which  Mr.  Williams  agreed 
to  take  at  $100  per  M  feet ;  (2)  "  native  white  pine,"  which  Mr. 
Williams  agreed  to  take  at  $80  per  M  feet.  Mr.  Williams  testified 
that  Mr.  Lyons  agreed  to  this,  and  that  both  considered  the  trans- 
action closed  with  reference  to  the  lumber,  except  as  to  the  amount, 
which  was  to  be  determined  by  an  inventory.  The  other  articles 
were  also  to  be  inventoried  and  appraised.  Two  men  from  the  office 
of  Thompson-Starrett  Co.  at  Nitro  were  sent  to  Higginsport  to  make 
an  inventory  and  appraisal  of  all  of  the  property  at  the  boat  yard. 
They  did  so,  but  no  final  agreement  was  ever  reached  between  Mr. 
Williams  and  Mr.  Lyons  relative  to  the  price  of  any  of  the  material 
except  the  lumber  as  above  stated.  Undoubtedly  all  of  the  material 
would  have  been  purchased  by  Mr.  Williams  if  he  and  Mr.  Lyons  had 
reached  an  agreement  as  to  the  prices  of  the  various  articles,  but  this 
was  never  done.  None  of  the  lumber  was  deliveredto  any  agent  of 
the  Government.  No  purchase  order  covering  it  or  any  of  the  other 
material  was  ever  issued.  The  inventory  above  referred  to  was  lost 
in  the  fire  which  destroyed  the  administrative  building  at  Nitro. 

4.  Mr.  Lyons  testified  that  in  August,  1918,  he  had  an  opportunity 
to  sell  the  boat  yard  and  material  to  some  private  parties,  and  that 
he  called  Mr.  Williams  over  the  phone  and  advised  him  of  this  fact, 
and  that  Mr.  Williams  replied  advising  him  not  to  sell  to  the  private 
parties,  as  the  boat  yard  and  material  would  be  needed  by  the  Gov- 
ernment.   Mr.  Williams  says  this  referred  only  to  the  lumber. 

5.  Mr.  Lyons  has  been  unable  to  dispose  of  the  boat  yard  and  ma- 
terial, but  he  did  build  two  barges  out  of  the  material  which  was  at 
the  boat  yard,  and  has  sold  them  for  $7,600  each.  The  remainder 
of  the  material  is  still  at  the  yard,  according  to  Mr.  Lyons's  testi- 
mony. 

At  the  time  of  his  negotiations  with  Mr.  Williams,  Mr.  Lyons 
.  estimated  the  value  of  his  boat  yard  and  material  at  between  $35,000 
and  $40,000.  The  value  now  placed  on  it  as  of  that  date  is  $43,350.20, 
and  the  value  recovered  and  still  recoverable  is  placed  at  $18,280, 
making  the  loss  or  depreciation  $25,070.20. 

6.  Mr.  Williams  testified  that  he  was  not  only  acting  as  purchas- 
ing agent  for  Thompson-Starrett  Co.,  which  company  was  agent  for 
the  United  States  in  the  construction  of  the  plant  at  Nitro,  but  that 
he  was  also  acting  as  purchasing  agent  for  the  Hercules  Powder  Co., 
which  latter  company  was  under  contract  with  the  United  States  to 
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Operate  the  plant  at  Nitro.  By  the  tenns  of  the  Ordnance  Contract 
No.  P8729-930E,  dated  May  9,  1918,  the  Hercules  Powder  Co.  waa 
to  operate  the  plant  at  Nitro  at  cost,  pluB  a  fixed  profit  of  2}  cents 
per  pound  on  the  powder  manufactured,  accepted,  and  delivered  to 
the  United  States.  Mr.  Williams  testified  that  if  the  boat  yard  and 
material  in  question  had  been  purchased  it  would  have  been  for  th^ 
Hercules  Powder  Co.  Mr.  Lyons  did  not  know  that  Mr.  Williama 
was  representing  the  Hercules  Powder  Co.  in  this  matter,  but  thought 
he  was  the  representative  of  Thompson-Starrett  Co.,  agent  for  the 
United  States.  In  all  of  his  previous  negotiations  with  Mr.  Lyons 
Mr.  Williams  had  acted  in  this  latter  capacity. 

7.  Item  C — Lo»s  hased  on  the  Liberty  bond  tranaaction. — Maj. 
W.  M.  Wood,  Q.  M.  C,  the  constructing  quartennast«r  at  Nitro,  was 
chairman  of  the  fourth  Liberty  loan  conunittee  at  that  place.  On 
October  7,  1918,  Mr.  Lyons  subscribed  for  $S,000  of  the  fourth  Lib- 
erty loan  issue  with  Maj.  Wood,  and  gave  him  his  check  for  $2,000, 
dated  October  7,  1918,  in  full  payment  of  the  subscription.  Maj. 
Wood  entered  this  subscription  for  Mr.  Lyons  through  the  Citizens' 
Bank  at  Xitro.  Maj.  Wood  signed  Mr.  Lyons's  name  to  the  subscrip- 
tion, it  being  No.  255,  dated  October  12,  1918.  The  bank  issued  its 
receipt,  and  this  and  a  duplicate  of  the  subscription  were  sent  to  Mr. 
Lyons. 

8.  Shortly  after  the  transaction  above  mentioned  Mr.  Lyons  in- 
formed Maj.  Wood  that  he  was  negotiating  with  Mr.  Williams  for 
the  sale  to  the  latter  of  the  boat  yard  and  material  at  Higginsport, 
and  stated  that  if  the  deal  went  through  he  would  subscribe  for 
^!0,000  additional  fourth  Liberty  loan  bonds.  Maj.  Wood  advised 
Mr.  Lyons  that  he  had  better  subscribe  for  the  bonds  at  once,  as  it 
might  be  too  late  to  do  so  if  he  waited  until  th*  boat  yard  deal  was 
closed.  Mr.  Lyons  accordingly  gave  Maj,  Wood  his  check  for  |S,000 
as  the  initial  10  per  cent  payment  on  a  $20,000  subscription  and  told 
Maj.  Wood  to  enter  his  subscription  for  $20,000  of  the  bonds.  This 
check  was  dated  October  16,  1918.  Maj.  Wood  signed  Mr.  Lyons's 
name  to  the  subscription  for  ^6,000  of  the  fourth  Liberty  loan  bonds 
and  delivered  it  and  the  check  to  the  Citizens'  Bank  of  Nitro.  The 
subscription  is  dated  October  19,  1918,  being  No.  8211.  The  bank 
issued  its  receipt  for  this  payment,  and  Maj.  Wood  delivered  this 
receipt  and  duplicate  of  the  subscription  to  Mr.  Lyons. 

9.  As  the  sale  of  the  boat  yard  did  not  materialize  Mr.  Lyons 
failed  to  make  payment  of  the  deferred  installments  on  this  $20/)00 
subscription  as  required  by  the  Treasury  Department  circulars  re- 
lating to  this  bond  issue,  and  when  Mr.  Lyons  finally  went  to  the 
bank  some  time  in  1919  to  see  about  his  bands  he  was  advised  that 
the  $20,000  in  bonds  covered  by  the  second  subscription  had  been 
sold  at  the  market  price  and  had  brought  $18^00,  which  represented 
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a  loss  of  $1,800.  The  bank  then  tendered  Mr.  Lyons  $200  in  bonds, 
the  balance  remaining  after  deducting  the  $1,800  depreciation  from 
the  $2,000,  or  10  per  cent  payment  on  the  second  subscription,  and 
also  tendered  him  $2,000  in  bonds  on  the  first  eubscription,  whicb 
had  been  fuUy  paid  at  the  time  the  subscription  was  made.  In  what 
may  be  termed  a  spirit  of  childish  petulance,  Mr.  Lyons  refused  to 
take  any  of  the  bonds  tendered  by  the  bank.  He  now  says  he  has 
since  requested  the  bank  to  deliver  the  $2,000  in  bonds  which  rep- 
resented his  first  subscription  and  which  was  fully  paid  for,  and  also 
$2,000  in  bonds  which  the  second  $2,000  or  10  per  cent  payment  rep- 
resents, and  the  bank  has  refused  to  comply  with  this  request. 

10.  The  proposed  sale  of  the  boat  yard  had  nothing  to  do  with  the 
first  subscription  of  $2,000  of  Liberty  bonds,  yet  Mr.  Lyons  is  now 
seeking  to  have  the  United  States  reimburse  him  this  $2,000,  and 
interest  from  date  of  the  subscription,  because  he  did  not  take  ^e 
bonds  when  they  were  tendered  to  him  by  the  bank.  He  is  also 
asking  that  the  United  States  reimburse  him  $2,000  and  interest 
from  date  of  the  10  per  cent  payment  of  the  $20,000  bond  subscrip- 
tion. This  claim  is  on  the  theory- that  this  subscription  was  con- 
ditional on  the  consummation  of  the  sale  of  the  boat  yard,  and  as 
the  United  States  failed  to  take  the  boat  yard  he  should  be  reim- 
bursed the  amount  paid  on  this  subscription,  with  interest 

Mr.  Williams  had  nothing  to  do  with  the  Liberty  loan  bond  sub- 
scriptions and  did  not  know  that  the  $20,000  subscription  was  con- 
ditional on  the  sale  of  the  boat  yard. 

DECISION. 

1.  Item  A — Loss  «n  cancellation  of  the  purohase  order  for  500-ton 
barge. — The  GrOTernment  elected  td  cancel  the  purchase  order  cover- 
ing the  SOO-ton  barge  which  was  to  have  been  delivered  to  the  Gov- 
ernment at  Cincinnati.  It  was  at  Cincinnati  ready  for  delivery 
when  the  order  was  canceled.  The  measure  of  damage  to  the  con- 
tractor upon  cancellation  of  the  purchase  order  by  the  Government 
is  the  difference  between  the  contract  price,  $6,000,  and  the  fair 
market  value  of  the  barge  at  Cincinnati  at  the  time  of  cancellation. 
Mr.  Lyons  admits  that  the  fair  market  value  of  the  barge  at  the 
time  of  cancellation  was  $4,000.  At  that  time  he  offered  to  accept 
$2,000  in  full  satisfaction  of  damages  for  cancellation  of  the  purchase 
order.  He  is  not  entitled  to  recover  anything  for  expenditures  in- 
curred by  him  in  having  the  barge  towed  to  Middlcport,  or  for  the 
holding  charf^s  incurred  from  December  4, 1918,  to  July  4, 1920.  By 
the  act  of  taking  possession  of  the  barge  at  Cincinnati,  he  elected  to 
accept  cancellation  of  the  purchase  order  and  any  expenditures  in- 
curred by  him  in  connection  with  the  barge  after  that  date  can  not 
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be  charged  against  the  United  States.  It  was  his  property  and  he 
was  at  liberty  to  keep  it,  sell  it,  or  make  such  dispomtion  of  it  as  he 
saw  fit.  The  award  of  the  Ordnance  Section  of  $S,000  as  compensa- 
tion for  the  cancellation  of  the  purchase  order  is  therefore  approved. 

2.  Item.  B — The  boat-yard  transaction. — ^The  testimony  of  Mr. 
Lyons  to  the  effect  that  ah  agreement  was  entered  into  with  Mr. 
Williams  for  the  sale  of  the  lumber  at  the  boat  yard  is  corroborated 
by  Mr.  Williams.  However,  the  evidence  does  not  establish  that  an 
agreement  was  entered  into  with  reference  to  the  balance  of  the 
material  at  the  boat  yard.  It  is  probably  true  that  Mr.  Lyons  could 
have  sold  the  boat  yard  and  material  to  other  parties  at  that  time 
but  refrained  from  doing  so  because  he  expected  to  close  the  trans- 
action with  Mr.  Williams.  It  is  also  probably  true  that  the  value 
of  this  property  has  since  depreciated  and  that  Mr.  Lyons  has  sus- 
tained  a  loss  by  reason  of  not  having  disposed  of  it  when  he  had  an 
opportunity  to  do  so. 

The  act  of  March  2,  1919,  authorizes  the  Secretary  of  War — 
"to  adjust,  pay,  or  discharge  any  agreement,  express  or  implied,  upon 
a  fair  and  equitable  basis  that  has  been  entered  into  in  good  faith 
during  the  present  emergency  and  prior  to  November  twelfth,  nine- 
teen hundred  and  eighteen,  by  any  officer  or  agent  acting  under  his 
authority,  direction,  or  instruction,  or  that  of  the  President,  with 
any  person,  firm,  or  corporation  •  "  *  or  for  the  production, 
manufacture,  sale,  acquisition,  or  control  of  equipment,  materials, 
or  supplies,  or  for  services,  or  for  facilities,  or  other  purposes  con- 
nected with  the  prosecution  of  the  war,  when  such  agreement  has 
been  performed  in  whole  or  in  part,  or  expenditures  home  been  made 
or  omigations  incurred  upon  the  faith  of  the  saitw  by  any  person, 
firm,  or  corporation  prior  to  November  twelfth,  nineteen  hundred 
and  eighteen,  and  such  agreement  has  not  been  executed  in  the  man- 
ner prescribed  by  law." 

In  order  for  the  Secretary  of  War  to  have  jurisdiction  of  a  claim 
based  on  an  informal  agreement,  one  of  the  conditions  is  that  ex- 
penditures must  have  been  made  or  obligations  incurred  upon  the 
faith  of  the  alleged  agreement.  In  this  case  it  can  not  be  said  that 
Mr.  Lyons  made  any  expenditures  or  incurred  any  obligations  upon 
the  faith  of  his  negotiations  with  Mr.  Williams.  All  expenditures 
made  by  him  on  the  boat  yard  and  material  had  been  made  prior  to 
the  time  he  entered  into  negotiations  with  Mr.  Williams  for  the  sale 
of  this  material.  Consequently,  although  a  verbal  agreement  was 
entered  into  between  the  parties  relative  to  the  lumber,  yet  it  is  not 
such  an  agreement  as  the  act  of  March  2,  1919,  authorizes  the  Secre- 
tary of  War  to  adjust,  pay,  or  discharge.  There  is  no  authority 
vested  in  the  Secretary  of  War  outside  of  that  conferred  upon  him 
by  the  above-mentioned  act  by  which  he  could  adjust,  pay,  or  dis- 
charge this  item  of  the  claim. 
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For  the  reasons  stated,  therefore,  relief  as  to  this  it«n  of  the  claim 
is  hereby  denied. 

3.  Item,  C — LoM  on  LiheHy  loan  bond  subscriptions. — With  refer- 
ence to  the  first  subscription  of  $2,000  of  bonds,  which  was  paid  for 
Id  full  at  the  time  the  subscription  was  entered,  this  item  of  the  dftim 
is  absurd.  It  was  not  in  any  way  connected  with  the  second  sub- 
scription, which  was  for  $20,000,  nor  was  it  in  any  way  conditioned 
upon  the  sale  of  the  boatyard  and  material.  Furthermore,  it  is  not 
a  matter  over  which  the  Secretary  of  War  has  jurisdiction.  It  was 
a  transaction  with  the  bank,  Maj.  Wood  acting  as  agent  for  claimant 
This  item  of  the  claim  is,  therefore,  disallowed. 

4.  With  reference  to  the  claim  for  loss  on  the  second  bond  subscrip- 
tion, which  was  for  $20,000,  and  on  which  a  cash  payment  of  $2,000, 
or  10  per  cent,  was  paid  at  the  time  the  subscription  was  entered,  the 
Appeal  Section  holds  that  the  Secretary  of  War  has  no  jurisdiction 
regarding  this  item  of  the  claim.  The  subscription  was  made  with 
Maj.  W.  M.  Wood,  Q.  M.  C,  who  was  chairman  of  the  Liberty  loan 
committee  at  Nitro.  In  his  capacity  as  chairman  of  the  committee, 
Maj.  Wood  was  not  acting  as  a  representative  or  agent  of  the  Secre- 
tary of  War,  but  in  the  capacity  of  a  private  citizen.  The  fact  that 
he  was  a  commissioned  officer  was  a  mere  coincidence.  The  fact  that 
claimant  did  not  meet  the  deferred  payments  on  this  subscription 
because  the  sale  of  the  boatyard  and  material  was  not  consummated, 
and  that  he  thereby  suffered  a  loss,  can  not  be  held  to  be  a  direct  con- 
sequence of  the  failure  of  the  Oovernment  to  purchase  the  boatyard 
and  material,  or  even  the  lumber. 

For  the  reasons  stated,  therefore,  this  item  of  the  claim  is  hereby 
denied. 

DISFOSmON. 

1.  With  reference  to  item  A  of  this  claim,  the  Appeal  Section  hereby 
transmits  its  decision  to  the  Ordnance  Section  for  appropriate  action. 

2.  With  reference  to  items  "  B  "  and  "  C  "  of  the  claim,  the  Appeal 
Section  will  enter  a  formal  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Appeal 
Section;  Col,  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Januart  29,  1921. 
Case  No.  3038. 

I»  re  OLAZK  07  TEZ  KABTLAin)  STATE  tAXK  (ISC.). 

1.  TFIIVe  PSrVATS  PaOFEXrr  BT  QOTKB.mitVt  TKOOFB.— when  TTnlted 
MatM  troop*  t»lEe  poHOfilon  of  privftte  property,  ftad  dnrlnr  tlie  ooenpanoy 
of  MJU  dAB«ge  KBd  deitmetlon  !■  oooailoned  by  the  troopi,  the  owner  of 
tke  ftvpvctj  U  entitled  to  relubnneuent  for  the  omonnt  of  the  ■otnnl 


S.  nABUXI  as  DAKAQES. — in  eitlmntlnr  the  mekinre  of  dAmaffe*  In  meh 
elronoutuioei  u  itated  In  paneraph  1  a  >afe  mle  to  follow,  ai  preiorlbed 
la  a.  0.  W,  W.  S.,  »IB,  asd  0.  0.  >7,  W.  V.,  19>0,  It  to  deteralne  the  ooat 
of  reotoratlon  of  the  premiiei  and  dednot  therefrom  a  certain  inm  u 
repretentlnr  the  exoeii  Talne  of  the  reitored  proper^  OTor  the  ralue  ol 
the  property  whloh  wai  damaged  or  deitroTod. 

S.  CLAUC  Ant  VECIBIOB. — Thli  li  an  appeal  from  the  dliallowanoe  of  a  nnmher 
of  noma  by  the  Appralial  Boctlon  In  an  award  tined  by  that  feotlon. 
Th«  aepcntte  Itemi  are  dltontaed  and  the  aetioa  of  the  Appraltal  Seetion 
BoJUed  In  aoeerdanee  with  tho  tefUneny  offered  at  the  hoarlnK  before 
the  Appeal  ■eettan. 

iSmj.  Blackburn  writing  the  opinion  of  the  Board. 

ITHDINOS  OF  FACT. 

1.  This  case  comes  to  the  Appeal  Section,  War  Department  Claims 
Board,  on  appeal  from  the  decision  of  the  Appraisal  Section,  award- 
ing claimant  $18,918.06  on  a  claim  as  amended  for  $34,943.02,  for 
damages  to,  and  destruction  of  buildings  and  grounds  located  on  the 
premises  known  as  the  fairgrounds  of  the  Maryland  State  Fair 
(Inc.),  at  Laurel,  Md.,  by  United  States  troops  during  the  fall  of 
1917.  A  hearing  has  been  conducted  by  the  Appeal  Section,  at  which 
the  claimant  and  its  attorney  were  present. 

2.  The  circumstances  under  which  the  claim  arises  are  as  follows : 
In  December,  1917,  there  was  an  epidemic  of  "  Flu  "  at  Camp  Meade, 
Md.  On  account  of  lack  of  space  and  accommodations  at  Camp 
Meade,  it  was  deemed  expedient  to  transfer  without  delay,  the  First 
Battalion,  Twenty-third  Engineers  to  another  location,  and  for  that 
purpose  competent  military  authority  took  pcssession  of  the  fair- 
grounds at  I«ure],  Md.,  property  of  claimant,  which  was  only  about 
6  miles  from  Camp  Meade,  and  the  troops  entered  upon  the  premises 
on  December  28,  1917.    The  buildings  were  hastily  transformed  as 
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well  as  could  be,  into  quarters  for  the  outfit,  and  such  furniture, 
messing  equipment,  and  other  property  as  was  found,  was  summarily 
taken  and  used  to  supplement  the  incomplete  equipment  of  the  sev- 
eral company  organizations.  The  buildings  and  improvements  on 
the  premises  were  such  as  are  usually  found  at  race  tracks,  and  con- 
sisted for  the  most  part  of  a  grandstand  and  clubhouse  building, 
stables,  sheds,  fences,  a  race  "course,  roads,  walks,  shrubbery,  lawns, 
wat«r  and  sewer  systems,  and  a  Pari-Mutual  bookmaking  outfit.  A 
restaurant  had  been  installed  in  the  grandstand  and  the  clubhouse  was 
furnished  with  chairs,  benches,  settees,  tables,  desks,  rugs,  etc. 
Owing  to  the  emergency  and  the  haste  with  which  ihe  movement  was 
effected,  the  Quartermaster  Department  had  been  unable  to  provide 
an  adequate  supply  of  fuel.  The  weather  was  very  cold,  and  in  this 
extremity  the  troops  were  obliged  to  tear  down  fences,  partitions  and 
parts  of  buildings,  using  the  lumber  so  obtained  as  fuel  for  heating 
and  cooking  purposes. 

3.  The  fairgrounds  premises  were  occupied  by  the  troops  from 
December  28,  1917,  to  July  13, 1918,  under  verbal  authority  and  per- 
mission given  by  the  late  K.  A.  Johnson,  of  Laurel,  Md.,  president 
of  the  Maryland  State  Fair  (Inc.),  daimant.  A  lease  providing  for 
the  payment  of  $1  consideration  for  occupation  of  the  premims  by 
the  United  States  was  prepared,  but  was  never  executed  by  either 
of  the  parties. 

4.  Hearings  were  conducted  at  Laurel,  Md.,  on  April  21,  2S,  23, 
and  26, 1920,  by  Maj.  John  G.  Winter,  of  the  War  Department  Board 
of  Appraisers. 

6.  From  the  testimony  of  Mr.  W.  A,  Wimsatt,  wholesale  lumber 
dealer  in  Washington,  D.  C,  an  expert  on  the  prices  of  lumber  (Tr., 
Jan.  7, 1921),  and  of  Mr.  William  J.  Long,  estimator  and  appraiser 
for  the  Construction  Service,  Quartermaster  Department,  Wash- 
ington, D.  C.  (Tr.,  34,  35,  36) ,  the  fair  market  price  of  lumber  of  the 
quality  and  sizes  and  of  hardware  in  1918  delivered  on  the  fair- 
grounds at  Laurel,  Md.,  used  in  repairing  the  premises  of  the  Mary- 
land State  Fair,  and  the  cost  of  labor  necessary  to  do  the  reconstruc- 
tion work,  are  fixed  as  follows : 

Lumber  per  thousand  feet 9K.W 

Nails  per  thousand  feet  o(  lumber 2.W 

Hinges,  barret  bolts,  anO  staples  per  thousand  feet  of  lumber ,50 

Labor  per  thousand  feet  of  lumber 80.00 

It  was  agreed  between  counsel  for  claimant  and  the  United  States 
at  the  hearing  that  the  entire  record  as  made  up  by  Uie  Appraisal 
Section,  including  the  transcript  of  testimony  taken  before  that  sec- 
tion, might  be  received  and  considered  as  having  been  regularly 
offered  in  evidence  on  this  hearing. 
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6.  The  items  composing  the  claim  as  amended  are  presented  by 
claimant  as  follows : 

gmumary  of  damages  snetalned : 

Polio  1.  Lnmber  taken  or  destroyed 1  $11, 188.  52 

PoHo  2.  Furniture  destroyed  or  missing 2,787.78 

PoHo  3,  Damage  to  drain  pipe 100.00 

Polio   4.  Evergreens    destroyed 615.00' 

Polio  6.  Fire  hose  destroyed 429.60 

Folio  6.  lAbor  used  to  restore  groands 13,901.90 

PoUo  7.  Electric  lamps  destroyed 196. 10 

Polio  a  Paint  destroyed ^_'__  ISO.  00 

Folio  ft.  Fencing    destroyed 860.00 

PoUo  10.  UlscellaneooB  Items  destroyed 5,316.10 

Total  damages  claimed l 84,948.02 

7.  The  Appraisal  Section,  however,  in  its  report,  has  subdivided 
the  claim  into  45  items,  as  follows : 

July  10, 192a 

BBCAPrrUIATIOK. 

It  appears  that  the  liability  of  tbe  United  States  nnder  the  several  Items  of 
tbls  claim  Is  as  follows: 

Item  1.  Grand  stand j $7L  78 

Itmn  2.  Jadgcs'  stand 

It«m  8.  Glnbbonse 

Item  4.  Me«  hall  No.  1 6.00 

Item  5.  Mess  hall  No.  2 : R  00 

Item  6.  Mess  hall  No.  S 6. 00 

Item  T.  Stables  A,  B,  C.  B.  F.  O 1, 180. 71 

Iton  8.  Twenty-four  box  gtallfl 1, 867. 80 

Item  9.  Bam  I  (formerly  bam  M) 12a  13 

Item  10.  Bam  J  (formerly  bam  N) 889.  47 

Item  11.  BamK  (formerly  bam  0) 1 483.28 

Item  12.  Mes9  hall  No.  4 fl.00 

Item  13.  Mess  hall  No.  5 ft  00 

Item  14.  Sbed  row  No.  10 245. 00 

Item  15.  Bnmed  bnlldlngs,  bam  A 192.91 

Item  16.  Bnmed  bnlldlngs,  bera  B 48.38 

Item  17.  Burned  buildings,  barn  O 71.85 

Item  18.  Bumed  buildings,  bam  D 145. 16 

Item  19.  Sbed  rows  2.  3,  and  4 142. 10 

Item  20.  BaraK 68.80 

Item  21.  Barn  V 44. 10 

Item  22.  BaroV 272.84 

Item  23.  Bam  W 14. 70 

Item  24.  Bam  X 98.00 

Item  26.  Barn  T 24.  50 

Item  26.  Bam  Z .: 44. 10 

14. 70 

68.90 

34. 30 
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Item  31.  DKmfig^  to  roads 12,718.00 

Item  32.  Paddock -*- ISaOO 


Item  35.  Shrubbery 403. 32 

Item  36A.  Fencing 4,892.77 

Item  36B.  Wire  fencing  destroyed 38a00 

Item  37.  Credits  to  the  United  States  for  materUl,  do  liability 

Item  38.  100  gallons  of  paint 

Item  88.  rire  hoae  destroyed 214.82 

Item  40.  Damage  to  drainpipe 75,00 

Item  41.  Lumber  stored  In  barns  C  and  D 340.88 

Item  42.  Repairs  to  one  Parl-Mutnal  booth 48.46 

Item  43.  Miscellaneous  Items  destroyed 1,423.6S 

Item  44,  Elect ric-ligbt  lamps  destroy^ 195.10 

Item  45.  Furniture  destroyed  and  missing 1,824.16 

Total  tlablllty  of  United  Stotes 21,215.08 

Credit  of  $1,374.86  is  allowed  the  United  States  for  certain  lumber 
purchased  for  and  delivered  to  claimant,  which  amount  deducted 
from  tJie  total  liability  of  $21,315.08,  leaves  an  apparent  liability  to 
claimant  of  $19,840.20.  Id  making  its  award  the  Appraisal  Section 
amended  this  report  by  reducing  the  amount  allowed  on  subdivision 
(i)  item  43,  on  49  bookmakers'  booths  and  200  rollers  for  same  of 
$786.80  to  $232.75,  and  by  rejecting  the  amount  allowed  on  subdi- 
vision (l)  item  43  of  $180,  and  also  the  amount  nllowed  on  subdivisions 
(n.  Of  p,  y,  r,  s,  and  t)  item  43,  of  $185.  The  above  deductions,  ag- 
gre^ting  $d21.1!>,  from  the  report  as  submitted,  leaves  a  balance  of 
$18,919.05,  the  amount  of  the  award  recommended  by  the  Appraisal 
Section  in  full  settlement  of  all  claims  of  the  Maryland  State  Fair 
(Inc.),  growing  out  of  the  facts  and  circumstances  hereinabove  de- 
scribed. Further  findings  of  fact  will  be  incorporated  in  the  de- 
cision as  found  necessary. 


1.  Unquestionably  claimant  is  entitled  to  be  reimbursed  the  actual 
damages  sustained  by  it  incident  to  the  occupancy  of  its  premises  at 
Laurel,  Md.,  by  United  States  troops  from  December  28, 1917,  to  July 
13, 1918.  The  difficulty  is  in  determining  the  correct  rule  applicable 
to  the  various  items  composing  the  claim  for  the  proper  admeasure- 
ment of  such  damages.  It  would  appear  .that  the  rule  adopted  by 
the  Appraisal  Section  is  acceptable  as  being  on  a  fair  and  equitable 
basis,  viz : 

"  determine  tlie  cost  of  restoration,  and  deduct  therefrom  a  certain 
sum  as  representing  the  excess  value  of  the  restored  property  from 
the  value  of  the  property  which  was  damaged  or  destroyed." 
The  sum  so  deducted  should  in  all  cases  be  fair  and  reasonable. 
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2.  With  these  general  remarks,  ve  will  proceed  to  the  consideration 
of  the  items  of  the  award  issued  by  the  Appraisal  Section  in  the  order 
as  arranged  by  that  section. 
Item  1.  Grand  stands $7L  78 

The  amount  Bxed  in  this  item  by  the  report  of  the  Appraisal  Sec- 
tion apparently  was  arrived  at  by  estimating  the  price  of  lumber, 
hardware,  and  labor  necessary  to-  do  the  reconstruction  work  at 
Camp  Laurel  from  general  information,  rather  than  from  the  sworn 
testimony  of  witnesses.  The  same  may  be  said  of  many  other  items 
of  the  report  Mr.  William  J.  Long  was,  and  still  is,  a  Government 
employee,  and  qualified  as  an  expert  before  this  Board  on  the  above 
items,  while  Mr.  W.  A.  Wimsatt  was  shown  to  be  a  disinterested 
witness,  and  also  an  expert.  Each  was  introduced  as  a  Oovenunent 
witness.  No  evidence  was  offered  to  offset  or  contradict  their  testi- 
mony. The  price  we  have  fixed  for  lumber,  hardware,  and  labor  in 
paragraph  5  of  the  Findings  of  Fact  is  based  mainly  npon  the  awom 
testimony  of  these  witnesaee,  and  this  item  should  be  revised  in  ac- 
cordance with  the  prices  we  have  fixed  in  that  paragraph.  A  reason- 
able amount  dne  to  depreciation  in  value  should  be  deducted  in  ac- 
cordance with  the  rule  set  out  in  paragraph  1  of  this  decision.  The 
uncontradicted  testimony  of  Mr.  Keegan  was  to  the  effect  that  it 
required  the  labor  of  two  men  one  week  to  replace  SOO  feet  of  2-incb 
galvanized-iron  pipe  which  ha  dbeen  removed  by  the  troops  from  its 
original  position  under  the  grand  stand.  He  further  testified  that 
the  cost  of  labor  for  performing  work  of  this  character  was  ap- 
proximately $6  per  day  at  this  time  (Appraisal  Tr.,  pp.  28-29).  The 
clumant  is  entitled  to  be  reimbursed  the  amount  necessarily  ex- 
pended for  this  labor  and  the  item  should  be  revised  accordingly. 

Item  2.  Judges'  stand 0.00 

Items.  CInbhonae 0.00 

The  damage  claimed  in  this  item  is  for  the  canvass  roof  of  the 
clubhouse  used  as  a  viewing  stand  during  the  races  and  was  occa- 
sioned by  the  soldiers  walking  on  same.  We  have  carefully  examined 
the  testimony  bearing  upon  this  item  (Appraisal  Tr.,  pp.  31-42), 
and  it  is  our  opinion  that  claimant  should  be  reimbursed  in  the  sum 
of  $150  as  full  compensation  for  the  damages  claimed. 
Item  4.  Mess  hall  No.  1 $6.00 

Claimant  accepts  the  award  on  this  item. 
Item  5.  Mess  hall  No.  2 , $6.00 

Claimant  accepts  the  award  on  this  item. 
Itrtm  6.  Mesa  hall  No.  3 16.00 

Claimant  accepts  the  award  on  this  item. 

Iten  7.  stables  A,  B,  C,  EJ,  F,  O $1,180.71 
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The  principal  objection  raised  by  claimant  to  this  item  is  based 
upon  the  price  of  lumber,  hardware,  and  labor  fixed  by  the  Appraisal 
Section  in  determining  the  cost  of  restoration.  Reference  is  made  to 
what  we  hare  said  and  held  in  paragraph  5  of  the  Findings  of  Fact 
and  paragraph  1  of  this  decision  as  to  prices  of  lumber,  hardware, 
labor,  and  depreciation  in  valne  as  a  proper  basis  for  revising  this 
item  of  the  report  and  award  of  the  Appraisal  Section. 
Item  8.  Twenty-four  box  stolls fl.SST.SO 

What  we  have  said  in  regard  to  item  7  above  is  applicable  to  this 
item. 
Item  9.  Bam  I  (fonaerlj'  baru  M) fl26.1S 

This  item  is  for  lumber  of  which  stalls  were  built  and  which  was 
torn  out  of  this  barn.  The  report  appears  to  have  been  erroneously 
btsed  upon  a  partial  list  of  lumber  as  given  by  Hr.  Keegan,  1^^ 
feet  (Appraisal  Tr.,  p.  61),  rather  than  upon  the  c(mplet«  list  of 
lumber  as  testified  to  by  Mr.  Eeegan,  of  6^80  fe^  (Appraisal  Tr., 
p.  63).  The  testimony  of  Mr.  Keegan  is  undispated  and  the  item 
should  be  revised  so  as  to  allow  the  full  number  of  feet  of  lumber 
testified  to  by  Mr.  Keegan,  applying  the  same  prices  and  rule  as  to 
lumber,  hardware,  labor,  and  depreciation  in  valoe  in  the  restoration 
of  same  as  we  have  set  ont  in  paragraph  6  of  the  Findings  of  Fact 
and  paragraph  1  of  this  decision. 

Item  10.  Barn  J  (formerly  bam  N) *38».47 

Item  11.  Bam  K  {foraierly  bam  0> 483.28 

These  two  items  are  for  lumber  of  which  stalls  were  built  and 
which  was  torn  out  of  these  bams.  There  appears  to  be  no  contro- 
versy over  the  number  of  feet  of  lumber  removed  from  each  bam. 
Reference  is  made  to  what  we  have  said  and  held  in  paragraph  6  of 
the  Findings  of  Fact  and  paragraph  1  of  this  decision  as  to  prices 
of  lumber,  hardware,  labor,  and  depreciation  in  value  as  a  proper 
basis  for  revising  these  items  of  ^e  report. 
Item  12.  Mesa  ball  No.  4 $6.00 

Claimant  accepts  the  award  on  this  item. 
Item  18.  Hess  haU  No.  8 »aO0 

Claimant  accepts  the  award  on  this  item. 
Item  14.  Sbed  row  No.  10 «!46.00 

This  item  is  for  lumber,  of  which  90  partitions  were  built,  and 
which  was  torn  out  and  destroyed.  The  report  of  the  Appraisal 
Section  allowing  5,000  feet  of  lumber  for  restoration  of  this  building 
is  based  upon  an  estimate  made  in  March,  1918,  by  Mr.  Keegan  and 
the  master  mechanic  of  headquarters  company  on  an  order  of  the 
commanding  officer.  Camp  Lanrel,  Md.    It  is  thought  an  adjustment 
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may  properly  be  based  on  these  figures,  but  the  prices  of  lumber, 
hardware,  and  labor,  and  the  rule  for  depreciation  in  value  which  we 
have  set  out  in  paragraph  5  of  the  findings  of  fact  and  paragraph  1 
of  this  decision  should  be  applied  and  followed,  and  the  item  revised 
accordingly. 

Item  16.  Burned  bulldinsa,  bam  A tl^91 

This  item  is  for  lumber  torn  out  and  destroyed.  There  is  no  dis- 
pute as  to  the  number  of  feet  of  tiuiber  required  for  restoration,  but 
objection  is  taken  by  claimant  to  the  price  of  lumber,  hardware,  and 
tabor  fixed  by  the  Appraisal  Section  in  determining  the  cost  of 
restoration.  Beference  is  made  to  what  we  have  said  and  held  in 
paragraph  5  of  the  findings  of  fact  and  paragraph  1  of  this  decision 
as  to  the  prices  of  lumber,  hardware,  labor,  and  depreciation  in  value 
as  a  proper  basis  for  revising  this  item  of  the  report  and  award  of  the 
Appraisal  Section. 

Item  16.  Burned  bnlldinp^  bam  B $48.88 

What  we  have  said  in  regard  to  item  IS  above  is  applicable  to  this 
item. 
Item  17.  Burned  bofldlngi,  bam  C |71. 85 


What  we  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item. 
Item  18.  Bnmed  buildings,  l)am  D '.-  *1«.  16 

What  we  have  said  in  regard  to  item  16  above  is  applicable  to  this 


Item  Ifl.  Shed  rows  2.  3,  and'4 $142. 10 

What  we  have  said  in  regard  to  item  15  above  ia  applicable  to  this 
item. 
item  20.  Bam  K $68.80 

What  we  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item. 
Item  21.  Bam  U .: $44 10 

What  we  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item. 
Item  22.  Bam  V $272.84 

What  we  have  said  in  regard  to  item  16  above  is  applicable  to  this 
item. 

Item  23.  Bam  W $14.70 

What  we  have  said  in  regard  to  item  IS  above  is  applicable  to  this 
item. 
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Item  24.  Barn  X 188.00 

What  T76  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item. 
Item  26.  Bam  T $24.50 

What  we  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item. 
Item   26.  Bam  Z $44.10 

What  we  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item. 
Item  27.  Sbed  row  No.  5 114. 70 


What  we  have  said  in  regard  to  item  15  above  is  applicable  to  thia 
item. 
Item  28.  Slied  row  No.  3 $63.90 


What  we  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item, 
item  28.  sued  row  No.  4 $34.  SO 


What  we  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item. 
Item  30.  Shed  row  No.  8 $988.01 


What  we  have  said  in  regard  to  item  15  above  is  applicable  to  this 
item. 
Item  81.  Damage  to  roada . $2,718 

We  have  carefully  examined  the  testimony  bearing  upon  this  item 
and  are  of  the  opinion  that  the  report  and  award  of  the  Appraisal 
Section  gives  substantial  justice  to  claimant,  and  the  same  is  ac- 
cordingly approved.     (Appraisal  Tr.,  pp.  123-148.) 
Item  32.  Paddock $160 

Claimant  accepts  the  award  on  this  item. 
Item  33.  Front  lawna $2,000 

What  we  have  said  in  regard  to  item  31  above  is  applicable  to  this 
item.     {Appraisal  Tr.,  pp.  158-182.) 
Item  84.  Infield $420 

What  we  have  said  in  regard  to  item  31  above  is  applicable  to  this 
item.     (Appraisal  Tr.,  pp.  183-195.) 
Item  35.  Stinibbery $408.8! 

What  we  have  said  in  regard  to  item  31  above  is  applicable  to  this 
item.     (Appraisal  Tr.,  pp.  195-201.) 
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Item  96-A.  Fencing $4,882.77 

Thia  item  is  for  fencing  which  was  destroyed.  We  are  of  the 
opinion,  and  so  hold,  that  the  report  and  award  of  the  Appraisal  Sec- 
tion on  this  item  should  be  revised  only  in  respect  to  the  prices  of 
Inmber,  hardware,  and  labor  necessary  for  the  restoration  of  the 
fences,  which  should  be  done  in  accordance  with  the  prices  set  out 
in  paragraph  5  of  the  Findings  of  Fact. 
Item  M-B.  Wire  fencing  destroyed fS60 

Claimant  accepts  the  award  on  this  item. 
Item  87.  Creditt  to  tlie  United  StatcB  (or  material 0.00 

This  item  is  for  lumber  left  by  the  Twenty-third  Engineers  on  the 
fairgrounds  at  Laurel  and  was  delivered  by  the  Government  to 
claimant  In  determining  the  credit  to  which  the  Government  is 
entitJed  for  this  lumber,  the  basis  fixed  for  the  price  of  lumber  de- 
livered at  Laurel  as  set  ont  in  paragraph  5  of  the  Findings  of  Fact 
should  be  adopted  and  followed. 
Item  8&  160  gallons  of  paint : 0.00 

In  our  opinion  the  evidence  bearing  upon  this  item  is  .hot  con- 
vincing that  cUimant  is  entitled  to  be  reimbursed  for  the  value  of 
ihJB  paint,  and  the  report  and  award  of  the  Appraisal  Section  is 
accordingly  approved. 
It«u  SO.  Fire  hoee  deBtroyed 9214.82 

The  award  of  the  Appraisal  Section  on  this  item  is  approved. 
Item  40.  Damage  to  drainpipe . 175 

Thia  was  originally  a  terra-cotta  drainpipe  from  the  cesspool; 
This  pipe  was  dug  up  and  destroyed  by  the  soldiers.  After  the 
premises  were  turned  back  by  the  Government  claimant-  expended 
the  sum  of  $1,800  in  improvements  to  this  drainage  system,  and  the 
original  claim  on  this  item  was  $1,800.  A  board  of  officers  desig- 
nated as  "  Maj.  Mayo's  board  "  awarded  claimant  $600  on  tiie  item, 
$100  to  oover  broken  pipe,  and  $500  to  cover  labor  for  digging  up 
and  replacing  tbe  pipe.  Claimant  thereupon  amended  its  claim  to 
correspond  with  this  award  of  $600.  Claimant  offers  no  satisfactory 
evidence  of  the  amount  of  damage  to  its  premises  in  this  regard 
-which  was  done  by  the  soldiers.  The  fact  that  it  expended  the  sum 
of  $1,800  in  improving  its  drainage  system  is  not  convincing  that  the 
Government  is  liable  in  that  amount  for  any  damage  which  might 
have  been  done  by  the  troops  as  to  this  item.  The  report  and  Bwnrd 
of  the  Appraisal  Section  is  accordingly  approved. 
Itnn  41.  Lumber  stored  in  bams  C  and  D $346.  88. 

This  item  is  for  lumber  stored  in  bams  C  and  T>,  which  was 
destroyed.  What  we  have  said  in  regard  to  item  15  above  is  appli- 
cable to  this  item.  ^_itX>*jlc 
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Item  42.  Repairs  to  one  Parl-Motoal  bootb— 


Item  4S.  Miscellaneous  items  destroyed (1,428.85 

Item  45.  Furniture  destroyed  nud  missing (1,824. 16 

We  have  carefully  examined  the  eTidence  bearing  upon  these  three 
items,  and  while  it  is  possible  that  the  report  of  Maj.  J.  G.  Winter 
to  the  Appraisal  Section  on  each  may  have  been  increased,  yet  we 
are  not  prepared  to  say  that  substantial  justice  has  been  denied 
claimant  in  regard  to  same.  The  fact  that  an  inventory  was  taken  by 
Mr,  McKain  for  claimant  in  November,  1915,  showing  the  presence 
-on  the  premises  of  certain  articles  of  personal  property,  and  the 
fact  that  the  articles  were  not  accounted  for  when  the  premises  were 
ivtumed  to  claimant  by  the  Government  in  July,  1918,  is  not  con- 
vincing or  persuasive  to  our  minds  that  the  articles  were  on  the 
pi-emises  when  the  troops  took  possession  in  December,  1917,  and 
were  subsequently  destroyed  by  the  troops.  It  is  noted  that  the 
allowance  made  in  the  first  instance  by  Maj.  Winter  in  subdivision  (i) 
of  item  43  for  49  bookmakers  booths  and  200  rollers  for  same  of 
$788.90  was  reduced  to  $232.76,  and  that  the  allowance  made  by  Maj. 
Winter  in  subdivision  (I),  item  43,  for  valves  destroyed  or  broken, 
of  $180,  was  rejected  entirely,  and  that  the  allowance  made  by  Maj. 
Winter  in  subdivisions  (n),  (e>),  (;>),  (g),  (r),  (a),  and  {t)  of  item 
43,  being  for  various  items  of  personal  property,  of  $185  was  re- 
jected entirely.  The  reduction  and  rejections  in  this  item  of  the 
report  wei*  made  by  the  Appraisal  Section.  While  these  allowances 
made  by  Maj.  Winter  are  considerably  less  than  the  amounte  in- 
sisted upon  by  claimant,  yet  in  view  of  all  the  circimistances  in  this 
case,  and  particulariy  in  view  of  the  fact  that  Maj.  Winter  per- 
sonally visited  the  fair  grounds  and  made  investigation  as  to  theae 
items  and  in  view  of  the  fact  that  the  testimony  relative  to  same  was 
taken  on  the  premises  by  Maj.  Winter,  and  apparently  sustains  his 
recommendations  »s  to  same,  we  are  of  the  opinion  Uiat  the  amounts 
in  these  various  subdivisions  of  item  43  as  fixed  and  determined 
by  Maj.  Winter  should  be  allowed  to  stand  as  the  proper  amoimts 
for  just  compensation  to  claimant  on  these  several  articles  of  per- 
sonal property.  We  are,  therefore,  of  the  opinion  that  the  amount 
stipulated  in  Maj.  Winter's  report  to  the  Appraisal  Section  of  July 
10,  1920,  as  to  item  43,  viz,  $1,423.86,  should  be  approved  and  that 
the  award  of  the  Appraisal  Section  as  to  this  item  should  be  revised 
accordingly. 
Item  44.  Eieclric-liglit  lamps  deetroyed Jl».lt> 

Claimant  accepts  the  award  on  this  item. 

3.  The  Appeal  Section,  War  Department  Claims  Board,  is  of  the 
opinion,  and  so  holds,  that  claimant  is  entitled  to  relief  and  that  the 
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award  of  the  Appraisal  Section  should  be  revised  and  one  issued  by 
that  section  in  accordance  with  this  decision,  and  for  this  purpose 
the  case  should  be  remanded  to  the  Appraisal  Section. 

DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  will  transmit 
the  record  in  this  caae,  together  with  a  copy  of  this  decision,  to  the 
Appraisal  Section,  War  Department  Claims  Board,  for  its  considera- 
tion and  appropriate  action. 

Lieut.  Col.  McKeebj  and  Capt.  Frazer  coDcuning  for  the  Appeal 
Section,  Col,  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Pbrbuart  3, 1921. 
Case  No.  3045. 

In  re  CLAIK  OT  OOSBAJU)  TOOL  CO. 

I.  ITTOUEAL  AaEEHMltTfl. — WAen  ft  pnreliMC  order  for  work  on  QattA 
SAngei  provldei  for  the  replaoeme&t  of  rejected  sansei  •!  eoatrAotor'i 
ezpenie,  and  olftloutnt  Immediately  enten  an  objection  to  tlili  prorlaloa, 
bnt  aeeepti  the  order  by  oommenolnK  performanee  of  n^me  after  ax  Inter- 
view with  a  Ovremment  oAolal,  who  Informi  elalmant  that  thla  pro- 
Tldon  eax  not  be  eliminated,  the  terns  of  the  porehaie  order  will  b« 
itrietly  followed  in  determining  a  lettlemont  with  olalmant  after  lu- 
penilon. 

t.  FACILIIlIB. — An  implied  agreement  doei  not  arlie  under  the  aot  of  Xareh 
S,  1919,  from  the  reqnuti  of  Oorernaent  offlaUIi  for  the  oontmotor  to 
tneieaie  prodnetlon. 

a.  OLAIK  Am  SBOIUOV.— Claim  taTolvei  |17,80a.l7,  under  the  aot  of  Xareh  I, 
19IS,  for  work  performed  on  thread  Kangei.  Held,  olalmnnt  entitled  to 
reoorer  in  aeeordanee  with  the  tenu  of  the  pnrchaae  order  tor  work  on 
thread  lancM,  bnt  ean  net  be  allowed  ezpenditnrei  Inonrred  for  fasllltle& 

Capt  Miller  writing  the  opinion  of  the  Board. 

FINDINOS  or  FACT. 

The  Board  finds  the  foUowing  to  be  the  facts : 

1.  This  is  an  appeal  from  a  decision  of  the  Air  Service  Section, 
War  Department  Claims  Board,  dated  July  28,  1920,  which  rejected 
a  claim  for  $4,470,22  and  found  an  overpayment  to  claimant  of 
$13,333.05  in  connection  with  work  on  thread  gauges. 

2.  On  April  15,  1918,  Mr.  T.  F.  Hanley,  jr.,  assistant  executive, 
SectidD  of  Gauges  and  Standards,  Bureau  of  Aircraft  Production, 
visited  claimant's  plant  at  Chicago,  111.,  and  after  an  interview  with 
Mr.  G.  R.  Monks,  sales  manager  of  the  Goddard  Tool  Co.,  placed  with 
that  company  the  following  blanket  order  for  thread  gauges : 

"  Blanket  order  for  the  sum  of  $25,000  is  herewith  placed. 

"  Present  orders  placed  against  this  blanket  order  for  the  foUowing 
size  gauges: 

"«0  each,  male,  5/16-inch  by  24— GO  and  NO  GO  gauge. 

"  100  each,  female  gauge,  5/16-inch  hy  24— GO  and  NO  GO. 

"  25  each,  setting  plugs  both  GOand  NO  GO. 

"  It  is  understood  that  this  order  will  be  confirmed  by  regular  Gov- 
ernment order  and  that  the  rate  will  be  as  follows :  $1.50  per  hour  for 
regular  time,  time  and  a  half  for  overtime,  double  time  for  Sundays, 
material  at  cost  plus  10  per  cent- 


jdoyGoOf^lc 


DBCISIOKS  APPBAL  SBOTIOH  WAB  DBPABTHmHTF  CLU1C8  BOABD.    559 

"  It  is  doderstood  that  7011  are  to  start  work  immediately  in  your 
shop,  and  small  quantities  are  to  be  delivered  at  once. 

*'It  is  understood  that  you  are  to  build  up  to  a  prodaction  of  at 
least  100  gauges  per  week. 

"It  is  furuier  understood  that  other  specnficatioos  will  be  for- 
warded to  you,  to  apply  against  the  above  blanket  order,  at  a  later 
date.** 

3.  The  maximum  amount  of  the  order  was  later  increamd  to  $60,- 
000.  Mr.  Monks  testified  that  prior  to  receiving  the  blanket  order 
from  Mr.  Hanley  he  explained  to  Mr.  Hanley  that  his  company 
''would  not  stand  the  responsibility  of  any  rejections  or  replace- 
ments"; that  Mr.  Hanley  replied  that  the,  Government  had  never 
placed  any  work  on  such  an  understanding,  whereupon  Mr.  Monks 
informed  Mr.  Hanley  that  his  company  would  not  accept  the  order 
under  any  other  conditions.  Mr.  Monks  further  testified  that  Mr. 
Hanley's  reply  was :  "  How  soon  can  you  start  work  I "  Mr.  Hanley 
can  not  recall  this  conversation  relative  to  rejected  gaugea 

4.  On  April  29,  1918,  First  Lieut  F.  D.  Scbnacke,  A.  S.,  Signal 
K.  C,  issued  order  No.  261  in  favor  of  claimant  covering  woi^  on 
thread  gauges,  these  gaugea  when  completed  to  be  shipped  to  the 
Signal  Corps  inspection  laboratory  at  New  York  City,  N.  Y.,  subject 
to  "  inspection  at  destination."  This  order  contained  the  following 
clauses  which  have  special  bearing  on  Uie  points  now  in  dispute : 

"  Item:  Work  on  thread  gangee,  specific  orders  for  which  to  be  placed  from 
time  to  time  by  the  gauge  section.  Inspection  Department,  Equipment 
Dlvtslon,  Signal  Gorpa 

"  Note. — Prices  of  above  to  be  determined  on  the  following  basis : 

Labor  at  $1.50  per  hour. 

Overtime  at  time  and  one-hill. 

Doubletime  for  Sundays. 

Materials  at  cost  plus  10  per  cent. 
"  Bills  properly  certified  should  be  rendered  at  this  office  weekly, 
reference  being  made  to  order  No.  261. 
"All  rejected  gauges  to  be  replaced  at  your  expense." 

5.  Specific  orders  were  issued  claimant  for  2,100  gauges.  Claimant 
was  not  satisfied  with  the  clause  providing  for  the  replacement  of 
rejected  gauges  at  claimant's  expense,  and  on  May  2,  1918,  for- 
warded a  letter  to  the  office  of  the  Chief  Signal  Officer  for  the  atten- 
tion of  Lieut.  Schnacke,  which  reads  in  part  as  follows : 

"Yesterday  we  received  Official  Order  No.  261,  Aero,  covering  work 
on  thread  gauges,  specific  orders  for  which  to  be  placed  from  time 
to  time  by  thegauge  section,  inspection  department,  Equipment  Divi- 
sion, Signal  CSrps,  also  billing  forms,  and  before  we  can  formally 
accept  this  order  we  call  your  attention  to  the  note  reading,  'All 
rejected  gauges  to  be  replaced  at  your  expense.* 

"  This  is  contrary  to  our  method  of  taking  on  hourly  based  work, 
and  we  think  it  aavisable  to  call  your  attention  to  this  fact  before 
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■we  have  done  any  gTe»t  amount  of  work  on  the  order,  for  in  the 
event  that  any  of  these  gauges  do  not  pass  your  inspection  and  are 
returned  for  corrections  we  will  expect-  to  charge  you  for  this  work. 

"  Will  you  kindly  confirm  our  understanding  as  per  the  above  at 
your  earheat  convenience! " 

6.  Claimant  did  not  receive  a  written  reply  to  its  letter  of  May  2, 
1918.  However,  First  Lieut.  Nelson  B.  Gatch,  A.  S.,  Signal  E.  C, 
visited  claimant's  plant  within  a  few  days  after  May  2,  1918,  where- 
upon Mr.  Paul  B.  Gloddard,  president  of  the  Goddard  Tool  Co., 
handed  Lieut.  Gatch  a  copy  of  claimant's  letter  of  May  2,  who  read 
same,  and,  according  to  the  testimony  of  Mr,  Goddard,  said :  "  Well, 
the  Government,  as  fnr  aa  I  know,  has  never  placed  any  buainese  on 
this  basis."  Mr.  Goddard  stated  that  he  replied :  "  Well,  Lieutenant, 
here's  one  place  where  they  did  place  an  order  on  that  basis,  and  that 
is  the  basis  that  we  are  proceeding  on,"  According  to  the  testimony 
before  this  Board,  no  further  discussion  was  had  concerning  tlie 
replacement  of  rejected  gauges,  but  it  appears  that  Lieut.  Gatch 
was  definite  in  advising  claimant  that  under  the  order  claimant  was 
to  replace  rejected  gauges  at  its  expense. 

7.  Lieut.  Schnacke,  on  May  6,  1918,  forwarded  to  Lieut.  Gatch  a 
copy  of  claimant's  letter  of  May  2  requesting  advice  as  to  whether 
Order  No.  261  should  be  amended.  Lieut  Gatch  replied  on  May  11, 
1918,  as  follows: 

"  In  reply  to  paragraph  2,  beg  to  advise  that  no  amendments  of 
Signal  Corps  Order  .No.  261,  in  favor  of  the  Goddard  Tool  Co.,  are 


This  indorsement  was  prepared  and  signed'  after  Lieut.  Gatch's 
visit  to  claimant's  plant,  when  he  and  Mr.  Goddard  had  the  discus- 
sion relative  to  rejected  gauges. 

8.  On  the  occasion  of  Lieut.  Gatch's  visit  to  claimant's  plant  in 
the  early  part  of  May,  1918,  he  and  Mr.  Goddard  discussed  the  ques- 
tion of  facilities,  the  testimony  of  Mr.  Goddard  on  this  point  being 
in  part  as  follows : 

"Well,  we  continued  to  discuss  the  enlargement  of  our  facilities, 
and  I  told  the  lieutenant  that  we  had  just  entered  into  a  lease  on  the 
plant  that  we  called  our  plant  No.  2,  on  Deversy  Boulevard,  and 
that  we  were  only  occupying  part  of  that  space,  but  that  we  could 
take  over  the  balance  of  the  unoccupied  space  in  the  building  very 
shortly,  because  the  tenant  was  about  to  move  out,  and  I  asked  him 
if  he  would  like  to  see  it.  He  said  he  certainly  would.  So  Mr.  Per- 
sons and  Lieut.  Gatch  and  myself  drove  up  to  the  plant  and  he  in- 
spected it,  and  he  was  quite  enthusiastic  about  it,  and  he  asked  me 
how  much  money  I  thought  it  would  take  to  fill  that  up  with  ma- 
chines— ^machinery  for  making  thread  gauges.  I  told  him  that  I 
did  not  know,  but  that  if  the  Government  would  be  interested  in 
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haviog  me  moke  them  a  proposition  along  that  line  I  would  be  very 
glad  to  do  so.  He  said  they  most  certainly  would,  and  he  wanted 
me  to  get  it  to  them  at  the  very  earliest  possible  moment.  So  I 
immediately  started  in  estimating  the  amount  of  money  that  it 
would  take  to  manufacture  special  machinery  which  was  required  for 
the  manufacture  of  these  gauges,  and  as  soon  as  I  had  completed  the 
estimate  I  sent  a  day  letter,  I  believe — a  day  or  night  letter — to  Lieut. 
Gatch  making  the  Government  a  definite  proposition,  which  they  did 
not  accept."    {Trans.,  pp.  46  and  47.) 

9.  Claimant  incurred  some  expenses  for  special  facilities  and  is 
asking  for  the  sum  of  $2,988.35  for  losses  incurred  on  these  facili- 
ties, this  item  of  the  claim  being  based  on  an  implied  agreement 
arising  through  requests  of  the  Signal  Corps  for  claimant  to  take 
steps  to  increase  its  production,  one  of  these  requests  being  the  letter 
of  May  22,  1918,  in  which  the  Signal  Corps  said : 

"  It  is  our  opinion  that  you  can  greally  increase  this  production, 
and  we  trust  that  you  will  take  whatever  steps  are  necessary  to  in- 
sure a  large  increase  in  your  production  for  this  week." 

10.  Claimant  manufactured  and  delivered  at  least  1,792  thread 
gauges  and  was  paid  on  its  weekly  pay  roll  for  work  performed  on 
same.  On  November  23, 1918,  the  contract  was  suspended.  In  com- 
plying with  the  suspension  notice  claimant  boxed  from  600  to  800 
uncompleted  gauges  for  disposition  in  accordance  with  future  in- 
structions of  the  War  Department. 

11.  Mr.  Henry  Shafer,  cost  accountant,  audited  claimant's  books 
and  records  with  a  view  to  determining  the  proper  cost  to  be  charged 
tile  Government  for  work  on  the  thread  gauges  under  Order  No.  261. 
In  construing  the  terms  of  the  order  relative  to  direct  and  indirect 
labor,  overtime,  double  time,  rejected  gauges,  etc.,  he  reported  that 
claimant  had  been  overpaid  $11,856.73. 

12.  Qaimant  objected  to  Mr,  Shafer's  report,  whereupon  Mr,  W.  J. 
Barry,  senior  cost  accountant-,  A.  S.,  Liquidation  Division,  made 
a  new  audit.  His  report  shows  that  claimant  has  been  overpaid 
$13,333.05,  and  on  the  strength  of  this  report  the  Air  Service  Section, 
War  Department  Claims  Board,  on  July  18,  1920,  disallowed  the 
claims  for  $4,475.22,  approved  the  report  of  Mr.  Barry,  and  referred 
the  papers  to  the  Liquidation  Division  for  the  purpose  of  collecting 
the  overpayment  of  $13,833.05.  The  present  appeal  was  then  taken 
from  the  decision  of  the  Air  Service  Section.  As  a  result  of  this 
audit  three  questions  have  arisen,  and  it  becomes  necessary  to  discuss 
separately  the  facts  concerning  each  question. 

13.  The  first  question  hinges  on  the  meaning  of  the  tenn  "  labor" 
as  used  in  Order  No.  261.  Mr.  Barry's  report  limits  claimant  to  pay- 
ment for  direct  labor  and  eliminates  charges  for  inspectors,  mill- 
wrights, repair  men,  laborers  in  tool  crib,  shippers,  and  draft^anen. 
Claimant  inmsts  that  it  should  be  paid  at  the  rate  of  $1.50  per  hour,  ^ 
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with  the  usual  OTertime  and  double  time  allowance  for  the  services 
of  such  persons  engaged  in  ■work  on  this  order,  and  produced  as  a 
witness  Mr.  B.  W.  Coates,  a  fonner  accountant  of  the  Ordnance  De- 
partment, who  testified  that  in  auditing  the  accounts  of  a  company 
which  had  been  operating  on  an  hourly  basis  there  were  instances  in 
which  there  should  be  allowed  the  labor  of  inspectors,  millwri^ts, 
repair  men,  tool-crib  men,  and  draftsmen,  if  such,  labor  was  dis- 
tributed to  a  particular  job.  Mr.  Hanley,  the  officer  who  negotiated 
the  contract,  said  that  there  should  be  charged  as  labor  on  the  hourly 
basis  only  direct  labor  at  the  bench  and  the  labor  of  inspectors,  but 
thought  that  claimant  should  pay  the  wages  of  millwrights,  repair 
men,  laborers  in  tool  crib,  shippers,  and  draftsmen  from  its  profit  on 
direct  labor, 

14.  Claimant  introduced  in  evidence  an  organization  chart  which 
had  been  followed  by  Mr.  Barry  in  making  his  audit,  stating  that 
this  chart  was  not  used  by  claimant  in  assigning  its  employees  to 
various  tasks,  and  that  consequently  the  auditor  should  not  have 
followed  the  chart  in  determining  the  amount  of  direct  and  indirect 
labor. 

15.  The  second  point  in  dispute  calls  for  an  interpretation  of  the 
provision :  "  Labor  at  $1.50  per  hour ;  overtime  at  time  and  one-half ; 
double  time  for  Sundays."  Claimant  says  that  under  this  order  it 
should  be  allowed  $2.25  per  hour  for  overtime  and  $3  per  hour  for 
Sundays.  This  contention  is  not  only  borne  out  by  claimant's  viU 
nesses  but  also  by  Mr.  Hanley,  who  testified  that  it  was  his  inten- 
tion in  negotiating  the  contract  to  allow  claimant  these  rates  f<w 
overtime  and  double  time.  Mr.  Barry's  report  reduced  the  allow- 
ance per  hour  for  overtime  and  double  time  through  restricting 
claimant  to  the  same  profit  on  double  time  and  overtime  as  it  re- 
ceived on  straight  time.  He  also  disallowed  the  efficiency  Ikoiiis 
hours  given  by  claimant  to  employpes  who  had  reached  a  certain 
standard  in  work  and  attendance  during  the  week. 

16.  The  third  point  in  dispute  covers  the  question  as  to  whether 
claimant  should  replace  rejected  gauges  at  its  expense.  Mr.  Barry's 
report  was  prepared  on  the  assumption  that  claimant  should  repair 
all  rejected  gauges  at  its  own  expense.  Claimant  insists  that  the 
Government  should  bear  this  cost  of  replacing  gauges.  Mr.  Han- 
ley'a  testimony  shows  that  he  did  not  expect  the  Government  to  stand 
this  expense.  Furthermore,  he  explained  to  Lieut.  Gatch  early  in 
May  that  it  was  his  understanding  that  claimant  was  to  replace  the 
rejected  gauges  at  its  expense. 

17.  It  also  developed  at  the  hearing  that  Mr.  Barry's  audit  cover- 
ing the  number  of  rejected  gauges  was  not  correct,  Mr,  Barry 
showed  that  claimant  had  failed  to  account  for  365  gauges  returned 
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to  clftimant  by  the  Government,  and  that  claimant  had  replaced 
278  gauges,  making  a  total  of  644  gauges  rejected  and  returned  to 
claimant.  Claimant  at  the  hearing  introduced  the  original  copies  of 
retumed-goodB  tictets,  which  showed  a  total  of  «09  gauges  returned 
by  the  Government  to  claimant.  Of  this  number  160  were  reehipped 
to  the  Government  without  further  work,  166  were  re-marked,  267 
were  relapped,  and  one  was  readjusted,  while  16  were  scrapped. 
This  accounts  for  609  of  the  644  gauges  which  Mr.  Barry's  report 
shows  were  rrtumed  by  the  Government.  Claimant  has  therefore 
&iled  to  account  for  35  rejected  gauges.  Claimant  alao  introduced 
at  the  hearing  shipping  orders  covering  the  shipment  of  both  original 
and  replaced  gauges. 

IS.  Mr.  Barry's  audit  as  to  the  number  of  rejected  gauges  not 
replaced  was  determined  from  records  of  the  section  of  gauges  and 
standards.  It  appears  that  the  difference  between  his  count  and 
the  number  shown  as  returned  by  the  actual  retumed-goods  tickets 
is  caused  by  the  fact  that  claimant  returned  some  gauges  to  the 
Government  without  noting  the  fact  that  these  gauges  had  been  re- 
jected previously.  This  causes  Mr.  Barry's  audit  to  show  a  largw 
total  of  gauges  originally  manufactured  than  were  actually  origi- 
nally manufactured,  inasmuch  as  he  did  not  account  for  certain 
reshipped  gauges  as  replacements.  It  is  apparent  that  he  did  not 
have  an  opportunity  to  audit  the  retumed-goods  tickets  now  before 
this  Board. 


1.  It  is  clear  that  the  hourly  rate  for  work  on  gauges  included 
direct  labor  only.  Claimant  was  paid  practically  twice  as  much  for 
this  direct  labor  as  the  cost  of  same  to  claimant,  and  the  profit  on 
the  direct  labor  was  to  take  care  of  claimant's  expenses  for  indirect 
labor  and  other  items,  such  as  interest,  rents,  etc. 

2.  The  evidence  of  claimant,  as  well  as  that  of  the  Government 
witnesses,  shows  conclusively  that  the  labor  of  inspectors  should  be 
included  as  direct  labor  inasmuch  as  these  inspectors  were  com- 
pelled to  make  frequent  inspections  of  the  gauges  while  same  were 
being  manufactured. 

3.  Claimant  objects  to  the  organization  chart  followed  by  Mr. 
Barry  and  insists  that  the  services  of  some  of  the  employees  charged 
under  the  head  of  indirect  labor  were  used  as  direct  labor.  However, 
the  evidence  presented  by  claimant  to  this  Board  is  not  sufficient  to 
show  that  the  indirect  labor,  amounting  to  3,068.4  hours,  should  be 
chai^;ed  as  direct  labor. 

4.  Claimant  can  not  charge  the  Government  with  the  cost  of  effi- 
ciency bonus  hours.    The  Government's  order  did  not  include  any 
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agreement  to  pay  claimant  for  hours  donated  by  claimant  to  its  em- 
ployees, and  this  Board  therefore  finds  that  claimant  must  stand  the 
expense  of  the  efficiency  bonus  hours. 

5.  The  clause  in  the  order  referring  to  overtime  and  Sundays  has 
one,  and  only  one,  meaning.  This  Board  finds  nothing  ambiguous  in 
this  provisifHi,  and  claimant  should  receive  $2.25  per  hour  for  over- 
time and  $3  per  hour  for  labor  of  its  employees  performed  on  Sun- 
days. This  was  certainly  the  intention  of  the  Crovemment  vhea 
the  contract  was  issued,  as  evidenced  by  the  testimony  of  Mr.  Hanley. 
The  proportion  of  overtime  and  double  time  is  relatively  small,  and 
the  record  shows  that  claimant  made  no  effort  to  take  advantage  of 
this  provision.  It  is  not  just  for  the  Government  to  construe  the 
contract  such  as  to  give  claimant  less  than  $2.26  per  hour  overtime 
and  $3  per  hour  for  labor  performed  on  Sundays. 

6.  After  considering  the  terms  provided  in  the  purchase  order,  as 
well  as  all  surrounding  circumstances,  including  negotiations  had 
by  Mr.  Hanley  prior  to  the  issuance  of  this  purchase  order  and  the 
discussion  between  Lieut.  Gatch  and  Mr.  Goddard,  after  claimant 
had  written  its  letter  of  May  2,  the  Board  finds  that  under  the  terms 
of  this  agreement  claimant  was  to  replace  all  rejected  gauges  at 
its  expense.  It  is  true  that  the  testimony  of  claimant's  witnesses 
and  those  of  the  Government  are  not  in  strict  accord  concerning  the 
conversation  between  Mr.  Hanley  and  Mr.  Monks  on  the  date  tbe 
original  blanket  order  wag  issued.  However,  Mr.  Monks's  testimony 
does  not  show  that  Mr.  Hanley  agreed  to  claimant's  proposition 
concerning  the  replacement  of  rejected  gauges.  -  Furthermore,  Mr. 
Hanley's  conversation  with  Mr,  Monks  on  this  question  might  well 
be  eliminated  in  view  of  the  fact  that  the  actual  agreement  should 
be  determined  through  the  consideration  of  the  terms  of  the  order 
of  April  29,  claimant's  letter  of  May  2,  and  the  interview  between 
Lieut.  Gatch  and  Mr.  Goddard  a  few  days  after  the  date  of  this 
letter.  The  purchase  order  states  definitely  that  claimant  shall  re- 
place all  rejected  gauges  at  its  expense.  Claimant's  letter  of  May  2 
says  that  it  will  expect  to  charge  the  Government  for  the  work  of 
replacing  gauges,  and  requests  a  confirmation  of  this  understanding. 
Lieut.  Gatch  replied  to  this  letter  of  May  2  in  person,  informing 
claimant  that  if  it  accepted  the  order  it  would  be  compelled  to  re- 
place rejected  gauges  at  its  expense.  Claimant  entered  an  objection, 
but  did  accept  the  order  through  actual  performance.  The  replacing 
of  rejected  gauges  was  clearly  claimant's,  not  the  Government's,  re- 
sponsibility. It  is  therefore  held  that  claimant  must  be  charged 
with  labor  performed  in  replacing  these  gangee. 

7.  Claimant  has  accounted  for  all  except  35  of  the  gauges  re- 
turned by  the  Government  for  i-eplacement  and  shows  15  gaiigu 
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scrapped.  The  record,  therefore,  now  fails  to  show  the  replacement 
by  claimant  of  50  rejected  gauges,  and  claimant  should  be  charged 
with  the  expense  of  manufacturing  these  50  gauges. 

8.  However,  the  new  evidence  before  the  Board  shows  that  claim- 
ant did  not  originally  manufacture  as  many  gauges  as  stated  by  Mr. 
Barry.  The  cost  of  manufacturing  e^ch  gauge  would,  therefore,  be 
increased  if  it  were  not  for  the  fact  that  Mr.  Barry's  audit  fails  to 
take  into  account  the'  uncompleted  gauges,  numbering  between  600 
and  800,  now  held  in  claimant's  plant  for  disposition  as  the  Govern- 
ment sees  fit.  The  labor  performed  on  these  uncompleted  gauges  is 
included  in  the  total  number  of  hours  devoted  to  the  purchase  order; 
and  when  a  proper  accounting  is  made,  to  give  credit  for  the  number 
of  hours  performed  on  these  uncompleted  gauges,  the  coat  of  manu- 
facturing each  gauge  is  reduced. 

9.  It  should  be  noted  that  no  work  was  done  on  160  of  the  gauges 
reshipped.  However,  the  record  shows  that  as  to  the  balance  the 
average  cost  of  replacement  should  not  exceed  75  cents  per  gauge. 
Mr,  Hanley  placed  the  cost  of  replacement  at  75  cents  per  gauge,  and 
the  audit  of  Mr,  Barry  shows  an  average  cost  of  73-4  cents  per  gauge 
on  seven  gauges.  In  view  of  the  fact  that  claimant  has  failed  to  keep 
a  definite  record  of  labor  performed  in  replacing  gauges,  it  is  thought 
that  the  average  of  73.4  cents  per  gauge  should  be  charged  for  this 
work.  This  Board  finds  that  the  returned  goods'  tickets  introduced 
in  evidence  by  claimant  show  the  correct  number  of  gauges  reshipped 
by  claimant.  In  manufacturing  these  gauges  claimant  was  held  to 
a  very  close  tolerance;  that  is,  the  gauges  were  rejected  if  more  than 
two  ten-thousandths  of  an  inch  from  the  specifications.  The  heat 
of  one's  hand  often  increases  the  size  of  the  gauge  by  one  ten-thou- 
sandth of  an  inch,  and  it  is  therefore  readily  understood  how  claimant 
could  reship  160  acceptable  gauges  without  performing  any  addi- 
tional work  on  same. 

10.  The  claim  for  special  facilities  arising  imder  an  alleged  im- 
plied agreement  can  not  be  allowed.  It  is  no  doubt  true  that  Lieut. 
Gatch  discussed  the  question  of  special  facilities  with  claimant  and 
that  it  was  suggested  to  claimant  that  it  submit  its  proposition  to 
the  Government.  However,  when  this  proposition  was  submitted  the 
Government  rejected  same.  Furthermore,  the  attempts  by  the  Gov- 
ernment to  speed  up  production  can  not  be  construed  as  an  implied 
agreement,  under  the  act  of  March  2,  1919,  that  the  Government 
would  remunerate  clainkant  for  expenditures  incurred  in  purchasing 
machinery  and  other  special  facilities  in  order  to  increase  its  pro- 
ducticxa. 

11.  Of  course  claimant  must  be  paid  for  the  coat  of  its  material 
plus  10  per  cent,  in  accordance  with  the  terms  of  the  purchase  order. 
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The  Appeal  Section,  War  Department  Claims  Board,  will  make 
and  transmit  to  the  Air  Service  Section,  War  Department  Claims 
Board,  a  statement  of  the  nature,  terms,  and  conditions  of  the  agree- 
ment and  certificate  C  for  action  in  the  manner  provided  in  sub- 
division C,  section  6,  Supply  Circular  No.  17,  Purchase,  Storage  and 
Traffic  Division,  General  Staff. 

Lieut.  Col.  JtfcKeeby  and  CapL  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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In  re  CLAIM  OF  AKIEICUr  OAH  CO. 

nsOSK. — Wltere  ftn  Informkl  piozy-aiKned  aontrftot  li  inbieqnently  Kmcttded 
by  two  formally  ezeonted  lo-called  mpplemeiital  eontraati  wtalcli  strike 
out  of  tbe  Mid  laformal  eoitnot  oertala  portlou  theteof  reUtlsg  to  the 
netbod  of  parment  aad  tbe  fsraUMag  of  matcrlalt  aad  proTldlac  that 
the  artlolei  ooutracted  for  ihall  be  paid  tor  on  a  vnlt-prlM  barii  laitead 
of  a  coit-plu  baiii,  the  Informal  oontraot  U  marged  In  the  inlncfneBtly 
ezeonted  formal  lapplementi. 

XBLXASZ— BEIILSKXNT  COETTKACT.—Where  eUlmant  had  a  proxy-ilmed  eoB- 
tract  proTldl&K  for  the  deUveiT  by  tt  to  the  Ooremmeat  of  eertala  artlolei 
therein  oalled  for  npoa  a  ooit-plm  bail*,  whlgh  lald  Informal  oontraot 
was  later  amended  and  nipplemested  by  two  formal  oontncti,  the  lait  of 
whloh  rednoed  the  aumber  of  article*  to  be  dellTOred  from  4,000,000  to 
S,SOO,000  and  provided  that  the  payment  to  claimant  of  ttM  for  eaoh  of 
the  1,600,000  ehelli  "  ehaU  be  aeoepted  by  the  said  eontraator  la  full  eatls- 
faction  of  an;  and  all  elalmi  aridar  ont  ol  the  lald  orlclnal  oontraet  a* 
hereby  amended,"  tame  U  a  lettlemeat  contract  and  releaie,  and  npoa 
payawnt  of  the  tame  any  claim  the  ocntnetor  mifcht  have  had  aralsit 
the  Oovenuaent  It  fully  latlaled  and  released. 

lOtTAXX—BUDUCAIIOir  07  COHTKACI  UITSEK  OXX^The  Secretary  of  War 
can  only  reform  contraeti  on  the  vround  of  mistake  ander  inoh  dronm- 
stances  as  wonid  Justify  a  oonrt  of  equity  Is  retorminc  a  oontraot,  and  the 
CTldenoe  mnst  be  clear  aad  positive  and  establish  by  a  prepoaderanoe  of 
the  same  the  exlitenoe  of  the  mistake  aUeged. 

JUBIBDICTIOJr.^Where  a  prozy-slKnad  contract  Is  later  svnlemaated  and 
amended  by  a  formally  ezeonted  supplement  whloh  is.  In  turn,  again 
amended  by  a  formally  exeevted  sapplement,  the  said  informal  contract 
becomes  merged  in  the  subsequent  formal  supplements  and  the  resaltaat 
oontraot  is  a  formal  contract,  so  that  when  the  same  has  been  completed 
by  performance  and  payment,  the  Secretary  of  War  has  lost  any  Jnritdie- 
tioa  tc  adjnit  or  settle  any  dlipatei  arising  nnder  the  same. 

CLAm  AID  DSCmov.— Claim  Is  for  fS,«OO,00O,  and  was  orlgiaally  lied  before 
the  Ordnanoe  Section,  War  Departmeat  Claims  Board,  which  granted 
partial  relief.  From  thli  deolsios  claimant  appealed  to  the  Appeal  Sectioa, 
Wax  Department  Claims  Board. '  Held,  all  relief  will  be  denied. 

Maj,  Fair  writing  the  opinion  of  the  Board. 

FINDINOB  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts: 
i.  This  is  a  class  A  claim  for  $2,600,000  and  is  beforb  this  Board 
on  appeal  from  the  Ordnance  Section,  War  Department  Claims 
74822— 21— VOL  8 S7  W7 
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Board,  which  decision  waa,  in  part,  favorable  to  the  claimant.  The 
claim  arises  under  a  proxy-signed  contract  dated  December  31,  1917, 
and  two  formal  supplemental  contracts  dated  N'ovember  1, 1918,  and 
February  1, 1919,  the  facts  being  as  follows: 

2.  By  a  proxy-signed  contract  dated  December  31, 1917,  the  Unit«d 
States  Government  entered  into  an  agreement  with  the  claimant  for 
the  manufacture,  upon  a  cost-plus  basis,  under  Contract  G781-430A 
for  4,000,OCX)  complete  rounds  of  75-mm.  high-explosive  shells,  the 
parts  of  the  contract  material  to  the  question  in  issue  being : 

"Awnco:  I,  The  contractor  agrees  to  manufacture  and  deliver  to 
the  United  States  4,000,000  complete  rounds  of  75-mm.  high-explosive 
shell,  hereinafter  called  the  articles,  each  of  the  articles  being  re- 
ferred to  as. a  unit  or  round,  in  accordance  with  the  drawings  and 
specifications  hereto  attached  and  made  a  part  hereof,  marked 
'  Schedule  1,'  and  such  changes  as  may  be  made  therein  as  hereinafter 
provided,  and  the  United  States  agrees  to  pay  therefor,  all  upon  the 
terms  and  conditions  in  this  contract  set  forth. 

"Article  II.  Time  being  of  the  essence  the  contractor  agrees  to 
provide,  with  the  utmost  dispatch,  and  at  the  best  prices  consistent 
with  the  interests  of  the  United  States:  (1)  Such  administrative, 
purchasing,  manufacturing,  and  accounting  organization;  and  (2) 
such*  labor,  perishable  tosls,  material,  supplies,  and  the  like,  in  addi- 
tion to  its  present  organization  and  facilities,  as  may  be  necessary 
to  enable  the  articles  to  be  made  and  the  requirements  as  to  delivery 
and  storage  of  the  articles  contemplated  herein  to  be  complied  with. 

"Abticlb  III.  The  contractor  agrees  to  deliver  the  articles  f.  o.  b. 
care  at  Kenilworth,  N,  J,,  in  accordance  with  the  following  schedule: 

During  the  nioath  of  February,  1918 100,000 

During  the  mooth  of  March,  1918 400,000 

Dnrlng  the  month  of  April,  1918 BOO.OOO 

During  the  month  of  May,  1918 850,000 

During  the  month  of  June,  1B18 : 760,000 

During  the  month  of  July,  1918 77ROO0 

Daring  the  month  of  August,  1918 S2S,000 

"  Time  being  of  the  essence,  the  contractor  undertakes  to  increase 
the  production  to  such  a  maximum  rate  as  facilities  and  equipment 
permit    •    •    *. 

"Article  IV.  The  United  States  will  make  the  following  payments 
to  the  contractor : 

"(1)  The  sum  of  one  dollar  ($1)  is  hereby  fixed  as  the  contractor's 
profit  for  each  unit.  Of  this  sum  not  more  than  seventy-five  cents 
($0,75^  will  be  paid  upon  proper  certificate  of  the  inspecting  and 
receiving  officer  showing  delivery  and  acceptance  of  units  during 
the  performance  of  the  contractj  as  soon  as  practicable  after  the 
1st  of  the  month  for  all  deliveries  of  units  during  the  preceding 
month.  The  remainder  of  such  fixed  profit  shall  be  paid  upon  the 
completion  of  the  contract.  Such  fixed  profit  is  subject  to  addition 
or  deduction  as  hereinafter  provided. 


DiB.1izedOyGoO<^lc 
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"  The  estimated  cost  of  each  unit  upon  which  the  fixed  profit  is 
based  is  made  up  of  the  following : 
Steel  Bbell,  Inclading  booster  parts,  ready  fur  naaembly,  f.  o.  b.  Kenil' 


Loading.  aa.seniblinR,  cleanliiK,  boslng,  and  painting  complete  rounds 

Modlflefl  artillery  primer,  complete,  I.  o.  b.  Kenllworth,  N.  J 

Stiipping  aod  packing  materials  for  complete  rounds 

Obturators  and  distance  wadding 

Loading  booster,  f.  o.  b.  Kenllwortb,  N.  J.,  and  loading  and  [tacking  deto- 
nator, f.  o.  b.  Lowell,  Mass.,  exclusive  of  detonator  packing  materlals- 
Qeneral  office,  administrative,  and  overhead  expense  (fixed  and  not  sob- 
Ject  to  change)  — 


Total  estimated  cost 


In  the  above  estimate  the  following  prices  for  materials  and  pur- 
chased parts  are  used : 


Shilling  and  packing  materials .46 

"  It  is  agreed  that  for  all  variations,  whether  up  or  down,  in  the 
cost  of  materials  above  listed  a  corresponding  adjustment  shall  be 
made  in  the  estimated  cost  of  $8.18  for  each  unit  and  that,  upon 
the  completion  of  this  contract,  the  fixed  profit  shall  be  added  to 
the  total  cost  of  $8.18  adjusted  to  such  increase  or  decrease  in  the 
^>st  of  materials;  it  being  the  intention  of  this  contract  that  the 
contractor  shall  neither  profit  nor  lose  by  any  fluctuation  in  the 
prices  of  such  materials. 

"  Approval  thereof  by  the  contracting  officer  or  his  duly  accredited 
representative  is  a  necessary  prerequisite  to  any  obligation  on  the 
part  of  the  United  States  to  reimburse  the  contractor  for  any  ex- 
penditures hereafter  made  or  contracted  for,  for  component  parts, 
material,  supplies,  and  the  like.  Whatever  of  such  component  parts, 
materials,  supplies,  and  the  like,  does  not  in  al!  respects  fulfill  the 
requirements  of  the  contract  shall  be  rejected,  and  the  decision  of  the 
contracting  officer  or  his  duly  accredited  representative  as  to  the 
quantity  and  quality  thereof,  shall  be  final. 

"The  title  to  all  such  component  parts,  material,  supplies,  and  the 
like  shall  vest  in  the  United  States  simultaneously  with  the  payment 
therefor  by  the  United  States,  and  each  and  every  of  such  component 
parts,  materials,  supplies,  and  the  like  shall,  immediately  upon  its 
coming  into  the  possession  of  the  contractor,  be  marked  as  and  if  the 
contracting  officer  shall  so  direct,  so  that  it  may  be  identified. 

"(3)  The  United  States  shall  add  to  fixed  profit,  or  deduct  fronv 
fixed  profit,  as  the  case  may  be,  as  follows ; 

"Upon  the  completion  of  this  contract  the  entire  actual  cost  per 
unit  (exclusive  of  profit  and  costs  connected  directly  or  indirectly 
connected  with  the  stora^  and  shipping  of  the  articles  herein  con- 
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t«mplated)  shall  be  determined  by  the  contracting  officer  after  the 
manner  in  which  cost  is  defined  herein  and  in  schedule  2  hereto 
attached.  If  the  actual  cost  per  unit  exceeds  the  sum  of  $8.18  ad- 
justed as  to  increase  or  decraase  of  the  price  of  materials  as  herein 
listed,  the  United  States  shall  retain  fifty  per  cent  (50%)  of  such 
difference  or  excess :  Provided,  however,  That  the  fixed  profit  after 
such  deduction  shall  not  be  less  than  fifty  cents  ($0.50)  per  unit  de-  ' 
livered  and  accepted.  If ,  however,  the  actual  cost  per  unit  is  lest 
than,  the  sum  of  $8.18  adjusted  as  to  such  increase  or  decrease  the 
United  States  will  pay  to  the  contractor,  in  addition  to  the  fixed 
profit  previously  paid,  all  of  the  fixed  profit  previously  withheld  and 
also  fifty  per  cent '(50%)  of  such  difference  or  savings:  Provided, 
however.  That  the  fixed  profit  after  such  addition  shall  not  be  more 
than  one  dollar  and  fifty  cents  ($1.50)  per  unit  delivered  and 
accepted. 

"  The  additional  cost  of  conversion,  if  any,  due  to  any  faulty  com- 
ponent parts  furnished  by  the  United  States  shall  not  be  included 
in  arriving  at  the  actual  cost  upon  which  the  contractor's  profit  is 
to  be  computed. 

"  The  contractor  guarantees  that  charges  for  '  General  office  ad- 
ministrative, and  overhead  expense,'  shall  not  be  in  excess  of  $0,125 
per  unit  and  agrees  that  the  contractor  will  bear  all  expense  under 
this  classification  in  excess  of  $0,125  per  unit. 

"  The  contractor  hereby  represents  that  its  actual  cash  investment 
in  plant,  equipment,  machinery,  tools,  fixtures,  and  the  like,  which 
will  be  used  in  the  performance  of  thi^  contract,  is  or  will  become 
durinff  such  performance,  three  million  five  hundred  thousand  dol- 
lars ($3,500,000) ;  and,  relying  on  such  representation,  the  sum  of 
seventy-two  cents  ($0.72)  is  hereby  fixed  and  established  for  *  plant 
depreciation  and  amortization,'  subject  to  reduction  and  adjustment 
upon  the  completion  of  this  contract  if  each  representation  is  found 
to  be  incorrect.  It  is  agreed,  however,  that  no  reduction  or  adjust- 
ment of  this  item  will  be  made  or  asked  for,  unless  the  total  of  such 
investment  shall  be  found  by  the  contracting  officer  to  have  been  less 
than  the  aforesaid  sum. 

"  To  facilitate  prompt  payments  the  United  States  may  attach  a 
disbursing  officer  to  the  mam  ofiice  or  plant  of  the  contractor  and 
shall  do  so  if  payments  are  at  any  time  unreasonably  delayed.  No 
payments  by  the  United  States  shall  act  to  prevent  the  United  States 
from  later  disputing  the  validity  thereof  under  this  contract. 

"  The  United  States  may  from  time  to  time  furnish  the  coidractor 
with  component  parts^  material,  supplies,  and  the  like  relative  to 
the  performance  of  this  contract ;  Provided,  however.  That  the  con- 
tractor's undertakings  previously  made  in  good  faith  are  not  inter- 
fered with.  With  respect  to  any  material,  the  source  of  the  con- 
tractor's supply  of  which  has  failed  or  is  likely  to  fail^  it  shall  be 
the  duty  of  the  contractor,  immediately  upon  bein^  apprised  of  such 
failure  or  probable  failure,  to  communicate  such  information  to  the 
contracting  officer  so  that  the  United  States  may,  if  it  is  deemed 
desirable  so  to  do,  arrange  for  a  supply  of  such  component  material. 
Ail  such  material  furni^ed  by  the  United  States  shall  be  accepted 
by  the  contractor  at  prices  set  forth  in  the  schedule  of  materials  and 
compoDent  parts  herein  contained,  or  at  the  actual  cost  thereof  to 
the  United  States,  and  the  price  to  be  paid  by  the  United  States  fw 
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the  RTticles  as  herein  fixed  shall  be  reduced  bv  an  amount  equal  to 
the  total  of  such  prices  of  materials  so  furnished  b;  the  United  States. 

"  The  United  States  agrees  to  furnish  to  the  contractor  all  raw 
matarials  required  in  the  performance  of  this  contract,  1,000,000 
shell-case  forcings,  and  all  parts  of  the  Mark  III  detonating  fuze, 
except  parts  40B,  40C,  40B,  40F^  40IL  40K,  40P  and  N  assembled^ 
40L  and  M  assembled,  40R,  40Q,  40S,  protection  cap,  and  tarred 
string,  whenever  and  wherever  the  contractor  may  call  for  ddivery 
of  the  same. 

"TTie  United  States  agrees  to  furnish,  without  cost  to  the  con- 
tractor, nitrocelluloee  propellant  powder,  hi?h-explo8ive  bursting 
charge  and  booster  charges  for  the  articles  whenever  and  wherever 
the  contractor  mar  call  for  delivery  of  the  same. 

"It  is  agreed  that  compooent  parts  of  materials  furnished  by  the 
United  States  shall  be  in  accordance  with  the  requirements  under  the 
specifications. 

"Abticia  v.  To  facilitate  the  determination  of  the  actual  costs  as 
allowed  in  subdivision  (2),  Article  IV,  the  contractor  shall  follow 
any  instructions  which  the  contracting  officer  may  from  time  to  time 
give,  including  instructions  as  to — 

"(1)  The  submission  of  statements  thereof,  bills  therefor,  and  all 
other  supporting  pafwrs; 

"(2)  Tne  submission  of  engineer's  and  accountant's  certificates; 
and 

''(3)  Such  additions  to  the  allowance  of  cost  and  such  regulations 
and  instructions  with  regard  to  their  determination  as  from  time  to 
time  shall  be  adopted  by  the  Chief  of  Ordnance  or  as  may  be  required 
in  order  to  enable  the  contracting  officer  to  issue  his  proper  certificate 
for  payment  thereof. 

"Abticle  VII.  It  is  agreed  that  the  contracting  officer  may,  by 
written  notice  to  the  contractor  at  any  time,  make  changes  in  the 
drawings  and  specifications  or  supplemental  or  substituted  drawings 
and  specifications  which  form  a  part  of  or  are  added  to  this  contract 
If  such  changes  involve  substantially  additional  work  for  the  con- 
tractor's manufacturing  organization  or  labor  and  material,  a  fair 
addition  shall  be  made  to  the  fixed  profits,  but  if  such  changes  in- 
volve substantially  less  of  such  work  or  labor  and  material,  a  fair 
deduction  (in  no  event  to  reduce  the  fixed  profit  to  an  amount  less 
than  ten  (10)  per  cent  of  the  actual  cost  of  the  articles  after  such 
change,  computed  in  the  manner  as  provided  in  paragraph  (2)  of 
Article  IV  hereof)  may  be  made  therefrom,  all  as  shall  be  determined 
by  the  contracting  officer.  No  claim  for  addition  or  deduction  on  ac- 
count of  any  such-  chan^  will  be  made  or  allowed  unless  the  same 
has  been  ordered  in  writing. 

**ABncLB  I^.  In  the  event  of  failure  or  probable  failure  of  the 
contractor  to  comply  with  tbe  terms  of  this  contract  or  any  of  them, 
this  contract  may  be  terminated  by  notice  in  writing  to  the  contrac- 
tor without  prejudice  to  any  claim  the  United  States  may  have  against 
the  contractor." 

•  •••«** 

"(1)  In  the  event  that  the  contractor  shall  not  be  in  default  under 
this  contract  at  the  date  of  such  termination,  the  contractor  shall  also 
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be  paid  a  sum  equivalent  to  ten  (10)  per  cent  of  all  cost  (except  the 
cost  of  parchased  component  parts,  material,  supplies,  and  the  like, 
raw  and  not  in  process  of  conversion),  all  as  allowed  and  determined 
by  the  contracting  officer,  less  ail  fixed  profits  theretofore  paid  in  ac- 
cordance with  Article  I  v.  Such  ten  (10^  per  cent  of  cost  payment  is 
subject  to  addition  or  deduction,  depending  on  the  difference  between 
eatvmated  and  actual  cost,  as  may  be  determined  in  accordance  with 
Article  IV  hereof." 

Article  XI  provides  for  the  manner  of  cancellation  in  case  of  termi- 
nation of  the  war,  or  necea^ty  for  completion  has  become  unneces- 
sary. 

"Abticlb  XIX,  Except  as  this  contract  shall  otherwise  provide  any 
doubts  or  disputes  which  may  arise  as  to  the  meaning  of  anything  in 
tiiis  contract,  the  matter  shall  be  referred  to  the  Chief  of  Ordnance 
for  determination.  If,  however,  the  contractor  shall  feel  aggrieved 
at  any  decision  of  the  Chief  of  Ordnance  upon  such  reference,  he 
shall  have  the  right  (save  only  as  to  the  allowance  and  determination 
of  costs  as  provided  for  in  Article  V  hereof)  to  submit  the  same  to  the 
Secretary  of  War,  whose  decision  shall  be  final.  But  nothing  in  this 
contract  contained  shall  be  construed  in  prejudice  of  the  riajits  and 
privileges,  if  any,  of  the  contractor  to  bring  an  action  in  the  Court  of 
Claims  or  any  other  proper  tribunal,  nor  shall  anythi^  herein  be  con- 
strued as  the  consent  of  the  United  States  or  any  ofi^r,  to  such  an 
action  or  as  a  waiver  of  anv  rights  or  defenses  the  United  States  ma; 
have  with  respect  thereto. 

3.  The  contractor  proceeded  with  the  manufacture  of  shells  under 
the  foregoing  contract,  and  it  appears  that  at  the  end  of  August, 
1918,  it  was  in  default  by  not  having  delivered  the  shells  called  for. 
Thereupon  a  formal  supplemental  contract  dated  November  1,  1918, 
was  entered  into,  which,  after  first  setting  up  some  of  the  terms  of 
the  contract  of  December  31,  1917,  provided  as  follows: 

"Article  I.  All  of  the  original  contract  relative  to  payment  of 
the  articles  at  a  price  of  cost  pus  a  fixed  profit  of  one  dollar  ($1.00), 
subject  to  addition  or  deduction,  for  each  article,  as  set  forth  under 
Article  IV  on  pages  9  to  17,  both  inclusive,  beginning  with  the  words, 
'The  United  States  will  make  the  following  payments  to  the  con- 
tractor,' set  forth  on  page  9,  continuing  through  all  of  said  page  9 
and  through  pages  10,  11,  12,  13,  14,  16,  and  17,  ending  with  the 
words,  *  No  payments  by  the  United  States  shall  act  to  prevent  the 
United  States  from  later  disputing  the  validity  thereof  under  this 
contract,'  set  forth  on  pace  17  of  said  original  contract,  and  also  as 
set  forth  under  Article  v  on  page  19  of  said  original  contract,  and 
also  as  set  forth  under  subdivision  one,  Article  IX,  on  page  24  of 
said  original  contract,  be,  and  the  same  is  hereby,  stricken  from  said 
original  contract;  and  all  of  the  procurement  order  dated  January 
18,  1918,  relative  to  payments  for  the  articles  at  the  price  of  cost 
plus  a  fixed  profit  of  one  dollar  ($1.00)  for  each  article  set  forth  on 
the  firstpage  thereof,  as  follows: 

" '  4.  The  price  to  be  paid  you,  for  the  shell  ordered  herein  is  to  be 
on  a  basis  of  cost  estimated  by  you  at  $8.18  per  pound,  plus  one  dollar 
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($1.00)  to  be  paid  you  as  profit  per  compt^«  round.  The  United 
States  will  furnish  you  the  following,  f.  o.  b.  your  works,  in  con- 
nectioQ  with  this  order ; 

"be,  and  the  same  is  hereby,  strickeo  from  said  procurement  order; 
and  instead  of  the  price  of  cost  plus  a  fixed  profit  as  provided  in  said 
original  contract  as  amended  bj  said  procurement  order,  the  United 
States  shall  pay  to  the  contractor  a  fixed  price  of  eight  dollars  and 
fifty  cents  {$8.50)  for  each  of  the  four  million  (4,000,000)  complete 
rounds  of  7$-mm.  high  explosive  shell  mentioned  in  the  original 
contract. 

"Article  II.  All  of  the  original  contract  relative  to  the  raw  ma- 
terials furnished  by  the  United  States  and  the  furnishing  of  com- 
ponents by  the  United  States,  set  forth  under  Article  IV,  pages  18 
and  19  thereof,  beginning  with  the  words  '  The  United  States  agrees 
to  furnish  to  the  contradtor  all  raw  materials,'  set  forth  on  page  18, 
continuing  through  all  of  said  page  18  and  through  page  19,  ending 
with  the  words,  'It  is  agreed  that  component  parts  or  material  fur- 
nished by  the  United  States  shall  be  in  accordance  with  the  require- 
ments under  the  specifications,'  set  forth  on  page  19  of  said  original 
contract,  and  alt  tnat  part  of  the  procurement  order  dated  Januarr 
18,  1918,  relative  to  the  United  States  furnishing  the  contractor  aU 
raw  material  required  and  certain  component  parts  set  forth  on  pages 
1  and  2  thereof,  beginning  with  the  words,  '  The  United  States  will 
furnish  you  the  following,  f.  o.  b.  your  works,  in  connection  with 
this  order,*  set  forth  on  page  1,  continuing  through  all  of  said 
page  1  and  through  page  2,  ending  with  the  words  '1,600,000  shell 
case  forgings,'  set  forth  on  page  2  of  said  procurement  order,  be,  and 
the  same  are  hereby,  stricken  from  said  procurement  order:  and  in- 
stead of  the  United  States  furnishing  all  raw  material  and  certain 
components  necessary  in  the  manufacture  of  the  articles,  the  con- 
tractor shall  furnish  all  material  and  all  component  parte  necessary 
for  the  manufacture  of  the  articlee:  Provided^  however.  That  any 
materials  or  components  furnished  by  the  United  Stetes  are  to  be 
paid  for  by  the  contractor,  and  the  prices  therefor  shall  be  deducted 
from  paymente  to  be  made  the  contractor  hereunder. 

"Article  III.  The  materials  and  components  hereinafter  listed 
under  '  schedule  '  for  the  manufacture  of  the  articles  contracted  for 
will  be  furnished  the  contractor  by  the  United  States  at  the  valua- 
tion stated,  at  such  times  and  in  such  quantities  as  shall  be  deemed 
requisite  by  the  Chief  of  Ordnance,  f.  o.  b.  as  hereinafter  stated,  the 
contractor  to  pay  any  demurrage,  storage,  cartage,  or  switching 
charges  accruing  after  such  delivery  and  the  value  of  such  materi^ 
and  components  will  be  deducted  by  the  United  Stetes  from  ite  pay- 
mente as  hereinafter  provided.  The  Chief  of  Ordnance  or  his  dulv 
authorized  representative  shall  in  every  instance  have  the  final  deci- 
sion as  to  the  amount  of  material  required  for  the  manufacture  of 
the  articles  contracted  for. 

"  Upon  final  delivery  of  all  of  the  articles  herein  contracted  for,  or 
upon  the  termination  of  this  contract  by  reason  of  any  cause  whatso- 
ever, prior  to  final  payment  of  the  United  States  for  articles  already 
manufactured  or  in  the  process  of  manufacture  the  contractor  shall 
forward  to  the  Chief  of  Ordnance  a  statement  of  the  amount  of  such 
unused  material  left  over  in  substantially  the  same  condition  in  which 

,    ,     ,Coo<^lc  ■ 
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it  vas  furnished,  and  shall  return  all  unused  material  to  the  United 
States  or  dispose  of  the  same  in  accordance  with  the  directions  of 
the  Chief  of  Ordnance,  or,  at  the  option  of  the  United  States,  the 
contractor  may  retain  such  unused  material  on  such  terms  and  con- 
ditions as  may  be  determined  by  the  Chief  of  Ordnance, 

"  The  United  States  shall  estimate  the  amount  of  the  material  and 
components  hereinafter  listed  entering  into  each  of  the  shells  dehv- 
ered  to  and  accepted  by  it  and  shall  deduct  the  value  thereof  (such 
value  to  be  based  on  the  price  of  said  material  and  components  here- 
inafter specified)  from  the  unit  price  of  each  shell  as  and  when  pay- 
ments are  made  for  such  shells. 

"  The  United  States  shall  have  the  option  of  substituting,  at  the 
same  valuation,  other  and  different  material  or  components  satisfac- 
tory to  itself  for  the  material  or  components  hereinafter  named. 
•  **•••  * 

"Article  IV.  The  delivery  of  the  four  million  (4,000,000)  com- 

Siebe  rounds  of  75-mm.  high-explosive  shell  contracted  for  shall  be 
elivered  according  to  the  following  schedule  of  deliveries  instead 
of  according  to  the  deliveries  specified  in  the  said  original  contract ; 
"  826,000  complete  rounds,  less  such  quantity  thereof  already 
delivered  under  said  original  contract,  shall  be  delivered 
prior  to  December  1,  1918. 
"  500,000  complete  rounds  delivered  during  December,  1918. 
"  500,000  complete  rounds  delivered  during  January,  191&. 
"  500,000  complete  rounds  delivered  during  February,  1919. 
"  500,000  complete  rounds  delivered  during  March,  1919. 
"  500,000  complete  rounds  delivered  during  April,  1919. 
"  500,000  complete  rounds  delivered  during  Miy,  1919. 
"  175,000  complete  roimds  delivered  during  June,  1919. 
"All  deliveries  shall  be  completed  prior  to  July  1, 1919. 
"ArticijE  V.  All  scrap  resulting  from  the  manufacture  of  the 
shells  and  parts  thereof  contracted  for,  except  crop  ends  of  steel, 
shall  be  the  property  of  the  contractor. 

"Abttclb  VI.  Except  as  herein  modiSed,  all  the  terms  and  condi- 
tions of  the  original  contract,  dated  December  31, 1917,  shall  remain 
in  full  force  and  effect. 

"Abticle  VII.  The  contractor  hereby  releasee  the  United  States 
from  all  claims  and  demands  arising  out  of  any  alleged  faults  or 
failures  upon  the  part  of  the  United  States  in  furnishing  components. 


4.  On  the  1st  day  of  February,  1919,  a  sec<aid  supplemental  for- 
hfially  executed  contract  was  entered  into  between  the  claimant  and 
the  United  States  Government  which,  after  setting  out  in  the  pre- 
amble portions  of  the  contract  dated  December  31,  1917,  and  the 
amendment  dated  November  1,  1918,  provided — 

"Akticle  I.  The  contractor  shall  deliver  and  the  United  States 
shall  accept  the  following  specified  quantity  of  the  articles  contracted 
for  at  the  price  provided  in  the  original  contract  as  amended,  pay- 
ment of  which  price  shall  be  accepted  by  the  said  contractor  in  fml 
satisfaction  of  any  and  all  claims  arising  out  of  the  said  ori^al 
contract  as  hereby  amended.    Of  the  4,000,000  complete  rounds  of 
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75-mm.  shell  provided  for  in  the  said  original  contract,  the  contractor 
shall  deliver  only  2,500,000. 

"Ahticle  II.  The  United  States  shall  pay  to  the  contractor  tha 
cost  of  all  materials  and  components  completed  and  accef>ted,  or 
in  process,  in  excess  of  the  materials  and  components  required  for 
the  completion  of  the  said  2,500,000  complete  rounds  purchased  by 
the  contractor  for  the  performance  of  the  said  contract,  and  now  od 
hand  and  not  paid  for  by  the  United  States  in  an  amount  not  exceed- 
ing the  requirements  for  the  completion  of  the  said  contract,  pro- 
vided the  same  comply  with  the  speciBcations ;  and  to  the  cost  of 
said  materials  and  components  there  shall  be  added  10  per  cent  of 
such  cost  to  cover  all  other  expenses  and  charges  in  connection  with 
the  said  excess  materials  and  componeota. 

"  It  is  understood  and  agreed  that  in  determining  the  cost  of 
materials  and  components  for  which  payment  is  to  be  made  by  the 
United  States  under  the  provisions  of  this  section  no  allowance 
shall  be  made  for  depreciation  to  the  contractor's  plant  or  for 
obsolescence  thereof,  or  for  any  other  expense,  except  the  actual 
amount  paid  by  the  said  contractor  for  materials,  lalxtr,  and  over- 
head expense. 

"Title  to  all  such  materials  and  components  paid  for  by  the 
United  States  under  this  article  shall  immediately,  upon  such  P&y- 
ment,  vest  in  the  IJnited  States,  and  the  contractor  shall  hola  the 
same  as  the  property  of  the  United  States  and  make  such  disposition 
thereof  as  directed  by  the  Chief  of  Ordnance. 

"  ARTtcLE  III.  The  contractor  shall  immediately  without  further 
notice  (any  notice  required  to  be  given  to  the  contractor  pursuant 
to  the  terms  of  said  contract  bein^  herebj'  expressly  waived  by  the 
contractor)  discontinue  all  operations  in  its  shell-forging  plant  and 
in  its  brass-case  drawing  plant,  and  all  operations  on  all  completed 
components  in  excess  or  tnose  required  for  the  said  2,500,000  com- 

elete  rounds.  The  contractor  and  its  subcontractor  shall  also,  on  or 
efore  January  31,  1919,  discontinue  all  machining  operations  on 
steel  shell  components  and  on  booster  and  adapter  components.  Said 
operations  to  be  discontinued  immediately  upon  the  completion  of 
sufficient'of  said  components  to  complete  2,500,000  complete  rounds, 
and  in  any  event  to  terminate  not  later  than  January  31,  1919. 

"Abticlz  IV.  The  United  States  shall  furnish  to  the  contractor, 
and  the  contractor  shall  accept.,  f.  o.  b.  Kenilworth,  New  Jersey,  suffi- 
cient completely  machined  and  copper  banded  steel  shell  bodies, 
booster,  and  adapter  parts  as  may  be  necessary  to  complete  the  de- 
livery of  the  said  2,500,000  complete  rounds,  and  which  said  com- 
ponents will  be  charged  to  the  contractor  at  the  following  prices,  and 
the  price  to  be  paid  oy  the  United  States  for  the  said  2,500,000  com- 
plete rounds  shall  be  reduced  by  an  amount  to  the  total  price  of  the 
said  components  furnished  by  the  Unit^  States : 


The  said  prices  for  the  said  components  shall  include  the  cost  of 
materials  entering  into  the  said  components.  The  said  components 
^all  be  immediately  shipped  to  the  contractor  at  its  plant  at  Kenil- 
worth, New  Jersey, 
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"All  components  fiimisheil  b;  the  United  States  shall  he  in  accord- 
ance with  the  retiuirements  under  the  specifications,  and  any  work 
done  on  steel  shell  components  fumi^ed  by  the  United  States  and 
found  to  be  defective  shall  be  paid  for  by  the  United  States  at  the 
actual  cost  of  such  work. 

•  •  •  -  •  •  «  0 

"Awici^  VIII.  The  United  States  shall  pay  to  the  contractor  the 
actual  cost  plus  10  per  cent  of  such  cost  for  all  rounds  or  components 
used  by  the  United  States  for  proof  purposes. 

"Article  IX.  Except  as  herein  modified,  all  the  terms  and  condi- 
tions of  the  original  contract  dated  December  31,  1917,  as  amended, 
shall  remain  in  full  force  and  effect." 

5.  There  was  a  further  supplemental  formal  contract  entered  into 
between  the  Government  and  the  claimant  on  the  21st  day  of  June. 
1919,  which  was  not  offered  in  evidence  and  which  is  immaterial  to  the 
matters  in  dispute. 

6.  Claimant  was  granted  a  bearing  before  this  Board  on  Decem- 
ber 29  and  30,  1920,  and,  in  addition  thereto,  the  transcript  of  the 
evidence  produced  by  it  before  the  Ordnance  Claims  Board  is  before 
this  Board  and  has  been  considered  by  it.  The  position  taken  by  the 
claimant  at  the  hearing  before  this  Board  is  slightly  different  from 
that  it  has  assumed  in  its  brief ;  and,  taking  for  granted  that  the  brief 
sets  forth  the  final  contentions  on  which  it  has  noted  its  appeal  and 
is  asking  reimbursement,  we  therefore  adopt  the  following  portion 
of  same  as  an  accurate  statement  of  its  claim : 

"  From  time  to  time  during  the  carrying  out  of  this  contract  by 
claimant  the  Government,  pursuant  to  Articles  I  and  VII  of  Claun- 
ant's  Exhibit  A,  made  various  changes  in  the  drawings  and  specifi- 
cations attached  to  Claimant's  Exhibit  A,  and  further  caused  claim- 
ant to  perform  additional  work  not  reauired  under  the  original 
contract,  Claimant's  Exhibit  A.  The  following  were  the  changes 
in  the  drawings  and  specifications  and  additional  requirements  of 
the  Government: 

"  1.  Delivery  to  claimant  of  steel  not  complying  with  the  specifi- 
cations. 

"  2.  Segregation  of  steel  and  forgings  by  heats  and  codes. 

"  3.  Necessity  of  code  marking  snelT  bodies  with  steel  stencils  or 
dies. 

"4.  Change  in  base  thickness  of  forgings. 

"  5.  Rust-proofing  adaptors. 

"  6.  Changing  claimant's  method  of  assembling  base  covers. 

"  7.  Changing  requirement  of  the  claimant  to  nose  in  shell  before 
heat  treatment. 

"  In  addition  to  the  foregoing,  claimant  was  compelled  to  attempt 
to  perfect  a  process  for  the  manufacture  of  tapered  wall  booster 
which  would  not  infringe  a  patent  therefor,  which  neither  claimant 
nor  the  Government  owned,  or  under  which  neither  had  a  license. 
When  the  attempt  to  perfect  such  process  for  the  manufacture  of 
tapered  wall-type  booster  casings  in  commercial  quantities  became 
impossible,  claimant  obtained  permission  from  the  Government  to 
attempt  to  develop  an  acceptable  straight  wall-type  booster. 
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**  By  reason  of  all  the  fore^ing,  claimant  was  delayed  in  the 
prosecution  of  its  work  and  its  operations  were  extended  over  a 
jrreat«r  period  of  time  than  would  nave  been  necessary  to  complete 
the  contract  under  conditions  contemplated  under  the  original 
specifications, 

"  Claimant  claims,  pursuant  to  Articles  VII  and  XI  of  Claimant's 
Sxhibit  A,  pages  20,  21,  and  28,  remuneration  for  all  expenditures 
caused  by  the  foregoing  conditions,  and  in  addition  thereto  ten  per 
cent  of  such  an  timount  as  may  properly  be  awarded  to  it." 

Claimant's  Exhibit  A  referred  to  is  a  copy  of  the  original  con- 
tract dated  December  31,  1917. 


1.  As  is  seen  from  the  foregoing  quotation  from  claimant's  brief,  it 
is  basing  its  claim  for  compensation  under  the  provisions  of  Articles 
I,  VII,  and  XI  of  the  original  contract,  bo  that  it  becomes  necessary 
for  this  Board  to  refer  specifically  in  this  decision  to  the  said  articles. 

2.  The  original  contract,  G781-430A,  dated  December  31, 1917,  was 
an  informal  cost-plus  contract,  under  the  provisions  of  which  the 
claimant  proceeded  to  manufacture  the  shells  called  for  on  or 
until  about  the  Ist  day  of  November,  1918,  when  the  said  contract 
was  amended  by  a  formally  executed  supplement  dated  November  1, 
1918,  changing  the  said  informal  or  proxy  signed  contract  from  a 
cost-plus  to  a  unit  price. 

3.  Article  I  of  the  said  supplemental  contract  specifically  strikes 
from  the  said  original  contract  Article  IV,  on  pages  9  to  17,  both 
inclusive,  and  Article  V,  on  page  19,  and  Article  IX,  on  page  24, 
of  the  contract  of  December  31,  1917,  in  the  following  language : 

"Abtjcle  II.  AH  of  the  original  contract  relative  to  the  raw  mate~ 
rials  furnished  by  the  United  States  and  the  furnishing  of  com- 
ponents by  the  United  States,  set  forth  under  Article  IV7  pages  18 
and  19  thereof,  beginning  with  the  words,  'The  United  States  agrees 
to  furnish  to  the  contractor  all  raw  materials,'  set  forth  on  page  18, 
continuing  through  all  of  snid  page  18  and  through  page  19,  ending 
with  the  words. '  It  is  agreed  that  component  parts  or  material  fur- 
nished by  the  United  States  shall  be  in  accordance  with  the  require- 
ments under  the  specificntions,'  set  forth  on  page  19  of  said  original 
contract,  and  all  tnat  part  of  the  procurement  order  dated  January 
18,  1918,  relative  to  the  United  States  furnishing  to  the  contractor 
all  raw  material  required  and  certain  component  PQi*ts  set  forth  on 
pages  1  and  2  thereof,  beginning  with  the  words  '  The  United  States 
will  furnish  you  the  following,  f.  o.  b.  your  works,  in  connection  with 
this  order,'  set  forth  on  page  1,  continuing  through  all  of  snid  page  1 
and  through  page  2,  ending  with  the  words  '  1,500,000  shell  case 
forgings,'  set  forth  on  page  2  of  said  procurement  order,  be,  and  the 
same  are  hereby,  stricken  from  said  procurement  order,  and  instead 
of  the  United  States  furnishing  all  raw  material  and  certain  com- , 
ponents  necessary  in  the  manufacture  of  the  articles  the  contractor 
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shall  furnish  all  material  and  all  component  parts  necessary  for  the 
manufacture  of  the  articles :  Provided,  however.  That  any  materials 
or  components  furnished  by  the  United  States  are  to  be  paid  for  by 
the  contractor,  and  the  prices  therefor  shall  be  deducted  from  pay- 
ments to  be  made  the  contractor  hereunder." 

Article  I  of  original  contract,  relied  on  by  the  claimant,  is  as 
follows : 

"  The  contractor  agrees  to  manufacture  and  deliver  to  the  United 
States  4,000,000  complete  rounds  of  75- mm.  high-explosive  shell,  here- 
inafter called  the  articles,  each  of  the  articles  being  referred  to  as  a 
unit  or  round,  in  accordance  with  the  drawings  and  specifications 
hereto  attached  and  made  a  part  hereof,  marked  '  Schedule  I,'  and 
suck  changes  as  nuiy  he  made  therein  aa  hereiitafter  provided,  and 
the  United  States  agrees  to  pay  therefor,  all  upon  the  terms  and 
cmditions  in,  this  contract  set  forth."    (Italics  ours.) 

Article  YII  of  the  original  contract  states — 

"  It  is  agreed  that  the  contracting  officer  may,  by  written  notice  to 
the  contractor  at  any  time,  make  changes  in  the  drawings  and  specifi- 
cations or  supplemental  or  substituted  drawings  and  specilicatioiiB 
which  form  a  part  of  or  are  added  to  this  contract.  //  such  changes 
involve  suhstantially  additional  work  for  the  coTiir actor's  maaaJae- 
tv/ring  organization  or  labor  and  material,  a  fair  addition  shall  he 
made  to  the  fixed  profits    *    *    *."    (Italics  ours.) 

4.  The  formal  supplemental  contract  of  November  1,  1918,  by 
changing  the  original  contract  from  a  cost  plus  to  a  unit  price  thereby 
makes  it  impoeeftle  for  the  language  of  Article  I,  "  and  the  United 
States  agrees  to  pay  therefor,  all  upon  the  terms  and  conditions  in 
this  contract  set  forth  "  to  apply,  because  the  said  supplement  spe- 
cifically strikes  from  the  said  contract  of  December  31,  1917,  all  of 
the  articles  as  to  payment  and  substitutes  in  lieu  thereof  an  entirely 
different  method  of  payment,  and  by  changing  the  said  contract  from 
a  cost  plus  to  a  unit  price  makes  it  impossible  to  either  take  from 
or  add  to  the  "  fixed  profits,"  as  the  fixed  profits  have  been  definitely 
wiped  out  by  the  formally  executed  subsequent  agreement  of  the 
parties  of  November  1,  and  there  has  been  substituted  in  lieu  thereof 
an  entirely  different  agreement,  which  must  govern.  Any  right  that 
the  claimant  may  have  had  under  Articles  I  or  VII  as  to  any  payment 
on  account  of  work  done  in  complying  with  changes  provided  for 
in  the  said  original  contract  of  December  31,  1917,  have  been  sicken 
out  and  eliminated  by  the  subsequent  formal  unit  price  and  the 
same,  owing  to  the  certain  language  used  therein  and  the  admission 
of  the  claimant  that  such  was  the  intention  (Tr.,  113),  must  be  read 
as  if  the  same  were  dated  the  31st  day  of  December,  1917,  for  the 
parties  have  solemnly  agreed  that  the  unit  price  should  apply  to 
each  of  the  4,000,000  rounds  contracted  for.  The  Board  is  therefore 
of  the  opinion  that  the  claimant  is  entitled  to  no  reimbursement  by 
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reason  of  any  expenditures  that  it  ma;  have  made  under  the  pro- 
visions of  Articles  I  or  VII  of  the  original  contract. 

6,  Article  XI  of  the  original  contract  of  December  1,  relied  on  by 
the  claimant  as  entitling  it  to  remuneration  for  all  expenditures  it 
alleged  it  had  to  make  on  account  of  changes  in  specifications,  and 
10  per  cent  of  such  amount  as  provided,  has  been  wiped  out  by  the 
formally  executed  supplement.  Articles  I  and  II  of  the  formally 
executed  supplement  of  February  1, 1919,  being  a  settlement  contract 
and  containing  a  release  to  the  Government,  precludes  this  Board 
from  recommending  any  payment  to  the  claimant  by  reason  of  any 
construction  that  could  possibly  be  placed  upon  any  of  the  provisions 
of  Article  XI  of  the  original  contract. 

6.  The  claimant  not  only  solemnly  provided  in  Article  II  of  the 
supplemental  contract  of  November  1,  1918,  that  the  provisions  of 
Article  I  of  the  original  contract  of  December  31,  1917,  as  to  the 
materials  to  be  supplied  by  the  (iiovemment  complying  with  the 
specifications  should  be  stricken  out  but  has,  in  Article  VII  of  the 
supplemental  contract  of  November  1  agreed — 

'*The  contractor  hereby  releases  the  United  States  from  all  claims 
and  demands  arising  out  of  any  alleged  faults  or  failures  upon  the 
part  of  the  United  States  in  furnishing  components,  etc." — 

thereby  releasing  the  United  States  Government  from  compliance 
with  the  specifications  attached  to  and  made  a  part  of  the  original 
contract  or  the  supplements  thereto.  This  Board  therefore  finds 
that  the  claimant  is  entitled  to  no  reimbursement  on  account  of  the 
alleged  failure  of  the  materials  supplied  by  the  Government  to  com- 
ply with  any  of  the  specifications,  and  the  Board  is  further  of  the 
opinion  that  even  if  the  foregoing  were  not  true  that  the  claimant, 
by  the  use  of  the  materials  furnished  it  by  the  Government  without 
any  formal  protest,  has  waived  any  right  it  might  have  had  under 
any  provisions  of  the  original  or  supplemental  contracts  to  insist  that 
the  materials  comply  with  the  specifications  or  in  lieu  thereof  that 
it  be  paid  any  extra  sums  the  failure  of  the  said  material  to  comply 
with  specifications  may  have  caused  it  to  expend. 

7.  Taking  up  the  claim  for  expense  put  to  in  the  the  process  of  the 
manufacture  of  a  tapered-wall  booster,  the  evidence  shows  that  the 
claimant  knew,  before  it  entered  into  the  contract,  what  kind  of  a 
booster  it  had  to  furnish  and  well  knew  that  the  one  then  most 
popular  was  controlled  by  the  Kockwood  Sprinkler  Co.,  and  should 
have  at  once  made  the  necessary  arrangements  to  secure  this,  but 
preferred  to  attempt  to  manufacture  a  suitable  booster  in  its  own 
plant.  No  provision  of  its  contract  prevented  this  and,  even  admit- 
ting that  it  was  working  under  a  cost-plus  contract  for  several 
months,  yet  the  contract  of  November  1,  in  changing  the  ctmtract  of 
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December  31,  1917,  from  a  cost  plus  to  a  unit  price  specifically  re- 
ferred to  each  of  the  rounds  contracted  for  in  the  following  language : 

"The  United  States  shall  pay  to  the  contractor  a  fixed  price  of 
$8.50  for  each  of  the  4,000,000  completed  rounds  of  75-inm.  high- 
explosive  shells  mentioned  in  the  original  contract." 

This,  therefore,  carries  the  cost  of  each  round  of  the  said  4,000,000 
shells  baclt  to  the  date  of  the  beginning  of  work  hy  the  claimant  as  a 
unit-price  contract  in  which  unit  price  all  expenditures  of  the  claim- 
ant must  be  included,  and  claimant  is  entitled  to  no  reimbursement 
for  any  sum  spent  by  it  in  attempting  to  develop  something  that 
by  the  plain  terms,  of  its  contract  it  was  its  duty  to  provide  either 
by  purchase  or  by  manufacture,  nor  in  our  opinion  is  claimant  en- 
titled to  any  expenditures  it  was  put  to  in  later  developing  a  etraight- 
wall  booster,  for  the  evidence  shows  that  the  claimant  subsequently 
entered  into  a  separate  and  different  contract  for  5,000,000  of  such 
straightrwall  boosters,  so  that  the  expenditures  incurred  by  it  in  this 
effort  to  develop  such  a  booster  as  would  be  acceptable  to  the  Gov- 
ernment was  simply  in  the  line  of  the  usual  expenditures  that  would 
be  made  by  any  manufacturer  in  an  effort  to  perfect  something  that 
it  thought  it  could  afterwards  sell  to  the  Government,  or  to  other 
patties  having  use  for  the  same. 

8.  In  its  final  analysis,  the  petition  of  the  claimant  is  simply  ao  ap- 
peal to  this  Board  to  set  aside,  or  re-form,  the  contracts  heretofore 
entered  into  between  the  claimant  and  the  Government  on  the  ground 
that  the  said  contracts  contained  provisions  that  it  was  not  the  in- 
tention of  the  parties  executing  the  same  to  embody  therein,  and  that 
it  was  the  plain  intention  of  the  parties  to  provide  that  the  claimant 
should  be  reimbursed  for  all  expense  or  expenditores  it  was  put  to  l^ 
reason  of  any  change  or  additions  to  the  specifications.  To  justify 
this  Board,  or  any  court  of  law  in  re-forming  a  contract,  the  evidence 
must  conclusively  show  that  the  said  contracts  were  entered  into  un- 
der mutual  mistake,  and  such  evidence  must  be  so  affirmative  in  char- 
acter that  there  can  be  no  question  about  the  mistake  complained  of. 
The  burden  is  on  the  claimant  to  establish  such  mistake  by  a  pre- 
ponderance of  the  evidence.  In  our  opinion,  it  has  failed  to  produce 
such  evidence,  and  we  believe  that  the  contracts  in  question  express 
the  plain  intention  of  the  parties  at  the  time  they  were  entered  into, 
and  that  the  evidence  is  insufficient  for  this  Board  to  attempt  to  re- 
form or  to  read  into  the  said  contracts  anything  other  than  is  plainly 
expressed  therein. 

9.  In  Beame  v.  Marine  Itisurcmce  Co.  (20  Wall.,  488 ;  22  L,  ed.. 
39h)  Mr.  Justice  Swayne,  in  delivering  the  opinion  of  the  court  and 
discussing  the  power  of  a  court  of  equity  to  re-form  a  written  contract 
for  fraud  or  mistake,  said : 
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"  The  rules  which  govern  the  exercise  of  this  power  are  founded  in 
good  sense  and  arc  well  settled.  Where  the  agreement  as  reduced  to 
writing  omits  or  contains  terms  or  stipulations  contrary  to  the  com- 
mon intention  of  the  parties,  the  instrument  will  be  corrected  so  as  to 
make  it  conform  to  tneir  real  intent.  The  parties  will  be  placed  as 
they  would  have  stood  if  the  mistake  had  not  occurred. 

""^The  party  alleging  the  mistake  must  show  exactly  in  what  it  con- 
sists, and  the  correction  that  should  be  made.  The  evidence  must  be 
such  as  to  leave  no  reasonable  doubt  upon  the  mind  of  the  court  ae 
to  either  of  these  points.  The  mistake  must  be  mutual,  and  common 
to  both  parties  to  the  instrument.  It  must  appear  that  both  have 
done  what  neither  intended.  A  mistake  on  one  side  may  be  a  ground 
for  rescinding,  but  not  for  re-forming  a  contract." 

10.  Nor  does  the  Board  believe  that  the  changes  or  additional  in- 
structions the  claimant  complains  of  were  such  changes  or  instructions 
as  the  contract  contemplated  should  result  in  additional  compensa- 
tion being  paid  to  the  claimant;  but  even  if  the  changes  made  and 
instructions  issued  as  interpretations  of  said  specifications  were  such 
changes  as  would  have  entitled  claimant  to  additional  compensation 
by  reason  thereof,  it  has  specifically  released  the  United  States  from 
any  liability  on  account  of  such  changes  in  Article  I  of  the  February 
1  supplement. 

11.  On  the  1st  day  of  February,  1919,  claimant  and  the  Oovemment 
entered  into  what  is  known  as  a  second  supplemental  contract,  Article 
I  thereof  providing  as  follows : 

**  The  contractor  shall  deliver  and  the  United  States  shall  accept 
the  following  specified"  quantity  of  the  articles  contracted  for  at  the 
price  provided  m  the  original  contract  as  amended,  payment  of  which 
price  shall  be  accepted  oy  the  said  contractor  in  fiiU  satisfaction  of 
atvy  and  aU  claims  arimng  out  of  the  said  original  contract  as  hereby 
amended.  Of  the  4,000,000  complete  rounds  of  75  m/m  shell  pro- 
vided for  in  the  said  original  contract,  the  contractor  shall  deliver 
only  2,500,000."    (Italics  ours.) 

12.  This  article  is  not  only  a  complete  release  of  all  claims  arising 
out  of  the  said  original  contract  and  the  amendments  thereto,  but 
is  a  settlement  contract  and  precludes  the  claimant  from  recovering 
not  only  under  items  2  to  7,  inclusive,  of  its  claim  as  set  up  in  its 
brief,  but  under  any  other  item  of  cost  that  it  has  set  up  before  the 
Board  in  its  hearing.  Nothing  could  be  more  solemn  than  the  decla- 
ration of  the  parties  in  Article  I  of  the  February  1, 1919,  supplement, 
nor  could  a  fuller  or  more  complete  release  be  executed.  The  claim- 
ant by  this  article  solemnly  agrees  that  the  paj'ment  to  it  of  $8.50 
for  2,500,000  shells— 

•  •  •  "shall  be  accepted  by  the  said  contractor  in  full  satis- 
faction of  any  and  all  claims  arising  out  of  the  said  original  contract 
as  hereby  amended." 

13.  The  evidence  shows  that  the  claimant  has  completed  and  de- 
livered to  the  United  States  Government  the  2,500,000  sheila  called^^ 
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for  under  the  second  supplement  and  has  been  paid  the  sum  of  $8.50 
for  each  shell  and  the  authorized  amount  for  work  in  progress, 
thereby  conclusively  discharging  any  agreement  that  may  have  ex- 
isted under  any  of  the  provisions  of  either  the  original  contract  or 
the  two  supplements,  which  precludes  this  Board  from  recommend- 
ing any  further  or  additional  payment  to  the  claimant  by  reason  of 
any  of  the  said  contracts  or  by  any  performance  or  attempted  per- 
formance of  the  same  by  the  claimant. 

14.  Kot  only  does  this  Board  believe  all  relief  should  be  denied  on 
the  merits  of  this  case,  but  is  further  of  the  opinion  same  should  be 
denied  on  jurisdictional  grounds. 

15.  If  the  only  contract  before  this  Board  for  consideration  was 
the  contract  of  December  31,  1917,  which,  by  reason  of  its  failure 
to  comply  with  the  provisions  of  section  3744  became  an  informal 
agreement,  the  Secretary  of  War,  under  the  pixtvisions  of  the  act 
of  March  2,  1919,  and  this  Board  acting  under  his  direction,  would 
have  authority  to  adjust  or  settle  the  same  on  its  merits,  but  the 
amendments  dated  November  1,  1918,  and  February  1,  1919,  being 
formally  executed  contracts  by  the  claimant  and  the  proper  con- 
tracting officers  of  the  United  States  Government,  by  referring  to 
the  contract  of  December  31,  1917,  and  by  the  very  nature  of  the 
amendments,  and  their  positive  terms,  thereby  embodies  and  takes 
into  them  as  a  formal  contract  all  of  the  provisions  of  the  said 
contract  of  December  31,  1917,  except  such  portions  of  the  same 
aa  are  specifically  stricken  out  by  the  said  amendments.  So  that 
the  only  resultant  contracts  before  this  Board  are  formally  executed 
contracts. 

16.  It  is  an  elementary  principle  of  law  that  a  contract  of  lesser 
dignity — in  this  instance,  the  contract  of  December  81, 1917 — is  swal- 
lowed up  and  becomes  merged  into  subsequently  executed  contracts 
of  greater  dignity,  to  wit,  the  formally  executed  amendments  or 
supplements  of  November  1,  1918,  and  February  1, 1919. 

17.  This  doctrine  was  announced  in  the  Symington  MacMne  Cor- 
poration, Case  No.  2512,  decided  by  this  Board  July  21,  1920,  which 
case  on  appeal  to  the  Secretary  of  War  was  by  him  confirmed  on 
the  nth  day  of  January,  1921.  In  that  case  the  Board  in  discussing 
the  merger  of  a  prior  contract  in  a  subsequent  contract  stated ; 

"  It  is  an  elementary  principle  of  the  law  of  contracts  that  where 
there  are  two  or  more  contracts  relating  to  the  same  subject  matter, 
of  progressing  degrees  of  formality,  that  all  of  the  provisions  of 
the  less  formal  contracts  are  merged  in  the  subsequent  and  more 
formal.  As,  for  instance,  the  provisions  of  a  contract  not  under 
seal  are  merged  into  the  subsequent  contract,  with  respect  to  the 
same  subject  matter  but  under  seal."  (Elliott  on  Ccratracts,  VoL 
III,  p.  141;  also  p.  142.) 
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18.  la  the  case  of  Mason  v.  V.  S.,  17  Wall  67,  21  L.  ed.  56,  in 
which  a  contractor  had  a  contract  for  the  manufacture  of  muakets, 
which  contract  was  later  amended,  the  court  said : 

"A  contract  to  manufacture  and  deliver  a  hundred  thousand 
muskets  for  the  TJnit«d  States,  duly  entered  into  but  wholly  unper- 
fonned,  is  abrogated  and  replaced  by  a  new  contract  between  the 
manufacturer  and  the  Government  to  make  and  deliver  a  smaller 
number,  and  any  'claim  the  manufacturer  might,  but  for  the  new 
contract,  have  had  for  the  refusal  of  the  Government  to  take  all  the 
muskets  called  for  in  the  old  contract,  is  extinguished  by  making  and 
performing  the  new  one." 
Aa  was  said  in  Rhodes  v,  Chesapeake,  etc.,  By.  Co.,  49  W.  V.  494 : 
"  If  two  agreements  of .  different  dates,  made  between  the  same 
parties  and  covering  the  same  subject  matter,  are  inconsistent,  the 
one  earlier  in  date  is  impliedly  discharged  by  the  other."  (Clark 
Con.  611.) 

19.  The  claimant  has  completed  its  agreement  in  accordance  with 
the  amendments  of  November  1,  1916,  and  February  1,  1919,  by 
delivering  to  the  United  States  Government  the  material  or  shells 
therein  called-  for  and  has  been  completely  paid  in  accordance  with 
the  terms  of  the  two  amended  contracts  so  that  we  have  a  contract 
that  has  been  completed  by  performance  and  payment,  and  are  there- 
fore confronted  with  the  proposition  that  where  a  formal  contract 
has  been  completed  by  performance  and  payment  the  Secretary  of 
War  has  lost  jurisdiction  to  adjust  or  settle  the  same. 

20.  This  point  is  comprehensively  discussed  by  Col.  Delafield  in  his 
"  Notes  on  Jurisdiction  of  the  Secretary  of  War,"  in  the  following 
language : 

"It  will  be  noted,  however,  that  this  power  of  the  Secretary  of 
War  to  settle  formal  contracts  by  agreement  with  the  contractor 
rests  wholly  upon  the  existence  of  the  contract  itself  and  can  not  be 
exercised  where  the  contract  has  been  fully  executed  by  performance 
by  the  contractor,  or  terminated  by  breach,  expiration  of  the  time  for 
performance,  or  otherwise.  In  such  cases  the  powers  and  functions 
of  the  Secretary  of  War  to  amend  the  contract  have  ceased  and  the 
claims  of  the  parties  are  merely  for  payment  or  for  damages  for  some 
breach  of  the  contract  and  can  only  De  determined  in  the  Department 
of  the  Treasury  (section  368,  U.  S.  Compiled  Statutes)  or  by  a  court 
having  jurisdiction." 

21.  The  Board  of  Contract  Adjustment  has  consistently  refused  to 
grant  claimants  any  relief  where  a  formal  contract,  under  which  they 
were  claiming,  has  been  completed  by  performance  and  payment. 
In  the  case  of  the  Natioivdl  Jiamifaetiiring  Corporation^  Case  No. 
1485,  page  10,  Volume  IV,  part  1,  the  Board  of  Contract  Adjustment 
held: 

"  Where  a  formally  executed  contract  of  the  War  Department  had 
been  terminated,  and  no  question  remains  but  the  adjustment  of 
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unliquidated  damages  claimed  for  under  such  formal  contract,  the 

i'urisdiction  and  power  to  make  such  adjustinent  is  exclusively  in  the 
)ei)artment  of  the  Treasury  (Kev.  Stat.  U.  S.,  236)  or  in  the  courta 
having  ]*urisdictiou." 

The  same  doctrine  was  adhered  to  In  the  cases  of  Mdley  <&  Eelley 
Contraciing  Co.  (CaBe  No.  1473,  Vol.  IV,  part  2,  page  164;  Buffkin 
d!  Oirvin,  Case  No.  2028,  Vol.  IV,  part  2,  page  428 ;  O.  M.  Self,  Case 
No.  ?462,  page  218,  Vol.  IV,  part  3). 

22,  The  Secretary  of  War  is  therefore  without  jurisdiction  to  make 
any  adjustment  of  the  matters  that  the  claimant  here  presents.  Any 
rights  the  claimant  may  have  under  this  contract  can  only  he  de- 
termined by  the  Secretary  of  Treasury  (see  368  IT.  S.  Compiled 
Stats.)  or  by  a  court  having  competent  jurisdiction. 

23.  For  the  foregoing  reasons  all  relief  asked  for  by  the  claimant 
is  denied. 

'  DISEOSmON. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Sheppard  concurring  for  the  Ap- 
peal Section;  Col.  Morrov  concurring  for  the  War  Department 
Claims  Board. 
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Januart  28,  1921. 
Case  No.  S667. 

In  re  CLAUC  OF  THE  A1TT0TBE  CO. 
ON  APPEAL  BEFORE  THE  8ECRBTABT  OF  WAR. 

Tke  Appeal  fcetloa,  Wu  Department  ClAtoi*  Baud,  rendered  ■  deeiilen  in  tUi 
emM  Jnlx  S8, 19S0,  denying  relief.  OlelmaJit  requeited  a  reliearl&r.  tUoIi 
wu  E'*i>t'di  uid,  on  Ooto^er  K,  19S0,  the  Appeal  fieotloii  rendered  another 
deeUion  oonlrminK  it*  former  dealalon. 

GUlmant  appealed  to  tue  Beeretary  of  Wat,  who,  on  Jaauarr  sa,  19SI,  vaeated 
tlie  deelilos  of  the  Appeal  Beotlon  and  dlreeted  that  an  award  be  made 
end  entered  I17  the  Appeal  Section,  War  Department  Olalmi  Board.  (Bee 
Vol.  Vn,  p.  BS,  and  Vol.  TH,  p.  BBS.) 

Upon  consideration  of  the  appeal  and  record  in  the  above-named 
case  I  sm  convinced  that  the  decision  of  the  Appeal  Section  hereto- 
fore made  is  erroneous  and  it  ia  hereby  vacated. 

An  examination  of  the  record  shows  that  the  United  States,  under 
the  Dent  Act,  and  the  conduct  of  the  officers  of  the  Ordnance  De- 
partment, is  required  to  reimburse  claimant  for  balance  due  for  in- 
creased facilities,  and  an  award  accordingly  will  be  made  and 
entered  by  the  Appeal  Section,  War  Department  Claims  Board. 
Newton  D.  Bakeh, 

Secretary  of  War. 
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Febhuabt  4,  1921. 
Case  No.  2667. 

In  re  CLAIX  OF  ATITOTKE  CO. 
tSee  deelaloa  of  Seoretair  o'  Wbt,  ToL  THI,  p.  SU.) 
Capt.  Taylor  writing  the  opinion  of  the  Board. 

Decision  Reversing  Fobmer  Decision, 
findings  of  fact. 

The  Appeal  Section  finds  the  following  to  be  the  facts: 

1.  This  claim  is  presented  under  the  act  of  March  2,  1919.  State- 
ment of  claim,  Form  B,  has  been  filed  under  Purchase,  Storage,  and 
Traffic  Division  Supply  Circular  No.  17,  1919,  for  $4,052.67,  by 
reason  of  an  agreement  alleged  to  have  been  entered  into  between 
claimant  and  the  United  States. 

2.  During  the  summer  and  fall  of  1918  claimant  had  a  number 
of  subcontracts  with  Gray  &  Davis,  of  Boston,  Mass. ;  the  American 
Standard  Metal  I'roducts  Co.,  of  Paulsboro,  N.  J. ;  the  Davis  Sewing 
Machine  Co.,  of  Dayton,  Ohio ;  the  Sterling  Motor  Co.,  of  Brockton, 
Mass.;  and  the  American  Multigraph  Co.,  Cleveland,  Ohio,  all  of 
which,  companies  had  contracts  with  the  Ordnance  Department  for 
the  manufacture  of  Mark  IV  fuzes,  etc.  Claimant  had  contracts 
with  these  companies  to  furnish  safety  casings  for  the  fuzes.  The 
one  with  the  American  Multi^rraph  Co.,  dated  October  2,  1918,  was 
for  500,000  safety  casings  for  fuzes  at  $16  per  thousand,  or  a  total 
of  $8,000.  Claimant  was  unable  to  produce  casings  in  sufficient  tjuan- 
tities.  Maj.  B.  A.  Franklin,  chief  of  the  Bridgeport  district  ord- 
nance office,  and  other  officers  and  representatives  of  that  office,  re- 
peatedly requested  and  urged  claimant  to  purchase  additional  ma- 
chinery and  other  equipment  so  as  to  enable  it  to  increase  its  pro- 
duction. Claimant  complied  with  this  request,  and  purchased  addi 
tional  machinery  and  equipment  to  the  amount  of  about  $12,000. 

3.  Shortly  after  the  armisti'ce  claimant  was  requested  to  suspend 
production  on  all  of  its  subcontracts,  and  this  request  was  com- 
plied with.  Only  93,000  safety  casings  had  been  manufactured  on 
the  order  of  the  American  Multigraph  Co.  for  500,000  cases. 
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4.  The  Bridgeport  district  ordnance  board  proceeded  to  audit  the- 
accounts  and  books  of  claimant,  and  as  the  result  of  this  audit  pro- 
rated among  the  six  prime  contractors  to  whom  claimant  bore  the 
relation  of  subcontractor  the  cost  of  machinery  and  tools  which 
claimant  had  secured  under  the  circumstances  recited  above.  The 
prime  contractors  then  made  claim  against  the  Government  for 
the  respective  items  so  prorated  as  commitments  in  favor  of  claim- 

'  ant.  The  item  prorated  to  the  American  Multigraph  Co.  totaled 
$6^11.86.  These  items  were  considered  by  the  Cleveland  district 
ordpance  board,  which  was  charged  with  the  settlement  of  the  claim' 
of  the  American  Multigraph  Co.  Investigation  showed  that  most 
of  the  special  facilities  included  in  the  claim  were  not  necessary  for 
the  performance  of  the  contract  which  claimant  had  with  th& 
American  Multigraph  Co.  It  also  appeared  that  if  claim  were  al- 
lowed in  full  the  claimant  would  be  paid  more  than  if  it  had  per- 
formed the  contract  by  furnishing  al!  of  the  500,000  casings. 
Accordingly,  the  Cleveland  board  reduced  the  claim  for  special 
facilitiee.  The  total  amount  awarded  to  claimant  was  $2,902.85, 
of  which  amount  $1,034.61  was  to  cover  the  cost  of  the  special  facili- 
ties applicable  to  the  contract  claimant  had  with  the  American  Mul- 
tigraph Co.  All  of  the  claims  filed  with  the  Bridgeport  district 
ordnance  board  were  approved  by  that  board  and  have  been  settled. 
Consequently,  the  amount  expended  by  claimant  for  special  facilities 
which  has  not  been  adjusted  is  the  amount  of  its  claim  against  the 
American  Multigraph  Co.,  $6,811.86,  less  the  amount  allowed  by  the 
Cleveland  district  claims  board,  to  wit,  $2,902.85,  which  makes  a 
balance  etill  unsettled  of  $3,909.01. 

5.  After  tJie  daim  against  the  American  Multi^aph  Co.  had  been 
reduced  by  the  Cleveland  district  claims  board,  claimant  Gled  this 
claim  as  a  class  B  claim  under  the  act  of  March  2, 1919.  The  amount  - 
asked  for  is  $4,052.67. 

6.  The  Board  of  Contract  Adjustment  in  a  decision  dated  October 
14, 1820,  denied  claimant  any  relief,  holding  that  there  was  no  agree- 
ment within  the  purview  of  the  act  of  March  2,  1919.  Claimant 
thereupon  appealed  to  the  Secretary  of  War.  The  Secretary  of  War 
reviewed  the  record,  and  on  January  28,  1921,  issued  the  following 
order : 

"  Upon  consideration  of  the  appeal  and  record  in  the  above-named 
case,  I  am  convinced  that  the  decision  of  the  Appeal  Section  hereto- 
fore made  is  erroneous,  and  it  is  hereby  vacated. 

"An  examination  of  the  record  shows  that  the  United  States,  under 
the  Dent  Act,  and  the  conduct  of  the  officers  of  the  Ordnance  De- 
partment, is  required  to  reimburse  claimant  for  balance  due  for  in- 
creased facilities,  and  an  award  accordingly  will  be  made  and  en- 
tered  by  the  Appeal  Section,  War  Department  Claims  Board." 
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1.  In  accordance  with  the  order  of  the  Secretary  of  War  above 
quoted,  the  Appeal  Section  finds  that  an  informal  agreement  was 
entered  into  between  claimant  and  the  United  States  by  B.  A. 
Franklin,  lieutenant  colonel,  Ordnance  Department,  on  or  about 
October  1, 1918,  by  the  terms  of  which  claimant  was  to  purchase  and 
install  additional  facilities  to  be  used  in  the  manufacture  of  safety 
casings  for  Mark  IV  fuses;  the  claimant  did  purchase  and  install 
said  machinery  and  equipment  at  a  cost  of  approximately  $12,000. 
Due  to  the  termination  of  Uie  war  and  the  suspension  of  production 
of  Mark  IV  fuses  on  Government  contracts,  claimant  was  unable  to 
amortize  the  cost  of  the  special  facilities  purchased  as  above  recited, 
and  there  is,  therefore,  an  implied  obligation  upon  the  United  States 
to  reimburse  claimant  the  cost  of  said  special  facilities.  Reimburse- 
ment has  been  made  in  part,  but  there  still  remains  the  sum  of 
$8,909.01,  for  which  claimant  has  not  been  reimbursed. 

DISPOSITION. 

The  Appeal  Section  will  make  a  statutory  award  in  accordwice 
with  this  decision. 

Lieut.  CoL  McKeeby  and  Capt  Woodfin  concurring  for  the  Appeal 
Saction;  Col.  Morrow  concorring  for  t^e  War  Department  Oainu 
Board. 
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Febkuabt  11, 1921, 
CaM  No.  3059. 

In  re  CLAIK  OF  VXWABX  BUBBEE  CO. 

1.  JUKiIEP  AQBUUHT.— ItaUmenU  aude  hj  k  prMnmneat  oflleei  to  ■  oon- 
tneter  that  ths  XTnlted  SUU«  Sovemntat  wu  badly  In  seed  of  imlKouti 
tad  tlwt  alaliuBt  would  be  given  eootruti  doei  sot  orekte  any  ngttt- 
Mient,  expreii  or  Implied,  tli&t  mvtliorlzei  the  fleoTctary  of  War  to  pay  to 
cUlmaat  any  expenditure!  made  by  It  In  eqolpplns  a  factory  for  tbe 
pnipoie  of  maklsK  ralnooati,  etpeelally  In  view  of  the  (not  that  olaimant 
was  at  the  time  engaged  la  the  manntaatnre  of  ralneoati  tor  the  Onrem- 
ment  and  after  the  equipment  of  the  faotory  rMttfed  addltlanal  oontraoti. 

%  TDUSDICHOM — THAUD. — WheneTcr  a  claim  li  preicnted  to  the  fleoretary  of 
War  for  adjnttment  and  the  erldenoe  ihowi  that  the  tame  li  tainted  with 
trand,  or  a  •otplclon  of  trand,  the  Secretary  of  War  to  entirely  within  hit 
rlKhtt  in  refnilaK  to  take  Juriidlotloa  of  tbe  Hune  (or  the  pvrpAie  of 
deeldlBK  It  npim  Its  merit*. 

Maj.  Fair  writing  the  opinion  of  the  Board. 

FINDINQ8  OF  FAOT. 

'  The  Board  finds  the  following  to  be  the  facts : 

1.  This  is  a  class  B  claim  ia  the  sum  of  $50,000  and  was  forwarded 
to  this  Board  on  the  8th  da;  of  January,  1921,  by  the  War  Depart- 
ment Claims  Board  on  the  theory  that  the  verbal  agreement  alleged 
by  the  claimant  created  a  class  B  claim  and  was  therefore  within 
the  jurisdiction  of  this  section. 

2.  Claimant  was  a  rainooat  manufacturer  and  bad  various  con- 
tracts with  the  United  States  Government.  In  the  late  fall  of  1917 
one  of  its  factories  was  destroyed  by  fire,  and  Mr.  Edward  P, 
Gwillim,  secretary  and  treasurer  of  claimant  company,  came  to  . 
Washington  for  the  purpose  of  arranging  for  additional  contracts, 
and  alleges  that  at  that  time  he  was  told  by  Capt.  Aubrey  W. 
Vaughn  that  his  company  would  be  given  sufficient  contracts  to  ■ 
koep  its  factories  busy  and  that  the  Government  needed  a  great  many 
more  raincoats  than  all  the  manufacturers  could  supply;  that  on  the 
faith  of  this  conversation  claimant  purchased  and  equipped  a  fac- 
tory at  Garfield,  N.  J.,  at  a  cost  of  over  $100,000. 

3.  Claimant  further  alleges  that  after  it  had  started  and  nearly 
completed  the  installation  of  the  machinery  in  its  rubberizing  plant 
at  Garfield,  N.  J.,  its  Mr.  Edward  P.  Gwillim,  on  or  about  the  28th 
day  of  March,  1918,  came  to  Washington,  and  during  a  conference 
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with  Capt.  Vaughn  was  advised  by  him  that  the  War  Department 
had  changed  its  method  of  letting  contracts  and  that  the  same  would 
be  let  by  bid,  and  that  Capt.  Vaughn  advised  him  that  he  Considered 
$6.25  for  the  light  and  $5.76  for  the  heavy  as  a  fair  price,  and  that 
if  the  contractors  bid  too  low  they  would  not  get  any  business,  be- 
cause they  would  not  be  considered  reliable,  and  that  the  said  Mr. 
Gwillim,  believing  something  was  wrong,  submitted  a  bid  at  a  less 
price  than  suggested  by  Capt.  Vaughn,  but  that  when  the  bids  were 
opened  claimant  found  that  it,  along  with  a  great  many  other  manu- 
facturers, had  bid  higher  than  certain  large  manufacturers  of  rain- 
coats, and  that  the  large  manufacturers  liaving  the  lowest  bids  were 
given  contracts,  but  that  the  claimant  company  was  given  nooe, 
tdiough  its  secretary  stated  at  that  time  that  it  would  take  contracts 
for  the  same  figure  as  had  been  awarded  to  the  large  manufacturers, 
and  that  its  Mr.  Gwillim  then  and  there  protested  the  unfair  treat- 
ment it  had  received  and  immediately  started  an  investigation,  the 
result  of  which  was  that  Capt  Vaughn  was  finally  indicted  for 
fraud  in  the  letting  of  the  various  raincoat  contracts. 

4.  Thereafter,  on  the  2l8t  day  of  May,  -1918,  claimant  company 
received  a  proxy  signed  contract,  No.  3379-N,  for  the  manufacture 
of  30,000  heavy.-weight  coats  and  15,000  light-weight  coats,  at  a  total 
contract  price  of  $243,460,  which  claimant  alleges  was  sufficient  <Hily 
for  a  few  weeks'  run  of  its  factory  (Tr.  p.  27),  and  which  would  not 
have  necessitated  the  erection  of  the  factory  at  Garfield,  N.  J.  The 
record  establishes  the  fact  that  claimant  proceeded  to  the  execution 
of  the  contract  in  question  and  that  thereafter  some  one  connected 
with  claimant's  factories  paid  to  a  Government  inspector  by  the  name 
of  Fuller  certain  sums  of  money  that  were  alleged  to  have  been  paid 
for  the  purpose  of  passing  raincoats  that  did  not  comply  with  speci- 
fications. On  the  20th  day  of  August,  1918,  claimant  was  advised 
by  the  contract  branch  of  the  Clothing  and  Equipment  Division  of 
the  Quartermaster  Corps  that  the  raincoat  contract  No.  8379-N  was 
•canceled  and  terminated  in  accordance  with  directions  of  the  Secre- 
tary of  War. 

6.  On  September  7, 1918,  Army  Compulsory  Order  722-BC  (4«48- 
M)  was  issued  to  the  contractor  to  replace  the  original  contract 
This  order  was  terminated  by  the  acc^tance  by  the  contractor  of 
award  1330.  dated  October  27,  1919,  in  the  amount  of  $12,310.27, 
which  award  was  made  by  the  War  Department  Board  of  Appraisers 
and  was  in  full  settlement  of  any  claim  then  existing  or  of  any  that 
might  thereafter  arise  as  a  result  of  the  termination  of  ihe  aforemen- 
tioned order. 

6.  On  the  30th  day  qf  June,  1919,  the  claimant  filed  with  the  War 
Department  Claims  Board  a  claim  in  the  sum  of  $101,660.13,  on  whidi 
claim  the  War  Department  Claims  Board  issued  a  certificate  "C" 
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that  wfi9  later  recalled  and  canceled,  and  the  settlement  hereinbefore 
referred  to  in  paragraph  5  was  made  by  the  Board  of  Appraisers 
and  accepted  by  the  cootractor  in  settlement  of  any  claim  arising 
out  of  the  termination  or  suspension  of  the  said  compulsory  order, 
and  from  a  careful  examination  of  the  files  it  does  not  appear  that 
the  claim  now  presented  before  this  Board  has  ever  been  directly 
passed  upon  by  any  other  board. 

7.  In  the  claim  filed  before- the  War  Department  Claims  Board  on 
the  30th  day  of  June,  1919,  the  claimant  attached  to  his  claim  a  copy 
of  a  letter  alleged  to  have  been  written  on  the  26th  day  of  June,  1919, 
in  which  claimant  asked  for  damages  caused  by  the  Oovemment 
compelling  it  to  vacate  its  premises  on  Ninth  Street,  New  York, 
which  building  it  alleges  was  taken  over  by  the  Government  for  hos- 
pital purposes,  and  in  the  closing  paragraph  of  its  letter  refers  to  the 
Oarfield,  N,  J,,  factory  and  alleges  in  said  letter  that  it  had  spent 
approximately  $100,000  in  completing  the  said  factory,  and  closing 
the  said  letter  by  stating  that  the  GK>vemment  could  have  the  same 
for  what  it  had  cost  it  or  that  it  would  ask  that  the  Government 
allow  it  $50,000  damages.  The  Board  of  Appraisers  did  not  pass 
upon  the  last  contention  of  the  claimant  and  only  dealt  with  the 
amount  that  should  be  allowed  it  by  reason  of  the  termination  of 
the  compulsory  order,  No.  722,  of  September  7, 191S. 

8.  On  the  2d  day  of  December,  1918,  Mr.  Edward  P.  Gwillim,  the 
secretary  and  treasurer  of  claimant  company,  was  indicted  in  the 
Rhode  Island  district  for  violation  of  sections  37  and  39  of  the 
Criminal  Code  "  Bribing  a  Federal  officer  and  conspiracy  to  bribe  a 
Federal  officer,"  and  the  said  indictment  was  disposed  of  on  Monday, 
February  23,  1930,  upon  his  plea  of  "  nollo,"  and  the  court  fined  Mr. 
Gwillim  $1,000. 

9.  Claimant  was  granted  a  bearing  by  the  Board  on  Monday,  the 
31st  da;  of  January,  1921,  at  which  time  its  Mr.  Gwillim  appeared 
without  counsel.  His  presentation  consisted  chiefly  of  an  hysterical 
statement  of  the  wrongs  that  be  alleged  had  been  done  him,  to- 
gether with  the  allegation  that  the  factory  in  question  was  pur- 
chased and  «iuipped  on  the  promise  of  Capt.  Vaughn  to  give  claim- 
ant company  further  and  additional  work  sufficient  to  keep  it  busy 
during  the  progress  of  the  war,  and  the  further  allegation  that  Capt. 
Vaughn  stated  to  him  prior  to  May  24,  1918,  and  prior  to  the  pur- 
chase and  equipment  of  the  factory  in  question  that  the  United 
States  Government  needed  more  raincoats  than  all  the  raincoat  fac- 
tories could  turn  out. 

10.  The  claim  here  presented  is  not  for  any  damage  claimant 
alleges  resulted  to  it  by  reason  of  the  cancellation  of  Contract  No. 
3379,  because  claimant  specifically  stated  at  the  hearing  before  this 
Board  that  he  was  not  claiming  under  the  said  contract   (Tr.  38). 
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bat  is  based  entirely  upon  the  promises  alleged  to  have  been  made 
claimant  by  Capt.  Vaughn  that  it  would  be  given  contracte  to  keep 
it6  lactories  busy. 

DECISION. 

1.  Taking  the  most  favorable  view  of  the  evidence  presented  by 
the  claimant,  as  to  statements  made  to  its  secretary  and  treasurer, 
Mr.  Gvrillim,  and  admitting  for  the  sake  of  argument  only  that  the 
same  is  true,  it  is  the  opinion  of  this  Board  that  the  language  at- 
tributed to  Capt.  Vaughn,  even  if  used  by  him,  created  no  con- 
tractual obligation  between  the  claimant  and  the  United  States 
Government,  nor  establishes  any  agreement,  express  or  implied,  that 
would  justify  this  Board  in  recommending  any  reimbursement  to 
the  claimant  by  reason  of  any  expenditures  that  may  have  been 
made  by  it  in  the  alteration  or  equipment  of  the  factory  at  Gar- 
field, N.  J. 

2.  Not  only  does  this  Board  believe  that  all  relief  should  be  de- 
nied on  the  merits  of  this  case,  but  is  further  of  the  opinion  that,  as 
Mr.  Gwillim,  secretary  and  treasurer  of  the  claimant  company,  has 
been  fined  by  a  Federal  court  of  competent  jurisdiction  for  alleged 
&aud  in  the  performance  of  raincoat  contracts  between  claimant 
company  and  the  United  States  Government,  and  the  claim  here 
presented  is  so  closely  allied  with  the  contract  in  the  performance 
of  which  be  was  accused  of,  and  convicted  of  bribery  of  the  Gov- 
enmient  raincoat  inspector,  charged  with  the  proper  inspection  of 
raincoats  made  under  said  contract,  good  administration  demands 
that  the  Secretary  of  War  should  refuse  to  enter  into  any  negotia- 
tions with  claimant  for  the  purpose  of  attempting  to  decide  the 
said  claim  on  its  merits,  but  should  leave  claimant  to  pursue  any 
remedy  it  may  be  advised  it  has  in  the  Court  of  Claims,  where  such 
matters  are  properly  cognizable. 

3.  For  the  foregoing  reasons  all  relief  asked  for  by  the  claimant 
is  denied. 

wsposmoN. 

A  final  order  denying  relief  will  issue. 

Lieut  Col.  McKeeby  and  Capt,  Sheppard  concurring  for  the  Ap- 
peal Section;  Mr.  Van  Fossan  ciMicurring  for  the  War  Department 
Claims  Board. 


DiB.1izedOyGoO<^lc 


Febeuart  12,  1921. 

Case  Ko.  553. 

In  re  CUJM.  OF  ST.  LonS  IIH  A  BHSET  KBTAL  WOEEZHO  00. 

1.  CLAIM  AXS  DECIBIOK.— ClUm,  ai  amended,  ti  for  flS,2U.61,  and  1(  pr«^ 
MUted  u  a  elan  B  olalm  nnder  the  aet  of  Xaroh  S,  191B.  Claim  wat 
decided  1>7  tbe  Board  of  Contraot  Adjutment  oa  Mareh  18,  1920.  On 
ftppeal  tlie  Becretarj  of  War  rereried  tliat  deoiilon  and  ordned  anotlieT 
hearinr.  On  Ootolier  4,  1980,  the  Appeal  Seotlan  entered  a  decision  again 
desyluK  relief.  Claimant  aiked  for  reoonildeiatlon  of  that  deelilon,  wUek 
wai  panted.  Held,  It  Is  nnneeetur;  to  deotde  wbether  or  not  the  ma- 
terial In  qneitlon  waa  pnrehaied  upon  the  faith  of  an  Informal  agreement, 
a*  the  proof  ihow*  that  oUlnutnt  uied  the  material  In  Iti  commercial 
bnrineu  and  mffered  no  loci  thereon.  Claimant  It  not  entitled  to  relm- 
bnTMmoat  for  prospeetiTC  or  poHible  prollti  It  might  have  made  If  It  had 
bought  material  on  the  market  at  leai  than  the  price  paid  for  the  material 
1b  qneetton.  The  tme  tett  li.  Did  the  coatratitcr  initatn  a  lot*  on  the 
entire  tnuuaetlonl     (Tor  form^  declitoa,  «ee  Tel.  IT,  p,  IM,  and  Tol. 

th,  p.  SIS.) 
Capt.  Taylor  writing  the  opinion  of  tho  Board. 

ON   SECONSmERATlON. 

Tbe  Appeal  Section  finds  tbe  following  to  be  the  facts : 
1.  This  claim  was  filed  on  June  20,  181&,  as  a  class  B  claim  under 
the  act  of  March  2,  1919.  On  February  25,  1920,  a  hearing  was  held 
on  the  claim  before  the  Board  of  Contract  Adjustment,  and  on 
March  15, 1920,  a  decision  was  rendered  denying  claimant  any  relief. 
That  decision  was  based  on  two  grounds,  viz,  (1)  that  there  was  do 
agreement  within  the  purview  of  the  act  of  March  2,  1919,  and  (2) 
that  no  loss  had  been  sustained  by  claimant. 

Claimant  appealed  from  that  decision  to  the  Secretary  of  War, 
who,  on  September  1,  1920,  ordered— 

"  that  the  decision  of  the  Board  of  Contract  Adjustment  be  set  aside 
and  that  the  entire  claim  be  reconsidered  in  the  light  of  the  accom- 
panying recommendations  of  the  special  advisors,  claimant  to  be 
allowed  to  show,  if  it  can,  what  loss  it  actually  sustained." 

The  recommendation  of  one  of  the  special  advisors  is  as  follows : 

"I  recommend  that  the  decision  of  the  Board  be  reversed  and 
the  case  remanded  with  instructions  to  grant  a  rehearing  and  an 

888 
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opportunity  for  claimant  to  show,  if  it  can,  what  losses  it  actually 
sustained." 

The  recommendation  of  the  other  special  advisor  is  as  follows; 

"  I  recommend  that  the  Board  be  left  free  to  make  such  findings 
as  the  entire  evidence  shall  require  with  regard  to  the  terms  of  su«i 
agreement  as  was  entered  into.  In  case  an  agreement  is  found,  it  is, 
of  course,  plain  that  claimant  is  not  entitled  to  compensation  for 
losses  on  material  purchEised  unless  such  purchases  were  made  in 
reliance  on  the  agreement^  were  reasonable  in  amount,  and  were 
Diade  within  a  reasonable  time  after  the  conversation  which  is  relied 
upon  as  the  authority  for  such  purchase,  taking  into  account  all  tJie 
surrounding  circumstances." 

2.  Pursuant  to  the  foregoing  order  of  the  Secretary  of  War  and 
the  recommendations  of  the  special  advisors,  a  second  hearing  was 
had  on  this  claim  on  September  22,  1920,  and  on  October  4,  1920, 
the  Appeal  Section  rendered  another  decision  in  whi<!h  relief  was 
again  denied.  Claimant  has  asked  that  that  decision  be  reconsidered 
on  the  ground  that  it  does  not  conform  to  the  order  of  the  Secretary 
of  War  and  the  recommendations  of  the  special  advisora  A  fur- 
ther hearing  was,  therefore,  granted  claimant  .and  additional  tes- 
timony was  taken  on  January  19^  1921.  The  only  witness  heard 
at  this  time  was  Mr.  Walter  S.  Grant,  assistant  secr^^ry  and  treas- 
urer of  claimant  company. 

3.  The  claim  as  originally  filed  was  for  $11,976.94,  which  repre- 
sents the  alleged  loss  on : 

1,714  pkga.  17  by  24i  ioches,  90  pounds  black  plate  at  $5.65  per  "'t-l-.u,  __,  ~. 
1,720  pkgs.  18i  by  24i  Inches,  90  pounds  black  plate  at  $5.65  per  cwt-J*^  ™*-  * 

16,690  pounds  solder,  at  39,5  cents  per  pound 6, 502. 56 

Freight  on  plate 1,802.73 

also  expense  of  hauling  and  unloading,  insurance,  storage,  and  car- 
rying charges  for  one  month.  At  the  hearing  on  September  2&, 
1920,  the  claimant  added  $1,247.57  as  additional  carrying  charges 
for  seven  months,  making  the  present  amount  of  the  claim  $13,223.51. 

4.  The  claim  is  for  losses  on  tin  plate  and  solder  purchased  in 
excess  of  the  quantity  necessary  to  fill  the  written  orders  for  hard 
bread  cans,  Claimant  alleges  that  this  excess  material  was  pur- 
chased upon  the  faith  of  an  informal  agreement  entered  into  between 
it  and  Lieut.  D.  E.  Graham,  of  the  Subsistence  Division,  office  of  the 
Director  of  Purchase,  on  or  about  June  12, 1918. 

The  evidence  shows  that  as  a  result  of  the  very  great  demand 
for  hard  bread  cans  for  our  forces  in  France  during  the  spring  of 
1918  a  conference  of  tin  can  manufacturers  was  held  at  the  Sherman 
Hotel,  in  Chicago,  on  or  about  June  12,  1918,  This  conference  was 
called  at  the  request  of  Lieut,  Graham,  who  had  instructions  from 
his  superior  ofiicers  to  do  so.    Mr.  C.  F.  Bjanke,  president  of  the 

,,  ,  .  ,Goo';le 
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claimant  company,  attended  this  conference.  Lieat.  Graham  stated 
to  the  representatives  present  that  the  demand  for  hard  bread  cans 
was  practically  unlimited,  and  that  they  were  to  purchase  automatic 
machinery  and  commence  manufacture  of  cans  immediately,  and 
that  written  orders  covering  their  output  would  follow. 

Acting  upon  the  above  instructions,  claimant  purchased  and  in- 
stalled automatic  machinery  as  quickly  as  possible,  placed  large 
orders  for  tin  plate  cut  to  Government  sizes,  and  also  placed  orders 
for  solder  in  large  quantities.  Claimant  received  the  following 
orders  and  contracts  from  the  Government : 

Purchase  order  No.  8447,  dated  July  1, 1918 100,000 

Cflilti-Qct  No.  I3T1.  dated  Sept.  18, 1918 750,000 

Contract  No.  1591,  dated  Sept.  30, 1918 760,000 

Iiifoimal  iwrcbase  order  No.  1878,  dated  Nov.  1, 1918 ^.,  1, 2S0, 000 

Total 2,860,000 

5.  Purchase  order  No.  8447  was  completed  about  September  36, 
1918.  Delivery  on  contract  No.  1371  was  to  begin  on  September  19, 
1918,  and  was  to  be  completed  October  23, 1918.  Due  to  inability  to 
get  machinery  in  operation  on  time,  delivery  on  this  contract  did 
not  begin  until  September  37  and  was  not  completed  until  Novem- 
ber 6.  Delivery  on  contract  No,  1591  was  to  have  begun  on  September 
30  and  was  to  have  been  completed  November  6.  Due  to  the  reasons 
above  stated,  delivery  on  this  contract  did  not  begin  until  November  6 
and  it  was  suspended  about  November  15,  at  which  time  only  316,400 
cans  had  been  manufactured.     Claimant  did  not  get  into  full  pro- 

,  duction  until  about  November  1.  The  capacity  from  about  Novem- 
ber 1  until  November  15  was  25,000  cans  per  day  if  only  a  day  shift 
were  employed  or  50,0(X)  cans  per  day  if  a  day  and  night  shift  were 
employed.  The  total  number  of  cans  delivered  on  all  orders  was 
1,176,043,  No  deliveries  were  made  on  purchase  orders  No.  PO-1873, 
The  production  on  the  uncompleted  portion  of  contract  1591  and  on 
all  of  contract  No.  PO-1873  was  suspended  at  the  request  of  the 
United  States.  Claimant  has  been  reimbursed  for  the  raw  material 
on  hand,  material  in  process,  etc,  not  in  excess  of  the  amount  re- 
quired to  fill  the  specific  contracts  above  mentioned  and  also  for  the 
unamortized  portion  of  the  machinery  purchased  for  the  manufac- 
ture of  hard  bread  cans. 

6.  The  proof  shows  that  when  the  settlement  agreement  on  the 
above  suspended  orders  was  entered  into  as  of  February  1,  1919, 
the  price  of  tin  plate  had  dropped  from  $5.65  per  hundredweight, 
the  price  paid  by  claimant,  to  about  $5  per  hundredweight  and  that 
solder  had  dropped  from  39.5  cents  per  pound  to  29.62  cents  per 
pound.  Tlie  market  price  of  tin  plate  may  have  fallen  to  $4.75  per 
hundredweight  for  a  shoii  time  shortly  after  the  armistice.    The 
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settlement  agreement  allowed  claimant  8S}  per  cent  loes  on  the  tin 
plate  and  25  per  cent  loss  on  the  solder.  The  allowance  for  loss  on 
the  tin  plate  took  into  consideration  the  scrap  which  would  have 
necessarily  resulted  from  cutting  the  GoTemment  tin,  which  was  of 
nnusual  size,  into  sizes  for  oomtuercial  cans. 

7.  Claimant  insists  that  it  should  be  reimbursed  for  this  excess 
mat«nal  upon  the  same  basis  as  it  was  reimbursed  for  the  material 
applicable  to  the  written  orders. 

The  proof  shows  that  the  tin  plate,  for  loss  on  which  this  claim  is 
based,  was  ordered  by  claimant  from  the  Weirton  Steel  Ca  on  Sep- 
tember 30, 1918.  On  November  16, 1918,  claimant  wrote  the  Weirton 
Steel  Co.,  in  substance,  that  owing  to  the  fact  that  the  Government 
had  suspended  its  orders  for  hard  bread  cans  it  was  overstocked  on 
tin  plate  cut  to  Government  size,  and  requested  that  the  tin  plate  on 
the  order  in  question  be  cut  to  commercial  size,  viz,  18J  by  24^  inches  ' 
and  17  by  2+i  inches,  and  that  it  be  finished  in  "  full  finish  "  black 
plate ;  to  which  the  Weirton  Steel  Co.  replied  on  November  18,  1918, 
in  substance,  that  as  the  tin  had  merely  been  rolled  they  would  be 
glad  to  comply  with  claimant's  request.  This  was  accordingly  done, 
and  claimant  used  the  material  in  its  commercial  business.  Mr.  C.  F. 
Blanke,  at  the  hearing  on  February  25,  1920,  testified  that  the  ma- 
terial in  question  was  manufactured  into  commercial  cans  during 
)919,  which  his  company  sold  at  the  market  price,  and  that  his 
company  suffered  no  loss,  but  insisted  that  if  his  company  had  not 
been  stocked  up  with  this  material  it  could  have  purchased  tin  plate 
at  the  market  price  during  that  period,  which  during  a  part  of  the 
time  was  lower  than  what  his  company  paid  for  this  plate.  (Tran- 
script hearing,  Feb.  25, 1920,  pp.  11-12.) 

Mr.  Walter  S.  Grant  testified  at  the  hearing  on  September  22, 
1920,  that  his  company  was  actually  unable  to  use  the  tin  plate  in 
question  in  its  commercial  business  without  considerable  waste  in 
cutting.  He  was  unable  to  say  what  the  waste  amounted  to,  but  was 
of  the  opinion  that  it  was  about  the  same  as  in  the  case  of  Govern- 
ment sizes  when  cut  to  commercial  sizes,  the  only  difference  being 
that  by  letting  it  come  in  black  plate  it  was  possible  to  use  it  much 
sooner  than  if  it  had  come  in  tin  plate. 

8.  At  tlie  hearing  on  January  19, 1921,  Mr.  Grant  testified,  in  sub- 
stance, that  the  commercial  cans  manufactured  from  the  excess  plate 
were  sold  at  $43.50  per  1,000  and  that  the  cost  thereof  was  $46.74  per 
1,000,  making  the  loss  $3.24  per  1,000,  and  that  on  this  basis  the  actual 
loss  on  the  excess  plate  was  $4,916.67.  However,  on  this  basis  of 
calculation  there  is  no  allowance  for  profit  on  labor  or  other  material 
that  went  into  the  cans.  He  further  stated  that  the  selling  price  of 
commercial  cans  manufactured  out  of  the  plate  in  question  was 
determined  by  estimating  the  cost  thereof  on  the  basis  of  the  price 


DECISIONS  APPEAL  SECTION  WAB  DEPARTMENT  CLAIMS  BOARD.    597 

of  commercial  plate  in  1919  and  adding  a  profit  of  7J  per  cent.  He 
further  testified  that  hia  company  did  not  keep  records  showing  the 
actual  cost  of  work  performed,  but  that  in  determining  the  cost  per 
1,000  cans  the  cost  of  labor  and  overhead  was  estimated  and  added  to 
the  cost  of  the  material.  Mr.  Grant  was  not  able  to  give  thefigures  used 
in  arriving  at  the  estimated  cost  of  the  cans  manufactured  out  of  the 
excess  material.  He  wag  therefore  requested  to  furnish  a  statement 
showing  the  items  of  cost  used  in  arriving  at  the  estimated  cost  of 
the  cans  made  from  this  plate.  This  request  has  been  complied  with. 
This  statement  shows  the  estimated  cost  of  commercial  cans  on  the 
basis  of  the  price  of  conunercial  plate  prevailing  in  1919  ($5  per  100 
pounds),  which  is  as  follows: 

Plate  p)uB  freight $16.37 

Labor  and  other  material 5.58 

Overhead  expense  (85  per  cent  of  material  and  labor  cost) 18,64 

Tutal  cost 40. 09 

Profit J 2.91 

Selling  price  per  1,000  cans 48.50 

The  following  is  the  estimated  cost  per  1,000  cans  manufactured  out 
of  the  excess  plate : 

Plate  plus  freight »1B.  11 

Cerrrlng  charge  (being  the  additional  cost  of  plate  on  account  of  holding 

Bomeslx  months  longer  than  average) .78 

Labor  and  other  material .."    5.73 

Overhead  (85  per  cent  of  material  and  lat>or  cost) 21. 78 

Total  cost  per  1,000  cans  that  were  made  out  of  Oovemment  plate...  47. 40 
On  this  basis  of  calculating  the  estimated  cost  of  the  commercial 
cans  manufactured  out  of  the  excess  plate  it  is  quite  dear  that  claim- 
ant did  sustain  a  loss  on  the  excess  plate.  In  other  words,  according 
to  Mr.  Grant,  the  cans  cost  $47.40  per  1,000,  and  claimant  sold  the  cans 
at  $43.50  per  1,000,  which  makes  the  alleged  loss  $3.90  per  1,000.  The 
excess  plate  in  question  was  sufficient  to  manufacture  8^00,000  hard 
bread  cans,  and  claimant  represents  that  1,513,000  commercial  cans 
were  manufactured  out  of  this  plate. 

9.  The  above  basis  of  calculating  the  estimated  cost  of  cans  per 
1,000  is  not  the  correct  basis.  The  error  is  in  basing  the  overhead 
expense  on  the  cost  of  material  and  labor.  Claimant  fixes  overhead 
cost  at  85  per  cent  of  material  and  labor  oost.  The  true  basis  of 
calculating  overhead  is  on  the  basis  of  its  relation  to  labor  cost. 
Claimant  has  furnished  a  statement  showing  the  cost  of  manufac- 
ture and  profit  earned  from  operations  for  the  year  ending  Xovember 
30,  1919,  prepared  by  a  firm  of  public  accountants.  This  statement 
shows  that  the  total  labor  cost  for  1919  was  $155,466.26  and  that  the 
total  overhead  expense  was  $413,793.73.    According  to  these  figures 
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the  overhead  expense  was  266  per  cent  of  the  labor  (Xtst.  Taking 
claiinant's  fibres  as  to  the  cost  of  the  commercial  cans  manufactured 
out  of  the  excess  plate  and  the  cost  of  labor  which  went  into  these 
cans  and  fixing  overhead  expense  at  266  per  cent  of  the  labor  cost,  we 
get  the  following  figures : 

Plata  plus  freight »1».U 

Carrying  charges : .7B 

Labor  and  other  material ', 6.73 

Overhead  (266  per  cent  of  ?B.73) 15. 24 


Undoubtedly  the  above  Is  the  correct  method  of  determining  the 
actual  cost  per  1,000  cans  manufactured  out  of  the  excess  plate  in  ques- 
tion. As  claimant  sold  the  cans  at  $43.50  per  1,000,  no  loss  was  sus- 
tained, hut  on  the  other  hand  there  was  a  substantial  profit. 

The  above  method  of  determining  the  overhead  cost  is  the  method 
which  has  been  uniformly  applied  by  the  War  Department  Claims 
Board  and  the  various  bure'au  boards  in  the  adjustment  of  claims 
against  the  War  Department  and  is  the  method  approved  and  em- 
ployed by  public  accountants  generally.  The  method  employed  by 
claimant  by  which  overhead  cost  is  based  on  the  cost  of  material  plus 
cost  of  labor  is  contrary  to  established  usage  and  practice  and  con- 
trary to  the  method  adopted  by  the  War  Department. 

10.  Mr.  Grant  admitted  that  the  excess  solder  was  used  in  claim- 
ant's epmmercial  business,  and  that  the  cans  it  went  into  were  sold 
at  a  profit,  but  insisted  that  the  profits  would  have  been  greater  if 
solder  had  been  purchased  at  the  price  prevailing  in  1819. 

nEOISION. 

■  1.  In  the  opinion  of  the  Appeal  Section  it  is  lumecesaary  to  deter- 
mine whether  or  not  the  excess  material  involved  in  tbis-claim  was 
purchased  by  claimant  upon  the  faith  of  the  agreement  entered  into 
with  Lieut.  Graham  on  June  12,  1918.  There  was  an  agreement 
entered  into  between  claimant  and  Lieut.  Graham  at  that  time.  By 
the  terms  of  this  agreement  claimant  was  to  purchase  machinery  for 
the  purpose  of  manufacturing  hard  bread  cans.  There  was  an  im- 
plied agreement  that  the  cost  of  this  machinery  was  to  be  amortized 
out  of  profit  to  be  made  on  orders  for  cans  to  be  given.  It  was  also 
agreed  that  claimant  was  to  purchase  raw  material  to  be  manufac- 
tured into  hard  bread  cans.  Just  what  quantity  of  material  claimant 
would  be  justified  in  purchasing  under  the  circumstances  above  re- 
cited is  a  difficult  matter  to  determine.  All  of  the  manufacturers 
were  undoubtedly  given  to  understand  that  the  demand  for  hard 
bread   cans   was   practically   unlimited.     Lieut.   Graham   virtually 
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ordered  claimant -and  the  other  manufacturers  to  purchase  improved 
machinery  and  to  get  into  production  as  quickly  as  possible,  and 
assured  them  that  the  formal  orders  for  cans  would  be  forthcoming. 
Under  these  circumstances,  how  many  cans  could  claimant  reason- 
ably expect  to  receive  orders  for— 5,000,000,  10,000,000?  Would 
claimant  be  justified  in  placing  orders  in  July,  August,  or  September, 
1918,  for  delivery  of  a  large  quantity  of  tin  plate  in  June,  1919?  In 
January,  1920?  There  was,  of  course,  some  limit.  Claimant's  sched- 
ule of  deliveries  shows  that  its  daily  output  was  about  24,000  cans 
during  September,  October,  and  up  to  November,  1918,  at  which 
time  it  got  into  full  production  and  was  able  to  turn  out  approxi- 
mately 50,000  cans  per  day  by  operating,  two  shifts.  The  purchase 
order  given  November  1,  1918,  for  1,250,000  cans  could  probably 
have  been  filled  by  the  end  of  December,  1918.  Claimant  would 
then  have  been  ready  for  another  order,  for  which  it  had  the  material 
m  question,  sufficient  foi-  2,200,000  cans,  already  purchased.  Un- 
doubtedly claimant's  officers  acted  according  to  their  best  judgment 
in  ordering  the  material  in  question.  They  fully  expected  to  receive 
an  order  which  would  require  this  material. 

Whether  or  not  claimant  actually  received  orders  for  cans  in  suffi- 
cient quantities  to  satisfy  its  reasonable  expectations  is  a  difficult 
question  to  decide.  But  in  view  of  the  fact  that  claimant  has  used 
the  excess  material  in  its  commercial  business  and  has  been  able  to 
dispose  of  all  of  it,  and  is  unable  to  show  that  it  suifered  a  loss,  it  is 
the  opinion  of  the  Appeal  Section  that  claimant  is  not  entitled  to  any 
relief. 

2.  The  purpose  and  intent  of  the  act  of  March  2,  1919,  was  to 
authorize  the  Secretary  of  War  to  adjust  informal  contracts  on  a 
basis  that  would  result  in  no  loss  to  a  contractor  who  had  made 
expenditures  or  incurred  obligations  upon  the  faith  of  a  contract 
with  the  ITnited  States.  No  prospective  or  possible  profits  were  to 
be  allowed.  The  act  does  not  say  aa  of  what  date  settlement  shall  be 
made.  In  the  settlement  for  the  material  applicable  to  the  contracts 
which  claimant  actually  received,  claimant  was  allowed  33J  per  cent 
loss  on  the  tin  plate  and  25  per  cent  loss  on  the  solder.  This  settle- 
ment vFas  made  on  the  basis  of  prices  prevailing  aa  of  February  1, 
1919.  When  a  contractor  holds  the  material  which  had  been  pur- 
chased to  apply  on  a  Government  contract,  and  is  able  to  use  it  and 
dispose  of  it  in  its  commercial  business  and  suffers  no  loss  thereon, 
the  contractor  can  not  insist  on  a  settlement  on  the  theory  that  he 
could  have  purchased  the  same  material  during  the  time  it  was  used 
at  a  much  lower  price  than  was  actually  paid.  The  true  test  is,  Did 
the  contractor  sustain  a  loss  on  the  entire  transaction?  If  he  did, 
he  should  be  reimbursed  to  the  extent  of  that  loss.    He  can  not  be 
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reimbursed  the  prospective  or  possible  profits  he  might  have  made 
if  he  had  bought  the  material  at  a  lower  price. 

In  the  present  case  the  Appeal  Section  finds  that  claimant  was  able 
to  use  the  excess  material  in  its  commercial  business  and  suffered  no 
toss  thereon.    Consequently  it  is  not  entitled  to  any  reimbursement. 

DISPOSITION. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Appeal 
Section ;  Mr.  Van  Fossan  concurring  for  the  War  Department  Claims 
Board. 
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Feuruahy  18,  1921. 
Case  No.  3007. 
In  re  CLAIM  OF  EABST  F.  HARIt. 

1.  nrBSTITirnOH  of  WOKZ  iraSEB  a  COHTBACT.— Where  a  cUimant  hai  a 
tornally  exeonted  oontraot  to  eonstmct  eertaln  roada  whlob  are  ihown  on 
the  renoral  antborlEatloii  for  road  oonstmatlon  at  a  United  States  Army 
oantonmeat,  and  while  lo  tngngai  upon  the  oonitiDctloii  work  li  directed 
hy  the  eamp  conitriietlnK  qnartermuteT  to  bolld  an  emeiYency  road,  or 
one  not  eoutemplated  onder  the  original  contraot,  and  where  the  contractor 
compllei  with  the  Initmotlont  of  the  camp  quartermaster  and  eompletei 
the  emersenay  roadway,  and  Uter,  because  the  funds  appropilHted  to  the 
work  under  tbe  contract  baTlng  become  ezhaaited,  two  of  the  anthorlaed 
road  projects  are  abandoned,  the  eraerKenoy  roadway  will  be  oonildered  aa 
having  been  sabstitnted  In  lien  of  tbe  abandoned  anthorlied  road  projects, 
and  the  oontraotor  1*  not  entitled  to  reoefve  a  fee  nnder  these  condition* 
greater  than  that  stipulated  In  his  formal  eontract 

S.  CLAXX  AITD  DECXSIOH.— Tbls  Is  a  Claim  filed  under  0.  0.  103  tot  91,621.73, 
ffrowlDK  oat  of  the  constmctlon  of  an  emerKenoy  roadway.  Held,  claim- 
ant not  entitled  to  rellel 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

FINDIN03  or  TAUT. 

1.  This  claim  for  $1,621.73  comes  to  the  Appeal  Section,  AVar  De- 
partment Clnims  Board,  on  appeal  under  the  provisions  of  G.  O. 
103,  War  Department,  1918,  and  is  presented  by  Harry  F.  Hann, 
prime  contractor,  for  and  on  behalf  of  Simmons,  Hartenstein  & 
Whitton  (Inc.),  of  Charlotte,  N.  C,  subcontractor.  The  claim  was 
in  the  lirst  instance  presented  to  the  supervising  constructing  quar- 
termaster at  Camp  Jackson,  Columbia,  S.  C,  in  the  month  of  May, 
1919,  by  the  firm  of  Simmons,  Hartenstein  &  Whitton  (Inc.)  and 
was  disallowed.  On  May  27,  1920,  it  was  presented  to  the  War 
Department  Board  of  Contract  Adjustment  on  petition  Form  B  in 
the  name  of  the  above-styled  firm,  as  a  claim  arising  under  the  act 
of  March  2,  1919. 

2.  On  June  24,  1920,  a  hearing  was  had  before  the  Board  of 
Contract  Adjustment  on  the  matters  involved  in  the  instant  case. 
It  appears  that  the  firm  was  not  correctly  advised  as  to  the  proper 
method  of  procedure  in  the  presentation  of  its  claim,  and  for  that 
reason  forwarded  the  claim  to  the  Board  of  Contract  Adjustment  in 
its  own  name  when,  as  a  matter  of  fact,  and  in  strict  accordance 
with  the  procedure  governing  the  presentation  of  claims  of  this 
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character,  it  should  have  been  presented  through  Harry  F.  Hami, 
the  prime  contractor  for  the  construction  work  at  Camp  Jackson, 
Columbia,  S.  C.  By  its  decision  of  August  16,  1920,  the  Board  of 
Contract  Adjustment  held  that,  inasmuch  as  the  claim  then  pre- 
sented arose  by  virtue  of  the  relationship  existing  between  Sim- 
mons, Hartenstein  &  Whitton  (Inc.)  and  Harry  F.  Hann,  as  sub- 
contractor to  the  prime  contractor,  and  there  being  no  privity  of 
contract  between  Simmons,  Hartenstein  &  Whitton  (Inc.)  and  the 
United  States,  and  for  the  further  reason  that  the  claim  had  not  been 
presented  in  the  manner  provided  for  in  section  4  of  the  act  ap- 
proved March  2,  1919,  the  Board  was  therefore  without  jurisdiction 
and  relief  prayed  for  was  denied. 

3.  The  claim  was  thereafter,  on  September  21,  1920,  presented 
to  the  War  Department  Claims  Board,  Appeal  Section,  under 
G.  O.  103,  W.  D.,  1918,  in  the  name  of  Harry  F.  Hann,  prime  con- 
tractor for  and  on  behalf  of  Simmons,  Hartenstein  &  Whitton  (Inc.), 
subcontractor,  and  is  one  which  arises  under  the  following  cir- 
cumstances : 

4.  On  or  about  the  20th  day  of  February,  1918,  the  United  States 
entered  into  a  formally  executed  contract  with  Harry  F,  Hann  for 
the  construction  of  certain  additions  to  the  general  hospital  at  Camp 
Jackson.  Columbia,  S.  C.  Thereafter  on  September  17, 1918,  the  said 
Harry  F,  Hann  contracted  with  the  firm  of  Sinmions,  Hartenstein 
&  IMiitton  (Inc.).  which  contract  was  reduced  to  writing  and  was 
apprnved  by  Walter  M.  Crunden,  captain,  Q.  M.  C,  constructing 
quartermaster  at  Camp  Jackson,  on  the  2.3d  day  of  October,  1918. 
This  contract  contained  the  following  provision : 

"I.  The  subcontractor  shall  in  the  sliortest  possible  time  fumisli 
the  labor,  materials,  tools,  machinery,  equipment,  facilities,  and 
BOpplies,  and  do  all  things  necessary  for  the  construction  and  comple- 
tion of  the  following  work:  At  Camp  Jackson,  Columbia.  S.  C, 
roadways  {italics  are  ours)  at  6th  National  Army  Cantonment," 
and 

"  VI.  The  subcontractor  shall  be  reimbursed  by  the  contractor  in 
the  manner  and  for  the  items  set  out  in  Article  II  of  the  principal 
contract  hereinabove  incorporated  (except  that  no  part  of  this  con- 
tract may  be  sublet),  for  such  of  its  actual  expenditures  in  the  per- 
formance of  the  work  designated  in  Article  I  hereof  as  may  be 
approved  or  ratified  by  the  contracting  officer;  and  in  addition 
thereto,  as  full  compensation  for  the  services  of  the  subcontractor, 
including  profit  and  all  general  or  overhead  expenses,  the  contractor 
Bhall  pay  to  the  subcontractor  such  sum  as  the  contracting  officer 
may  approve  and  allow  the  contractor,  according  to  the  schedule 
of  fees  contained  in  the  principal  contract  for  a  fee  upon  the  work 
hereby  included :  Provided,  however,  That  the  amount  of  fee  to  be 
paid  by  the  contractor  to  the  subcontractor  shall  be  fixed  according 
to  the  schedule  contained  in  Article  III  of  the  principal  contract 
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hereto  attached,  and  shall  not  exceed  the  fee  irhich  under  said 
schedule  would  be  allowed  a  contractor  for  the  work  included  if 
said  work  had  been  done  under  a  direct  and  separate  contract. 
The  provisions  of  the  principal  contract  shall  govern  the  manner 
and  time  of  determining  the  amount  to  be  paid  to  the  subcontractor 
if  and  when  the  same  shall  have  been  determined,  allowed,  and  actu- 
ally paid  by  the  contracting  officer  to  the  contractor,  but  the  total  fee 
to  the  auicontractor  hereunder  ahtdl  not  exceed  $8,500.00."  {ItaUea 
are  ours.) 

The  roadways  at  Camp  Jackson  were  to  be  constructed  under  the 
following  official  authorization : 

[Offldal  authorization.] 

Enoineerinq  Branch,  Constrdction  Division, 

M'ashirtffton,  D.  C,  Augu«t  2S,  1918. 
To  Members  of  all  Branches  : 

Project  symbol  No.  2008-23,  "  Camp  Jackson." 

1.  In  accordance  with  the  approval  of  the  Assistant  Secretary  of 
War,  under  date  of  August  IS;  1918  (copy  of  which  is  hereto  at- 
tached), you  are  hereby  authorized  to  construct  the  roads  at  Camp 
Jackson,  S.  C,  as  outlined  in  the  following  projects : 

(«)  Project  1 :  Road  to  the  truck  scale ;  300  feet  in  length ;  type, 
16- foot  concrete. 

(b)  Project  2:  Eoad  to  the  gasoline  filling  station;  400  feet  in 
length;  type,  16- foot  concrete. 

(c)  Project  3:  Road  connecting  old  and  new  warehouses  and  re- 
frigerating plant;  1.700  feet  in  length;  type.  16-foot  concrete. 

{il)  Project  4:  Additional  width  of  12  feet  to  old  warehouse 
roads,  2,800  feet  in  length. 

(e)  Projects  5  and  C:  Crossroads  connecting  main  roads  of  the 
camp;  7,290  feet  in  length;  type,  16-foot  concrete. 

{/)  Project  7:  Roads  to  and  around  the  base  hospital.  A  sum 
has  been  appropriated  for  a  part  of  this  work.  The  original  dis- 
tance was  given  as  1.1  miles  and  the  correct  distance  is  1.9  miles; 
therefore,  the  eight-tenths  mile  of  this  road  is  to  be  constructed. 
This  road  is  to  be  a  16-foot  concrete  road. 

{ff)  Project  8:  Boad  around  the  new  warehouses  and  grain  eleva- 
tor, 3,400  feet  in  length,  1,800  feet  of  which  is  to  be  of  30-foot  con- 
crete and  the  remainder  to  be  of  16-foot  concrete. 

(h)  Project  9:  Road  to  and  around  the  laundry  to  be  constructed 
of  16-foot  concrete. 

{i)  Project  10:  Roads  around  remount  headquarters,  approximately 
1,800  feet  in  length  and  type  IC-foot  sand  clay. 

i:.i,rcd.iyG00<^IC 
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(j)  Project  11 :  Koads  around  the  inner  and  outer  circle  connecting 
with  the  existing  boulevard  approximately  2,700  feet  in  length  and 
type  16-foot  sand  clay. 

2.  The  estimated  cost  is ; 

(7)  R.  W.  W.  &  D.  t  y.  1919 $110,000 

(9)  C.  &  it.  of  H.  f.  y.  1919 18, 000 


Total 128, 000 

3,  This  road  construction  is  to  be  done  by  the  Construction  Divi- 
sion in  the  regular  manner  from  funds  "  K.  W.  W.  &  D, "  1919,  and 
*'  C.  &  B.  of  H.,"  1919,  now  available. 

H.  S.  French, 
Atajor^  Quartermaster  C<yrpg. 
HSF:TWN:JHN 

Certified  a  true  copy. 

J.  H.  OSTERMAN, 

Captain^  Quttrtermaater  Corps. 

The  subcontractor  under  the  terms  and  provisions  of  his  contract 
with  tlie  prime  contractor  was  to  receive  as  a  fee  GJ  per  cent  of  the 
total  amount  expended  in  the  construction  of  these  roadways. 

6.  While  the  fjeneral  construction  work  waw  in  progress  an  emer- 
gency arose  whereby  it  was  found  neiessiiry  by  tlie  constructing  quar- 
termaster to  build  a  temporary  roadway  through  certain  portions 
of  the  camp  site  in  order  that  the  materials  could  be  hauled  to  the 
proposed  site  of  the  camp  hospital.  A  conference  was  held  con- 
cerning this  emergency  roadway  between  Capt.  Joseph  E.  Brown, 
assistant  camp  constructing  quartermaster,  Harry  K.  Hann,  prime 
contractor,  and  the  representative  of  Simmons,  Hartenstein  &  Whit- 
ton  (Inc.),  subcontractor.  As  a  result  of  this  conference  and  under 
the  direction  of  Capt.  Brown  the  subcontractor  suspended  the  au- 
thorized road  work  and  directed  its  attention  to  building  the  emer- 
gency road.  After  this  road  had  been  completed  the  subcontractor 
again  directed  its  attention  to  the  authorized  roadway  projects. 

6,  Before  ail  of  the  roads,  as  shown  under  the  official  authorization, 
were  completed  the  appropriation  therefor  was  exhausted,  conse- 
quently certain  of  the  proposed  roadways  were  abandoned  and  the 
subcontractor  performed  no  additional  work  under  its  contract.  All 
construction  work  on  Camp  Jackson  was  suspended  on  April  22, 
1919.  The  claimant  here  has  been  paid  for  the  account  of  the  sub- 
contractors, as  follows: 
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Final  tetttement  accounU—Slatement  F-2. 

Additions  to  ho^ltal,  etc.,  Camp  Jackson,  S.  C,  May  19,  1919. 

Harry  F.  Hann,  contractor. 

Date  of  contract,  February  20,  1918. 

Tlilrd  e<lltlon,  emcrjn'ncy. 

Siippt.  contract  dated  Seplcoiber  24, 1918. 

PAYUtnTS    TO    OBNEBAL    CONTRACTOR    FOR    ACCOl'ST    OP     8 IJIICO  STB  ACTORS. 

Siramons,  Hortenstein  &  Whltton  (luc),  subcontractors. 

Date  of  subcontract,  September  17,  1918.     Roadways   (included  In  item  3, 
sheet  E ) . 

Maximum  fee,  S8,500. 
Total  payments  to  general  contractor  for  account  of  subcontractor, 

except   fee ; S144,  GOT.  02 

I*ss  nonfee  Items 120.98 


144. 480. 04 


Material  piir<'hnsed  by  United  States  Government  and  used  on  this 
project  by  subcontractor  on  wh:ch  subcoutroctor  is  entitled  to 
fee  (statement  (i.  Item  2) 1,05.1.™ 

Connu:.«sary  <ledurtlon8  made  fnim  subcontractor's  pay  rolls  on 

which  subcontractor  is  entitled  to  fee 9,  rwyi,  32 


ir..'">.718.86 

8.  rnw.  00 


I.esa  direct  Government  purchases 51,  BSS.  50 

I,ess  commissary  de<luctlons B.  SST).  32 

I.esfl  fees  earned  but  un]>aid 4,9r' 


104,  218.  S 


16, 174. 90 
148. 043. 96 

7.  On  October  29,  1920,  the  War  Department  Claims  Board,  Ap- 
peal Section,  by  its  decision  held  that — 

"  Inasmuch  as  the  construction  of  the  roadway  at  Camp  Jackson 
was  performed  under  authorization  and  direction  of  the  camp  con- 
structing quartermaster.  Camp  Jackson,  S.  C,  and  that  the  same  has 
been  accepted  by  the  United  States,  there  is  a  valid  and  subsisting 
obligation  resting  upon  the  United  States  to  pay  Harry  F.  Hann, 
the  prime  contractor,  that  amount  which  is  due  to  the  firm  of  Sim- 
mons, Hartenstein  &  Whitton  (Inc.).  subcontractor,  as  a  fee  for  the 
construction  of  the  emergency  roadway." 

8,  The  claim  has  been  returned  to  the  Appeal  Section  pursuant  to 
a  memorandum  of  the  Claims  Board,  Construction  Service,  request- 
ing "  that  the  Appeal  Section,  War  Department  Claims  Board,  recon- 
sider its  decision."  Attached  to  this  memorandum  is  a  certified  copy 
of  the  otficial  authorization  of  the  engineering  branch,  Construction 
Division,  also  a  statement  which  it  designated  "  Final  settlement 
account,  Statement  F-2  "  had  with  Harry  F.  Hann,  contractor,  for 
additions  to  the  hospital  at  Camp  Jackson,  Columbia,  S.  C,  which 
have  hereinbefore  in  these  findings  of  fact  been  set  out.  A  further 
hearing  responsive  to  the  request  of  the  Construction  Claims  Board 
was  held  on  February  1,  1921,  at  which  hearing  claimant  was  pres- 

,,  ,  .  ,Goo';le 
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ent  and  gave  additional  testimony.  The  Appeal  Section,  War 
Department  Claims  Board,  in  its  present  consideration  of  the  matters 
in  issue  has  thoroughly  reviewed  all  of  the  testimony  heretofore 
taken  and  has  considered  all  the  papers  and  evidence  of  a  docu- 
mentary nature  filed  in  this  behalf,  and  it  is  upon  this  that  the 
following  decision  is  based. 


1.  From  an  inspection  of  Paragraph  VI  of  the  subcontract  set  out 
in  the  findings  of  fact  it  will  be  observed  that  the  total  amount  to  be 
paid  the  subcontractor  as  a  fee  for  any  and  all  work  to  be  performed 
under  the  terms  of  the  contract  was  not  to  exceed  $8,500.  From  the 
final  settlement  accounts,  Statement  F-2,  it  appears  that  the. prime 
contractor  has  been  paid  for  the  account  of  the  subcontractor  the 
maximum  amount  provided  for  in  Paragraph  VI  of  the  subcontract. 

2.  It  is  the  contention  of  the  claimant  that  it  is  entitled  to  the 
amount  here  claimed  for,  as  an  additional  fee,  beyond  the  maximum 
amount  stipulated  in  the  paragraph  above  referred  to,  because  the 
roadway  in  question  was  an  emergency  proposition  and  not  contem- 
platetl  by  either  the  prime  or  subcontractor  at  the  tinpe  of  the  exe- 
cution of  the  original  contract  with  the  United  States.  This  posi- 
tion might  be  tenable  if  a  different  state  of  facts  existed  from  those 
here  pi-esented.  It  is  conceivable  that  if  roadways  additional  to 
those  designated  in  the  authorization  were  constructbd.  and  the  sub- 
contractor was  called  upon  to  construct  them,  then,  imder  those  cir- 
cumstances, there  might  l>e  created  a  situation  such  as  would  entitle 
the  contractor  to  an  extra  fee.  But  fi-om  tlie  facts  and  riivum- 
Mances,  which  we  liave  gleaned  from  the  T'other  voluminous  mass  of 
testimony,  it  appears  to  us  that  when  the  subcontractor  executed 
the  contract  it  obligated  itself  to  build  roads,  the  cost  of  which  would 
l)e  so  many  thousands  of  dollai-s.  It  would  make  no  ditrcrencc  to 
the  suliscontractor,  if  it  were  called  upon  to  construct  1  road  or  100 
roails,  if  the  amount  expended  in  and  about  such  road  construction 
did  not  exceed  the  maximum  amount  which  he  would  be  called  upon 
to  expend.  In  other  words,  admitting  for  the  purpose  of  argument 
that  this  roadway,  which  is  the  basis  for  the  present  claim,  was  not 
ode  which  was  contemplated  at  the  time  of  the  execution  of  the 
original  contract,  and  was,  in  fact,  an  emergency  road,  would  it 
make  any  difference  to  the  subcontractor  where  or  under  what  con- 
ditions it  expended  its  money  so  long  as  the  amount  it  was  forced 
to  spend  was  within  the  limitations  as  provided  for  in  the  contract? 
We  can  not  .see  how  the  subcontractor  could  possibly  l)e  affected  bv 
such  a  situation.  In  this  case  the  subcontractor  has  not  been  called 
upon  the  make  an  expenditure  greater  than  that  which  was  origi- 
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nally  provided  for  in  the  contract.  The  cost  of  the  emergency  road- 
way was  approximately  $26,000,  this  expenditure  decreased  the  orig- 
inal amount  of  the  road  appropriation  at  Camp  Jackson  to  such  an 
extent  that  some  two  or  three  of  the  authorized  road  projects  were 
abandoned,  because  of  the  lack  of  funds  It,  therefore,  may  be  said 
that  the  emergency  roadway  was,  in  effect,  substituted  for  and  in 
the  place  of  the  authorized  roadways  so  abandoned. 

3.  We  are  convinced  that  the  subcontractor  has  done  nothing  more 
than  that  which  it  might  have  been  reasonably  called  upon  to  do, 
it  has  expended  no  greater  amount  of  money  and  has  performed  no 
service  to  the  tiovemment  beyond  that  contempIat«d  in  its  contract, 
and  for  all  things  done  and  all  services  rendered  the  subcontractor 
has  been  paid  the  maximum  amount  allowable  under  its  contract. 
For  the  foregoing  reasons  we  are  of  the  opinion,  and  so  hold,  that 
the  subcontractor  is  not  entitled  to  the  fee  here  claimed  for. 

4.  The  former  decision  of  this  Board,  approved  October  29,  1920, 
is  hereby  vacated,  set  aside,  and  held  for  naught,  and  the  relief 
prayed  for  in  claimant's  petition  is  hereby  denied. 

DISPOSITION. 

The  War  Department  Claims  Board,  Appeal  Section,  will  enter  a 
final  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Ap- 
peal Section;  Mr.  Van  Fossan  concurring  for  the  War  Department 
Claims  Board. 
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Febbuaby  19, 1921. 
Case  No.  3029. 

In  re  CLADI  Of  WIDEN-LOBD  TAJINIHQ  CO. 

1.  mFOSMAL  AQREEIEEIIT. — Where  a  eontracter  la.  adrlieO  by  an  agent  ui 
the  Beoretaiy  of  War  that  the  Ooveninient  will  accept  all  bark-tanned 
leather  inannfaotnied  by  the  eontraotor,  special  fadlitlca  being  contem- 
plated by  both  parties,  and  the  eontraotor  therenpon  eqnlps  a  plant  anl 
manofacinrei  bark-tanned  leather,  the  Oovernment  li  obligated  under  the 
act  of  March  S,  1919,  to  compensate  the  contractor  for  Its  loisea  In  mann- 
faoturing  the  leather. 

S.  CUZX  AND  DECISION.— Claim  for  |19,B81.B8,  under  the  act  of  Karoh  S,  1919. 
for  mannfactnrlnc  bark-tanned  leather.  Held,  claimant  Is  entitled  to 
reooTcry. 

Capt.  Miller  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  claim  was  decided  by  the  War  Department  Board  of 
Contract  Adjustment  in  an  opinion  adverse  to  claimant  on  May  S, 
1920,  reported  in  Volume  V,  part  1,  page  265,  as  case  No.  150-C-1528. 
whereupon  claimant  appealed  the  entire  matter  to  the  Secretary  of 
War. 

2.  On  November  1,  1920,  the  Secretary  of  War  remanded  the 
claim  to  the  Appeal  Section,  War  Department  Claims  Board,  with 
the  following  order  for  further  proceedings : 

"Upon  consideration  of  the  record  in  this  matter,  and  in  ac- 
cordance with  the  accompaiiyinfT  recommendation,  it  is  directed  that 
the  papers  be  returned  to  the  War  Department  C'laims  Board  for 
recommendation  by  the  standing  committee  with  regard  to  granting 
a  rehearing. 

"  Newton  D.  Bakes, 
"  Secretary  of  War." 

.3.  At  a  meeting  of  the  standing  committee.  War  Department 
Claims  Board,  held  November  9,  1920,  a  motion  was  made  and  car- 
ried that  the  case  be  returned  to  the  Appeal  Section  with  direction 
to  reopen  same,  giving  to  claimant  permission  to  amend  its  claim  so 
that  it  could  be  heard  by  the  Appeal  Section  "  as  to  loss  or  damage  on 
the  making  of  bark  tanned  leather." 
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4.  The  original  claim  covered  losses  incurred  in  manufacturing 
chrome  upper  leather.  The  claim,  as  now  amended,  consists  o{  - 
$7,461.68,  as  compensation  for  losses  incurred  in  tlie  preparation  of 
special  facilities  to  manufacture  bark  tanned  leather,  and  $8,200  as 
losses  sustained  in  the  actual  manufacture  of  bark  tanned  leather,  a 
total  of  $1$,681.68. 

5.  On  or  about  April  28,  1918,  Capt.  James  J.  O'Neil,  of  the  hide 
and  leather  control  branch,  Quartermaster  General's'  Department, 
visited  Mr.  Peter  Widen,  president  of  claimant  company,  and  urged 
him  to  make  bark  tanned  leather  for  the  Government,  stating  to  Mr. 
Widen,  according  to  Capt.  O'Neil's  testimony,  "  that  if  he  made  these 
bends,  fitted  to  Government  specifications,  that  the  Government  would 
guarantee  to  take  every  one  of  them."  Mr.  Widen  has  testified  that 
^apt.  O'Neil,  upon  being  informed  that  claimant  would  require  a 
new  plant  in  order  to  produce  this  leather,  instructed  Mr.  Widen  to 
proceed  with  the  new  venture  involving  the  equipping  of  a  new 
plant  at  Peabody,  Mass.,  while  Capt,  O'Neil  stated  that  he  expected 
all  manufacturers  to  incur  expenses  in  preparing  to  manufacture  the 
bark  bends,  including  the  purchase  of  certain  facilities,  but  did  not 
recall  the  specific  conversation  with  Mr.  Widen  concerning  special 
facilities. 

6.  The  evidence  shows  that  although  claimant  was  not  a  manu- 
facturer of  bark  bends  in  its  regular  course  of  business,  it,  relying 
upon  this  oral  agreement  and  the  assurances  of  Capt.  O'Neil,  im- 
mediately set  to  work  and  procured  a  plant  at  Peabody,  Mass., 
adapted  to  the  purpose  desired,  purchased  machinery  and  material, 
and  set  the  plant  up  as  a  tannery  suitable  for  the  manufacture  of 
bark  bends. 

7.  The  claimant  received  notice  from  the  Government  to  cease 
making  this  kind  and  quality  of  leather  on  June  20,  1918,  and  upon 
complying  with  the  same,  had  left  on  hand,  manufactured  or  in  pro- 
cess, 1,200  bends  for  which  there  was  no  commercial  market.  These 
baric  bends  were  thereupon,  at  the  request  of  the  Government,  re- 
processed, turned  into  chrome  retanned  chocolate  grain  finished 
upper  leather  and  sold  to  the  civilian  trade  at  a  loss  of  40  per 
cent  of  the  cost  of  manufacture.  Claimant  estimates  that  it  saved  the 
Government  80  per  cent  of  the  lo=fS  through  reprocessing  the  1,200 
bends. 


1.  In  accordance  with  the  action  of  the  standing  committee  of  the 
War  Department  Claims  Board  as  above  set  forth,  the  decision  of 
the  War  Department  Board  of  Contract  Adjustment,  dated  May  8, 
1920,  denying  relief,  is  hereby  vacated  and  set  aside. 
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2.  The  evidence  shows  that  an  oral  agreement  was  entered  into 
.    between  Capt.  James  J.  O'Neil,  Quartermaster  Corps,  and  claimant 

on  April  28, 1918,  wherein  the  Government  agreed  to  take  from  claim- 
ant all  the  bark  tanned  bends  manufactured  by  claimant,  and  ob- 
ligated itself  to  pay  to  claimant  all  expenses  incurred  in  mannfac- 
turing  such  bark  tanned  bends,  including  the  purchase  of  special 
facilities  required  in  such  work.  This  agreemaent  comes  within  the 
purview  of  the  act  of  March  2,  1918, 

3.  However,  the  item  of  rent  can  be  allowed  only  so  far  as  to  in- 
clude the  period  from  April  28,  1918,  to  August  30,  ldl6,  inclusive, 
at  the  rate  of  $75  per  month,  in  view  of  the  fact  that  the  plant  was 
used  for  other  purposes  after  the  latter  date. 

4.  The  item  for  services  of  Peter  J.  ^Viden  for  $1,000  for  time  ex- 
pended by  him  in  setting  up  plant  between  April  11,  1918,  and  June 
20,  1918,  is  disallowed.  The  testimony  of  Mr.  Widen  was  that  this 
represented  no  additional  compensation  paid  him  by  his  company, 
but  that  he  I'eceived  the  same  salary  before  and  during  the  fitting 
up  of  the  Peabody  plant,  and  that  the  time  spent  by  him  there  was 
in  addition  to  his  regular  duties  at  the  Danvers  plant.  The  item  of 
services  of  C.  Carlson,  master  mechanic,  for  work  in  setting  up 
plant  from  April  11,  1918,  to  June  20,  1918,  stands  in  the  direct  con- 
verse of  the  item  of  Mr.  Widen's  services,  in  that  it  was  actual 
money  paid  out  for  this  particular  job  and  was  an  additional  ex- 
pense to  the  claimant.  This  item  is  allowed  from  the  period  from 
April  28,  1918,  to  June  20,  1918. 

5.  The  claimant  is  entitled  to  recover  the  loss  incurred  in  the  ac- 
tual manufacture  of  the  1.200  bark  bends,  this  loss  being  determined 
through  deducting  tlie  value  of  the  chrome  retanned  leather  from 
the  cost  of  manufacturing  the  1,200  bark  bends  plus  the  cost  of 
transforming  these  bends  into  chrome  retanned  leather. 

6.  The  other  items  of  expense  are  allowed,  in  so  far  as  they  repre- 
sent expenditures  made  and  obligations  incurred  between  April  28, 
1918,  and  June  20,  1918,  in  equipping  the  plant  at  Peabody,  Mass. 

DISPOSITION. 

This  Board  will  make  and  transmit  to  the  Purchase  Section,  War 
Department  Claims  Board,  a  statement  of  the  nature,  terms,  and 
conditions  of  the  agreement  and  certificate  Form  "C,"  for  action 
in  the  manner  provided  in  subdivision  "C,"  section  5,^Supply  Cir- 
cular No.  17,  Purchase,  Storage  and  Traffic  Division,  General  Staff. 

Lieut.  Col,  McKeeby  and  Capt.  Frazer  concurring  for  the  Ap- 
peal Section ;  Mr,  Van  Fossan  concurring  for  the  War  Department 
Claims  Board. 
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February  21,  1921. 
Case  No.  3057. 

In   re   CLAIK   OF   FLSTCHEK   BAVIH08   A   TRUST,   SZCEIVEBS   07   "THE 
STBKOTTf  E   COMFASY,"  IHIIIAirATOUS,  IHD. 

X.  OKAl  AQKEZKEITT. — Where  an  officer  enteri  Into  a  verbal  aKTeement  prior 
to  Hovember  11,  1918,  wltli  claimant,  and  claimant  upon  the  faith  of  auok 
Vreenent  tnmliliec  labor  and  material,  ft  li  entitled  to  payment  therefor. 


Maj.  Hill  writing  the  opinion  of  the  Board. 


PTNDINOS  OF  FACT. 


The  Board  finds  the  following  to  be  the  facts : 

1.  Under  date  of  April  20,  1918,  a  proxy  signed  fixed  price  con- 
tract, War  Ord.  3701-1260  TW.  was  entered  into  between  claimant 
and  the  Ordnance  Department  for  loading,  assembling,  and  packing 
4,200,000  V.  B.  rifle  grenades,  Mark  I,  and  a  like  quantity  of  fuses 
for  the  same.  This  contract  was  suspended  before  completion.  An 
award  has  been  made  to  claimant  thereon  upon  which  payment  is 
being  made  to  claimant's  receiver. 

2.  Under  date  of  April  30,  1919,  claimant's  receiver  presented  to 
the  Trench  Warfare  Division  a  bill  for  $8,168.72  for  services  ren- 
dered on  account  of  experimental  work  conducted  by  claimant  at 
the  request  of,  and  under  the  direction  of,  Lieut.  Samuel  J.  White, 
et  al.  This  item  was  disallowed  by  the  Ordnance  Section  because 
the  contractor  could  not  be  reimbursed  for  it  under  the  contract  and 
because  it  was  founded  upon  a  verbal  agreement. 

3.  Lieut.  Samuel  J.  White  has  furnished  an  affidavit  at  the  request 
of  this  section  which  reads  in  part  as  follows: 

"In  April,  1918.  I  was  directed  to  proceed  from  Washington, 
D.  C,  to  Indianapolis,  Ind..  on  official  business  pertaining  to  the 
operations  of  the  Ordnance  De.pHrtment,  The  Stenotype  Company 
was  notified  in  advance  from  Washington,  D.  C,  that  t  would  arrive 
at  the  plant  on  a  certain  date  to  carry  on  experimental  work.  On  mv 
arrival  at  the  plant  the  Stenotype  Company  furnished  me  with  all 
the  equipment  and  help  necessary  to  perform  the  following  work: 

"  1.  The  testing  of  V.  B.  rifle  grenade,  Mark  I  fuse  container,  using 
McAdam  primer  to  determine  the  cause  of  premature.  This  tefi 
was  made  with  and  without  booster  charge  of  black  powder,  using 
one  and  two  vent  fuse  containers. 
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"  II.  Testing;  pressed  powder  pellet  primers  without  anvil  for  igni- 
tion of  the  fuse  train.  This  test  was  made  with  and  without  booster 
charce  of  black  jwwder,  using  one  and  two  vent  fuse  containers. 

"III.  Testinp  fuse  containers  with  crimped  ends  with  and  without 
conical  depression  in  end  of  fuse  train  to  determine  the  best  mrthod 
for  firing  of  the  detonators. 

"TV.  I-oadinfT  prenades  with  Trojan  firenade  powder  and  testing 
for  proper  density  to  give  best  fragmentation, 

"  Several  trips  wt.Te  made  to  and  from  Foii  Harrison  for  munitions 
to  carry  on  the  above  tests. 

"  In  addition  to  conducting  the  above  tests  the  Stenotype  Company 
fumislied  1.000  crimped  end  fuse  containei-s  with  fuse  train,  but 
without  primers,  for  further  experimental  work  in  Washington,  D.  C. 

"The  Stenotype  Company  was  informed  that  all  expenses  for 
this  experimental  work,  which  was  not  covered  by  contract,  would 
be  paid  by  the  Government." 

4.  In  an  affidavit  furnished  to  this  section  Capt.  Alex  G.  Hawes 
has  substantiated  the  experimental  work  done  and  stated  that  the 
work  was  approved  by  him  as  Army  inspector  of  ordnance  under 
instructions  from  Ordnance  Department. 


1.  It  is  the  opinion  of  this  section  that  on  or  about  April  23,  1918, 
the  Ordnance  Department  entered  into  an  agreement  with  the  Steno- 
type Co.,  of  Indianapolis,  Ind.,  by  the  terms  of  which  the  Steno- 
type Co.  agreed  to  furnish  labor  and  materials  in  the  conduct 
of  experimental  work  on  V.  B.  rifie  grenades,  Mark  I  fuse  containers. 

DISPOSITION. 

1.  This  section  will  make  and  transmit  a  statement  of  the  nature, 
terms,  and  conditions  of  the  agreement  and  certificate  C  to  the  Ord- 
nance Section  for  appropriate  action. 
Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
"  Section;   Mr.  Van  Fossan  concurring  for  the  War  Department 
Claims  Board. 
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Febrcart  21, 1921. 
Cases  Nos.  3048,  3049,  3030,  3051,  and  3052. 

In  re  CLAIMS  OF  IT.  8.  CABTAIDOE  CO. 

1.  I^BOS-DISFUTSS  CLAUSE.— Where  elalmAnt'i  repreMnUtlTC  li  verbally  told 

by  olBceri  of  the  LckaI  Seetion  and  of  the  PioenTeneat  UviilaiL  of  the 
Ordnance  Depaitment  that  written  contraett  with  hit  company  wonld  con- 
tain a  labor- dispute!  olanie  similar  to  that  contained  In  "  Instrnctiont  to 
BlddHS  "  and  the  labor-disputes  clause  Is  omitted  from  the  written  con- 
tracts by  mntnal  mistake  and  its  omission  Is  not  discovered  by  the  eon- 
tractor  nntll  after  exeentloa  of  the  contracts,  the  written  contraoti  do 
not  express  the  Intention  of  the  parties.  The  written  contracts  whlcli 
were  proxy  signed  will  be  reformed  lo  as  to  Ineorporate  therein  the 
labor-dlspntes  clause.  As  to  the  formal  contracts  which  did  not  contain 
the  labor-dlspntes  clause,  the  Secretary  of  War  has  no  Jnrlsdietlon  to 
grant  relief.  However,  claimant  is  not  pree'Jaded  from  petitioning  the  * 
Auditor  for  the  War  Department  and  the  Comptroller  of  the  Treasury  for 
a  reformation  of  the  formal  contracts. 

2.  ATTEKPT  TO  BBSTOBE  A  LOST  COHTBAOT.— Wliere  six  copies  of  a  written 

contract  were  executed  by  claimant  and  Tetoraed  to  the  Ordnance  Depart- 
meit  and  the  same  were  lost  and  never  found  and  duplicate  copies  of  the 
original  oontraet  are  exeented  by  both  parties  after  the  armistice,  the 
exeontioii  of  the  copies  of  the  original  ocntiact  is  void  for  want  of  oon- 
stderation,  aa  tt  wai  an  attempt  to  create  an  obligation  against  the  United 
States  where  none  existed. 

3.  nsAL  AWABS. — Where   elalmant  executes  a  Anal  award   Form   1,   which 

purports  to  be  In  Inal  settlement  of  a  certain  contraot,  without  knowing 
the  full  purport  of  the  award  and  without  intending  thereby  to  release 
anotber  claim  then  pending  on  the  some  contract,  and  said  award  Is 
approved  by  the  Ordnance  Claims  Board  and  the  War  Department  Claims 
Board  and  signed  by  representatives  of  said  boards  without  knowing  that 
claimant  had  another  claim  pending  on  the  same  contraot,  theie  was  a 
mutual  mistake  in  making  and  exeeutlng  said  award.  Also  If  tbe  final 
award  Is  not  Just  and  fair  there  has  uot  been  that  payment,  adjustment, 
and  dlscliarge  of  the  agreement  upon  a  (air  and  equitable  basis  which  the 
aot  of  Karoh  S,  1919,  requires  the  Seoretafy  of  War  to  make.  An  award 
nade  under  sueh  oironmstanoes  should  be  vacated  and  another  award 
made  upon  a  fair  and  equitable  basis. 
Capt.  Taylor  writing  the  decision  of  the  Board. 

FIXDINQS  or  FACT, 

1,  These  claims  are  for  reimbursement  for  increased  wages  paid 
by  claimant  to  its  employees  on  five  contracts  which  did  not  contain 
a  labor-disputes  clause.  The  increased  wages  were  paid  pursuant  to 
an  award  made  by  Dr.  E.  M.  Hopkins,  acting  for  the  Secretary  of 
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War.  dated  July  30,  1918,  which  was  retroactive  to  May  7, 1918,  the 
result  of  which,  claimant  contends,  was  an  increase  in  the  cost  of  the 
articles  covered  by  the  contracts  in  question  as  well  as  other  contracts 
which  claimant  had  with  the  United  States,  and  which  did  contain 
the  labor- disputes  clause. 

2.  The  amounts  involved  in  these  claims  are  as  follows; 

Claim  No.  3048 $36,000.00 

Claim  No.  SW9 3.430.77 

aaim  No.  3050 131.T75.M 

Claim  No.  3051 : 42,467.20 

Claim  No.  3052 10.  S69. 60 

3.  These  claims  were  originally  presented  to  the  Boston  district 
ordnance  claims  board  prior  to  June  30,  1919.  They  were  referred 
by  that  board  to  the  Ordnance  Claims  Board  for  consideration. 
Claimant  then  presented  them  to  the  Ordnance  Claims  Board  in  the 
form  of  a  petition  for  reformation  of  the  contracts.  The  Ordnance 
Claims  Board  advised  claimant  to  present  the  claims  to  the  Appeal 
Section  as  class  B  claims  under  the  act  of  March  2,  1919.  and  the 
claims  are  now  before  the  Appeal  Section  in  that  form.  However, 
claimant  is  asking  for  relief  in  the  alternative,  i.  e.,  (1)  that  the 
contracts  be  re-formed  or  (2)  that  an  agreement  be  found  to  exist 
within  the  purview  of  the  act  of  March  2, 1919. 

4.  The  following  are  the  contracts  in  question,  with  material  dutu 
relative  to  each  one : 


Oatlnet  No. 

Drttotorfw. 

Dal 

'n"tSS. 

«.„,.,. 

EtDdOlCOD- 

tract. 

a-i4as-78aA... 

D«.  I7.1WT 

Un. 

31,  im 

j,fio.o»r'  w-fT. 

irldires. 
9.000.000        49-Rr. 

MaJ.J.O.CowlIng 

Proxy-slgnBil. 

P-W72-1(WA_.. 

r^.  2,i«is 

Mbt- 

1,1918 

Unit.      Eimond 
CbpI-a/n.  Hoi- 
Lieut,  e!  0.  Oraat 

K-J92-B 

P-11350-2872A.. 

Dec.  M.lfllT 
June  10,1919 

Apr. 

I.IBIB 
5.1»18 

,^.. 

July 

20,1918 

S.TfiO/HxT      4ft«r, 

"f  ■'■'* 

These  contracts  are  all  in  writing.  Contract  Gr-1425-788A  was 
lost.  Apparently  it  was  never  executed  on  behalf  of  the  Govern- 
ment. However,  it  was  set  up  or  restored  by  a  formally  executed 
contract  subsequent  to  the  armistice,  as  will  be  hereafter  more  fully 
set  forth.  Contracts  P-3472-1G37A  (Claim  No.  3052)  and  R-292-^B 
{Claim  No.  3050)  were  proxy-signed  contracts.  Contracts  P-11350- 
2872A  {Claim  No.  3051)  and  P-12289-3034A  (Claim  No.  3049)  were 
formal  contracts. 

Contract  P-12289-3034A  is  a  suspended  contract.  The  other  four 
contracts  have  been  fully  performed  by  claimant.  Contract  E-292~B 
has  been  validated. 
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5.  None  of  the  five  contracts  in  question  contains  a  labor-disputes 
clause.  It  is  claimant's  contention  that  this  clause  was  to  have  been 
incorporated  in  each  of  the  « bo vc- mentioned  contracts,  and  that  its 
omission  therefrom  was  a  mutual  mistake,  i.  e.,  failure  by  the  con- 
tracting officer  to  incorporate  the  labor-disputes  clause  in  the  con- 
tracts was  a  mistake  on  the  part  of  the  Government,  and  claimant's 
representative  signed  the  contracts  thinking  the  clause  had  been 
incorporated  therein. 

6.  The  pamphlet  entitled  "  InstiTictions  to  Bidders,"  dated  Septem- 
ber 25,  1917,  stated  as  follows : 

"All  contracts  will  contain  the  following  clauses: 

"  17.  Labor  dbtputi's. — In  the  event  that  lalwr  disputes  shall  arise 
directly  affecting  the  perfoimance  of  this  contract  and  causing  or 
likely  to  cause  anv  delay  in  making  the  deliveries  upon  the  date  or 
dates  specified,  tlie  contractor  shall  address  a  written  statement 
thereof  to  the  Cliief  of  Ordnance  for  transmission  to  the  Secretary 
of  War,  with  the  request  that  such  dispute  be  settled,  providing 
such  information  and  access  to  information  within  the  control  of 
the  contractor  as  the  Secretary  of  War  shall  require,  and  it  is  stipu- 
lated and  agreed  that  the  Secretary  of  War  may  thereupon  settle  or 
<'ause  to  be  settled  such  dispute,  and  the  contractor  agrees  to  accede 
to  and  comply  with  all  the  terms  of  such  settlement.  If  the  con- 
tractor is  thereby  i-equired  to  pay  labor  costs  higher  than  those  thep 
prevailing  in  the  performance  of  this  contract  prior  to  such  settle- 
ment, a  ^ir  addition  to  the  contract  price  of  the  material  shall  be 
made  therefor;  but  if  such  settlement  reduces  the  labor  costs  to  the 
t-ontractor,  a  fair  deduction  shall  be  made  from  the  contract  price, 
all  as  may  be  determined  by  the  contracting  officer.  Xo  claim  for 
addition  or  deduction  shall  be  made  unless  the  same  has  been  or- 
dered in  writing." 

Prior  to  the  date  of  the  negotiation  of  the  first  contract  in  question 
claimant  had  several  other  fixed-price  contracts,  all  of  which  con- 
tained the  labor  disputes  clause  substantially  in  the  form  above 
quoted.     Those  contracts  were: 

No.  14228,  dated  August  1, 1917,  for  28,000,000  .45  cartridges. 

No.  14448,  dated  August  23, 1917,  for  25,000,000  .45  cartridges. 

No.  GA-126,  dated  August  23,  1917,  for  5,000,000  110-gr. 
primers. 

7.  Mr.  T.  B.  Doe,  general  manager  of  claimant  company,  con- 
ducted all  of  the  negotiations  with  the  Ordnance  Department  for 
contracts  with  his  company.  When  these  earlier  contracts  were  nego- 
tiated Mr.  Doe  was  informed  by  Col.  Ilayden  Eames,  Capt.  A.  M. 
Holcombe,  and  other  officers  of  the  Ordnance  Department,  that  all 
fixed-price  contracts  would  contain  the  labor-disputes  clause.  This 
testimony  of  Mr.  Doe  is  corroborated  by  the  testimony  of  Maj,  J.  G. 
Cowling,  Maj.  A.  M.  Holcombe,  Lieut.  Esmond  P.  O'Brien,  Lieut. 
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E.  Q.  Grant,  and  other  officers  of  the  legal  section  of  the  Ordnance 
Department,  all  of  whom  were  in  the  Ordnance  Department  during 
the  summer  and  fall  of  1917.  The  above-mentioned  officers  testified 
at  the  hearing  on  these  claims,  February  3,  1921,  that  all  of  the  pro- 
visions of  Instructions  to  Bidders  were  to  be  incorporated  in  ail 
fixed-price  contracts,  and  that  the  labor-disputes  clause  was  never 
intentionally  omitted  from  any  contract  except  upon  the  special 
request  of  the  contractor.  Some  open-shop  contractors  did  request 
that  this  clause  be  omitted  from  their  contracts,  and  this  request 
was  complied  with.  Claiipant's  factory  is  what  is  termed  a  closed 
shop.  Claimant  never  at  any  time  requested  that  this  clause  be 
omitted  from  its  contracts,  but,  on  the  other  hand,  was  apparently 
anxious  that  it  be  incorporated  in  all  of  its  contracts. 

8.  The  first  of  the  contracts  in  question  to  be  negotiated  which  did 
not  contain  the  labor-disputes  clause  was  G-1425-788A.  Maj,  J,  G, 
Cowling,  of  the  purchase  section.  Gun  Division,  was  the  negotiating 
officer  in  this  contnict.  He  testified  that  according  to  his  recollec- 
tion no  specific  reference  was  made  by  either  him  or  Mr.  Doe  relative 
to  the  labor-disputes  clause  being  made  a  part  of  the  contract.  All 
of  the  provisions  of  Instructions  to  Bidders  was  to  go  into  the  con- 
tract The  procurement  order.  War  Ord.  G-1425-788A,  which  pre- 
ceded the  written  contract,  is  dated  December  17, 1917,  In  the  upper 
left-hand  comer  of  this  document  is  the  following : 

"The  contract  covering  this  order  will  be  prepared  immediately 
upon  receipt  of  the  contractor's  acceptance  endorsed  on  the  copy  for- 
warded herewith,  and  will  include  the  pertinent  provisions  contained 
in '  Instructions  to  Biddei-s'  dated  Sept.  25. 1917." 

This  procurement  order,  signed  by  Jay  E.Hoffer, colonel,  Ordnance 
Department,  U.  S.  Army,  was  forwarded  to  claimant,  together  with 
a  copy  of  Instructions  to  Bidders,  under  date  of  December  31,  191". 
Claimant  signed  one  copy  of  the  procurement  order  and  returned  it 
on  January  28,  1918. 

Several  copies  of  a  formal  written  contract  based  on  the  above 
procurement  order  were  printed.  The  name  of  Col.  Hoffer  appeared 
in  the  body  of  the  contract  as  the  contracting  officer,  and  it  was  pre- 
pared for  his  signature.  Six  copies  of  this  contract  were  sent  to 
claimant  on  February  23,  1918,  with  instructions  to  execute  and  re- 
turn all  copies,  {Apparently  Col.  Hoffer  had  not  signed  the  con- 
tracts.) On  March  12,  1918,  claimant  returned  all  copies  unsigned, 
stating  that  an  error  had  been  made  in  the  contract  relative  to  certain 
matters  which  are  not  now  pertinent  to  the  question  involved,  and 
requesting  that  corrections  be  made.  These  copies  of  the  proposed 
contract  did  not  contain  the  labor  disputes  clause,  but  no  mention  of 
this  omission  was  made  by  claimant  in  its  letter  of  Mardi  12,    The 
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corrections  de^red  by  claimaDt  were  made  by  mteriineations,  and  the 
six  copies  were  returned  for  claimant's  signature  on  March  18,  1918. 
Mr.  C.  E.  Hozie,  agent  for  claimant,  executed  the  six  copies  of  the 
contract  and  returned  them  to  the  legal  section,  Procurement  Di- 
vision, on  March  27, 1918.  These  six  copies  of  the  contract  were  lost. 
They  hare  never  been  located.  It  has  been  impossible  to  determine 
whether  or  not  they  were  ever  actually  signed  on  behalf  of  the  United 
States  by  Col.  Hoffer  or  any  other  contracting  officer.  The  Ordnance 
Department  was  unable  to  furnish  claimant  with  an  executed  copy 
of  the  contract.  Disbursements  were  made  on  the  strength  of  the 
procurement  order  for  some  time,  but  finally  the  disbursing  officer 
began  to  doubt  his  authority  to  make  payments  without  a  written  con- 
tract. Finally,  some  time  after  the  armistice,  some  unexecuted  copies 
of  the  contract  as  originally  printed  were  secured.  The  proper  inter- 
lineations embodying  the  corrections  requested  by  claimant  in  its 
letter  of  March  12,  1918,  were  made,  and  these  copies  were  then  exe- 
cuted as  of  January  31,  1918.  In  the  body  of  the  contract  the  name 
of  Col.  Hoffer  as  the  contracting  officer  was  crossed  out  and  the  name 
of  K.  H.  Hawkins,  major.  Ordnance  Department,  was  interlined. 
Maj.  Hawkins  also  signed  the  contract  as  contracting  officier.  The 
labor  disputes  clause  is  omitted  from  this  document.  The  purpose  of 
the  execution  of  this  document  was  to  set  up  or  restore  the  original 
lost  copies  of  the  contract  in  order  to  satisfy  the  disbursing  officer. 

9,  The  omission  of  the  la boi-di spates  clause  from  this  contract  was 
not  discovered  by  claimant  or  officers  of  the  Ordnance  Department 
until  the  extra  copies  of  the  printed  contract  were  executed  in  the 
manner  above  recited.  At  that  time  no  effort  was  made  by  claimant 
to  have  the  clause  inserted,  as  the  only  purpose  then  was  to  set  up  or 
restore  the  lost  contract  in  its  original  form. 

10,  The  next  contract  in  question  to  be  negotiated  which  did  not 
contain  the  labor-disputes  clause  was  contract  R-292-B  (Claim  No. 
3050),  which  was  for  .10.000,000  .45  ball  cartridges.  This  procure- 
ment order  emanated  from  the  Small  Arms  Division.  It  is  dated 
December  28,  1917-,  and  makes  no  reference  to  the  pamphlet  "In- 
structions to  Bidders."  However,  paragraph  4  of  the  order  is  as 
follows : 

"4.  Formal  contract  with  you  covering  the  terms  of  delivery  and 

eiyment,  and  containing  such  and  other  usual  terms  as  the  Ordnance 
epartment  may  prescribe,  will  be  prepared  and  submitted  to  you 
for  signature." 

Claimant  accepted  this  order  by  letter  dated  January  7,  1918. 

This  procurement  order  was  prepared  by  Capt.  A.  M.  Holcombe, 

at  that  time  chief  of  the  contract  section.  Small  Arms  Division.    It 

does  not  appear  that  in  the  oral  negotiations  for  this  contract  any 

epecific  reference  to  the  labor-disputes  clause  was  made  by  either 
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of  t))e  Contracting  jmrties.  &Iaj.  Holcomlie  testified  that  on  Septem- 
l>er  2!i,  11)17.  Instructions  to  Bidders  was  issued,  and  that  orders  had 
IxH-n  issuer!  that  all  (ixed-price  contracts  should  contain  the  prori- 
sions  Ket  for-th  in  Instnictions  to  Bidders.  In  October,  1917.  con- 
Ir-act  form  No.  .'(97  was  adopted  in  the  Ordnance  Department  as  the 
Htan<lurd  f(nni  of  contract.  This  form  contained  all  of  the  provi- 
hIohh  of  InKtnictions  to  Bidders,  includinf;  the  labor-disputes  clause 
(Tr.  |>.  7;().  Maj.  Ilolcombc  ti-stified  that  it  was  his  intention  that 
the  formal  contract  coverinjr  I'rocurement  Order  R-293-B  should 
contain  the  lRlH)r-dispittes  clause  as  provided  in  the  standard  form 
of  contract  then  in  use,  and  that  any  mention  of  the  clause  was  con- 
sidered unneccKsary  by  him.  Mr.  Doe  testified  that  at  the  time  this 
|)rocurenient  order  was  n^jrotiated  the  question  of  whether  or  not 
the  labor-disput('.<^  clause  would  be  incorporated  in  the  formal  con- 
tract was  discii-ssed  by  him  with  Col.  Eames,  and  Col.  Eames  stated 
tliat  this  cliiusit  would  be  a  part  of  the  contract. 

Tht*  fominl  contract  which  followed  the  procurement  order  was 
prepared  after  Maj.  Molcombe  was  transferred  to  another  section 
It  diti  not  contain  the  labor -dispute  clause.  This  contract  is  dat«d 
April  1,  laiH.  In  it  tiie  name  of  ^muel  McKoberts,  colonel,  Ord- 
lunice  Department,  T'nitcd  States  Army,  appears  as  the  contracting 
oftiiH'r.  'J'lie  contract  is  proxy-signed  by  Chas.  N.  Black,  lieutenant 
colonel.  Onlnancc  Department,  N,  A.,  as  the  contrnctinfr  officer, 

'J'ho  omission  of  the  labor-dispute  clause  from  this  contract  was  not 
discovered  by  claimant  until  in  August,  1918,  as  will  hereafter  appear. 

11.  The  next  contract  to  be  negotiated  which  did  not  contain  the 
lalHir-dispute  clause  was  No.  P-3472-1637A  (claim  No.  3052),  which 
was  for  ii,240,(MK)  49-gr.  percussion  primers.  No  procurement  order 
was  e\er  issued  on  this  contract.  The  negotiations  were  conducted 
in  writing  l>etweon  Lieut.  Esmond  P.  O'Brien,  of  the  Production 
Division,  Pui-chase  Section,  Projectiles  Branch,  and  Mr.  Doe.  The 
offer  and  acceptance  are  dated  February  16.  1918,  and  February  19. 
191S,  rosiM'ctively.  The  offer  signed  by  Lieut.  O'Brien  made  no 
mention  of  instructions  to  bidders,  nor  did  it  recite  that  a  formal 
cniitriict  would  later  be  issued  covering  the  order  in  question. 

The  written  contract  is  dated  March  1.  1918,  .and  is  proxy-signed 
by  I-icut.  t'ol.  lUack  as  the  contracting  officer.  C.  E.  Hoxie  signed 
on  iH'hnlf  of  claimant.  The  omissioo  of  tlie  labor-disputes  clause  was 
not  discovered  by  claimant  until  in  August,  1918,  as  will  hereafter 
«plH>ar. 

Lieut.  O'Brien  testified  that  his  instructions  from  Maj.  Cowling, 
his  chief,  were  that  alt  contracts  should  contain  the  proTi^tMis  of 
instnictions  to  bidders  and  he  assumed  that  the  labor-disputes  clause 
wowlil  l*  incorporated  in  the  contract  which  would  be  issued  to  cowr 
(he  order  in  question.    Claimant  did  not  offer  any  evidence  that  in 
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the  negotiations  which  preceded  the  issuance  of  the  offer  of  Febru- 
ary 16  an;  mention  had  been  made  by  Mr.  Doe  relative  to  incorporat- 
ing the  labor-disputes  clause  in  the  contract. 

12.  The  next  contract  to  be  negotiated  which  did  not  contain  the 
labor-disputes  clause  is  P-11350-2872A  {claim No. 3051)  for9,000,000 
i9-gr.  percussion  primers.  This  is  a  formal  contract  No  procure- 
ment order  was  issued  on  this  contract,  and  the  order  was  placed  by 
letter  dated  June  10,  XHB,  signed  by  E,  G.  Grant,  first  lieutenant, 
Ordnance  B.  C.  No  reference  is  made  to  Instructions  to  Bidders, 
nor  was  it  stated  that  a  formal  contract  would  follow.  However,  the 
letter  did  make  reference  to  contract  G-1425-788A  for  20,000,000 
49-gr.  percussion  primers  and  to  contract  P-3472-1637A  for  2,240,000 
4!>-gr.  percussion  primers.  This  reference  was  apparently  for  the 
purpose  of  showing  that  the  present  order  was  an  additional  order 
for  49-gr,  percussion  primers  similar  to  the  contracts  which  claim- 
ant already  had  for  the  same  article. 

Lieut.  Grant  personally  negotiated  this  contract  with  Mr.  Doe. 
He  testified  that  no  reference  to  Instructions  to  Bidders  was  made 
by  either  party  during  the  negotiations.  He  further  testified  that 
the  orders  then  in  force  in  the  Ordnance  Dei)artment  were  to  the 
effect  that  all  contracts  should  contain  the  provisions  of  Instructions 
to  Bidders,  and  that  all  contracts  negotiated  by  him  were  negotiated 
on  the  assumption  that  all  t)ie  provisions  of  Instructions  to  Bidders 
would  be  incorporated  in  the  written  contract. 

The  formal  contract  is  dated  July  5,  1918,  and  is  signed  by  R.  I*, 
I^amont,  colonel,  Ordnance,  N,  A,,  as  the  contracting  oflGcer.  Mr. 
Hoxie  signed  on  behalf  of  claimant. 

The  omission  of  the  labor-disputes  clause  from  this  contract  was 
not  discovered  by  claimant  until  in  August,  1918,  as  will  hereafter 
appear. 

13.  The  next  contract  to  be  negotiated  which  did  not  contain  the 
labor-disputes  clajiise  was  P-12289-^034A  (claim  No,  3049),  which 
was  for  8,760,000  49-gr,  percus-sion  primers.  This  is  a  formal  con- 
tract. No  procurement  order  precedes  this  contract.  The  order 
was  placed  by  a  letter  dated  July  20,  1918,  signed  by  Capt.  L.  S. 
Gordon.  Some  confusion  arose  about  this  order  and  the  order 
for  9,000,000  primers  dated  July  5  signed  by  Lieut.  Grant.  Both 
orders  were  confirmed  by  letter  dated  August  15,  signed  by  Capt. 
Gordon,  No  mention  was  made  of  Instructions  to  Bidders  in  the 
letter  placing  this  order,  nor  was  any  mention  made  that  a  for- 
mal contract  covering  the  order  would  follow.  Apparently  there 
were  no  verbal  negotiations  preceding  the  placing  of  this  order. 

The  formal  contract  was  dated  July  20,  1918,  and  was  signed  by 
Col.  Lamont,  whose  ni^e  appears  in  the  body  of  the  contract  as  the 
contracting  officer.    The  contract  was  signed  on  behalf  of  claimant  by 
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C.  E.  Hoxie.  The  omission  of  the  labor  disputes  clause  from  this 
contract  was  not  discovered  by  claimant  until  in  August,  1918,  as  will 
hereafter  appear 

14.  Claimant's  explanation  of  its  failure  to  discover  the  omiseioa 
of  the  labor  disputes  clause  at  the  time  the  several  contracts  were  ex- 
ecuted on  its  behalf  by  Mr.  Hoxie  is  that  during  the  spring  and  sum- 
mer of  IdlS  all  its  office  managers  were  busy  on  production  and  had 
little  time  to  devote  to  the  details  of  the  contracts  entered  into  with 
the  Government.  Also,  Mr.  Paul  Butler,  treasurer  of  claimant  com- 
pany, who  was  ordinarily  charged  with  the  duty  of  signing  contracts, 
became  quite  ill  in  January,  1918,  and  was  unable  to  attend  to  the 
duties  of  his  office  from  that  time  until  his  death,  September  6,  1918. 
Mr.  Hoxie,  who  held  the  position  of  paymaster  in  claimant's  com- 
pany, had  also  been  designated  by  the  directors  as  one  of  its  agents 
with  authority  to  sign  contracts.  However,  Mr.  Hoxie  had  no  db- 
cretion  in  the  matter  of  the  terms  of  the  contracts  presented  to  him  for 
his  signature,  neither  did  he  have  authority  to  negotiate  contracts. 
He  simply  affixed  his  signature  to  whatever  was  presented  to  him  for 
that  purpose.  Hence,  it  is  doubtful  if  Mr.  Hoxie  even  read  the  con- 
tracts which  were  presented  to  him  for  his  signature. 

15.  The  discovery  of  the  omission  of  the  labor-disputes  clause  from 
the  contracts  involved  in  these  claims  came  about  in  the  following 
manner :  Contract  P-6489-1489A  for  60,100,000  .45  caliber  cartridges 
had  been  negotiated  and  the  copies  of  the  formal  contract  were  for- 
warded to  claimant  for  signature  in  July,  1918.  One  of  claimant's 
officials  discovered  that  the  labor-disputes  clause  had  been  omitted 
from  this  contract,  and  on  July  25,  1918,  the  unsigned  copies  of  this 
rontract  were  returned  to  the  Ordnance  Department  with  the  request 
that  the  labor-disputes  clause  be  incorporated  therein,  as  it  was 
claimant's  understanding  that  this  clause  was  to  be  in  all  of  its  con- 
tracts. A  new  contract  containing  the  labor-disputes  clause  was  ac- 
cordingly prepared  and  sent  to  claimant  for  signature.  This  con- 
tract is  not  involved  in  this  claim,  but  this  incident  is  cited  to  show 
that  the  Ordnance  Department  intended,  and  claimant  understood, 
that  all  contracts  should  contain  the  labor-disputes  clause. 

After  the  above  incident  claimant's  officials  examined  the  copies 
of  all  contracts  it  then  had  which  had  already  been  signed,  and 
discovered  that  the  lahor-disputes  clause  had  been  omitted  from 
fonr  of  the  five  involved  in  these  claims.  As  claimant  at  that  time 
had  no  copy  of  contract  G-1425-7a8A,  it  having  been  lost  as  above 
recited,  the  omission  of  the  clause  from  that  contract  was  not  dis- 
covered until  the  efTort  was  made  to  set  up  or  establisli  the  contract 
after  the  armi.stice,  as  heretofore  recited. 

Immediately  ujwn  learning  of  the  omission  of  the  clause  from  the 
contracts  which  had  already  been  executed,  claimant  made  frantic 


DECISIONS  APPEAL  SECTION  WAJt  DEPABTMENT  CLAIMS  BOARD.    621 

efforts  to  have' the  contracts  amended  by  inserting  the  labor-disputes 
clause.  This  occurred  in  August,  1918,  Several  trips  were  made  to 
Washington  and  conferences  had  with  various  oflScers  in  the  legal 
section  of  the  Ordnance  Department.  Claimant  was  advised  that 
the  matter  was  being  considered  and  that  it  had  been  referred  to  the 
Judge  Advocate  General  for  an  opinion  as  to  whether  or  not  the 
contracts  could  be  modified  by  incorporating  the  labor-disputes  clause 
therein.  However,  nothing  ever  came  of  these  efforts  to  get  the 
contracts  reformed. 

THE  WAGE  AWARD. 

16.  Early  in  June,  1918,  labor  troubles  developed  at  claimant's 
Lowell  plant,  where  work  on  the  Government  contracts  was  being 
carried  on.  The  labor  disputes  were  by  claimant  referred  to  the 
Chief  of  Ordnance  in  a  written  communication  dated  June  13,  191S, 
as  i"equired  by  article  17  of  Instructions  to  Bidders. 

The  lalK)r  disputes  were  settled  by  an  award  made  by  Dr.  Ernest 
M,  Hopkins,  acting  for  the  Secretary  of  War,  said  award  being  dated 
July  30,  1918,  but  which  was  retroactive  to  May  7,  1918.  This 
award  prescribed  substantial  increases  in  wages  paid  to  labor  over 
the  prices  paid  by  claimant  to  its  employees  at  the  time  the  con- 
tracts in  question  were  entered  into.  This  award  wps  carried  out  by 
claimant  with  such  modifications  as  were  subsequently  made  by  the 
Secretary  of  War. 

17.  It  should  be  noted  that  when  the  labor  disputes  were  first 
referred  to  the  Chief  of  Ordnance  claimant  did  not  make  specific  ref- 
erence to  any  Government  contracts,  production  on  all  of  which  was 
being  interfered  with  by  the  labor  troubles.    (See  01.  Ex.  No.  27.) 

The  award  al™  made  no  reference  to  si)ccific  contracts  to  which  it 
was  applicable.  Apparently  claimant  had  not  at  this  time  discovered 
that  the  labor-disputes  clause  had  been  omitted  fiom  the  five  con- 
tracts involved  in  these  claims.  It  is  likewise  apparent  that  the  Ord- 
nance Department  and  the  Secretary  of  War,  acting  through  Dr. 
Hopkins,  assumed  that  this  clause  was  in  all  of  claimant's  contracts, 
and  that  the  award  was  therefore  applicable  to  all  contracts  which 
claimant  had  with  the  Government. 

18.  The  claims  for  increased  wages  paid  by  claimant  to  its  em- 
ployees on  all  of  its  contracts — i.  e.,  both  those  which  contained  the 
labor-disputes  clause  and  those  which  did  not  contain  labor-disputes 
clause — by  reason  of  the  award  of  Dr.  Hopkins  have  been  audited 
and  approved  by  the  Government  accountant  in  charge  at  claimant's 
Lowell  plant.  Whether  the  figures  approved  are  for  the  full  amount 
of  increased  wages  so  paid  by  claimant  or  were  made  on  the  bnsis 
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of  "  11  fuir  a<l(Iition  to  the  contract  price."  as  provided  by  the  labor- 
<lisputes  clause,  and  in  confoi-mity  with  the  decision  of  the  Secretary 
of  War  in  re  claim  of  American  Tube  &  Stamping  Co.,  Board  "f 
Contract  Adjustment,  Xo.  lfl()-C-lfl"9,  does  not  appear,  nor  is  this 
a  matter  which  i,s  befoi-e  the  Apjwal  Section  at  this  time. 

Claimant  has  ali'eady  been  reimbursed,  or  presumably  will  be  reim- 
bursed, the  amounts  approved  by  the  accountant  in  charge  on  con- 
tracts 14()til),  14448,  GA-126,  and  P-64a9-1489SA,  these  beinft  formal 
contracts  which  contained  the  labor-disputes  clause. 

There  was  one  other  contract  which  did  not  contain  the  labor- 
disputes  clause,  but  no  chiim  for  increased  wages  has  been  mode  by 
claimant  on  this  contract.  The  reason  for  this  is  that  mo-t  of  the  lal>or 
on  this  contract  was  jxTformed  after  j^uspension  thereof,  ami  the  cost 
of  labor  on  this  contract  is  incbuled  in  the  labor  and  overlipad  on  tlie 
work  in  proces-s,  etc,,and  as  such  has  been  allowed  under  that  claim. 

10.  As  heretofore  stated,  the  claim  for  increased  wages  on  the  five 
contracts  involved  in  these  claims  resulting  from  the  award  by  Dr. 
Hopkins  was  first  presented  by  claimant  to  the  Boston  district  ord- 
nance claims  board  prior  to  June  30,  1919,  and  was  by  that  board 
referred  to  the  Ordnance  Claims  Board  at  Washington  to  be  handled 
separate  and  apart  from  other  claims  on  the  same  contracts.  Claim- 
ant also  presented  to  the  Boston  district  board  a  claim  on  contract 
E-292-B  for  increased  cost  due  to  change  in  packing  and  in  change 
of  load  form  No.  1  to  No.  3  powder. 

The  claim  on  these  two  items  was  presented  under  the  act  of  March 
2,  1919,  as  a  class  A  claim.  It  set  forth  the  date  when  the  informal 
agreement  was  entered  into,  the  articles  contracted  for,  the  price  to 
be  paid,  etc.,  and  piiragraph  4  thereof  was  as  follows: 

"4.  That  hereto  attached  is  an  attested  copy  of  copies  of  the  best 
written  evidence  within  claimant's  control  of  the  nature,  teems,  and 
conditions  of  the  said  agreement  in  the  form  of  signed  contract." 

The  attached  "  signed  contract "  referred  to  is  the  proxy -signed 
contract,  R-292-B,  dated  April  1,  1918.  This  statement  of  claim 
was  executed  by  claimant  by  Butler  Ames,  treasurer,  June  17,  1919. 
A  form  C  certificate  was  issued  by  the  Ordnance  Claims  Board, 
dated  June  30,  1919,  and  recites,  in  part,  as  follows: 

"We,  the  Ordnance  Claims  Board,  having  made  due  and  proper 
investigation,  find  that  an  agreement  was  entered  into  in  good  faith 
between  the  IT.  S.  Cartridge  Company,  the  claimant,  and  Chas.  N. 
Black,  Lt.  Col.,  Ord.  N.  A.,  an  officer  or  agent  acting  under  the 
authority,  direction,  or  instruction  of  the  Secretary  of  War  on  or 
about  the  1st  day  of  April,  1918  •  *  *  And  that  the  documents 
attached  hereto  constitute  a  detailed  statement  showing  the  nature, 
terms,  and  conditions  of  said  agreement:     *     '     *" 
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This  certificate  was  signed  by  claimant  ns  follows: 
"Accepted  and  appi-oved  without  prejudice: 

"U.  S.  Cartbidge  Company, 
"  By  Btttlfr  Ames, 

Treasurer;  Claimant." 

20.  The  claim  on  these  two  items  was  handled  by  the  Boston  dis- 
trict board,  and  an  nward  dated  May  10.  1020,  was  mnde  by  the 
Ordnance  Claims  Board  and  forwarded  to  the  Boston  district  board 
cin  the  same  date,  with  instructions  to  submit  the  same  to  contractor 
for  its  signature.  A  statutory  award  in  the  sum  of  $6,577.44  was 
prepared  by  the  Boston  district  claims  board  and  was  submitted  to 
and  signed  by  claimant  on  May  21, 1920.  This  award  is  on  statutory 
award  form  1,  and  purports  to  be  in  full  adjustment,  payment,  and 
discharge  of  contract  R-292-B,  paragraph  2  thereof  reading  as 
follows : 

"  2.  The  Secretary  of  War  hereby  awards  to  said  claimant  the  sum 
of  six  thousand  five  hundi'ed  seventy-seven  dollars  forty-four  cents 
($6,577.44),  which  sum  in  conjunction  with  the  payments  hereinbe- 
fore mentioned  mnde  or  to  be  made  for  the  articles,  work,  or  facilities 
heretofore  delivered  anil  accepted  shall  be  in  f\ill  adjustment,  pay- 
ment, or  discharge  of  said  agreement." 

This  award  was  approved  and  signed  by  Maj.  L.  W.  Searles,  mem- 
ber of  the  Ordnance  Claims  Board,  on  June  3,  1920,  and  was 
approved  by  the  War  Department  Claims  Board  and  signed  by  E.  H. 
Van  Fo!?san,  member  of  the  boai-d,  on  June  3,  1920. 

21.  Mr.  W.  R.  B.  Whittier,  treasurer  of  claimant  company,  who 
signed  this  award  on  behalf  of  claimant,  testified  that  he  signed  it 
without  knowing  that  it  purported  to  be  in  full  adjustment,  payment, 
and  discharge  of  the  contract  in  question,  but  understood  that  it  was 
only  for  the  items  enumerated  in  the  award,  and  he  did  not  have  any 
intimation  that  it  in  any  way  affected  the  claim  for  $131,775.95  for  in- 
creased wages  paid  employees  on  the  same  contract,  which  latter  claim 
was  at  that  time  pending  before  Maj.  B.  H.  Hawkins,  Ordnance 
Department,  a  member  of  the  Ordnance  Claims  Board. 

22.  Both  Maj.  Searles  and  Mr.  Van  Fossan  testified  that  at  tiie 
time  they  signed  the  award  they  did  not  know  that  claimant  had  an- 
other claim  pending  before  the  Ordnance  Claims  Board  on  this  con- 
tract, to  wit,  the  claim  for  increasingwages,  amounting  to  $131 ,775.95. 

They  looth  stated  that  they  signed  the  award  with  the  understand- 
ing that  it  was  in  final  settlement  of  the  contract  in  question. 

It  should  be  stated  in  behalf  of  claimant  that  appiirently  the  first 
knowledge  any  officials  of  claimant  had  that  this  award  purported 
to  be  in  final  settlement  and  discharge  of  contract  R-292-'B  was  t)ie 
date  of  the  hearing  on  these  claims,  February  3, 1921. 
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1.  That  it  was  the  intention  of  the  officers  of  the  Ordnance  Depart- 
ment, -who  negottatied  the  contracts  in  question,  and  also  the  inten- 
tion of  claimant's  representative  who  negotiated  them,  that  all  of  the 
written  contracts,  when  prepared,  should  contain  the  labor-disputes 
clause,  is  clearly  established.  Mr.  Doe  was  told  by  several  officers 
in  the  legal  section  of  the  Ordnance  Department,  as  well  as  by  officers 
in  the  procurement  section,  that  all  contracts  with  his  company  would 
contain  the  labor-disputes  clause.  Instructions  to  Bidders  stated 
that  "  all  contracts  will  contain  the  following  clauses  " : 

The  labor-disputes  clause  was  one  of  the  clauses  in  that  pamphlet. 
Claimant  was  therefore  fully  justified  in  assuming  that  all  future 
contracts  entere<l  into  by  it  with  the  United  States  would  contain  the 
labor- disputes  clause  unless  a  specific  agreement  was  entered  into  to 
the  effect  that  that  clause  should  be  omitted  from  a  particular 
contract. 

Claimant's  position  with  reference  to  these  claims  is  very  similar 
to  the  position  of  the  Colt  Manufacturing  Co.  in  respect  to  its  con- 
tracts with  the  Ordnance  Department.  (See  Decisions  of  Roard  of 
Contract  Adjustment,  Claims  Nos.  1574  and  1991.)  In  those  coses 
the  testimony  was  to  the  effect  that  on  December  10,  1917,  Maj- 
McFarland  wrote  the  contractor  stating  that  all  contracts  entered  into 
with  the  Colt  Manufacturing  Co.  would  contain  the  labor-disputfs 
clause. 

Procurement  Order  14ii5-T88A  (claim  .'WHS)  contained  a  specific 
promise  that  the  written  contract  covering  that  order  would  include 
the  pertinent  provisions  of  Instructions  to  Bidders.  Unquestionably 
the  labor-disputes  clause  was  one  of  tlie  pertinent  provisibns  of  that 
pamphlet. 

Procurement  Oi-der  K^292-IJ  (claim  30.iO),  dated  December  28. 
1917,  while  making  no  reference  to  Instructions  to  Bidders,  did 
recite  that  the  formal  contract,  when  prepared,  would  contain  "  such 
other  and  usual  terms  as  the  Ordnance  Department  may  prescribe." 
The  Ordnance  Department  was  then  prescribing  the  provisions  of 
Instructions  to  Bidders  as  the  "  usual  terms  "  of  its  contracts;  Form 
597,  then  in  use  in  the  Ordnance  Department,  contained  the  labor- 
disputes  clause.  This  contract  form  was  adopted  in  the  Ordnance 
Department  in  October,  1917,  No  change  was  made  in  the  contract 
form  in  use  in  the  Ordnance  Department  until  after  the  issuance  of 
Supply  Circular  No.  88,  dated  September  7,  1918.  But  this  supply 
circular  prescribed  the  labor-disputes  clause  for  all  fixed-price  con- 
tracts and  became  effective  in  the  Ordnance  Department  in  October, 
1918. 
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2.  As  to  the  three  informal  contracts  involved  in  these  claims — 
viz,  G-l'taS-rsgA  (claim  3048),  K-292-B  (claim  3050),  and  P~3472- 
1637A  (claim  3052) — there  is  no  question  as  to  the  authority  of  the 
Appeal  Section,  acting  for  the  Secretary  of  War,  to  grant  claimant 
relief.  These  three  contracts  are  within  the  purview  of  the  act  of 
March  2,  1919.  The  intention  of  the  parties  was  that  the  labor- 
disputes  clause  shoidd  be  a  part  of  the  written  contract.  Its  omis- 
sion was  a  mutual  mistake.  The  labor  disputes  were  referred  to  the 
Chief  of  Ordnance  by  claimant  as  required  by  the  labor-disputes 
clause,  and  the  Secretary  of  War  caused  an  award  to  be  made  through 
his  agent,  which  claimant  accepted  and  carried  out  in  good  faith, 
thereby  paying  the  increased  wages,  which  resulted  in  a  substantial 
increase  in  the  cost  of  the  articles  covered  by  the  contract  in  question 
over  and  above  what  it  would  have  cost  if  the  increase  in  wages  had 
not  been  made.  The  claimant  is  now  asking  to  be  reimbursed  ac- 
cording to  the  terms  of  the  labor-disputes  clause. 

3.  The  first  obstacle  in  the  way  of  granting  relief  on  contract 
G-1425-788A  (claim  3048)  is  what  effect  did  the  attempt  to  restore 
this  lost  contract  have  on  the  informal  agreement  previously  entered 
into  between  the  parties.  It  will  probably  never  be  known  whether 
the  six  copies  of  the  contract  which  were  signed  by  Mr.  Hoxie  and 
returned  to  the  Ordnance  Department  were  ever  executed  on  behalf 
of  the  Government.  No  copy  of  this  contract  was  sent  to  the  Returns 
OflSce  of  the  Department  of  the  Interior.  The  evidence,  we  feel, 
justifies  us  in  finding  that  the  copies  were  never  signed  on  behalf 
of  the  Government.  Therefore  at  the  time  the  extra  copies  were 
executed  by  Maj.  Hawkins  there  was  no  formal  contract  existing 
between  claimant  and  the  United  States  with  reference  to  Procure- 
ment Order  G^1425-788A.  That  attempt  to  set  np  or  restore  the 
lost  contract,  if  it  is  to  be  held  valid,  operated  to  create  an  obligation 
against  the  United  States  where  none  then  existed.  As  it  was  done 
after  the  armistice  and  after  the  necessity  for  the  articles  no  longer 
existed,  it  was,  according  to  the  opinion  of  the  Comptroller  of  the 

.Treasury,  void  and  of  no  legal  effect.  (See  Decisions  of  Comp- 
troller, Nov.  25,  1918,  vol.  xxv,  p.  398.)  We  therefore  hold  that  the 
attempt  to  set  up  or  restore  the  lost  contract  did  not  establish  a 
formal  contract  between  the  parties.  Consequently  the  situation  re- 
verts back  to  the  procurement  order  dated  December  17,  1917.  This 
order  is  the  best  evidence  of  the  agreement  existing  between  the 
parties. 

We  therefore  hold  that  contract  G-1425-788A  is  not  a  formal  con- 
tract, but  is  an  informal  contract  within  the  purview  of  the  act  of 
March  2,  1919,  and  that  the  best  evidence  of  the  agreement  entered 
into  between  the  parties  in  the  procurement  order  dated  December 
17,  1917. 
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4.  The  oHly  obstacle  to  granting  relief  on  contract  R-292-B  (claim 
3(150)  is  the  Form  C  certificate  dated  June  30,  1919,  accepted  by 
claimant,  and  the  award  accepted  by  claimant  May  21,  1920.  The 
Form  C  certificate  stated  that : 

"The  documents  attached  hereto  constitute  a  detailed  statement 
showing  the  nature,  terms,  and  conditions  of  said  agreement." 

The  document  referred  to  was  the  proxy-signed  contract  R-292-B. 
This  certificate  constituted  an  agreement  between  claimant  and  the 
Ordnance  Claims  Board  that  the  proxy-signed  contract  expressed  the 
real  intention  of  the  parties  at  the  time  the  agreement  was  entered 
into.  In  other  words,  claimant  thereby  admitted  that  the  labor- 
disputes  clause  was  not  one  of  the  provisions  of  that  agreement. 
However,  claimant's  acceptance  of  this  certificate.  Form  C,  was  not 
without  qualification  or  reservation.  Claimant  signed  it  "Accepted 
and  approved  without  prejudice."  What  d'ld  this  mean?  What 
was  its  legal  effect  ?  At  the  time  this  certificate  was  signed  bj  claim- 
ant it  had  just  filed  its  claim  for  increiised  wages  paid  on  this  con- 
tract. In  thus  qualifying  its  acceptance  to  the  Form  C  certificate  it 
IS  apparent  that  claimant  did  not  thereby  intend  to  preclude  itself 
from  asserting  the  present  claim  for  increased  wages  on  the  theory 
that  the  labor-disputes  clause  was  one  of  the  provisions  of  the  agree- 
ment which  the  Form  C  certificate  was  intended  to  validate.  We 
therefore  hold  that  the  qualified  acceptance  and  approval  of  this 
certificate,  Form  C,  does  not  estop  claimant  from  n6w  insisting  that 
the  labor-disputes  clause  was  a  part  of  the  original  agreement. 

The  next  obstacle  in  the  way  of  claimant's  recovery  on  this  claim 
is  the  award  accepted  by  claimant  May  21,  1920.  It  purports  to  be 
in  final  settlement  and  discharge  of  contract  K-292-B.  Is  the  claim- 
ant thereby  precluded  from  asserting  the  present  claim?  At  the 
time  this  award  was  signed  by  claimant  the  present  claim  for  $131,- 
775.95  was  pending  before  Maj.  Hawkins,  of  the  Ordnance  Claims 
Board.  Clearly  claimant  did  not  intend  that  this  award  should 
operate  as  a  release  of  the  present  claim.  The  award  was  for  only 
$6,577.44. 

Maj,  Searles,  of  the  Ordnance  Claims  Board,  and  Mr.  Van  Fossan, 
of  the  War  Department  Claims  Board,  approved  and  signed  the 
award  without  any  knowledge  that  the  present  claim  was  still  pend- 
ing. They  fully  intended  that  the  award  should  be  in  final  settle- 
ment and  discharge  of  contract  R-292-B. 

The  act  of  March  2,  1919,  authorized  the  Secretary  of  War  to  ad-  ■ 
just,  pay,  or  discharge  agreements  of  the  kind  in  question  upon  a 
fair  and  equitable  basis.  Until  a  fair  and  equitable  settlement  has 
been  made  the  Secretary  of  War  has  not  done  what  he  is  required 
to  do  by  that  act.  If  an  incomplete  award  has  been  made  there 
has  not  been  that  adjustment,  payment,  or  discharge  of  the  agree- 
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ment  which  the  act  contemplated.  The  power  to  make  an  award 
carries  with  it  the  power  to  correct  an  erroneous  award  In  any 
case  where  it  is  clearly  shown  that  an  erroneous  award  has  been 
made,  thereby  working  a  gross  injustice  on  either  the  Government 
or  the  contractor,  the  award  should  be  vacated  and  the  eri-or  cor- 
rected, to  the  end  that  the  purpose  of  the  act  shall  be  accomplished. 
Proof  that  an  erroneous  award  has  been  made  must  be  conclusive. 
The  burden  is  upon  the  claimant  to  show  that  an  error  has  been 
made.  The  presumption  is  that  the  final  award  was  fair  and  equita- 
ble. In  the  instant  case  the  evidence  is  concliisive  that  the  award 
in  question,  in  so  far  as  it  purports  to  l)e  in  final  adjustment,  pay- 
ment, and  discharge  of  the  agreement,  was  not  fair  and  just.  The 
award  should,  therefore,  be  vacated  in  so  far  as  it  purports  to  be 
a,  final  award. 

5.  As  to  contracts  P-il350-28"2A  (claim  3051)  and  P-12289- 
3034A.  (claim  3049)  a  different  question  is  presented.  Both  of  these 
contracts  are  formal.  As  to  formal  contracts  the  Secretary  of  War 
has  not  the  authority  to  grant  relief  as  in  the  case  of  informal  con- 
tracts. The  act  of  March  2,  1919,  gives  the  Secretary  of  AVar  au- 
thority to  adjust  certain  informal  agreem^ts,  but  that  act  did  not 
relate  to  contracts  duly  executed  in  the  manner,  prescribed  in  sec- 
tion 3744.  Revised  Statutes. 

Claimant  insists  that  its  acquiescence  in  the  wage  award  consti- 
tuted an  informal  agreement  within  the  purview  of  the  act  of  March 
2,  1919;  that  is,  when  claimant  accepted  the  award  and  paid  the  in- 
creased wages  there  was  an  implied  agreement  on  the  part  of  the 
United  States  to  reimburse  claimant  the  added  cost  of  the  articles 
manufactured.  We  are  unable  to  concur  with  claimant  in  this  view. 
When  the  labor  troubles  arose  claimant  thought  the  labor-disputes 
clause  was  in  the  two  contracts  in  question,  as  well  as  in  all  of  its 
other  contracts.  Dr.  Hopkins  made  his  award  July  30,  1918,  If 
claimant  at  that  time  know  that  the  labor-disputes  clause  was  not 
in  any  of  its  contracts  it  undoubtedly  would  have  insisted  on  ascer- 
taining whether  or  not  there  was  to  be  an  increase  in  the  contract 
price  of  the  articles  covered  by  contracts  which  did  not  contain  the 
labor- disputes  clause.  It  is  quite  apparent  that  claimant  accepted 
and  abided  by  thtf  award  thinking  that  it  was  doing  so  pursuant  to 
the  terms  of  the  contracts  in  question.  This  negatives  the  idea  of 
an  implied  agreement  There  could  be  no  intention  to  enter  into 
a  new  agreement  when  claimant  then  believed  that  tlie  matter  of 
increased  wages  was  already  covered  by  its  contracts. 

We  therefore  hold  that  as  to  claims  Nos.  3049  and  3051  the  Secre- 
tary of  War  is  without  jurisdiction  to  grant  the  relief  asked  for,  and 
it  is  accordingly  denied.  However,  this  does  not  preclude  claimant 
from  presenting  these  claims  to  the  Auditor  for  the  War  Depart- 
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ment  and  to  the  Comptroller  of  the  Treasury  for  a  reformation  of 
the  contracts  in  question. 

DISPOSITION. 

1.  With  reference  to  claim  15O-C-3048  (contract  G-1425-788A), 
claim  150^052  (contract  P3472-1637A) ,  and  claim  15&-C-3050  (con- 
tract E-292-B)  the  Appeal  Section  will  make  and  transmit  a  state- 
ment of  the  nature,  terms,  and  conditions  of  the  agreement  and  cer- 
tificate C  to  the  Ordnance  Section,  War  Department  Claims  Board 
for  action  in  the  manner  provided  in  subdivision  C,  section  5,  Supply 
Circular  No.  17,  Purchase,  Storage  and  Traffic  Division.  The  basis 
of  settlement  will  be  in  accordance  with  the  decision  of  the  Secretary 
of  War  in  re  claim  of  American  Tube  &  Stamping  Co.,  Board  of 
Contract  Adjustment  No.  150-C-1079. 

2.  With  reference  to  claim  160^0-3049  (contract  P12289-3034A) 
and  claim  150-C-3051  (contract  P11350-2872A) ,  the  Appeal  Section 
will  enter  a  formal  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Ap- 
peal Section;  Mr.  Van  Fossan  concurring  for  the  War  Department 
Claims  Board. 
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Case  No.  1970. 

In  re  CLAU  07  JACOB  QOUOtAB,  KECEIVEIl  FOK  GAS  OH  CHEKICAl  CQ. 

1.  BASIS  OF  ADJUSTVENT— TEKKUTATIOX  CLAUSE.— When  a  oontraot,  for- 
mally executed  within  tbe  meanlnK  of  Rertied  Statutes  37M,  cantalni  a 
elante  whleh  provldei  a  method  or  ba*U  of  tettlement  to  be  retorted  to  In 
event  the  oontraot  It  terminated  or  saipended  by  the  United  State*  prior 
to  fnll  performance,  and  the  contract  Is  In  fact  suspended  by  the  United 
States  upon  the  ffronndi  of  public  poUoy  (the  neoestlty  of  the  thing  to  be 
famished  aader  the  ocntiaot  having  ceaied  to  exist),  snoh  settlement,  if 
any,  to  which  the  costraetor  may  be  entitled  shall  be  made  according  to 
the  terms  of  the  termination  olante  of  the  eontract  nnless  It  shall  appear  . 
that  a  mere  favorable  settlement  to  the  United  States  may  lie  effected 
under  the  varions  Snpply  Clrculais  of  the  War  Department. 

S.  CLAIH  AHD  D£CI8I0ir.— This  Is  a  claim  for  anworked  direct  material  on 
hand,  nnworked  material,  worked  direct  material  on  hand,  direct  labor 
and  overhead,  machinery  and  appaTntns  necessary  for  proiecntion  of  con- 
tract, amortisation  of  cost  of  plant,  amount  ander  last  condition  of  can- 
cellation clause,  and  Interest  under  article  8,  and  Is  for  yS3,S48.01,  and  tt 
.presented  to  the  War  Department  Claims  Board,  Appeal  Section,  under 
0.  0.  lOS,  War  Department,  1918.  Held,  claimant  entitled  to  relief  in 
part. 

Maj.  Rlackbum  writing  the  opinion  of  the  Board. 

HI8TOBT  AND  ORIOIN  OF  CLAIM. 

The  claim  of  the  Gas  Oil  Chemical  Co..  West  Hammond,  Ind.,  is  pre- 
sented to  the  War  Department  Claims  Board,  Appeal  Section,  in  ac- 
cordance with  G.  0. 103, 1918,  and  is  for  $53,548.01.  The  claim  was  in 
the  first  instance  filed  with  the  Chicago  district  claims  board  on  the  1st 
day  of  March,  1919,  as  one  arising  under  compulsory  order  No.  360- 
B/C-P.  S.  &  T.,  June  20,  1918,  which  board  after  numerous  hearings 
and  after  having  considered  the  voluminous  mass  of  testimony  taken 
at  these  various  hearings,  together  with  the  various  reports  of  cost 
accountants  and  staff  experts,  awarded  to  the  claimant  the  sum  of 
$40,256.76.  The  award,  together  with  all  papers  relating  thereto,  was 
forwarded  to  the  War  Department  Board  of  Appraisers  at  Washing- 
ton, D.  C,  which  board  transmitted  the  same  under  the  memorandum 
from  Col.  Christopher  Gamett,  then  chairman  of  the  Board  of  Con- 
tract Adjustment,  to  Col.  E,  H.  Lehman,  then  chairman  of  the  War 
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Department  Board  of  Appraisers.  Under  this  memorandum  the 
Board  of  Contract  Adjustment  assumed  jurisdiction  and  proceeded  to 
a  determination  of  the  case.  On  March  22,  1920,  the  Board  of  Con- 
tract Adjustment  in  a  decision  of  that  date  denied  the  relief  prayed 
for  in  claimant's  original  petition.  Thereafter  claimant  filed  its  pe- 
tition for  rehearing,  and  the  said  petition  having  been  considered  by 
the  standing  committee  on  rehearings  of  the  Board  of  Contract  Ad- 
justment, granted  the  prayer  of  this  petition,  and  a  rehearing  was 
ordered.  The  claim  was  thereafter  set  for  hearing  in  accordance  with 
the  recommendations  of  the  standing  committee,  at  which  claimant 
was  present  and  represented  by  counsel.  Thereafter,  on  the  29th  of 
July,  1920,  the  War  Department  Claims  Board,  Appeal  Section  {suc- 
cessor to  the  Board  of  Contract  Adjustment),  by  a  decision  of  that 
date  held  as  follows: 

"  The  result  of  our  decision  is  that  claimant  is  entitled  to  have  its 
contract  adjusted  under  the  supply  circulars  of  the  War  Depart- 
ment, and  to  be  reimbursed  for  such  partly  finished  product  and 
materials  as  it  had  on  hand  for  the  performance  of  its  contract  at  the 
time  of  its  suspension.  It  will  be  noted,  however,  that  under  the 
above  rulings  tlie  principal  items  of  the  claim,  i.  e.,  the  one  for  facili- 
ties and  the  one  tor  materials  not  suitable  for  the  contract  are  de- 
nied." 

Thereafter  claimant  by  counsel  filed  with  the  War  Department 
Claims  Board,  Appeal  Section,  its  petition  praying  for  a  further 
hearing  in  order  that  it  be  permitted  to  introduce  further  evidence. 
This  petition  was  referred  to  the  standing  committee  on  rehearings, 
and  after  due  consideration  it  was  the  decision  of  the  standing  com- 
mittee that  the  petition  for  rehearing  be  denied.  From  this  decision 
an  appeal  was  taken  to  the  Secretary  of  War.  In  support  of  this 
appeal  claimant  submitted  a  memorandum  in  which  the  following 
quoted  paragraph  appears : 

"  In  conclusion  we  KUggest  that  the  decision  should  have  extended 
only  to  the  detennination  of  tlie  question  of  default,  and  that  question 
having  been  determined  in  favor  of  the  claimant  the  claim  should 
have  been  referred  to  the  proi>er  board  for  the  taking  of  testimony 
as  to  the  various  items  of  the  claim,  and  the  claimant  should  thus 
have  been  afforded  the  opportunities  to  establish  not  only  the  necessity 
for  facilities,  but  all  tlie  items  of  its  claim,  including  the  cost  of  such 
facilities  and  of  material  purchased  to  carry  the  contract  into  effect." 

The  entire  record  was  thereupon  transmitted  to  the  Secretary  of 
War  for  consideration.    It  was  the  opinion  of  the  Secretary  of  War: 

"  That  the  decision  of  the  Appeal  Section  of  July  24,  1920,  be  va- 
cated, and  that  further  proceedings  be  had  in  conformity  with  para- 
graph 9  of  the  memorandum  of  the  vice  chairman,  War  Department 
Claims  Board." 
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Paragraph  9  referred  to  in  the  order  of  the  Secretary  of  War  ia  as 
follows : 

"  I  therefore  recommend  that  the  decision  of  the  Appeal  Section  in 
this  case  be  racated,  and  that  the  papers  be  returned  to  that  section 
to  give  claimant  opportunity  to  present  such  evidence  as  he  may  have 
material  to  his  claim ;  that  after  full  hearing  the  case  be  decided  by  the 
Appeal  Section  independently  of  former  decisions  or  the  action  on 
this  appeal." 

The  claim  was  submitted  to  the  Appeal  Section  for  further  hearing 
on  January  29,  1921,  at  -which  time  claimant  was  represented  by 
Edward  G.  Pratt,  sr.,  former  president  of  the  Gas  Oil  Chemical  Co., 
and  by  counsel. 

The  history  of  the  rise  and  origin  having  been  gone  into  by  various 
other  committees  of  both  the  Board  of  Contract  Adjustment  as  well 
as  the  Appeal  Section,  War  Department  Claims  Board,  it  was  con- 
sidered unnecessary  to  hear  evidence  along  this  line,  and  the  testi- 
mony adduced  at  the  hearing  of  January  29, 1921,  was  addressed  more 
particularly  to  the  question  of  facilities,  material  work  and  un- 
worked,  labor  and  overhead,  and  amortization  of  cost  of  plant,  all  of 
which  was  set  out  by  items  in  claimant's  amended  petition  filed  with 
the  papers  in  this  case. 

As  will  be  seen  from  the  introductory  paragraph  of  these  findings 
of  fact,  this  claim  was  originally  treated  as  one  arising  by  virtue  of 
Compulsory  Order,  Purchase,  Storage,  and  Traffic  360  (B.  C),  June 
20,  1918,  and  was  considered  by  the  Chicago  district  claims  board 
under  the  provisions  of  the  act  approved  March  2,  1919,  In  order 
that  the  issues  be  clarified,  the  Appeal  Section,  War  Department 
Claims  Board,  now  finds  that  this  claim  arises  by  reason  of  a  for- 
mally executed  contract  not  under  the  act  of  March  2,  1919,  and 
further,  that  the  contract  was  not  canceled  for  default,  that  the  con- 
tract was  suspended  in  tlie  interest  of  public  policy  (the  need  of 
toluol  having  ceased  to  exist)  under  subdivision  1  of  Article  XII  of 
the  contract.  It  is  provided  in  the  contract  in  subdivision  2,  Article 
XV,  under  the  subtitle  "  Disputes  " : 

"If  any  doubts  or  disputes  shall  arise  under  this  contract,  they 
shall  be  referred  to  the  Chief  of  Ordnance  for  determination.  It, 
however,  the  contractor  shall  feel  aggrieved  at  any  decision  of  the 
Chief  of  Ordnance  upon  such  referencCj  he  shall  have  the  right  to 
submit  the  same  to  the  Secretary  of  War,  whose  decision  shall  be 
final." 

It  is  under  the  foregoing  clause  of  the  contract  that  the  Appeal 
Section,  War  Department  Claims  Board,  as  the  agency  of  the  Secre- 
tary of  War,  now  assumes  jurisdiction  to  detennine  the  matters  now 
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in  dispute.    The  claim  as  it  is  now  to  be  considered  consists  of  eight 
separate  and  distinct  items,  as  follows: 

1.  Uoworked  direct  material  on  hand 9630. '.'> 

2.  Unworked  material 7.409.13 

8.  Worked  direct  material  on  taaod 918.00 

4.  Direct  labor  and  overhead 7,405.78 

5.  Machinery  BDd  apparatus  necesaai?  for  prosecution  of  coatract—    4,060.72 

6.  Amortization  o(  cost  of  plant 1S,437.3» 

7.  Amount  under  last  condition  of  cancellation  <daaae 14,408.00 

8.  Interest  under  article  9 5, 246. 44 

Total ; ri3.B4S.ni 

It  appears  from  certain  orders  entered  in  the  chancery  cause  of  the 
Weslinphonse  Traction  Breaker  Co.,  a  corporation,  et  al..  v.  the 
(iHs  Oil  Chemical  Co.,  a  corporation,  et  al.,  now  penilin'i  in  th'.* 
circuit  court  of  Cook  County.  State  of  Illinois,  that  on  October  2o. 
1920. one  Jacob  Ooldman.of  Chicnpo,  111.,  was  appointed  receiver  for 
the  Gas  Oil  Chemical  Co.  on  January  23.  1021.  Ijeave  wiis  requested 
by  J.  Kemp  Bartlett,  of  Baltimorp,  Md.,  representntive  of  the  saiJ 
Jiicob  Grotdman,  to  substitute  the  sjid  Jacob  GolduKin,  reiTivor.  for 
and  in  the  stead  of  the  Gas  Oil  Chemical  Co.  It  being  in  the  opinion 
of  tlie  Board  that  such  step-i  would  l)e  necessary  in  order  that  the 
proper  parties  might  be  before  the  Board,  leave  was  accorrlinply 
granted. 

FINDINGS  OF  FACT. 

During  the  latter-part  of  the  year  1917  claimant  completeil  a  smnU 
plant  at  West  Hammond,  Ind.,  capable  of  producing  for  commercial 
pui'imses  a  commodity  known  as  "'  05  per  cent  toluol,"  but  no  pro- 
duction of  this  commodity  was  had  until  about  the  1st  of  January, 
1918,  after  which  time  claimant  entered  into  various  contracts  for  the 
production  of  toluol  for  the  commercial  trade.  Their  principal 
sources  of  supply  of  raw  materials,  such  as  holder,  drip,  and  light 
oils,  was  a  coke  plani  at  Joliet,  111.,  and  the  Minneapolis  Gas  Light  & 
Coke  Co.,  of  Minneapolis,  Minn.  Smaller  quantities  were  obtained 
from  certain  smaller  plants  in  the  territory  adjacent  to  West  Ham- 
mond. 

Early  in  the  year  1918  claimant  contracted  with  the  Minneapolis 
Gas  Light  Co.,  of  Minneapolis,  Minn.,  for  160,000  gallons  of  crude 
material ;  and  in  order  that  the  neces?^ity  for  the  use  of  a  larger  num- 
ber of  tank  cars  for  transporting  the  crudes  from  Minneapolis  to 
West  Hammond  might  be  obviated,  it  was  thought  practical  by  claim- 
ant, as  well  as  by  certain  officers  of  the  Ordnance  Department,  that 
this  160.000  gallons  of  crudes  be  shipped  across  the  river  to  the  plant 
of  the  Northwestern  Blau  Gas  Co.,  at  St.  Paul,  Minn.,  which  had  just 
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completed  the  inRtalliition  of  a  fire  still,  the  plan  l>eiii(r  to  have  the 
i-nides  run  thioujih  a  process  of  preliminary  distillation  at  this  plant. 
This  was  done:  and  after  the  material  had  been  subjected  to  thia 
primary  distillution — the  resultant  product  being  by  this  process  re- 
duced to  approximately  one-third  of  the  original  gallOnage — waa 
shipped  in  Februarj-,  1918,  to  the  plant  of  the  claimant  at  West  Ham- 
mond, Ind.,  to  be  subjected  to  the  further  proces-es  of  distillation 
necessary  to  the  production  of  a  chemically  pure  toluol. 

After  this  material  had  been  received  at  the  plant  of  the  claimant 
it  vras  discovered,  after  several  ineffectual  attempts,  that  for  some 
reason  or  other  which  was  at  that  time  to  the  claimant  unexplainable 
it  was  impossible  to  recover  from  the  crude  material  that  proportion 
of  toluol  which  should  have  been  obtained.  However,  claimant  did 
recover  from  this  crude  and  sold  to  the  commercial  trade  approxi- 
mately 30,000  gallons  of  65  per  cent  toluol. 

During  the  month  of  May,  after  some  correspondence  with. the 
Procurement  Division,  Ordnance  Department,  at  Washington,  Ed- 
ward G.  Pratt,  sr.,  president  of  the  claimant  company  came  to 
Washington  and  began  certain  negotiations  with  Col.  Clarence  W. 
Watson,  Procurement  Division,  Ordnance  Department,  looking  to 
the  securing  of  a  contract  with  the  Government  for  toluol.  Thia  , 
period  of  negotiation  extended  over  several  days,  and  on  May  14, 
1918,  culminated  in  the  execution  of  ordnance  contract  P-7924- 
8958.  Under  the  terms  of  this  contract  claimant  undertook  and 
obligated  itself  to  the  delivery  of  100,000  gallons  of  chemically  pure 
toluol,  deliveries  to  begin  on  or  about  July  1,  1918,  and  to  be  at  the 
rate  of  10,000  gallons  monthly  for  a  period  of  10  months  thereafter. 
The  price  which  claimant  was  to  receive  for  its  product  waa  fixed  in 
the  contract  at  $1.50  per  gallon.  Further  provision  was  to  the 
effect  that  after  the  delivery  of  100,000  gallons  contracted  for,  the 
Ordnance  Department  would  have  an  option  on  50,000  additional 
gallons  of  toluol  at  the  same  rate.  Contemporaneous  with  the  exe- 
cution of  this  contract,  claimant  secured  an  advance  payment  on 
the  material  to  be  thus  produced,  from  the  War  Credits  Board, 
amounting  to  $30,000. 

With  the  contract  and  the  check  in  his  pocket,  the  representative 
of  the  claimant  returned  to  West  Hammond,  Ind.,  to  prepare  for  the 
fulfillment  of  this  contract. 

However,  before  the  contract  was  executed,  and  as  has  been  stated 
in  preceding  paragraphs  of  these  findings  of  fact,  claimant  waa 
experiencing  great  difficulty  in  refining  the  crude  material  pre- 
viously received  from  the  Blau  Gas  Co.  An  appeal  waa  made  to 
Mr.  J.  M,  Morehead,  chief  of  the  Wood  Chemicals  Section  of  the 
War  Industries  Board,  for  advice  as  to  what  steps,  if  any,  (ould  be 
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taken  to  secure  a  larger  yield  of  toluol  from  the  crude  material  than 
that  which  had  heretofore  been  obtained.  Answering  this  appeal, 
Mr.  Morehead  recommended  that  claimant  secure  the  services  of  one 
Edward  A,  Dieterle,  gas  and  chemical  engineer,  of  Chicago,  III. 
Mr.  Dieterle  was  thereupon  employed  by  claimant  and  visited  ita 
plant  for  the  first  time  on  May  16,  1918,  two  days  following  the 
execution  of  the  formal  contract  between  the  claimant  and  the 
United  States.  After  making  certain  experiments  with  the  view  of 
securing  a  larger  yield  of  pure  toluol  from  the  crude  material,  Mr. 
Dieterle  discovered  that  it  was  practically  an  impossibility  to  do 
anything  with  the  material  then  on  hand,  because  of  the  presence  in 
this  material  of  certain  chemicals  not  ordinarily .  to  be  encountered. 
■In  order  to  eliminate  these  chemicals,  Dieterle  concluded  that  cer- 
tain facilities  not  at  that  time  owned  by  claimant,  would  have  to  be 
installed  in  order  to  recover  all  of  the  toluol.  Dieterle  recommended 
the  installation  of  these  apparatus  to  claimant,  and  as  a  result  of  this 
recommendation  claimant  on  June  19,  1918,  contracted  with  tiie  Ed- 
ward A.  Diet«rle  Co.,  of  which  Edward  A.  Dieterle  was  a  partner,  for 
the  purchase  of  these  facilities  and  instruments  which,  according  to 
Dieterle's  advi<^e,  would  not  only  increase  the  production  capacity 
of  the  plant,  but  which  would  make  it  possible  for  claimant  to  ex- 
tract all  of  the  toluol  present  in  the  crude  material. 

These  facilities  were  installed  during  September  and  October, 
1918.  Claimant  made  no  deliveries  under  its  contract  until  October, 
1918,  when  its  first  shipment  of  2,394  gallons  was  made.  This  ship- 
ment was  accepted  and  paid  for  by  the  United  States.  No  other  de- 
liveries of  toluol  were  made  by  the  claimant  after  the  October  ship- 
ment, and,  so  far  as  the  record  discloses,  none  was  produced.  This  is 
borne  out  by  the  fact  that  in  the  various  items  claimed  for  there  ap- 
pears no  item  for  chemically  pure  toluol  on  hand  and  not  delivered. 

On  November  15,  1918,  claimant  received  notice  from  the  Chief  of 
Ordnance  suspending  all  further  operations  under  the  contract,  as- 
signing as  a  reason  therefor  that  tlie  further  need  for  toluol  for 
governmental  purposes  had  ceased  to  exist  and  that  the  termination 
or  suspension  of  the  contract  was  in  the  interest  of  public  policy. 
Claimant  accepted  the  notice  of  termination  or  suspension  and  made 
jio  further  efforts  to  produce  or  deliver  toluol  under  this  contract. 


The  Appeal  Section,  War  Department  Claims  Board,  in  its  decision 
of  July  29,  1920,  discusses  at  length  the  default  of  the  claimant  in 
not  having  made  its  deliveries  of  toluol  to  the  Government  as  per 
the  schedule  set  out  in  the  contract  and  found  that  while  there  was. 
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in  fact,  a  default  upon  the  part  of  the  contractor  suth  as  would 
amount  to  a  breach  of  contract,  yet  the  acceptance  of  the  shipment  of 
toluol  made  in  October,  1918,  was  an  acquiescence  in  the  breach,  and 
held  that  the  contract  was  not  subject  to  cancellation  by  the  United 
States  for  the  breach  but  bad  been  terminated  in  the  interest  of 
public  policy.  We  believe  this  view  to  be  proper  and  based  upon  the 
facts.  Therefore,  so  much  of  the  decision  of  July  29,  1918,  of  the 
Appeal  Section,  War  Department  Claims  Board,  as  is  applicable  to 
the  question  of  the  claimant's  default  is  affirmed.  In  the  event  of 
the  termination  of  the  contract  bj  the  United  States  prior  to  a  full 
performance,  a  method  of  settlement  vras  provided.  It  is  stated  in 
Article  XII,  under  the  heading  "  Termination  of  contract,"  that — 

"This  contract,  including  any  extension  thereof,  may  be  termi- 
nated and  canceled  by  notice  in  writing  to  the  contractor  by  the 
Chief  of  Ordnance,  as  follows: 

"(1)  Because,  in  the  opinion  of  the  Chief  of  Ordnance,  the  need 
for  further  toluol  under  tiiis  contract  has  ceased  to  exist. 

"  (2)  Because  of  the  abandonment  or  willful  or  continued  violation 
of  this  contract  by  the  contractor. 

"  Upon  termination  of  this  contract  for  the  first-named  cause  the 
United  States  shall  pay  the  contractor  (a)  for  all  toluol  theretofore 
accepted  by  the  United  States,  (h)  for  all  such  as  may  (subject  to 
inspection)  be  ready  for  delivery,  and  (c)  for  all  in  process  of  manu- 
facture. In  addition,  if  at  the  time  such  notice  is  given  less  than 
100,000  gallons  hns  been  accepted  by  the  United  States,  there  may  be 
added  such  sum,  if  any,  as  the  Chief  of  Ordnance  may  deem  neces- 
sary justly  to  compensate  the  contractor  for  its  work  hereunder.  In 
adiJition,  if  at  the  time  such  notice  was  given  less  than  12,000  gallons 
has  been  accepted  by  the  United  States,  the  United  States  shall  pay 
to  the  contractor  the  diiference  in  value  between  12,000  gallons  and 
the  amount  theretofore  accepted  and  paid  for  by  the  United  States. 
Any  termination  of  this  contract  for  the  second-named  cause  or 
causes  shall  be  without  prejudice  to  any  other  rights  or  remedies  that 
the  United  States  may  have  at  law  against  the  contractor," 

These  conditions  provide  the  only  means  of  settlement  between  the 
parties  to  the  contract  and  must  govern  this  Board  in  the  determi- 
nation of  the  issues  here  involved.  The  position  of  the  claimant  is 
that  not  only  is  it  entitled  to  a  settlement  under  the  terms  of  tho 
termination  clause  of  the  contract  as  are  enumerated  in  subdivisions 
A,  B,  and  C,  but  in  addition  it  should  under  the  second  clause  be 
reimbursed  for  certain  other  expenditures  and  for  plant  amortiza- 
tion, such  reimbursement  to  be  in  accordance  with  the. supply  circu- 
lars of  the  War  Department,  and  especially  in  the  light  of  the  pro- 
Tisions  of  Supply  Circular  No.  Ill,  We  believe  this  provision  to  bo 
untenable.  The  securing  and  execution  of  the  contract  with  the 
United  States  by  claimant  was  a  voluntary  action  upon  its  part  and 
wafl  for  the  purpose  of  securing  a  market  for  any  and  all  toluol  it 


636    DEUISIOKS  APPEAL  SECTION  WAR  DEPARTMEKT  CLAIMS  BOARD. 

might  be  able  to  produce.  The  contract  was  the  final  culmination  of 
the  negotiations  and  bargainings  between  the  claimant  and  the  Gov- 
ernment, and  in  it  were  merged  all  prior  agreements  and  understand- 
ings, and  the  parties  thereto,  in  the  absence  of  fraud  or  mistake,  are 
irrevocably  bound  by  its  terms.  In  t)ie  termination  clause  from 
which  we  have  previously  quotetl  it  is  provided  that  in  the  event  the 
contract  he  terminated  by  the  United  States  before  full  completion, 
that  they  will  settle  with  the  contractor  upon  a  certain  basis,  the 
contractor  agreeing  with  the  United  States  that  in  the  event  of  this 
contingency  lie  would  accept  the  settlement  upon  this  basis,  and 
having  so  agreed,  the  claimant  must  abide  b}'  the  terms  of  its  obliga- 
tion. If  the  termination  clause  is  not  sufficiently  broad  to  cover  all 
contingencies  which  might  have  arisen  under  the  contract,  then  it 
was  the  duty  of  the  claimant  to  have  seen  to  it  that  it  did.  and  if  ■ 
through  the  lack  of  good  business  judgment  or  for  any  other  cause 
claimant  executed  the  instrument  withont  having  all  of  the  condi- 
tions and  understandings  embodied  therein,  in  that  event  it  was  its 
folly  to  have  done  so.  But  having  signed  the  contract,  it  can  not  now 
but  be  circumscribed  by  the  limitations  therein  contained.  To  resort 
to  any  other  method  or  basis  of  settlement  such  as  the  supply  circulars 
of  the  War  Department,  between  the  United  States  and  the  claimant 
would  be  in  effect  to  reard  into  this  contract  something  which  was  not 
contemplated  by  the  parties  at  the  time  of  its  execution  and  would, 
in  fact,  be  the  act  of  re-creating  and  re-forming  the  contract  between 
the  parties  when  no  grounds  for  reformation  or  the  necessity  therefor 
are  shown  to  exist.  It  was  said  by  this  Board  in  the  case  of  Templar 
Motors  Corporation,  No.  I50-C-2883: 

"Where  a  formul  contract  is  suspended  by  the  Government  in  the 
public  interest  and  not  canceled,  the  Secretary  of  War  has  jurisdic- 
tion to  adjust  it  by  a  supplemental  agreement.  //  U  has  a  termina- 
tion clause,  such  clause  is  followed  in.  the  adjustment,  unless  it  he 
in  thr  puhlir  inteivxt  to  fenninnte  it  in  accordance  with  Supply  Cir- 
ciihir  111."    {Italics  are  ours.) 

This  we  think  to  l>e  a  sound  enunciation  of  ihe  principle  applicable 
to  the  settlement  of  contracts  executed  formally,  within  the  meaning 
of  Bevised  Statutes  3744,  and  which  have  been  terminated  in  the 
interest  of  public  i>olicy.  and  should  be  universally  followed  in  such 
cases  unless  it  shall  be  clearly  made  to  appear  that  a  settlement  under 
the  supply  circulars  of  the  War  Department  will  he  more  favorable 
to  the  interests  of  the  Government.  We  must  therefore  hold  in  the 
instant  case  that  in  view  of  this  authority  the  contract  itself  is  the 
true  medium  through  which  the  claimant  herein  may  receive  reim- 
bursement, if  any,  it  be  entitled  to.    In  addition  to  subdivisions  (a). 
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(b),  and  («)  of  section  1  of  Article  XII  of  the  contract,  it  is  pro- 
^■ided  that — 

"Tn  ndd.tion,  if  at  the  time  such  notice  is  (jiven  less  than  100,000 
gallons  had  been  accepted  by  the  United  States,  there  may  be  added 
such  .sum,  if  any,  as  the  Chief  of  Ordnance  may  deem  necessary  justly 
to  comi^neate  the  contractor  for  its  work  hereunder." 

This  naturally  gives  rise  to  the  question  as  to  what  sum  or  sums 
may  be  necessary  to  render  to  the  contractor  just  compensation  for 
its  work  hereunder.  We  are  not  in  accord  with  the  contention  of 
claimant  that  this  is  a  blanket  authorization  under  which  the  Chief 
of  Ordnance  might  settle  with  the  contractor  upon  any  basis  which 
he  may  think  proper.  If  it  were  in  fact  blanket  authority  and  if 
such  a  construction  were  to  prevail,  there  would  be  no  limitation 
upon  the  amounts  of  money  which  might  be  paid  under  such  a  theory. 
It  would  seem  that  the  true  intent  and  purpose  of  this  clause  when 
taken  in  conjunction  with  the  other  provisions  of  the  termination 
clause  is  limited  in  its  application  to  matters  incident  to  the  work 
under  the  contract  and  applies  only  to  such  sums  expended  and  which 
■could  be  shown  to  be  absolutely  necessary  to  the  work  and  which 
within  all  human  reason  could  not  have  been  contemplated  by  the 
contractor  prior  to  or  at  the  time  of  the  execution  of  the  contract. 
If  the  terms  of  the  contract,  including  the  termination  clause,  are 
to  control  in  determining  the  issues  now  before  us,  it  is  the  opinion 
of  the  Board  that  the  various  items  of  this  claim  should  be  disposed 
of  as  follows : 

Items  1  and  2  will  be  considered  as  one.  The  first  in  numerical 
order  is  unworked  direct  viaterial  on  handy  $630.75,  and  the  second, 
'urvworked  material,  $7,409.93,  and  are  made  up  in  the  following  man- 
ner: 

Item  No.  1  is  made  up  of  4,450  pounds  of  caustic  soda,  2.900 
pounds  of  sulphuric  acid,  also  crude  distillate,  all  of  these  materials 
being  on  hand  at  the  plant  of  the  claimant  at  the  time  the  contract 
was  suspended  by  the  Government.  The  price  of  the  caustic  soda 
■was  originally  figured  at  9.5  cents,  the  market  price  on  the  date  of 
the  suspension  of  the  contract  The  Government  auditors,  however, 
used  the  original  invoice  of  6.5  cents,  reducing  the  amount  claimed 
for  in  this  item  from  $^2.75  to  $289.25.  The  sulphuric  acid  was 
checked  by  Government  auditors,  and  for  this  item  $58  was  found 
to  be  correct. 

Item  No.  2  is  made  up  of  26,469  gallons  of  light  distillate,  which 
claimant  received  from  the  Northwestern  Blau  Co.  and  placed  in 
storage  tanks  in  its  plant  at  Hammond,  Ind.  The  original  coat  of 
this  distillate  was  50  cents  per  gallon.    This  price  was  based  upon 
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the  toluine  content  of  the  crude  material.  Upon  suspension  of  the 
contract  by  the  Chief  of  Ordnance  the  claimant  found  this  material 
on  its  hands  in  its  storage  tanks.  Thereafter  it  reduced  its  claim 
against  the  United  States  to  the  minimum  by  the  sale  of  the  tight 
distillate  to  the  Barrett  Co.,  of  Ne^r  York,  at  a  price  of  26.2  cents 
per  gallon,  the  beat  price  obtainable  for  toluine  bearing  oils  after  the 
signing  of  the  armistice.  It  is  developed  by  the  testimony  that  the 
light  distillate  claimed  for  in  this  item  contained  approximately  35 
per  cent  toluol.  It  is  further  developed  by  the  evidence  that  the 
25  per  cent  of  toluol  contained  in  this  distillate  was  an  approximate 
average  of  the  toluine  contained  in  all  other  toluine  bearing  oils 
obtainable. 

There  being  no  provision  in  any  of  the  subdivisions  (a),  (b),  nor 
(e)  of  the  second  clause  of  Article  XII  of  the  contract  for  reimburse- 
ment for  moneys  expended  under  these  items,  and  not  coming  within 
the  purview  of  the  second  clause  of  paragraph  2  of  this  article, 
they  are  accordingly  disallowed. 

Item  3.  Worked  direct  maienal  cm  hand  ($918). — This  item  is  com- 
posed of  that  quantity  of  the  crude  distillate  in  process  in  the  stills 
of  claimant's  plant  at  the  time  of  suspension  of  the  contract.  This 
material  was  never  withdrawn  from  claimant's  plant  but  was  allowed 
to  remain  in  that  state  in  the  stills  and  has  been  sold  as  a  part  of 
the  claimant's  plant.  The  total  amount  received  for  the  entire  plant 
was  $13,500. 

It  is  not  disclosed  by  the  evidence  what  salvage  value  was  fixed 
for  this  material  when  it  was  sold,  nor  is  the  gallonage  shown.  It 
is  in  evidence  that  the  sum  of  $918  here  claimed  for  represents  the 
difference  between  the  original  cost  price  of  this  material,  i.  e.,  $0.54 
per  gallon,  and  its  salvage  value.  We  are  of  the  opinion,  and  so 
hold,  that  under  subdivision  (c)  of  the  second  clause  of  Article  XII 
of  the  contract  claimant  is  entitled  to  reimbursement  for  that  amount 
which  i-epresenta  the  difference  between  the  cost  or  purchase  price 
of  the  crude  distillate  and  the  fair  salvage  value  thereof  of  whatever 
material  was  in  process,  which  is  to  be  determined  as  to  gallonage, 
cost  price,  and  salvage  value  as  of  the  date  of  the  termination  or 
suspension  of  the  contract. 

Item  4.  Direct  labor  and  overhead  ($7,405.78). — This  item  repre- 
sents the  cost  of  labor  and  overhead  from  August  1  to  Xovember  15, 
1918,  and  for  convenience  are  divided  into  two  items ;  first,  the  item 
for  labor  between  these  two  dates,  which  was  $3,443.05 ;  second,  the 
overhead  for  this  period,  which  was  $8,962.73.  These  items  have 
been  checked  and  audited  by  Government  auditors  and  examinere 
and  this  item  of  claim  as  is  now  presented  was  made  up  under  the 
direction  of  the  accountants  and  auditors  of  the  Chicago  district 
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claims  board.  However,  there  being  no  express  provision  for  reim- 
bursement to  claimant  for  such  costs  as  are  embraced  in  this  item 
under  any  sections,  provision  or  subdivisions  of  the  termination 
clause  of  the  contract,  the  Board  is  of  the  opinion,  and  so  holds,  that 
this  item  should  be  disallowed. 

Item  5.  Machinery  and  apparatus  necessary  for  prosecvtion  of 
contract  ($4,090.72). — The  items  of  this  claim  as  made  up  are 
several  in  number,  consisting  of  one  24-inch  cast-iron  column,  certain 
thermometers,  one  Tagliabue  water  control,  storage  tanks  (2),  tubu- 
lar boiler  (1),  Fairbanks-Morse  scale  (1),  Westinghouse  electric 
compressor  (1),  the  total  amount  of  this  expenditure  being  $4,215.72. 
It  is  disclosed  by  the  evidence  in  this  case  that  prior  to  the  nego- 
tiations between  Mr.  Edward  (i.  Pratt,  then  president  of  claimant 
company,  and  Col.  Clarence  AV.  Watson,  Ordnance  Department, 
U.  S.  Army,-  the  production  capacity  of  the  plant  was  approximately 
200  gallons  of  chemically  pure  toluol  per  day.  In  order  that  claim- 
ant might  perform  the  conditions  of  the  contract  then  being  nego- 
tiated, it  was  necessary  to  enlarge  the  plant  by  purchase  of  addi- 
tional special  facilities  so  as  to  bring  the  production  capacity  of  the 
plant  up  to  approximately  500  gallons  daily. 

It  appears  from  the  testimony  of  Mr.  Edward  G.  Pratt,  sr.,  that 
the  facilities  composing  this  item  were  contemplated  by  claimant 
prior  to  the  execution  of  the  contract,  yet  the  termination  clause  of 
the  contract  contains  no  express  provision  beyond  those  expressed 
in  Article  IX,  whereby  in  event  of  suspension  of  the  contract  by  the 
United  States  prior  to  full  performance,  the  claimant  could  be  reim- 
bursed for  the  unabsorbed  portion  of  the  expenditures  thus  made. 
We  are  therefore  of  the  opinion  and  so  hold  that  this  item  is  not 
allowable  under  the  second  paragraph  of  Article  XII  of  the  con- 
tract, and  therefore  should  be  denied. 

Item  6.  AmoTtization  of  cost  of  plant  ($13,437.89). — This  item  is 
for  the  sum  of  $13,437.39  as  plant  amortization.  There  being  no 
provision  in  Article  XII  of  the  contract  or  any  of  the  subdivisions 
thereof  for  plant  amortization,  this  board  finds  and  so  holds  that 
claimant  is  not  entitled  to  the  relief  prayed  for  in  this  item  of  its 
claim,  therefore  this  item  is  disallowed. 

Item  7.  Amount  under  last  condition  of  cancellation  clause 
($14,409). — In  addition  to  the  several  provisions  in  the  termination 
clause  of  the  contract  which  have  been  heretofore  discussed,  the  third 
and  last  paragraph  thereof  provides  as  follows ; 

"  In  addition,  if  at  the  time  such  notice  was  given  less  than  12,000 
gaUons  has  been  accepted  by  the  United  States,  the  United  States 
shall  pay  to  the  contractor  the  difference  in  value  between  12,000 
^llons  and  the  amount  theretofore  accepted  and  paid  for  by  the 
United  States." 
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From  the  language  of  tlie  above-quoted  provision  it  is  clear  that 
it  is  intended  to  be,  and  is,  in  effect,  a  guarantee  to  the  contractor 
against  minimum  production.  In  other  words  the  United  States 
covenants  with  the  contractor  that  at  all  events  they  will  pay  tor 
12,000  gallons  of  toluol  whether  this  amount  be  delivered  or  not. 
It  is  obvious  that  this  clause  is  an  insurance  to  the  contractor  in 
event  of  termination  or  suspension  of  its  contract  against  losses 
incurred  in  preparation  to  perform,  such  as  by  the  purchase  of 
special  facilities  and  other  expenditures  as  were  reasonably  con- 
templated prior  to  the  execution  of  the  contract,  and  for  which 
reimbui-sement  has  not  been  expressly  provided  in  subdivisions  A  and 
B  of  the  termination  clause  of  the  contract.  Adopting  this  as  the 
true  interpretation  of  this  clause,  it  would  seem  that  the  contractor 
would  thus  be  put  in  statue  quo,  it  being  reasonable  to  assume  that 
from  the  price  received  for  that  toluol  delivered,  it  would  recoup  its 
overhead  in  proportion  to  the  delivered  gallonage.  The  furtlier  pur- 
pose of  this  paragraph  is  to  protect  the  United  States  against  paying 
for  the  same  thing  twice.  In  other  words,  the  second  paragraph  of 
the  termination  clause,  having  provisions  for  the  reimbursement  for 
such  expenditures  as  were  necessitated  by  imforeseen  conditions, 
and  the  third  paragraph  providing  a  means  of  settlement  for  such 
expenditures  as  were  contemplated,  it  therefore  follows  that  payment 
for  those  items  of  the  instant  claim  which  were  contemplated  and 
which  are  set  up  under  the  second  paragraph  of  the  termination 
clause  were  necessarily  refused  for  the  reason  that  these  identical 
items  are  only  allowable  under  the  third  paragraph,  and  in  the 
exact  ratio  which  each  item  bears  to  the  whole  amount  so  allowed 
hereunder. 

It  appears  that  under  the  contract  claimant  has  delivered  2^&1 
gallons  of  toluol,  which  has  been  accepted  and  paid  for  by  the  United 
States.  This  item  of  the  claim  is  for  the  difference  between  $18,000, 
the  value  of  12,000  gallons  of  toluol,  and  $3,591,  the  value  of  the 
delivered  product,  which  amounts  to  $14,409.  The  Board  holds  that 
the  foregoing  amount  is  properly  allowable  under  subdivision  C 
(second  paragraph)  of  Article  XII  of  the  termination  clause  and  is 
the  maximum  allowable  under  the  contract  to  the  claimant  for  facili- 
ties, specially  provided,  as  well  as  for  other  items  of  expense  origi- 
nally contemplated. 

Item  8.  Interest  under  Article  IX  of  the  contract  ($5,246.44),— 
Article  IX  of  the  contract  is  as  follows: 

If  the  War  Credits  Board  shall  require  the  contractor  to  pay  in- 
terest on  any  advance  payment,  the  United  States  shall  reimburse  the 
contractor  therefor  as  a  part  of  its  costs  and  expenses  under  this  con- 
tract ;  the  precise  account  or  method  through  which  such  reimbuiw- 
ment  shall  occur  to  be  determined  by  the  contracting  officer. 
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The  amount  of  interest  claimed  for  in  this  item  represents  that 
amount  now  due  and  owing  to  the  United  States  for  moneys  advanced 
to  claimant  by  the  War  Credits  Board.  The  original  amount  being 
$30,000,  has  been  reduced  by  certain  deductions  from  the  purchase 
price  paid  for  the  2,394  gallons  of  toluol  accepted  by  the  United 
States,  to  $29,102.25,  The  amount  of  interest  for  which  rebate  is 
claimed  is  computed  at  the  rates  of  6  per  cent  per  annum  and  from 
the  date  of  the  advance  made  by  the  War  Credits  Board  up  to 
March  1,  1921. 

The  Board  finds,  and  therefore  holds,  that  under  the  terms  and 
provisions  of  Article  IX  of  the  contract  claimant  is  entitled  to  a 
rebat«  of  interest  on  such  amount  or  amounts  as  may  be  due  and 
owing  to  the  United  States  by  reason  of  the  advance  payment  made 
to  claimant  by  the  War  Credits  Board  at  the  rates  of  interest  pro- 
vided for  in  the  supplemental  agreement  and  in  the  following 
manner: 

First.  The  interest  shall  be  computed  from  the  date  the  loan  of 
$30,000  was  made  to  claimant  by  the  War  Credits  Board  to  the  day 
and  date  upon  which  claimant  received  credit  upon  the  principal, 
which  credit  reduced  the  principal  from  the  original  amount,  or 
$30,000,  to  $29,102.25. 

Second.  That  the  interest  shall  be  computed  on  the  $29,102.25 
from  the  day  upon  which  claimant  was  so  credited  up  to  and  inclu- 
sive of  the  day  and  date  of  the  execution  of  any  settlement  contract 
had  hereunder. 

Third.  Nothing  contained  in  this  decision  shall  be  construed  to 
affect  the  payment  of  or  to  relieve  the  claimant  from  the  pajTnent  of 
any  interest  or  installment  of  interest  such  as  may  be  due  and  owing 
to  the  War  Credits  Board  after  the  execution  of  any  settlement  con- 
tract which  may  be  had  under  the  terms  of  this  decision.  This 
Board  expressly  holds  that  its  jurisdiction  touching  the  payment  of 
any  interest  by  the  claimant  to  the  United  States  expressly  confined 
to  Article  IX  of  the  contract. 

DISPOSITION. 

It  is  recommended  that  the  Appeal  Section,  War  Department 
Claims  Board,  transmit  its  findings  to  the  Ordnante  Section,  War 
Department  Claims  Board,  and  that  the  items  of  this  claim  which 
have  been  allowed  in  the  foregoing  decision  be  paid  in  accordance 
with  the  terms  of  the  contract. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Appeal 
Section ;  Mr.  Van  Fossan  concurring  for  the  War  Department  Claims 
Board. 
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Febrdabt  23,  1921. 
Case  No.  1306. 

In  re  CL&OI  OF  CHAELES  H.  KTTEEAY, 

1.  JimiSDICTION  OF  THE  SECRETABT  OF  WAK.— Wbere  clalmuit  fllM  with 

an  agency  of  the  Secretarr  of  War  two  mffldavlts  In  which  are  act  out  tj 
Items  hlE  expenditures  tncnrred  In  a  Jonmey  made  at  the  Instanoe  of  the 
Secretary  of  War,  and  the  Iteni  contained  In  the  two  affldaTiti  aie  m 
inconsistent  as  to  the  amounts  of  tueh  expenditniei  as  to  raise  Uw  qnei- 
tloB  of  the  good  faith  of  the  olalinant,  the  Secretary  of  War  shanld  retnie 
to  assume  Jurisdiction  of  the  claim  for  the  purpose  of  decidlnff  it  upoa  Its 
merits. 

2.  Where  it  appears  from  all  of  the  evldenoe,  as  well  as  lupportloK  affldaTlts  tad 

documents,  that  the  claimant  has  either  Innocently  or  malicionslr  sought 
to  take  advantage  of  the  United  States  in  the  presentation  and  proof  ft 
his  claim,  the  Secretary  of  War  will  deny  Jnrlsdictlon  and  refuse  to  sake 
the  settlement  prayed  for. 

3.  Where  the  evidence  adduced  by  claimant  upon  a  hearing  is  of  snch  a  eontn- 

dlctory  and  incanslstent  nature  as  wonld  raise  the  snsplolon  of  frandaleat 
intent  the  Beeretary  of  War  will  refuse  to  take  Jurisdiction  and  deny  the 

Maj.  Blackburn  writing  the  opinion  of  the  Boai-d. 

OltlGIN  AND  NATURB  OF  CI-AIM. 

1.  This  claim  arises  under  the  act  of  March  2,  1919.  Statement  of 
Claim  Form  B  has  been  filed  under  Purchase,  Storage  and  Traffic 
Supply  Circular  No.  17,  1919,  for  $4C,00()  by  reason  of  an  agreement 
alleged  to  have  been  entered  into  between  the  claimant  and  the 
United  States.  The  claim  is  based  upon  an  offer  made  by  the  Sec- 
retary of  War  to  buy  platinum  communicated  by  him  to  the  Secre- 
tary of  Commerce,  and  by  the  subordinate  officers  of  the  Secr^ry 
of  Commerce  to  the  claimant.  The  Secretary  of  War  agreed  in  this 
offer  to  accept  such  platinum  to  be  furnished  by  the  claimant  and  to 
designate  a  representative  at  Vladivostok,  Siberia,  to  receive  it.  The 
Secretary  of  W^r  failed  to  designate  such  representative  at  Vladi- 
vostok, and  claimant  was  thereby  precluded  from  making  a  tender 
to  the  United  States  of  the  amount  of  platinum  he  was  to  fumi^ 
under  his  contract. 

2.  The  claim  is  for  expenses  incident  to  claimant's  journey  from 
New  York  to  Vladivostok,  Siberia,  and  return.  The  claim  came  on 
for  hearing  for  the  first  time  before  the  Board  of  Contract  Adjost- 
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ment  on  March  22,  1920,  which  Board,  after  having  considered  all 
of  the  evidence  and  supporting  affidavits,  as  welt  as  other  documents 
at  that  time  submitted,  was  of  the  opinion  that  the  claimant  was  not 
entitled  to  the  relief  prayed  for,  for  the  renson  that  "  this  Board  is 
unable  to  find  that  the  claimant  was  ever  in  a  position  to  deliver  any 
platinum."  Thereafter  on  April  2,  1920,  a  final  order  was  issued  by 
the  Board  of  Contract  Adjustment  denying  all  relief. 

3.  Claimant  thereupon  appealed  his  case  to  the  Secretary  of  Wur, 
and  in  pursuance  to  this  appeal,  the  Secretary  of  War  on  August  21, 
1920,  directed  that  the  claim  be  returned  to  the  War  Department 
Claims  Board,  Appeal  Section,  and  "that  further  proceedings  be 
had  in  accordance  with  the  accompanying  recommendation  of  the 
special  advisers."  The  recommendation  of  the  special  advisers  of 
the  Secretary  of  War  upon  which  the  foregoing  order  is  predicated 
is  as  follows : 

Appeal  to  Secretary  of  War  from  Board  of  Contract  Adjuatinent, 
claim  of  Charles  H.  Murray,  No.  150-C-1906. 

MEMOKANI'UM. 

That  there  was  an  agreement  between  an  officer  acting  by  authority 
and  the  claimant  is  undisputed.  By  it  the  Government  agreed  to 
pay  $95  an  ounce  for  platinum  to  be  procured  by  claimant  and  by 
him  delivered  at  Vladivostok.  The  amount  named  was  not  more 
than  36,000  ounces  and  not  less  than  1,000  ounces.  The  Government 
agreed  that  it  would  secure  the  appointment  of  the  consul,  or  the 
commanding  naval  officer  at  Vladivostok,  or  some  officer  designated 
by  the  commanding  general  of  the  A.  E.  F,  in  Russia  to  act  as  agent 
for  receiving  tlie  pliitinum.  Delivery  might  i)e  made  from  time  to 
time,  and  the  time  limit  was  six  months,  the  agreement  being  made 
in  August,  1818. 

There  was  no  express  agreement  to  pay  claimant  for  his  expenses 
in  conducting  the  enterprise,  whatever  difference  there  might  be  be- 
tween $05  an  ounce  and  what  the  platinum  cost  him  would  be  his 
compensation. 

He  .proceeded  to  Vladivostok  by  way  of  Japan,  was  taken  ill  on 
the  wav.  and  did  not  reach  his  tlestination  until  the  first  week  in 
NovemiDer.  He  carried  his  passport,  but  nothing  to  sliow  that  ho 
ivas  on  Government  business,  because  the  State  Department  was 
averse  to  anyone  (outside  of  the  military  forces)  carrying  anything 
of  the  sort  with  him. 

Having  nothing  but  his  passport,  and  being  quite  properly  unwill- 
ing to  state  to  anyone  not  already  advised  the  nature  of  his  business 
in.  Siberia,  tlie  Tjnited  States  intelligence  officer  who  boarded  the 
steamer  took  him  to  the  consul.  He  informed  that  officer  that  he 
was  there  in  conformity  with  the  agreement  and  asked  to  whom  he 
should  make  platinum  deliveries.  In  my  opinion  neither  tlie  testi- 
mony of  the  claimant  nor  the  letter  of  the  consul  (who  was  not  ex- 
amined and  made  no  affidavit)  indicates  that  he  there  and  then  un- 
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(lertook  to  make  a  tender  to  the  consul.  He  had  nothing  then  ti> 
tender,  having  been  brought  direct  from  the  ship  to  the  office.  All 
that  lie  itsked  for  was  to  be  told  to  whom  deliveries  were  to  be  made 
and  to  be  left  free  to  attend  to  the  (iovernment  business  he  had  in 
liand.  viz.  the  finding  of  platinum  to  deliver. 

It  was  then  discovered  that  the  Government  had  wholly  failed  to 
give  the  consul  any  instructions,  or  even  to  advise  him  of  the  agree- 
ment in  which  he  was  named  in  connection  with  deliveries.  There- 
fore on  November  8  the  consul  cabled  (Murray  signing  and  paying 
the  charges)  asking  that  the  situation  be  fully  explained  to  the  consul. 
A  reply  to  this  was  sent  from  Washington  November  19.  Meanwhile 
claimant  had  gone  to  Yokohama.  The  unsworn  statement  of  the  con- 
sul intimates  that  this  was  of  claimant's  own  motion ;  I  am  inclined 
to  accept  claimant's  testimony  that  he  was  constrained  to  go  there  by 
the  next  steamer.  It  is  not  material  why  he  went  there.  He  left  his 
address  and  monev  to  pay  for  cable  transmission  to  himself  of  any 
answer  to  the  cable  in  Washington.  The  reply  of  November  18 
reads:  "War  Department  has  agreed  to  purchase  large  amount  of 
platinum  which  Charles  Murray  expects  to  obtain."  Apparently  this 
was  not  transmitted  to  Murray  in  Yokohama.  A  subsequent  cable 
from  Washington  dated  November  20,  quoted  in  the  Board's  opinton. 
asked  the  consul  to  make  arrangements  for  termination  of  Murray's 
agreement  and  on  November  21  Washington  cabled  the  latter  (care 
of  consul)  "  cease  platinum  activities," 

That  there  was  an  agreement,  that  claimant  entered  on  its  perform- 
ance in  good  faith,  and  that  promptly  after  the  armistice  the  Gov- 
ernment terminated  it  seems  quite  clear  upon  the  testimony.  Under 
the  Dent  Act  he  would  be  entitled  to  maintain  a  claim  for  expendi- 
iires  nefressarily  incurred  in  endeavoring  to  carry  out  the  agreement. 

The  Board  dismissed  his  entire  claim  on  the  ground  that  it  was  not 
satisfied  that  claimant  ever  was  in  a  position  to  deliver  any  platinum: 
in  other  words  that  the  evidence  indicates  that  he  could  not  carry  out 
his  part  of  the  agreement.  When  it  is  remembered  that  he  would 
meet  his  obligations  under  the  contract  if  he  made  actual  tender  of 
1,000  ounces  at  any  time  before  February.  1919,  this  seems  rather 
more  than  the  evidence  warrants.  Moreover  tiie  Government  de- 
prived him  of  the  opportunity  to  show  whether  he  could,  or  could 
not.  meet  his  obligations.  Had  he  found  when  he  reached  Vladi- 
vostok that  the  consul,  or  some  other  officer,  was  ready  to  accept  de- 
liveries, as  the  agreement  promised,  I  am  not  persuaded  by  the. testi- 
mony to  find  that  he  could  not  within  two  or  three  days  thereafter 
have  delivered  at  least  1,000  ounces. 

If  this  conclusion  be  reached,  I  think  he  should  be  allowed  such 
necessary  expenditures  as  he  can  prove — his  personal  traveling  ex- 
penses, for  example  (not  including  his  wife's).  The  amount  of 
these  I  do  not  go  into.  As  to  money  which  he  paid  out  for  options 
to  persons  who,  as  he  supposed,  ha^  platinum  to  sell,  h$  offers  no 
proof  but  his  own  statement,  unfortified  by  any  receipt  for  payment, 
and  declines  to  give  any  information  as  to  time,  place,  and  parties  by 
which  even  cash  payments  can  be  checked  up.  Under  these  circum- 
stances I  think  such  alleged  payments  should  not  be  allowed  by 
accounting  officers.  That  the  reasons  which  induce  him  to  hold  back 
this  information  may  be  commendable,  as  between  himself  and  the 
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persons  he  dealt  with,  is  not  material.     It  is  his  misfortune  that  he 
IS  thus  circumBtanced,  but  I  do  not  think  the  Government  should  be 
made  to  reimburse  him  without  information  such  as  it  receives  from 
other  claimants  asking  to  be  reimbursed. 
July  28,  1920. 
Bespectfully  submitted. 

G.  Henrt  Lacombk, 

Special  Adviser. 
I  concur  in  the  above  recommendation. 

R.  C.  Goca>ALE, 
Special  Adviser. 

4.  Pursuant  to  the  direction  of  the  Secretary  of  War,  the  mat- 
ters in  issue  were  presented  to  the  Appeal  Section,  War  Depart- 
ment Claims  Board,  successor  to  the  Board  of  Contract  Adjust- 
ment, upon  a  second  hearing  held  on  February  7,  1&21,  upon  -which 
day  and  date  claimant  was  present  in  person  as  well  as  being  repre- 
sented by  counsel. 

5.  For  a  full  finding  of  fact  reference  is  made  to  the  decision  of  the 
Board  of  Contract  Adjustment  in  this  case  under  date  of  April  2, 


1.  In  our  decision  upon  the  matters  in  the  present  issue  we  are  not 
only  governed  and  influenced  by  the  ^idence  submitted  by  claimant 
at  the  second  hearing,  but  by  the  evidence  adduced  upon  the  former 
hearing  as  well  as  the  submitted  affidavits  and  other  papers  of  a  docu- 
mentary nature.  When  this  claim  was  in  the  first  instance  presented 
to  the  Board  of  Contract  Adjustment  there  was  filed  in  connection 
with  claimant's  petition  on  Form  B  a  supporting  affidavit  dated  Feb- 
ruary 11, 1920,  in  which  was  set  out  item  by  item  the  various  expenses 
incurred  by  claimant  in  his  journey  from  New  York  City  to  Vladi- 
vostok and  return. 

2.  Upon  the  first  hearing  before  the  Board  of  Contract  Adjust- 
ment on  March  22, 1920,  claimant  vouched  for  the  truth  and  accuracy 
of  each  of  the  several  items  of  expense  set  out  in  his  supporting 

,  affidavit,  and  by  his  then  contention  sought  to  establish  against  the 
United  States  his  claim  for  the  total  amount  therein  set  out. 

3.  On  the  second  hearing  before  the  War  Department  Claims 
Board,  Appeal  Section,  on  February  7,  1921,  pursuant  to  the  order 
of  the  Secretary  of  War,  claimant  filed  a  second  affidavit,  in  which 
the  following  appears: 

"  DiSTKlCr  OF  COITTMBIA,  S«,' 

"  Charles  H.  Murray,  being  duly  sworn  according  to  law,  deposes 
and  says  that  the  following  items  are  to  the  best  of  his  knowledge, 
information,  and  belief  a  true  and  correct  list  of  the  expenditures 
made  by  him  in  the  fulfillment  of  the  United  States  Government's 
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commission  to  him  for  the  purchase  of  certain  platintun;  that  such 
expenditures  were  made  between  September,  1918,  and  January, 
1819 ;  that  they  were  all  necessary  in  pursuance  of  hia  commission 
to  purchase  platinum ;  and  that  he  makes  this  affidavit  for  the  pur- 
pose of  having  it  introduced  in  the  record  at  the  hearing  of  his  claim 
No.  150-C-1206,  before  the  Appeal  Section  of  the  War  Department 
Claims  Board  on  February  7,  1921." 

Following  this  clause  are  38  separate  items  of  expense,  the  amounts 
of  which  do  not  correspond  or  agree  with  the  items  or  amounts  as 
set  forth  in  claimant's  original  affidavit. 

4.  While  we  think  it  unnecessary  at  this  time  to  go  into  tke  several 
items  one  by  one,  yet  we  think  there  is  one  item  in  particular  which 
should  be  discussed.  In  the  original  supporting  affidavit  appeared 
the  following : 

Item  16.  SteauiBhIp  expenses  and  travellDg,  Yokohama  to  Seattle ¥750 

In  the  second  affidavit,  filed  on  February  7,  1921,  there  appears 
the  following: 
Item  20.  steamship  fare,  S.  S.  Sutoa  Mant,  Tokoliama  to  Seattle |200 

5.  From  the  testimony  of  the  claimant  it  is  disclosed  that  these 
items  are  identical  in  their  nature  and  cover  his  return  trip  from 
Yokohama,  Japan,  to  Seattle,  Wash.  In  all  fairness  to  the  claimant 
we  titink  it  should  be  said  that  in  the.  original  affidavit  the  item  of 
expense  of  $730  in  addition  to  liis  own  passage  included  the  passage 
of  the  wife  of  the  claimant,  and  that  item  20  of  the  second  affidavit 
is  for  the  actual  passage  money  of  the  claimant  alone,  the  sum  of 
$200,  the  cost  of  his  wife's  transportation,  having  been  withdrawn. 

6.  Yet  this  being  true,  and  assuming  that  the  sum  of  $200  was 
for  tiie  passage  of  claimant's  wife,  and  after  having  deducted  this 
unount  from  the  item  of  $750,  and  further  deducting  from  the  re- 
mainder the  sum  of  $200,  claimant's  passage,  there  still  remains  the 
sum  of  $350  unexplained  and  unaccounted  for,  except  $50  expended 
for  tips.  It  occurs  to  us  that  if  the  Board  of  Contract  Adjustment 
in  its  consideration  of  the  case  had  been  persuaded  that  the  claimant 
was  in  position  to  have  delivered  platinum  to  the  United  States,  and 
had  granted  the  relief  then  prayed  for  in  claimant's  petition,  this 
claim  would  have  gone  tothe  proper  bureau  board  for  payment  upon 
the  theory  that  each  of  the  several  items  as  set  forth  in  claimant's 
affidavit  were  just  and  correct,  and  the  bureau  board,  acting  upon 
such  a  decision,  would  within  all  human  probability  have  certi- 
fied to  the  proper  disbursing  officer  these  amounts  for  payment,  the 
result  of  which  would  have  been  that  the  claimant  would  have  re- 
ceived from  the  United  States  under  this  particular  item  a  sum  of 
money  greater  than  that  amount  to  which  he  was  in  truth  and  in  fact 
justly  entitled.  Claimant,  through  the  mouth  of  his  counsel,  sub- 
mits to  us  in  explaining  the  apparent  discrepancies  between  the 
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amounts  as  set  out  in  the  two  affidavits  that  the  original  suppoiting 
affidavit  of  February  11, 1920,  was  prepared  hurriedly  and  in  response 
to  an  urgent  request  from  the  Board  of  Contract  Adjustment  tliat 
the  same  be  filed  with  all  expedition,  and  for  that  reason  the  nfiidavit 
'  was  submitted  in  form  of  a  blanket  claim  under  which  the  claimant, 
in  his  opinion  (counsel's) ,  could  at  a  later  date  correct,  extend,  sub- 
tract from,  or  modify  the  amounts  as  they  appeared  therein,  and  that 
the  second  affidavit,  filed  on  February  7,  1921,  was  in  furtherance  of 
this  purpose,  and  that  the  daim  now  before  us  represents  only  such 
items  of  expense  which  claimant  can  substantiate  by  proper  proof. 
As  to  this  ^atement  o£  counsel  we  raise  no  question,  but  the  fact 
remains  that  if  it  is  true  that  the  original  affidavit  was  in  fact  ai 
blanket  claim,  as  is  now  contended,  we  can  not  but  question  the  sin- 
cerity of  purpose  of  claimant  by  his  failure  or  refusal  upon  the  hear- 
ing before  the  Board  of  Contract  Adjustment  to  reduce  the  items 
claimed  for  in  "  blanket  amount"  to  such  figures  as  would  be  the  true 
and  correct  items  of  expenditure.  We  are  not  persuaded  that  there 
is  no  merit  in  the  present  claim,  nor  are  we  convinced  that  the  claim- 
ant in  his  presentation  of  his  claim  has  been  actuated  by  questionable 
motives,  yet  the  facts  in  this  case  are  of  such  doubtful  nature  that 
we  are  loath  to  adjudicate  the  matters  before  us. 

7.  The  Secretary  of  War,  not  beinp  clothed  with  judicial  powers 
imder  the  act  of  Congress  approved  March  2,  1919,  but  being  only 
for  the  purpose  of  that  statute  an  administrative  officer,  it  may  be 
said 'that  whenever  he  is  confronted  with  a  case  in  which  it  appears 
that  an  advantage,  however  so  slight,  has  perhaps  been  taken  of  the 
United  States  by  a  claimant,  either  innocently  or  maliciously,  he  can 
and  should  refuse  to  take  jurisdiction  of  the  case  for  the  purpose  of 
deriding  it  upon  its  merits,  and  when  such  a  situation  occurs,  such 
claims  should  be  dismissed  for  the  reasons  stated. 

R.  The  instant  case  is  one  which  we  believe  should  be  properly  sub- 
mitted to  the  Court  of  Claims,  should  the  claimant  be  so  advised. 

9.  We  are  therefore  of  the  opinion  that  for  the  reasons  hereinabove 
assigned,  the  Secretary  of  War  should  refuse  to  assume  jurisdiction 
for  the  purpose  of  deciding  the  instant  case  upon  its  merits.  The 
relief  prayed  for  in  claimant's  petition  will  accordingly  be  denied. 

mSPOSITION. 

The  War  Department  Claims  Board,  Appeal  Section,  will  enter 
the  usual  order  denying  relief. 

Lieut.  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Appeal 
Section ;  Mr.  Van  Fossan  concurring  for  the  War  Department  Claims 
Board. 
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Febhoaht  25,  1921. 
Case  Xo.  3053. 


1.  Wbere  the  ortgiaal  eontiact  costalni  a  termination  clante  and  a  tuboontraet 
tefen  to  and  adopti  tHe  prime  contract  tbe  lubeontiaotor  Is  entitled  to  u 
adjnttment  of  Mt  olalm  nnder  and  In  aocordanee  with  the  piorlaloni  of 
the  prime  contract  In  oaie  of  intpenslon  by  the  ITnited  Statu  of  the  work 
nnder  the  prime  contract. 

Maj.  Blackburn  writing  the  opinion  of  the  Board. 

rINDINGS   OF   FACT. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  claim,  amounting  to  $3,713.09,  comes  before  the  Appeal 
Section,  War  Department  Claims  Board,  on  appeal  under  the  pro- 
visions of  (j.  O.  103,  War  Department,  1918,  and  is  presented  by 
Harry  F.  Hann,  prime  contractor  for  and  m  behalf  of  the  Walker 
Electric  &  Plumbing  Co.,  subcontractor.  The  claim  was,  in  the  first 
instance,  presented  to  the  constructing  quartermaster  at  Camp  Jack- 
son and  was  disallowed  by  him  on  the  ground  that  no  authority  for 
payment  of  the  same  existed.  A  hearing  has  been  conducted  by  the 
Appeal  Section,  at  which  claimant  and  its  counsel  and  also  repre- 
sentatives of  the  Construction  Section,  War  Department  Claims 
Board,  were  present. 

2.  On  February  20,  1918,  the  United  States  entered  into  a  formal 
contract  with  Harry  F,  Hann,  of  Winston-Salem,  N.  C,  said  contract 
being  executed  on  behalf  of  the  United  States  by  R,  C.  Marshnll,  jr., 
lieutenant  colonel,  Q.  M.  C,  N.  A.,  for 

"Addition  to  hospital,  and  such  other  work  as  he  may  be  directed 
in  writing  by  the  contracting  officer  to  do  at  Camp  Jackson,  near  Co- 
lumbia, S.  C.  (No  plumbing  included  in  the  above  unless  specifically 
directed.)" 

3.  On  February  26,  1918,  Harry  F.  Hann,  prime  contractor,  en- 
tered into  a  contract  with  the  Walker  Electric  &  Plumbing  Co.,  of 
Atlanta,  Ga.,  as  Bubcontmctor,  to  furnish  in  the  shortest  possible  time 
the  labor,  materials,  tools,  machinery,  equipment,  facilities,  and  sup- 
plies, and  to  do  all  things  necessary  for  the  construction  and  comple- 
tion of  the  "  plumbing,  heating,  electrical  work,  sewerage,  and  water- 
works" for  the  addition  to  the  hospital  to  be  constructed  for  the 
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United  States  and  referred  to  in  the  prime  contract.  It  was  agreed  by 
the  terms  of  this  subcontract  that  the  subcontractor  should  fulfill  and 
perform  Buch  part  of  the  said  principal  contract  for  and  instead  of 
contractor,  said  part  being  mentioned  bbove.  The  subcontract  was 
drawn,  in  all  respects,  similar  to  the  prime  contract  between  Mr.  Hann 
and  the  United  States,  and  the  subcontractor  became  bound  to  the 
prime  contractor  and  to  the  United  States  to  comply  fully  with  all 
the  undertakings  and  obligations  of  the  prime  contractor  under  his 
contract  in  so  far  as  the  work  specified  in  the  subcontract  was  con- 
cerned. 

4.  The  claim  as  presented  before  the  Appeal  Section  is  made  up  of 
the  following  items : 

(1)  For  niarliineH  purchased $1,108.03 

(2)  For  repairs  to  trenching  machine,  on  rental 207.44 

(3)  For  pay  roll  of  !iu|)erliiteii<lent.  J.  K.  Gibbons 300.00 

<4t  For  pay  roll  of  employees,  field  office 1,900.00 

(5)  For  U.  M,  Walker,  traveling;  and  hotel  expense 587. 44 

(C)  T>.  A.  Fnrrell,  trnvpUng  and  botel  expense 668. 38 

(7)  S.  H.  Rogers  and  I,.  P.  McAnline.  traveling  and  hotel  espenBe...        ISn.  24 

(8)  K  K.  Temple,  trnvellni;  and  hotel  expense 128.99 

5. 265.  62 
On  the  above  amount  the  following  fees  nrp  claimed  as  provided  In  the 

contracts : 

(9)  Subcontrticlor\i  fee,  Walker  Electric  &  Plumbing  Co.,  0  per  cent-  $315.  03 
(10)  Contractor's  fef,  21  per  cent 131.64 


ToWl  amount  of  claim 5.713.09 

5.  In  Article  II  of  the  subcontract  of  February  26,  1918,  it  is  pro- 
vided that: 

"  Said  principal  contract  is  hereby  adopted  and  made  a  part  of  this 
contract,  and  a  copy  thereof  is  hereto  attached." 

6.  Article  VI  of  the  subcontract  reads  as  follows : 

"  The  subcontractor  shall  be  reimbursed  by  the  contractor  in  the 
manner  and  for  the  items  set  out  in  Article  II  of  the  principal  con- 
tract hereinabove  incorporated  (except  that  no  part  of  this  contract 
may  besublet),  for  such  of  its  actual  expenditures  in  the  perform- 
ance of  the  work  desij^nated  in  Article  I  hereof  as  may  be  approved 
or  ratified  by  the  contractinp  ofBcer;  and  in  addition  thereto,  as  full 
compensation  for  the  services  of  the  subcontractor,  including  profit 
and  all  general  or  overhead  expenses,  the  contractor  shall  pay  to 
the  subcontractor  such  sum  as  tne  contracting  officer  may  approve 
and  allow  the  contractor  according  to  the  schedule  of  fees  contained 
in  the  principal  contract,  for  a  fee  upon  the  work  hereby  included ; 
provided,  however,  that  the  amount  of  fee  to  be  paid  by  the  con- 
tractor to  the  subcontractor  shall  be  fixed  according  to  the  schedule 
contained  in  Article  III  of  the  principal  contract,  hereto  attached, 
and  shall  not  exceed  the  fee  which,  under  said  schedule,  would  be 
allowed  a  contractor  for  the  work  hereby  included,  if  said  work  had 
been  done  under  a  direct  and  separate  contract.  The  provisions  of 
the  principal  contract  shall  govern  the  manner  and  time  of  detennin- 

sic 
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ing  the  amount  to  be  paid  to  the  subcontractor  if  and  when  the  same 
shall  have  been  determined,  allowed,  and  actually  paid  by  the  con- 
tracting officer  to  the  contractor." 

7.  In  Article  II  of  the  prime  contract  of  February  20,  1918,  it  is 
stipulated,  amon^  other  things,  as  follows: 

"  Coat  of  the  work. — The  contractor  shall  be  reimbursed  in  the 
manner  hereinafter  described  for  such  of  its  actual  net  expenditures 
in  the  performance  of  said  work  as  may  l)e  approved  or  ratified  by 
tlie  contracting  officer  and  as  are  included  in  the  following  items: 

"(a)  All  labor,  material,  machinery,  hand  tools  not  owned  by  the 
workmen,  supplies,  and  equipment  necessary  for  either  temporary  or 
permanent  use  for  the  iienefit  of  said  work ;  but  this  shall  not  be  con- 
strued to  cover  machinery  or  equipment  mentioned  in  section  (c)  of 
this  article.  The  contractor  shall  make  no  departure  from  the  stand- 
ard rate  of  wages  being  paid  in  the  locality  where  said  work  is  being 
done  without  the  prior  consent  and  approval  of  the  contracting 
officer. 

"(6)  All  subcontracts  made  in  accordance  with  the  provisions  of 
this  agreement, 

"(>/)  Loading  and  unloading  such  construction  plant,  the  trans- 
portation thereof  to  and  from  the  place  or  places  where  it  is  to  be 
used  in  connection  with  said  work,  subject  to  the  provisions  herein- 
after set  forth,  the  installation  and  dismantling  thereof,  and  ordi- 
nary repairs  and  replacements  during  its  use  in  the  said  work. 

"(c)  Transportation  and  expenses  to  and  from  the  work  of  the 
necessary  field  forces  for  the  economical  and  successful  prosecution 
of  the  work,  procuring  labor,  and  expediting  the  production  and 
transportation  of  material  and  equipment. 

"(/)  Salaries  of  resident  engineers,  superintendents,  timekeepers, 
foremen,  and  other  employees  at  the  field  offices  of  the  contractor  in 
connection  with  said  work.  In  case  the  full  time  of  any  field  employee 
of  the  contractor  is  not  applied  to  said  work,  but  is  divided  between 
said  work  and  other  work,  his  salary  shall  be  included  in  this  item 
only  in  proportion  to  the  actual  time  applied  to  this  work. 

"(j)  Such  proportion  of  the  transportation,  traveling,  and  hotel 
expenses  of  officers,  engineers,  and  other  employees  of  the  contractor 
as  is  actually  incurred  in  connection  with  this  work." 

8.  Article  VIII  of  the  prime  contract  reads  as  follows : 
"Abandonment   of   irork    by    contracting    offlcer. — If   conditions 

should  arise  which  in  the  opinion  of" the  contracting  officer  make  it 
advisable  or  necessary  to  cease  work  under  this  contract,  the  con- 
tracting officer  may  abandon  the  work  and  terminate  this  contract 
In  such  case  the  contracting  officer  shall  assume  and  become  liable 
for  all  such  obligations,  commitments,  and  unliquidated  claims  as 
the  contractor  may  have  theretofore,  in  good  faith,  undertaken  or 
incurred  in  connection  with  said  work;  and  the  contractor  shall,  as 
a  condition  of  receiving  the  payments  mentioned  in  this  article,  exe- 
cute and  deliver  all  such  papers  and  take  all  such  steps  as  the  con- 
tracting officer  may  require  for  the  purpose  of  fully  vesting  in  him 
the  rights  and  benefits  of  the  contractor  under  such  obligations  or 
commitments.    The  contracting  officer  shall  pay  to  the  contractor 
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such  an  Amount  of  money  on  account  of  the  unpaid  balance  of  the 
coat  of  the  work  and  of  the  fee  as  will  result  in  the  contractor  receiv- 
ing full  reimbursement  for  the  cost  of  the  work  up  to  the  time  of 
such  abandonment,  plus  a  fee  to  be  computed  in  the  following  man- 
ner :  To  the  cost  of  the  work  up  to  the  time  of  such  abandonment 
shall  be  added  the  amount  of  the  contractual  obligations  or  commit- 
ments assumed  by  the  contracting  ofKcer,  and  such  total  shall  be 
created  as  the  cost  of  the  work,  upon  which  the  fee  shall  be  computed 
in  accordance  with  the  provisions  of  Article  III  hereof.  When  the 
contracting  officer  shall  have  performed  the  duties  incumbent  upon 
him  under  the  provisions  of  this  article,  the  contracting  officer  and  the 
United  States  shall  thereafter  be  entirely  released  and  discharged  of 
and  from  any  and  all  demands,  actions,  or  claims  of  any  kind  on  the 
part  of  the  contractor  hereunder  or  on  account  hereof." 

ft.  On  April  22,  1919,  the  Government  suspended  or  curtailed  the 
work  at  Camp  Jackson,  and  Harry  F.  Hann,  the  prime  contractor, 
in  turn,  suspended  or  curtailed  the  same  work  and  notified  the  sub- 
contractors accordingly,  including  the  Walker  Electric  &  Plumbing 
Co.  The  prime  contract  and  the  subcontract  have  been  completed 
by  performance  except  as  to  so  much  of  the  work  as  was  abandoned 
or  curtailed,  and  the  Walker  Electric  &  Plumbing  Co.  received  pay- 
ment in  full  in  accoidance  with  the  terms  of  the  subcontract  for  all 
work  performed  except  the  items  involved  in  this  claim. 

10.  The  prime  contract  contains  the  usual  clause  providing  for 
settlement  of  doubts,  or  disputes,  by  the  Secretary  of  War  as  to  the 
meaning  or  interpretation  of  anything  appearing  in  the  contract. 
The  items  composing  the  claim  will  be  considered  in  the  order  stated 
and  further  findings  of  fact  will  be  iricorporated  in  the  decision. 


1.  /fern  {/). — For  machines  purchased,  $1,198. 

Mr,  R.  M.  Walker,  president  of  the  subcontractor,  Walker  Electric 
&  Plumbing  Co.,  testified  that  this  item  was  for,  one  Curtis  pipe- 
treading  machine  and  one  stationary  kerosene  engine  and  one  5-ton 
chain  hoist,  all  of  which  were  purchased  by  the  Walker  Electric  & 
Plumbing  Co.  and  paid  for  by  said  company.  He  further  testified 
that  said  machines  were  ordered  for  the  work  contemplated  in  the 
subcontract  and  were  necessary  for  the  completion  of  said  work. 
The  understanding  between  the  Walker  Electric  &  Plumbing  Co.  and 
the  constructing  quartermaster  as  to  this  equipment  wus  that  if  it 
should  be  furnished  by  the  subcontractor  it  would  be  put  in  service 
on  a  rental  basis.  Claimant  contends  that  the  work  at  Camp  Jackson 
was  termimited  before  any  of  the  articles  were  used  on  the  job,  and 
that  therefore  no  benefit  accrued  to  the  subcontractor  whatever  from 
the  purchase  of  this  equipment.     He  further  testified  that  this  ma- 
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chinery  is  now  held  in  storage  by  claimant.  The  receipted  bills  for 
this  equipment  appear  in  the  record  and  the  subcontractor  has  never 
been  reimbursed  for  same.  The  use  of  this  equipment  never  went 
into  the  construction  work  contemplated  by  the  subcontract.  The 
Government  never  received  any  benefit  from  it.  Following  the 
principle  announced  in  the  decision  of  the  Board  of  Contract  Ad- 
justment in  the  Selden-Breck  Construction  Co,  case,  No,  2446,  of 
date  May  23,  1920,  and  which  was  affirmed  by  the  Secretary  of  War 
January  15, 1921,  we  are  of  the  opinion  that  claimant  is  not  entitled 
to  be  reimbursed  the  amount  of  the  expenditures  embraced  in  this 
item. 

Item  2. — For  repairs  to  trench  machine,  on  rental,  $297.44. 

The  subcontractor  had  a  trench-dicing  machine  at  Camp  Jackson 
used  in  connection  with  the  work  specified  in  the  subcontract.  The 
machine  was  brought  on  the  job  in  good  condition,  and  while  being 
used  at  Camp  Jackson  certain  parts  of  the  machine  were  broken  or 
got  out  of  repair.  This  rendered  it  necessary  for  claimant  to  have 
an  expert  mechanic  come  from  Newton,  Iowa,  to  do  the  necessary 
repairs.  The  railroad  fare  for  this  mechanic  from  Newton  to  Camp 
Jackson  and  return  was  $95.74;  his  hotel  expenses  while  in  Columbia 
on  this  repair  work  were  $67.70;  and  he  worked  18  days,  at  $8  a 
day,  $144.  These  items  appear  to  be  reasonable  charges,  and  all 
have  been  paid  by  the  subcontractor.  In  our  opinion,  the  claimant 
is  entitled  to  reimbursement  for  same. 

Item  3. — For  pay  roll  of  superintendent,  J.  E.  Gibbons,  $300. 

This  item  was  originally  for  $400,  but  was  revised  by  Capt.  Brown, 
'Constructing  quartermaster  at  Camp  Jackson,  and  reduced  to  $300 
by  him,  which  amount  he  agreed  to  allow.  Mr.  J.  E.  Gibbons  was 
general  superintendent  on  the  job  at  Camp  Jackson.  We  are  of  the 
opinion  that  this  item  comes  cleiirly  within  the  provisions  of  the  con- 
tract, is  a  projjer  one,  and  should  be  allowed. 

Hem  4- — For  pay  roll  of  employees,  field  office,  $1,900. 

This  item  is  for  the  salaries  of  Mr.  L.  E.  Temple,  auditor  for  claim- 
ant, and  a  stenographer  during  the  time  they  were  closing  up  the 
work  and  records  at  Camp  Jackson  after  the  work  had  been  aban- 
doned, which  extended  over  a  period  from  July  1,  1919,  to  January 
31,  1920.  It  appears  that  this  item  was  disallowed  in  the  first  in- 
stance on  account  of  there  not  appearing  to  have  been  an  authorisa- 
tion covering  these  expenditures,  Capt.  Joe  C.  Brown,  constructing 
quartermaster  at  Camp  Jackson,  first  verbally  authorized  the  em- 
ployment of  Mr.  Temple  and  the  stenographer  after  suspension  of 
the  work  and  later  confirmed  same  by  Iett«r  of  date,  February  25, 
1920.  Capt.  Brown  also  testified  at  the  hearing  that  as  constructing 
quartermaster  at  Camp  Jackson  he  authorized  the  continuance  of 
this  field  force,  and  that  he  deemed  it  to  the  best  interest  and  benefit 


DECISIONS  APPEAL  SECTION  WAB  DEPARTMENT  CLAIMS  BOARD.    653 

of  the  United  States  to  continue  this  force  in  the  field,  and  that,  in 
his  opinion,  the  charge  was  a  proper  one.  However,  this  authoriza- 
tion of  Capt.  Brown  was  after  the  armistice,  and  we  are  not  convinced 
that  reimbursement  for  such  expenditures  is  authorized  by  any  pro- 
vision of  either  the  subcontract  or  of  the  prime  contract,  and  we 
therefore  recommend  that  same  be  disallowed. 

Item  S. — Mr.  B.  M.  Walker's  traveling  and  hotel  expense,  $587.44. 

Mr.  Walker  testified  that  this  item  was  for  his  personal  hotel  bills 
and  traveling  expenses  actually  incurred  in  connection  with  his 
work  under  this  subcontract,  and  that  the  same  were  neee^ary  in 
order  to  see  that  the  work  was  being  properly  and  expeditiously 
carried  forward.  He  was  located  in  Atlanta,  6a.,  and  it  was  neces- 
sary for  him  to  go  back  and  forth  from  Atlanta  to  Camp  Jackson. 
He  testified  that  the  expenses  so  incurred  as  represented  by  this  item 
were  reasonable  and  had  been  paid  by  him.  We  are  of  the  opinion 
that  this  item  is  properly  allowable  under  paragraph  (J)  of  article  2 
of  the  original  contract,  but  before  any  award  is  issued  covering  the 
amount  supporting  vouchers  or  receipts  or  other  satisfying  evi- 
dence showing  payment  should  be  required  by  and  submitted  to  the 
Construction  Section, 

Item  (?.— Mr.  D.  A.  Farrell's  traveling  and  hotel  expense,  $668.38. 

Mr.  Farrell  was  president  of  the  Farrell  Heating  &  Plumbing  Co., 
Atlanta,  Ga.,  and  by  some  understanding  with  the  Walker  Electric  & 
Flombing  Co.,  the  subcontractor,  he  would  idake  visits  from  Atlanta 
to  Camp  Jackson  to  inspect  the  work  and  see  that  it  was  being  car- 
ried on  as  expeditiously  as  possible.  He  made  these  trips  and  in- 
curred the  expense  covered  by  this  item  for  and  at  the  request  of 
Mr.  Walker,  and  the  Walker  Electric  &  Plumbing  Co.  have  paid  for 
same.  We  are  of  the  opinion  that  this  item  is  properly  allowable 
under  paragraph  (J)  of  article  2  of  the. original  contract,  but  before 
any  award  is  issued  covering  the  amount  supporting  vouchers  or 
receipts  or  other  satisfying  evidence  showing  payment  should  be  re- 
quired by  and  submitted  to  the  Construction  Section. 

Item  7. — S.  H.  Rogers  and  L.  P.  McAuliffe,  traveling  and  hotel 
expenses,  $185.24. 

It  appears  that  this  subcontractor  was  engaged  in  construction 
work  at  several  other  camps  at  the  same  time  he  was  performing  his 
contract  at  Camp  Jackson.  Mr.  Rogers  was  employed  by  the  sub- 
contractor as  auditor  to  supervise  the  office  work  at  all  the  camps. 
Mr.  McAuliffe  was  employed  by  the  subcontractor  as  a  mechanical 
engineer  to  supervise  the  work  at  all  the  camps.  Their  traveling 
expenses  in  going  from  one  camp  to  another  were  apportioned  be- 
tween the  various  camps,  and  the  amount  of  this  item  was  charged 
to  Camp  Jackson.     We  are  of  the  opinion  that  this  item  is  Droperly 
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allowable  under  paragraph  (J)  of  article  2  of  the  original  contract, 
but  before  any  award  is  issued  covering  the  amount  supporting 
vouchers  or  receipts  or  otlier  satisfying  evidence  showing  payment 
Bhould  be  required  by  and  submitted  to  the  Construction  Section. 

Item  8. — L.  E.  Temple,  traveling  and  hotel  expenses.  $128.99. 

Mr.  Temple  was  the  auditor  for  the  subcontractor  at  Camp  Jackson. 
After  suspension  of  the  work  he  came  to  Washington  at  the  i-equest 
of  a  Mr.  Burns  in  connection  with  the  Camp  Jackson  project.  It 
does  not  appear  that  claimant  had  anything  to  do  with  his  trip  to 
Washington  nor  does  it  satisfactorily  appear  that  his  trip  was  "  in 
connection  with  this  work"  as  contemplated  in  the  contracts.  We 
are  accordingly  of  the  opinion  that  this  item  should  be  disallowed. 

Hem  9. — Subcontractor's  fee,  AValker  Electric  &  Plumbing  Co.,  on 
total  of  the  above  items,  6  per  cent,  $315.93. 

Item  10. — Contractor's  fee  on  total  of  above  items,  2^  per  cent, 
$121.64. 

These  two  itenis  are  based  upon  the  amount  of  the  claim  as  pre- 
sented. In  view  of  the  disallowance  of  certain  items  of  the  claim, 
the  fee  or  c(»npensation  represented  by  these  items  should  be  revised 
so  that  the  fee  in  each  instance  would  be  based  upon  the  items  allowed 
by  this  decision  and  in  accordance  with  the  scheduk  of  percentages 
set  out  in  Article  III  of  the  prime  contract. 

2.  Before  the  issuance  or  payment  of  any  award  herein  the  prime 
contractor,  Mr.  Harry  F.  Hann,  should  be  required  to  pr^ent  satis- 
factory evidence  of  having  paid  the  subcontractor,  the  Walker  Elec- 
tric &  Plumbing  Co.,  or  the  written  consent  of  said  subcontractor  to 
look  for  his  compensation  and  reimbursement  to  said- prime  con- 
tractor only,  in  accordance  with  paragraph  4  oi  the  act  of  March 
2,  1919,  entitled  "An  act  to  provide  relief  in  cases  of  contracts  con- 
nected with  the  prosecution  of  the  war,  and  for  other  purposes." 

DIBPOSmoN. 

The  Appeal  Section,  War  Department  Claims  Board,  will  transmit 
the  entire  file  in  this  case,  together  with  this  decision,  to  the  Con- 
struction Section,  War  Department  Claims  Board,  for  its  informa- 
tion and  appropriate  action. 

Lieut  Col.  McKeeby  and  Capt.  Marcum  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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February  26, 1921. 
Case  No.  3034. 

/n  re  CIAIM  07  THE  COMKZBCIAI  BARK  OS  SSAHISa  AK£EICA   (XTD.)- 

1.  FOBKAI.  COHTBACT.— Where  no  ezpenditares  taave  been  made  or  no  obllga- 

tlona  Inearred  npen  tbe  faith  of  a  formal  contract,  relief  will  be  denied. 
The  Beeretaiy  of  War  has  not  aatkorlaed  the  bnreaa  boards  to  adjnit 
elalJBi  baled  on  formally  exeooted  eontraets  or  Infonnal  contraeti  ezaept 
where  expeadlturei  have  been  made  or  obllBatloni  have  b«en  Inenrred 
upon  the  faith  of  the  ume. 

2.  FOREIGN  COBPOBATIOR  IICEHSES  TO   DO  BUSINESS  IB  TEE  STATE  07 

JiBW  TOBE. — A  foreign  corporation  oreanlzed  under  the  laws  of  the 
Kingdom  of  Great  Britain  and  Ireland,  bnt  licensed  to  maintain  an  ag-ency 
and  traniaet  bniineas  in  the  State  of  Bew  Tork,  li  to  all  Intenti  and 
pnrposes  a  domeiUc  corporation,  and  does  not  come  under  BecUim  III  of 
the  act  of  Xareb  2,  IBIB,  relating  to  oontraots  entered  Into  between  the 
United  States  and  nationals  of  a  foreign  eonntry. 

3.  Bold,  relief  denied  for  the  Teaioni  stated  abOTc. 


Maj.  Farr  writing  the  opinion  of  the  Board. 


rtNDINOS  OP  PACTS. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim  is  again  before  the  Appeal  Section  on  appeal  by 
claimant  from  the  action  of  the  Air  Service  Section,  War  Depart- 
ment Claims  Board,  under  date  of  October  22, 1920,  disallowing  the 
claim  on  the  following  grounds : 

"  1.  That  this  claim  does  not  come  within  the  provisions  of  Sec- 
lion  III  of  the  act  of  March  2,  1919,  and  therefore  this  Board  has 
jurisdiction  to  adjust  the  same. 

**  2.  That  this  claim  be  disallowed,  dne  to  the  fact  that  the  claimant 
has  failed  to  furnish  proof  of  expenditures  and  obligations  incurred 
by  the  claimant  under  the  contract  of  September  17, 1918,  for  which 
the  United  States  is  legally  responsible." 

2.  This  claim  was  before  the  Board  of  Contract  Adjustment,  now 
the  Appeal  Section,  on  a  fonner  occasion,  and  on  April  3,  1920,  a 
decision  was  rendered  by  that  board  referring  the  claim  back  to  the 
Air  Service  Claims  Board — 

"  In  order  that  petitioner,  if  he  sees  fit,  may  present  to  that  board 
such  bona  fide  proof  of  expenditures  and  obligstjons  made  by  peti- 
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tioner  under  the  contract  of  September  17,  1918,  as  may  properly  be 
used  as  a  basis  by  the  Air  Service  Claims  Board  in  adjustment  and 
settlement  of  said  contract." 

3.  As  the  decision  of  the  Air  Service  Claims  Board  of  October  22, 
ld30,  vras  to  the  effect  that  claimant  had  failed  to  furnish  proof  of 
expenditures  made  and  obligations  incurred  upon  the  faith  of  the 
contract,  the  Appeal  Section  decided  to  afford  claimant  a  further 
opportunity  to  submit  satisfactory  proof  of  any  expenditures  made 
and- obligations  incurred  upon  the  faith  of  said  agreement.  Hear- 
ings were  held  on  December  1  and  December  6,  1920.  At  the  con- 
clusion of  these  hearings  claimant  was  requested  to  furnish  certain 
documentary  evidence,  i.  e.,  the  original  or  certified  copies  of  all 
written  agreements  between  the  Commercial  Bank  of  Spanish  Amer- 
ica (I/d.)  and  Angel  Caligaris,  and  also  the  original  or  certified 
copies  of  all  invoices,  receipts,  etc.,  relative  to  expenditures  made 
and  obligations  incurred  by  the  bank  and  by  Mr.  Caligaris  relative 
to  the  growing  of  castor  beans  in  Nicaragua  during  the  year  1918. 
Claimant  has  now  complied  witli  that  r^uest  and  insists  that  it  has 
furnished  everything  that  it  is  possible  for  it  to  furnish. 

4.  The  Commercial  Bank  of  Spanish  America  (Ltd.)  is  a  foreign 
corporation  organized  under  the  laws  of  the  United  Kingdom  of 
Great  Britain  and  Ireland,  with  its  principal  office  in  London,  Eng- 
land. It  has  branch  banks  or  agencies  in  the  .United  States,  and  also 
in  Central  and  South  America.  At  the  time  the  contract  in  question 
was  entered  into  between  claimant  and  the  United  States  claimant 
was  licensed,  under  section  27  of  the  banking  laws  of  Xew  York,  to 
maintain  an  agency  in  the  State  of  New  York  at  No,  49  Broadway, 
New  York  City,  and  to  transact  thereat  business  of  buying,  selling, 
paying  or  collecting  bills  of  exchange,  issuing  letters  of  credit, 
receiving  money  for  transmission  and  transmitting  the  same  by 
draft,  check,  or  otherwise,  and  making  sterling  or  other  loans,  as 
authorized  by  section  145  of  the  banking  laws  of  New  York. 

5.  On  September  17,  1918,  claimant  entered  into  a  formal  contract 
with  the  United  States  (Air  Service  Contract  No.  4684,  Purchase 
Order  No.  810031),  by  the  terms  of  which  claimant  was  to  furnish 
to  the  United  States  Air  Service  90,000  minimum  to  110,000  maxi- 
mum bushels  castor  beans  at  $3  per  46-pouiid  bushel,  f.  o.  b.  vessel 
at  port  of  shipment,  Nicaragua,  Central  America,  deliveries  to  be  as 
follows : 

25,000  prior  to  December  15,  1918, 
25,000  between  December  16, 1918,  and  March  15, 1919. 
25,000  between  March  16, 1919,  and  June  16, 1919. 
25,000  between  June  16,  1919,  and  July  31, 1919. 
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This  contract  was  entered  into  between  the  Bureau  of  Aircraft 
■  Production  and  the  manager  of  claimant's  New  York  branch.  After 
the  contract  had  been  executed  the  New  York  branch  manager  cabled 
the  manager  of  claimant's  branch  at  Managua,  Nicaragua,  to  the 
effect  that  the  contract  had  been  closed. 

6.  On  November  14, 1918,  the  Bureau  of  Aircraft  Production  wrote 
claimant's  New  York  branch  as  follows: 

"  1.  Owing  to  recent  developments,  it  is  requested  that  you  do  not 
make  any  additional  purchases,  or  any  additional  plantings  or  sub- 
contracts for  the  planting  of  castor  beans  for  the  Government  ac- 
count 

"2,  It  is  further  requested  that  you  furnish  this  bureau  at  your 
earliest  convenience  a  statement  showing  the  acreage  of  castor  beans 
that  you  now  hare  under  cultivation.  Also  a  statement  showing  the 
quantity  of  beans  which  you  have  purchased  to  apply  on  this  Gov- 
ernment contract  and  are  obliged  to  take." 

On  November  15,  1918,  claimant  replied  to  the  above  letter  as 
follows : 

"  We  are  in  receipt  of  your  favor  of  yesterday's  date  with  regard 
to  above  contract 

"  We  regret  that  we  are  unable  to  give  you  the  information  re- 
quested from  here,  but  we  are  at  once  applying  for  same  to  our  client 
abroad  and  will  be  pleased  to  hand  it  to  you  immediately  on  receipt." 

Claimant  endeavored  to  furnish  the  information  requested  in  the 
letter  of  November  14  above  quoted,  and  did  furnish  the  Air  Service 
Claims  Board  with  a  statement  of  the  expenditures  alleged  to  have 
been  made  by  Mr.  Caligaris.  The  claim  was  originally  filed  in  the 
name  of  Mr.  Caligaris,  but  when  it  later  developed  that  the  contract 
was  between  the  United  States  and  the  Commercial  Bank  of  Spanish 
America  (Ltd.),  the  name  of  the  bank  was  substituted  for  that  of 
Mr,  Caligaris,  he  not  being  a  party  to  the  contract  with  the  United 
States. 

7.  The  evidence  now  before  the  Appeal  Section  shows  that  early 
in  1918  Mr,  Angel  Caligaris,  a  coffee  grower  of  Nicaragua,  decided 
to  undertake  the  growing  of  castor  beans  in  Nicaragua  on  an  exten- 
sive scale.  He  made  arrangements  with  claimant's  branch  bank  at 
Managua  to  foiance  him  in  this  venture  to.  the  extent  of  about 
$30,000.  The  evidence  was  to  the  effect  that  for  a  ntunber  of  years 
the  bank  had  financed  Mr.  Caligaris  in  the  growing  of  coffee  on  his 
plantation  and  had  acted  as  his  broker  or  commission  agent  in  selling 
the  coffee,  charging  him  a  commission  of  5  per  cent  on  all  sales,  in 
addition  to  interest  on  the  money  advanced.  The  transaction  with 
reference  to  the  growing  of  castor  beans  was  on  the  same  basis.  It 
does  not  appear  that  the  bank  took  any  security  for  the  money  ad- 
vanced to  Mr.  Caligaris.    The  bank  was  simply  to  receive  12  per  cent 
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interest  on  all  money  advanced  and  also  a  commiseion  of  6  per  cent 
on  all  sales  of  castor  beans. 

Having  made  arrangements  to  finance  a  large  castor-bean  crop, 
Mr.  Caligaris  entered  into  contracts  with  five  associates  or  partners, 
by  the  terms  of  which  he  was  to  advance  to  them  funds  necessary  to 
plant,  cultivate,  and  harvest  castor  beans  on  the  land  owned  or  rented 
by  them.  Advances  by  Mr.  Caligaris  to  his  partners  were  made 
weekly  and  in  sums  sufficient  to  meet  the  payrolls.  The  contracts 
between  Mr.  Caligaris  and  his  partners  provided  that  he  was  to 
dispose  of  the  castor  beans  and  was  to  receive  from  50  to  70  per  cent 
of  the  net  profits  realized.  These  contracts  were  entered  into  in  the 
spring  of  1918  and  were  to  expire  in' June,  1920,  thus  covering  a 
period  of  two  crop  years. 

Mr.  Caligaris  also  entered  into  contract  with  about  50  small 
growers,  by  the  terms  of  which  they  were  to  grow  castor  beans  for 
Mr.  Caligaris.  He  obligated  himself  to  purchase  all  the  beans  grown 
by  them  during  the  year  1918  at  $1.40  per  bushel. 

8.  The  evidence  is  to  the  effect  that  Mr.  Caligaris  planted  about 
700  acres  of  his  own  land  to  castor  beans ;  his  partners  planted  about 
950  acres,  and  the  small  growers  planted  about  1,250  acres.  Appar- 
ently all  of  the  work  of  preparing  the  ground,  planting  the  seed, 
etc.,  had  been  done  before  the  contract  in  question  was  negotiated 
between  claimant  and  the  United  States. 

9.  In  the  summer  of  1918,  when  the  prospects  indicated  a  consid- 
erable crop  of  castor  beans,  claimant  bank  began  to  negotiate  for 
the  sale  of  the  beans  which  if  was  then  expected  would  be  grown 
by  Mr.  Caligaris  and  his  associates.  It  does  not  appear  that  the 
name  of  Mr.  Caligaris  was  ever  mentioned  during  the  negotiatiw 
between  claimant  and  the  officer  who  represented  the  Bureau  of 
Aircraft  Production.  The  bank  at  all  times  appears  to  have  been 
acting  in  the  capacity  of  principal  and  not  in  the  capacity  of  agent 
or  commission  merchant  for  Mr.  Caligaris. 

10.  When  claimant's  New  York  branch  notified  its  Managua 
branch  that  the  contract  had  been  closed  Mr.  Frederick  Goodchild, 
manager  of  the  Managua  branch,  called  Mr.  Caligaris  into  the  bank 
and  notified  him  that  the  contract  with  the'  United  States  had  been 
closed  and  informed  him  that  the  price  was  $3  per  bushel.  It  seems 
that  Mr.  Caligaris  already  knew  o£  the  negotiations  which  were  being 
conducted  by  the  bank  with  the  Bureau  of  Aircraft  Production. 

11.  About  the  time  above  noted,  or  shortly  thereafter,  but  prior 
to  November  14, 1918,  Mr.  Caligaris  was  in  need  of  further  advances 
from  the  bank  for  the  purpose  of  cultivating  the  castor  beans  and 
possibly  to  pay  for  sacks  purchased,  and  as  a  consideration  for  far- 
ther advances  the  bank  required  him  to  agree  to  the  payment  of  ■ 
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further  commission  of  6  per  cent  on  the  sales  of  castor  beans,  thus 
making  the  bank's  commission  10  per  cent.  If  the  castor  beans  had 
been  delivered  to  the  United  States,  the  bank's  commission  would 
have  been  approximately  $30,000. 

12.  There  is  no  evidence  that  Mr.  Caligaris  entered  into  any  addi- 
tional contracts  for  castor  beans  after  the  date  the  contract  was  en- 
tered into.  The  sacks  which  were  ordered  may  have  been  ordered 
after  that  date.  The  bank  did  not  make  any  expenditures  nor  incur 
any  oblipations  with  anyone,  with  the  possible  exception  of  Mr.  Cali- 
garis, upon  the  faith  of  the  contract  in  question. 

13.  When  claimant's  New  York  branch  received  the  suspension  re- 
quest of  November  14  it  cabled  notice  thereof  to  its  Managua  branch, 
and  that  branch  got  in  touch  with  Mr.  Caligaris  to  ascertain  how 

■  much  he  had  spent  on  the  castor-bean  venture  up  to  that  date.  On 
November  27,  1918,  Mr.  Caligaris  reported  to  the  branch  that  he  had 
spent  up  to  that  time  a  total  of  $47,500,  and  that  he  had  bought  4,000 
bushels  of  castor  beans  from  various  parties.  These  were  beans 
which  he  had  already  obligated  himself  to  buy. 

Since  November  27,  1918,  claimant  has  succeeded  in  securijig  from 
Mr.  Caligaris  what  purported  to  be  a  detailed  stat.ement  of  his  ex- 
penditures on  the  castor-bean  venture.  ^Vhen  the  claim  was  before 
the  Board  of  Contract  Adjustment  on  April  3,  1920,  Mr.  Caligaris 
was  insisting  that  he  be  reimbursed  the  sum  of  $65,340.20.  At  the 
present  time  claimant  is  asking  that  it  be  reimbursed  the  sum  of 
$71,971.77.  This  latter  sum  includes  a  profit  of  10  per  cent  which 
Mr.  Caligaris  is  asking  for.  The  bank  is  not  asking  for  any  reim- 
bursement for  itself.  All  it  is  asking  for  is  the  amount  claimed  by 
Mr.  Caligaris. 

14.  When  the  United  States  requested  the  bank  to  suspend  the  con- 
tract and  the  bank  notified  Mr.  Caligaris  to  that  effect,  the  crop  had 
iiot  been  harvested.  As  there  was  practically  no  market  for  castor 
beans  after  the  armistice,  most  of  the  growers  in  Nicaragua  aban- 
doned their  castor-bean  crops.  Very  few  beans  were  harvested.  Mr. 
Caligaris  purchased  beans  to  the  amount  of  $14,405,  being  beans  he 
had  already  obligated  himself  to  buy.  These  beans  were  sold  for 
$41,891.11.  Due  credit  has  been  given  for  the  profits  realized  on 
these  beans.  They  were  not  sold  to  the  United  States.  There  have 
been  no  beans  sold  or  tendered  to  the  United  States,  as  the  bank 
agreed  to  the  suspension  of  the  contract. 

15.  The  revised  statement  shows  that  subsequent  to  January  15, 
1919,  Mr.  Caligaris  spent  $14,022,98  in  clearing  his  own  land  of  cas- 
tor-bean stalks,  etc.,  and  that  he  advanced  to  his  partners  the  sum  of 
$12,596.43  for  the  same  purpose. 
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1.  The  evidence  shows  that,  although  claimant  is  a  foreign  corpo- 
ration, it  is  licensed  to  maintain  an  agency  in  the  State  of  New  York. 
It  may  sue  and  be  sued  in  the  courts  of  that  State  and  in  the  United 
States  courts  as  if  it  were  a  domestic  corporation.  To  all  intents 
and  purposes,  therefore,  claimant  is  a  domestic  corporation.  Conse- 
quently, it  does  not  come  within  the  provisions  of  section  3  of  the 
act  of  March  2,  1919,  relating  to  contracts  entered  into  between  the 
United  States  and  nationals  of  foreign  Governments.  This  claim 
will  therefore  be  considered  as  being  based  on  a  contract  entered  into 
between  the  United  States  and  a  domestic  corporation. 

The  contract  in  question  being  a  formally  executed  contract  in  ac- 
cordance with  the  provisions  of  section  3744  Revised  Statutes,  the 
claim  does  not  come  within  the  purview  of  the  act  of  March  2, 1919. 

2.  As  the  contract  was  suspended  by  mutual  agreement  at  the  re- 
quest of  the  United  States,  the  situation  at  present  is  one  in  which  the 
two  parties  to  the  contract  are  negotiating  for  a  settlement  thereof 
for  the  purpose  of  canceling  it.  The  contract  contained  no  termina- 
tion ctaifse. 

The  bank  insists  that  it  be  reimburKed  the  full  amount  that  Mr. 
Caligai'is  is  asking  reimbiii-sement  for.  Mr.  Caligaris  is  asking  for 
reimbursement  for  the  full  amount  he  claims  to  have  been  lost  on 
the  castor-bean  venture. 

Clearly  the  amount  lost  by  Mr.  Caliparis  should  not  be  the  basis 
of  negotiating  a  cancellation  of  this  contract.  He  could  as  easily 
have  lost  $500,000  on  his  castor-bean  venture  if  he  had  gone  into  it 
on  a  larger  scale, 

3.  The  bank  does  not  insist  that  it  made  any  expenditures  or  in- 
curred any  obligations  upon  the  faith  of  the  contract,  except  per- 
haps a  small  amount  expended  for  cablegrams,  etc.  To  do  so  would 
be  to  admit  its  obligation  to  Mr.  Caligaris.  The  bank  will,  of  course, 
not  admit  that  it  obligated  itself  to  buy  100,000  bushels  of  beans 
from  Mr.  Caligaris  at  $2.90  per  bushel,  when  it  knew  he  was  buying 
beans  at  only  $1.40  per  bushel.  The  bank  may  be  liable  to  him, 
but  that  is  not  a  question  for  us  to  decide.  However,  it  is  our  opinion, 
and  we  accordingly  find,  that  any  liability  incurred  by  the  bank  to 
Mr.  Caligaris  was  incurred  before,  and  not  after,  the  bank  entered 
into  the  contract  in  question  with  the  United  States.  Prior  to  the  exe- 
cution of  that  contract  Mr.  Caligaris  was  clearly  under  an  obligation 
to  the  bank  to  sell  his  beans  through  the  bank  and  to  pay  the  bank  a 
commission  of  5  per  cent.  If  he  had  sold  the  beans  to  any  other  per- 
son he  would  nevertheless  have  had  to  pay  the  bank  the  5  per  cent 
commission.  As  the  bank  was  under  obligation  to  deliver  approxi- 
mately 100,000  bushels  of  beans  to  the  United  States,  it  would,  of 
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course,  never  have  consented  for  Mr.  Caligaris  to  dispose  of  his  beans 
to  anyone  else.  Tliis  was  the  only  visible  supply  in  Nicaragua,  and 
the  bank  would  then  have  been  unable  to  fulfill  its  contract  with  the 
United  States. 

4.  The  only  authority  delegated  by  the  Secretary  of  War  to  the 
bureau  boards  to  negotiate  settlements  of  claims  arising  out  of  con- 
tracts entered  into  by  the  War  Department  is  where  the  contractor 
has  made  expenditures  or  incurred  obligations  upon  the  faith  of 
the  contract  between  it  and  the  United  States.  This  prerequisite  to 
the  adjustment  of  claims  holds  regardless  of  whether  the  claim  is 
based  upon  an  informal  contract  within  the  purview  of  the  act  of 
March  2,  1919,  or  is  based  on  a  formal  contract  properly  executed 
as  required  by  section  3744,  Revised  Statutes. 

5,  In  the  instant  case,  the  contractor  having  made  no  expenditures 
and  having  incurred  no  obligations  upon  the  faith  of  the  contract  in 
question,  we  are  without  authority  to  grant  the  relief  asked  for, 
and  it  is  accordingly  denied, 

OISPOSITION. 

A  final  order  denying  relief  will  be  entered. 

Lieut.  Col.  McKeeby  and  Capt.  Taylor  concurring  for  the  Appeal 
Section ;  CoL  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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FEBRnAKY  28,  1921. 
Case  Vo.  3026. 

In  re  CLAIK  OF  NEW  TOKK  AIB  BKAKX  CO. 

1.  KEaOES.— When  a  formal  atnt-plna  oontract  proTtdlng,  among  otker  thingi. 
for  inoreaied  faotlltlei  li  latn  amended  by  an  Informal  inpplemental 
oontraot  Increasing  the  amoanti  that  oan  be  ip«nt  for  ipeelal  fadUtici, 
and  ti  In  turn  again  amended  by  a  formal  lupplemental  contract  prorldlne 
for  greater  additional  increaied  facilitiM,  the  llrst  Informal  topplemeatal 
oontraot  ii  melted  in  the  second  formal  supplemental  oontiaet,  and  the 
contracts  before  this  Board  for  canitrnetlon  are  therefore  formal  contraett 
and  the  act  of  Harch  2,  1919,  oan  not  be  applied  to  the  settlement  of  the 

%.  COHDITION  PB EC EDENT.— Where  a  formal  oontraot  has  a  olaate  providing 
that  the  lame  can  be  terminated  If  the  publlo  interest  shall  reqnlre,  and 
in  that  event  the  oontraotor  shall  be  paid  10  per  cent  of  the  amonnt  of 
materials,  etc.,  on  hand  not  in  the  course  of  manafaotnre,  and  hat  a  far- 
ther clause  providing  that  in  case  of  such  termination  the  contraetoi  be 
in  default,  upon  the  statement  In  writing  of  the  contracting  offloer  that 
the  contractor  has  in  good  faith  used  his  best  efforts  In  the  performaaee 
of  the  contract  he  shall  be  paid  a  compensation  of  not  more  than  10  and 
not  less  than  S  per  cent  of  the  amonnt  of  such  materials,  and  the  evidence 
shows  the  contractor  to  be  In  defanlt  It  Is  a  condition  precedent  that 
before  any  payment  can  be  made  to  the  contractor  upon  sncb  termination 
of  the  oontraot  that  the  contracting  oflloeT  shall  certify  In  writing  that 
the  contractor  ha*  used  its  beit  efforts  to  perform  the  contract  in  aceoid- 
anoe  with  the  terms  thereof. 

S.  AfFEAL.— Where  no  sneh  statement  in  writing  has  been  made  by  the  con- 
tracting ofBcer,  but  the  district  ordnance  claims  board  and  the  Ordnance 
Section,  War  Department  Claims  Board,  have  stated  In  their  opinion  that 
the  contractor  has  used  his  best  effort*  In  the  performance  of  his  contract, 
upon  appeal  to  this  Board  by  the  claimant,  the  same  i*  a  repudiation  of 
the  decision  of  the  district  ordnance  claim*  board  and  the  Ordnance  Be«- 
tion,  War  I>epartment  Claims  Board,  and  the  claim  conies  before  this 
Board  de  novo  and  without  any  eipresslon  of  opinion  from  anyone  that 
the  contractor  has  used  hlg  best  effort*  In  the  performance  of  the  contract, 
and  this  Board  la  within  its  rights  In  saying  that  in  its  opinion  the  con- 
tractor has  not  used  its  best  efforts  In  the  performance  of  the  contract. 

4.  DELATS. — Where  a  formal  contract  has  a  clause  providing  that  the  eontraetor 
shall  be  paid  In  accordance  with  certain  provisions  thereinbefore  set  out 
in  case  the  contlnned  performance  of  the  contract  "  Is  prevented  by  acts 
of  war,  riots,  or  incendiarism,  or  other  causes  beyond  the  eontrol  and 
without  the  fault  of  the  contract  which  may  be  directly  traceable  to  the 
war  now  existing  between  the  United  States  and  Oermany,"  and  the  sold 
performance  Is  not  prevented  by  act*  of  war,  riots,  or  incendiarism,  the 
said  clanse  must  be  construed  to  mean  acts  analogous  to  acts  of  war, 
riots,  or  incendiarism  and  docs  not  Include  the  delay*  claimant  suffered 
by  Inability  to  seonre  prompt  delivery  of  material  or  anpplies  or  to  senrt 
an  adequate  force  of  labor. 
G62 
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y  DOCTKIFE  OV  "  EJirflDEK  QEHBKIS." — ^Wh«re  tbe  ennMerated  «za«t«i  tor 
the  nonperfornunee  wltbl>  tbe  Ume  Unit  of  the  oontract  are  ftott  of  wix, 
rioti,  and  Inoendiarlun  asd  la  tbea  followed  by  the  Kcneral  phiaie  "  other 
oanaei  beyond  the  control  and  wlthont  the  fault  of  the  contractor  which 
may  be  directly  traceable  to  the  war  now  extitlng  between  the  TTntted 
State*  and  QemiBn;,"  and  none  of  the  ennmerated  excniei  of  war,  rioti, 
or  Inaeadlarliin  happen,  bnt  olalmant  wai  delayed  by  hi*  Inability  to 
promptly  get  material*,  labor,  eta.,  the  general  oanies  following  the 
ennmerated  eantei  can  not  be  extended  to  the  extent  necenary  to  Inolnde 
the  alleged  fallnre  to  aecnre  material*,  tnppllet,  etc.,  promptly,  If  tbe 
general  phra*eology  conld  cover  all  the  caniei  In  fact  beyond  the  eon* 
tractor'i  control  It  would  cover  the  expressly  enumerated  eaniei  and  thetr 
Inelnilon  In  the  contract  would  be  ineffective  and  meanlnglei*,  and  It 
can  not  be  preinmed  that  the  (peolflc  provliloni  wonld  have  been  *tated 
U  they  were  covered  by  tbe  general  provlilona,  and  the  entire  paragraph 
mv*t  be  10  eonitrned  ai  to  allow  each  portion  thereof  to  have  It*  fnll  and 
adequate  effect.  The  doctrine  of  "  ejnsdem  generli "  (of  the  tame  nature) 
1*  applicable  to  thli  ea*e  and  the  word*  following  the  enumerated  word* 
muit  be  oonatmed  to  Inelade  only  oanm  that  were  of  the  lame  nature  ai 
war,  rlota,  or  Inoendlarlam  and  can  not  Inolnde  the  other  delayt  com- 
plained of  by  the  contractor.  TUi  mle  It  clearly  itated  In  the  caie  of 
IDob.  T.  Bniiell  (lU  ni.  SS,  SB  H.  E.  SS8):  "By  appUeation  of  the 
maxim  '  eJDidem  generli '  (of  the  tame  nature)  general  and  ipeclSo 
wordi  which  are  capable  of  an  anatogon*  meaning,  being  saioelsted  to- 
gether, take  color  from  each  other,  *o  that  the  general  word*  are  rettrleted 
to  a  lenae  analogoni  to  the  Icti  general." 

A.  mZBEBT. — Where  a  contract  proTldet  that  the  coit  of  Increated  faollltle*  of 
article*  for  which  tho  United  State*  ihall  pay  *hall  be  In  aoeordance  with 
Ordnance  Department  pamphlet  "  Deflnltlon  of  Co*t  Pertaining  to  Con- 
traoti,"  dated  Jnne  S7, 1B17,  which  1*  attached  to  and  made  a  part  thereof, 
which  pamphlet  nnder  paragraph  47  provide*  only  for  the  payment  of 
Intercat  on  Inveatment  or  bonded  debt*  and  for  money  borrowed  to  Inance 
the  pnrehaie  of  materialt  neceHUy  to  oomplete  the  contract,  no  Intereft 
can  be  paid  claimant  en  Tarloni  balanoM  due  It  by  the  United  Statei  • 
BTCB  thoiwh  claimant  1*  correct  In  it*  allegaHcn  that  it  expended  it*  own 
money  for  the  pnrchate  of  materialt  for  the  ITnited  State*  Government 
and  thereafter  borrowed  money  to  take  Iti  plaoe.  The  oontract,  being  a 
formal  contraot,  mnit  be  ttrlotly  eonitmed  and  thl*  Board  can  not  go 
outaide  of  it*  plain  ^ovlilon*. 

Maj.  Farr  writing  the  opinion  of  the  Board. 

PINDIN08  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  is  a  claim  for  $732,635.59  and  is  before  this  Board  on 
appeal  from  a  decision  of  the  Ordnance  Section,  War  Department 
Claims  Board,  that  was  in  part  favorable  to  the  claimant.  The 
claim  arises  under  a  formally  executed  contract  dated  the  14th  day 
of  June,  1917,  and  a  proxy  signed  supplemental  contract  of  May  17, 
1918,  and  a  second  formally  executed  supplemental  contract  of 
August  27,  1918.    This  claim  was  originally  filed  as  a  class  A  claim 
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and  should  be  handled  as  a  claim  arising  out  of  a  formally  executeii 
contract,  but  seems  to  have  been  handled  by  the  Ordnance  Section, 
War  Department  Claims  Board,  as  a  claim  under  the  act  of  March 
2,  1919. 

2.  For  a  proper  consideration  of  this  case  it  is  necessary  for  us  to 
quote  the  following  articles  of  the  original  contract  of  June  14, 1917 : 

"Article  1.  The  contractor  agrees  to  make  for  the  United  States 
the  following  articles; 

"  Four  hundred  (400)  8-inch  gun  carriages,  model  of  1916,  com- 
plete, except  the  sights,  panoramic  sights,  range  scales,  angle  of  sight 
scales,  scroll  gears  and  parts,  longitudinal  levels,  complete,  hand 
fuze  setters  and  cases  therefor,  padlocks  with  the  necessary  clevices, 
bolt  snaps,  chains  and  rings  attached,  as  well  as  the  extra  bolt  snaps, 
chains  and  rings,  counter  recoil  springs,  wheels  and  parts,  armor 
plate,  axle  seat  cushions,  horizontal  oilers,  lock  washer  holders, 
wrenches,  0.625  and  0.875  spanners  for  56"  wheels,  tool  kits,  and 
canvas,  hereinafter  called  'the  articles,'  each  of  the  articles  being 
referred  to  as  '  unit,'  in  accordance  with  '  Instructions  to  Bidders  and 
General  Specifications  Governing  the  Manufacture  and  Inspection 
of  Gun  Carriages,  Artillery  V^icles,  and  Similar  Ordnance  Ma- 
terial, Form  434,  revised  March  15,  1917,'  '  Special  Specifications 
Governing  the  Manufacture  of  3-inch  Gun  Carnages,  Model  of  1916, 
Form  527,  revised  April  25,  1917,'  and  'List  of  Ordnance  Office 
Drawings,'  hereto  attached  and  made  a  part  hereof,  and  such  changes 
as  may  be  made  therein  as  hereinafter  provided,  and  conditions  in 
this  contract  set  forth." 

"  Article  2.  Time  being  of  the  essence,  the  contractor  agrees  to 
provide,  with  the  utmost  dispatch,  at  the  best  prices  obtainaole,  (1) 
such  administrative,  purchasing,  manufacturing,  and  accounting  or- 
ganization, (2)  such  plant,  machinery,  tools,  and  other  facilities. 
■  including  such  as  are  in  addition  to  the  contractor's  normal  facilities 
(hereinafter  called  increased  facilities)  provided,  however,  that  the 
cost  to  the  United  States  of  such  increased  facilities  shall  not  exceed 
$750,000,  together  with  (3)  such  labor,  material,  supplies,  and  the 
like,  as  may  be  necessary  to  enable  the  articles  to  be  made  and  the 
storage  and  delivery  of  the  articles  contemplated  herein  to  be  com- 
plied with.  All  proposed  expenditures  relating  to  the  performance  ■ 
of  this  contract,  winch  are  to  be  paid  for  by  the  United  States  as 
hereinafter  provided,  are  subject  to  such  approval  as  the  contracting 
officer  may  from  time  to  time  require  the  contractor  to  obtain.  The 
contractor  in  dealing  with  parties  other  than  the  United  States  shall 
make  all  subcontracts,  purchases,  payments,  and  other  arrangements 
for  performing  this  contract  in  his  own  name  and  for  his  account, 
and  shall  not  bind  or  purport  to  bind  the  United  States,  except  as  the 
contracting  officer  shall  otherwise  in  writing  direct.  All  property 
paid  for  by  the  United  States  shall  upon  such  payment  become  the 
property  oi  the  United  States.  The  United  States  may  from  time  to 
time  furnish  the  contractor  with  any  such  increased  facilities,  ma- 
terial, supplies  relating  to  the  performance  of  this  contract,  pro- 
vided, however,  that  the  contractor's  undertakings  for  such  maae  in 
good  faith  are  not  thereby  interfered  with. 
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"  Article  3.  The  contractor  agrees  to  deliver  the  urticles  according 
to  the  following  schedule : 

50  within  C  months  from  date  of  this  contract. 

»0  additional  within  7  months. 

55  additional  within  8  months. 

60  additional  within  9  mouths. 

60  additional  within  10  months. 

60  additional  within  11  months. 

65  additional  before  July  1,  1918. 
"  Time  being  of  the  essence,  the  contractor  will  if  possible  and  if 
requested  so  to  do  by  the  contracting  officer  anticipate  the  foregoiiu; 
schedule,  and  agrees  to  give  the  perrormance  of  this  contract  preced- 
ence over  all  work  for  parties  other  than  the  United  States  •  *  *, 
{Italics  ours.] 

"  Article  4.  The  United  States  will  make  the  following  payments 
to  the  contractors : 

"(1)  The  sum  oi  $800  for  each  unit  delivered  as  a  fixed  profit 
shall  be  paid  upon  the  proper  certificate  of  the  inspecting  and  re- 
ceiving officer  snowing  delivery  and  acceptance  thereof. 

"(2)  The  cost  of  increased  facilities  a^  allowed  and  determined 
in  accordance  with  article  5  hereof  shall  be  paid  from  time  to  time 
upon  the  proper  certificate  of  the  inspecting  and  receiving  officer 
either  to  or  upon  the  order  of  the  contractor  as  the  contracting 
officer  may  direct,  against  the  delivery  of  increased  facilities  or  any 
paCrt  thereof  to  the  contractor,  or  in  the  event  that  such  increased 
facilities  are  furnished  by  the  contractor,  upon  delivery  by  the  con- 
tractor. 

"(3)  The  cost  of  the  articles  as  allowed  and  determined  in  ac- 
cordance with  article  ft  hereof  shall  be  paid  each  month  (as  early  in. 
the  month  as  possible)  upon  the  proper  certificate  of  the  contract- 
ing officer,  for  the  expenditures  by  the  contractor  on  account  of  such 
cost  during  the  preceding  month  or  months. 

"The  tmited  States  shall  make  all  payments  promptly  on  or  be- 
fore the  1.5th  of  the  month,  and  to  this  end  may  attach  a  paymaster 
in  the  main  office  or  plant  of  the  contractor,  and  shall  so  do  if  pay- 
ments are  at  any  time  unreasonably  delayed.  The  United  States 
may  make  more  frequent  payments  for  any  lawful  purpose,  and  to 
the  end  that  sufficient  money  may  be  retained  to  cover  any  deduc- 
tions from  fixed  profit,  liquidated  damages,  if  any,  or  differences  as 
to  cost  payments,  may  withhold  such  percentage  of  fixed  profit  and 
payment  of  final  costs  as  may  be  sufficient  for  such  purpose.  No 
payments  by  the  United  States  shall  act  to  prevent  the  United  States 
from  later  disputing  the  validity  thereof  under  this  contract. 

"Article  5.  The  allowances  of  the  cost  of  increased  facilities  and 
of  the  articles  for  which  the  TTnited  States  shall  pay  shall  be  in  ac- 
cordance with  the  Ordnance  Department  pamphlet  '  Definition  of 
Cost  Pertaining  to  Contracts,  dated  June  27,  1917,'  hereto  attached 
and  made  a  part  hereof, 

"  In  addition  thereto  further  allowances  of  cost  from  time  to  tinie 
mav  be  made  by  the  contracting  officer. 

''  The  determination  of  the  actual  costs  as  allowed  shnll  be  made 
by  the  contracting  officer,  who  shall  from  time  to  time  instruct  the 
contractor  as  to  (1)  the  methods  to  be  followed  in  determining  actual 
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cost,  (2)  the  submission  of  statements  thereof,  bills  therefor,  and  all 
other  supporting  papers,  (3>  tlie  submission  of  engineer's  and  ac- 
countings' certificates,  and  (4)  such  additions  to  the  allowance  .of 
cost  and  such  regulations  and  instructions  with  regard  to  their  de- 
termination as  from  time  to  time  shall  be  adopted  by  the  Chief  of 
Ordnance,  or  a£  may  be  required,  in  order  to  enable  tne  contracting 
officer  to  issue  his  proper  certificate  for  payment  thereof. 

"  The  decision  of  the  contracting  officer  on  all  questions  of  the 
allowance  and  determination  of  costs  and  the  payment  thereof  shall 
be  final,  except  that  either  upon  the  completion  of  the  contract  by 
the.  contractor  or  its  termination  by  the  United  States,  or  whenever 
claims  of  cost  amounting  In  the  aggregate  to  $25,000  shall  have  been 
disallowed  or  determined  adversely  to  the  contractor  by  the  con- 
tracting officer  the  contractor  may  appeal  to  the  Chief  of  Ordnance 
by  filing  one  statement  of  claim  which  shall  embrace  all  claims  of 
cost  previously  disallowed  or  determined  adversely,  provided  all 
such  claims  shall  be  certified  by  an  accountant  designated  by  the 
contracting  officer,  as  being  in  their  entirety  the  subject  of  expendi- 
ture of,  or  cost  to,  the  contractor.  The  decision  of  the  Chief  of 
Ordnance  shall  be  final  upon  such  appeal. 

"Article  7.  It  is  agreed  that  the  contracting  officer  may,  by  written 
notice  to  the  contractor,  make  changes  in  the  drawings  and  specifica- 
tions forming  part  of  this  contract, 

"Article  8.  The  United  States  shall  have  the  right  to  order  within 
the  period  of  six  months  after  the  date  of  this  contract,  and  the  con- 
tractor shall  thereupon  supply  additional  articles  under  the  terms  of 
this  contract,  not  to  exceed  one  hundred  per  cent  of  the  quantities 
contracted  for,  upon  the  same  terms  as  to  fixed  profit  and  other  pay- 
ments, except  for  facilities,  or  at  such  reasonable  advance  upon  nxed 
profit  as  may  be  fixed  by  the  contracting  officer;  the  articles  to  be 
delivered  upon  the  dates  fixed  by  the  contracting  officer  or  as  near 
thereto  as  the  contractor's  best  efforts  will  allow     •     •     '. 

"Article  9.  In  the  event  of  failure  or  lirobable  failure  of  the  con- 
tractor to  comply  with  the  terms  of  this  contract,  or  any  of  them, 
or  in  the  event  tliat  in  the  opinion  of  the  Chief  of  Ordnance  the 
tmblic  interests  so  require^  this  contract  may  be  terminated  by  notice 
in  writing  to  the  contractor  without  prejudice  to  any  claim  the 
United  States  may  have  against  the  contractor,     •     •     • 

"In  the  event  of  the  termination  of  this  contract  as  aforesaid, 
the  United  States  sliall  pay  to  the  contractor  all  cc«ts  of  the  con- 
tractor allowed  and  determined. 

"  In  addition  thereto  the  United  States  shall  make  the  following 
payments,  depending  upon  the  contractor's  performance : 

''  ( 1 )  In  the  event  that  the  contractor  aliall  not  he  in  default  under 
this  contract  at  the  date  of  such  termination,  the  contractor  shaU 
he  paid  a  svm  equivalent  to  ten  percent  {10%)  of  cdl  cost  except  the 
cost  of  material,  supplies,  and  the  like,  raw  and  not  in  process  of 
inanufacture  by  the  contractor,  allowed  and  determined,  which  tho 
United  States  shall  have  previously  paid  and  shall  then  be  obligated 
to  pay,  less  all  fixed  profits  theretofore  paid  in  accordance  with 
paragraph  1  of  article  4. 
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"(2)  In  the  event  that  the  contractor  gfuill  he  in  default  under 
this  cofitract  at  the  date  of  such  tervu'-nation,  hut  in  the  opinion  of 
the  contracting  o^cer,  expressed  in  writing,  shall  have  in  good  faith 
uHed  his  best  efforts  in  the  perforviance  of  the  contract,  then  the  ten 
per  cettt  (iO%)  of  cost  less  fixed  profits  as  determined  in  the  fore- 
going paragraph  (1)  shall  be  decreased  to  such  extent,  but  not  below 
five  per  cent  (6% ) ,  ag  may  in  the  opinion  of  the  contracting  officer 
fairly  measure  the  sei-vice  of  the  contractor,  and  such  additional  pay- 
tnent  only  shall  he  matte  to  the  contractor. 

"  The  foregoing  provisions  with  respect  to  payments  to  be  made 
by  the  United  Stat^  upon  the  termination  of  this  contract  shall  also 
apply  in  the  event  that  the  continued  performance  by  the  contractor 
of  this  contract  is  prevented  by  act  of  war,  riots,  tncendiarism,  or 
other  causes  beyond  the  control  and  without  the  fault  of  the  con- 
tractor which  may  be  directly  traceable  to  the  war  now  existing 
between  the  United  States  and  Germany,  without,  however,  relieving 
the  contractor  from  further  performance  whenever  the  effect  of  such 
causes  shall  be  removed.     {Italic  ours.) 

"Abticij:  16.  E.icept  iis  this  contrai;t  shall  otherwise  provide,  any 
doubts  or  disputes  which  mny  arise  as  to  the  meaning  of  anything 
in  this  contract,  the  matter  shall  be  referred  to  the  Chief  of  Ordnance 
for  determination.  If,  however,  the  contractor  sliall  feel  aggrieved 
at  any  decision  of  the  Chief  of  Ordnance  upon  snch  reference,  he 
nhall  iiave  the  ri^ht  (save  only  ns  to  the  allowance  and  determination 
of  costs  as  provided  for  in  article  5  hereof)  to  submit  the  same  to 
the  Secretary  of  War.  whose  decision  shall  be  final." 

3.  The  informally  executed  supplemental  contract  of  May  17, 
1918,  after  reciting  the  execution  of  the  contract  of  June  14,  1917, 
simply  amends  the  said  contract,  as  follows : 

"Article  I.  The  parties  hereby  agree  that  article  2  of  said  origi- 
nal contract  be  amemled  so  as  to  provide  that  the  co.st  of  the  increased 
facilities  shall  not  exceed  the  sum  of  $i>.".0,000  instead  of  $750,000. 

"Articij:  II.  Ail  other  provisions  of  the  agreement  dated  June  14, 
1917,  shall  remain  in  full  force  and  effect." 

4.  The  second  formally  executed  supplemental  contract  of  August 
£iT,  1918,  amends  and  supplements  the  original  contract  of  June  14, 
1917,  and  the  supplemental  contract  of  May  17,  1918,  in  Article  I, 
as  follows: 

"Article  I.  The  maximum  cost  of  seven  hundred  fifty  thousand 
($750,000)  dollars  for  the  increased  facilities,  as  provided  for  in 
Article  II  of  the  original  contract,  dated  June  14, 1917,  and  increased 
to  nine  hundred  fifty  thousand  ($950,000)  dollars  by  first  supple- 
mental agreement  dated  May  17th.  191K,  is  hereby  increased  to  one 
million  ninety-seven  thousand  two  liundred  seventy-eight  ($1,097,- 
278)  dollars. 

"Article  V,  Except  as  herein  modified,  all  the  terms  and  condi- 
tions of  the  agreement  dated  June  14th,  1917,  as  supplemented  by 
first  supplemental  agreement  dated  May  17th.  1918,  shall  remain  in 
full  force  and  effect." 
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5.  Claimant  filed  its  claim  before  the  Ordnance  Claims  Board  on 
the  28th  day-of  June,  1919,  and  on  June  22  and  23, 1920,  was  granted 
a  hearing  before  the  said  Board,  which,  on  the  19th  day  of  July. 
1920,  rendered  a  decision,  the  following  set-up  showing  the  amount 
claimed  by  the  New  York  Air  Brake  Co.  and  the  allowance  of  said 
Board: 

Claim  consists  of: 
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CoDtraelot  to  be  ftllowed  to  submil  propot  items  ol  claim. 

6.  The  Rochester  district  claims  board  recommended  under  (b) 
the  payment  of  $1,050.97  on  account  of  men  employed  on  Christmas 
Day,  1917,  and  under  item  (d)  7j  per  cent  interest,  which  decision 
was  concurred  in  and  confirmed  by  the  Ordnance  Claims  Board,  and 
it  is  from  this  decision  claimant  has  appealed. 

7.  Claimant  in  its  appeal  alleges  that  it  is  entitled  to  the  amount  set 
up  under  item  (a)  as  being  G  per  cent  interest  advanced  by  it  in  the 
purchase  of  materials,  supplies,  and  equipment,  being  interest  on  the 
outstanding  balances  which  the  contractor  had  invested  in  materials, 
etc.,  for  its  contract  from  July  31, 1917,  to  May  31,  1919,  and  that  the 
same  was  money  advanced  by  the  claimant  for  the  United  States  Gov- 
ernment, and  that  for  every  dollar  so  advanced  it  was  compelled 
to  borrow  fiom  the  banks  other  money  at  C  per  cent  to  take  its  place. 

8.  In  its  ap[>eal  claimant  has  made  no  mention  of  item  (c),  as  tho 
same  was  withdrawn  at  the  time  the  claim  was  presented  to  the 
Ordnance  Claims  Board  and  will  not  now  be  considered  by  this 
Board.  "  "* 

9.  On  page  4  of  the  report  of  the  Ordnance  Section  it  is  stated 
that  the  hearing  of  June  22  and  23,  1920,  was  for  the  purpose  of 
determining  the  following  questions : 

First.  Whether  the  New  York  Air  Brake  Co.  was  in  unexcused 
default  under  the  terms  of  its  contract. 
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Second.  Whether  the  New  York  Air  Brake  Co.,  in  good  faith, 
used  its  best  efforts  in  the  performance  of  the  contract. 

Third.  What  percentage  of  profit  should  be  allowed  in  the  event 
that  the  contractor  had,  in  good  faith,  used  its  best  efforts,  but  was 
nevertheless  in  default  under  the  contract. 

10.  The  claimant  alleys  that  it  was  not  in  inexcusable  default 
under  the  terms  of  its  contract,  and  that  it  did  use  good  faith  in  an 
effort  to  perform  its  contract,  and  that  it  is  therefore  entitled  to  the 
full  10  per  cent  asked  under  item -(c?),  and  that  the  Ordnance  Section 
was  in  error  when  it  failed  to  allow  the  same,  and  further  alleges  that 
delays  incident  to  the  completion  of  this  contract  were  due  to  its 
inability  to  obtain  the  necessary  materials,  machines,  tools,  skilled 
labor,  the  delay  of  subcontractors  in  furnishing  materials,  and  to  the 
influenza  epidemic  that  decreased  its  working  force  and  naturally 
curtailed  its  production,  also  that  the  directions  of  the  Fuel  Ad- 
ministrator further  decreased  their  production,  which  delays  wers 
excusable  delays  coming  within  the  following  language  of  Article  IX : 

"  Shall  also  apply  in  the  event  that  the  continued  performance  by 
the  contractor  of  this  contract  is  prevented  by  acts  of  war,  riots, 
incendiarism,  or  other  causes  beyond  the  control  and  without  the 
fault  of  the  contractor  which  may  be  directly  traceable  to  the  war 
now  existing  between  the  United  States  and  Gemiany." 

And  that  the  claimant  was  further  delayed  in  the  performance  of 
its  contract  by  the  various  changes  in  the  design  by  the  Government, 
which  changes  the  claimant  was  compelled  to  comply  with  in  the 
manufacture  of  the  guns,  and  that  the  Government  monopolized  the 
market  for  materials  and  supplies  that  were  necessary  to  the  claimant 
in  the  performance  of  its  contract. 

11.  The  sum  of  $360,000  and  $100,000  referred  to  in  items  (e)  and 
(/)  of  the  decision  of  the  Ordnance  Section  have  not  been  insisted 
upon  by  the  claimant  in  its  petition  for  appeal,  though  in  the  hearing 
before  this  Board  on  the  24th  day  of  January.  1921,  it  refused  to 
withdraw  said  items  of  its  appeal,  and  stated  that  it  desired  a  deci- 
sion upon  the  same.  The  argument  advanced  by  the  claimant  for 
the  allowance  of  the  $360,000  is  that  the  contract  In  question  was  a 
use  and  occupancy  contract,  because  they  were  not  allowed  to  fulfill 
it  in  accordance  with  their  undertakings,  thnt  they  are  therefore 
entitled  to  the  $300,000.  The  $100,000  is  simply  stated  as  being  to 
cover  other  contingencies  that  may  not  have  been  specifically  set  up 
in  the  other  items.  At  the  hearing  before  this  Board  no  evidence 
■was  taken,  it  being  agreed  between  the  nttomey  for  the  claimant  and 
the  Government  attorney  that  the  case  would  be  submitted  on  the 
evidence  taken  before  the  Ordnance  Section,  War  Department  Claims 
Board,  and  the  various  files  in  the  case. 
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12.  The  two  supplemental  contracts  above  referred  to  are  not  in- 
volved in  the  questions  presented  except  in  so  far  as  they  have  bear- 
ing upon  the  question  of  whether  or  not  the  contracts  under  which 
claim  is  made  are  formal  or  informal  contracts.  The  claimant  in  its 
brief  alleges  that,  by  reason  of  the  execution  of  the  first  informal 
supplement  and  the  later  execution  of  the  formal  supplement,  the 
contracts  under  which  it  bases  its  claim  thereby  become  informal  con- 
tracts and  the  same  should  be  settled  under  the  tfinns,  provisions, 
and  intent  of  the  act  of  March  2, 1919. 


1.  We  deem  it  necessary  to  first  decide  the  formality  or  informality 
of  the  contracts  under  wliich  claimant  is  demanding  payment.  In 
its  brief  it  asserts — 

"  In  the  case  before  you  the  contract  consists  of  three  separate  and 
.distinct  papers  and  tlie  complete  contract  can  not  be  proven  without 
proving  each  of  the  pajjurs.  They  are  all,  in  fact,  in  evidence  in  the 
proof  of  this  claim.  CSne  of  those  papers  is  an  informal  agreement, 
and  is  informal  because  its  execution  was  not  in  the  manner  pre- 
scribed by  law.  Its  validity  has  been  cured  by  a  subsequent  agree- 
ment ratifying  it  and  formally  executed,  but  its  informality  can  now 
never  be  remedied.  It  would  have  been  remedied  had  the  last  agree- 
ment, in  addition  to  being  formally  executed,  contained  all  the  terms 
of  the  contract,  but  that  was  not  done,  A  sealed  instrument  is  ore 
which  is  all  under  seal.  The  moment  it  is  modified  by  a  simple  con- 
tract it  is,  so  to  speak,  corrupted  into  a  lower  form  of  contract,  which 
can  not  be  eradicated,  except  by  the  execution  under  seal  of  the 
original  (ontract  as  modified.  In  the  same  way  a  contract  consisting 
of  two  formal  papers  and  one  informal  paper,  is  an  informal  con- 
tract. It  must  be  wholly  formal  or  it  is  informal.  It  is  tinctured 
with  informality  in  the  same  way  that  a  man  with  one-eighth  Negro 
blood  in  his  veins  is  not  and  never  can  become  a  white  man," 

fl'e  can  not  agree  with  the  claimant  in  its  contention,  for  the  second 
supplemental  contract  being  a  formally  executed  contract,  by  re- 
ferring to  the  supplement  of  May  IT,  1918,  and  by  the  very  nature 
of  the  amendment  thereby  embodies  and  takes  into  it  as  a  formal 
contract  all  of  the  provisions  of  the  said  first  supplemental  contract, 
so  that  the  only  resultant  contract  before  this  Board  for  considera- 
tion is  the  original  contract  of  June  14,  1917,  as  amended  and  sup- 
piemented  by  the  contract  of  August  28, 1918.  As  soon  as  the  second 
supplemental  contract  was  executed  the  first  supplemental  contract 
was  thereby  eradicated  and  wiped  out,  as  the  very  purpose  and  in- 
tent of  the  said  supplemental  contract  of  May  17,  1918,  was  merged 
and  swallowed  up  in  the  more  comprehensive  terms  and  stipulations 
of  the  contract  of  August  28, 1918.  Therefore  the  only  contract  that 
can  he  considered  by  this  Board  is  the  said  original  contract  of  June 
14,  1917,  as  amended  by  the  second  supplemental  contract  of  August 
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26,  1918,  aod  both  being  formal,  must  be  construed  in  strict  accord- 
ance with  their  plain  intent  and  meaning,  and  this  Board  can  not  go 
outside  of  the  said  terms  and  write  into  the  said  contracts  any 
remedies  that  are  not  plainly  granted  by  their  terms. 

2.  It  is  an  elementary  principle  of  law  that  a  contract  of  lesser 
dignity  is  swallowed  up  and  becomes  merged  into  a  subsequently 
executed  contract  of  greater  dignity,  to  wit,  the  informal  supple- 
mental contract  of  May  17, 1918,  is  swallowed  up  and  m'erged  into  the 
subsequently  executed  contract  of  August  27,  1918.  As  was  said  by 
Elliott,  Volume  III,  paragraph  1981 : 

"  Merger  of  one  contract  in  or  by  another  may  be  said  to  be  the  un- 
avoidable destruction  of  the  operative  force  of  one  contract  by  an- 
other of  higher  degree.  In  other  words,  merger  causes  one  contract 
to  absorb,  swallow  up,'  or  supersede  another,  i.  e.,  the  second  to 
become  a  substitute  for  the  first." 

3.  This  doctrine  was  announced  in  the  Symington  Machine  Cor- 
poration, Case  Xo.  2512,  decided  by  this  Board  July  21,  1920,  which 
case  on  appeal  to  the  Secretary  of  War  was  by  him  confirmed  on  the 
11th  day  of  January,  1921.  In  that  case  the  Board,  in  discusang 
the  merger  of  a  prior  contract  in  a  subsequent  eontrait,  stated — 

"  It  is  an  elementary  principle  of  the  law  of  contracts,  that  where 
there  are  two  or  more  contracts  relating  to  the  same  subjei-t  matter, 
of  progressing  degrees  of  formality,  tliat  all  of  the  provisions  of  the 
less  formal  contract  are  merged  in  the  subsequent  and  more  formal. 
As  for  instance:  The  provisions  of  a  contmct  not  under  seal  are 
merged  into  the  subsequent  contract,  with  respect  to  the  same  sub- 
ject matter,  but  under  seal."  (Elliott  on  Contracts;  Vol.  Ill,  page 
141;  also  p.  142.) 

4.  As  was  said  in  Rhodes  v.  Cheaapeake,  etc.,  Ry,  Co.  (49  W.  Va., 
494): 

"  If  two  agreements  of  different  dates,  made  between  the  same 
parties  and  covering  the  same  subject  matter,  are  incon^stent,  the 
one  earlier  in  date  is  impliedly  discharged  by  the  other.  (Clartc 
Con.,  611.)" 

"A  written  contract  merges  all  prior  negotiations  and  expresses 
the  final  agreement  of  the  parties,  and  a  party  thereto  may  not  deny 
that  it  expresses  the  agreement  unless  his  signature  was  procured  by 
fraud.  (139  S.  W.,  243.)  {Birdtall  v.  Nail.  Surety  Co.,  169  Mo., 
479.) 

"Where  the  first  modification  of  a  grading  contract  reiterated  a 
provision  for  liquidated  damages  for  delay  in  completion,  but  a 
subsequent  modification  did  not  contain  such  provision,  Held,  that 
the  last  modification  abrogated  the  provisions  for  liquidated  dam- 
ae«s.  (166  S.  W.,  532.)  ^cott  v.  Parkview  Realty  ds  Imp.  Co.,  256 
Mo.,  76)." 

"A  subsequent  contract  between  the  parties  expressly  ratifying 
all  the  preceding  transactions,  in  the  absence  of  fraud  or  deceptitm 
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inducing  it,  is  at  least  a  prima  facie  settlement  of  all  previous  mat- 
ters. (144  N.  W.,  367.)  {Barnes  v.  C'entuiy  Savings  Bank,  165 
Iowa,  14,)" 

5.  If  we  apply  the  foregoing  citations  of  law  to  the  contracts  in 
question,  there  can  be  no  doubt  of  the  complete  merger  of  the  first 
supplemental  contract  in  the  second.  Claimant  and  the  Government 
voluntarily  agreed  to  adopt,  in  lieu  gf  the  provisions  of  the  first 
supplemental  contract,  the  larger  and  more  comprehensive  terms  of 
the  second  supplemental  contract,  and  the  claimant  has  been  settled 
with  in  accordantre  with  the  terms  and  the  provisions  of  the  second 
supplemental  contract  for  all  expenditures  made  by  it  for  special 
facilities.  The  matters  here  in  dispute  must  therefore  be  considered 
as  arising  out  of  formal  contracts  and  the  provisions  of  the  act  of 
March  2,  1919,  do  not  apply. 

6.  The  item  of  $1,050.97,  amount  paid  by  claimant  for  work  on 
Christmas  Day,  1917,  and  set  up  in  its  original  claim  under  Item  (») 
has,  since  the  filing  of  the  said  claim,  been  reimbursed.  This 
item  wilt  therefore  not  be  considered  by  this  Board,  as  the  claimant 
has  been  completely  satisfied  on  account  of  the  said  expenditure. 

7.  The  item  of  $360,000  must  be  disallowed.  Not  only  has  no 
proof  been  presented  by  claimant  to  establish  the  equity  of  any  such 
claim,  but  this  Board  is  of  the  opinion  that  the  same  is  unconscion- 
able and  is  based  on  no  provision  of  the  contract  To  allow  the 
claimant  any  such  siun  of  money  would  be  to  pay  it  more  profit 
than  would  have  accrued  to  it  if  it  had  completed  and  delivered  to 
the  United  States  Government  the  400  gun  carriages  called  for  under 
the  original  contract. 

8.  The  item  of  $100,000  set  up  by  claimant  to  cover  any  item  it 
had  specifically  fajled  to  set  out  is  also  disallowed,  as  there  is  no 
evidence  before  this  Board  that  would  justify  it  in  making  any 
such  allowance. 

9.  In  the  hearing  before  the  Ordnance  Claims  Board  the  evidence 
was  reported  and  the  transcript  is  before  us  and  has  been  carefully 
considered  as  well  as  the  various  papers  attached  to  the  files  and  the 
argument  and  brief  of  the  attorney  of  the  claimant.  The  it«m  that 
has  been  most  strenuously  asserted  by  the  claimant  is  its  request  for 
an  increase  of  the  7i  per  cent  allowed  it  by  the  Ordnance  Section, 
War  Department  Claims  Board,  under  the  provisions  of  paragraphs 
1  and  2  of  Article  IX,  which  are  as  follows : 

"(1)  In  the  event  that  the  contractor  shall  not  be  in  default  under 
this  contract  at  the  date  of  such  termination,  the  contractor  shall  be 
paid  a  sum  equivalent  to  ten  per  cent  (10'^^ )  of  all  cost  except  the  cost 
of  material,  supplies  and  the  like  raw,  and  not  in  process  of  manufac- 
ture by  the  contractor  allowed  and  determined  which  the  United 
States  shall  have  previously  paid  and  shall  then  be  obligated  to  pftfi 
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less  all  fixed  profits  theretofore  paid  in  accordance  with  paragraph  1 
of  article  i. 

"(2)  In  the  event  that  the  contractor  shall  be  in  default  UDder  this 
contract  at  the  date  of  such  termination,  but  in  the  opinion  of  the 
contratting  officer  expressed  in  writing  shall  have  in  good  faith  used 
his  best  efforts  in  the  performance  of  the  contract,  then  the  ten  per 
cent  (10%)  of  cost  less  fixed  profits  as  determined  in  the  foregoing 
paragraph  (1)  shall  be  decreased  to  such  extent,  but  not  below  five 
per  cent  (5%),  as  may  jn  the  opinion  of  the  contracting  officer  fairly 
measure  the  service  of  the  contractor,  and  such  additional  payment 
only  shall  be  made  to  the  contractor," 

10.  From  our  examination  of  the  evidence  this  Board  is  of  the 
opinion  that  the  claimant  did  not  in  good  faith  use  its  best  efforts 
as  was  contemplated  it  would  tise  at  the  time  it  entered  into  the 
contract.  We  do  not  say  that  the  claimant  is  guilty  of  any  bad  faith, 
but  it  is  our  opinion  that,  considering  the  size  of  its  organization,  the 
high  degree  of  efficiency  it  asserted  it  had  prior  to  the  date  of  the  sign- 
ing of  the  contract,  the  statements  made  to  the  Ordnance  Department 
by  its  president  at  the  time  it  was  negotiating  for  the  contract,  the 
knowledge  it  had  of  the  absolute  necessity  for  the  prompt  production 
of  the  gun  carriage  in  question,  and  its  failure  to  product  the  same 
within  the  time  limit  of  its  contract,  even  admitting  for  the  sake  of 
argument  that  it  was  unable  to  secure  supplies  or  labor  with  the  reason- 
able dispatch  it  had  been  able  to  prior  to  the  war,  and  notwithstand- 
ing all  of  the  difficulties  that  the  claimant  was  confronted  with,  a 
more  strict  supervision  over  the  gun  carriage  shop  and  the  detail  of 
men  from  the  air  brake  department  to  the  gun  carriage  shop  would 
have  resulted  in  a  material  increase  of  production  and  would  have 
been  what  was  contemplated  in  the  language  of  paragraph  2  of 
Article  IX  the  use  of  its  best  efforts.  The  best  efforts  in  the  con- 
templation of  the  Government  representatives  at  tlie  time  of  the 
entering  into  of  the  contract  meant  the  whole-hearted  effort  of  the 
claimant  to  do  everything  within  its  power  to  complete  the  said 
contract  within  the  time  limit  and  to  produce  the  carriages  that  were 
so  badly  needed  by  the  (lovernment.  The  evidence,  to  our  mind,  does 
not  establish  that  the  claimant  did  use  such  efforts,  but  rather  that 
the  claimant  gave  its  best  efforts  to  the  performance  of  its  air-brake 
program  and  other  contracts  it  had  on  hand.  * 

11.  The  contractor  was  admittedly  in  default.  This  Board  does 
not  believe  that  the  difficulty  of  obtaining  materials  or  labor  excused 
it  from  the  performance,  nor  do  we  believe  that  tlie  mere  fact  that 
contracts  entered  into  between  the  Government  and  otlier  contractors 
creating  a  scarcity  of  materials  was  such  a  monopoly  by  the  Govern- 
ment as  in  anywise  relieved  the  claimant  from  the  performance  of 
its  solemn  obligation  to  secure  the  materials  and  to  perform  the  con- 
tract within  the  time  limit.    The  fact  that  claimant  did  secure  the 
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materials  is  evidence  that  the  Government  did  not  have  a  monopoly  of 
the  same  and  the  case  of  V.  S.  v.  Pect  (102-264  U.  S.  Report),  reHed 
on  by  claimant,  is  not  in  point. 

12.  Claimant  at  the  time  it  entered  into  the  contract  with  the 
Government  knew  of  the  conditipns  confronting  it  and  solemnly 
undertook  and  agreed  to  perform  the  contract  in  accordance  witi 
its  terms  and  within.the  time  limit,  and  the  changed  conditions  during 
the  performance  of  the  contract  are  not  such  as  excused  it  from  the 
performance  of  the  same  in  accordance  with  its  terms. 

13.  The  law  relative  to  the  change  of  conditions  after  the  signing 
of  the  contract  and  during  the  time  of  performance  that  will  not  ex- 
cuse a  contractor  from  compliance  with  the  same  is  correctly  stated  iD 
the  decision  of  the  Phoenix  Bridge  Co.  v.  United  States  (38  Court  of 
Claims,  p.  510). 

*'  It  is,  we  think,  in  such  cases,  elementary  law,  nee<Ung  no  author- 
itv  in  support  of  it,  that  if  a  party  contracts  to  perform  anything 
which  is  possible  at  the  time  when  the  contract  is  made,  but  after- 
wards becomes  an  impossibility,  he  is  liable  in  damages  resnltinjr 
from  nonperformance  thereof.  The  distinct:ion  is  that  if  an  obliga- 
tion be  imposed  by  7aw,  and  does  not  arise  from  his  contract,  if  it  be 
rendered  impossible  afterwards  by  the  act  of  God,  or  by  the  act  of 
the  Government,  he  will  be  excused  for  nonperformance.  In  the 
case  presented  the  obligation  does  arise  from  the  contract  of  the 
party,  and  does  not  therefore  fall  within  the  exception  of  things  ren- 
dertil  impossible  bv  the  act  of  God.  The  rule  is  that  if  a  person 
desires  exemption  from  such  acts  it  must  be  so  provided  in  tlie  con- 
tract (Story  on  Contracts,  sec.  975;  Chitty  id-.,  1074),  and  there  is 
no  pretense  that  such  was  done  in  the  present  case," 

See  also  Sun  Priuting  d-  Pvh.  Asso.  v.  Moore  (183  V.  S.  642,  40 
L.  ed,  366)  and  Carnegie  Steel  Company  v.  United  States  (240  V.  S. 
156,  60L.ed.  576). 

14.  The  claimant  being  in  default,  before  the  conditions  of  para- 
graph 2.  Article  IX,  under  which  claimant  is  demanding  the  pay- 
ment to  it  of  10  per  cent  of  all  cost  of  material,  supplies,  and  the 
like,  raw  and  not  in  process  of  manufacture,  can  apply,  it  is  a  condi- 
tion precedent  that  the  contracting  officer  shall  express  in  writing 
his  opinion  that  the  contractor  has  in  good  faith  used  his  best  efforts 
in  the  performance  of  the  contract.  No  such  opinion  in  writing  is  in 
the  papers,  nor  has  claimant  alleged  or  attempted  to  prove  that  any 
such  opinion  has  been  expressed  in  writing,  and  this  Board  do(« 
not  believe  that  the  Ordnance  Claims  Board  succeeded  to  the  powers 
and  authority  of  the  contracting  officer  for  the  purpose  of  expressing 
such  opinion,  but  even  if  the  said  Ordnance  Claims  Board  had  such 
powers  and  could,  in  lieu  of  or  in  the  place  of  the  contracting  officer, 
express  such  an  opinion  as  would,  under  the  provisions  of  the  said 
paragraph  entitle  claimant  to  payment  in  accordance  with  its  terxaa, 
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claimant  by  appealing  from  the  said  decision  of  the  Ordnance  Claims 
Board  has  repudiated  its  findings  and  brings  this  case  before  us 
do  novo,  with  no  expression  of  opinion  from  anyone  that  the  con- 
tractor had  in  good  faith  used  its  best  efforts  in  the  performance  of 
the  contract  in  question.  The  contractor  can  not  take  part  of  the 
decision  of  the  Ordnance  Claims  Board  and  refuse  to  accept  the 
balance,  but  must  reject  it  in  toto  or  accept  it  as  a  whole. 

15.  If  it  is  the  contention  of  the  claimant  that  the  Ordnance  Claims 
Board  succeeded  to  the  rights  of  the  contracting  officer  and  had  the 
power  and  authority  to  state  in  writing  that  claimant  had  used  its 
best  efforts,  then  upon  the  refusal  of  the  claimant  to  accept  the 
decision  of  the  Ordnance  Claims  Board  the  same  is  vacated  in  lieu 
of  a  decision  from  this  Board  confirming  it,  and  this  Board,  upon  a 
review  of  all  the  evidence,  files,  and  the  facts,  refuses  to  confirm  said 
decision  and  is  of  the  opinion,  as  hereinbefore  expressed,  that  the 
claimant  has  not  in  good  faith  used  his  best  efforts  in  the  perform- 
ance of  the  contract. 

16.  This  Board  is  further  of  the  opinion  that  the  delays  com- 
plained of  by  the  contractor  on  account  of  its  inability  to  comply 
with  the  tolerances  of  the  specifications  for  the  machining  of  the 
gun  carriages  in  question  and  the  subsequent  granting  of  over  600 
changes  in  tolerances  by  the  Government  in  no  wise  entitles  it  to 
relief,  because  the  allowance  or  granting  of  the  600  tolerances  in 
question  was  for  the  specific  purpose  of  making  it  easier  for  the 
contractor  to  produce  and  was  to  his  benefit  At  the  time  Mr.  Shaw* 
was  negotiating  for  this  contract  he  represented  that  the  N'ew  York 
Air  Brake  Co.  was  well  equipped  for  the  purpose  of  performing  this 
contract,  and  he  stated  in  paragraph  8  of  his  letter  of  May  29,  1917 : 

"  8,  Similarity  of  our  regular  work :  In  the  manufacture  of  air- 
brakes it  is  necessary  for  us  to  work  to  one-thousandths  of  an  inch 
and  the  parts  of  the  airbrake  equipment  are  of  necessity  interchange- 
able, many  of  the  pieces  are  fully  as  exacting  and  difficult  of  design 
as  the  work  we  have  seen  in  connection  with  the  above  gun  carriages." 

17.  Even  if  the  contention  of  the  claimant  is  correct  that  it  was 
delayed  by  changes,  it  was  granted  an  extension  of  six  weeks.  The 
letters  in  the  file  show  that  the  claimant,  when  other  changes  were 
made,  advised  the  Government  that  it  would  need  no  extension  of 
time  by  reason  of  any  extra  work  necessitated  by  change  in  specifi- 
cations. 

18.  In  the  opinion  of  this  Board  the  following  language  of  the 
closing  paragraph  of  Article  IX ; 

"  The  foregoing  provisions  with  respect  to  payments  to  be  made 
by  the  United  States  upon  the  termination  of  this  contract  shall  also 


apply  in  the  event  that  the  continued  performance  by  the  contractor 
of  this  contract  is  prevented  by  act  of  war,  riots,  incendiarism,  or 
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other  causes  beyond  the  control  and  without  the  fault  of  the  con- 
tractor wliich  may  be  directly  traceable  to  the  war  now  existing  be- 
tween the  United  States  and  Germany,  without,  however,  relieving 
the  contractor  from  further  performance  whenever  the  effect  of  sucn 
causes  shall  be  removed." 

does  not  justify  it  in  saying  that  the  claimant  is  excused  from  the 
performance  of  its  contract  or  should  be  considered  in  excusable  de- 
fault by  reason  of  the  delays  it  alleges  it  suffered  due  to  the  conges- 
tion in  traffic  or  scarcity  of  materials  and  labor  that  it  states  was 
caused  by  the  war  with  Germany.  The  intent  of  this  paragraph  was 
simply  to  provide  for  the  payment  to  the  contractor  in  accordance 
with  the  other  provisions  of  paragraph  2  of  Article  IX  in.  case  the 
continued  performance  of  the  contract  became  impossible.  The  con- 
tinued performance  of  this  contract  as  contemplated  in  this  para- 
graph never  became  Impossible,  ds  the  contractor  was  continuing  to 
perform  up  to  the  time  of  the  suspension,  so  that  the  conditions  set 
forth  in  this  concluding  paragraph  have  not  arisen. 

19.  The  enumerated  causes  that  would  excuse  the  contractor  from 
the  continued  performance  of  the  contract  were  acts  of  war,  riots, 
and  incendiarism,  none  of  which  ever  occurred.  The  contractor, 
however,  contends  that  the  general  phraseology  included  other  causes 
l)eyond  its  control  and  without  its  fault  and  directly  traceable  to  the 
then  existing  war  and  should  therefore  include  shortage  of  labor, 
inability  to  secure  materials,  and  sickness  among  employees.  The 
general  clause  following  the  enumerated  causes  can  not,  however,  be 
extended  to  include  these  delays.  If  the  general  phraseology  could 
cover  all  causes  in  fact  beyond  the  contractor's  control  it  would  also 
cover  the  expressly  enumerated  causes,  and  their  inclusion  in  the  con- 
tract would  be  ineffective  and  meaningless.  It  is  not,  however,  to- 
be  pre.sumed  that  the  specific  provisions  would  have  been  stated  if 
they  were  covered  by  the  general  provisions,  and  the  entire  para- 
graph must  be  construed  so  as  to  allow  each  portion  thereof  to  have 
its  full  arid  adequate  effect.  The  rule  of  construction  called  "  ejus- 
dera  generis  "  is  applicable.  This  rule  is  clearly  stated  in  the  case  of 
Mich.  V.  Russell  (136  111.  22,  26  N.  E.  Ci28) : 

"By  application  of  the  maxim  'ejusdan  generis'  (of  the  same 
nature) ,  general  and  specific  words  which  are  capable  of  an  analogous 
meaning,  being  associated  together,  take  color  from  each  other,  so 
that  the  general  words  are  restricted  to  a  sense  analogous  to  the  less 
general." 

It  is  therefore  our  opinion  that  the  "  other  causes  "  contemplated 
by  this  provision  of  the  contract  must  therefore  be  construed  to  in- 
clude only  causes  of  tlie  character  specified  which  are  similar  to  those 
expressly  enumerated  in  the  same  sentence  and  under  no  construction 
can  be  considered  as  including  the  causes  that  the  contractor  alleges. 
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are  responsible  for  his  delay  and  directly  traceable  to  the  war  with 
Germany.  Ail  relief  asked  for  under  any  provision  of  Article  IX  ia 
denied. 

20.  The  item  of  $51^96.95  demanded  by  the  claimant  as  interest  on 
cash  advanced  by  the  contractor  to  purchase  materials,  supplies,  and 
equipment,  and  which  was  not  promptly  reimbursed  by  the  Govern- 
ment, is  likewise  denied.  Article  .5  of  the  contract  provides  that  the 
cost  of  increased  facilities  and  the  articles  for  which  the  United 
States  shall  pay  shall  be  in  accordance  with  Ordnance  Department 
pamphlet  "Definition  of  Cost  Pertaining  to  Contracts,"  dated  Jane- 
27, 1918,  which  is  attached  to  and  made  a  part  of  the  contract.  Para- 
graph 47  of  this  pamphlet  provides: 

"  47.  Interest  on  investment  or  on  bonded  debt  shall  not  be  con- 
sidered as  an  expense  entering  into  the  cost  of  contracts  for  the 
United  States,  but  the  contracting  officer  will  reimburse  the  con- 
tractor for  interest  paid  by  it  on  money  borrowed  to  finance  the  pur- 
chase of  materials  necessary  to  complete  contracts  for  the  United 
States.  Interest  cost  will  not  be  considered,  as  a  cost  to  the  contractor 
upon  which  profit  is  to  be  calculated." 

The  contractor  is  therefore  limited  to  interest  paid  by  it  on  money 
borrowed  to  finance  the  purchase  of  materials  necessary  to  complete 
contracts  with  the  United  States.  The  claim  set  up  by  claimant 
for  interest  is  not  for  interest  it  paid  on  money  borrowed  to  finance 
the  purchase  of  material,  but  is  for  interest  claimant  alleges  should 
he  paid  it  on  various  balances,  it  alleging  that  it  expended  its  moneys 
for  the  purchase  of  materials  and  thereafter  found  it  necessary  to- 
borrow  money  to  replace  the  m6ney  so  expended.  This  is  not  such 
an  interest  charge  as  the  contract  provides  should  be  reimbursed 
claimant,  and  this  Board  can  only  construe  the  contract  under  which 
claimant  was  working  and  can  not  read  into  its  terms  any  different, 
language.  The  terms  are  positive,  plain,  and  unambiguous,  and  in 
nowise  provide  for  the  reimbursement  to  claimant  of  any  such 
interest  charges  as  are  here  presented  by  it. 

21.  The  claimant  has  been  paid  a  profit  of  $800  per  gun,  or  a  total 
of  $77,600,  and  in  addition  thereto  all  expenditures  for  special  fa- 
cilities and  the  further  sum  of  $2,406,372  for  materials,  supplies,, 
etc.  If  claimant  had  completed  the  contract  in  question  it  would 
only  have  received  a  possible  profit  of  $320,000.  The  contract  was 
less  than  25  per  cent  completed  at  the  time  of  its  suspension.  If 
claimant  was  allowed  to  recover,  in  addition  to  the  profit  of  $77,600 

■  already  paid  it  the  additional  sum  now  claimed  under  the  provisions, 
of  paragraph  2  of  Article  IX  there  would  be  paid  to  it  a  total  profit 
of  approximately  $240,637.20  on  a  contract  that  was  less  than  25  per 
cent  completed,  which  is  out  of  proportion  to  any  benefit  derived  by 
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the  United  States  GoTenunent  from  the  work  perfonned  by  the 
contractor. 

22.  For  the  foregoing  reasons  all  relief  asked  for  by  the  daimant 
IS  denied. 

DISPOSITION. 

A  final  order  denying  relief  will  issue. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  coocurring  for  the  Appeal 
Sedion;'  CoL  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Febrdaht  28,  1921. 
Case  No.  3037. 

In  re  OLAZX  07  WHTCHSSTER  KEFEATHTO  ASUS  CO. 

1.  PLAKT  AKOKTIZinOV.— When  olaiaiABt  utt«n  iBto  iwerol  eott-plui  con* 
tiMt*  wltb  the  ITnlted  Statei  for  the  mannfuture  at  rUei  and  mnnltioni 
and  the  plant  and  plant  faclUtiei  nied  in  the  mannfactiire  of  lame  were 
prcTlanilj'  conitrnoted  and  Installed  tor  the  performance  of  eontraot* 
whleb  elalmant  had  with  forelKn  Qovemmenti,  olalmant  ii  not  entitled 
to  have  the  expenditnrei  made  In  initalllnff  ntd  plant  and  fadlltlet 
amortiMd  over  Itt  oostracta  with  the  TTulted  Btatei. 

t.  SAKE.— Hor  will  tnoh  expeadltarei  made  at  Mt  ont  In  paraffiaph  1  be  treated 
at  an  element  of  ooit  under  the  "  Seflnltlon  of  Coet "  pamphlet  limed  bj 
the  Ordnasoe  Department  Jnne  87,  1817. 

Z.  AHOATIZATIOIT,  SEFIVITiaH  OF— SlSTIHEIinflaED  FBOK  SEPSECIA- 
TIOS. — Amortlaation  meani  extluotlon  of  debt,  ninally  liy  a  linking  fnnd, 
while  .depreolation  t(  to  be  considered  ai  an  element  of  espenie  allowable 
on  the  property  owned  and  nied  by  the  eontraotor  In  connection  with  the 
mannfaotnre  of  the  artlolei  contracted  for. 

4.  CONTKACTS,  KEFBESEHTATIOS  AS  TO  CAFACITT  TO  FE&FOUI.— The 
United  States,  nnlesi  the  contract  expressly  provldei  to  the  contrary, 
aianmes  that  the  contractor  bai  a  plant,  offlce  orKanlzatlon,  and  capital 
adequate  for  the  perfermanoe  of  the  contract,  and  nothlsg  appeari^  to 
the  contrary,  a  (air  Inference  is  that  the  eontraetor,  by  hli  act  of  enter- 
Inc  into  the  contract,  rcpreeenta  to  the  United  Statet  that  he  baa  a  plant, 
equipment,  faoillttei,  and  capital  snfflcient  to  complete  performanoe  In 
aoecrdance  with  the  terms  of  the  contract. 

Maj.  Blackburn  writing  tlie  opinion  of  the  Board. 

FINDINGS   OP   FACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim,  amounting  to  $693,526.88,  is  presented  in  accordance 
with  G,  O.  103,  War  Department  1918.  The  claim  was  originally 
submitted  to  the  Bridgeport  claims  board  and  was  disallowed.  The 
entire  file  and  claim  was  thereupon  fi-ansmitted  to  the  Ordnance  Sec- 
tion, War  Department  <Jlaims  Board.  From  a  decision  of  that  sec- 
tion, October  12,  1920,  disallowing  the  claim,  an  appeal  was  taken  to 
the  Appeal  Section,  War  Department  Claims  Board,  On  December 
30,  1920,  the  Appeal  Section  rendered  a  decision  denying  claimant 
relief,  from  which  decision  an  appeal  was  taken  to  the  Secretary  of 
War.    The  case  has  been  returned  to  the  Appeal  Section  with  an  ac- 
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companying  memorandum  from  the  vice  chairman,  War  Department 
Claims  Board,  January  28,  1921,  in  which  it  is  stated: 

"  After  preliminary  investigation  of  this  case,  it  is  my  opinion  that 
the  decision  as  heretofore  rendered  is  not  properly  responsive  to  the 
contention  of  claimant  herein. 

"  I,  therefore,  direct  that  the  case  be  returned  to  you  for  further 
hearing  and  a  decision  which  will  be  responsive  to  the  contention  of 
the  claimant  and  which  is  in  conformity  with  all  the  facts  as  devel- 
oped." 

A  hearing  has  been  conducted  by  the  Appeal  Section  at  which 
claimant  and  its  counsel  were  present. 

2.  The  facts  and  circumstances  under  which  the  claim  arises  are  as 
follows:  The  Winchester  Bepeating  Arms  Co.,  claimant,  has  for 
many  years  maintained  and  operated  at  New  Haven,  Conn.,  a  plant 
for  the  manufacture  of  guns,  rifles,  pistols,  cartridges,  and  muni- 
tions. At  the  outbreak  of  the  World  War  in  1914,  the  plant  invest- 
ment of  claimant  amounted  to,  in  round  numbers,  $8,500,000. 
At  that  time  claimant  entered  into  contracts  with  the  British,  and 
Russian  Governments  for  the  manufacture  of  rifles  and  munitions 
which  necessitated  enormous  expansion  of  its  plant,  so  that  on  the 
31st  day  of  December,  1>16,  the  plant  investment  of  claimant 
amounted  to,  in  round  numbers,  $19,000,000.  When  the  United 
States  entered  the  war,  in  April,  1917,  the  Winchester  Bepeating 
Arms  Co.  was  already  equipped  and  prepared  with  a  plant  and  plant 
facilities  for  the  manufacture  of  rifles,  cartridges,  and  munitions,  and 
because  of  the  plant  facilities  that  then  existed  the  Grovemment 
adopted  what  is  known  as  the  modiiied  Enfield  rifle. 

3.  After  the  United  States  became  involved  in  the  war  it  entered 
into  numerous  contracts  with  the  claimant  for  the  manufacture  of 
rifles,  pistols,  and  munitions.  Some  of  these  contracts  were  on  a  fixed 
price  basis,  while  others  were  on  a  cost-plus  basis.  The  claim  in  this 
case  as  presented  is  for  special  plant  amortization  apportioned  by 
claimant  over  seven  cost-plus  contracts.  Counsel  for  claimant  par- 
ticularly specified  that  no  claim  was  made  under  the  act  of  March  2. 
1919  (the  Dent  Act). 

"Maj.  Blackburn.  Of  course  if  no  part  of  your  claim  is  based 
under  the  Dent  Act,  or  the  act  of  March  2,  1919,  it  does  not  become 
important  or  material  as  to  the  presentation  of  any  claim  under  that 
act.  I  understand  that  you  say  you  make  no  claim  at  all  under  the 
Dent  Act) 

"  Mr.  Bright.  None  at  all,  sir. 

"Maj.  Blackburn.  Consequently,  the  question  of  presentation  of 
the  claim  prior  to  June  30th  does  not  enter  into  it  at  all! 

"  Mr.  Bright.  Not  at  all,  sir. 

"Maj.  Blackburn.  Any  claim  that  you  might  have  under  the  Dent 
Act  you  renounce,  or  make  no  claim  fort 

"  Mr.  Bright.  We  have  none." 
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4.  The  contracts  upon  which  the  claim  is  based  and  the  amount 
claimed  under  each  are  as  follows : 


Contnsta. 

"sr 

iOWpraflt. 

Total. 

is 

739.40 
Sit,  HO.  13 
311,969.41 

1302.011 

S:l| 

"SS 

ISSS 

8W,K».B8 

5.  In  order  to  have  a  clear  perception  of  the  case  and  to  determine 
the  relative  rights  of  the  parties,  in  so  far  as  the  claim  here  made 
is  affected,  it  is  deemed  expedient  to  analyze  each  contract  and  this 
will  be  done  in  the  order  stated. 

(a)  Contract  Pl4173-2370Sa,  dated  August  22,  1918,  is  a  formal 
contract  for  50,000,000  tracer  cartridges  on  a  cost-plus  basis,  under 
which  1,167,300  cartridges  had  been  delivered  at  the  time  of  sus- 
pension by  the  Government  December  12,  1918. 

In  Article  XII  of  the  contract  it  is  provided : 

"  *  *  •  The  contractor  will  also  be  compensated  for  the  use 
of  its  property  and  working  capital  employed  and  depreciation 
thereof  upon  the  basis  of,  and  to  the  extent  that  such  items  enter 
into  '  normal  costs '  enumerated  in  paragraph  (d)  of  this  contract. 

"(d)  The  expenditures  or  costs  entering  into  the  'normal  cost' 
of  the  tracer  cartridges  are  the  following:     *     •     • 

"(6)  A  reasonable  allowance,  according  to  the  conditions  for  de- 
preciation of  value  of  plant  and  property." 

Article  XVI  provides: 

"  For  the  determination  of  the  actual  cost  as  defined  above,  a 
*  Compensation  board '  composed  of  not  more  than  six  nor  less  than 
three  officers  of  the  Army  shall  be  appointed  by  the  contracting 
officer.  This  board  shall  ascertain,  estimate,  and  determine  the 
actual  cost  in  accordance  with  Article  XII  hereof,  and  the  decision 
of  said  board,  or  a  majority  thereof,  shall  be  binding  on  both  parties 
to  this  contract,  subject  to  approval,  modification,  or  disapproval  by 
the  Secretary  of  War,  whose  decision  shall  be  final.    •    •    •  " 

The  total  amount  paid  claimant  by  the  United  States  under  this 
contract  as  of  January  31,  1921,  is  $315,062.78. 

(&)  Contract  P6176-1461Sa,  dated  May  31,  1918,  is  a  formal  con- 
tract for  3,430,000,  caliber  .30,  cartridges  on  a  cost-plus  basis  com- 
pleted in  full  by  the  contractor  by  delivery  of  the  cartridges  speci- 
Bed.- 
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Id  this  contract  it  is  provided  : 

"  The  United  States  wiJl  make  tlie  following  payments  to  the  con- 
tractor: 

"(1)  The  cost  of  the  articles  is  allowed  and  determined  in  accord- 
ance with  the  'Definition  of  Cost  Pertaining  to  Contracts'  issued 
br  the  Finance  Division,  Ordnance  Department,  under  date  of  June 
27, 1917,  a  copy  of  which  is  hereto  attached  and  made  a  part  hereof. 

"(2)  A  sum  equal  to  ten  (107f )  pw  <^eIlt  of  the  cost  of  th,e  articles 
■a  determined  in  accordance  with  subdivision  (1)  is  hereby  fixed  as 
ttw  contractor's  profit.     *     •     • " 

The  total  amount  paid  claimant  by  the  United  States  under  this 
omtract  as  of  January  31,  1921,  is  $16,512.51. 

(c)  Contract  PI 4204-23 75 Sa,  dated  August  27, 1918,  is  for  10,000.. 
000,  caliber  .30,  cartridges  on  a  cost-plus  basis.  This  contract  was 
prepared,  but  was  never  signed  by  either  the  Government  or  the 
claimant.  There  appears  attached  to  the  contract  a  certificate  of 
approval  by  the  Ordnance  Department  of  date  December  11,  1918. 
Thia  informal  agreement  was  suspended  by  the  Government  Decem- 
ber 12,  1918,  at  which  time  3,.54S,160  of  the  cartridges  specified  bad 
been  delivered.  Any  claim  arising  under  this  agreement  being  a 
Dent  Act  claim  and  counsel  for  claimant  having  expressly  stipulated 
that  DO  relief  was  sought  under  the  act  of  March  2, 1919  (Dent  Act), 
ao  much  of  the  claim  as  is  referable  to  this  contract  will  not  be  fur- 
ther considered. 

The  total  amount  paid  claimant  by  the  United  States  under  this 
informal  agreement  as  of  January  31,  1921,  is  $28,226.32. 

(d)  Contract  P7388-1564Sa,  dated  March  30, 1918,  is  a  formal  con- 
tract for  the  manufacture  of  100,000  Colt  automatic  pistols,  .is 
caliber,  model  1911,  on  .a  cost-plus  basis.  No  deliveries  of  the  com- 
pleted articles  were  made  and  performance  of  this  contract  consisted 
entirely  of  preparation  for  production  in  the  way  of  procurement  of 
materials  and  tooling  up  until  notice  of  suspension  by  the  Govern- 
ment, December  12, 1918. 

It  is  provided  in  Article  XIII  of  the  contract  that : 
"  The  contractor  will  also  be  compensated  for  the  use  of  its  property 
and  working  capital  employed  and  depreciation  thereof,  upon  the 
basis  of  and  to  the  extent  that  snch  items  enter  into  'norm^  costs' 
mnmeratcd  in  paragraph  (d)  of  this  article. 

•  «  *  *  -k  *  • 

"(rf)  The  expenditures  or  costs  entering  into  '  normal  cost '  of  the 
pistols  are  the  following : 

"(4)  The  sum  of  five  thousand  ($.".,000)  dollars  per  month  begin- 
ning March  30,  1918,  for  the  use  and  occupation  of  the  premise. 
property,  and  equipment  devoted  to  the  purpose  of  this  contract  and 
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at  present  leased  or  owned  by  the  contractor.  *  •  *  This  son 
shall  cover  the  cost  of  interest,  insurance,  taxes,  general  and  spedal 
depreciation,  and  all  special  charges  for  improvements  thereon!" 

Article  XVII  provides  for  a  compensation  board,  in  terms  substan- 
tially the  same  as  Article  XVI  of  contract  2370Sa. 

The  total  amount  paid  claimant  by  the  United  States  under  this 
contract  as  of  January  31, 1921,  is  $473,040, 

{e)  Contract  14675,  dated  September  15, 1917,  is  a  formal  contract 
for  the  manufacture  of  4,640,000  caliber  .30  blank  cartridges,  model    ~ 
1919,  on  a  cost-plus  bastB  and  was  completed  by  the  delivery  to  the 
(government  of  the  cartridges  specified. 

It  is  provided  in  Article  XI  of  the  contract  as  follows : 

"  The  contractor  will  be  ^aid  a  profit  of  ten  per  cent  of  the  material 
and  labor  cost  of  the  cartridges  delivered  under  this  contract,  which 
profit  shall  be  paid  and  accepted  in  lieu  of  other  compensation  for 
the  use  of  its  property  and  working  capital  employed  and  depreda- 
tion thereof,  as  hereinafter  stipulated. 

"  In  asvertaining  the  material  and  labor  cost  of  delivered  car- 
tridges for  the  purpose  of  determining  the  amounts  to  be  paid  as 
pronts  under  this  contract  there  shall  t^  taken  into  account  only  tlw 
elements  of  cost  below  enumerated  in  paragraphs  (1)  and  (2),  viz: 

"(2)  A  proper  proportion  of  the  running  expenses  of  the  contrac- 
tor, incIuiHng  ordinary  rentals,  cost  of  i-epairs  and  maintenanca^ 
light,  heat,  power,  insurance,  management,  salaries,  and  other  indi- 
rect charges. 

"  The  rollowing  elements  of  cost,  below  enumerated  in  paragrmphi 
(3),  (4),  (5),  and  (6),  for  which  the  contractor  will  be  entitled  to 
reimbursement,  are  not  to  be  considered  in  determining  the  amoant 
of  the  contractor's  profit  under  this  contract,  viz : 

"(5)  A  reasonable  allowance,  according  to  the  conditions,  for  de- 
preciation of  values  of  plant  and  property  of  the  contractor." 

The  total  amount  paid  claimant  by  the  United  States  under  this 
contract  as  of  January  31,  1921,  is  ?28,9L2.18. 

(f)  Contract  14067,  dated  July  20,  1917,  is  a  formally  executed 
cost-plus  contract  for  245,000,000  caliber  .30  ball  cartridges,  model 
1906.  The  supplemental  contract  No.  14627  and  other  supplemenfal 
contracts  increased  the  number  of  cartridges  called  for  in  the  orig- 
inal contract  Co  953,640,000.  Of  this  number  there  had  been  maam- 
factured  at  the  time  of  suspension  of  these  contracts  by  the  Govern- 
ment 442,000,000  cartridges. 
•  It  is  provided  in  Article  XI  that ; 

*'  The  contractor  will  also  be  compensated  for  the  use  of  its  prop- 
erty and  working  capital  employed  and  depreciation  thereof  npoa 
the  basis  of  and  to  the  extent  that  such  items  enter  'normal  coals* 
enumerated  in  paragraph  (rf)  of  this  article." 
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Paragraph  {d)  provides: 

"  The  expenditures  or  coats  entering  into  *  normal  costs '  per  thou- 
sand cartridges  are  the  following ;    *    •    • 

"^5)  A  reasonable  allowance  according  to  the  conditions  or  depre- 
ciation of  values  of  plant  and  property  of  the  contractor." 

Article  XV  provides  for  a  compensation  board  and  that — 

"  The  decisions  of  the  said  board,  or  a  majority  thereof,  shall  be 
.  binding;  on  both  parties  to  this  contract,  subject  to  the  approval  of  ' 
the  contracting  officer." 

The  total  amoimt  paid  claimant  by  the  United  States  under  this 
contract  as  of  January  31, 1921,  is  $16,482,638.07. 

iff)  Contract  14064,  dated  July  12,  1917,  is  a  formally  executed 
cost-plus  contract  for  225,000  rifles  completed  in  full  by  the  con- 
tractor by  delivery  of  the  rifles  specified. 

It  is  provided  in  Article  XII  that — 

"  For  the  purpose  of  this  contract  actual  cost  shall  be  generally 
as  defined  in  the  revenue  bill  approved  September  8,  1916,  section 
302,  in  so  far  as  the  requirements  of  said  revenue  bill  are  applicable 
to  and  not  inconsistent  herewith.  *  *  *  The  actual  cost  ^all  in- 
clude the  following  and  items  similar  thereto  in  principle,  it  bein^ 
intended  that  the  contractor  shall  be  fully  reimbursed  for  expendi- 
tures actually  made  in  good  faith  in  the  performance  of  this  con- 
tract:   •    *    *." 

"(^)  A  reasonable  allowance,  according  to  the  conditions,  for  de- 
preciation of  values  of  plant  and  property."     (Tr.  193.) 

Article  XVI  provides  for  a  compensation  board  to  determine  the 
cost  in  accordance  with  Article  XII.  The  provisions  of  article  IC 
^re  similar  to  those  of  Article  XVI  of  contract  2370Sa,  except  that 
the  decision  of  the  compensation  board  in  contract  No.  14064  is  sub- 
ject to  the  approval  of  the  contracting  officer,  while  in  contract  No. 
2370Sn  the  action  of  the  compensation  board  is  subject  to  the  "ap- 
proval, modification,  or  disapproval "  of  the  Secretary  of  War, 

The  total  amount  paid  claimant  by  the  United  States  under  this 
contract  as  of  January  31,  1921,  is  $19,962,417.28. 

6.  Each  of  the  above  contracts  contains  the  usual  clause  appearing 
in  Government  ordnance  contracts  providing  for  settlement  of 
doubts  or  disputes  by  the  Secretary  of  War  as  to  the  meaning  or 
interpretation  of  anything  appearing  in  the  contract.  None  of  the 
(Mutracts  have  been  finally  closed  and  settled. 

7.  On  December  24,  1918,  the  Chief  of  Ordnance  designated  the 
Claims  Board  as  the  compensation  board  provided  for  under  the 
terms  of  "certain  small-arms  munitions  contract"  (Order  No.  489). 
The  Claims  Board  so  designated  was  the  Ordnance  Claims  Board, 
now  the  Ordnance  Section.    (Office  Order  No.  $87.)    If  the  decision 
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of  the.  Ordnance  Claims  Board  waa  not  satisfactory  to  claimant,  it 
had  a  right  to  appeal  to  the  Chief  of  Ordnance.  For  the  purpose 
of  such  an  appeal  the  Appeal  Section  of  the  War  Department  Claims 
Board  represents  the  Chief  of  Ordnance. 

8.  The  gravamen  of  claimant's  contention  as  presented  by  its 
counsel  is  that  in  determining  the  *'  cost "  and  **  normal  cost "  as 
applicable  to  the  above-enumerated  contracts  reference  should  be 
made  to  the  pamphlet  issued  by  the  Office  of  Chief  of  Ordnance, 
"  Definition  of  '  Cost '  Pertaining  to  Contracts,"  dated  June  27,  1917, 
and  in  which  is  incorporated  excerpts  from  the  revenue  bill  approved 
September  8,  1916.  It  is  further  contended  by  counsel  that  by  a 
decision  of  the  Treasury  Department  the  plant  of  claimant,  to  the 
extent  at  least  of  its  excess  equipment,  approximating  $10,000,000 
over  and  above  that  required  for  its  conunercial  business,  has  been 
held  and  determined  to  be  a  "  special  plant "  and  subject  to  amortiza- 
tion, and  that  this  Treasury  decision,  together  with  Regulation  No. 
39,  issued  October  24,  1916,  by  Treasury  Department  interpreting 
depreciation  as  stated  in  the  munition  tax  law  of  September  8,  1916, 
are  binding  and  conclusive  on  the  War  Department.  The  following 
excerpts  from  the  "  Definition  of  '  Cost ' "  pamphlet  are  deemed 
pertinent: 

"  6.  The  term  '  cost '  as  applied  to  this  contract  consists  of  four 
elementSjwhich  are  concretely  defined  in  the  following: 

"(1)  The  cost  of  all  direct  labor  paid  for  by  the  contractor  and 
used  in  the  production  of  the  articles  contracted  for  herein. 

"(2)  The  cost  of  all  direct  materials  contained  in  or  forming  part 
of  the  articlas  contracted  for  herein. 

"(3)  Pro  rata  share  of  factory  overhead  expenses  applicable  to 
and  necessary  in  connection  with  the  manufacture  of  the  articles 
contracted  for  herein. 

'*(4)  Fro  rata  share  of  administrative  and  general  expense  ap- 
plicable to  and  necessary  in  connection  with  the  manufacture  of  the 
articles  contracted  for  herein." 


"  DEPRECIATION. 

"40.  Depreciation  shall  be  considered  as  an  element  of  expense 
allowable  on  the  property  owned  and  tised  by  the  contractor  in  con- 
nection with  the  manufacture  of  the  articles  contracted  for.  For 
the  purposes  of  determination  of  an  equitable  basis  for  depreciation 
on  property  the  contracting  officer  will  be  influenced  by  definitiotio 
set  forth  in  the  revenue  bill  approved  September  8,  191&.  section  302, 
l<^ether  with  Treasury  Decisions  in  respect  tliereto  in  so  far  as  the 
requirements  of  said  revenue  bill  and  Treasury  Decisions  are  ap- 
plicable to  and  not  inconsistent  with  the  terms  of  the  contract  and 
special  conditions  thereto  pertaining." 
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[Extract  troio  reveane  bill  approTcd  Sept.  8.  1916.] 

Title  III.— Section  302. 

"(f)  A  reasonable  allowance,  according  to  the  conditions  peculiar 
to  each  concern,  for  Rmortization  of  the  values  of  building  and 
machinery,  account  being  taken  of  the  exceptional  depreciation  of 
special  plants. 

"  41.  Regulation  No.  39,  issued  October  24,  1916,  by  the  Treasury 
Department,  No.  2384,  interpreting  depreciation  as  stated  in  the 
munition  tax  law  of  September  8, 1916,  as  follows: 

"Art.  XX.  (A)  The  deduction  authorized  on  account  of  depre- 
ciation relates  to  the  loss  due  to  use,  wear,  and  tear  of  physical  prop- 
erty owned  and  used  by  a  manufacturer,  but  which  is  not  especially 
designed  or  installed  for  the  purpose  of  manufacturing  munitions  or 
parts  thereof,  and  which,  without  materia!  alteration  and  change, 
may  be  used  in  connection  with  any  other  business  in  which  the 
person  is  or  may  be  hereafter  engaged. 

"(B)  The  annual  deduction  on  this  account  will  be  a  reasonable 
allowance  determined  upon  the  basis  of  the  cost  and  probable  number 
of  years  con.stitu ting  the  life  of  the  property. 

•  •**••• 

"Alt.  XXI.  (A)  Section  302  of  this  title  authorizes  a  deduction 
to  meet  the  conditions  peculiar  to  each  concern,  and  has  for  its  pur- 
pose the  amortization  of  the  values  of  buildings  and  mncbinery  cod- 
stituting  special  plants  which  will,  except  for  salvage,  have  no  sub- 
stantial value  to  the  manufacturer  when  the  extracts  executed  or  to 
be  e.vecuted  for  the  manufacture  of  munitions  or  parts  thereof  shall 
have  been  fully  performed. 

"(IJ)  The  deduction  authorized  on  this  account  relates  to  prop- 
erty (buildings,  machinery,  and  equipment)  especially  constructed 
or  mstalled  for  use  in  the  manufacture  of  munitions  or  parts  thereof, 
and  which,  when  no  longer  useful  for  this  purpose,  can  not.  without 
material  alteration  or  change,  if  at  all,  be  used  for  any  other  pur- 
pose, the  life  of  which  property  is  substantially  coincident  with  the 
life  of  the  contracts. 

"(D)  Neither  the  depreciation  nor  the  amortization  deduction 
allowable  in  the  return  made  for  the  purpose  of  this  title  will  relate 
to  property  used  in  connection  with  anv  other  business  carried  on  by 
the  manufacturer.  Amortization  applies  only  and  particularly  to 
those  special  plants  and  equipment  whose  life  and  value,  escept 
salvage,  will  terminate  with  the  end  of  the  business  for  which  tbey 
were  erected  and  equipped.  It  is  to  be  differentiated  from  deprecia- 
tion, in  that  depreciation  relates  to  property  whose  life  and  value  is 
not  dependent  upon  or  materially  affected  by  its  use  in  the  manufac- 
ture of  munitions  or  parts  thereof. 

9.  In  presenting  the  claim  connael  for  claimant  stated : 

"  We  took  our  commercial  business,  which  was  almost  nil  during 
the  period  that  these  contracts  were  running,  we  took  our  fixed  price 
contracts,  and  we  took  our  total  amortization,  which,  as  pointed  out 
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here,  nms  into  very  high  fibres,  and  allocated  to  the  cost-plus  con- 
tracts, upon  which  we  were  presenting  this  case,  only  that  portion  of 
the  amoi'tization  which  applies  to  the  cost-plus  contracts.  That 
brings  a  total  for  the  claim  of  $693,000,  in  round  numbers.  Included 
in  tJiat  there  were  originnl  claims  for  accelerated  depreciation  to  the 
nmount  of  $88,316.71.  Those  claims  were  presented  to  the  Bridge- 
port board,  and  have  been  adjusted  upon  the  basis  of  $82,500.  TEat 
account  has  been  vouchered,  or  is  ready  for  payment,  and  the  amount 
involved  is  to  be  deducted  from  our  claim  as  originally  presented 
here." 

In  a  letter  from  the  claims  representative,  Bridgeport  district  ord- 
nance office,  to  the  vice  chairman,  War  Department  Claims  Board, 
P'ebruary  7, 1921,  it  is  stated : 

"2.  The  cost  accounting  section  of  this  district  have  approved 
vouchers  for  accelerated  depreciation  for  this  same  claim  amounting 
to  $82,500.  Before  the  finance  division  of  this  district  will  pay  these 
vouchers  the^  wish  to  be  assured  that  these  items  have  been  deducted 
from  the  clami  of  the  Winchester  Co." 

The  following  questions  and  answers  are  deemed  pertinent : 

"  Maj.  Blackbukn.  Is  it  your  contention  that  this  amortization 
which  you  are  now  seeking  is  for  amortization  of  special  plant  facili- 
ties or  special  plants 

"Mr.  BKiflHT,  The  amortization  covers  both  special  plant — the 
provisions  of  the  Treasury  Department  regulations  under  the  law 
cover  buildings,  equipment,  and  machinery:  everything  that  enters 
into  the  total  plant.    It  is  the  amortization  of  the  total  plant. 

"Maj,  Blackburn.  Then,  your  contention  here  now  is  before  the 
War  Diepartment,  if  I  understand  you,  that  the  plants  of  the  claim- 
and  were  special  plants  and  special  plant  facilities? 

"  Mr.  Bright.  They  were  special  plants  and  special  plant  facilities 
as  defined  in  this  contract.  •  •  *  The  United  States  knew  that 
we  had  this  plant  absolutely  in  existence  on  the  day  the  contract  was 
entered  into,  ready  to  go  to  work  the  next  day  and  make  rifles,  and  the 
fact  is;  we  were  delivering  rifles  to  the  Government  before  we  had 
this  contract.  We  were  so  sure  of  the  needs  of  the  United  States  that 
we  went  ahead  and  manufactured  rifles. 

"  Maj.  BtACKBrnN.  The  claim  does  not  embrace,  then,  any  other 
items  of  additional  facilities  installed  for  the  purpose  of  completing 
these  contracts? 

"  Mr.  Bright.  Not  a  dollar,  sir,  as  Mr.  Anderson,  who  is  not  only 
an  engineer  but  also  an  accountant,  will  explain  to  you  when  he  comes 
to  explain  the  form  of  the  contract." 

10.  Mr.  E.  E.  Anderson,  treasurer  and  expert  accountant  of  claim- 
ant, in  setting  forth  the  method  and  basis  of  the  claim,  testified ; 

"  The  ordinary  depreciation  had  of  course  entered  into  the  cost  of 
the  contracts  in  the  ordinary  way,  and  by  this  process  is  entirely  al- 
lowed for.  That  gives  us  the  ultimate  figure  for  the  total  amount  of 
amortization.  Th&t  figure  was  tlien  prorated  over  all  the  Government 
contracts;  not  merely  the  cost-plus  contracts  but  the  contracts  that 
■were  carried  out  on  a  fixed-price  basis,  on  the  theory  that  the  excess 
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plant  facilities  that  were  used  during  the  war  were  used  for  all  of  those 
purposes.  •  *  •  The  total  was  then  distributed  over  all  of  these 
contracts  in  the  same  manner  as  overhead  has  been  generally  distrib- 
uted, on  the  basis  of  the  direct  labor  charges,  and  from  that  gross  the 
amount  chargeable  to  each  contract.  Our  claim  then  is  entereid  on  the 
basis  of  the  amount  prorated  to  the  cost-plus  contracts ;  the  amount 
that  we  would  prorate  to  the  6xed-price  contracts  being  assumed  by 
the  contractor. 

"  Capt.  Smith.  •  *  •  I  understand  that  your  contention  is  that 
under  the  terms  of  your  contracts,  which  were  cost-plus  contracts,  you 
are  entitled  to  be  paid  a  certain  amount  for  depreciation.  If  I  am 
correct  in  that,  I  wish  you  would  tell  me  why  it  was  that  when  pay- 
ments were  made  on  these  various  contracts  the  item  of  depreciation 
was  not  taken  into  consideration  and  some  accounting  made  for  that! 

"  Mr.  Anderson.  The  item  of  depreciation  was  taken  into  consid- 
eration, and  payments  were  made  on  account  of  it  That  had  to  do 
with  ordinary  depreciation,  but  not  special  depreciation  of  special 

Slants  that  were  covered  by  the  Treasury  decision,  which  was  ren- 
ted to  us."    •    •    * 

About  85  per  cent  of  the  capacity  of  claimant's  plant  was  engaged 
in  Government  work  during  the  period  covered  by  these  contracts. 
The  remaining  15  per  cent  was  engaged  in  commercial  business. 

"  Maj.  Blackburn.  Now,  the  extent  of  the  plant  and  its  facilities, 
as  it  was  at  the  time  of  entering  into  these  contracts,  had  been  in- 
stalled, had  they  not,  in  order  to  complete  contracts  for  munitions  for 
other  countries  engaged  in  the  war? 

"Mr.  Anderson.  Yes,  sir. 

"  Maj.  Blackburn.  Do  I  understand,  Mr.  Anderson,  that  any  part 
of  the  claim,  as  now  presented,  embraces  depreciation  of  plant  or 
plant  facilities? 

"  Mr.  Anderson.  If  I  understand  your  question  correctly,  I  should 
say  it  excludes  depreciation.  That  is  to  say,  depreciation  of  plant, 
as  deBned  distinct  from  amortization,  has  iJeen  allowed  for  and  de- 
ducted from  this  claim." 

•  «  «  *  «  «  • 

"  Mr.  Bright.  •  •  •  Now,  normal,  ordinary  every-day  depreci- 
ation, •  *  *  near  and  tear  on  the  plant,  tuis  all  been  allowed 
for  and  paid  for  by  the  Government,  and  that  factor  has  been  used 
in  arriving  at  this  result ;  that  is,  the  Government  has  been  credited 
with  that  which  they  have  allowed,  and  paid  us  for.  We  are  here 
asking  for  the  amortization  of  the  plant,  which  the  Treasury  Depart- 
ment sometimes  calls  depreciation  of  special  plants.  It  is  all  as  set 
out  in  the  law  and  regulations. 

"Maj.  Blackburn.  You  are  asking  for  reimbursement  for  plant 
facilities  which  were  installed  and  in  operation  at  least  at  the  time 
these  contracts  were  entered  intot 

"  Mr.  Anderson.  Yes,  sir. 

"  Mr,  Brioht.  Yes,  sir;  that  is  correct. 

"  Maj.  Blackbuhn.  May  I  ask  you  to  state  now  succinctly  upon 
what  theory  you  make  that  contention?    Just  to  the  point! 
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"  Mr.  Akderbok.  That  it  was  in  the  minds  of  both  parties  to  the 
oontraots  that  those  facilities  existed,  and  that  one  of  the  considera- 
tions that  led  the  contractors  to  consent  to  the  cost-plus  contract 
as  distinct  from  the  fixed-price  contract,  was  that  allowance  for  the 
amortization  of  the  excess  plant  should  be  covered  by  the  contract.  I 
might  state  that  in  a  nutshell  that  is  our  whole  position. 

"Maj.  Blachbitrn.  Mr.  Anderson,  let  me  ask  you,  in  your  use  of 
the  expression '  amortization,'  as  applicable  to  these  contracts  and  this 
claim,  do  you  have  in  mind  or  not,  reimbursement  for  the  expendi- 
tures made  in  the  erection  and  construction  of  the  plant  and  installa- 
tion of  the  machine^  1 

" Mr.  Andebsom.  In  a  certain  sense;  yes,  sir.  I  have  in  mind, 
however,  that,  with  this  qualification :  That  as  I  see  it  amortization 
covers  tiie  recouping  of  the  loss  resulting  from  the  abandonment 
temporarily  or  finally,  as  the  case  may  be,  of  the  excess  plant  which 
would  be  only  a  part  of  the  expenditure. 

"  Maj.  Bi^cKBURN.  Wouldn't  that  be  true  if  it  were  conceded  that 
the  plant  had  been  erected  for  the  Government,  or,  more  properly, 
for  the  performance  of  these  particular  contracts!  Wouldn't  ^our 
statement  there  and  your  views  be  correct  if  that  condition  existed 
rather  than  taking  a  plant  already  constructed,  machinery  already 
installed,  and  undertaking  to  amortize  it  over  subsequent  contracts! 

"  Mr.  Anderson.  As  I  understand  your  question,  sir,  you  were 
asking  me  what  may  have  been  the  case  had  conditions  been  different 
than  those  that  existed  at  the  time  the  contract  was  entered  into. 
The  contract,  as  we  understand  it,  contemplated  amortization  of  the 
plant  that  existed  at  that  time." 

Mr.  Anderson  further  testified  that  no  portion  of  claimant's  plant 
had  been  amortized  over  any  of  its  contracts  with  foreign  Govern- 
ments. 

"Maj.  Blackburn.  So  that  the  plant  and  the  facilities  for  which 
relief  is  here  sought  by  way  of  amortization  have  never  been  amor- 
tized under  any  other  contract  either  with  this  Government  or  with 
any  foreign  Government? 

"Mr.  Andekbon.  That  is  correct.   , 

•  *••••• 

"Maj.  Blacbbitrn.  As  a  matter  of  fact,  Mr.  Anderson,  doesn't 
this  idea  rather  occur  in  this  instance,  that  the  foreign  G^ovemments 
loaded  up  claimant  with  a  very  large  excessive  plant,  and  now  the 
United  States  Government  is  asiced  to  pay  for  that  by  these  contracts 
as  being  amortized  under  these  contracts! 

"  Mr.  Anderson.  Why,  to  a  certain  extent  that  is  true.  That  is 
a  matter  for  the  contracting  parties  I  should  say,  sir." 

Mr.  Anderson  further  testified  that  all  the  contracts  which  claim- 
ant had  with  foreign  Governments  were  either  completed,  or  com- 
pleted on  the  basis  of  reduced  quantities,  "  running  out  during  the 
years  1916  and  1917."  He  mentioned  the  fact  that  claimant  and  one 
or  two  other  similar  concerns  were  led  by  foreign  Governments 
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"  somewhat  blindly,  into  very  large  plant  expansion."  All  the  claun- 
ant's  foreign  Government  contracts  were  on  a  fixed  price  basis,  with 
the  exception  of  the  Enfield  rifle  contract  with  the  British  Goveni- 
ment,  which  was  made  upon  a  fixed  price  basis,  and  when  a  con- 
troversy arose  with  that  Government  growing  out  of  their  desire  to 
rid  themselves  of  the  contract  by  means  that  were  not  satisfactoiy 
to  claimant,  that  contract  was  changed  to  a  cost-plus  basis: 

"  Mr.  Brioht.  What  was  the  eventual  result  financially  to  the  Win- 
chester company  of  your  foreign  Government  contracts!  What 
situation  did  it  leave  you  in! 

"  Mr.  Anoerson.  It  left  us  with  a  big  plant,  and  that  is  about  all. 
It  brought  about  a  cessation  of  dividends?' 

In  the  meantime  these  foreign  Governments  obtained  tlieir  own 
sources  of  supply  and  were  canceling  or  otherwise  attempting  to 
release  themselves  from  their  contracts  with  claimant. 


1.  Contracts  are  to  be  so  interpreted  as  to  give  effect  to  the  inten- 
tion of  the  parties.  This  intention  may  be  gathered  from  the  ex- 
isting facts  and  circumstances  under  which  the  contract  was  entered 
into,  taken  in  connection  with  the  language  of  the  written  instru- 
ment itself.    As  stated  by  the  Supreme  Court  of  the  United  States: 

"  In  cHses  like  this  it  is  the  duty  of  the  court  to  assume  the  stand- 
point occupied  by  the  parties  wlien  the  contract  was  made  •  •  • 
to  let  in  the  light  of  the  surrounding  circumstances — to  see  as  tlie 
parties  saw,  and  to  think  as  they  must  ]iave  thought,  in  assenting  to 
the  stipulations  by  which  they  are  bound."  {Scott  v.  U.  S.,  79  TJ.  8, 
439,s.  c.  20L.  Ed.  438.) 

Bearing  these  principles  in  mind,  we  are  at  once  impressed  with 
the  outstanding  fact  in  this  case  that  the  United  States  was  in  no 
wise  responsible  for  either  the  original  construction  of  the  plant 
of  the  Winchester  Repeating  Arms  Co.,  or  for  the  expansion  and 
increased  facilities  thereof.  It  must  be  remembered  that  the  plant 
expansion  and  the  increased  facilities,  the  cost  of  which  claimant  is 
here  seeking  to  have  amortized  over  its  contracts  with  the  United 
States,  were  installed  for  the  performance  of  claimant's  contracts 
with  the  British  and  Russian  Governments.  They  were  not  installed 
even  in  contemplation  of  securing  contracts  with  the  United  States- 

2.  The  next  important  fact  which  presents  itself  to  our  minds  is 
that  the  performance  by  claimant  of  its  war  contracts,  with  the 
British  and  Russian  Governments,  for  the  performance  of  which  this 
great  excess  capacity  of  its  plant  had  been  installed,  had  not  resulted 
in  satisfactory  financial  gain  to  claimant.  In  fact,  as  Mr.  Anderson, 
claimant's  treasurer,  stated  the  proposition,  the  final  qutcome  of 
claimant's  contractual  relations  with  the  foreign  Governments  was 
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that  claimant  was  left  "  with  a  big  plant,"  and  that  a  "  cessation  of 
dividends"  had  resulted.  The  contracts  were  being  terminated  dur- 
ing the  years  of  1916  and  1917,  either  by  completion  or  by  cancella- 
tion, due  to  the  fact  that  the  Allies  had  reached  the  point  where 
they  were  able  to  furnish  their  own  sources  of  supply  of  war  muni- 
tions. About  this  time  the  ITnited  States  entered  the  war,  and,  of 
course,  the  thing  of  utmost  and  prime  importance  to  the  War  De- 
partment was  the  proper  equipping  of  the  Army  with  firearms  and 
munitions.  These  were  to  be  the  best  the  country  could  afford  and 
in  the  shortest  possible  time.  Such  was  the  situation  when  the  Gov- 
ernment turned  to  the  claimant,  the  Winchester  Repeating  Arms  Co., 
and  it  would  seem  that  the  circumstances  were  looked  upon  as  afford- 
ing a  favorable  opportunity  of  making  the  United  States  the  burden 
bearer  of  conditions  which  it  did  not  bring  about  or  encourage. 
Upon  it  was  to  be  unloaded  the  amortization  of  the  excess  plant 
expansion,  the  installation  of  which  claimant  had  been  led  into  "  some- 
what blindly"  by  foreign  Governments.  While  it  may  be  conceded 
that  such  was  the  intention  of  claimant,  as  admitted  on  the  witness 
stand  by  its  treasurer,  Mr.  Anderson,  we  are  utterly  unable  to  bring 
our  minds  to  the  point  of  believing  that  the  Government's  contract- 
ing officers  ever  entertained  such  intention  or  contemplated  such  an 
idea.  We  feel  that  we  are  fortified  in  this  conclusion  from  an  expres- 
sion appearing  in  claimant's  rifle  contract,  No.  14064,  the  first  of  the 
oontracts  entered  into  with  the  Government  July  12,  1917,  here 
involved,  as  follows : 

"  The  actual  cost  shall  include  the  following  and  items  similar 
thereto  in  principle,  U  being  intended  that  the  contractor  shall  he 
fully  reiinljursed  for  expenditures  actually  made  in  good  faith  in  the 
performance  of  this  contract.''''    {Italics  ours.) 

"(^)  A  reasonable  allowance,  according  to  the  conditions  for  de- 
preciation of  values  of  plant  and  property." 

We  think  that  a  fair  interpretsition  of  the  langnape  here  used  is 
that  the  "expenditures"  made  by  the  contractor  for  which  it  was  to 
be  "  reimbursed  "  has  refei'cnce  to  such  expenditures  as  were  necessary  , 
to  install  in  order  to  complete  performance  according  to  the  terms 
of  the  contract,  and  docs  not  refer  to  expenditures  already  made  and 
facilities  already  installed  at  the  time  of  entering  into  the  contract. 
It  is  clear  from  statements  of  counsel  for  claimant,  as  well  as  from 
the  testimony  of  Mr.  Anderson,  that  what  claimant  is  here  seeking  to 
recover  is  plant  amortization,  it  being  contended  that  the  excess 
capacity  of  claimant's  plant  which  was  installed  to  meet  the  require- 
ments of  its  foreign  Go\  ernment  contracts  constituted  a  "  special 
plant "  snbject  to  amortization,  and  it  is  urged  that  the  decision  of  the 
Treasury  Department  so  holding  is  "  conclusive  and  binding  "  on  the 
War  Department.    We  are  not  fully  informed  as  to  all  tlie  facts  upon 
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which  such  alleged  decision  of  the  Treasury  was  based,  but  at  most, 
as  provided  in  the  "  Definition  of  Cost "  pamphlet  of  June  27, 1917, 
the  contracting  officer  was  only  to  be  "influenced"  by  the  Treasury 
decisions  in  determining  an  equitable  basis  "  for  depreciation."  We 
do  not  understand  this  expression  to  be  conclusive  on  the  War  De- 
partment, and  we  are  far  from  being  convinced  that  under  the  facte 
as  presented  by  the  record  before  us  the  plant  of  claimant,  for  which 
amortization  is  here  sought,  can  in  any  sense  be  held  to  be  a  "  special 
plant."  Furthermore,  there  appears  no  stipulation  in  the  cost  pam- 
phlet referred  to  that  the  decisions  of  the  Treasury  Department  shall 
be  applicable  in  any  respect  in  determining  the  question  of  amortiza- 
tion. In  considering  this  claim  the  distinction  between  "amordza- 
tion  "  and  "  depreciation  "  must  be  borne  steadily  in  mind.  Amortiza- 
tion means  extinction  of  debt,  usually  by  a  sinking  fund,  while  de- 
preciation is  to  be  considered  as  an  element  of  expense  allowable  on 
the  property  owned  and  used  by  the  contractor  in  connection  with  the 
manufacture  of  the  articles  contracted  for. 

3.  The  United  States,  unless  the  contract  expressly  provides  to 
the  contrary,  assumes  that  the  contractor  has  a  plant,  office  organi- 
zation, and  capital  adequate  for  the  performance  of  the  contract,  and, 
nothing  appearing  to  the  contrary,  a  fair  inference  is  that  the 
contractor,  by  his  act  of  entering  into  the  contract,  represents  to  the 
United  States  that  he  has  a  plant,  equipment,  facilities,  and  capital 
sufficient  to  complete  performance  in  accordance  with  the  terms  of 
the  contract.  In  the  instant  case  the  United  States  was  fully  in- 
formed as  to  the  already  existing  plant  facilities  of  claimant  and 
knew  that  no  necessity  existed  for  the  installation  of  increased 
facilit'cs,  and  there  appears  to  have  been  no  rhyme  or  reason  for  the 
United  States  to  assume  the  extinguishment  of  the  debt  incurred  in 
the  expansion  of  the  plant  capacity  of  claimant  which  was  brought 
about  by  reason  of  its  contractual  relations  with  the  British  and 
Russian  Governments.  This  view  is  in  harmony  with  subsection  F 
of  Supply  Circular  No.  Ill,  November  9,  1918,  Purchase,  Storage 
and  Traffic  Division,  and  with  the  rules  for  cost  accounting  in  the 
War  Department  as  set  forth  in  Supply  Circular  No.  126,  December 
7,  1918,  Purchase,  Storage  and  Traffic  Division,  as  the  same  have 
been  interpreted  by  this  Board.  Supply  Circular  No.  Ill  applies 
to  formal  and  informal  contracts  alike  and  subsection  F  provides: 

"  Where  special  facilities  were  properly  provided  in  connection 
with  the  performance  of  the  original  contract,  necessity  for  which 
was  contemplated  by  the  contractor  and  included  in  his  estimate  of 
cost  at  the  time  the  original  contract  was  made,  such  portion  of  the 
cost  thereof  as  would  reasonably  have  been  recouped  had  the  uncom- 
pleted portion  of  the  original  contract  been  performed.  The  amount 
so  allowed  shall  not  exceed  a  sum  which  shall  be  computed  as 
follows : 

,,  ,..,  ..Goo'^lc 
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"  From  the  cost  of  such  special  facilities  deduct  their  fair  value 
at  the  date  hereof  and  state  such  portion  of  the  remainder  as  is  rep- 
resented by  the  ratio  of  the  uncompleted  portion  to  the  whole  of 
the  original  contract." 

The  rules  for  cost  accounting  in  the  War  Department  as  set  out 
in  Supply  Circular  No.  126  include  depreciation,  and  depreciation 
is  divided  into  two  classes,  viz : 

"(a)  Ordinary  depreciation  of  the  physical  plant,  and  (6)  com- 
mercial depreciation  or  depreciation  in  demand  for  plants  of  that 
character  (sometimes  referred  to  as  'Amortization'). 

"A.  Ordinary  depreciaiion. — 1.  Depreciation  is  to,  be  considered 
an  element  of  cost,  and  shall  be  based  on  the  cost  of  property  owned 
and  used  by  the  contractor  in  connection  with  the  performance  of 
Government  contracts.     *     •     * 

"  B.  Commercial  depredation. — Commercial  depreciation  of  manu- 
facturing facilities  provided  by  the  contractor  especially  to  meet 
the  requirements  of  this  contract  shall  be  allowed  as  an  element 
of  cost. 

"  Commercial  depreciation  covers  losses  in  value  due  to  commer- 
cial conditions  not  provided  for  in  ordinary  depreciation  as  dehned 
in  the  preceding  seotion.  The  important  factors  of  commercial 
depreciation  are — 

"  {a)  Decline  in  conmiercial  value  of  facilities  upon  determination 
of  the  contract  due  to  decreased  demand  for  the  products  which  they 
are  capable  of  manufacturing;  and 

"(2')  Abnormal  cost  of  increased  facilities  due  to  war  conditions. 

"Allowances  for  commercial  depreciation  shall  be  determined  by 
the  contracting  officer,  and  shall  represent  the  difference  between  the 
original  cost  of  such  increased  facilities,  including  cost  of  installa- 
tion, and  their  fair  commercial  value  to  the  contractor  at  the  termi- 
nation of  the  contract,  less  ordinary  depreciation  already  deducted." 

It  will  be  noted  that  "Commercial  depreciation."  which  is  really 
the  amortization  claimant  is  seeking  here  to  recover,  may  only  be 
allowed  in  cases  in  which  the  contractor  provided  the  facilities  "  espe- 
ciaUy  to  jneet  the  requirements  of  this  contract,"  {Italics  ours.) 
Just  here  it  is  important  to  bear  in  mind  that  the  uncontradicted 
testimony  in  this  case,  as  itppears  from  the  findings  of  fact,  is  that  ordi- 
nary depreciation,  wear  and  tear  on  the  plant,  have  all  been  allowed 
for  and  paid  for  by  the  Government.  In  addition  to  paying  claimant 
for  ordinary  depreciation,  the  Bridgeport  district  ordnance  office 
has  approved  vouchers  in  favor  of  claimant  for  "Accelerated  depre- 
ciation "  in  the  sum  of  $82,500,  which  amount  counsel  for  claimant 
asks  to  be  deducted  from  the  claim  as  presented.  We  are  of  the 
opinion  that  claimant  is  not  entitled  to  any  further  amount  for 
depreciation  of  any  kind  or  class. 

4.  In  concluding  this  decision  we  know  of  no  language  more  ap- 
propriately expressing  our  views  denying  claimant  all  relief  than 
that  of  the  United  States  Supreme  Court  in  Smoot  v.  Umted  States 
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(82  U.  S.  36,  21  L.  Ed.,  107),  in  which  Mr.  Justice  MUIer,  speaking 
for  the  court,  said : 

*'  There  is  in  a  large  class  of  cases  coming  before  us  from  the  Cqmi 
of  Claims  a  constant  and  ever-recurring  attempt  to  apply  to  con- 
tracts made  by  the  Government,  and  to  give  to  its  action  under  such 
contracts,  a  construction  and  an  effect  quite  different  from  those 
which  courts  of  justice  are  accustomed  to  apply  to  contracts  between 
individuals.  There  arises  in  the  mind  of  parties  and  counsel  inter- 
ested for  the  individual,  a^inst  the  United  States,  a  sense  of  the 
power  and  resources  of  this  great  (jovemment,  prompting  appeals 
to  its  magnanimity  and  generosity  to  abstract)  ideas  of  equity  cover- 
ing even  the  closest  legal  argument.  These  are  addre^ed  in  vain 
to  the  court." 

It  follows  that  the  action  of  the  Ordnance  Section  in  disallowing 
the  claim  should  be  and  hereby  is  in  all  things  affirmed. 

DISPOSITION. 

The  usual  order  denying  relief  will  be  entered. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section ;  Col.  Morrow  concurring  for  the  Wa'r  Department  Claims 
Board. 
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March  1,  1921. 
Case  Xo.  3011. 

in  n  CLAIM  QJt  HEW  ZHQLAHI)  WESTIHQHOirSE  CO. 

J.  IHroUUL  AQEEEXEMT. — Where  a  pTocnreneBt  vrder  wRt  Imed  prior  to 
Vorember  11,  1918,  for  Iflerekietl  faolUtlee  knd  further  oegotlfttlooi  were 
bad  after  ScTember  1,  1818,  the  aKreemeot  entered  Into  prior  to  the  ftiml- 
ttloe  U  the  bail*  for  «ii  adjnitnent  of  the  elalm  nnder  the  act  of  Kareti 
S,  ISlft. 

t.  8A1CB — JVEI8DICTI0K. — The  Beetetary  of  War  li  withont  authority  under 
the  aet  of  Kareh  S,  IBIB,  to  adjust  aa  informal  agreement  entered  Into 
after  Sorember  11,  1918. 

3.  CUlOL  AHD  OECUIOH.— Claim  for  flH,8M  under  the  aet  of  Karah  S,  1819, 
for  faoilttlei  to  be  nied  in  manvfaeturinK  Kositooki.  Held,  elaimant  li 
entitled  to  reeover  for  inereaied  faollitlei  leonred  in  aeeordanoe  with  the 
proenrement  order. 

Capt.  Miller  writing  the  opinion  of  the  Board. 
riNDiMQg  or  rAor. 

The  Board  finds  the  following  to  be  the  facts: 

1.  This  claim,  amounting  to  $134,994,  for  equipment  used  in  the 
manufactuFe  of  gunstocks,  has  been  filed  under  the  provisions  of 
Snpply  Circular  No.  17,  Purchase,  Storage  and  Traffic  Division, 
General  Staff,  1919,  as  a  claim  arising  tinder  the  act  of  March  2, 
1919,  and  comee  to  the  Appeal  Section  ont  appeal  from  a  decision  of 
the  Ordnance  Section. 

a.  On  June  1, 1918,  Lieut.  Col.  Charles  N.  Black,  of  the  Ordnance 
Department,  addressed  a  letter  to  the  New  Bngland  Weetinghouse 
Co.,  in  which  he  stated  that  the  Govemmuit  would  probably  require 
tJie  facilities  of  this  company  for  the  manufacture  of  rifle  stocte, 
1917  model.  On  August  12,  1918,  Lieut.  Col.  Black  sent  the  follow- 
ing letter  to  claimant : 

"  1.  By  direction  of  the  Chief  of  Ordnance,  this  letter  is  to  serve 
as  a  preliminary  notice  that  a  contract  is  being  drawn  with  your 
concern  for  the  purchase  of  the  necessary  madiine  tools  and  the 
manufacture  and  changing  of  jigs  and  fixtures  for  the  production 
of  four  thousand  model  of  1917  gun  stocks  per  day. 

**  2.  The  estimated  cost  of  changing  the  present  jics  and  fixtures 
and  the  manufacture  of  additional  ones  required  is  $1S0,000.  The 
estimated  cost  of  the  machinery  it  will  be  necessary  to  take  over  is 
$260,000. 
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"3.  This  machinery,  it  is  understood,  is  owned  by  the  Bussian 
Grovernment,  under  contix)!  of  the  British  Government.  It  is  to  be 
taken  over  for  the  United  States  by  the  New  England  Westinghouse 
Company. 

"4.  The  value  of  this  machinery  will  be  determined  by  an  ap- 
praisal, each  of  the  interested  parties  naming  an  appraiser;  and,  in 
case  these  can  not  agree,  a  third  will  be  named. 

"  5.  The  appraisal  value  should  be  based  on  the  estimated  cost  to 
produce  it  new  at  prices  prevailing  January  2,  1918,  less  such  de- 
preciation as  may  exist  in  the  equipment. 

"  6.  The  title  of  the  tools  manufactured  and  machinery  taken  over 
will  be  in  the  name  of  the  United  States  Government. 

"  7.  The  terms  upon  which  the  actual  manufacture  of  gun  stocks 
Is  to  be  made  will  be  covered  in  a  separate  contract  and  will  be  sub- 
ject to  future  negotiations." 

3.  On  August  27,  1918,  the  following  procurement  order,  covering 
machinery  and  equipment,  was  issued  in  favor  of  claimant : 

[Procurement  order  War-Ord.  Pl420.^2376  Sa,  including  1st  amend- 
ment to  negotiations,    August  27,  1918.] 


Firm:  New  England  Westinghouse  Company,  Springfield,  Massa- 
chusetts. 
Order  for:  Machinery  and  equipment  necessary  for  the  production 
of  4.000  model  1917  gun  stocks  per  day,  estimated,  $400,000. 
Gentlemen  :  1.  The  United  States  of  America,  acting  through  the 
undersigned,  under  the  direction  of  the  Chief  of  Ordnance,  hereby 
authorizes  and  requests  you  to  install  in  your  plant  at  Springfield, 
Massachusetts,  the  necessary  machinery  and  equipment  (hereinafter 
referred  to  as  increased  facilities)  for  the  production  of  four  thou- 
sand (4,000)  model  of  1917  gun  stocks  per  day. 

2.  The  Production  Division  of  the  Ordnance  Office  will  have  en- 
tire supervision  of  the  work  involved  in  the  procuring  and  installing 
of  increased  facilities  herein  authorized. 

3.  The  Production  Division  of  the  Ordnance  Office  will  conduct 
the  inspection  of  the  increa»sed  facilities  herein  authorized. 

4.  The  increased  facilities  herein  authorized  shall  be  installed 
as  soon  as  possible  and  shall  be  designed  for  the  production  of  gun- 
stocks,  model  of  1917,  at  the  rate  of  4.000  per  day.  The  total  num- 
ber of  gunstocks  to  be  furnished  by  the  contractor,  to  be  specified 
in  a  separate  contract,  will  be  prepared  and  executed  between  the 
parties  nereto. 

5.  (a)  You  will  be  paid  the  actual  cost  of  the  increased  facili- 
ties hereby  authorized,  determined  in  accordance  with  "Definition 
of  '  Cost'  Pertaining  to  Contracts,"  issued  by  the  Office  of  the  Chief 
of  Ordnance,  War  Department,  June  27,  1917,  plus  a  profit  of  ten 
per  cent  (10%)  on  all  tools  manufactured  and  work  done  by  you  at 
your  plant,  Springfield,  Massachusetts,  against  this  order,  and  five 
per  cent  (5%)  on  all  tools  manufactured  by  outside  concerns  to 
appiy  against  this  order.    No  profit  will  be  paid  on  machine  tools 
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or  any  other  standard  articles  purchased  to  apply  against  this 
order, 

{h)  The  total  amount  to  be  paid  you  for  the  increased  facilities 
herein  authorized  (including  cost  and  percentage  of  profit  to  be 
paid  to  you  as  set  forth  above)  shall  not  exceed  four  hundred  thou- 
sand dollars  ($4O0jO00)  unless  authorized  by  the  Chief  uf  Ordnance 
or  his  duly  authorized  representative. 

(c)  The  increased  facilities  herein  authorized  shall  be  and  re- 
main the  property  of  the  United  Spates  until  sold  to  you  or  other- 
wise disposed  of,  and  shall,  so  far  as  practicable,  be  kept  separate 
and  apart  from  your  property.  The  United  States  shall  have  a 
perioa  of  one  (1)  year  after  the  termination  of  the  war,  as  evidenced 
by  proclamation  of  the  President,  within  which  to  remove  these 
facilities.  They  shall  be  marked  in  such  a  manner  as  to  ^ve  notice 
to  the  public  that  such  increased  facilities  are  the  property  of  the 
United  States.  You  shall  not  acquire  any  right,  title,  or  interest 
of  any  kind  or  nature  in  the  increased  lacilities,  and  they  shall 
at  all  times  be  considered  as  personal  property  and  shall  not  be 
deemed  to  be  affixed  to,  or  in  any  way  a  part  of  the  real  estate  upon 
which  they  are  situated. 

Itemization  of  cost,  showing  the  approximate  value  of  additional 
facilities,  listed  herewith: 

Woodwork Inj;  tnaHilnc^,  Including  those  on  hand  aod  those  necea- 

sarj"   to  purchiise ?187, 403. 00 

Cost  at  freight   nml   Installation 7,500.00 

ChanKeR   In    nincbtnc   tools,   new   Jigs,   and   flxtureii;    Inltinl   In- 
stallatlou   ot  cutters  and   gauses;  abto  rearranging  of  eqaip- 

nient _ \ 150l  00C(.  00 

DuKt-collectIng    system 35, 000. 00 

Motors,  wiring,  and  power  transmission 34,  flS4.  BO 

Trucks,  benches,  vises,  etc 5,322,50 

Dry-kiln  apparatus   (not  including  building) 30,000.00 

Grand    total 400.000.00 

(e)  You  agree  to  protect  and  save  harmless  the  United  States  from 
any  and  all  claims  that  may  be  made  by  or  on  behalf  of  any  mort- 
gagee, trustee,  bond  holder,  or  lienor  against  any  building,  structure, 
machinery,  equipment,  or  other  property  that  may,  under  the  provi- 
sions hereof,  be  placed  upon  land  sub]ect  to  a  mortgage,  lien,  or 
deed  of  trust.    •    •    • 

Any  shipping  instructions  necessary  will  be  furnished  you  by  th« 
Production  Division  of  the  Ordnance  Office. 

7.  It  is  understood  that  a  formal  contract,  to  be  prepared  by  the 
United  States,  will  be  entered  into  between  you  and  the  United  States 
covering  the  subject  matter  of  this  order  as  soon  as  the  same  can  be 
prepared  and  presented  for  execution.  A  brief  outline  of  the  terms 
and  conditions  of  said  contract  is  set  forth  herein. 

b.  (Communications  on  this  subject  should  refer  to  P1420&-2376 
Stt ;  PS.  Your  acceptance  of  this  order  should  he  acknowledged  by 
wire  and  confirmed  oy  signing,  dating,  and  returning  the  enclosed 
copy  as  indicated  thereon. 

Uotth)  States  of  America, 
Bv  William  Williams, 
'Lt.  Vol,  Ord.  Dejtt,  O.  S.  A. 


Joo<^lc 


698    DECISIONS  APPBAL  SECXION  WAB  DBPAKTUENT  CIAIM8  BOAm). 

4.  Under  date  of  November  11,  191S,  claimant  executed  a  written 
acceptance  of  the  above  procurement  order, 

5.  The  regular  form  of  contract  confirming  the  procurement  order 
was  not  prepared  until  early  in  the  year  1919.  On  February  24, 1919, 
claimant  returned  the  contract  unsigned,  requesting  certain  changes, 
the  most  important  of  which  involved  the  insertion  of  the  following 
clause : 

"  It  is  understood  that  the  greater  part  of  the  machinery  and  equip- 
ment is  already  on  hand,  due  to  cancellation  of  a  contract  which  the 
contractor  previously  had  with  the  British  Government,  and  it  is 
agreed  that  such  of  this  machinery  and  equipment  as  is  necessary  in 
the  manu^cture  of  gunstocks,  model  of  1917,  and  as  included  in  the 
following  schedule,  is  to  be  purchased  by  the  United  States  Govern- 
ment under  this  contract  and  released  to  the  contractor's  use.  Addi- 
tional machinery  and  equipment  as  required  and  as  included  in  the 
said  schedule  is  to  be  purchased  by  the  contractor  and  paid  for  by  the 
Government," 

6.  The  contract,  however,  was  not  signed  by  either  the  Government 
or  the  claimant. 

7.  Claimant  had  previously  secured  a  contract  from  the  Russian 
Government  for  the  manufacture  and  delivery  of  1,800,000  rifles. 
On  or  about  May  1, 1917,  the  British  Grovernment  assumed  the  obli- 
gations of  the  Imperial  Russian  Government  under  the  contracts  for 
rifles,  and  entered  into  a  supplemental  contract  with  claimant  for 
the  production  of  a  reduced  number,  1,000,000  rifles.  These  con- 
tracts were  later  terminated  and  claimant  transferred  all  of  its  assets 
to  the  liquidating  trustees.  On  December  28,  1917,  claimant  sub- 
mitted a  proposition  to  the  Chief  of  Ordnance  for  the  production  of 
Buasian  rifles  and  Browning  machine  guna,  which  proposition  was 
accepted  by  the  Chief  of  Ordnance  on  the  same  day.  The  agree- 
ment arising  therefrom  was  the  basis  of  claim  150-C-406  of  the 
New  England  Westinghouae  Co.,  decided  by  the  Board  of  Contract 
Adjustment  on  October  21,  1919.  That  agreement  provided  that 
the  United  States  would  purchase  curtain  facilities  and  would  pay 
a  stipulated  rent  for  the  buildings  and  building  equipment.  The 
Board  of  Contract  Adjustment  held  that  the  agreement  contemplated 
that  the  United  States  would  purchase  only  those  facilities  owned  by 
the  British  Government  and  would  not  pay  for  buildings  and  equip- 
ment released  by  the  British  Government  to  claimant.  This  deter- 
mination was  iMised  on  a  provision  contained  in  an  agreem^it  en- 
tered into  between  claimant  and  the  liquidating  trustees  on  December 
29,  1917,  which  reads  as  follows : 

*'  That  all  real  estate  of  the  N.  E.  Westinghouse  Company,  that  the 
buildings  thereon,  and  all  office  furniture  and  office  equipment  of 
the  N."E.  Westinghouse  Company  shall  be  and  remain  the  soh 
and  absolute  property  of  the  N.  E.  Westinghouse  Company,  without 
claim  tliereagaiust  by  his  Britannic  Majesty's  Government. 
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"  The  word  '  buildings '  as  herein  used  shall  include  all  fixtures 
and  building  equipment  of  a  manuiacturing  plant,  including,  arnone 
other  Uiings,  aJl  light,  heat,  power,  and  transmission  systems  and 
apparatus,  transformers,  switches,  wiring,  motors  not  attached  to 
individual  machines,  line  shafting,  hangers,  belting,  elevators,  ven- 
tilating apparatus,  and  fans." 

8.  When  the  claim  was  first  considered  by  the  Ordnance  Claims 
Board  (predecessor  of  the  Ordnance  Section,  War  Department 
Claims  Board) ,  it  was  decided  that  the  form  of  contract  prepared  in 
the  early  part  of  1919  was  the  real  agreement  It  was  later  deter- 
mined, however,  by  the  Ordnance  Claims  Board  that  such  an  agree- 
ment could  not  be  approved  in  the  face  of  the  decision  of  the  Board 
of  Contract  Adjustment  concerning  machine-gun  facilities.  That 
Board  thereupon  appointed  Mr.  W.  F,  Walsh,  of  the  Bridgeport 
salvage  board,  as  jipproval  officer  under  the  agreement  to  approve 
and  appraise  the  items  of  increased  facilities. 

9.  Mr.  Walsh  approved  certain  items  of  machinery  and  equipment 
amounting  to  $150,178.41,  but  disapproved  the  following  items, 
which,  in  his  opinion,  should  be  classified  as  "  building  equipment "  . 
as  this  term  is  defined  in  the  agreement  executed  between  the  claim- 
ant and  the  liquidating  trustees  on  December  29, 1917 : 

Power  tranBinlsaloii $10,534.00 

Dry-kiln    equipment 86,000.00 

VenUlating  system 20, 000. 00 

Electric  motors W,  670. 00 

Electric  wlrinjt 2,890.00 


Total ■ 134,994.00 

10.  Claimant  now  comes  to  the  Appeal  Section,  urging  payment  of 
the  items  disapproved  in  the  report  of  Mr.  Walsh. 

11.  An  effort  has  beeii  made  to  secure  light  on  the  present  con- 
troversy from  Lieut.  Col.  Black,  who  has  stated  that  his  recollection 
of  the  transaction  is  vague,  and  refers  the  Board  to  the  contem- 
poraneous letters  as  the  best  evidence  of  this  agreement.  Lieut, 
H.  B.  Johnson,  who  was  Lieut.  Col.  Black's  assistant,  has  written 
the  Board  in  part  as  follows : 

"  It  was  understood  by  the  writer  that  the  machinery  and  equip- 
ment to  be  used  was  at  the  time  the  property  of  the  Bussian  Gov- 
ernment, or  more  properly  in  the  hands  of  the  Eussian  rifle  trustees. 
It  was,  therefore,  necessary  for  the  New  England  Westing  House 
Company  to  take  over  any  machinery  and  equipment  necessary  from 
tJiese  trustees  in  the  name  of  the  United  States  Qovemment." 


1.  The  procurement  order  of  August  27,  1918,  as  explained  by 
Lieut.  Col.  Black's  letter  of  August  12,  1918,  constitutes  the  agree- 
ment under  which  this  claim  must  be  adjusted.    Only  those  negotla- 
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tions  had  prior  to  the  armistice  are  involved  in  the  agreement  The 
efforts  to  change  the  tertos  of  the  agreement  in  February,  1919,  are 
of  no  avail,  as  the  Secretary  of  War  and  this  Board,  acting  as  his 
agent  in  such  cases,  has  no  jurisdiction  under  the  act  of  March  2, 
1919,  of  informal  agreements  entered  into  after  November  11,  1918. 
2.  In  negotiating  with  claimant  concerning  the  facilities  to  be 
acquired  by  tiie  Government,  both  Lieut.  CoL  Black  and  Lieut. 
Johnson  without  doubt  intended  that  the  United  States  Government 
should  acquire  only  that  equipment  owned  by  the  Russian  Govern- 
ment. This  is  shown  by  the  statement  of  Lieut.  Col.  Black  in  his 
letter  of  August  12,  1918,  that  "this  machinery,  it  is  understood,  is 
owned  by  the  Russian  Government  under  control  of  the  British 
Government."  Lieut.  Johnson's  statement  is  to  the  same  effect.  The 
Government  did  not  intend  to  enter  into  an  agreement  with  claimant 
which  would  provide  that  the  Government  should  acquire  facilities 
already  owned  by  the  claimant.  The  only  object  in  purchasing  these 
special  facilities  was  to  acquire  same  from  the  Russian  Government 
through  the  British  trustees  in  order  that  the  facilities  might  be 
used  in  manufacturing  gun  stocks  for  the  United  States  Government, 
It  was  imderstood  by  the  Government  at  that  time  that  the  New 
England  Westinghouse  Co.  could  not  use  these  facilities  unless 
they  were  purchased  by  the  United  States  Government.  Later  de- 
velopments have  revealed  the  fact  that  l^efore  the  negotiations  were 
under  way  between  Ijieut.  Col.  Black  and  the  New  England  Westing- 
house  Co.,  the  New  England  Westinghonse  Co.  had  secured  the 
ownership  of  certain  facilities  through  its  agreement  of  December 
29,  191T,  comprising  all  real  estate,  buildings,  office  furniture,  and 
office  e<]uipment,  the  word  "buildings,"  including  all  fixtures  of 
building  equipment  of  a  manufacturing  plant;  among  other  things, 
all  light,  hent,  power,  and  transmission  systems  and  apparatus,  trans- 
formers, switches,  wiring,  motors  not  attached  to  individual  ma- 
chines, Ime  shafting,  hangers,  belting,  elevators,  ventilating  appa- 
ratus, and  fans.  It  appears  therefore  that  Lieut.  Col.  Black  and 
Lieut.  Johnson  were  negotiating  with  the  New  England  Westing- 
house  Co.  in  June  and  August,  1918,  for  the  purchase  of  equipment 
from  the  Russian  (lovcrnment  through  the  British  trustees,  in  order 
that  same  might  be  used  by  the  New  England  Westinghouse  Co., 
when,  as  a  matter  of  fact,  certain  of  this  equipment  had  already  been 
acquired  by  the  New  England  Westinghouse  Co.  several  months 
before  the  jieriod  covered  by  these  negotiations. 

3.  It  is  clear  that  it  was  not  contemplated  by  the  Government, 
prior  to  November  11,  1918,  that  it  .should  purchase  any  facilities 
owned  by  the  claimant. 

4.  Claimant  can  not,  therefore,  be  allowed  the  items  of  power 
transmission,   dust   collecting  or   ventilating  system,   and   electric 
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wiring.  Likewise  the  item  covering  electric'  motors  can  not  bo 
allowed  as  to  such  motors  as  were  not  attached  to  individual  ma- 
chines. 

5,  Much  of  the  claim  for  dry-kiln  equipment  should  be  allowed. 
This  item  covers  complete  equipment  for  a  24-compartment  dry  kiln, 
exclusive  of  the  building  itself,  and  consists  of  recording  thermome- 
ters, pressure  controllers,  thermostat  mixing  valves,  gauges,  piping, 
regulators,  valves,  fans,  pumps,  tanks,  compressors,  and  miscella- 
neous Sttings.  Many  of  these  articles  would  not  come  under  ths 
head  of  building  equipment.  In  acquiring  the  ownership  of  the 
buildings  and  building  equipment  from  the  British  trustees,  the 
New  England  Westinghouse  Co.  was  securing  for  its  ownership 
those  parts  of  a  manufacturing  plant  which  would  be  valuable  in 
its  commercial  business  in  peace.  The  ownership  of  the  facilities 
which  would  be  used  exclusively  in  the  manufacture  of  gunstocks 
was  not  desired  and  wag  not  acquired  by  claimant.  It  is  plain,  there- 
fore, that  since  much  of  the  equipment  in  the  dry-kiln  building 
could  be  used  only  in  manufacturing  gunstocks,  the  Government 
should  pay  for  such  equipment.  The  Government  should  accept 
ownership  of  all  of  the  dry-kiln  equipment  except  such  articles  as 
would  be  used  in  the  building  if  it  were  applied  to  commercial  pur- 
poses. Those  articles  of  equipment  used  exclusively  in  a  dry  kiln 
should  be  paid  for  by  the  Government.  The  power  transmission, 
dust-collecting  system,  electric  motors,  and  electric  wiring  are  held 
to  have  been  retained  by  claimant  because  this  equipment  would  have 
been  kept  in  the  buildings  if  the  plant  had  been  turned  to  the  pro- 
duction of  peace-time  articles.  It  becomes  necessary  to  apply  the 
dry-kiln  equipment  in  the  same  manner,  but,  since  most  of  this  dry- 
kiln  equipment  could  not  be  used  in  a  plant  manufacturing  a  dif- 
ferent product,  the  Government  should  accept  ownership  of  a  great 
part  of  such  equipment. 

DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  will  make 
and  transmit  to  the  Ordnance  Section,  War  Department  Claims 
Board,  a  statement  of  the  nature,  terms  and  conditions  of  the  agree- 
ment and  certificate  C  for  action  in  the  manner  provided  in  subdi- 
vision C,  section  6,  supply  circular  No.  17,  Purchase,  Storage,  and 
Traffic  Division,  General  Staff,  1919. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Mabch  2,  1021. 
Case  No.  2248. 

In  re  CXAIM  OF  THE  AKVIBTOir  BTEEL  CO. 

XUt  «tw  wai  deelded  bf  tlie  BoarH  of  Co&tiaat  Adjvitnent  on  Febrwiry  l>, 
IMO,  relief  betag  denied.  Claimant  appealed  to  the  Seeretary  of  Wai, 
who  reinanded  the  eaie  to  the  Appeal  Seatlan,  War  Department  Clalmi 
Board,  (or  further  prooeedtn^.  On  Deeember  97,  IMD,  t)ie  Appeal  Section 
kined  Iti  dedalon  on  reoonri deration,  KirantlnK  partial  relief,  on  whleh 
clainuuit  alto  appealed  to  the  leeretarr  of  War.  Thle  deetaton  *ai 
aflrmed  by  the  Seeretair  af  War  Karob  S,  IHI.  (Be«  Tol.  m,  p.  MM, 
and  Tol.  THZ,  p.  SB,  and  p.  BBS.) 

ON  BEBEABINO   BEFOBE  THE  SBCmBTABT  OT  WAB. 

Upon  consideration  of  the  further  appeal  and  the  record,  I  am 
convinced  that  the  action  of  the  Appeal  Section  is  correct,  and  the 
•une  is  hereby  affirmed, 

Newton  D.  Baker, 

Secretary  of  War. 
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JuLT  2,  1920. 
Claim  Xo.  2047  and  Belated  Oases. 

/It  re  CLAIM  or  ZASTBHV  MA1I.8ABLB  IKOIT  CO. 

ON  APPEAL  BEFORE  THE  SECBETABT  OP  WAB. 

1Tp«B  app«al  to  8e«r«t«r7  of  Wat,  the  deoliloii  of  the  Board  of  Contrmot  Adjut- 
metft,  dated  Jamnary  S7,  IMO,  wai  aflrmed  in  aeeordanoa  with  the 
leoommeadatioB  of  ipeoUl  advlien.     (See  Vol.  HI,  p.  6B1.) 

This  claim  comes  to  me  on  appeal  from  a  decision  of  the  Board  of 
Contract  Adjustment,  denying  claimant  relief. 

Upon  consideration  of  the  entire  record,  the  decision  of  the  Board 
is  hereby  affirmed  in  accordance  with  the  reconmiendation  of  the  ma- 
jority of  the  special  advisers,  whose  memoranda  are  hereto  attached. 

This  order  will  operate  as  an  affirmance  of  the  decisions  of  the 
Board  of  Contract  Adjustment  in  regard  to  the  claims  mentioned  in 
the  attached  list,  which  the  Board  has  found  to  be  controlled  by  the 
decision  rendered  in  the  matter  of  the  claim  of  the  Eastern  Malleable 
Iron  Co. 

Newton  D.  Bakeb, 

Secretary  of  War. 


•  List  of  cases  controlled  by  a  decision  in  the  Eastern  Malleable  Iron 
Co.  Case  No.  150-O-2047  according  to  the  findings  of  the  Board  of 
Contract  Adjustment. 
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Addnn. 

Cut  No. 
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JuNs  25,  1920. 


HEMORANDUU    FOR  THE   SECRETART.OF   WAR. 

In  a  group  of  claims  asserted  by  Bridgeport  manufacturers  appeal 
has  been  taken  to  the  Secretary  of  War  from  the  decision  of  the 
Board  of  Contract  Adjustment  refusing  to  find  that  an  agreement 
■was  entered  into  between  the  Secretary  of  War  and  the  manufac- 
turers in  question  to  reimburse  the  claimants  for  sums  spent  by  them 
in  the  carrying  out  of  contracts  with  or  for  the  benefit  of  the  Wsr 
Department  through  paying  an  increase  in  wages  pursuant  to  »a 
award  made  by  the  National  War  Labor  Board  in  the  summer 
of  1918. 
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As  s  means  of  ending  existing  labor  difficulties  in  the  Bridgeport 
district  and  averting  what  appeared  to  be  very  serious  threatened 
difficulties  the  Secretary  of  War  requested  the  National  War  Labor 
Board  to  undertake  an  investigation  and  make  an  award  dealing 
with  the  wage  question  as  affecting  the  war  industries  of  the  Bridge- 
port district,  and  requested  or  insisted  that  employers  and  employees 
in  the  Bridgeport  district  should  agree  to  abide  by  the  award  to  bo 
made  by  the  National  War  Labor  Board. 

The  employers  raised  the  question  that  they  should  be  reimbursed 
for  such  increased  expenditures  for  wages  as  might  result  from  the 
award  and  proposed  to  make  that  a  condition  of  the  submission  to 
arbitration. 

The  Secretarj-  of  War,  through  his  representative,  insisted  that 
the  submission  to  arbitration  must  be  unconditional.  The  manufac- 
turers represented,  except  the  Locomobile  Co.,  stated  that  they  would 
make  the  submission  without  conditions,  but  would  confidently  expect 
reimbursement,  to  which  the  representative  of  the  Secretary  of  War 
said  nothing.  The  manufacturers  proceeded  to  sign  submissions  to 
arbitriition  which  contained  no  condition.  The  Locomobile  Co.  stated 
that  its  submission  was  conditioned  on  such  reimbursement,  but  with 
the  others  proceeded  to  sign  a  submission  which  expressed  no  condi- 
tion. There  seems  to  have  been  a  prevailing  expectation  among  the 
manufacturers  and  certain  of  the  Government  officers  concerned  in 
the  matter  that  the.  manufacturers  would  receive  reimbursement. 
The  Secretary  of  War  pointed  out  to  the  National  War  Labor  Board 
that  they  were  the  agents  of  the  Secretary  of  War  to  determine 
whether  the  increase  in  wages  occasioned  by  the  award  to  manufac- 
turers operating  under  contracts  with  the  customary  labor  dispute 
clauses  should  receive  reimbursement  for  the  increase  in  wages.  The 
War  Labor  Board  adopted  a  resolution  recommending  that  the  Sec- 
retary of  War  should  make  such  reimbursement  on  account  of  the 
increase  in  wages  as  after  investigation  he  should  deem  proper.  It 
is  not  entirely  clear  from  the  record,  but  it  seems  quite  possible 
that  the  War  Labor  Board  at  the  time  regarded  this  resolution  as 
applying  to  all  contractors  affected  by  the  award  and  not  merely  to 
those  whose  contracts  contained  labor-dispute  clauses.  The  contracts 
here  involved  did  not  contain  labor  clauses. 

Consideration  was  given  to  making  supplemental  contracts  to  deal 
with  the  matter,  but  this  plan  was  not  followed.  After  the  passage 
of  the  Dent  Act  claims  were  presented  as  outlined  above. 

In  view  of  the  attitude  of  the  representative  of  the  Secretary  of 
War,  prior  to  the  signing  of  the  unconditional  submissions,  insisting 
that  submission  must  not  be  conditioned  on  reimbursement  for  in- 
creased labor  costs,  it  seems  to  us  that  no  agreement,  express  or  im- 
plied, in  fact  was  made  by  the  Secretary  of  War  to  reimburse  the 
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manufHcturers  submitting  to  the  arbitration  for  any  increase  in 
wages  that  might  result  from  that  arbitration.  The  statement  of 
the  manufacturers,  who  proceeded  to  make  unconditional  submis^on, 
that  they  confidently  expected  reimbursement,  had  no  other  effect 
than  to  constitute  an  assertion  as  to  the  action  which  they  thought  the 
Government  ought  in  fairness  to  take  and  which  they  would  continue 
to  ask,  and  which  they  believed  the  Government  would  take,  not  as  ft 
matter  of  agreement  but  as  a  matter  of  fair  dealing. 

This,  as  we  have  said,  does  not  in  our  view  constitute  either  so 
express  agreement  or  an  agreement  implied  in  fact  to  pay  to  the 
claimants  any  increase  in  wages  due  to  an  award,  nor  can  we  find 
growing  out  of  the  circumstances  any  obligation  imposed  by  law  to 
pay  such  increase. 

The  duress  complained  of  is  that  unless  the  claimants  had  sub- 
mitted unconditionally  to  arbitration  by  the  War  Labor  Board  their 
plants  would  have  been  liable  to  seizure  by  the  Government.  But 
even  in  such  case  just  compensation  would  have  been  made.  Under 
the  law  all  plants  engaged  in  the  manufacture  of  war  materials  dur- 
ing the  war  were  subject  to  be  commandeered. 

We  can  see  no  duress  in  this  case,  nor  can  we  find  any  such  service 
rendered  to  the  Government  as  would  impose  upon  the  Government 
the  obligation  of  paying  the  increase  in  wages,  irrespective  of  any 
agreement  expressed  or  implied  in  fact  to  do  so. 

In  reaching  this  result  we  appreciate  that  it  is  one  with  which 
neither  the  Government  nor  the  claimants  can  feel  satisfied.  There 
was  a  feeling  among  the  claimants  and  among  certain  Government 
officials  that  a  reimbursement  for  wage  increase  due  to  the  aw&rd 
would  be  made.  It  was  unsound  and  unfortunate  administration 
that  such  a  feeling  should  have  been  allowed  to  exist  in  the  absence 
of  any  agreement  or  legal  basis  for  making  such  payments,  but  in 
view  of  the  very  clear  statement  of  the  direct  representative  of  the 
Secretary  of  the  matter,  immediately  preceding  the  action  of  the 
manufacturers,  such  general  atmosphere  can  not  be  made  the  sub- 
stitute for  an  agreement. 

While  it  is  unfortunate  from  the  standpoint  of  the  GU)vemment 
that  anyone  dealing  with  it  should  feel  that  the  Government  is  not 
doing  those  things  which  it  was  hoped  and  believed  it  would  do  as  i 
matter  of  fair  dealing,  we  are  by  no  means  clear  that  in  this  case  an 
agreement  by  the  Department  to  pay  to  the  claimants  any  increase  in 
wages  that  might  result  from  the  award  would  have  been  a  propef 
course  for  the  Department  to  have  pursued.  At  the  time  the  ques- 
tion of  submission  to  arbitration  arose,  the  claimants  were  proceed- 
ing under  fixed  price  contracts.  Under  those  contracts  they  assumed 
the  risk  of  rising  labor  costs.  Continuity  of  production  was  to  tbeii 
advantage,  and  it  was  their  duty  under  their  contracts  to  use  their 
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best  efforts  to  insure  it  For  all  that  this  record  shows  it  may  be 
that  the  contractors  in  their  estimates  took  into  account  a  greater 
prospective  increase  of  wages  than  actually  resulted  from  the  award 
of  the  National  War  Labor  Board,  and  for  all  that  appears  in  this 
record  a  greater  cost  through  curtailed  production  or  increased  wages 
resulting  from  labor  disturbances  might  have  had  to  be  borne  by  the 
contractors  had  they  not  submitted  to  the  award. 

Such  a  situation  as  is  here  shown,  while  it  might  under  circum- 
stances of  individual  hardship  give  rise  to  an  equity  which  would  be 
a  proper  subject  for  the  consideration  of  Congress  with  a  view  to 
granting  special  relief,  does  not,  therefore,  from  any  point  of  view, 
justify  favorable  action  by  you  under  the  act  of  March  2,  1919, 
Furthermore,  we  do  not  find  from  the  record  that  the  United  States 
caused  any  increase  in  wages  beyond  the  level  resulting  from  in- 
creased costs  of  living  and  from  the  increased  demand  and  decreased 
labor  supply  incident  to  the  war,  nor  do  we  think  that  it  can  properly 
be  found  from  the  evidence  in  this  case  the  labor  costs  of  the  claimant 
were  increased  beyond  what  they  would  have  been  had  the  Govern- 
ment refrained  from  any  participation  in  the  controversy. 

It  is  accordingly  recommended  that  the  decision  of  tiie  Board  of 
Contract  Adjustment  be  affirmed. 

GicANT  M.  J.  Pbellb, 

R.  C.  Ci0(H>ALE, 
a.  A.D0OB, 

Special  Advtten  to  the  Secretary  of  War. 


SCFFIXHEKTAL  USMOBANDA  TO  THE  ffiCRETABT  OF  VAB  ON  THE  milDOB- 
POBT  L&BOB  AWABD  CASKS. 

There  seems  to  be  no  agreement,  express  or  implied  in  fact,  to  re- 
imburse the  contractors  for  the  advance  in  wages  provided  by  the 
award  of  the  War  I^abor  Board.  Nevertheless,  the  contractors  have, 
at  the  request  of  the  Government,  altered  their  position  in  the  execu- 
tion of  their  contracts  by  permitting  the  substitution  of  the  action  of 
a  goTemmental  agency  for  the  free  play  of  the  market  in  the  deter- 
mination of  their  labor  costs.  If  this  has  resulted  in  increased  costs 
to  them,  there  seems  to  be  no  reason  why  the  Government  should 
not  pay  the  difference  just  as  it  would  if  it  had  imposed  any  other 
amendment  to  the  contract  or  any  change  in  specifications  upon  the 
contractor  which  increased  costs  to  him.  The  Government  has  re- 
ceived what  it  conceived  to  be  the  benefit  to  its  general  program  of  a 
general  stabilization  of  labor  conditions  in  the  Bridgeport  district, 
and,  under  all  the  circumstances  of  the  case,  an  obligation  of  a  quasi- 
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contractual  nature  arose  in  favor  of  the  contractor  to  make  him 
whole  for  such  loss  as  resulted  to  him  in  conferring  this  benefit. 
But  the  measure  of  that  loss  will  not  necessarily  be  the  increase  in 
wages  provided  by  the  award.  That  increase,  in  whole  or  in  part, 
may  have  been  what  the  contractor  would,  in  any  event,  have  had  to 
meet  as  a  result  of  the  threatened  labor  difficulties  which  the  submis- 
sion to  the  award  averted,  or  may  be  no  more  than  the  contemplated 
at  the  time  he  estimated  the  costs  of  the  contract.  It  is  obvious  that 
it  will  be  extremely  difficult  for  the  contractors  to  establish  the  meas- 
ure of  any  award  which  should  be  paid,  them  under  these  circum- 
stances, but  it  should  be  possible  for  the  Department  to  meet  any 
cases  of  real  hardship  that  its  action  has  entailed.  The  problem  is 
closely  akin  to  that  arising  under  the  labor-dispute  clause  and  should 
be  handled  by  the  same  settlement  officer. 

^Vhere  the  production  agreement,  by  reason  of  proxy  signature  or 
otherwise,  was  not  properly  executed  in  accordance  with  law,  a  just 
and  equitable  adjustment  of  that  agreement  will  involve  an  adjust- 
ment of  this  incident  to  it.  If  any  of  the  production  agreements 
were  properly  executed,  the  adjustment  can  be  made  on  the  implied 
agreement  to  pay  any  loss,  as  above  defined,  resulting  from  the  ac- 
ceptance of  the  arbitration  at  the  Government's  request. 

G.  H.  DoHR, 
Special  Adviser. 

It  has  been  suggested  that  an  implied  contract  be  established 
whereby  the  contractor  should  be  reimbursed,  not  to  the  extent  of 
the  increases  in  wages  awarded  by  the  War  Labor  Board,  but  only 
to  the  extent  of  the  difference  between  the  increase  in  wages  ordered 
by  the  Board  and  such  increase  as  the  contractor  would  have  had  to 
pay  had  the  labor  dispute  not  been  submitted  to  arbitration. 

It  appears  to  me  that  it  is  quite  impossible  to  determine  what  the 
claimants'  labor  costs  would  have  been  had  the  matter  not  been  sub- 
mitted to  arbitration.  At  the  time  when  the  Government  urged  the 
claimants  to  submit  the  matter  to  arbitration  there  were  two  courses 
open  to  the  contractors ;  they  could  either  submit  to  arbitration,  or, 
by  refusing  to  arbitrate,  take  their  chances  of  losses  by  reason  of  any 
and  all  the  future  uncertainties  which  they  would  then  face,  includ- 
ing the  possibility  of  losses  through  cessation  of  operations  during 
strikes,  the  possibility  that  their  employees  would  force  them  to  pHV 
higher  rates  of  wages  than  would  have  resulted  from  arbitration, 
and  the  possibility  of  loss  of  future  profits  through  their  plants  being 
commandeered  as  a  result  of  their  failure  to  perform  their  contracts. 

At  the  time  of  the  negotiations  from  which  an  agreement  is  sought 
to  be  implied,  the  extent  of  expenses,  losses,  and  increased  labor  costs 
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which  would  result  from  a  refusal  to  arbitrate  were  wholly  unknown, 
and  must  necessarily  remain  forever  unknown  if  the  Bridgeport 
manufacturers  complied  with  the  Government  request  that  they  arbi- 
trate the  labor  disputes.  I  think  it  cannot  be  assumed  that  the 
parties  intended  that  upon  the  dispute  being  submitted  to  arbitration 
the  claimants  should  receive  compensation  based  on  an  attempt  to 
estimate  the  very  uncertainties  which  by  the  arbitration  they  sought 
to  avoid.  Such  an  attempt  to  determine  what  losses  the  claimant 
would  have  suffered  had  he  followed  a  course  radically  different  from 
that  which  in  fact  was  followed  seems  to  me  to  bear  no  resemblance 
to  a  determination  of  the  amount  due  a  contractor  under  a  labor 
clause,  on  account  of  the  actual  payment  of  wages  in  excess  of  those 
contemplated  at  the  time  the  contract  was  signed.  If  it  be  con- 
sidered that  the  claimants'  contention  rests  on  quasi  contract  rather 
than  on  contract,  or  that  the  implication  sought  to  be  drawn  is  one 
of  law  and  not  of  fact,  the  same  considerations  apply,  for  the  law 
cannot  reasonably  imply  an  agreement  or  quasi  agreement  to  do  the 
impossible,  or  to  make  compensation  on  a  basis  which  in  its  very 
nature  is  impossible  of  ascertainment. 

Furthermore,  the  entire  argument  in  behalf  of  claimants  seems  to 
overlook  the  fat*  that  the  request  of  the  Government  was  directed 
equally  to  the  two  parties  to  a  controversy,  the  employers  and  the 
employees.  Their  differences  Uireatened  the  public  interest.  The 
Government  requested  that  they  submit  their  differences  to  arbitra- 
tion. Obviously  the  result  of  wage  arbitration  might  turn  out  to  be 
unsatisfactory  to  either  or  both  parties,  and  either  or  both  might 
consider  that  they  had  suffered  loss  through  compliance  with  the 
Government's  request.  It  may  well  be  contended  that  it  is  no  more 
reasonable  to  imply  a  promise  to  reimburse  the  employer,  in  case  the 
result  of  arbitration  turns  out  to  be  unsatisfactory  to  him,  than  it  is 
to  imply  an  agreement  to  compensate  the  employees  in  case  the  result 
of  the  arbitration  turns  out  to  be  unsatisfactory  to  them.  In  my 
opinion  no  such  implication  arises,  either  in  fact  .or  in  law,  in  favor 
of  either  party  to  the  arbitration. 

R.  C.  GoonALB, 
Special  Adviser, 


DiB.1izedOyGoO<^lc 


JntT  2, 1920. 
Cases  Nob.  1979,  2167,  and  1993. 


ON  APPEAL  BEFOSB  THE  BECRETABT  OF  WAB. 

Ob  Taaiurj  S7,  IMO,  the  Board  of  Coitraot  Adjvitraent  rendered  a  deoiilaii  !m 
tlu  following  aaiet,  glutting'  olalmanti  partial  rellel.  On  appeal  U 
Secretary  of  War,  caie  remanded  for  further  proocedinga.  (See  VoL 
m,  theie  deotilon*,  p.  709.) 

These  claims  come  to  me  on  appeal  from  decisions  of  the  Board  of 
Contract  Adjustment. 

Upon  consideration  of  the  several  records,  it  ia  directed  that  fur- 
ther proceedings  be  had  b;  the  War  Department  Claims  Board  in 
accordance  with  the  attached  recommendation  of  the  Special  Ad- 
visers. 

In  making  the  final  adjustment  of  these  claims  it  is  suggested  th&t 
advantage  be  taken  of  the  special  knowledge  and  experience  of  Capt- 
Frank  Moorman,  C.  A.  C,  who  has  had  charge  of  the  settlement  of 
a  large  number  of  claims  arising  under  similar  contracts. 

Nbwtoh  D.  Bakib, 

Secretary  of  War. 
no 
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Case  No.  1979. 
I»  re  CLUH  OT  AJCSUCAJt  TUBS  A  STAlEFnrS  CO. 

ON  APEEAL  BEFORE  THE  BECRETABT  OF  WAB. 

Ke:  KalmbarMmeiit  tor  Inercfttad  lft1»er  oo«ti. 

June  30, 1920- 
hkhobamdum  for  the  bcckbtabt  of  wab. 

After  careful  examination  of  the  questions  presented  we  recom- 
mend that  the  decision  of  the  Board  of  Contract  Adjustment  be  ap- 
proved, except  in  so  far  as  the  same  directs  reimbursement  for  in- 
creased labor  costs  under  the  "Labor  disputes"  clause  in  Contracts 
P-15611-3727-A  and  G-1052-^63-A.  The  Board  of  Contract  Ad- 
justment finds  that  an  addition  to  the  contract  price  named  in  these 
contracts  was  directed  as  part  of  the  settlement  effected  by  the  War 
Labor  Board,  and  assumes,  without  discussion,  that  such  addition  to 
the  contract  price  should  be  equal  to  the  increase  in  wages  directed  hj 
the  War  Labor  Board,  regardless  of  all  other  considerations.  We 
do  not  concur  in  these  conclusions.  The  terms  of  the  so-called  "  labor 
clause  "  merely  authorize  the  Secretary  or  his  representative  to  direct 
a  "  fair  and  just  addition  "  to  the  contract  price.  What  addition  is 
fair  and  just  in  any  particular  case  depends  upon  many  circumstances 
other  than  the  mere  amount  of  the  increase  in  wages  directed.  For 
example,  a  manufacturer  who  is  asked  to  bid  upon  Government  work 
may  make  his  estimate  upon  the  basis  of  a  probable  20  per  cent  in- 
crease in  labor  costs.  Such  a  bid  may  be  accepted  by  the  Government 
as  fair  and  reasonable  for  the  reason  that  an  analysis  of  the  same 
indicates  that  the  contractor  will  receive  only  a  reasonable  profit 
over  and  above  the  increased  labor  costs  then  anticipated.  Such  a 
contract  having  been  executed,  the  contractor  may  refuse  to  volun- 
tarily pay  any  increase  in  wages  to  his  employees,  and  s  strike  en- 
suing, the  TTnited  States  may  be  called  upon  to  take  action  under  the 
"labor  disputes  clause,"  and  may  direct  an  increase  in  wages  pur- 
suant thereto.  In  such  a  situation  it  is  clear  that  it  is  not  fair  and 
equitable  that  the  United  States  should  allow  any  increase  in  the 
contract  price.  Similarly,  cases  must  arise  in  which  wages  actually 
paid  by  a  particular  Government  contractor  are  below  the  prevailing 
scale  of  wages  in  the  community  in  which  the  contract  is  being  per- 
formed and  below  the  rate  of  wages  at  which  the  contractor  could 
74822— 21— ¥01-8 *6  TU 
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reasonably  hare  expected  to  be  allowed  to  perform  his  contract.  In 
such  a  case,  if  wages  paid  by  the  contractor  are  directed  to  be  raised 
merely  to  the  prevailing  standard  of  wages  which  the  claimant  must 
have  anticipated  as  necessary  for  him  to  pay  in  order  to  complete  the 
contract,  no  increase  in  the  contract  price  should  be  allowed,  while  if 
by  direction  of  the  United  States  wages  are  increased  to  a  figure 
above  the  prevailing  or  probable  scale  according  to  which  the  contract 
price  was  originally  fixed,  the  contractor  should  ordinarily  be  allowed 
reimbursement  to  the  extent  of  that  portion  of  the  added  labor  costs 
which  represents  increases  above  the  scale  of  wages  on  which  the 
contract  price  was  based. 

We  therefore  recommend  that  the  record  be  r^umed  to  the  Board 
of  Contract  Adjustment  with  instructions  to  determine,  or  cause  to 
be  determined,  what  amount,  if  any,  will  constitute  a  fair  and  just 
addition  to  the  contract  price  in  accordance  with  the  general  prin- 
ciples above  outlined. 

This  recommendation  applies  in  all  essential  particulars  to  the 
cases  of  A,  P.  Swoyer  Co.,  Case  No.  150-C-2167,  and  Bridgeport 
Brass  Co.,  Case  No.  150-C-1998. 

Stanton  J.  Peeu^, 

R.   0.  GOOTALB. 

Special  Advisers  to  the  Secretary  of  War. 


_DiBfedOyGoO<^lc 


JuiiT  23,  1920. 

Gases  Nos.  1821,  1826,  1914,  1832,  1911,  193fi,  1831,  1836. 
2001,  1913,  1910,  1826,  2010,  and  1824. 

In  re  CLAIMB  OF  TEB  BA&BSTT  CO.,  LA  BIELUB  lEOV  WOBXa,  BEPUBUC 
ZEOH  *  nSSl  CO.,  SBXSt  MITAT  CO.,  BRIXB  SOL  STBSL  CO.,  TOLEDO 
FTTKHACB   CO.,   TOUHGBTOWK   SHZET   A   TUBE   CO.,   BETHLEHBM   BIEBL 

CO.,  iTHmli  rmvACE  co.,  gitit  states  steel  co.,  ihlahi)  steel  CO., 

LACEAWAHVA  STKBI  CO.,  CZTIZEHS  0A8  CO.,  ARD  ZERITH  TirKIIACE  CO. 

ON  APFEAL  BXFOSB  THE  SECBBTART  07  WAR. 

On  Hkf  S7,  IMO,  the  Board  of  Contrset  Adjnitment  rendered  declstoiii  lu  the 
laUowing  OHMi,  KT*ntlitK  eUlnuiti  partial  relief.  On  appeal  to  Beeie- 
tary  of  War.  deeltloB  of  Board  afflmed.  (See  Vol.  T,  tbeie  deoliioni, 
p.  S2S.) 

Them  claimants,  who  have  orally  presented  before  me  their  appeal 
from  the  decisions  rendered  by  the  Board  of  Contract  Adjustment 
in  these  mattei-s,  contend  that  the  Board  has  done  an  injustice  in 
connection  with  the  determination  of  the  compensation  to  be  allowed 
them  for  crude  toluol  on  hand  at  the  time  of  the  termination  of  the 
compulsory  order,  through  limiting  such  compensation  to  the  coat 
of  the  crude  toluol,  including  labor,  material,  and  proportionate  over- 
head expense,  plus  an  allowance  by  way  of  profit  or  compensation 
for  services  rendered  on  a  basis  not  exceeding  10  per  cent,  with  pro- 
vision for  additional  compensation  in  exceptional  cases  as  provided 
in  Supply  Circular  19,  War  Department,  1919. 

Toluol  being  a  minor  by-product  of  materials  primarily  purchased 
and  expended  for  the  production  of  other  products,  such  as  illumi- 
nating gas,  coke,  etc.,  it  would  seem  to  be  impossible  to  ascertain  with 
exactitude  the  cost  of  the  labor  and  material  which  can  fairly  be 
considered  as  entering  into  the  prodution  of  crude  toluol.  Equally 
obvious  is  the  fact  that  an  allowance  to  claimants  on  the  basis  de- 
manded by  them — namely,  $1.50  per  gallon  for  the  toluol  content 
of  all  crude  toluol  and  toluol-producing  materials  remaining  onliand 
upon  termination  of  the  compulsory  order,  less  cost  of  extracting 
and  refining  such  toluol  content  or  crude  toluol — would  result  in  the 
payment  of  anticipated  profits — that  is  to  say,  profits  which  under 
the  contract  would  have  accrued  through  the  performance  of  opera- 
tions which  have  not  been  actually  performed  and  through  the 
delivery  of  a  completed  product  which  has  never  been  delivered. 

It  seems  to  me  clear  that  the  compulsory  order  is  an  order  for 
refined  toluol  to  the  extent  of  the  production  capacity  of  each  pro- 
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ducer,  and  an  order  for  crude  toluol  to  the  extent  of  the  production 
capacity  of  producers  of  crude  toluol  who  were  unable  to  refine  all 
the  toluol  which  they  produced.  The  Board  of  Contract  Adjustment 
was,  therefore,  correct  in  its  conclusion  that  crude  toluol  and  toluol- 
producing  materials  should  in  the  Bettlement  of  these  claims  be 
treated  as  raw  materials  and  materials  in  process,  and  not  as  finished 
product,  except  in  the  case  of  crude  toluol  in  the  hands  of  producers 
unable  to  refine  it. 

In  the  adjustment  of  claims  such  as  these,  in  which  the  exact 
costs  of  materials  on  hand  can  not  be  determined  with  accuracy,  it 
should  be  borne  in  mind  that  the  maximum  compensation  allowable 
under  the  Dent  Act  is  that  proportion  of  the  contract  price  which 
is  proportionate  to  the  stage  of  completion  of  the  materials  on  hand, 
as  compared  with  the  finished  product,  such  compensation  not  ex- 
ceeding, however,  the  contract  price  less  cost  of  completion.  In 
other  words,  if  it  should  be  found  by  the  Board  that  tha  crude 
toluol  and  toluol-bearing  materials  on  hand  at  the  time  of  suspension 
represented  in  material,  labor,  and  supervision  60  per  cent  of  the 
value  of  the  material,  labor,  and  supervision  whidi  would  have  gone 
into  the  completed  product,  then  60  per  cent  of  the  purchase  price 
per  gallon  of  toluol,  provided  it  does  not  exceed  the  contract  price 
minus  cost  of  completion  of  the  product,  is  the  maximum  compensa- 
tion allowable  under  the  Dent  Act.  Claimants  are  not  always 
entitled  to  compensation  on  as  liberal  a  basis  as  this,  such  adjust- 
ment being  under  established  practice,  normally  based  on  cost  plus 
a  percentage  not  exceeding  10  per  cent  of  the  cost  of  materials  in 
process,  and  such  compensation  being  considered  to  constitute  a  fair 
adjustment  of  uncompleted  contracts,  even  in  those  cases  in  which 
the  profit  upon  completion  of  the  contract  would  have  been  much 
more  than  10  per  cent.  These  principles  are  here  called  attention  to 
for  the  reason  that  the  peculiar  difficulties  in  computing  the  cost  of  a 
product  of  this  character  render  it  necessary  that  they  be  constantly 
borne  in  mind  by  the  officials  charged  with  negotiating  the  actual 
settlement. 

Subject  to  the  above  comments,  the  decision  of  the  Board  of 
Contract  Adjustment  in  regard  to  these  claims  is  approved,  but  with 
the  direction  (which  seems  necessary  in  order  to  give  reality  and 
effect  to  the  claimants'  appeal)  that  the  final  decision  and  award  in 
these  cases  shall  be  referred  to  me  for  consideration  before  final 
action  is  taken  by  the  Department. 

Newton  D.  Baker, 
Secretary  of  ITor. 
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Case  No.  1829. 

In  re  CLAnt  OF  f  EnSTXVAiru  TAirX  CAK  CO. 
ON  APPEAL  BBTORK  THE    SECRBTARY  OF   WAB. 

On  ICareh  87,  l&SO,  tbe  Board  of  Contnot  Adjoitmcat  rendered  deelilon  i^riint- 
lag  elalnuint  partial  relief.  On  appeal  to  Secretary  of  Wat,  deoliloE 
aOnned.     (Bee  Vol.  IV,  p.  719.) 

The  claimant  here  received  a  definite  order  from  the  Govern- 
ment for  660  tank  cars  for  delivery  in  January,  February,  and 
March,  1919,  for  prices  which  aggregated  upon  the  entire  order 
about  a  million  and  a  half  dollars.  The  order  was  accepted  and  a 
contract  thereby  made  on  October  21,  1918.  On  November  26,  1918, 
the  armistice  having  intervened,  further  performance  on  the  con- 
tract was  suspended  at  the  request  of  the  Government,  No  deliveries 
had  been  made,  but  the  claimant  clearly  had  made  expenditures 
and  was  entitled  to  the  benefit  of  a  fair  adjustment  of  them  under 
the  Dent  Act.  Agencies  of  the  War  Department  have  satisfactorily 
disposed  of  the  questions  involved  except  the  claim  for  that  part 
of  its  "general  plant  overhead"  for  the  months  of  January,  Feb- 
ruary, and  March,  Idld,  which  would  have  been  met  out  of  payments 
under  the  Government  contract  had  it  not  been  suspended,  and 
which  claimant  was  unable  to  absorb  by  other  obtainable  commer- 
cial worh. 

The  Board  of  Contract  Adjustment  by  its  decision  returns  the 
claim  to  the  Chief  of  Engineers  for  further  proceedings,  recognising 
a  certain  propriety  in  the  general  plant  overhead  item,  but  express- 
ing the  opinion  that  the  allowance  upon  it  should  be  limited  to  the 
losses  incurred  in  the  month  of  January,  1919.  This  limitation  seems 
to  me  to  be  arbitrary.  It  will  be  difficult,  and  may  be  impossible,  to 
determine  what  the  claimant's  losses  on  this  account  actually  were. 
The  contract  was  in  force  about  35  days.  During  that  time  had  the 
Government  to  the  extent  of  this  contract  not  preempted  the  manu- 
facturing capacity  of  the  claimant  it  is  possible  that  other  work 
would  have  been  secured  which  would  have  fully  occupied  its  facili- 
ties. It  is,  of  course,  possible  that  no  other  work  could  have  been 
secured  and  claimant's  facilities  would  therefore  have  been  idle.  It 
is  not  just  to  the  Government,  nor  does  justice  to  the  claimant  require 
it,  that  this  doubt  be  resolved  by  mere  guess  in  favor  of  the  claimant. 
The  Government  will  have  done  its  full  duty  if  it  pays  whut  can  rea- 
sonably be  supported  as  due  after  considering  the  nature  of  the  claim- 
ant's business,  its  past  experience  in  securing  orders  during  tho 
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month  of  Xovember  for  deliveries  in  the  subsequent  January-March 
periods,  the  condition  of  the  market  in  November,  1918,  and  the  sub- 
sequent months  for  wares  of  the  kind  the  claimant  was  equipped  to 
make,  and  any  other  facts  which  make  it  more  or  less  probable  that 
losses  sustained  by  the  claimant  were  caused  by  the  existence  and 
suspension  of  the  Government  contract.  Whatever  can  be  thus  fairly 
shown  should  be  awarded,  whether  occurring  in  January,  1919,  or 
later.  If  none  or  only  a  part  of  the  amount  of  the  claim  can  by 
nroof  or  reasonable  inference  be  found  to  have  been  so  caused,  the 
Government  and  the  claimant  equally  face  a  case  in  which  neither  is 
to  blame,  and  both  law  and  equity  are  better  satisfied  by  the  negative 
justice  resulting  from  the  insusceptibility  of  proof  than  they  could 
be  by  any  positive  injustice  done  by  baseless  assumption  of  facts  or 
chance. 

The  decision  of  the  Board  of  Contract  Adjustment  is  therefore 
affirmed,  to  be  applied  as  here  modified  and  interpreted. 

Newton  D.  Bases, 

Secretary  of  War. 

June  30,  1920. 

hehorandum  for  the  secbetabt  of  was. 

This  case  comes  to  you  on  appeal  from  the  Board  of  Contract  Ad- 
justment, that  Board  having  rejected  the  claim  as  not  coming  within 
the  act  of  March  2,  1919. 

On  October  19,  1919,  through  an  authorized  officer  an  oral  con- 
tract was  entered  into  between  the  Government  and  the  claimant 
company  whereby  there  was  allotted  to  the  claimant  a  contract  to 
build  360  flat  and  300  tank  cars  for  exportation,  to  be  delivered  in 
lots  of  200  each  in  January,  February,  and  March,  and  60  in  April, 
1919,  the  Government  to  furnish  the  steel  and  finance  the  building  of 
the  cars  if  the  claimant  so  desired. 

The  contract  was  canceled  November  26,  1918.  Prior  to  cancel- 
lation the  claimant,  through  subcontractors,  had  purchased  materials 
for  use  in  the  cars  to  be  ao  built  amounting  in  the  aggr^;ate  to 
$14,260.49,  which  amount  had  been  approved  for  payment,  if  not 
already  paid,  and  is,  therefore,  no  longer  involved  in  this  claim. 

Whatever  other  expense  was  incurred  for  materials  was  absorbed 
in  other  work  at  a  profit,  so  the  only  claim  here  for  consideration, 
as  testified  to  by  the  vice  president  of  the  claimant  company  (p.  32), 
is  for  reimbursement  for  money  expended  in  keeping  the  "organiza- 
tion together  "  in  January,  February,  and  March,  1919.  There  is  no 
claim  for  expenditures  or  for  obligations  incurred  in  prepanttioa  for 
performance  of  the  contract,  for,  aa  testified  by  the  vice  president 
(p.  11),  "there  was  no  occasion  for  making  any  preparations,  as  I 
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know  of,  to  increase  it  to  take  care  of  the  Government  business,  be- 
cause the  deliveries  were  only  normal  shop  capacity." 

The  loss  claimed,  therefore,  is  arrived  at  by  taking  the  total  cost 
of  operating  the  plant,  with  the  diminished  force  and  orders,  in  Janu- 
ary, February,  and  March,  1919,  amounting  to  $49,347.75,  deducting 
therefrom  $13,393.85,  which  was  absorbed  in  work  done  during  those 
months,  leaving  $36,003.40,  which  latter  sum  is,  upon  some  theory, 
divided  by  the  600  cars  to  be  delivered  in  these  months,  equal  to  $60 
per  car,  or  $3,600,  making  the  amount  claimed  $39,603.40. 

Prior  to  January  1, 1919,  the  claimant  was  operating  its  plant  with 
about  200  men,  but  during  the  months  of  January,  February,  and 
March  it  reduced  its  force  to  about  75  men.  With  this  limited  force 
claimant  was  enabled  to  build  and  repair  cars  as  set  forth  in  its  claim 
filed  herein. 

The  act  of  March  2,  1919,  authorizes  the  Secretary  of  War  "to 
adjust,  pay,  and  discharge  any  agreement,  express  or  implied,  upon  a 
fair  and  equitable  basis  that  has  been  entered  into  in  good  faith 
during  the  present  emergency  and  prior  to  November  twelfth,  nine- 
teen hundred  and  eighteen,  by  any  officer  or  agent  acting  under  his 
authority,  direction  or  instruction  •  *  *  when  such  agreement  has 
been  performed  in  whole  or  in  part,  or  expenditures  have  been  made 
or  obligations  incurred  upon  the  faith  of  the  same  by  any  such  per- 
son, firm,  or  corporation,  prior  to  November  twelfth,  nineteen  hun- 
dred and  eighteen,  and  such  agreement  has  not  been  executed  in 
the  manner  prescribed  by  law." 

The  purpose  of  the  act  as  expressed  in  section  1  is  to  reimburse  the 
claimant  for  losses  sustained  "  when  such  agreement  has  been  per- 
formed in  whole  or  in  part  or  expenditures  have  been  made  or  obli- 
gations incurred  upon  the  faith  of  the  same  by  any  such  person " 
prior  to  November  twelfth,  nineteen  hundred  and  eighteen.  But  in 
the  first  proviso  to  said  section  such  remuneration  is  extended  to  ex- 
penditures and  obligations  or  liabilities  necessarily  incurred  in  per- 
forming or  preparing  to  perform  such  contract  or  order. 

But  as  there  were  no  expenditures  other  than  those  to  subcontrac- 
tors or  such  as  were  absorbed  in  other  words  at  a  profit,  there  seems 
no  basis  for  the  origin  of  the  claim  prior  to  the  cancellation  of  the 
contract — that  is  to  say,  at  the  time  of  the  cancellation  of  the  con- 
tract there  was  no  element  upon  which  the  damages  could  be  meas- 
ured. When  the  contract  was  canceled,  it  could  not  be  known  but 
that  by  diligence  the  claimant  might  by  renewed  solicitations  prevent 
loss,  in  which  case  no  damages  would  arise  out  of  the  cancellation  of 
the  contract. 

The  act  clearly  contemplates  reimbursement  when  such  informal 
contract  has  "  been  performed  in  whole  or  in  part,  or  expenditures 
have  been  made  or  obligations  incurred  upon  the  faith  of  the  same  by  ^ 
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any  such  person,"  prior  to  November  twelfth,  nineteen  hundred  and 
eighteen. 

And  as  the  claim  here  in  controversy  does  not  come  within  the  pro- 
visions of  the  act,  it  is  recommended  that  the  decision  of  the  Board 
of  Contract  Adjustment  be  approved  and  affrmed. 

Stanton  J.  Pbblle, 
Special  Adviser  to  the  Secretary  of  War. 

July  26,  1920. 
hemobanduu  fob  the  secsgtakt  of  wab. 

The  Pennsylvania  Tank  Car  Co.  received  and  accepted  on  Octo- 
ber 21,  1918,  a  Government  order  for  660  cars  at  prices  aggregating 
approximately  $1,600,000.  These  cars  were  for  delivery  during 
January,  February,  March,  and  April,  1919.  On  November  26, 191B, 
the  performance  of  the  contract  was  suspended  at  the  request  of  the 
Govermnent  and  claimant  was  advised  that  the  cars  would  not  be 
required.  The  present  claim  is  for  certain  minor  preliminary  ex- 
penses incurred  in  connection  with  this  order  and  for  expenses  in 
the  sum  of  $39,603.40,  representing 

"general  plant  overhead  during  January,  February,  March,  and 
April,  1919,  which  claimant  alleges  as  direct  cost,  to  wit,  by  reason  of 
suspension  of  orders,  deliveries  under  which  were  to  occur  in  Janu- 
ary, February,  March,  and  April,  1919,  and  which  cost  could  not  be 
absorbed  by  other  obtainable  commercial  work." 

The  Board  of  Contract  Adjustment  by  its  decision  directs  that  the 
claim  be  returned  to  the  Claims  Board,  OfBce  of  the  Chief  of  Engi- 
neers, War  Department,  for  adjustment,  but  expresses  the  opinion 
that  the  loss  suffered  by  claimant  during  January,  1919,  is  the  maxi- 
mum which  can  be  allowed  under  this  item. 

It  is  at  once  evident  that  in  order  to  effect  settlement  on  a  fair  tod 
equitable  basis  compensation  must  under  certain  circumstances  be 
made  to  cover  necessary  factory  overhead,  such  as  taxes,  insurance, 
salaries  of  essential  personnel,  and  the  like,  for  all  or  some  part  of 
the  period  during  which  a  contractor  would  have  been  assured  of 
reimbursement  of  such  expenses  under  his  Govermnent  contract  had 
the  same  not  been  suspended. 

An  illustration  of  this  would  occur  in  the  case  of  a  mill  engaged 
in  a  seasonal  industry.  If  the  Government  engaged  in  advance  in 
the  entire  output  of  such  a  mill  for  a  seascoi,  agreeing  to  supply  the 
necessary  material,  and  at  the  opening  of  the  season,  and  after  it 
was  too  late  for  the  mill  to  secure  other  business,  canceled  the  con- 
tract, it  would  be  clear  that  the  Government  would  be  bound  to 
hold  the  mill  harmless  as  to  its  necessary  overhead  expense  fw  the 
season,  at  least  to  such  extent  as  it  could  reasonably  be  assumed  snch 
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expenses  would  have  been  recouped  out  of  other  bnsinees  bad  the 
Gopemment  contract  never  been  made.  And  tbe  Government,  having 
by  its  own  authority  and  without  the  consent  of  the  Contractor  sus- 
pended or  breached  its  agreement,  would  not  be  justified  in  denying 
such  reimbursement  merely  because  the  contractor  could  not  make 
absolute  legal  proof  that  if  it  had  not  been  for  the  Government  con- 
tract, be  would  have  obtained  other  profitable  business.  On  the  other 
hand,  if  the  yearly  contract  with  such  a  factory  had  been  made  on 
November  10  and  canceled  on  November  11,  with  no  indication  of  the 
contractor  having  lost  any  opportunities  for  commercial  business  by 
reason  of  his  having  accepted  the  Government  order,  it  seems  to  me 
clear  that  a  fair  and  equitable  adjustment,  .exclusive  of  anticipated 
profits,  would  not  necessarily  require  that  the  contractor  be  com- 
pensated for  any  part  of  his  unabsorbed  factory  overhead  for  the 


In  the  present  case,  the  evidence  shows  that  the  contract  was  is 
effect  for  about  35  days.  It  was  not  shown  whether  the  condition 
of  the  market  in  the  fall  of  1918  was  such  that  claimant  would  have 
been  likely  to  secure  commercial  business  to  keep  its  plant  going 
during  the  spring  of  1919  had  the  Government  contract  not  been  ac- 
cepted. The  Board  of  Contract  Adjustment  in  expressing  the  opin- 
ion that  such  compensation  should  be  limited  to  the  month  of  Janu- 
ary may  well  have  taken  into  account  the  normal  inference  that 
claimant's  commercial  sales  were  held  up  for  only  approximately  80 
days,  and  that  reimbursement  to  the  extent  of  its  unabsorbed  over- 
head during  January,  1919,  would  put  the  claimant  in  the  same  posi- 
tion in  which  it  would  have  been  had  tbe  Government  order  never 
been  received.  I  find  nothing  in  the  record  tending  to  indicate  that 
such  is  not  the  case,  and  the  Claims  Board,  Office  of  Chief  of  Engi- 
neers, is  by  the  terms  of  the  decision  left  free  to  make  such  adjust- 
ment as  further  examination  of  the  facts  may  show  to  be  just. 

It  is  accordingly  recommended  that  the  decision  of  the  Board  of 
Contract  Adjustment  be  affirmed. 

B.  C.  GoODAis, 
Special  Adviser  to  the  Secretary  of  War. 

JoiT  26, 1920. 

HBMORANDUU  FOB  THE   SECRSTABT   OF   WAS. 

After  careful  consideration  of  the  record,  we  recommend  that  the 
decision  of  the  Board  of  Contract  Adjustment  in  this  matter  be 
affirmed. 

HkBBEBT  H.  liBHUANt 
Special  Adviser  to  the  Secretary  of  War. 


Case  No.  2264. 
In  re  CIAIK  OF  DHL  ft  COlZtSB  00. 

ON  APPEAL  BEFORE  THE   BECBETABT  OF  WAR. 

Thli  CAM  wKi  deeided  by  the  Board  of  Contract  Adjnitmeflt  am  Xaroh  S6,  ino, 
relief  being  granted  In  part.  On  appeal  to  the  Beeretai;  of  War,  the 
declilon  of  the  Board  of  Contract  Adjnitment  wai  afflmed.  (See  Vol 
IT,  theie  deciilom,  p.  BS9.) 

After  careful  consideratioii  of  the  record  in  this  matter  the  deci- 
sion of  the  Board  of  Contract  Adjustment  is  hereby  affirmed  in 
accordance  with  the  aGcompanying  recommendations  of  the  Special 
Advisers. 

Newton  D.  Baker, 

Secretary  of  War. 

MEHORANDtJH    rOR  TXTB   8ECRETART  OF   WAR. 

The  decision  of  the  Board  of  Contract  Adjustment,  holding  that 
the  purchase  order  and  the  supplemental  agreement  respecting  the 
advance  of  $250,000  bj  the  Government  to  enable  the  claimant  com- 
pany to  increase  its  facilities  so  as  to  produce  daily  16,800  pounds  of 
liquid  chlorine,  correctly  sets  forth  the  respective  rights  of  the  par- 
ties ;  and  their  rights  having  been  determined,  in  case  of  the  termi- 
nation of  the  contract,  the  Government  is  under  no  obligations  to 
increase  its  advances  to  meet  additional  costs  of  focilities  nor  does 
any  implied  contract  arise  obligating  the  Government  therefor. 

Under  the  terms  of  the  contract  the  claimant  company  was  to  have 
submitted  to  the  Government  a  program  for  the  increase  of  ita 
facilities  and  obtain  the  approval  of  the  Government.  Had  this  been 
done,  the  Government  would  have  been  advised  of  the  cost  above  the 
estimate  at  the  time  the  contract  was  entered  into;  and  the  failure 
of  the  claimant  company  to  so  submit  the  program  creates  the  infer- 
ence that  such  additional  cost  added  to  the  value  of  the  plant  for 
the  claimant  company's  own  use,  and  such  was  the  view  of  the  Board. 

The  findings  of  the  Board  are  in  accord  with  the  evidence,  and  the 
decision  of  the  Board  is  therefore  approved. 

Stanton  J.  Peeu-b, 
Special  Adviser  to  the  Secretary  of  War, 
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July  26, 1920. 
hehobanduh  fob  the  8ecretart  of  war. 

Careful  ezumnation  of  the  record  makes  it  clear  that  there  was 
no  agreement,  express  or  implied,  on  the  part  of  the  United  Stat«s 
to  pay  the  excess  cost  of  the  additional  facilities  here  sought  to  be 
recovered.  On  the  contrary,  the  Dill  &  Collins  Co.  had,  imder  the 
formally  executed  contract,  unconditionally  obligated  itself  to  pro- 
vide the  facilities  in  question  without  limitation  as  to  their  cost. 
The  fact  that  the  buildings  and  equipment  cost  more  than  was  esti- 
mated is  imimaterial  in  bo  far  as  the  liability  of  the  United  States  is 
concerned.  The  parties  to  the  contract  had  chosen  to  definitely  fix 
in  dollars  and  cents  the  sum  which  the  United  States  should  con- 
tribute toward  the  cost  of  claimant's  increased  facilities.  The  United 
States  would  be  bound  to  pay  that  sum,  even  had  the  facilities  cost 
less  than  was  anticipated,  and  is  under  no  obligation  to  pay  more 
if  they  cost  more.  The  fact  that  the  sum  agreed  upon  to  be  con- 
tributed by  the  United  States  was  arrived  at  by  means  of  a  propor- 
tionate division  of  the  estimated  cost  of  facilities  is  immi^;erial,  ^ce 
the  ultimate  agreement  of  the  parties  was  not  that  the  United  States 
should  pay  a  certain  'proportion  of  the  cost,  but  that  it  should  in  any 
event  pay  for  the  facilities  neither  more  nor  less  than  an  agreed  sum 
in  dolkrs,  namely,  $150,000. 

It  is  accordingly  recommended  that  the  decision  of  the  Board  of 
Contract  Adjustment  be  approved  and  affirmed. 

B.  0.  GOODALE, 

Speaal  Adviser  to  the  Secretary  of  War. 
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Adgdst  2,  1920. 
Case  No.  1929. 

In  re  CUm  OF  BELDBH-rOBTZB-QKAY  CO. 

ON  APPEAL  BEFORE  THE  SECBETART  OP  WAR. 
<Sea  ToL  H,  tline  deottloni,  p.  771.) 

After  careful  consideration  of  the  record  in  this  matter,  the  deci- 
sion of  the  Board  of  Contract  Adjustment  is  hereby  affirmed  in  ac- 
cordance with  the  accompanying  recommendation  of  the  special 
advisers. 

It  is  further  directed  that  the  entire  record  be  transmitted  to  the 
Auditor  for  the  War  Department  for  his  information  and  that  the 
claimant  be  advised  that  any  further  application  for  the  relief  here 
sought  should  be  addressed  to  the  Auditor  for  the  War  Department 
or  to  the  Comptroller  of  the  Treasury  of  the  United  States. 
Newton  D.  Baker, 

Secretary  of  War. 

MEMORANDUM. 

This  seems  to  be  a  case  of  great  hardship  to  the  claimant,  but  the 
sole  possible  relief  would  be  by  reformation  of  the  formal  contract. 
The  finding  of  the  Board  that  the  Secretary  has  no  jurisdiction  to 
grant  such  relief  when  such  contract  has  been  completed  and  paid  is 
in  accord  with  many  former  decisions. 
I  recommend  that  the  Board's  decision  be  affirmed. 

E.  Henrt  LaCohbe, 

Special  Adviser. 
Jdlt  28,  1920. 


I  concur  in  the  above  conclusion.  As  the  application  of  the 
claimant  has  been  dismissed  as  not  properly  coming  before  the 
Board  of  Contract  Adjustment,  and  without  passing  upon  the  merits 
of  the  claim,  I  recommend  that  the  record  be  transmitted  to  the 
Auditor  for  the  War  Department  for  his  information  and  that  the 
claimant  be  advised  that  any  further  application  for  the  relief  here 
sought  should  be  addressed  to  the  Auditor  for  the  War  Department 
or  to  the  Comptroller  of  the  Treasuryof  the  United  States. 

K.  0.  GkKffiALE, 

Special  Adviser  to  the  Secretary  of  'War. 
AcouBT  4, 1920. 


AuoDOT  17, 1920. 
Case  No.  2632. 

In  re  CLAIM  OF  K.  H.  LOHO  00. 

ON  AFFEAL  BEFORE  THE  SECRETARY  OF  WAH. 


Upon  careful  consideration  of  the  record  in  this  matter,  the  de< 
cision  of  the  Board  of  Contract  Adjustment  is  hereby  affirmed  in 
accordance  with  the  accompanying  recommendations  of  the  special 
advisers. 

Newton  D.  Baker, 
Secretary  of  War. 

Anouerr  9,  1920. 

MEUOBANDUH  FOR  THE   SECRETABT  OF   WAR. 

I  recommend  that  the  finding  of  the  Board  of  Contract  Adjust- 
ment be  affirmed. 

The  evidence  wholly  fails  to  establish  any  agreement,  either  ex- 
press or  implied,  as  required  by  the  Dent  Act. 

During  the  greater  portion  of  the  period  in  which  the  petitioner 
claims  the  implied  agreement  was  entered  into,  I  was  in  charge 
of  the  equipment  section,  Ordnance  Department,  of  which  the 
branch  purchasing  textiles  was  a  part. 

I  therefore  can  state  from  my  own  knowledge  that  Col.  Coriell's 
testimony  accurately  describes  the  situation  and  the  policy  pursued 
by  him  in  the  procurement  of  textiles.  Both  Coi.  Coriell  and  his 
assistant,  Major  Sichmond,  were  at  all  times  opposed  to  encouraging 
equipment  manufacturers  in  the  purchase  or  manufacture  of  textiles 
that  went  into  the  production  of  equipment. 

There  is  no  question  that  up  to  within  a  short  time  of  the  signing 
of  the  armistice  cotton  duck  and  webbing  in  nearly  all  sizes  were 
in  large  demand  and  that  their  manufacture  frequently  resulted  in 
large  profit  to  the  manufacturer.  I  hare  no  doubt  that  the  claimant, 
knowing  this,  proceeded  to  equip  himself  for  the  manufacture  of 
textiles  in  the  expectation  of  securing  a  profit  additional  to  that  which 
he  expected  to  secure  in  the  production  of  fabricated  equipment. 
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In  SO  equipping  himself  he  acted  on  his  ovn  initiative- and  at  his 
own  risk,  and  without  any  agreement  of  any  nature  on  the  part  of 
the  Government.         • 

Herbert  H.  Lehman, 
Special  adviser  to  the  Secretary  of  War. 


UEMOKANDUH. 

We  recommend  that  the  findings  of  the  Board  of  Contract  Adjust- 
ment be  affirmed. 

The  evidence  whoiiy  fails  to  establish  any  agreement,  express  or 
implied,  as  required  by  the  Dent  Act.  Indeed,  one  might  have  in- 
ferred that  this  would  be  the  result,  in  view  of  the  statement  by 
petitioner  (Feb.  25,  1920)  of  his  claim,  that  there  was  no  definite 
agreement  concerning  quantity  or  price  of  the  materials,  but  an  assur- 
ance that  webbing  in  large  quantities  was  needed  and  that  orders 
would  be  given  for  such  kinds  of  webbings  as  were  used  in  the  con- 
tracts for  textile  goods  "needed  for  the  Army.''^  Orders  were  given 
while  the  goods  were  needed  for  the  Army,  but  with  the  Armistice 
the  need  ceased  and  the  orders  ceased  with  it. 

E.  Henrt  Laoomde, 

B.   C.   QOODAI^E, 

Special  Advisers. 
July  20,  1920. 
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AuausT  28,  1920. 
Case  No.  2096. 
I»  re  CUUI  O;  UCH  TOOl  CO.  AVD  ATLAS  OBVCIBLB  8TBBL  CO. 

APFEAL  BEFORE  THE  SECRETART  OF  WAB. 

On  ICftrali  S4,  1920,  &  deoldon  wat  rendered  by  the  Board  of  Contract  Adjutment 
d«n7iiiK  claimant  relief.  On  appeal  to  Beeretary  of  War,  doelflon 
attnud.     (See  Tol.  IT,  theie  deoliiont,  p.  SOS.) 

Upon  consideration  of  the  record  in  this  matter  the  decision  of 
the  Board  of  Contract  Adjustment  is  hereby  affirmed  in  accordance 
with  the  accompanying  recommendations  of  the  Special  Advisers. 
Newton  D.  Baker, 

Secretary  of  War. 


HEHOBANnUM. 

It  is  difficult  to  see  on  what  theory  the  Board  could  have,  disposed 
of  this  case  differently. 

It  is  contended  in  the  brief  filed  on  appeal  that  the  agreement 
between  the  Rich  and  the  Atlas  Cos.  providing  for  cancellation  in 
the  event  of  termination  of  the  war  (except  as  to  what  was  then 
completed  or  in  process)  was  a  mere  "  gentlemen's  agreement,"  which 
for  some  reason  or  other  did  not  affect  this  contract.  Counsel  who 
appeared  for  the  Board,  however,  insisted  continuously  from  p.  16, 
S.  M.,  to  the  end  that  it  was  a  general  agreement  covering  all  con- 
tracts, including  this  one.  And  the  testimony  of  the  witness  Vin- 
nedge,  who  represented  the  Atlas  at  the  Rich  plant,  to  the  same  effect 
stands  wholly  uncontradicted  in  the  record. 

I  recommend  that  the  decision  of  the  Board  be  affirmed. 

E.  Henrt  Laooubk, 

Special  Adviser. 

August  26,  1920. 

August  16,  1920. 

memobanouh  for  the  secretart  of  war. 

I  have  carefully  gone  through  the  record  of  this  case  and  recom- 
mend that  the  Secretary  approve  the  decision  of  the  Board  of  Con- 
tract Adjustment  for  the  reasons  set  forth  therein. 

Herbert  H.  Lehuan, 
Special  Adviser  to  the  Secretary  of  War. 
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AnansT  30,  1920. 

The  order  here  ioTolTed,  signed  by  Bich  Tool  Co.  and  addressed 
to  AtUs  Crucible  Steel  Co.,  contains  an  express  provision  that  the 
Bich  Tool  Co,  "  will  supply  the  necessary  ore  to  make  the  steel 
covered  by  this  order."  Having  itself  undertaken  to  supply  the 
necessary  ore,  the  Tool  Co.  clearly  is  under  no  obligation  to  protect 
the  Steel  Co.  on  a  conunitment  which,  bo  far  as  the  record  shows,  the 
Steel  Co,  was  neither  required  nor  authorized  to  make. 

I  therefore  recommend  that  the  action  of  the  Board  in  denying 
claimant  relief  be  affirmed 

K.  C.  GOODALE, 

Special  Adviser. 
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ATJonerr  28, 1920. 
Case  No.  744. 

/It  re  CLAm  07  aOBEBT  8.  L&BBITEX  &  00. 
ON  APPEAL  BEFOR£  THE  BECRETART  OF  WAR. 

Tut  eUin  wa*  decided  by  Uie  Board  of  Contract  Adjaitment  adrerielr  to 
claimant  on  Horember  0,  1B19.     (Bee  ToL  n,  tbeae  dccldcni,  p,  S50.) 

Upon  careful  consideration  of  the  record  in  this  matter,  the  de- 
cision of  the  Board  of  Contract  Adjustment  is  hereby  affirmed  in 
accordance  with  the  accompanying  recommendation  of  the  Special 
Advisers. 

NBWTOJf  I>.  Bakbb, 

Secretary  of  War. 

AnousT  21,  1920. 

HEMOBANDDH  FOB  THE  8BCBXTABT  OF  WAB. 

For  the  reasons  stated  in  the  accompanying  decision  of  the  Board 
of  Contract  Adjustment,  we  recommend  that  the  Board's  denial  of 
this  claim  be  affirmed. 

B.  C.-Goodai;b, 
Stanton  J.  Peellb, 
Special  Adviterg  to  the  Secretary  of  War.  ■ 
74822— 21— vol.  8 47  72T 
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Habch  12, 1921. 
Case  No.  3030. 

In  re  CJAIK  OF  THE  L,  Z.  C0K8T0CK  CO. 
ON  APPEAL  BBFOBE  THE  SECRlTrART  OP  WAB. 

Ibl*  oUlm  wa*  dltpoied  of  by  the  Appul  SMUon,'  War  Department  Ctalai 
Board,  December  SI,  lOSO,  by  denyUK  relief  to  elalmaut.  Ox  appeal  t« 
the  Seoretary  ot  War,  deoldos  affirmed.  (See  ToL  VHIi  theae  dacUloni, 
p.  33S.} 

Upon  consideration  of  the  appeal  and  record  in  the  foregoing  case, 
the  action  of  the  Appeal  Section  denying  relief  is  afGrmed. 

John  W.  Weeks, 
Secretary  of  War. 

T2S 
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March  12, 1921. 
Case  ITo.  3034. 

In  re  CLAUC  OF  THE  COUCEEOIAI  BAME  OF  SIAHUH  AKBBIOA. 
ON  APPEAL  B£FOKE  THE  SECSBTART  OF  WAB. 

ITpon  kppMl  to  the  Becretaij  of  Wat,  tlie  dectdoB  of  the  Appeal  Beotlon,  Wu 
Department  CUimi  Board,  dated  Febmair  28,  1981,  wai  afltrmed.  (See 
Tol.  ym,  tlteie  deoiiioni,  p.  ess.) 

Upon  consideration  of  the  &ppeBl  and  record  in  the  above-entitled 

case,  I  am  convinced  that  I  ehoold  not  disturb  the  action  of  the 

Appeal  Section,  War  Department  Claims  Board,  in  denying  relief, 

leaying  claimant  to  such  redress,  if  any,  as  it  may  have  in  the  Courts. 

John  W.  Weeks, 

Secretary  of  War. 
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March  14, 1921. 
Case  No.  2777. 

In  re  OLUK  OF  THE  FOVlTDATIOir  CO. 
ON  APPEAL  BEFORE  THE  SECRIH-AKT  OF  WAR. 

Thli  Claim  wai  decided  by  the  Appeal  Seotton,  War  Department  Clalma  Board, 
July  23,  1930,  relief  being  dented.  Olalmast  reqaeited  a  reheariac, 
whlcb  wai  granted,  mad  oa  January  3,  IMl,  another  deoldon  waa  ren- 
dered afflrmliv  and  approrlng  tbe  prerlont  dealilon.  Claimant  tbea 
appealed  to  tbe  Beoretaiy  of  War,  who,  on  March  U,  1B91,  directed 
that  the  deciilon  at  the  An>aal  Section  be  vacated  and  actton  takea 
in  Bcoordanoe  with  memorandnm  of  the  vice  chairman.  War  Depart 
ment  Olalma  Board,  (See  yel.  Til,  p.  lOOi  TaL  YUI,  p.  417;  uid  y. 
7S8.) 

ITpoQ  considerstion  of  the  appeal  and  record  in  this  case,  I  am 
coQTinced  that  action  should  be  had  in  accordance  with  the  memo- 
randum of  the  vice  chairman,  War  Department  Claims  Board,  of 
March  12, 1921. 

By  authority  of  the  Secretary  of  War,  the  record  ia  returned  to  the 
Appeal  Section  with  instructions  to  vacate  the  decision  of  January  3, 
1^1,  and  for  action  in  accordance  with  the  memorandum  of  the  vice 
chairman  above  referred  to. 

W.  R.   WlIilAMS,- 

A8$t  Secretary  of  War. 

HEHOSANDTTM  FOB  THE  BECRBTAST  OF  WAS. 

This  is  a  claim  unde  C.  O.  103  for  $24,147.34.  Relief  was  granted 
by  the  Board  of  Contract  Adjustment  May  3,  1920.  On  request  of 
the  Claims  Board,  Chemical  Warfare  Service,  the  caae  was  reconsid- 
ered and  decision  denying  relief  rendered  by  the  Appeal  Section, 
dated  July  1,  1920.  Claimant  thereupon  requested  and  was  granted 
rehearing  and  further  evidence  was  taken,  and  a  decision  adverse  to 
claimant  was  rendered  by  the  Appeal  Section  January  3, 1921,  speak- 
ing through  Maj.  Hill,  Member,  who  in  September  recommended  that 
a  rehearing  be  granted. 

The  case  arises  on  a  formal  contract  with  the  Foundation  Co.  for 
the  construction  of  a  plant  at  Edgewood  Arsenal,  in  which  contnct 
it  vras  provided  that  a  commissary  for  the  benefit  of  the  woilmai  be 
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maintained,  and  all  revenue  from  the  operations  of  the  commissary 
be  aoconnted  for  by  the  contractor  and  be  applied  to  reduction  in  the 
cost  of  the  work. 

During  the  progresB  of  the  work,  and  to  effect  the  accounting  for 
the  expenses  and  receipts  of  the  commissary,  a  system  of  tickets  was 
introduced.  Claimant  until  recently  insisted  that  it  was  bound  only 
to  account  for  the  number  of  meals  served.  The  position  of  the  Gov- 
ernment has  been  virtually  that  the  company  was  bound  to  account 
for  all  tickets  which  had  been  printed.  To  me  both  contentions  are 
without  real  foundation.  The  Government  is  primarily  only  con- 
cerned with  the  coet  and  the  revenues  for  the  maintenance  of  the  com- 
missary. There  is  nothing  sacred  about  the  tickets,  as  they  were  only 
a  means  to  the  end — namely,  a  proper  accounting.  This  apparently 
is  the  present  position  of  claimant  company,  and  it  is  unfortunate 
that  this  attitude  was  not  sooner  adopted,  as  long  proceedings  might 
have  been  avoided. 

Since  the  hearing  of  July  and  upon  the  failure  of  the  Government 
to  audit  the  books  of  the  contractor  they  have  been  audited  at  the 
request  and  expense  of  claimant  by  a  reputable,  independent  firm, 
and  all  the  revenues  have  now  been  set  forth.  In  so  far  as  the  books 
and  records  stiow,  the  total  revenue  obtained  from  the  sales  and  meal 
tickets  amounts  to  $175,297.39.  Anyone  conversant  with  such  enter- 
prises, either  in  or  without  the  Army,  knows  that  there  are  certain 
indeterminate  losses  and  certain  indeterminate  gains.  It  is  impos- 
sible without  the  expenditure  of  a  sum  not  justified  by  the  facts  to 
prevent  dishonest  obtaining  or  use  of  tickets.  This  is  a  loss  in  main- 
tenance that  is  bound  to  occur,  and  one  which  the  company  can  not 
be  held  to  be  an  insurer  against.  On  the  other  hand,  where  tickets 
are  used  and  where  there  is  a  large  turnover  of  labor,  snch  as  ex- 
isted during  the  construction  of  this  plant,  many  tickets  which  liave 
been  paid  for  were  carried  oflf  by  those  to  whom  they  had  been  sold 
and  never  presented.  Such  carrying  away  and  destruction  of  tickets 
is  a  profit,  and  should,  unless  the  conditions  are  unusual,  have  ex- 
ceeded the  losses  above  indicated.  The  fact  that  these  two  elements 
of  the  case  can  not  be  determined  with  mathematical  exactness  does 
not  mean  that  the  Government  is  justified  in  retention  of  the  maxi- 
mum amount  of  money  that  ingenuity  can  suggest.  This  should  be 
determined  as  accurately  as  possible  between  the  Government  and 
claimant,  and  the  indeterminate  amounts  be  mutually  arrived  at  by 
the  exercise  of  some  discretion  and  good  faith. 

There  are  a  few  other  items  for  which  the  contractor  can  be  justly 
charged.  He  claims  to  have  supplied  tickets  free  to  soldiers,  under 
the  impression  that  he  would  be  reimbursed,  to  the  amount  of 
$5,321.53.  Credit  sales  of  tickets  not  collected  amounted  to  about 
$3,000,  while  there  was  an  embezzlement  of  an  employee  of  the  con- 
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tractor,  for  which  he  is  justly  responsible,  to  the  sum  of  $3,000, 
Adding  these  amounts  together  with  the  sum  of  $1,500,  profit  uid 
loss  from  the  use  of  the  tickets,  which  sum  was  suggested  by  me  and 
accepted  by  claimant's  attorney  (without  prejudice),  I  believe  that 
the  proper  settlement  in  this  case  should  be  based  on  the  figure  of 
$188,118.92  as  the  total  revenue  to  be  charged,  as  received  by  claim- 
ant from  the  operation  of  the  commissary. 

The  Government  has  charged  the  claimant  as  revenue  received 
$208,276.67,  which  leaves  a  net  balance  of  $20456.76. 

It  is  therefore  recommended  that  the  decision  of  the  Appeal  Sec- 
tion of  January  3,  1921,  be  vacated  and  findings  be  entered  in  ac- 
cordance with  this  memorandum. 
Respectfully, 

J.  A.  'HmA^ 
Vice  Chairman,  War  Department  Claims  Board. 
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Mabch  19,  1921. 
Caae  No.  2777. 

In  re  CLAIM  01  THX  POVintATIOS  CO. 

<8e«  ToL  TH,  p.  lOOj  Tol.  Tm,  p.  41T;  unt  p.  730.) 

Maj.  Hill  writing  the  opinion  of  the  Board. 

ON  HEOONBIDEHATION. 

1.  This  is  a  claim  under  G.  O.  103  for  $24,147.34,  from  a  decision 
of  the  Appeal  Section  dated  January  3,  1921,  reported  in  Decisions, 
Vol.  VIII,  p.  417,  denying  relief;  claimant  appealed  to  the  Secretary 
of  War. 

2.  This  case  was  returned  to  this  Section  with  the  following  order 
of  the  Secretary  of  War,  dated  March  14,  1921 : 

"  Upon  consideration  of  the  appeal  and  record  in  this  case,  I  am 
convinced  that  action  should  be  had  in  accordance  with  the  memo- 
randum of  the  Vice  Chairman,  War  Department  Claims  Board,  "of 
March  12th,  1921. 

"  By  authority  of  the  Secretary  of  War,  the  record  is  returned  to 
the  Appeal  Section  with  instructions  to  vacate  the  decision  of  Jan- 
uary 3d,  1921,  and  for  action  in  accordance  with  the  memorandum  of 
the  Vice- Chairman,  above  referred  to. 

"  W.  R.  Williams, 
"Asst.  Secretin/  of  War" 

3.  The  memorandum  of  the  vice  chairman.  War  Department 
Claims  Board,  dated  March  12,  1921,  is  as  follows: 

"This  ia  a  claim  under  G.  O.  103  for  $24,147.34.  Relief  was 
granted  by  the  Board  of  Contract  Adjustment  May  3d,  1920.  On 
request  of  the  Claims  Boai-d,  Chemical  Warfare  Service,  the  case 
was  reconsidered  and  decision  denying  relief  rendered  by  the  Appeal 
Section  dated  July  1st,  1920.  Claimant  thereufwn  requested  and  was 
granted  rehearing  and  further  evidence  was  taken,  and  a  decision 
adverse  to  claimant  was  rendered  by  the  Appeal  Section,  January 
3d,  1921,  speaking  through  Major  Hill,  Member,  who  in  September 
recommended  that  a  hearing  be  granted. 

"  The  case  arises  on  a  formal  contract  with  The  Foundation  Com- 
pany for  the  construction  of  a  plant  at  Edgewood  Arsenal,  in  which 
contract  it  was  provided  that  a  commissary  for  the  benefit  of  the 
workmen  be  maintained,  and  all  revenue  from  the  operations  of  the 
commissary  be  accounted  for  by  the  contractor  and  be  applied  to 
reduction  in  the  cost  of  the  work. 
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"  During  the  progress  of  the  work,  and  to  effect  the  accountjsg 
for  the  expenses  and  receipts  of  the  commissary,  a  system  of  tidcets 
was  introduced.  Chiimant,  until  recently,  insisted  that  it  was  bound 
only  to  account  for  the  number  of  meals  served.  The  position  of  the 
Government  has  been  virtually  that  the  company  wr£  bound  to  ac- 
count for  all  tickets  which  had  been  printed.  To  me  both  conten- 
tions are  without  real  foundation.  The  Government  is  primarily 
only  concerned  with  the  cost  and  the  revenues  for  the  maintfinance  of 
the  ctnnmissary.  There  is  nothing  sacred  about  the  tickets  as  they 
were  only  a  means  to  the  end^  namdr,  a  proper  accounting.  This 
apparently  is  the  present  position  of  claimant  company,  and  it  is  un- 
fortunate that  this  attitude  was  not  sooner  adopted,  as  long  proceed- 
ings might  have  been  avoided. 

"  Since  the  hearing  of  July  and  upon  the  failure  of  the  Govemmeot 
to  audit  the  books  of  the  contractor,  they  have  been  audited  at  the 
request  and  expense  of  claimant,  by  a  reputable,  independent  firm, 
and  all  the  revenues  have  now  been  set  forth.  Insofar  as  the  books 
and  records  show,  the  total  revenue  obtained  from  the  sales  and  meal 
tickets  amounts  to  $175,297.39.  Anyone  conversant  with  such  enter- 
prises, either  in  or  without  the  Army,  knows  that  there  are  certain 
indeterminate  losses  and  certain  indeterminate  gains.  It  is  imposable 
without  the  expenditure  of  a  sum  not  justiiied  by  the  facts  to  prevent 
dishonest  obtaining  or  use  of  tickets.  This  is  a  loss  in  maintenance 
that  is  bound  to  occur,  and  one  which  the  company  cannot  be  held 
to,  be  an  insurer  against.  On  the  other  hand,  wnere  tickets  are  used 
and  where  there  is  a  large  turnover  of  labor  such  as  existed  during 
the  construction  of  this  plant,  many  tickets  which  have  been  paid  for 
were  carried  off  by  those  to  whom  they  had  been  sold  and  never  pre- 
sented. Such  carrying  away  and  destruction  of  tickets  is  a  profit 
and  should,  unless  the  conditions  are  unusual,  have  exceeded  the  losses 
above  indicated.  The  fact  that  these  two  elements  of  the  case  cannot 
be  determined  with  mathematical  exactness  does  not  mean  that  the 
Government  is  justified  in  retention  of  the  maximum  amount  of 
money  that  ingenuity  can  suggest.  This  should  be  determined  as 
accurately  as  possible  between  the  Government  and  claimantj  and 
the  indeterminate  amounts  be  mutually  arrived  at  by  the  exercise  of 
some  discretion  and  good  faith. 

"  There  are  a  few  other  items  for  which  the  contractor  can  be 
justly  charged.  He  claims  to  have  supplied  tickets  free  to  soldiers 
under  the  impression  that  he  would  be  reimbursed,  to  the  amonnt  of 
$5,321.53.  Credit  sales  of  tickets  not  collected  amounted  to  about 
$3,000.00 ;  while  there  was  an  embezzlement  of  an  employee  of  the 
contractor  for  which  he  is  justly  responsible,  to  the  sum  of  $3,000.00. 
Adding  these  amounts  together  with  the  sum  of  $1,500.00,  profit  and 
loss  from  the  use  of  the  tickets,  which  sum  was  suggested  by  me,  and 
accepted  by  claimant's  attorney  (without  prejudice)  I  believe  that 
the  proper  settlement  in  this  case  should  be  based  on  the  figure  of 
$188,118.92,  as  the  total  revenue  to  be  charged,  as  received  by  claim- 
ant from  the  operation  of  the  commissary. 

"The  Government  has  charged  the  claimant  as  revenue  received, 
$208,276.67  which  leaves  a  net  balance  of  $20,156.75. 
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"  It  is,  therefore,  recommended  that  the  decision  of  the  Appeal  Sec* 
tion  of  January  3d,  1921,  be  vacated,  and  findings  be  entered  in 
accordance  with  this  memorandum. 
"  Respectfully, 

"  J,  A.  Huu^ 
"  Y ice-Chairman,  War  Dept.  Claims  Board." 

4.  By  direction  of  the  Secretary  of  War,  the  decision  of  this  Sec- 
tion dated  January  3,  1921,  denying  relief  is  hereby  vacated  and  set 
aside. 

9.  In  accordance  with  the  recommendation  of  the  vice  chairman. 
War  Department  Claims  Board,  as  approved  by  the  Secretary  of 
War,  this  Section  finds  that  claimant  should  be  charged  with  the 
sum  of  $188,118.92  as  the  total  revenue  to  be  charged  as  received  by 
claimant  from  the  operation  of  the  oommifisary.  As  claimant  was 
charged  with  the  sum  of  ^08,275.67  as  sach  revenue  received,  the 
net  balance  of  $20,166.75  is  due  and  should  be  paid  to  claimant. 

DISPOSITION. 

The  Appeal  Section  transmits  its  decision  to  the  Chemical  War- 
fare Section  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section ;  CoL  Morrow  concurring  for  the  War  Department  Clums 
Board. 
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March  15,  1921. 
Case  No.  S780. 
In  re  CLAIM  OP  THE  FBSGIUOS  OTTICAL  CO. 

ON  APPEAL  BEFORE  THE  SECRETARY  OF  WAB. 

L  OLAIX  AJTS  DEGIUOH. — Tbii  oUlm  wai  deeided  kdvenely  to  eUlmant  trr 
the  Appeal  Seotloii,  War  Department  Clalnu  Board,  October  18,  UM. 
Ob.  appeal  to  the  Seoretarj  of  War,  deelilon  affirmed.  Zor  itateneKt  itf 
fact*  and  deoliion,  tee  ToL  VH,  p,  8S1.) 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
claim,  the  decision  of  the  Appeal  Section  ia  affirmed. 

John  W.  Wbbks, 
Secretary  of_  W<a: 
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filABCH  22,  1^1. 

Case  No.  30S1. 

in  re  CLAIM.  OT  TBS  W.  E.  LVTZ  CO.  (OTO.). 

ON  AVFVUtL  BEFOU  TUB  SECBETAKT  OF  WAB. 

XIili  elaln  wai  decided  ftdTcncljr  to  clfttmmnt  by  tbe  Appeal  SeotloB,  War  Dc- 
partment  Claims  Board,  oa  Deooiber  IB,  19S0.  Oa  appeal  to  the  Sea-, 
retanr  of  War,  dediloa  aanaed.     (Sec  Vol.  Tin,  p.  SIA.) 

Upon  consideratioD  of  the  appeal  and  record  in  the  foregoing  caab, 
the  action  of  the  Appeal  Section,  War  Department  Claima  Board,  is 
affirmed, 

JouH  W.  Weeks, 
Secretary  of  War. 
73T 
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Mabch  22, 1921. 
Case  Ho.  3918. 

In  re  OLAZK  OV  IHl  AXSBICAH  OAH  CO. 

ON  APPHAL  BEFORE  THE  SECBETABT  OF  WAS. 

Tlili  elalm  wu  decided  adverwly  t«  elftlmant  by  tlie  Appeal  Seetlon,  W«t  De- 
partnent  CUlmt  Board,  Vebmaiy  4,  IMl.  On  appeal  to  the  BcBreUiy 
of  War,  deeiiion  afflrmed.    (Bee  Tol.  VHI,  p.  567.) 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
case,  the  action  of  the  Appeal  Section  drying  relief  is  affirmed. 
John  W.  Webkb, 
Secretary  of  War. 

ns 
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Maboh  2S,  1921. 
Case  Vo.  3015. 

In  re  OLAZK  OF  I.  E.  LTOHB. 
OM  APFEUi  BCIORB  THE  SECBETABT  OF  WAB, 

this  olaim  wmi  decided  by  tha  Appeal  Beetion,  War  Vepartment  CUlmi  Board, 
Janiivy  S9,  IMl,  relief  beUs  denied.  Olalmant  appealed  to  Beoretary  of 
War,  who,  ok  Kaioh  S8,  IMl,  afllmied  Uie  deeialon  of  tlila  Board.  (See 
VOL  no,  p.  MO.) 

Upon  coDfiideration  of  the  appeal  and  record  in  the  foregoing  case, 
the  deciaion  of  the  Appeal  Section,  War  Department  Claims  Board, 
is  hereby  affirmed. 

JOHH  W.  WSBKS, 
Secretary  of  War. 
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Case  No.  3045. 

/n  re  CLAIK  OF  THE  QOSDAIU)  lOOI  CO. 

OH  APPEAL  BSFOBE  THE  BECBBTABT  Or  WAB. 

Th«  Appeal  Beetlon,  War  DepBrtment  Claimi  Board,  on  February  3,  IMt,  lea- 
dered  deoldon  rrantliiK  claimant  partial  relief.  On  appeal  to  the  Bc«- 
retaiy  of  War,  afflrmed.     (See  Tol.  Vm,  tlieic  de^iloni,  p.  SU.) 

Upon  consideration  of  the  appeal  and  record  in  the  aboye-entitled 
claim,  the  action  of  the  Appeal  Section,  War  Department  Claims 
Board,  is  afiirmed  relative  to  relief  for  increased  facilities.  In  regard 
to  the  question  of  3,058.4  hours,  it  is  directed  that  the  Air  Service 
Section,  War  Department  Claims  Board,  in  carrying  out  the  instruc- 
tions of  the  Appeal  Section,  grant  a  full  opportunity  to  claimant  to 
present  such  evidence  as  he  may  desire,  showing  the  hours  that  are 
classed  as  indirect  to  have  been,  in  fact,  direct  labor — that  is,  if  the 
employee,  although  ordinarily  on  indirect  labor,  was  taken  away 
from  indirect  labor  and  put  on  direct  labor  in  connection  with  the 
job  in  question,  and  was  competent  to  do  the  work  to  which  as- 
signed— payment  may  be  made.  Such  labor,  however,  must  be  in 
fact  actually  direct  and  applicable  to  the  contract  to  be  properly 
charged  against  the  United  States. 

In  those  cases  where  the  claimant  can  not  show  affirmatively  the 
correctness  of  the  charge,  the  decision  of  the  Appeal  Section  denying 
relief  will  stand. 

John  W.  Weeks, 
Secretary  of  War. 
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ApRn.  5,  1921. 
Case  No.  1970. 


ON  APPEAL  BEFORE  THE  8ECBETABT  OF  WAS. 

On  F«bTnai7  21,  1921,  a  deolil'on  wa«  rendered  by  the  Appekl  BeetlaA,  War  De- 
partment Clalmi  Board,  irrantinff  elalmant  partial  relief.  Upou  appeal 
to  Seoretary  of  War,  tbe  deelUon  was  afflrmed.  Tor  itateMent  of  facta 
in  tU*  <M*e,  He  Volune  IT,  p^ge  dU;  Tolnme  TXI,  pa^  105,  T«l. 
^nn,  pare*  388  and  (f88. 

Upon  consideration  of  the  record  in  this  case,  the  decision  of  the 
Appeal  Section  is  affirmed. 

In  view  of  the  dilatory  action  on  the  part  of  the  claimants,  I  fur- 
ther direct  that  unless  the  decision  of  the  Appeal  Section  is  ac- 
cepted on  or  before  April  15  that  a  6nal  order  denying  all  relief  so 
far  as  the  War  Department  is  concerned  be  entered  in  this  case. 
John  W.  Weeks, 
Secretary  of  War, 

FINAL  OBDEB  DENTINO  BELIEF. 

The  claim  of  Jacob  Goldman,  receiver  for  the  Gas  Oil  Chemical 
Co.,  Case  No.  150-C-1970,  having  been  decided  by  the  Appeal  Sec- 
tion on  February  21,  1921,  allowing  certain  items  and  denying  other 
items  of  the  claim,  from  which  decision  claimant  appealed  to  the 
Secretary  of  War ;  and  on  April  5, 1921,  an  order  was  issued  by  said 
Secretary  of  War  affirming  the  decision  of  the  Appeal  Section,  and 
directing  that  unless  said  decision  be  accepted  on  or  before  April  15, 
1921,  a  final  order  denying  all  relief  so  far  as  the  War  Department  is 
(wncerned,  be  issued  in  the  case;  on  April  15, 1921,  the  Assistant  Sec- 
retary of  War  granted  claimant  an  extension  of  time  until  April  21, 
1921,  to  accept  said  decision ;  claimant  having  failed  to  comply  with 
said  direction,  therefore,  in  accordance  with  the  order  of  the  Sec- 
retary of  War,  dated  April  5, 1921,  this  final  order  is  entered  denying 
all  relief  from  the  War  Department. 

Geo.  L.  McKbbbt, 
Lieut.  Col.,  J.  A.,  Chairmasi. 
E.  E.  Fdsbell, 
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Apbil  6,  1921. 
Case  No.  3063. 


In  re  CLAIK  OF  EAKET  T.  HAHS. 


The  Appeal  Section,  War  Department  Olaimi  Board,  on  February  SS,  1931,  Ten- 
dered dediion  granting'  elalmaat  partial  reliel.  On  appeal  to  the  Beere- 
tarj  ot  War,  attrmed,    (Bee  ToL  Tin,  theie  d«olilon>,  p.  648.) 

ON  APPEAL  BBPOBE  THB  SBdRBTART  OF  WAB. 

UpoD  consideration  of  the  record  in  the  above-entiUed  case,  the 
decision  of  the  Appeal  Section,  War  Department  Claims  Board,  is 
affirmed. 

JoKK  W.  Weeks, 
Seeretary  of  War. 
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Afkil  13, 1921. 
Case  Ko.  3064. 
In  re  CLAIX  OF  TEZ  A)EEKIC4H  PXOFEIXEK  A  MAmTFACTtranie  CO. 

1.  C0KTBACT8. — A  Kttlement  ^rreement  entered  into  aiilMeqnciit  to  irorenber 

11,  1818,  KBd  not  oomplylig'  with  the  formaUtlei  required  by  leotloit 
87U,  E.  B.,  Ii  set  ■  binding  obllpitloiL  npon  the  United  Btatei. 

2.  VACUITIES. — TTnleH  eipeolally  provided  in  the  eontraot,  oi   the   neoeulty 

thereof  contemplated  at  the  time  the  oontraet  wai  made  and  their 
eoit  Inelnded  In  the  oontraetor'i  eitlmate  of  co*t,  there  can  be  no  reoor- 
erjr  for  the  eoet  of  •peelal  or  Inereaied  faoUltle*. 
I.  CLAZV  AKS  SECnaOK.— CUlm  for  H>9,BSSJB  nndor  the  act  of  Itaioh  », 
1819,  and  Q.  0.  lOS.  Informal  agreement  found  for  the  mAnvfaetnre  of 
750  combat  block*;  Informal  agreemeBt  for  certain  faolUtiet  denied, 
and  under  flre  formal  contracti  certain  itemi  allowed  in  Kttlement  and 
otherf  denied. 

Maj.  Hill  writing  the  opinion  of  the  Board. 

This  clitim  is  before  this  Section  on  appeal  from  a  decision  of  the 
Air  Service  Section  making  an  award  in  the  sum  of  $181,467.06.  The 
claim  as  originally  filed  was  for  $439,529.38.  Claimant  filed  an 
amended  claim  before  the  Air  Service  Claims  Board  for  the  sum  of 
$498,866.43,  The  claim  is  based  upon  five  formal  contracts  with  the 
Air  Service  for  the  manufacture  of  airplane  propellers,  upon  an 
alleged  informal  agreement  with  Lieut.  E.  L.  Kyerson,  of  the  Air 
Service,  for  1,000  propellers,  and  upon  an  alleged  informal  agree- 
ment with  Lieut.  E.  L.  Kyerson,  Air  Service,  for  the  building  of  a 
second  and  third  story  upon  claimant's  new  propeller  factory  on  the 
Key  Highway,  Baltimore,  Md.  Claimant  bases  its  claim  for  the 
specific  amount  asked  in  the  amended  claim  upon  an  informal  "set- 
tlement agreement "  entered  into  between  Mr.  W.  C,  Potter,  acting 
director  of  Aircraft  Production,  and  Lieut.  Col.  A.  C.  Downey,  Air 
Service,  and  claimant,  in  November,  1918,  subsequent  to  November  11. 

FINDINOS  or  FACT. 

1.  Under  date  of  September  25,  1917,  the  Signal  Corps  entered 
into  formal  contract  No.  1750  with  claimant,  approved  October  1, 
1917,  for  the  material  described  in  order  No,  20005.  This  order, 
dated  September  21,  1917,  was  for  1,000  propellers  of  oak  with 
copper  tips,  including  box  for  Curtiss  OX-5  engines,  at  $87.65  each, 
$87,650,  delivery  20  per  day  commencing  September- 10,  1917, 
74822— 21— votS 48  743 
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2.  Under  date  of  October  6,  1917,  the  Signal  Corps  entered  into 
formal  contract  No,  1846  with  claimant,  approved  October  16, 1917, 
for  the  material  described  in  order  N'o.  20054.  This  order,  dated 
October  4, 1917,  covered  item  1,  1,000  propellers,  oak,  copper  tipped, 
including  box  for  Curtiss  OX-5  engine,  at  $87.65  each,  $87,650 ;  item 
2,  1,000  propellers,  oak,  copper  tipped,  including  box  for  Hall-ScoU 
No.  A-7-A  engine,  at  $87.65  each,  $87,650,  a  total  of  $175,300,  de- 
livery on  each  item  to  be  at  the  rate  of  125  per  month,  beginning 
November  1,  1917. 

3.  Under  date  of  March  25,  1918,  the  Signal  Corps  entered  into 
formal  contract  No.  3347  with  claimant,  approved  April  9,  1918, 
for  the  materia]  described  in  order  No.  208S9.  This  order,  dated 
March  22,  1918,  was  for  100  propellers,  copper  tipped,  for  Curtiss 
V-2,  type  3  on  R-4  airplanes,  including  box,  at  $127  each,  $12,700, 
delivery  to  begin  April  1,  1918,  and  the  entire  order  to  be  completed 
May  1,  1918. 

4.  Under  date  of  March  25,  1918,  the  Signal  Corps  entered  into 
formal  contract  No,  3349  with  claimant,  approved  April  9,  1918, 
for  the  material  described  in  order  No.  20860.  This  order,  dated 
Slarch  23,  1918,  was  for  500  propellers  of  oak,  tipped  with  copper, 
including  box  for  Curtiss  OX-5  engines,  at  $76  each,  $38,000. 

5.  Under  date  of  May  16,  1918,  the  Signal  Corps  entered  into 
formal  contract  No.  3870  with  claimant,  approved  May  28,  1918,  for 
material  described  in  order  No.  D.  O.  21128.  This  order,  dated  May 
14,  1918,  was  for  3,000  propellers  for  U.  S.  12  engines  to  be  made  of 
walnut  in  the  "  Charavay  "  design  at  $100  each,  $300,000,  delivery 
to  begin  June  15,  and  to  continue  at  the  rate  of  40  per  day,  and 
completed  by  September  15,  1918. 

6.  These  formal  contracts  were  all  on  what  was  known  as  the 
Signal  Corps  short  form  No.  13,  and  contained  no  clauses  as  to 
facilities  or  as  to  cancellation. 

7.  Claimant's  president,  Mr.  Spencer  Heath,  testified  that  in  the 
latter  part  of  February,  1918,  he  was  verbally  instructed  by  Lieut. 
E.  L.  Ryerson,  Air  Service,  in  charge  of  production  and  procurement 
of  propellers  for  the  Signal  Corps,  to  proceed  with  the  manufacture 
of  750  combat  propellers,  to  be  made  of  quartered  oak  in  accordance 
with  a  design  of  Mr.  Heath's,  and  that  a  few  days  later  Lieut 
Byerson,  by  telephone,  increased  this  order  ^to  1,000  propellers. 
Lieut.  Byerson  testified  that  some  time  early  in  March,  1918,  he 
verbally  instructed  claimant  to  proceed  with  the  manufacture  of  750 
combat  blocks  of  claimant's  Dynopter  type  design  and  that  when  an 
acceptable  design  should  be  reached  instructions  would  be  given  tn 
proceed  with  the  making  of  these  blocks  into  finished  propellers. 
Under  date  of  March  13,  1918,  Lieut.  Byerson  telegraphed  elaimant 
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to  "discontinue  manufacturing  combat  blocks."  On  March  14,  1918, 
Lieut.  Kyerson  wrote  claimant,  in  part  as  follows: 

,  "  Confirming  our  understanding  with  you  that  jou  were  to  pro- 
ceed with  the  gluing  up  of  blocks  for  use  on  Combat  propellers 
•  •  '.  It  was  understood  that  mahogony  or  oak  woiild  be 
used,  mahogony  being  given  the  preference,  and  used  as  far  as  pos- 
sible with  the  stocks  available.  *  *  *  The  arrangement  was 
made  with  the  understanding  that  you  were  to  produce  750  pro- 
pellers in  March  provided  final  information  with  regard  to  pitch 
and  design  could  be  obtained  in  sufficient  time  to  permit  the  finishing 
of  these  blocks  within  the  time  specified." 

8.  At  the  time  claimant  received  the  telegram  of  March  13,  it  had 
in  process,  up  to  the  stage  of  being  glued  as  such,  184  blocks.  Claim- 
ant did  no  more  work  upon  these  blocks  and  makes  no  claim  thereon 
beyond  the  184  blocks.  A  formal  contract  No,  4578,  dated  August 
29, 1918,  signed  on  behalf  of  the  Air  Service,  for  the  material  covered 
by  order  No.  720376,  was  forwarded  to  claimant.  This  order,  dated 
August  26,  1918,  was  for  184  propellers  for  D.  H.  4  planes  with 
U.  S.  12  engines,  of  white  oab  or  mahogony,  boxed,  at  $150  each, 
$27,600.  Claimant  declined  to  sign  this  contract,  stating  that  the 
contract  required  the  observance  of  certain  processes  of  manufacture 
which  had  never  formed  any  part  of  the  agreement  under  which 
the  work  had  been  carried  on  and  which  had  not  been  followed  in 
the  manufacture  to  the  then  state  of  completion. 

9.  On  or  about  May  16, 1918,  claimant  was  instructed  to  delay  pro- 
duction under  the  four  formal  contracts  for  training  propellers 
Kos.  1750,  1846,  3347,  and  3349,  and  to  extend  the  deliveries  for  ap- 
proximately four  months.  In  July,  1918,  difHculties  had  arisen  over 
the  proper  conditioning  of  material  in  process,  and  on  August  2, 
1918,  claimant  was  instructed  to  stop  all  gluing  operations  on  contract 
No.  3870  (order  No,  21128).  At  this  time  diiferences  arose  between 
claimant  and  the  Inspection  Department  as  to  the  furnishing  by 
claimant  of  proper  equipment  for  use  by  the  Government  inspectors. 
Under  date  of  August  26,  1918,  claimant  was  instructed  by  telegram 
from  the  Production  Department  to  hold  all  production  on  order  No. 
21128.  No  substantial  amount  of  work  was  done  by  claimant  on  any 
of  its  contracts  after  this  date.  The  five  formal  contracts  called  for 
6,600  propellers,  at  an  aggregate  price  of  $619,650,  A  total  num- 
ber of  2,493  propellers  had  then  been  shipped,  on  which  claimant  had 
received  payment  in  the  sum  of  $201,731.20.  Shipments  under  the 
different  contracts  had  been  as  follows : 

Under  No.  1760—901  of  the  1,000  contracted  for ; 
Under  No.  1846—906  of  the  2,000  contracted  for; 
Under  No.  3347—90  of  the  100  contracted  for; 
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Under  No.  3349—379  of  the  500  contracted  for ; 

Under  No.  3870—217  of  the  8,000  contracted  for; 
of  which  102  applying  on  contract  No.  3870  were  later  rejected  by 
the  Government, 

10.  In  October,  1918,  conferences  were  had  between  claimant  and 
Lieut.  Col.  Downey,  contracting  officer  in  the  Air  Service,  with  a 
view  of  arriving  at  a  settlement  of  the  existing  difficulties  relative  to 
contract  No.  3870  (order  No.  D.  O.  21128).  At  a  conference  Novem- 
ber 13,  1918,  between  Mr.  Heath  and  his  counsel,  Mr.  W.  C.  Potter 
and  Lieut.  Col.  Downey,  a  proposition  was  made  by  Mr.  Potter  to 
Mr,  Heath  looking  to  a  settlement  of  the  five  formal  contracts.  On 
November  14,  claimant  wrote  Mr.  Potter  as  follows : 

"  Referring  to  the  conference  at  your  office  yesterday  in  regard  to 
this  company's  uncompleted  contracts  we  wish  to  confirm  our  under- 
standing of  the  verbal  proposition  made  to  us  and  our  attorneys  by 
you  after  separate  conference  with  Lt,  Col.  Downey.  We  understand 
your  proposition  to  be  as  follows : 

"The  item  of  $10,200  on  order  #21128  for  Charavay  Propellers 
last  shipped  is  to  be  deferred  pending  advice  to  you  from  your  En- 
gineering Department  as  to  whether  these  propellers  embody  any  de- 
partures of  design  wJiich  would  render  them  less  serviceable  for  use 
than  propellers  as  to  which  no  departures  from  the  design  is  alleged. 

"As  to  all  completed  and  uncompleted  work  on  orders  other  than 
the  item  on  No.  21128  above  referred  to  we  understand  that  it  is 
your  proposition  that  we  should  be  paid  for  all  work  as  it  now  stands 
on  a  basis  of  cost  of  materials  all  direct  and  indirect  labor  costs  all 
overhead  charges  direct  and  indirect  covering  the  entire  period  since 
the  beginning  of  the  work  on  the  material  and  10%  profit  on  the 
costs  so  obtained  iii  connection  with  the  work  which  was  supplied 
by  the  Government  and  not  paid  for  by  us." 

Lieut.  Col.  Downey's  reply  to  this  letter  on  November  19th  is  as 
follows : 

"  1.  This  will  acknowledge  receipt  of  your  communication  of  the 
14th  instant  in  which  you  confirm  your  understanding  of  verbal 
proposition  made  to  you  by  Mr.  Potter  and  the  undersigned  at  our 
recent  conference. 

"  2.  Tour  letter  is  in  exact  accord  with  the  arrangements  made  at 
said  conference  and  is  confirmed  subject  to  the  one  qualification  that 
the  overhead  shall  be  the  proportionate  part  of  the  overhead  properly 
chargeable  to  the  work  being  done  with  the  Bureau  of  Aircraft  Pro- 
duction. 

"  By  direction  of  the  Director  of  Aircraft  Production." 
Claimant  then  wrote  a  letter  dated  November  22,  1918 : 
"  Replying  to  your  letter  of  the  19th  we  beg  to  advise  that  we  have 
decided  to  accept  the  verbal  proposition  of  Mr.  Potter,  a£  confirmed 
by  us  in  our  letter  of  the  14th  inst.,  and  your  acknowledgement  as 
above." 
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Claimant  also  wrote  letter  dated  November  25,  1918,  to  Lieut.  Col. 
Downey,  as  follows: 

"  Referring  to  our  letter  of  November  22nd,  accepting  Mr.  Pottei's 
proposition  ftir  payment  for  work  done  on  our  various  contracts,  we 
wisn  to  confirm  our  understanding  that  the  provisions  in  the  third 
paragraph  in  our  letter  of  November  14th  are  intended  to  npply  to 
all  completed  and  uncompleted  work  except  the  item  of  $10,200.00 
mentioned  in  the  second  paragraph  in  our  letter  of  November  14th. 

"  In  the  second  line  of  the  third  paragraph  of  our  letter  of  the 
14th,  after  the  word  "  than  "  the  words  "  the  Hem  on  "  were  omitted 
by  us  inadvertently." 

The  letter  was  presented  in  person  fay  Mr.  Heath  to  Lieut.  Col, 
Downey,  who,  at  Mr.  Heath's  request,  wrote  in  pencil  at  the  bottom 
of  the  letter  "  O.  K.,  A.  C.  Downey." 

11.  It  is  claimant's  contention  that  these  letters  constitute  a  "set- 
tlement agreement"  binding  upon  the  United  States.  Claimant's 
claim  sets  up  this  "Potter-Downey  settlement  agreement"  as  the 
basis  for  the  settlement  of  both  the  formal  and  informal  contracts, 
hut  claimant's  counsel  stated  at  the  hearing  that  it  was  their  conten- 
tion that  it  constituted  a  binding  agreement  only  as  to  the  five  formal 
contracts. 

12.  In  addition  to  the  six  contracts,  five  formal  and  one  informal, 
for  the  production  of  propellers,  claimant  alleges  an  informal  agree- 
ment by  Lieut  E,  L.  Kyerson,  A,  S.,  for  the  construction  by  claimant 
of  a  second  and  third  story  upon  its  new  one-story  factory  which  it 
was  then  building  on  the  Key  Highway.  In  December  of  1917  claim- 
ant company  was  occupying  leased  premises  in  the  city  of  Baltimore, 
which  claimant  states  were  more  than  adequate  to  perform  al)  of  its 
contra'cts  then  on  its  books.  Claimant,  in  November,  1917,  started 
the  construction  of  a  new  one-story  and  basement  building  on  the 
Key  Highway  "  on  general  anticipation  and  demand  and  not  for  the 
purpose  of  carrying  out  any  of  the  contracts  that  we  then  had." 

"It  was  a  venture  based  on  expectation  of  greatly  increased 
demand  for  our  product." 

13.  Mr,  Heath  t«etified  that  in  the  latter  part  of  December,  1917, 
Lieut.  Ryerson,  while  inspecting  the  work  on  the  new  building, 
inquired  whether  the  building  could  be  increased  in  height;  that  he 
stated  to  Lieut.  Ryeraon  that  the  building  was  so  designed  as  to 
permit  the  addition  of  a  second  story,  and  that  the  roof  was  made 
sufficiently  strong  and  so  constructed  as  to  become  the  fioor  of  the 
second  story;  that  Lieut.  Ryerson ' stated' that  the  building  woiUd 
he  insufficient  for  the  needs  of  bis  office,  and  asked  Mr.  Heath  to 
increase  the  building  by  another  story  and  an  office  story,  together 
with  the  necessary  facilities  {boilers,  elevators,  etc.)  for  making  the 
factory  twice  as  large,  and  stated  that  he  would  "  keep  claimant 
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company  going  to  the  limit  in  the  production  of  combat  propellers; " 
that  upon  Mr.  Heath's  objection  that  it  was  not  sufBcient  to  say  that 
they  would  be  kept  going,  but  that  claimant  needed  the  contracts, 
Lieut.  Ryerson  stated  that  he  would  see  that  claimant  got  the  con- 
tracts; that  he  wanted  the  building  put  up,  and  exacted  a  promise 
from  Mr.  Heath  to  put  up  the  extra  story  on  the  building;  and 
that  in  accordance  with  instructions  given  the  next  day  by  Mr. 
Heath  to  the  builder  an  entire  second  story,  and  a  third  story  cover- 
ing a  portion  of  the  space,  was  built. 

14.  Lieut.  Byerson,  at  the  hearing,  denied  that  he  had  ever  given 
any  instructions  to  increase  the  size  of  the  building ;  that  he  had  ever 
asked  Mr.  Heath  to  promise  to  build  an  additional  story;  that  he 
had  ever  told  Mr.  Heath  that  if  Mr.  Heath  would  build  the  addi- 
tional stories  he  would  keep  his  plant  going  with  contracts  for  combat 
propellers;  or  that  he  had  ever  promised  claimant  contracts  in  con- 
sideration of  the  furnishing  of  any  additional  facilities  by  claimant. 
Lieut.  Byerson  did  testify  that  he  visited  claimant's  plant  in  late 
December  of  1917  or  early  in  January,  1918,  to  see  what  claimant 
was  doing  with  regard  to  production  of  propellers  then  on  order 
and  to  see  what  claimant's  facilities  were. 

15.  In  August,  1919,  Mr.  Charles  H.  Bent,  an  accountant  in  the 
Air  Service,  went  to  claimant's  factory  with  a  force  of  accountants 
and  inspectors  to  make  an  audit  of  this  claim  as  originally  Bled.  Mr. 
Heath  stated  to  Mr.  Bent  that  claimant  had  no  cost  records  prior 
to  August,  1918,  and  therefore  none  covering  the  active  operations 
in  making  propellers  under  these  contracts.  Mr.  Bent  suggested  the 
making  of  a  number  of  propellers  in  order  that  the  cost  of  material 
and  of  the  various  operations  could  be  determined.  Mr,  Heath  there- 
upon ordered  the  making  of  a  test  run  of  12  propellers  of  pattern 
130,  An  accurate  record  of  material  and  of  labor  upon  all  operations 
was  made  by  the  Government  accountants,  so  that  the  cost  of  the 
propeller  in  all  stages  of  completion  was  determined.  Flrom  this 
record  the  cost  of  other  patterns  was  arrived  at  by  computation. 

16.  The  lack  of  cost  records  made  it  impossible  to  determine  the 
proper  figure  of  overhead  to  be  applied  to  the  direct  labor  espeoded 
during  the  performance  of  the  contracts.  At  the  conference  between 
Mr.  Heath  and  Mr.  Potter  and  Lieut.  Col.  Downey,  in  November, 
1918,  it  was  agreed  that  an  average  of  the  overhead  for  the  first  three 
months  for  which  records  were  available,  namely,  August,  September, 
and  October,  1918,  should  be  tak^i  and  applied  as  actaid  overhead 
during  the  performance  of  the  contracts.  In  presenting  its  daim 
claimant  used  these  months  and  stated  the  average  overhead  to  be  120 
per  cent.  The  Government  accountants,  from  their  examination  of 
claimant's  records,  found  the  average  overhead  for  these  three  months 
to  be  86.014  per  cent.    The  principal  eliminations  made  from  claim- 
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ant's  items  were  for  funortization  of  patents,  donations,  excess  insur- 
ance, interest,  excess  amounts  for  taxes,  and  excess  amounts  for  oper- 
ating, maintenance,  and  general  expense.  Some  of  these  items  were 
eliminated  because  they  were  not  proper  charges  against  Government 
contracts  and  others  because  they  were  not  properly  supported  as 
chargeable  against  the  manufacture  of  the  propellei^. 

17.  Such-  further  facts  as  may  appear  necessary  as  to  each  of  the 
15  schedules  of  the  claim  will  be  stated  in  the  decision  as  each  sched- 
ule is  discussed. 


1.  Upon  the  first  consideration  by  the  Air  Service  Claims  Board, 
claimant  was  denied  all  relief  on  the  ground  of  its  default  in  de- 
liveries as  scheduled.  After  a  hearing,  the  Air  Service  Station  re- 
considered its  decision  and  made  an  award  upon  the  merits  of  the 
claim.  There  is  no  question  but  that  claimant  was  in  default  in  de- 
livery under  all  the  formal  contracts.  There  is,  however,  much  doubt 
as  to  the  liability  for  the  default  and  whether  or  not  such  default  was 
excusable  due  to  actions  on  the  part  of  the  Government.  This  Sec- 
tion is  not  prepared  to  disturb  the  action  of  the  Air  Service  Section 
in  its  finding  that  the  default  was  excusable  and  in  its  making  of  an 
award  upon  the  merits  of  the  claim. 

2.  It  is  the  opinion  of  this  Section  that  the  so-called  "  Fotter- 
Downey  settlement  agreement,"  which  provides  that  claimant's 
formal  contracts  should  be  cancelled  by  payment  to  claimant  of 
the  amount  expended  by  it  in  performance  of  these  contracts  plus  a 
profit  of  10  per  cent,  is  not  binding  upon  the  United  States.  The 
agreement  cannot  be  held  good  as  coming  within  the  provisions  of 
the  act  of  March  2,  1919,  because  the  agreement  was  not  made  until 
after  November  11,  191S,  and  furthermore  because  the  expenditures 
for  which  reimbursement  is  claimed  were  made  prior  to  the  date  of 
that  agreement,  and  therefore  not  upon  the  faith  of  the  agreement. 
This  agreement  is  not  otherwise  binding  upon  the  United  States  be- 
cause it  was  not  reduced  to  writing  and  signed  at  the  end  thereof 
by  the  parties  within  the  requirements  of  section  3744,  Kevised 
Statutes.  Nor  does  it  appear  that  a  settlement  on  the  basis  of  that 
agreement  as  set  up  by  this  claim  for  $498,866.43  is  in  the  interest  of 
the  United  States.  Claimant's  contention  that  a  "  settlement  con- 
tract "  does  not  require  the  formalities  prescribed  by  section  3744  is, 
in  our  opinion,  without  merit 

3.  This  Section  is  of  the  opinion  that  claimant  has  not  proved  the 
existence  of  the  alleged  informal  agreement  for  building  a  second 
and  third  story  with  the  necessary  additional  boiler  capacity,  eleva- 
tors, etc.,  upon  the  one-story  and  basement  building  which  it  was 
constructing  on  the  Key  Highway.   Lieut.  E.  L.  Syerson,  A.  S.,  upon 
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whose  statements  alone  the  agreement  is  alleged  to  be  founded  on 
the  part  of  the  United  States,  categorically  denies  making  the  state- 
ments attributed  to  him  by  Mr.  Heath,  and  testifies  that  he  neither 
made  any  agreement  with  claimant  nor  gave  any  instructions  to 
claimant  to  increase  the  size  of  the  new  building  on  the  Key  High- 
way. 

i.  This  Section  finds  that  an  informal  agreement  was  entered  into 
the  latter  part  of  February,  1918,  between  the  Signal  Corps,  repre- 
sented by  Lieut.  E.  L.  Byerson,  A.  S.,  and  claimant,  for  the  manu- 
facture of  750  combat  blocks  which  were  later  to  be  completed  into 
propellers  upon  the  adoption  of  a  satisfactory  design.  Claimant 
limits  its  claim  upon  this  agreement  to  184  combat  blocks,  and  this 
was  the  number  stated  in  the  formal  contract  later  tendered  to  but 
not  signed  by  claimant.  Claimant  included  this  number  in  its  in- 
ventory of  propellers  in  schedule  1.  The  amount  to  ^bich  claimant 
is  entitled  under  this  agreement  will  be  included  in  this  decision 
under  the  allowance  in  schedule  1. 

Schedule  1. 

5.  This  schedule,  covering  finished  and  partly  finished  propellers 
and  laminations  and  cut  copper  tips  in  the  original  claim,  was  for 
$186,066.57,  in  the  amended  claim  for  $141,007.94,  and  was  aUowed 
by  the  Air  Service  Section  to  the  amount  of  $37,306.25.  The  cut 
copper  tips  are  not  included  in  the  Air  Service  allowance  on  this 
schedule  and  are  included  and  will  be  here  treated  under  schedule  5, 
where  they  were  placed  in  the  claim  as  originally  filed.  To  arrive 
at  the  figures  claimed,  claimant  sets  up  the  total  number  of  propellers 
on  hand  in  all  stages  of  completion  at  2,694,  and  the  total  number 
of  laminations  (parts  of  propellers)  at  4,816,  figures  the  amount  of 
material  and  labor,  adds  to  the  labor  item  120  per  cent  as  overhead, 
and  to  the  total  cost  thus  found  adds  10  per  cent  for  profit  in  accord- 
unce  with  the  so-calted  "  Potter- Downey  settlement  agreement," 

6.  It  will  be  noted  that  in  the  absence  of  cost  records  covering  the 
period  of  manufacture  of  these  propellers  it  was  necessary  to  arrive 
at  what  amounts  to  a  negotiated  figure  for  the  cost  of  production  and 
the  overhead  expense;  It  is  believed  that  the  cost  figures  obtained 
from  the  test  run  of  12  propellers  and  the  overhead  figure  of  86.014 
per  cent,  as  found  by  the  Government  accountants  as  furnished  lor 
the  three  months  taken,  are  substantially  fair  both  to  the  Governineot 
and  claimant  and  are  proper  figures  upon  which  settlement  may 
be  based.  ' 

7.  At  the  same  time  that  the  inventory  was  made  by  the  Govern- 
ment the  propellers  and  laminations  were  subjected  to  the  same  in- 
spection by  a  Government  inspector  as  would  have  been  made  dur- 
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log  the  manafacture  and  before  acceptance  of  the  propellers.  This 
inspection  resulted  in  the  rejectioD  of  a  large  number  of  propellers 
and  laminations.  While  it  is  true  that  this  inspectifm  was  made  in 
August,  1919,  approximately  a  year  after  their  manufacture,  it  is 
our  opinion  that  a  claimant  is  entitled  to  payment  in  settlement 
under  the  provisions  of  Supply  Circular  No.  Ill  only  for  such  ma^ 
terial  as  the  inspection  determined  would  have  been  accepted  during 
performance  of  the  contract.  This  inventory  and  inspection  of  ma- 
terial under  the  five  formal  contracts  found  635  acceptable  propellers 
and  2,732  acceptable  laminations.  The  completed  propellers  are  in- 
cluded at  the  contract  price.  The  incomplete  propellers  and  lamina- 
tions are  figured.at  their  cost  to  their  respective  stages  of  completion, 
in  accordance  with  the  cost  as  ascertained  from  the  test  run  of  13 
propellers,  with  overhead  on  direct  labor  added  at  86.014  per  cent, 
plus  the  sum  of  10  per  cent  allowable  under  Supply  Circular  111  on 
material  in  proce^,  making  a  total  allowance  of  $37,506.24  as  found 
by  the  Government  accountants  and  allowed  by  the  Air  Service  Sec- 
tion. This  allowance  on  Schedule  1  as  to  the  five  formal  contracts  is 
approved  and  affirmed  by  this  Section.  To  include  all  propellers  and 
laminations  included  by  claimant  in  Schedule  1  there  should  be  added 
the  68  propellers  and  59  laminations  found  acceptable  by  a  similar 
inventory  and  inspection  of  material  produced  under  the  informal 
agreement  with  Lieut.  Kyerson  found  above  by  this  Section  (un- 
signed contract  No.  4578), 

This  Section  finds  that  claimant  is  entitled,  on  the  same  basis  as 
above,  to  payment  for  this  material  in  the  sum  of  $3,20S.68  under  th« 
informal  agreement  as  found  above,  in  addition  to  the  sum  of  $37,- 
306.25  on  the  five  formal  contracts,  making  a  total  of  $40,514.93. 

Schedule  2. 

8.  This  schedule,  covering  walnut  lumber  in  the  original  claim, 
was  for  $141,240.19,  in  the  amended  claim  for  $141,745.28,  and  was 
allowed  by  the  Air  Service  Section  in  the  amount  of  $129,053.61. 

9-  The  first  item  of  Schedule  1  is  for  the  cost  to  claimant  of  vralnut 
lumber  taken  back  by  the  Government.  This  lumber  was  sold  by  the 
Government  to  claimant  for  use  in  making  propellers.  After  work 
had  ceased  the  Government  desired  to  take  back  this  lumber,  which 
action  was  agreeable  to  claimant.  Upon  the  physical  inventory  of 
this  lumber  by  the  Government  at  claimant's  yard  the  quantity  was 
found  to  be  382,574  feet.  There  should  be  added  to  this  amount 
3,194  feet  removed  by  the  Government  before  the  inventory  was 
made,  making  atotal  of  385,766  feet.  In  order  to  secure  the  average 
price  paid  by  claimant  for  this  lumber  the  Government  accountants 
took  from  the  invoices  covering  the  last  deliveries  to  that  amount 
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and  found  the  average  price  to  be  $329.45  per  M  feet.  Clannant, 
taking  the  price  from  unpaid  invoices  aggregating  $330,000,  which 
includes  the  invoices  covering  the  above  385,768  ftiet,  stated  the  aver- 
age price  to  be  $829.60. 

It  is  oar  opinion  that  claimant  is  entitled  to  payment  at  the  aver- 
age price  of  the  lumber  last  delivered  and  is  therefore  entitled  to 
payment  for  386,768  feet  at  $329.45  per  M  feet,  a  total  of  $127,091.26. 
It  does  not  appear  whether  or  not  claimant  has  actually  made  pay- 
ment for  the  walnut  lumber  to  the  Government.  If  payment  has 
been  made,  claimant  is  further  allowed,  under  Supply  Circular  No. 
Ill,  as  compensation  for  capital  invested  in  raw  material,  6  per  cent 
per  annum  upon  the  amount  paid  for  the  walnut  lumber. 

10.  The  second  item  is  for  storage  expenses  on  this  walnut  lumber. 
As  to  the  labor  portion  of  this  expense,  the  Government  accountants 
reduced  claimant's  figures  to  $1,147.72,  which  amount  was  con- 
ceded by  claimant's  counsel  at  the  hearing,  and  is  allowed  in  that 
amount.  As  to  materials,  claimant  seeks  payment  for  foundation 
timbers,  2,026  feet  at  $50  per  M  feet,  $101.30;  for  piling  sticks, 
27,630  sticks  at  $17.16  per  M  sticks,  $474.23;  and  for  cover  boards, 
11,400  feet  at  $37  per  M  feet,  $421.80,  all  of  which  material  is  claimed 
to  have  been  provided  and  used  in  connection  with  the  storing  of  the 
walnut  lumber.  In  the  original  claim  these  quantities  were  esti- 
mated. In  the  amended  claim,  although  the  quantities  are  set  at 
definite  figures,  it  does  not  appear  from  the  testimony  that  the  figures 
are  anything  but  estimates.  It  does  not  appear  that  these  materials 
were  now  or  purchased  specifically  for  this  particular  work.  The 
Government  accountants  inventoried  the  quantities  actually  found 
where  the  lumber  had  been  stored,  and  allowed  2,000  piling  sticks 
at  $8.60  per  M,  the  price  set  in  the  original  claim  and  verified  from 
the  company's  records,  3,436  feet  of  cover  board  and  1,000  feet  of 
foundation  timbers  at  $10  per  M,  the  then  estimated  value  tSO. 
making  a  total  of  $61.36. 

While  this  item  is  uncertain,  we  do  not  find  evidence  justifying 
the  allowance  of  any  amount  in  excess  of  $61.36. 

11.  The  third  item  is  for  kiln  drying  of  118,000  of  the  385,768 
feet  taken  back  by  the  Government.  Claimant  has  charged  $17.33 
per  M  feet  for  labor,  plus  overhead  at  120  per  cent,  a  total  of 
$4,498.87.  Under  claimant's  bookkeeping  system  all  cost  of  kiln 
operations  was  charged  to  overhead.  In  reaching  the  average  over- 
head for  August,  September,  ^nd  October,  all  cost  of  kiln  operations 
found  were  included  by  the  Government  accountants  in  reaching  tbe 
figure  of  86.014  per  cent,  which  was  the  figure  found  and  appli«i 
to  actual  operations  under  this  contract  because  of  the  absence  of  any 
cost  records  for  the  actual  period  of  such  operations.   It  is,  therefore, 
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our  opinion  that  this  item  was  properly  disallowed,  and  its  disal- 
lowance is  affirmed. 

12.  The  fourth  item  is  for  dressing  87,709  feet  of  walnut  lumber 
at  $6  per  M  feet,  $438.56.  This  item  was  not  contained  in  the  original 
claim,  and  therefore  was  not  passed  upon  by  the  accountants  nor  by 
the  Air  Service  Section.  It  appears  that  among  the  385,768  feet 
taken  back,  the  Government  checkers  noted  87,709  feet  as  dressed. 
Claimant  now  states  that  this  amount  was  dressed  by  it  preparatory 
to  use  in  the  making  of  propellers.  Claimant  was  unable  to  state 
the  actujil  cost  of  dressing,  but  did  state  that  similar  work  was  done 
for  it  at  a  cost  of  $5  per  M  feet  It  is  our  opinion  that  claimant 
should  be  allowed  the  full  amount  of  this  item  at  $438.55. 

13.  The  fifth  item  is  for  fire  insurance  carried  on  382,674  feet  of 
walnut  lumber  for  nine  months,  to  August  21,  1919,  the  date  of  re- 
moval by  the  Government,  at  $1,672  per  $100  of  valuation  per  year. 
The  computation  thereon  by  the  Government  accountants  of  $1,- 
580.53,  as  allowed  by  the  Air  Service  Section,  is  in  substantial  agree- 
ment  with  the  amount  claimed,  and  the  allowance  of  that  amount 
is  affirmed. 

14.  The  sixth  item  is  for  storage  for  nine  months,  to  August  21, 
1919,  the  date  of  removal,  of  382,574  feet  at  75  cents  per  M  feet  per 
month,  $2,582.37.  Claimant  b^es  the  charge  of  75  cents  on  the  then 
current  reasonable  rate  in  Baltimore  for  such  storage.  The  Gov- 
ernment accountants  took  the  actual  area  occupied  by  this  lumber  on 
the  lot  leased  by  claimant,  prorated  the  rental  paid  to  this  actual 
area  occupied,  and  found  $25  per  month,  or  $225,  as  the  actual  ex- 
pense to  claimant.  It  is  our  opinion  that  the  actual  cost  to  claimant, 
and  not  the  rate  which  claimant  would  have  paid  to  another,  is  the 
proper  basis  for  the  charge.  The  allowance  of  $225  is  therefore  ap> 
proved  and  affirmed. 

15.  The  allowance  by  the  Air  Service  Section  of  $1,143.64  paid  by 
claimant  in  furnishing  labor  to  assist  Government  officials,  at  their 
request,  in  making  in  April,  1919,  the  inventory  of  walnut  lumber 
contained  in  this  schedule  and  $114.35  as  compensation  for  office 
and  administration  expense  thereon,  a  total  of  $1,257.99,  is  approved 
and  affirmed. 

Schedule  S. 

16.  This  schedule,  covering  boxes  purchased  by  claimant  for  .use 
in  the  shipment  of  propellers  under  these  contracts  and  remaining 
on  hand  and  for  insurance  and  storage  on  same,  in  the  original  claim 
was  for  $5,343.31,  in  the  amended  claim  $6,968.31,  and  was  allowed 
by  the  Air  Service  Section  to  the  extent  of  $5,756.56. 

DiB.1izedOyGoO<^lc 
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17.  The  first  item  of  445  boxes  at,  for  single  propellers,  $5.25  each, 
$3^36.25,  was  found  correct  upon  the  Government  inventory  and  is 
allowed  in  full. 

18.  The  second  item  is  for  722  boxes  for  single  propellers  at  $4.50 
each,  $3,249.  Coneiderable  discussion  was  had  at  the  hearing  as  to 
a  deduction  from  the  invoice  price  paid  by  claimant  in  cases  where 
the  boxes  had  been  weathered  from  storage  in  the  open.  It  appears 
from  inspection  of  the  inventory  that  no  deduction  was  made  be- 
cause a  box  was  inventoried  as  weather-beaten.  If  a  box  was  com- 
plete it  was  inventoried  at  the  invoice  price;  if  rope  handles  were 
missing  a  deduction  of  25  cents  was  made ;  and  if  the  cover  was  miss- 
ing a  deduction  of  $1.50  was  made.  Of  this  item  88  boxes  were  in- 
ventoried a^  compkte  and  allowed  at  the  invoice  price  of  $4.50 ;  605 
were  inventoried  as  without  rope  handles  and  allowed  at  $4^  each ; 
and  d  were  inventoried  as  with  no  covers  and  allowed  at  $3  each. 

19.  The  Uiird  item  is  for  18  large  boxes  holding  6  propellers  each, 
at  $12  per  box.  The  inventory  revealed  22  boxes,  of  which  21  were 
complete  and  allowed  at  the  invoice  price  of  $12,  and  1  inventoried 
as  without  cover  and  allowed  at  $8. 

20.  The  total  allowance  under  the  three  items  for  boxes,  of  $o,- 
590.60,  by  the  Air  Service  Section  is  approved  and  affirmed. 

21.  The  fourth  item  is  for  insurance  on  these  boxes.  Insurance 
was  allowed  in  the  amount  of  $101.26  at  the  rate  claimed,  $1,672  per 
$100  valuation  for  13  months,  November  21,  1918,  to  December  21, 
1919,  on  total  allowance  of  $5,590.60  for  boxes.  This  allowance 
covering  the  period  named  is  approved  and  affirmed. 

22.  The  fifth  it«m  is  for  storage  on  this  material  in  the  open  at 
$20  per  month.  The  allowance  of  $65  by  the  Air  Service  Section  at 
the  rate  of  $5  per  month  computed  on  the  area  occupied  upon  th« 
basis  of  the  rental  in  claimant's  lease,  for  the  period  November  21, 
1918,  to  Deeemher  21, 1919,  is  approved  and  affirmed. 

23.  The  total  allowance  on  this  schedule  by  the  Air  Service  Section 
of  $5,756.76  is  approved  and  affirmed.  This  Section  finds,  however, 
that  claimant  is  further  entitled  to,  and  will  be  allowed,  from  Decem- 
ber 21,  1919,  to  date  of  settlement  contract,  under  the  fourth  item, 
insurance  at  tlie  rate  of  $1,672  per  $100  valuation  per  year  on  a 
valuation  of  $5,590.50  and  under  the  fifth  item  for  storage  at  the  rate 
of  $5  per  month. 

-  Schedule  4-. 

24.  Schedule  4,  covering  loss  by  cancellatign  of  subcontract  with 
the  Security  Storage  A  Trust  Co.  for  packing!  propellers  on  contract 
No.  3890,  in  the  original  claim  was  for  $1,8(^.56,  in  the  amended 
claim  $1,911.88,  and  was  allowed  by  the  Air  Service  Section  to  the 
amount  of  $177.42.    Claimant  presented  no  competrait  proof  of  pay- 
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ment  in  cancellation  of  this  contract.  Except  as  to  the  amount  al- 
lowed by  the  Air  Service  Section,  either  the  claimant  or  its  sub- 
contractor had  disposed  of  the  material  upon  which  an  allowance 
for  loss  was  asked.  Mr.  Bent,  the  Government  accountant,  testified 
that  he  noted  that  the  memorandum  presented  to  him  largely  in 
support  of  this  schedule  had  some  reference  to  the  Navy.  He  took 
the  matter  up  with  claimant's  vice  president,  Mr.  Moore,  and  was 
informed  by  Mr.  Moore  that  most  of  the  claim  under  this  schedule 
had  reference  to  boxing  for  Navy  contracts.  It  is  therefore  our 
opinion  that  claimant  is  entitled  to  payment  only  for  such  material 
as  was  presented  for  inventory — 'namely,  nine  boxes  at  $12  each  and 
five  boxes  at  $8,  $148,  plus  $29.42  for  felt  paper,  after  deduction 
of  salvage  at  50  per  cent  because  the  paper  was  retained  by  claimant, 
making  a  total  amount  of  $177.42.  The  allowance  of  this  amount  by 
the  Air  Service  Section  is  approved  and  affirmed. 

Sch^duU  5. 

25.  This  schedule,  covering  loss  on  cut  copper  tips,  sheet  copper, 
and  copper  rivets,  in  the  original  claim  was  for  $1,395.73,  in  the 
amended  claim  for  $2,004.53,  and  was  allowed  by  the  Air  Service 
Section  in  the  amount  of  $752.16. 

26.  The  first  item  is  for  cut  copper  tips.  The  inventory  found 
1,090  tips,  as  claimed,  but  weighing  483i  pounds  instead  of  the  491 
pounds  claimed.  Allowance  was  made  by  the  Air  Service  Section  at 
the  invoice  price  and  for  the  labor  cost  of  making  as  determined  by  ■ 
the  test  run  plus  overhead  on  the  labor  at  86.014  per  cent  and  plus 
10  per  cent  allowable  under  Supply  Circular  No.  Ill  for  material 
in  process,  a  total  of  $400.  The  allowance  of  the  amount  of  this  item 
is  approved  and  affirmed. 

27.  The  second  item  is  for  loss  on  sheet  copper  on  hand  purchased 
for  tipping  propellers,  3,336^  pounds  at  $0.41,  $1,367.97,  and  for  470 
pounds  at  $0.42,  $197.40,  a  total  of  3,806^  pounds,  costing  $1,565.37. 
In  its  original  claim  the  amount  stated  was  4,714  pounds  at  a  total 
cost  of  $2,224.62,  of  which  2,059  pounds  were  at  $0,342  and  2,Q55 
pounds  at  $0.38.  The  Government  inventory  revealed  3,810  pounds 
of  sheet  copper  at  an  invoice  cost  of  $0,345  per  pound,  of  which  but 
2,435  pounds  were  required  to  complete  the  contracts,  making  a  total 
allowance  of  $840.48  by  the  Air  Service  Section.  It  is  our  opinion 
that  there  should  be  added  thereto  under  Supply  Circular  No.  Ill 
as  compensation  for  capital  invested,  6  per  cent  on  $840.48,  from  the 
date  of  the  invoice.  May  16,  1918,  to  the  date  of  settlement  contract. 

28.  The  third  item  is  for  500  pounds  copper  rivets  at  $0.42  per 
pound.  These  rivets  were  purchased  for  use  in  fastening  the  copper 
to  the  propeller  blades.    The  Government  accountants  found  that  500 


756    DECISIONS  APPEAL  SECTION  WAS  DBPABTMBHT  OI.AIUS  BOARD. 

pounds  were  on  hand,  and  that  the  cost  was  $0.42  per  pound.  Inas- 
much as  but  162  pounds  were  necessary  to  complete  the  contract,  this 
item  was  allowed  to  the  extent  of  152  pounds  at  $0.12  each,  $63.B4. 
This  allowance  is  approved  and  affirmed. 

29.  The  fourth  it«n  is  for  the  cost  of  fire  insurance  on  this  ma- 
terial. The  allowance  of  $23.62  at  the  rate  claimed,  $1,672  per  $100 
valuation  per  year,  but  on  valuation  of  $1,303.92,  for  the  period 
November  21,  1918,  to  December  21,  1919,  is  approved  and  affirmed. 
Claimant,  however,  is  entitled  to,  and  there  wilt  be  added  to  this 
amount,  the  cost  of  this  insurance  at  the  above  rate  and  the  above 
valuation  from  December  21, 1919,  to  date  of  settlement  contract. 

30.  It  appears  from  the  record  that  the  rate  per  pound  of  s 
salvage  value  on  the  scrap  and  sheet  copper  and  copper  rivets  as 
listed  above  was  agreed  upon  by  claimant  and  the  accountants  and  ap- 
proved by  the  Air  Service  Section,  amounting,  for  the  poundage 
found  above,  to  the  sum  of  $673.39.  If  this  material  ia  retained  by 
claimant,  deduction  will  be  made  in  that  amount  from  the  allowances 
above  made  on  this  schedule. 

Schedule  6. 

31.  This  schedule,  covering  "  continued  overhead  expense  "  in  the 
original  claim,  was  for  $68,890,  in  the  amended  claim  $84,365.41, 
and  was  entirely  disallowed  by  the  Air  Service  Section. 

32.  Claimant  has  taken  what  it  alleges  is  the  overhead  expense  at 
"  120  per  cent  on  each  propeller  pattern,  and  by  dividing  that  expense 

by  the  number  of  days  upon  which  work  was  performed  on  thf^ 
pattern,  has  found  what  it  t«rms  the  average  overhead  expense  per  ■ 
day.  It  has  then  applied'that  average  overhead  expense  per  day  to 
the  number  of  days  between  the  date  upon  which  it  ceased  work  on 
that  pattern  and  November  20,  the  date  on  which  it  alleges  the  so- 
called  "  Potter- Downey  agreement "  became  effective.  There  is  then 
added  10  per  cent,  to  which  claimant  alleges  it  is  entitled  under  the 
so-called  "  Potter-Downpy  agreement."  Claimant  seeks  to  apply  its 
overhead  expense  to  a  period  when  it  admittedly  performed  no  direct 
labor  upon  the  various  Air  Service  patterns.  Claimant's  president, 
Mr.  Heath,  admitted,  under  cross-examination,  that  in  July,  1918,  it 
entered  upon  production  under  Navy  contracts  which  it  fully  per- 
formed to  the  amount  of  more  than  $1,000,000.  Mr.  Heath  also 
testified  that  in  the  performance  of  these  Navy  contracts  claimant  re- 
ceived payments,  including  payment  for  overhead,  at  the  rate  of  209 
per  cent  and  220  per  cent, 

33.  It  is  our  opinion  that  claimant  has  failed  to  substantiate  its 
right  to  any  payment  under  this  schedule,  and  the  disallowance  of  this 
schedule  by  the  Air  Service  Section  is  approved  and  affirmed. 
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Sohedule  7. 

34.  This  schedule,  covering  storage  and  insurance  on  the  inventory 
of  finished  and  unfinished  propellers  contained  in  Schedule  1,  in  the 
original  claim,  was  for  $1,720.87,  in  the  amended  claim  for  $8,225.90, 
and  allowed  by  the  Air  Service  Section  covering  the  period  November 
21,  1918,  to  June  21, 1920,  in  the  sum  of  $7,163.48. 

35.  The  first  item  is  for  rent  of  the  building  in  which  the  finished 
and  unfinished  propellers  were  stored.  Claimant  states  that  the  rental 
of  this  entire  three-storied  building  was  $83.34  per  month  and  that 
the  propellers  occupiedonly  the  third  floor.  Upon  the  Government's 
inspection  only  30  per  cent  of  this  material  was  accepted.  It  is  our 
opinion  that  the  accepted  material  should  bear  30  per  cent  of  the 
rental  of  the  third  floor.  Accepting  the  rent  of  the  third  floor  as  one- 
third  of  the  rent  of  the  entire  building  and  taking  30  per  cent  thereof 
to  cover  the  accepted  proportion  of  the  material  cost,  $8.33  per  month, 
properly  chargeable  to  the  accepted  material,  this  amounts  to  $158.34 
for  19  months  from  November  21,  1918,  to  June  21, 1920. 

36.  The  second  item  of  $30,  for  hauling  propellers  to  the  storage 
building,  and  the  third  item  of  $144,  for  handling  on  this  transfer, 
are  allowed  as  claimed. 

37.  The  fourth  item  for  watchmen  at  this  building  from  November 
21,  1918,  to  September  20,  1919,  two  men  at  $3.15  each  per  day, 
$1,915.20,  and  for  the  partial  time  of  one  man,  1^  hours  per  day  from 
September  21,  1919,  to  June  21,  1920,  275  days  at  55  cents  per  hour, 
$226.60,  making  a  total  of  $2,141.80,  is  allowed  as  claimed.  Claim- 
ant's counsel  stated  at  the  hearing  that  there  was  no  claim  beyond 
June  21, 1920,  on  this  item. 

38.  The  fifth  item  is  for  $3,397.01  for  insui-ance  from  November  21, 
1918,  to  June  21,  1920,  19  months  at  $1,672  per  year  on  $100  valua- 
tion, on  the  inventory  of  finished  and  unfinished  propellers  on  hand 
as  claimed  in  Schedule  1,  valued  at  $128,189.06.  Under  Schedule  1 
claimant  has'been  allowed  the  sum  of  $37,306.25  for  finished  and  un- 
finished propellers  on  hand  under  the  five  normal  contracts  and  $3,- 
208.68  under  the  informal  contract,  a  total  of  $40,514.93.  Claimant 
is  entitled  to  payment  at  the  rate  claimed,  ^1.672  per  year  per  $100 
valuation  on  this  amount  of  $40,514.93  for  the  19  months  to  June  21, 
1920,  in  the  sum  of  $1,072.56. 

39.  The  allowance  of  the  Air  Service  Section  under  this  schedule 
of  $7,163.48  is  disapproved,  and  there  is  allowed  under  this  schedule 
the  sum  of  $3,546.70,  to  which  there  will  be  added  from  June  21, 
1920,  to  the  date  of  settlement  contract  under  item  1,  rental  at  the 
rate  of  $8.33  per  month,  and  under  item  5,  insurance  on  material 
valued  at  $40,514.93,  at  the  rate  of  $1,672  per  year  per  $100  valuation. 
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Schedule  8. 

40.  In  the  original  claim  this  schedule  was  for  $19,657,  in  the 
amended  claim  it  was  for  $85,754.08,  and  waS  entirel;  disallowed  by 
the  Air  Service  Section.  At  the  hearing  before  this  Section  claiio- 
ant's  counsel  stated  that  because  of  an  error  in  stating  certain  itene 
the  schedule  should  be  reduced  to  $34,306.55.  This  schedule  is  a  state- 
ment of  the  alleged  excess  cost  (the  cost  in  excess  of  the  amoutit  for 
which  it  was  later  sold)  of  the  second  and  third  stories  of  the  new 
Key  Highjvay  building,  and  the  liability  of  the  United  States  there- 
for is  based  on  the  alleged  agreement  with  Lieut.  Byerson  for  the 
erection  of  these  additional  stories. 

41.  Inasmuch  as  this  Section  has  denied  the  existence  of  the  allied 
Byerson  agreement  for  the  two  new  stories-  and  equipment  on  this 
building,  it  follows  that  this  schedule  is  disallowed  in  its  entirety. 

SchedvleB  9  to  15,  iiu^uaive. 

42.  These  schedules  cover  facilities  provided  by  claimant,  as  it 
alleges,  for  the  purpose  of  expediting  production  of  propellers  under 
its  contracts  with  the  Signal  Corps.  These  schedules  in  the  original 
claim  are  for  $63,354.52,  in  the  amended  claim  for  $76,683.15,  and 
were  entirely  disallowed  by  the  Air  Service  Section, 

43.  The  formal  contracts  contain  no  clause  obligating  the  Govern- 
ment to  recompense  claimant  in  any  manner  for  additional  or  special 
facilities,  nor  is  there  any  provision  at  all  for  the  furnishing  by 
claimant  of  further  facilities.  In  the  absence  of  any  such  clause  it 
must  be  presumed  that  claimant  had  sufHcient  facilities  to  complete 
the  performance  within  the  time  specified.  Claimant  places  great 
stress  on  its  statement  that  these  facilities  were  necessary  and  were 
required  to  complete  and  expedite  production  under  the  contracts, 
but  in  this  connection  it  must  be  noted  that  at  no  time  were  claim- 
ant's deliveries  under  the  contracts  keeping  up  with  the  stipulated 
schedules. 

44.  It  is  difficult  in  this  case  to  arrive  at  an  exact  understandioj; 
as  to  the  reasons  for  the  furnishing  of  these  various  facilities  with 
which  claimant  provided  itself.  Claimant  certainly  planned  the  in- 
stallation of  some  machinery  in  the  new  one-storied  factory  on  the 
Key  Highway,  which  it  states  was  built  upon  general  anticipation- 
The  same  is  true  as  to  facilities  for  the  second  story,  which  we  have 
found  was  not  built  in  pursuance  of  any  agreement  obligating  the 
Government  to  pay  therefor.  Where  facilities  used  in  the  perform- 
ance of  a  Government  contract  are  acquired  subsequent  to  the  date 
of  the  contract,  but  in  pursuance  of  a  plan  for  extension  of  contract- 
or's plant  not  made  in  contemplation  of  any  specific  Government  con- 
tract and  not  taken  into  consideration  in  the  bid  therefor,  no  amorti- 
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zatioD  of  the  cost  of  such  facilities  through  Government  contracts 
subsequently  awarded  can  be  allowed. 

45.  Claimant's  president,  Mr.  Heath,  has  testified  generally  that 
the  facilities  were  contemplated  when  the  various  contracts  were 
made  and  the  cost  thereof  taken  into  account  in  the  unit  prices  sub- 
mitted. There  has  been  no  satisfactory  evidence  offered  as  to  the 
inclusion  in  the  unit  price  on  any  contract  of  any  specific  amounts 
for  any  specific  facility  items.  There  has  been  no  testimony  as  to 
negotiations  covering  the  prices  at  which  the  contracts  were  let,  nor 
any  testimony  of  specific  or  detailed  estimates  made  by  claimant  as 
the  basis  for  any  such  prices. 

46.  If  special  facilities  necessary  for  the  performance  of  these 
contracts  had  been  contemplated  as  necessary  for  the  particular  con- 
tract and  had  been  included  in  the  estimate  of  cost  at  the  time  the 
contract  was  made,  and  the  facilities  were  actually  procured  in  good 
faith  for  the  purpose  intended,  it  is  our  opinion  that  claimant  could 
properly  be  reimbursed  for  the  unamortized  portion  of  the  cost  of 
such  facilities.  It  is  our  opinion,  however,  taking  into  consideration 
all  of  the  testimony  and  documentary  evidence  available,  that  the 
evidence  does  not  show  that  the  facilities  claimed  in  these  schedules 
were  so  contemplated  and  so  included  in  any  detailed  estimate  of  cost 
by  claimant  upon  any  of  these  contracts.  The  evidence  submitted  is 
furthermore  not  sufficient  to  establish  any  agreement,  express  or 
implied,  by  the  terms  of  which  the  United  States  became  obligated 
to  reimburse  claimant  for  the  cost  of  facilities  covered  by  these 
schedules. 

47.  For  the  reasons  above  stated,  it  is  the  opinion  of  this  Section 
that  these  Schedules  9  to  15,  inclusiTe,  were  properly  disallowed  by 
the  Air  Service  Section,  and  such  disallowance  is  approved  and 
affirmed. 

DISFOSmON. 

1.  This  Section  will  make  a  statement  of  the  nature,  terms,  and 
conditions  of  the  agreement  for  the  manufacture  of  750  combat 
blocks  and  will  transmit  same,  together  with  Certificate  Form  "C 
and  a  copy  of  this  decision,  to  tiie  Air  Service  Section  for  appropriate 
action  thereon,  and  upon  the  balance  of  the  claim,  in  accordance  with 
this  decision. 

2.  The  amount  to  which  claimant  is  entitled  because  of  the  agree- 
ment for  the  manufacture  of  750  combat  blocks  is  included  in  the 
amount  to  which  claimant  has  been  found  to  be  entitled  in  this 
decision. 

Lieut.  CoL  McKeeby  and  Lieut.  Tabb  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Case  No.  3064. 

In  re  CLAHE  07  TEE  AXESZCAJT  PXOFEILEE  CO. 
ON  APPEAL  BETORi:  THE  BECRKTART  OF  WAS. 

The  Appeal  Seotlon,  War  Oepartmeitt  Clalmi  Board,  on  April  13,  1921,  rendertl 
deoiiioB  KrantlnE  oUlmant  partial  relief.  On  appeal  to  the  Seoretair 
of  War,  attrmed.     (See  Tol.  vm,  theie  deeiitoni,  p.  743.) 

Upon  consideration  of  the  appeal  and  record  in  the  foregoing  case 
the  decision  of  the  Appeal  Section,  War  Department  Claims  Board, 
is  affirmed. 

John  W.  Weeks, 
Secretary  of  War. 

FINAL  ORDER  DEKTINO  BELIEF. 

The  claim  of  the  American  Propeller  &  Msnufacturiiig  Company, 
case  No.  150-C-3064,  having  been  decided  by  the  Appeal  Section  on 
April  13,  1921,  allowing  certain  items  and  denying  others  items  of 
the  claim,  from  which  decision  claimant  appealed  to  the  Secretary  of 
War;  and  on  May  7,  1921,  an  order  was  issued  by  said  Secretary  of 
War  affirming  the  decision  of  the  Appeal  Section ;  and  on  May  13, 
1921,  claimant  was  notified  that  it  would  be  given  10  days  to  accept 
the  decision  of  the  Appeal  Section  as  affirmed  by  the  Secretary  of 
War,  or  action  would  be  taken  in  accordance  with  the  resolution  of 
the  War  Department  Claims  Board,  passed  January  7,  1921 ;  claim- 
ant having  received  the  above  notice  on  May  18, 1921,  and  the  10  days 
having  expired  and  no  response  having  been  received  from  claimant, 
therefore,  by  direction  of  the  Assistant  Secretary  of  War,  this  final 
order  is  entered  denying  all  relief  from  the  War  Department 
Geo.  li.  McKeebt, 
Lieut,  Colonel,  J.  A., 

Chairman. 
E.  E.  FuasELL, 

Recorder. 
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Case  Ho.  3026. 
/»  re  CLAZK  or  BTSW  TOHK  AIR  BKAKB  CO. 

ON  APPEAL  BEFORE  THE  BECBETABT  OF  WAR. 

Tliii  elalm  tm  decided  advenely  to  oUlment  I15  tlie  Appeal  Beotlon,  War  De- 
partment CUlnu  Boud,  on  Karoh  1,  19S1.    On  appeal  to  Secretary  of 
War,  deeltlon  affirmed  in  part.    (See  Tol.  viii,  p.  66S.} 
Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
claim,  I  affirm  the  action  of  the  Appeal  Section,  War  Department 
Claims  Board,  with  the  exception  of  so  much  thereof  as  holds  that 
contractor  did  not  use  his  b^  endeavors  in  the  performance  of  the 
contract,  as  I  believe  he  did  do  so,  and  I  direct  that  7J  per  cent  be 
paid  on  this  item. 

John  W.  Weeks, 
Secretary  of  War. 
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Case  Ko.  2088. 


DECISION  OF  THE  SECRETART  OF  WAB, 

Tor  All  faeti  In  tlili  oaie,  •««  Toltune  TI,  pare  835;  Tolnme  VIll,  p.  U. 

Upon  consideration  of  the  record  in  this  case,  including  the  memo- 
randum dated  May  17,  1921,  from  the  office  of  the  Judge  Advocate 
General  of  the  Army,  the  legal  conclusions  embodied  in  which  have 
my  approval,  I  am  convinced  that  the  Secretary  of  War  is  without 
authority  to  adjust  or  pay  these  claims.  I  therefore  direct  that  the 
decision  of  the  Board  of  Contract  Adjustment,  dated  June  3,  1920,  be 
set  aside,  and  that  the  War  Department  Claims  Board  proceed  no 
further  with  the  work  of  the  adjustment  of  these  claims. 

JoHK  W.  Weekb, 
Seeretwry  of  TTor, 

Mat  17,  1921. 
hehoranduh  for  the  secbstart  op  war. 

1.  While  certain  workmen  employed  in  Minneapolis  by  the  Minne- 
apolis Steel  and  Machinery  Co.  were  engaged  in  the  manufacture  of 
products,  including  munitions,  which  were  to  be  delivered  by  the 
Steel  Co.  to  the  War  Department,  the  Xav;  Department,  and  the 
United  States  Shipping  Board,  and  to  various  private  concerns,  these 
workmen,  as  they  assert,  enterd  into  an  informal  contract  with  the 
United  States,  under  the  terms  of  which  they  were  to  be  compen- 
sated by  the  United  States  in  consideration  of  their  continuing  to 
work  for  the  Steel  Co.  and  not  striking.  Under  date  of  November 
30,  1920,  your  predecessor  in  office  decided  that  they  are  entitled  to 
compensation  of  this  nature  under  the  terms  of  the  Dent  Act,  and  he 
directed  that  steps  be  taken  to  settle  and  adjust  the  amounts  to  which 
the  several  claimants  are  entitled. 

My  opinion  is  asked  as  to  whether  the  decision  of  November  30, 
1920,  is  binding  upon  you  and  as  to  what  steps  ought  now  to  be 
taken  with  reference  to  these  claims,  and  a  sketch  of  the  present  situ- 
ation is  desired. 
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2.  It  will  be  convenient,  perhaps,  to  state  my  conclusions  before  ex- 
plaining my  reasons  therefor  or  sketching  the  facts  in  greater  detail. 
I  am  of  opinion  that  you  are  not  legally  bound  by  the  decision  of 
November  30,  1920,  for  the  reason  that  your  predecessor  was  with- 
out power,  authority,  or  jurisdiction  to  make  any  determination  in 
respect  to  the  alleged  liability  of  the  United  States  asserted  by  these 
workmen.  My  recommendation  is  that  you  disavow  legal  authority 
to  adjust  or  pay  the  claims  and  that  you  cause  no  step  to  be  taken 
toward  the  ascertainment  of  the  several  amounts  claimed.  I  am  also 
of  opinion  that  the  situation  is  one  which  merits  the  attention  of  the 
Congress  in  order  that  it  may  determine  whether  compensation  shall 
be  made  to  these  claimants  and,  if  so,  how  the  several  amounts  to  be 
paid  shall  be  ascertained.  Whatever  treatment  is  accorded  to  these 
Minneapolis  claimants  should  in  my  view  also  be  accorded  to  the 
workmen  employed  in  St.  Paul  by  the  American  Hoist  and  Derrick 
Co.  and  by  the  St.  Paul  Foundry  Co.  The  claims  of  the  latter,  al- 
though not  expressly  included  in  the  decision  of  November  30,  1920, 
have  been  asserted  in  the  same  way  and  depend  upon  the  same  set  of 
facts. 

3.  It  may  be  regarded  as  a  well-settled  doctrine  that  considered 
decisions  made  with  reference  to  claims  against  the  United  States  by 
one  of  its  officers  are  binding  upon  his  successor  in  office,  in  the 
absence  of  fraud,  of  clerical  mistake,  of  newly  discovered  facts,  or 
of  change  of  statute  justly  affecting  the  situation. 

191^,  J.  A.  G.  Dig.  p.  !S38. 

United  States  v.  Bank  of  Metropolis,  15  Pet.  377,  401. 

KendaU  v.  Stokes,  3  How.  86,  98,  794. 

Wis.  C.  RaUroad  v.  United  States,  164,  U.  S.  190,  205. 

State  of  Maine  v.  United  States,  36  Ct.  Cls.  531,  553. 

In  re  West.  Pac.  RaUroad,  13  Ops.  Atty.  Gen.  387. 

In  re  Bedick  McKee,  17  Ops.  Atty.  Gen.  315. 

Even  where  the  former  decision  is  affected  by  legal  error,  its  bind- 
ing character  has  been  generally  admitted, 

Z7.  8.  V.  Bank  of  Metropolis,  supra. 

In  re  West.  Pac.  Railroad,  supra. 

In  re  West.  c&  Atlantic  Railroad,  16  Ops.  Atty.  Gen.  452. 

Nevertheless,  where  an  ofRcer  assumes  to  make  a  decision  which,  on 
the  admitted  facts,  is  beyond  his  legal  authority  to  make,  it  is  binding 
neither  upon  his  successor  nor  upon  anyone  else. 

29ie,  J.  A.  O.  Dig.  p.  239. 

U.  S.  V.  Bank  of  Metropolis,  supra. 

Rollins  c6  Presbrey  v.  United  States,  23  Ct.  Cls.  123. 

In  re  War  Claim  of  Pennsylvania,  16  Ops.  Atty.  Gen.  489, 492. 

In  such  event,  it  is  believed  to  be  good  administration  for  the  suc- 
cessor in  office  to  make  it  clear  by  some  official  statement  or  by  a 
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rerocatiou  of  the  decision  that  the  latter  will  not  be  carried  into 
effect. 

Where  the  legal  authority  to  make  a  decision  depends  upon  the 
existence  of  a  controverted  fact,  there  is  room  for  doubt  as  to  whether 
a  finding  in  favor  of  the  existence  of  such  jurisdictional  fact,  ac- 
companied by  a  decision  of  the  claim  on  the  merits,  makes  the  latter 
binding  upon  a  successor  in  office.  While  I  favor  the  view  that  such 
a  decision  would  be  binding,  it  will  appear,  I  think,  from  the  follow- 
ing statements  of  facts  involved  in  these  workmen's  claims  that  the 
question  suggested  is  not  material  to  the  conclusion. 

My  conclusion  that  the  decision  of  your  predecessor  is  not  binding 
upon  you  is  based  upon  the  propositions  (1)  that  power  to  make  any 
decision  under  the  Dent  Act  is,  by  its  express  terms,  limited  to  the 
adjustment  of  agreements  entered  into  with  the  agents  of  the  Presi- 
dent and  of  the  Secretary  of  War,  and  (2)  that,  as  a,  matter  of  legal 
interpretation  of  the  presidential  proclamation  of  April  8,  1918  (40 
Stat.  1766),  neither  the  War  Labor  Board  nor  Mr,  Vernon  J,  Bose, 
its  representative,  who  made  the  alleged  agreement  with  the  claim- 
ants, was  an  agent  of  the  President  or  of  the  Secretary  for  the  pur- 
pose of  obligating  the  United  States  to  compensate  the  workmen  of 
the  Steel  Co.  My  conclusion  does  not  involve,  therefore,  questioning 
any  (jurisdictional  or  other)  fact  found  by  your  predecessor. 

4,  The  contracts  with  the  Steel  Co.  which  affect  the  War  Depart- 
ment were  made  in  1917  and  1918  with  the  Ordnance  Department 
and  required  the  manufacture  of  munitions.  These  contracts  were  in 
part  on  a  fixed-price  basis  and  in  part  on  a  cost-plus  basis.  Contracts 
of  the  former  sort  contained,  in  general,  a  labor-dispute  clause,  read- 
ing as  follows : 

"Adjustment  of  Labor  Disputes. — In  the  event  that  labor  disputes 
shall  arise  directly  affecting  the  performance  of  this  contract  and 
causing  or  likely  to  cause  any  delay  in  making  the  deliveries,  and  the 
Secretary  of  ^"ar  or  his  representative  shall  have  requested  the  con- 
tractor to  submit  such  disputes  for  settlement,  the  contractor  shall 
have  the  right  to  submit  such  disputes  to  the  Secretary  of  War  for 
settlement.  The  Secretary  of  War  may  thereupon  settle  or  cause  to 
be  settled  such  disputes,  and  the  parties  hereto  agree  to  accede  to  and 
to  comply  with  all  the  terms  of  such  settlement.  If  the  contractor  is 
thereby  required  to  pay  labor  costs  higher  than  those  prevailing  in 
the  performance  of  this  contract  immediately  prior  to  such  settle- 
ment, the  Secretary  of  War  or  such  representative  in  making  such 
settlement  and  as  a  part  thereof  may  direct  that  a  fair  aiid  just  addi- 
tion to  the  contract  price  shall  be  made  therefor  *  *  *,  No  claim 
for  additional  shall  be  made  unless  the  increase  was  ordered  in  writ 
ing  by  the  Secretary  of  War  or  his  duly  authorized  representative 
and  such  addition  to  the  contract  price  was  directed  as  part  of  the 
settlement." 


DiB.1izedOyGoO<^lc 


DECISIONS  APPEAL  SECTION  WAK  DEPABTMENT  CLAIMS  B04BD.    765 

The  cost-plus  contracts  contained  the  following  provision : 

"  The  contractor  agrees  that  employees,  skilled  or  unskilled,  will 
be  paid  at  rates  not  in  excess  of  those  paid  or  prevailing  in  the  neigh- 
borhood of  the  contractor's  plant  unless  the  contractor  is  specifically  ■ 
authorized  upon  the  written  certificate  of  the  contracting  officer  to 
pay  greater  rates." 

The  Steel  Co.,  which  was  a  long-established  concern  of  high  stand- 
ing, largely  increased  its  personnel  to  take  care  of  its  Government 
interests,  and  in  the  year  1918  90  per  cent  of  its  factory  output  was 
(jovemment  material.  The  company  suffered  no  strikes  among  its 
employees  at  any  time  during  the  progress  of  its  work  under  said 
contracts,  and  production  was  heavy  and  uninterrupted  until  stopped 
by  the  Government  following  the  Armistice.  It  was  aware  of  no  dis- 
content among  its  employees.  Nevertheless,  in  the  late  spring  or 
early  summer  of  1918  the  representatives  of  a  local  labor  union  at 
Minneapolis,  asserting  that  a  labor  controversy  existed  between  the 
following  companies  and  their  employees — to  wit,  the  Minneapolis 
Steel  and  Machinery  Co.,  of  Minneapolis;  the  St.  Paul  Foundry  Co., 
of  St.  Paul ;  and  the  American  Hoist  and  Derrick  Co.,  of  St.  Louis — 
brought  the  alleged  controversy  to  the  notice  of  the  National  War 
Labor  Board.  On  September  27, 1918,  a  formal  complaint  signed  by 
the  recording  secretary.  Local  No.  59,  business  representative  of  Dis- 
trict 77,  and  international  representative,  was  filed  with  the  War 
Labor  Board,  and  on  or  about  October  1,  1918,  the  Board  sent  its 
representative,  Mr,  Vernon  J.  Bose,  to  Minneapolis  to  investigate  the 
situation  in  regard  to  the  alleged  unrest  among  the  said  employees. 
About  the  date  mentioned  and  before  November  11,  1918,  Mr.  Rose 
consulted  with  representatives  and  attorneys  of  the  local  labor  union 
and  made  several  speeches  to  the  employees  of  said  companies,  in- 
cluding the  Steel  and  Machinery  Co.  He  stated  in  substance  to  such 
employees  that  if  they  would  continue  at  work  and  submit  their 
claims  for  increased  wages  and  betterment  of  working  conditions 
to  the  War  I^abor  Board  the  Government  would  agree  to  enforce  any 
award  made  by  such  Board  and  guarantee  payment  to  such  em- 
ployees of  any  increase  which  by  the  Board's  findings  was  found  to 
be  just  and  reasonable.  The  agreement  on  which  the  decision  of 
November  30,  1920,  is  founded  consists  of  the  offer  which  these  public 
speeches  by  Mr.  Rose  are  regarded  as  having  made  and  of  the  work- 
men's acceptance  thereof,  which  acceptance  is  deduced  from  the  fact 
that  they  remained  at  work  and  rendered  loyal  service. 

When  first  brought  to  the  attention  of  the  Labor  Board  the  con- 
troversy was  not  stated  to  have  reference  to  wage  schedules  or  gen- 
eral conditions  of  labor — the  only  charge  made  was  one  of  discrimi- 
nation against  labor  unions  and  union  men.  Claims  for  wage  in- 
creases were  presented  subsequently.    The  Steel  and  Machinery  Co., 
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together  with  many,  if  not  all,  of  the  manufacturing  plants  in  the 
Minneapolis  and  St.  Paul  districts,  were  open-shop  plants  at  the  be- 
ginning of  the  war  and  the  Steel  and  Machinery  Co.  has  continued  to 
operate  an  open-shop  policy  to  this  date.  In  April,  1918,  the  Minne- 
sota Commission  of  Public  Safety,  a  body  created  in  1917  by  the  Min- 
nesota Legislature,  with  power  to  prevent  and  compose  labor  disputes, 
made  its  order  No.  30,  directing  that  during  the  pendency  of  the  war 
emptoyei's  then  maintaining  union  shops  were  not  to  introduce  non- 
union labor  and  that  no  steps  were  to  be  taken  to  unionize  shops  that 
were  being  conducted  on  the  open-shop  basis.  This  order,  while  de- 
pending primarily  for  its  authority  upon  the  State  statute,  was  also 
supported  by  an  agreement  between  the  Minnesota  Manufacturers' 
Association  and  the  State  Federation  of  Labor.  Nevertheless,  it  ap- 
pears convincingly  from  the  record  in  this  case  that  the  only  real  or 
effective  cause  of  the  present  controversy  was  and  is  a  determination 
on  the  part  of  the  labor  unions  to  unionize  these  open-shop  plants. 
Your  predecessor,  in  his  decision,  conceded  that,  upon  the  papers 
actually  before  him,  the  record  was  persuasive  to  the  effect  that  the 
labor  dispute  was  fictitious  and  represented  an  agitation  by  irrespon- 
sible persons  other  than  the  workmen  concerned,  rather  than  a  real 
condition  in  the  labor  field  requiring  adjustment.  Nevertheless, 
deeming  himself  bound  by  the  determination  of  the  War  Labor 
Board,  presently  to  be  mentioned,  he  accepted  the  finding  that  there 
was  an  actual  labor  dispute  and  an  actual  risk  of  interruption  of  the 
production  of  munitions.  It  is  my  view  that,  whether  you  deem  this 
finding  of  your  predecessor  correct  or  incorrect,  you  should  treat  it 
as  binding  upon  you. 

5.  The  War  Labor  Board  took  cognizance  of  the  controversy,  al- 
though neither  the  anployer  company  nor  the  Government,  through 
its  ordnance  officers  or  otherwise,  was  a  party  to  the  submission 
thereof.  The  Steel  &  Machinery  Co.  entered  a  plea  to  the  jurisdic- 
tion of  the  War  Labor  Board,  which  plea  was  overruled  November 
22,  1918,  after  hearing  had.  Thereafter  a  majority  of  the  members 
of  the  Labor  Board  of  date  April  11,  1919,  made  certain  "  findings 
and  recommendations  "  as  to  increases  of  pay  effective  from  October 
1, 1918,  hours  of  service,  the  right  of  workers  to  organize  in  unions  or 
join  same  without  discrimination  by  the  employer,  reinstatement  of 
certain  named  employees,  the  right  to  bargain  collectively,  and  pro- 
vided for  reference  of  differences  as  to  the  application  and  interpre- 
tation of  the  award  to  a  representative  administrator  to  be  appointed 
by  the  War  Labor  Board.  The  employers'  group  of  the  Board  did 
not  agree  to  the  above  finding  and  recommendations  and  filed  a 
minority  report.  As  might  be  expected  from  the  nonparticipatJon 
of  the  Ordnance  Department  as  a  part  to  the  submission,  the  proceed- 
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ings  and  conclusions  of  the  War  Labor  Board  are  not  deemed  satis- 
factory or  even  fair  by  the  Ordnance  Department.  Officers  of  th« 
Ordnance  Department  were  at  all  times  present  and  on  duty  in  the 
company's  plant  as  inspectors  and  were  personally  familiar  with 
labor  conditions  therein  and  with  the  output  under  the  Government 
contracts,  but  none  of  such  officers  was  called  to  testify  before  the 
War  Labor  Board.  The  case  was  taken  up  solely  at  the  request  of 
the  representative  of  the  local  labor  union,  and  the  record  does  not 
disclose  that  the  Ordnance  Department  or  its  officers  ever  requested 
action  by  the  Labor  Board,  or  that  request  to  do  so  was  ever  made  by 
employees  to  the  Ordnance  Department.  By  letter  dated  November 
2, 1919,  Maj,  F.  E.  Schank,  Ordnance  Department,  Production  Super- 
visor, Minneapolis  Sub-District  Office,  advised  the  District  Produc- 
tion Office,  Chicago,  111.,  that  he  had  just  returned  from  a  preliminary 
hearing  before  the  Labor  Board  as  to  complaint  against  the  Minne- 
apolis Steel  &  Machinery  Co.,  and  that 

"  The  reading  of  complaint  today  was  the  iir&t  authentic  information 
which  I  have  had  that  any  labor  difficulties  existed.  •  *  •  The 
six  commissioned  army  officers  and  two  chief  civilian  employees  of 
the  Production  and  Inspection  Departments  having  to  do  more  or  less 
intimately  with  all  parts  of  the  Mpls,  Steel  &  Madiy,  Co.,  are  united 
in  saying  that  there  has  been  no  evidence  for  several  months  of  any 

feneral  dissatisfaction  such  as  was  apparent  in  April,  May  and 
une." 

Maj.  Schank  further  stated  that  between  June  1, 1918,  and  October 
14, 1918,  the  company  increased  the  wages  of  a  very  large  number  of 
its  employees  and  attached  to  his  letter  comparative  tables  showing 
such  increases  in  detail.    The  writer  further  stated: 

"  As  a  rule  the  wages  paid  by  the  Mpls.  Steel  &  Machy.  Co.  have 
been  approximately  the  same  as  those  paid  by  similar  plants — per- 
haps a  trifle  higher  largely  on  account  of  the  more  important  and 
difficult  work  being  done  by  the  company.  •  •  •  That  there  is  no 
serious  decrease  in  production  at  the  plant  of  the  Mpls.  Steel  & 
Machy.  Co.  by  reason  of  dissatisfaction  among  its  employees,  must 
be  evident  to  anyone  who  is  at  all  familiar  with  the  manufacture  of 
Ordnance  material  in  the  United  States,  because  the  Mpls.  Steel  & 
Machy.  Co.  has  been  producing  more  large  gun  carriages  than  any 
other  private  plant  in  the  country,  has  reached  its  scheduled  daily 
output  of  gun  carriages  for  the  last  several  days  and  is  one  of  the 
largest  machiners  of  155  m/m  shell  of  all  the  plants  engaged  therein 
in  the  country." 

6.  The  Steel  Co.  has  consistently  refused  to  recognize  the  effective- 
ness of  the  determination  of  the  War  Labor  Board  or  to  pay  in- 
creased wages  or  to  do  any  other  act  in  deference  thereto ;  and  its 
legal  right  so  to  refuse  has  been  upheld  by  the  courts.  Having  sub- 
mitted no  controversy  to  the  War  Labor  Board,  the  Steel  Co.  has 
denied  its  jurisdiction  in  the  premises,  basing  its  position  chiefly  on 
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the  provisions  of  the  presidential  proclunation  of  Apnl  8,  1918  (40 
Stat.  1766),  creating  said  Board,  which  provided: 

"The  powers,  functions  and  duties  of  the  National  War  Labor 
Board  shall  be  to  settle  by  mediation  and  conciliation  controversies 
arising  between  employers  asd  workers  in  fields  of  production  necee- 
sary  for  effective  conduct  of  the  war,  or  in  other  fields  of  national 
activity,  delays  and  obstructions  in  which  might,  in  the  opinion  of 
the  National  Board  affect  detrimentally  such  production." 

It  is  difficult  to  find  satisfactory  legal  ground  for  rejecting  the 
Steel  Co.'s  contention  upon  this  point.  Neverthelesa  the  War  Labor 
Board  decided  in  favor  of  its  own  power  to  compel  the  Steel  Co.  to 
pay  higher  wages,  and  your  predecessor  apparently  reached  the  same 
conclusion.  Any  question  as  to  whether  the  War  Labor  Board  really 
possessed  the  power  in  question  did  not  affect  the  authority  or 
jurisdiction  of  your  predecessor  to  make  a  decision  under  the  Dent 
Act ;  neither  did  that  question  affect  the  obligation  of  the  Govern- 
ment to  redeem  the  promises  made  in  its  name  by  Mr.  Rose  in  his 
public  speeches.  It  is  deemed  proper,  therefore,  for  the  present  pur- 
pose, to  assume  the  correctness  of  the  ruling  of  your  predecessor 
upon  this  point. 

7.  The  further  history  of  this  case  is  material  principally  upon  the 
{[uestion  whether  there  has  been  such  "  presentation  "  of  the  claims 
before  June  30,  1919,  as  is  required  by  the  Dent  Act  as  a  condition 
precedent  to  the  exercise  by  the  Secretary  of  War  of  his  power  to 
adjust  pay.  In  several  communications  in  May,  1919,  the  business 
agent  of  District  No.  77,  International  Association  of  Machinists,  in- 
formed the  War  Labor  Board  of  the  refusal  of  the  Steel  Co.  to  pay 
the  Increases  required  by  such  Board  and  requested  that  an  adminis- 
trator be  sent  to  Minneapolis  to  enforce  such  award.  About  June  1, 
191^,  the  Board  sent  its  administrator,  Mr.  Alphous  Winter,  to  Min- 
neapolis to  investigate  the  complaints.  The  company  informed  Mr. 
Winter  that  it  would  not  pay  the  wage  increases  from  its  own  fund, 
hut  was  willing  to  act  as  the  disbursing  agent  of  the  Government  in 
the  matter,  Mr.  Winter  thereupon  wired  the  National  War  Labor 
Board.  This  telegram  is  not  with  the  files  and  geems  not  to  he  avail- 
able, but  the  purport  thereof  appears  from  the  foUowing  excerpts 
from  the  letter  affidavit  of  Mr.  Winter,  dated  February  10,  1920: 

"As  Administrator  for  the  National  War  Labor  Board  I  was  trans- 
ferred from  the-Befhlehem  Steel  Company  case  to  the  Minneapolis 
cases  on  or  about  the  date  mentioned,  June  1st,  1919.  In  my  confer- 
ences with  the  labor  side  and  their  legal  representatives,  Latimer  £ 
Latimer,  I  stated  that  I  could  not  believe  that  the  Government  would 
pay  retroactive  wages  to  the  employees  of  the  Bethlehem  Steel  Com- 
pany and  not  do  likewise  to  tlie  employees  at  Minneapolis.  Mt 
opinion  was  then  and  still  is  that  any  other  line  of  action  by  the 
Government  would  be  gross  discrimination.     •     »     •     Just  before 
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my  recall  from  Minneapolis  I  received  word  from  the  National  War 
Labor  Board  that  there  was  no  probability  of  such  an  adjustment. 
The  telegrams,  letters,  etc.,  covering  this  point  would  be  on  file  with 
the  records  of  the  National  War  Labor  Board  at  Washington.  I 
did  not  take  up  with  the  War  Department  direct  the  question  of  pay- 
ing retroactive  wage  to  the  Minneapolis  employees,  but  it  was  the 
spirit,  if  not  the  letter,  of  my  telegram  that  the  question  should  be 
presented  by  the  National  War  Labor  Board  to  the  Ordnance  De- 
partment, as  was  done  in  the  Bethlehem  Steel  Company  case. 
Whether  this  matter  was  referred  by  the  War  Labor  Board  to  the 
War  Department  or  not,  I  know  not.  *  •  •  I  do  not  know  of 
any  other  claim  in  any  form  that  was  filed  by  any  other  person,  cov- 
ering the  Minneapolis  cases." 

The  telegram  apparently  was  sent  prior  to  June  20,  1919,  since  it 
appears  that  Mr.  Winter  on  that  date  wired  Mr.  Latimer,  an  attorney 
for  the  employees,  from  Milwaukee,  Wis.,  that  he  had  been  ordered 
to  Milwaukee  and  Chicago  on  other  business.  Of  date  July  22, 1919, 
Mr.  Latimer  wrote  Mr,  Winter  at  Washington,  stating: 

"  I  received  your  telegram  on  June  20,  from  Milwaukee,  Wis. 
*  •  •  I  would  appreciate  it  very  much  if  you  would  give  me  what 
information  you  can  *  *  •  if  you  ever  received  any  encourage- 
ment in  aUy  reply  to  your  telegrams  regarding  the  payment  of  any 
such  pay  to  the  employees  of  tne  Minneapolis  Steel  and  Machinery 
Company}  Also  would  you  let  me  know  who  is  the  proper  party  to 
get  in  touch  with  regarding  this  matter  of  payment.  We  are  going 
to  take  this  matter  up  with  the  proper  authorities  and  see  if  some- 
thing cannot  be  done  along  the  lines  you  suggested." 

From  the  findings  of  fact  made  by  the  Board  of  Contract  Adjust- 
ment it  appears  that  upon  receipt  of  Mr.  Winter's  telegram  from 
Minneapolis  by  the  War  Labor  Board,  Mr.  W.  B.  Angelo,  assistant 
chief  administrator  of  the  Board,  by  telephone  and  personal  in- 
terviews discussed  the  matter  of  the  claims  of  the  employees  with  Mr. 
Payson  Irwin,  special  assistant  to  the  Chief  of  the  Industrial  Service 
of  the  Ordnance  Department ;  that  this  was  about  the  middle  of  June, 
1920;  that  Mr.  Angelo  testified  that  he  gave  Mr.  Irwin  the  history 
of  the  claims  and  the  basis  therefor  and  that  one  of  his  purposes  in 
taking  the  matter  up  with  Mr,  Irwin  was  to  place  the  responsibility 
of  carrying  out  the  agreement  of  the  Government  upon  the  proper 
ofhcial  so  far  as  he  could ;  so  that  at  Mr.  Angelo's  request  Mr.  Irwin 
made  an  investigation  to  see  if  the  War  Department  had  any  means 
of  paying  the  men  and  reported  to  Mr.  Angelo  that  he  did  not  see 
any  way  in  which  the  War  Department  could  pay  them.  The  first 
claim  of  the  employees  for  the  wage  increases,  received  by  the  War 
Department,  other  than  was  embodied  in  the  foregoing  interview  be- 
tween Mr.  Angelo  and  Mr.  Irwin,  was  on  August  8,  1919,  when  the 
Secretary  of  War  received  various  written  communications  from  in- 
terested labor  unions. 
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Your  predecessor  sustains  his  power  to  adjust  and  pay  these  claims 
on  the  theory  that  presentation  by  the  labor  unions  to  the  War  Labor 
Board  of  their  complaint  against  the  Steel  Co.  amounted  to  such 
presentation  as  the  Dent  Act  demanded.  Since  neither  that  com- 
plaint nor  the  award  founded  upon  it  sought  to  charge  the  Govern- 
ment with  any  obligation,  but  only  the  Steel  Co.  and  other  em- 
ployer concerns,  I  find  myself  unable  to  share  your  predecessor's 
view  above  stated.  I  am  nevertheless  of  opinion  that  his  legal 
reasoning  was  correct  when,  in  his  decision,  he  said : 
"  if  I  am  right  in  my  earlier  holding  that  the  War  Labor  Board 
was  such  an  agent  of  the  President  as  is  described  in  the  Dent  Law; 
namely,  such  an  agent  of  the  President  as  had  authority  to  create  an 
obligation  which  the  Secretary  War  could  pay  and  adjust,  and  such 
agent  has  in  fact  undertaken  both  to  create  the  obligation  and  to 
liquidate  it,  then  it  would  follow  as  a  matter  of  course  that  notice 
to  it  with  regard  to  a  matter  within  its  jurisdiction  would  be  notice 
to  the  Government." 

The  proposition  that  the  Secretary  of  War  is  entitled  to  treat  as 
a  duly  presented  Dent  Act  claim  one  of  which  seasonable  notice  has 
been  given  to  the  agent  legally  competent  to  bind  the  Government  by 
an  agreement  cognizable  under  the  Dent  Act,  has  also  the  support  of 
Attorney  General  Palmer  (32  Ops.  Atty.  Gen.,  48,  50). 

If,  therefore,  Mr.  Rose,  representing  the  War  Labor  Board,  was 
such  an  agent  and  if  Mr.  Winter  was  a  proper  representative  of  the 
War  Labor  Board  for  receiving  a  claim  under  the  Dent  Act,  in  so  far 
as  that  Board  itself  had  power  to  bind  the  Government  by  receiving 
such  a  claim,  I  am  of  opinion  that  there  is  no  error  of  law  involved 
in  holding  that  a  claim  seasonably  presented  to  Mr.  Winter  would 
constitute  a  duly  presented  Dent  Act  claim.  The  record  contains,  it 
is  true,  inadequate  support  for  a  finding  that  Mr.  Rose  or  Mr. 
Winter  had  authority  to  represent  the  War  Labor  Board  for  the 
purposes  indicat«d  and  very  slender  support  for  the  finding  that 
anything  intended  as,  or  which  may  justly  be  treated  as,  a  claim 
under  the  Dent  Act  was  presented  to  Mr.  Winter,  although  some 
support  therefor  is  found  in  a  conversation  between  Mr,  Winter  and 
Mr.  Latimer,  attorney  for  certain  claimants.  Nevertheless  these 
doubts  relate  to  questions  of  fact,  upon  which  findings  favorable  to 
claimants  are  probably  to  be  implied  in  the  decision  rendered  by 
your  predecessor.  If,  therefore,  the  War  Labor  Board  had  authority 
in  law  to  enter  into  an  agreement  cognizable  under  the  Dent  Act,  I 
should  not  feel  at  liberty  to  advise  you  to  disregard  the  decision  of 
November  30,  1920. 

8.  The  history  of  the  consideration  of  these  claims  in  the  War 
Department  may  be  briefly  stated.  The  Board  of  Contract  Adjust- 
ment, after  a  hearing,  upheld  the  claims  June  3,  1920  (6  Dec  Bd. 
Cont.  Adj.,  131),  on  the  ground  that  Mr.  Rose  entered  into  an  agree- 
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ment  to  guarantee  payments  by  the  Steel  Co.  in  accordance  with  the 
award  of  the  War  Labor  Board,  and  that  the  claim  was  presented  by 
Mr.  Angelo  of  the  War  Labor  Board  to  Mr,  Irwin,  an  employee  of 
the  Ordnance  Department,  The  standing  committee  of  the  War  De- 
partment Claims  Board,  reviewing  the  decision  of  June  3,  1920,  re- 
ported adversely  to  the  claims  on  the  double  ground  that  there  was 
no  binding  contract  and  that  there  had  been  no  valid  presentation  of 
the  claims  under  the  Dent  Act.  Upon  the  consent  of  the  Claims 
Board,  granted  July  23,  1920,  the  recommendations  of  its  standing 
committee  were  transmitted  the  same  day  to  the  Secretary  of  War. 
In  these  recommendations  I  concurred  August  11,  1920,  citing  25 
€omp.  Dec.,  759  (J.  A.  G.,  248.8).  The  Secretary  of  War,  August 
11,  1920,  directed  the  rejection  of  the  claims,  and  they  were  rejected 
by  the  action  of  the  standing  committee  August  25, 1920.  The  Secre- 
tary granted  a  rehearing,  which  was  had  before  bim  September  22, 
1920.  In  response  .to  an  invitation  for  a  further  expression  of  the 
view  of  this  office  I  transmitted  to  the  Secretary,  with  my  approval, 
a  memorandum  by  Col.  F.  M.  Brown,  J.  A.,  dated  October  4,  1920, 
in  which  obstacles  regarded'  as  insuperable  to  allowing  the  claims 
were  pointed  out.  The  Secretary,  nevertheless,  reached  a  6nal  con- 
clusion favorable  to  the  claims  and  announced  the  decision  already 
referred  to. 

The  views  of  this  office,  as  stated  in  its  memoranda  of  August  11 
and  October  4, 1920,  are  before  you  and  do  not  require  restating  here. 
In  some  respects  which  have  already  been  referred  to,  those  views  are 
no  longer  applicable  to  the  situation  because  of  contrary  findings  and 
conclusions  adopted  November  30, 1920,  which  must  now  be  regarded 
as  having  passed  beyond  the  domain  of  controversy.  Otherwise  I 
find  no  reason  to  modify  the  views  therein  expressed. 

9.  The  defect  in  your  predecessor's  decision,  which  I  deem  fatal 
to  your  giving  effect  to  it,  is  in  holding  that  Mr.  Vernon  J.  Rose  had 
due  authority,  as  an  agent  of  the  President,  to  promise  that  public 
funds  would  be  paid  to  the  employees  of  the  Steel  Co.  to  compensate 
them  for  continuing  to  work  for  the  Steel  Co.,  instead  of  striking. 
It  may  well  be  questioned  whether  the  President  himself  could  effec- 
tively have  bound  the  Government  by  such  a  promise,  had  he  made  it, 
and  whether,  under  the  law,  his  power  to  protect  the  Nation  against 
the  risk  of  interruption  in  the  supply  of  munitions  was  not  limited, 
in  the  contingency  suggested,  to  requisitioning  and  operating  the 
plants  (sec.  120  of  National  Defense  act  of  June  3,  1916,  39  Stat., 
166, 213 ;  sec.  12  of  act  of  August  10,  1917,  40  Stat.,  276,  279).  How- 
ever this  may  be,  it  is  entirely  clear  that  neither  the  War  Labor 
Board  nor  Mr.  Vernon  J.  Rose  was  authorized  to  act  as  the  Presi- 
dent's agent  for  the  purpose  of  making  any  such  promise.  There  is 
no  issue  of  fact  as  to  the  President's  acts  or  dealings.    The  sole  ques- 
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tion  is  a  pure  question  of  law  as  to  whether  in  legal  interpretatioa 
the  President's  proclamation  of  April  8,  1918  (40  Stat,  1766),  pur- 
ported to  confer  such  authority  upon  the  War  Labor  Board.  Tour 
predecessor  interpreted  the  proclamation  as  purporting  to  confer 
(and  actually  conferring)  such  authority,  saying: 

"  If  the  President  had  sent  for  the  Secretary  of  War  and  told  him 
that  he  personally  had  examined  the  labor  situation  in  Minneapolis, 
and  had  come  to  the  conclusion  that  the  workers  in  the  Minneapolis 
Steel  and  Machinery  Company  should  be  given  additional  compensa- 
tion in  order  to  enable  tliem  to  meet  the  advanced  cost  of  living,  and 
to  devote  themselves  contentedly  to  the  important  production  upon 
which  they  were  engaged,  and  that  he  had  told  the  employees  in  that 
plant  to  go  forward  with  production  and  that  he  would  see  that  they 
were  additionally  and  justly  compensated,  there  cannot  be  any  rea- 
sonable question  that  such  a  statement  and  such  action  by  the  Presi- 
dent would  have  constituted  a  claim  under  the  Dent  Act  which  the 
Secretary  of  War  would  be  authorized  to  pay  and  adjust.  Instead 
of  doing  this,  however,  the  President  created  the  War  Labor  Board 
to  deal  with  all  situations  of  this  sort,  and  to  devote  an  amount  of 
time  to  the  general  labor  situation  which  it  was  quite  impossible  for 
the  President  to  extract  from  his  overburdened  hours.  In  my  opinion 
the  action  of  the  War  Labor  Board  was,  therefore,  the  action  of  the 
President,  and  is  equally  binding  upon  me." 

In  this  view  there  seems  to  be  manifest  error.  The  President  de- 
fined the  authority  rrhich  he  intended  to  confer  upon  the  War  Labor 
Board  to  be  "to  settle  by  mediation  and  conciliation  controversies 
arising  between  employers  and  workers  "  and  "  to  summon  the  parties 
to  controversies"  (i.  e.,  employers  and  workers)  "for  hearing  and 
action  by  the  National  Board  in  the  event  of  failure  to  secure  settle- 
ment by  mediation  and  conciliation."  There  may  be  room  to  contend 
that  the  "action"  contemplated  included  a  compulsory  order  for  the 
payment  of  higher  wages  by  employers,  although  your  predecessor's 
view  to  this  effect  has  thus  far  not  been  shared  by  the  courts  {Gre- 
weri  V.  Ajnerican  Hoist  <£■  Derrick  Co.,  decided  Dec.  5, 1919,  by  Judfre 
F.  N.  Dickson,  of  the  District  Court  of  Ramsey  County,  Minn.;  See. 
266  Red.,  961).  It  seems  too  plain  for  argument,  however,  that  the 
functions  of  the  War  Labor  Board  were  limited  by  the  President  to 
the  relations  existing  between  employers  and  workmen  and  did  not 
extend  to  creating  obligations  on  the  part  of  anyone  (including  the 
Government)  who  in  respect  of  the  controversy  in  question  was 
neither  an  employer  nor  a  workman  nor  did  such  functions  extend  to 
bringing  into  existence  the  relation  of  employer  and  workman. 

The  promise  to  pay  out  of  public  funds,  made  by  Mr.  Rose,  was 
therefore  ineffective  to  charge  the  credit  of  the  United  States  for 
want  of  authority  from  the  President  contained  in  the  proclaraation 
of  April  8, 1918,  or  otherwise  conferred.  Since  the  existence  of  such 
authority  is  a  condition  precedent,  under  the  terms  of  the  Dent  Act, 
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to  the  enjoyment  of  power  on  your  part  or  your  predecessor's  part, 
to  adjust  and  pay,  it  follows  that  the  decision  of  November  30, 1920, 
is  in  law  a  nullity  and  you  are  not  authorized  to  incur  any  expense 
or  take  any  step  looking  toward  the  ascertainment  or  settlement  of 
the  several  amounts  claimed. 

10.  From  what  has  been  said  it  is  apparent  that  I  share  the  view 
of  the  Chief  of  Ordnance  stated  in  paragraph  12  of  this  fourth  in- 
dorsement, dated  March  18,  1921,  and  I  am  unable  to  share  in  their 
entirety  the  views  expressed  by  the  vice  chairman  of  the  War  De- 
partment Claims  Board  and  by  the  present  Assistant  Secretary  of 
War  in  their  respective  memoranda  of  April  2  and  April  11,  1921. 
I  am,  however,  entirely  in  accord  with  their  view  that  the  present 
unfortunate  situation  is  worthy  of  the  consideration  of  Congress  and 
that,  except  in  virtue  of  further  action  by  Congress,  no  payment 
should  be  made  to  the  claimants.  On  the  latter  point  the  Assistant 
Secretary  said  in  his  memorandum : 

"  Probably  not  to  exceed  one-third  of  the  cases  at  Minneapolis  can 
be  adjusted  and  paid  by  the  end  of  this  fiscal  year;  therefore,  it  will 
be  necessary  for  the  War  Department  to  go  to  Congress  in  any  event 
for  an  appropriation  both  for  administration  and  payment  of  such 
cases  as  nave  not 'been  passed  upon  and  paid  before  June  30th. 

"  It  would  be  an  unfortunate  situation,  if  the  War  Department 
would  pay  one-third  of  the  cases,  and  Congress  would  refuse  to 
appropriate  the  balance." 

11.  My  recommendation  is  that,  in  case  the  foregoing  views  meet 
with  your  approval,  claimants  he  informed  (1)  that  you  have  been 
constrained  to  decide  that  the  War  Department  is  without  power 
to  adjust  and  pay  the  claims  under  the  Dent  Act  or  otherwise;  (2) 
that  in  your  opinion  the  matter  is  one  which  merits  consideration 
and  disposition  by  Congress;  and  (3)  that  if  claimants  decide  to  lay 
the  matter  before  Congress,  the  War  Department  will  endeavor  in 
every  way  to  obtain  early  consideration  by  Congress. 

E.  A.  Kreoer, 
Acting  Judge  Advocate  General. 
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Case  No.  1206. 
In  re  CLAU  OF  CKAKUBS  H.  mTBBAT. 

OM  APPKAI.  BEFORE  THE   BECRETART  OF  WAB. 

Till*  olalm.  wac  decided  adTeriel]'  to  elalmaat  oa  Febmar;  23,  IMl,  b;  tlie 
Appeal  Seotlon,  War  Departmeat  Clalmi  BoHrd.  On  appeal  to  Secretaiy 
of  War,  litld  deelilon  wai  Taeated.  For  ■tatemcnt  of  faoti  and  deeldoi, 
■e«  Vdlnme  IT,  pase  BIS;  Volume  TIH,  p.  64X. 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
claim,  I  direct  that  the  decision  of  the  Appeal  Section,  War  Depart- 
ment Claims  Board,  denying  relief,  be  vacated  and  that  the  War 
Department  Claims  Board  make  an  award  of  thirteen  hundred  dol- 
lars ($1,300.00)  in  full  settlement  of  the  above  claim. 

John  W.  Webkb, 
Secretary  of  War. 

June  22,  1921. 
Case  No.  1206. 

In  re  CLAIK  OF  CHABLES  H.  KUBEAT. 

Capt.  Frazer  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT  ON  RECONBmEBATION. 

The  Board  finds  the  following  to  be, the  facts: 

1.  This  case  was  decided  adversely  to  claimant  by  the  Appeal  Sec- 
tion, War  Department  Claims  Board,  February  23, 1921,  reported  in 
Volume  yill,  port  3,  page  262,  and  Volume  IV,  page  812,  as  case 
No.  150-C-1206.  Reference  is  hereby  made  to  these  two  decisions 
for  a  full  statement  of  facts. 

2.  From  that  decision  claimant  noted  an  appeal  to  the  Secretary. 
The  Secretary  of  War,  upon  consideration  of  the  record  under  date 
of  June  9,  1921,  returned  the  record  to  the  War  Department  Claims 
Board  with  the  following  order ; 

"  Upon  consideration  of  the  appeal  and  record  in  the  above  entitled 
claim,  I  direct  that  the  decision  of  the  Appeal  Section,  War  Derart- 
ment  Claims  Board,  denying  relief,  be  vacated  and  that  the  War 
Department  Claims  Board  make  an  award  of  thirteen  hundred 
dollars  ($1,800.00)  in  full  settlement  of  the  above  claim." 
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3,  By  direction  of  the  Secretary  of  War,  contained  in  the  fore- 
going order,  the  decision  of  the  Appeal  Section,  War  Department 
Claims  Board,  of  February  23, 1921,  is  hereby  vacated  and  set  aside, 
and  the  order  denying  relief  to  claimant  dated  February  23,  1&21,  is 
vacated,  recalled,  and  for  naught  held. 

4.  In  pursuance  of  and  in  accordance  with  the  order  of  the  Secre- 
tary of  War  the  Appeal  Section,  War  Department,  finds  for  the 
claimant  in  the  sum  of  $1,300. 

DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  will  prepare  a 
document  setting  forth  the  nature,  terms,  and  conditions  of  the  agree- 
ment, Certificate  Form  "  C,"  and  make  a  statutory  award  in  accord- 
ance with  this  decision  and  will  cause  the  same  to  be  executed  on  be- 
half of  the  United  States  and  by  the  claimant  and  to  be  transmitted 
to  the  appropriate  finance  officer  for  payment. 

Lieut.  Col.  McKeeby  and  Lieut,  John  H.  Tabb  concurring  for  the 
Appeal  Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 

74822— 21— VOLS- 
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Jdnb  2,  1921. 
Oases  Nob.  3049  and  3061. 

In  re  CIAI1C8  OF  IHI  TIHITED  STATES  CAATBISOE  CO. 
ON  APPEAL  BEFORE  THE  SECRErAKT  OF  WAK.    . 

Tlieu  oUtm*  were  dlipoted  of  by  the  App«*l  SceUon,  War  Depaitment  Claims 
Board,  February  SI,  IMl,  by  denylBK  tellef  to  olttlmant.  On  appekl  tn 
the  SeoTetary  of  War,  decltloni  afflnned.     (See  ToL  VIH,  p.  813.) 

Upon  consideration  of  the  appeal  and  record  in  the  above-entitled 
cases,  the  action  of  the  Appeal  Section  denying  relief  is  Affirmed. 
John  W.  Weeks, 
Secretary  of  War. 
778 


DiB.1izedOyGoO<^lc 


June  2, 1921. 
Case  No.  3037. 

/n  re  CLAIM.  OP  TEE  WIHGEESTEE  EEFEATIKQ  ABKS  CO. 
ON  APPEAL  B£FOKE  THE  SECRETART  OF  WAR. 

ITpon  appeal  to  the  Secretary  of  War,  the  dedilou  of  the  Appeal  Sectton,  War 
Bepartmeiit  Clafmi  Board,  dated  Marcli  1,  1921,  was  afflrined.  (See  ToL 
VZH,  thete  decliloni,  p.  67&.) 

TJpon  consideration  of  the  appeal  and  record  in  the  above-entitled 
claim,  the  action  of  the  Appeal  Section  denying  relief  is  affirmed. 
John  W.  Wbbkb, 
Secretary  of  War. 
777 
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Mabch  15,  1921. 
Case  No.  3067. 

In  re  CLAIK  OV  ATLAS  POWSEE  CO. 

1.  DrVOKKAl  AaniBKBHT— COST  Ot  P&OSBCVTIHO  CLAIK.— Viider  tbe  aet 
of  Ibrob  i,  1810,  a  aontrnctor  can  not  be  relmbnried  tot  ezpeaiei 
Inevred  In  PTeparisK  aad  protecntlnK  a  dalai. 

X.  CLAU  AKD  DECISIOir.— Claim  tor  |1S,1S3.87,  under  tiie  act  of  Karcli  S, 
1919,  for  expeniei  of  pTeparlng  and  proiecntlnE  a  claim  and  for  certala 
aialttance  Kl^en  tlie  Oovenunent.  Held,  olalmant  can  not  be  reimboned 
for  the  expenie  of  proHcntlns  the  claim,  but  ihould  be  paid  for  oertali 
■pedal  asilatanoe. 

Capt.  MiUer  writing  the  opinion  of  tbe  Board. 

rlNDINOS  OF  FACT. 

The  Board  finds  the  lollowing  to  be  the  facts : 

1.  This  is  an  appeal  from  a  decision  of  tbe  Ordnance  Section,  War 
Department  Claims  Board,  and  involves  tbe  item  of  expense  in- 
curred by  claimant  in  preparing  and  proving  a  claim  arising  through 
the  suspension  of  proxy-signed  contract  No.  P  2674^-683  E. 

2.  Under  date  of  February  1, 1918,  the  Atlas  Powder  Co.  entered 
into  a  proxy-signed  contract  with  tbe  United  States  of  America 
whereby  the  former  was  to  construct  and  operate  an  ammonium 
nitrate  plant  at  Perryville,  Md.  The  contractor  under  the  terms  of 
this  contract  was  to  be  paid  "  all  costs  actually  or  necessarily  incurred 
in  tbe  construction  and  equipment  of  tbe  plant,  and  in  addition  a 
construction  fee  equivalent  to  three  and  one-half  per  cent  (5J%)  of 
tbe  entire  cost  of  the  creation  and  construction  of  the  plant"  and 
was  also  to  be  paid  "  all  costs  of  operation  "  and  an  operation  fee  ot 
three-eighths  of  1  cent  for  each  pound  of  ammonium  nitrate  produced 
until  December  31,  1919.  After  the  Armistice  the  contract  was  sus- 
pended, and  tbe  contractor  waived  all  rights  to  fees  and  percentages 
that  would  have  arisen  subsequent  to  February  15,  1919. 

3.  The  claim  arising  under  this  contract  was  filed  in  the  early 
part  of  the  year  1919,  and  claimant  thereafter  was  required  to  fur- 
nish considerable  proof  in  connection  with  the  prosecution  of  the 
claim.  Some  of  its  employees  devoted  much  time  to  preparing  data 
for  tbe  claim,  and  various  expenses  were  incurred  by  claimant  in 
furnishing  information  to  tbe  War  Department.  The  matter  before 
the  Appeal  Section  covers  the  salaries  of  employees,  amounting  to 
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$13,801,70,  alleged  by  the  contractor  to  have  been  paid  to  these  em- 
ployees for  services  performed  while  engaged  in  the  preparation  and 
proof  of  the  main  claim,  and  traveling  expenses  of  employees, 
amounting  to  $1,322.27,  incurred  in  connection  with  the  same  work. 

4.  The  principal  charge  is  one  for  50  per  cent  of  the  salary  of 
claimant's  manager  of  ordnance  who  was  working  on  this  and  other 
claims;  salaries  of  the  assistant  manager  of  ordnance  and  of  ac- 
countants, property  clerk,  st«nographera,  and  typists  are  also  in- 
cluded. Claimant  also  urges  the  Appeal  Section  to  consider  other 
items,  but  the  appeal  covers  only  the  salaries  and  traveling  ex- 
penses of  employees  in  preparing  and  proving  the  main  claim. 

5.  In  the  course  of  an  investigation  of  the  claim,  the  War  De- 
partment ordered  a  complete  audit  of  the  Perryville  plant.  While 
this  audit  was  in  progress,  claimant  was  called  on  at  numerous  times 
for  assistance.  Also  at  other  times  the  Govenunent  requested  as- 
sistance of  claimant's  assistant  manager  of  ordnance,  which  did  not 
arise  under  a  proof  of  the  claim. 

6.  Although  the  claim  was  originally  filed  as  covering  expenses 
of  preparing  and  proving  the  "  Perryville  claim,"  claimaiit  now  con- 
tends that  the  entire  expense  was  incurred  in  assisting  the  Govern- 
ment. However,  the  Government  does  not  agree  with  such  a  theory, 
as  much  of  claimant's  expense  was  incurred  in  furnishing  evidence 
that  was  actually  necessary  to  prove  its  claim. 


1,  It  has  never  been  the  policy  of  this  Board  to  allow  a  claimant 
the  expenses  incurred  in  the  preparation  and  presentation  of  its 
claim,  whether  these  c^enses  are  the  result  of  the  services  of  ac- 
countants, attorneys,  or  technical  experts.  Such  expenses  are  not 
thought  properly  reimbursable  under  the  act  of  March  2, 1919,  which 
authorizes  the  Secretary  of  War  "  to  adjust,  pay,  or  discharge  any 
agreement,  express  o;-  implied,  upon  a  fair  and  equitable  basis  that 
has  been  entered  into  in  good  faith  during  the  present  emergency  and 
prior  to  November  twelfth,  nineteen  hundred  and  eighteen,  by  any 
officer  or  agent  acting  under  his  authority,  direction,  or  instruction, 
or  that  of  the  President,  •  •  •  or  for  the  production,  manu- 
facture, sale,  acquisition,  or  control  of  equipment,  materials,  or  sup- 
plies, or  for  services,  or  for  facilities,  or  other  purposes  connected 
with  the  prosecution  of  the  war."  Such  services  are  not  and  can 
not  be  construed  in  any  way  to  fall  under  the  authorization  of  th& 
act,  nor  are  they  for  the  purpose  therein  provided  under  which  they 
should  fall  to  be  considered  as  a  proper  item  for  reimbursement. 
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2.  When  a  contractor  desires  to  present  a  claim  to  the  Secretary 
of  War,  the  contractor  must  not  only  stand  the  expense  of  preparing 
the  original  foi-ms  filed  with  the  War  Department  but  must  be  ready 
to  furnish  the  Government  such  further  proof  as  may  be  necessary 
to  substantiate  the  claim.  Many  claimants  have  thought  their  origi- 
nal evidence  sufficient,  but  have  been  required  to  furnish  additional 
proof  of  a  more  definite  nature  before  this  Board  can  properly  de- 
termine the  claim.  And  all  such  proof  has  been  furnished  at  the 
expense  of  the  claimant. 

3.  During  the  entire  period  of  existence  of  the  Board  of  Contract 
Adjustment  all  parties  prosecuting  claims  before  that  Board  were 
required  to  assume  the  expenses  of  preparing  their  evidence.  This 
included  not  only  the  furnishing  of  various  papers,  documents,  re- 
ports of  accountants,  etc.,  but  each  claimant  when  granted  a  hearing 
produced  nis  own  witnesses  at  the  hearing,  and  paid  the  expenses  of 
these  witnesses.  The  same  procedure  was  adopted  by  the  Appeal 
Section,  War  Department  Claims  Board,  when  it  succeeded  the 
Board  of  Contract  Adjustment. 

4.  Both  the  Board  of  Contract  Adjustment  and  the  Appeal  Section 
have  consistently  held  that  claimants  could  not  charge  to  the  Govern- 
ment expenses  incurred  in  preparing,  presenting,  proving,  and  prose- 
cuting their  claims.  The  act  of  March  2, 1919,  does  not  authorize  the 
Secretary  of  .War  to  reimburse  the  claimant  for  expenses  incarred  in 
prosecuting  a  claim  against  the  War  Department.  (E.  L.  Long, 
Case  No.  2909,  vol,  7,  pt.  4,  these  decisions.)  This  act  does  not  au- 
thorize the  Secretary  of  War  to  reimburse  a  claimant  the  expenses  of 
an  attorney  in  prosecuting  a  claim  against  the  War  Department. 
(Sieber  &  Fleming,  Case  No.  28i9,  vol.  7,  ptB,  these  decisions.)  A 
charge  made  by  a  claimant  for  extra  work  done  in  repreparing  a 
claim  for  presentation  to  a  claims  board  in  accordance  with  forms 
furnished  by  that  Board  and  for  subsequent  vFork  in  connection  with 
the  claim  can  not  be  paid  by  the  Government,  even  though  the  item 
does  not  include  any  charge  for  the  preparation  and  filing  of  the 
original  claim.  (Piatt  Iron  Works,  Case  No.  2914,  vol.  8,  these  de- 
cisions.) 

5.  Cost-plus  contracts  come  under  the  same  rule  as  other  contracts 
with  respect  to  the  charges  for  prosecuting  claims.  While  the  con- 
tract provides  for  the  payment  by  the  Government  of  costs  plus  cer- 
tain fees  or  percentages,  it  is  clear  that  the  Grovemment  is  not  bound 
to  reimburse  the  contractor  for  every  expense  arising  under  the  con- 
tract. This  expense  is  one  that  must  be  paid  from  the  fees  allowed 
the  contractor.  Certain  expenses  it  must  pay  from  its  compensation 
provided  for  in  the  contract.  (Comp.  Dec,  Atlas  Powder  Co., 
October  11, 1918.) 
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6.  Although  claimant  can  not  be  reimbursed  for  expenses  in  con- 
nectioQ  with  presenting  or  proving  its  claim,  it  is'  evident  that  in 
this  particular  case  claimant  rendered  the  Qovemment  valuable  as- 
sistance at  times  imder  request  of  the  (government,  and  incurred 
expenses  which  would  not  have  arisen  through  the  preparation  or 
proof  of  claim.  This  is  especially  true  as  concerns  a  portion  of  the 
services  of  Mr.  J.  A.  Byrom,  claimant's  assistant  manager  of  ord- 
nance, who  greatly  assisted  the  Government  in  furnishing  informa- 
tion which  was  beyond  the  ordinary  proof  required  in  determining 
a  claim,  and  applies  to  some  services  rendered  by  minor  employees. 

7.  The  Appeal  Section  will  not  determine  the  amount  due  claimant 
for  this  assistance,  except  to  &nd  that  claimant  can  not  be  aUowed  the 
entire  claim  of  $15,123.97,  as  it  is  clear  that  some  of  this  expense  was 
incurred  in  furnishing  evidence  to  properly  prove  its  claim.  The 
Ordnance  Section  having  investigated  the  entire  claim  arising  under 
contract  No.  P  2674-583  E,  is  in  a  position  to  determine  the  portion 
of  the  expense  which  should  be  charged  to  the  preparation  and  proof 
of  claim  and  the  amount  that  should  be  allowed  for  special  assistance 
given  the  Government. 

DISPOSmOH. 

The  Appeal  Section,  War  Department  Claims  Board,  will  trans- 
mit this  decision  to  the  Ordnance  Section,  War  Department  Claims 
Board,  for  appropriate  action. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section;  CoL  Morrow  umcurriog  for  the  War  Department  Claims 
Board. 
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Mabch  25, 1921. 
Case  So.  3066. 
In  re  CLAUC  OT  JXWEL  ISA  CO. 

1.  IBKPOIIAZT  XXTKOVEXENTS.— Where  the  United  SUtet  takei  pauewloB 
of  elalmant'i  plant  onder  the  act  of  Aafuat  10,  1917,  and  claimant  It 
Dbllgwd  to  acquire  a  new  hnlldlng  and  make  permanent  ImpToTcmeati 
thereon  whleh  enhance  the  Talne  of  the  building,  and  alio  tempoiaty 
Improrementi  whleh  oonld  anly  be  nied  by  an  ooenpant  of  the  bvlldlnf 
engaKed  In  the  tame  bnilneu  (roasting  coffee  and  tea),  and  lald  ten- 
parar7  Improrementa  are  dismantled  after  the  United  State*  retnisi 
cUlmant'i  plant  to  It,  claimant  li  entitled  to  be  relmhnrMd  the  eort  at 
espendltnret  made  for  inch  temporary  tmprorementa,  lew  the  calvage 
thereon. 

9.  EXTRA  COST  07  FBOSTJCTIOF.— Where  the  United  State*  take*  over  olain- 
ant'i  plant,  a*  recited  In  paragraph  1  above,  and  elalmant  1*  therefore 
obliged  to  handle  It*  Incoming  green  coffee  and  tea  lererai  mere  tlnct 
than  he  wonld  hare  handled  It  had  It*  plant  sot  been  reqnltltloned,  and 
li  obliged  to  thlp  a  part  of  the  green  coffee  and  tea  to  Chicago  whleh 
wonld  have  been  roa*ted  lu  iti  plant  before  being  shaped,  and  Inonn 
other  expeniea  which  wonld  not  have  been  Inenrred  If  Its  plant  bad  not 
been  reqnliitloned,  claimant  ii  eatitLed  to  telmbnnement  for  the  extra 
lou  and  ezpenie  lo  Incorred. 

S.  CLAm  AHO  OXGISIOir. — Appeal  from  an  award  of  the  AppnlBnl  Seotloa. 
Held,  claimant  entitled  to  eertain  items  a*  recited  in  paragrapbi  1  and  S 
above,  but  It  not  entitled  to  attorney'*  fee*  and  expenie*  InooTred  li 
preparing  and  proiecntlng  the  elalm.  Certain  other  Items  ate  alM 
dteallowed. 

Capt  Taylor  writing  the  opinion  of  the  Board. 

STATEMENT   OP  FACTS. 

1.  This  claim  ia  before  the  Appeal  Section,  War  Department 
Claims  Board,  on  appeal  by  claimant  from  a  final  award  thereon, 
made  by  the  Appraisal  Section,  War  Department  Claims  Board,  De- 
cember 31, 1920.  The  War  Department  Claims  Board,  by  resolution, 
granted  the  Appeal  Section  jurisdiction  in  this  claim. 

2.  The  facts  relative  to  this  claim  are  as  follows :  Tn  the  spring  of 
1918  claimant  was  the  occupant  of  unit  E  of  the  Bush  Terminals  at 
Hoboken,  N.  J.,  under  a  lease  extending  over  a  period  of  21  years 
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from  January,  1917.  Claimant  had  been  in  operation  in  thia  building 
only  a  few  months.  It  was  a  12-story  building,  containing  235,000 
square  feet  of  floor  space.  (!?laimant  had  expended  approximately 
$200,000  in  equipping  the  building  as  a  coffee  and  tea  roasting  and 
storage  plant,  it  being  equipped  with  the  most  modem  machinery  and 
appliances  used  in  that  business,  a  considerable  portion  of  which 
constituted  permanent  fixtures. 

3.  Early  in  the  spring  of  1918  the  Quartermaster  Department  of 
the  United  States  Army  acquired  a  portion  of  the  space  in  the  build- 
ing in  question,  the  rental  therefor  being  fixed  by  agreement  between 
the  parties.  At  about  the  same  time  the  Ordnance  Department  decided 
that  the  entire  building  was  necessary  for  its  use.  A  requisition,, 
dated  February  28,  1918,  was  served  upon  claimant  March  1,  1918^ 
requisitioning  the  property  for  the  Ordnance  Department.  This  ac- 
tion purported  to  be  under  the  authority  of  the  act  of  August  10^ 
1917. 

4.  A  controversy  then  arose  between  the  Quartermaster  Department 
and  the  Ordnance  Department  relative  to  the  possession  of  the  build- 
ing. This  controversy  terminated  in  favor  of  the  Ordnance  Depart- 
ment, and  on  April  15,  1918,  claimant  was  notified  that  the  entire 
building  would  be  taken  over  by  the  United  States  for  the  use  of  the 
Ordnance  Department.  At  the  time  the  requisition  above  mentioned 
was  issued  it  was  the  intention  of  the  Ordnance  Department  to  turn 
over  this  building  to  the  Bemington  Arms  U.  M.  C.  Co.,  to  be  used 
by  that  company  in  the  manufacture  of  ammunition  for  the  United 
States.  After  the  premises  were  vacated  by  claimant  the  building 
was  turned  over  to  the  Remington  Arms  U.  M.  C  Co..  and  was  used 
by  that  company. 

d.  Considerable  time  was  spent  in  a  futile  effort  to  commandeer  a 
building,  known  as  the  Ellis  Building,  located  in  New  York  City» 
in  order  that  claimant  could  move  its  machinery  and  equipment  into 
that  building  and  continue  to  conduct  its  business  therein.  This  plan 
was  finally  abandoned  when  it  was  learned  that  no  authority  existed 
for  such  a  procedure.  Claimant  then  began  negotiations  for  the  pur- 
chase of  a  building  at  Newark,  N.  J.,  known  as  the  Ford  Building. 
This  property  was  purchased  by  claimant  on  July  15,  1918,  at  the 
price  of  $97,500,  but  subject  to  a  lease  that  would  not  expire  for  about 
three  months.  In  order  to  get  immediate  possession  of  this  building 
claimant  was  compelled  to  pay  the  lessee  thereof  $9,177.66  for  the 
unexpired  lease.  Claimant  spent  a  considerable  sum  in  repairing  the 
Ford  Building,  some  of  the  improvements  being  of  a  permanent 
nature  and  some  of  a  temporary  nature — i.  e.,  improvements  which 
could  only  be  used  by  an  occupant  of  the  building  engaged  in  the 
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coffee  and  tea  roasting  business  and  which  could  not  be  used  for  any 
other  purpose. 

Such  of  the  machinery  and  equipment  at  the  Hohoken  plant  as 
could  be  used  in  the  Newark  plant  was  removed  by  claimant  from 
the  Hoboken  plant  and  installed  in  the  Newark  plant.  Claimant  also 
purchased  *  considerable  quantity  of  temporary  machinery,  and  in- 
stalled this  in  the  Newark  plant.  This  machinery  was  much  lighter 
than  similar  machinery  in  the  Hoboken  plant.  The  machinery  in 
the  Hoboken  plant  which  could  not  be  used  in  the  Newark  plant  was 
removed  by  the  Ordnance  Department  and  stored  in  a  warehouse  on 
Staten  Island.  Some  of  this  machinery  was  very  heavy,  and  it  was 
greatly  damaged  in  the  process  of  removal. 

6.  On  September  1, 1919,  the  building  at  Hoboken  was  returned  to 
claimant,  but  it  was  not  until  January  1,  1920,  that  the  machinery 
stored  on  Staten  Island  was  returned  to  claimant,  and  it  was  som« 
months  thereafter  before  claimant  was  able  to  reinstall  the  machinery 
in  its  Hoboken  plant  and  get  the  same  in  operation  again. 

7.  At  the  time  the  requisition  order  was  served  upon  claimant 
company,  and  at  various  other  times,  both  prior  and  subsequent 
thereto,  claiuant  was  told  by  various  officers  of  the  Ordnance  De- 
partment that  it  would  he  fully  reimbursed  by  the  United  States  for 
the  removal  and  installation  expenses  and  all  incidental  damages 
which  had  been  or  would  be  sustained  by  it  by  reason  of  the  property 
taken  by  the  United  States. 

8.  The  claim  was  originally  presented  to  the  Board  of  Appraisers 
on  the  theory  that  the  property  had  been  taken  under  the  act  of 
August  10,  1917.  After  considering  the  claim  the  Board  of  Ap> 
praisers  decided  that  the  taking  of  the  plant  under  the  act  of  Auguk 
10,  1917,  was  unauthorized,  and,  therefore,  the  claim  properly  came 
within  the  purview  of  the  act  of  March  2, 1919.  A  certificate,  Form 
"C,"  and  the  accompanying  document  were  issued  under  date  of 
May  4,  1920,  by  the  War  Department  Board  of  Appraisers,  now  the 
Appraisal  Section,  '\^ar  Department  Claims  Board.  That  Board 
has  made  a  number  of  awards  on  this  claim,  said  awards  covering 
various  items  for  expenditures  incurred  by  claimant  in  removing  its 
machinery,  equipment,  etc.,  from  the  Hoboken  plant ;  expenditures 
for  putting  the  machinery,  equipment,  etc.,  back  in  the  Hoboken 
plant ;  and  for  damages  to  the  machinery  and  equipment.  Under 
date  of  December  31,  1920,  the  Appraisal  Section  made  an  award 
which  purported  to  be  a  Snal  award.  It  is  from  this  award  that 
claimant  has  appealed  to  the  Appeal  Section. 
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The  it«ms  of  the  claim  which  were  disallowed  by  the  Appraisal 
Section  are  numbered  items,  divided  into  groups,  as  follows : 

Gboup  jfc, 

ITRUS   21    TO   SI,   INCLIFSITX. 

Expenie  of  emergency  inttaOation  of  Jievyark   {osecludiiHg  eott  of  aU  iiemi 
wngtituting  anteli  and  UtcluAing  talvage  voluea). 

21.  Labor  on  teraporaiy  Installation  by  HuDtley  Manufactiirlng  Go. 

employees $12,638.27 

22.  Miscellaneous  flttlugs  and  lumber 254.81 

23.  FrellmLnary  examination  of  Ford  Building  (Cbas,  Fall) 250. €0 

24.  Architect's  services,  Ford  Building  (Clias.  Fall) 830.00 

25.  Special  plumbing  (Wlllianiaon) 3,696.60 

26.  Pay  of  Jewel  Tea  Co.  employees  supervialng  Installation 3, 220. 83 

27.  Dust  collectors  (Huntley  Manufacturing  Co.) 1,120.00 

28.  Duplicate  tel^hone  service  (Bank  SL  Warehouse) 30.53 

29;  Special  electrical  work  (E>avia) 3,750.32 

30.  Special  bins,  partitions,  and  other  equipment  (Toung) 3,903.93 

81.  Special  decorating  (Jensen) 120,89 

Actual  loss  on  emergency  installation  at  Newark 29,  717.28 

GaotJF  II. 

ITEUS   138,    122,    134,   44,   49,    GB,    4B,-BS,   4T. 

Increagei  coiU  Sewark  aver  Hohoken  during  emergencv  period  (deflnitelv 
lucertaHtable  itema  cimttitttting  aAditiwts  to  mantifacturing  and  merchandite 
ootU). 

123.  Net  charges  paid  for  extra  handling  from  ship  to  Newark 
plant.  (Consolidation  of  former  Items  41,  and  51 — green 
coffee  only) 114,781.20 

122.  Incoming  green  coffee  lost  by  extra  handling  from  ship  to 

Newark  plant.    (Ck>nBolldatlon  of  former  items  42  and  52) 38,795.69 

324.  Trucking  expenoi?  through  lack  of  railroad  siding  nt  Newark. 

(Consolidntion  of  former  Items  43  and  53) 13,734.29 

44.  Increased  Insurance  Newark  over  Hoboken 13,291.04 

46.  Freight  paid  on  excess  weight  of  green  over  roasted  coHee 

prior  to  Sept  1. 1919 1,496.84 

55.  Freight  paid  on  excess  weight  of  green  over  roasted  coffee, 

period  from  Sept.  1, 1919,  to  July  18,  1920 110. 86 

40,  Trucking  In  ChtcaBO  up  to  Sept.  1, 1919,  account  lack  of  capacity 

Newark  plant  and  resulting  necessity  of  roasting  tn  Chicago 16, 127. 58 

56.  Trucking  In  Chicago  from  Sept.  1. 1910,  to  July  18, 1920,  account 

lack  of  capacity  Newark  plont  and  resulting  necessity  of 

roasting  In  Chicago 190.82 

47.  Demurrage  in  Chicago  through  inability  to  receive  heavy  ship- 

ments caused  by  speed  of  removal  from  Hoboken 846. 87 

Total  of  the  definite  itema  increasing  manufacturing  and 
merchandise  costs  during  emergency  period 99, 878. 69 
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Obodp  III. 

FTEUB  81,  e.  111,  6S,  ea,  is,  *. 

81,  Eoglneer'a  fees  od  power  wiring f2S1.2fr 

9.  Ex];>ense8  of  vice  preBldent  incident  to  removal : 849, 85 

111.  Expense  for  services  of  Bpeclal  counsel 10, 000, 00- 

68.  Salary  and  expenses  of  employees  in  preparation  and  prose- 
cution of  claim 1T,8T4^S4 

96,  Salary  of  employees  enpervising  tnatallatlQn 1, 24LQ7 

13.  LoBB  by  purchase  of  lease  on  Ford  Building,  as  necessitated 

by  pressure  to  vacate  Hobokcn  plant 9, 177. 66- 

4.  FYelght  charges  from  Hoboken  to  Chicago  and  elsewbere  oa 

out^lng  merchandise  and  equipment 39, 143. 70 

Total  of  Items  91,  8,  111.  68,  96, 18,  and  4 58, 068. 51 

nXCAPITULATION. 

9,  The  items  enumerated  in  Group  I  are  self-explanatory.  These 
are  items  covering  expenditures  which  claimant  has  designated  as 
having  been  made  for  improvements  of  a  temporary  nature  as  dis- 
tinguished from  improvements  made  which  were  of  a  permanent 
nature.  The'  testimony  shows  that  claimant  spent  approximately 
$40,000  for  improvements  on  the  Newark  plant  which  it  considered 
of  a  permanent  nature^i.  e.,  permanently  improved  the  building  and 
enhanced  the  value  thereof  accordingly.  Claimant  is  not  asking  for 
any  reimbursement  for  improvements  made  which  are  of  a  perma- 
nent nature,  but  is  asking  for  reimbursement  on  the  items  above 
enumerated  on  the  theory  that  these  improvements  were  of  such  s 
character  as  could  be  used  by  an  occupant  engaged  only  in  the  tea  and 
coffee  roasting  business.  The  Appraisal  Section  disallowed  the  items 
in  this  group  on  the  theory  that  claimant  purchased  the  plant  at 
Newark,  New  Jersey,  with  the  intention  of  making  it  a  permanent 
coffee  and  tea  roasting  plant,  and  that  therefore  the  improvements 
which  claimant  has  designated  as  of  a  temporary  character  were 
erroneously  so  designated,  and  were  really  permanent  improvements. 


10,  The  items  enumerated  in  this  group  constitute  what  daimant 
has  designated  as  extra  expenses  incurred  by  reason  of  the  Govern- 
ment taking  over  its  Hoboken  plant  and  forcing  claimant  to  conduct 
its  business  on  a  much  smaller  scale  in  the  Newark  plant.  These 
extra  charges  represent  the  cost  of  extra  handling  of  green  coffee 
from  the  ship  to  the  Newark  plant.  The  Hoboken  plant  was 
equipped  so  that  coffee  and  tea  could  be  unloaded  direct  from  the 
lighters  to  trucks  on  elevators  which  would  carry  the  articles  to  the 
floor  on  which  they  were  to  be  stored.    The  transfer  of  coffee  and  tea 
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from  lighters  to  the  Newarfe:  plant  necessitated  additional  handling 
and  hauling,  as  represented  by  items  123,  122,  and  124. 

Item  44  represents  the  increased  cost  of  insurance  at  the  Newark 
plant  over  the  Hoboken  plant,  due  to  the  higher  rate  prevailing  on 
the  Newark  plant  than  prevailed  on  the  Hoboken  plant.  Claimant 
admits  that  it  is  liable  for  the  insurance  premiums  based  on  the  rates 
prevailing  on  the  Hoboken  plant.  This  item  is  for  the  increased 
rate — i.  e.,  the  difference  between  Hoboken  and  Newark  plants. 

Items  45  and  55  represent  freight  paid  on  excess  weight  of  green 
coffee  over  roasted  coffee.  This  is  green  coffee  which  claimant  would 
have  roasted  at  its  Hoboken  plant  but  which  it  was  not  able  to  roast 
_  at  its  Newark  plant  owing  to  lack  of  capacity.  The  green  coffee  was 
shipped  to  Chicago  and  there  roasted.  These  two  items  are  for  the 
difference  in  freight  rate  between  roasted  coffee  and  green  coffee. 

Items  46  and  56  represent  the  cost  of -trucking  green  coffee  from 
the  railroad  to  the  plant  in  Chicago.  This  shipment  of  green  coffee 
to  Chicago  was  necessitated  by  the  circumstances  related  in  connec- 
tion with  items  45  and  55  above. 

Item  47  is  for  demurrage  chains  on  green  coffee  paid  in  Chicago 
through  claimant's  inability  to  receive  heavy  shipments  caused  by 
the  necessity  of  a  speedy  removal  of  the  green  coffee  from  the  Ho- 
boken plant  at  the  time  the  Ordnance  Department  took  possession  of 
the  Hoboken  plant. 


II.  These  items  are  miscellaneous.  Item  111  represents  a  fee  paid 
by  claimant  for  services  of  special  counsel  employed  to  prosecute  this 
claim  before  the  War  Department  Board  of  Appraisers.  Claimant 
has  presented  no  claim  for  counsel  fees  to  its  regular  attorneys. 

Item  68  represents  salaries  and  expenses  of  claimant's  employees 
in  preparation,  prosecution,  and  presentation  of  this  claim. 

Item  4  represents  freight  charges  from  Hoboken  to  Chicago  and 
elsewhere  on  outgoing  coffee  and  tea  which  had  been  purchased  by 
claimant  before  the  Hoboken  plant  was  taken  over  by  the  Govern- 
ment, but  which  came  into  port  at  New  Tork  after  the  Government 
took  possession  of  the  Hoboken  plant.  When  this  coffee  and  tea 
reached  port  claimant  did  not  have  sufficient  room  in  the  Newark 
plant  to  take  care  of  the  same,  and  consequently  was  obliged  to  store 
it  in  New  Y^ork  or  ship  it  to  some  of  its  inland  plants  to  be  roasted. 

DECISION. 
OBODP  I. 

1.  The  record  in  this  case  shows  that  during  1917  claimant's 
volume  of  sales  amounted  to  $15,847,603.59,  on  which  it  made  a  net 
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profit  of  $1,350,807^5.  During  1918  the  volume  of  sales  anioimted 
to  $15,598,495.81,  on  which  claimant  made  a  net  profit  of  $92,039.75. 
During  1919  the  volume  of  sales  amounted  to  $16,538,&35.38,  on 
which  claimant  sustained  a  net  loss  of  $1,274,045.81.  These  figures 
afford  some  idea  of  the  enormous  loss  which  this  company  has  sus- 
tained by  reason  of  the  taking  over  of  its  Hoboken  plant  by  the 
Govemmeat.  However,  it  is  impossible  to  eveu  approximately 
estimate  the  enormous  loss  to  its  future  business  which  claimant  must 
have  suffered  by  reason  of  having  been  deprived  of  its  Hoboken 
plant  from  July,  1918,  until  January  1,  1920.  Ko  claim  is  made 
for  such  a  loss. 

The  items  enumerated  in  this  group  are  for  expenditures  which 
claimant  actually  made  on  the  Xewark  plant  in  order  to  equip  it' 
as  a  temporary  coffee  and  tea  roasting  plant.  These  items  can  not 
be  considered  as  an  increased  cost  of  operation  or  production.  Nor 
were  they  permanent  improvements  to  the  Newark  plant,  as  was  held 
by  the  Appraisal  Section.  In  our  opinion  the  conclusion  of  the 
Appraisal  Section  is  not  supported  by  the  evidence.  The  evidence 
shows  that  claimant's  Hoboken  plant,  which  was  taken  over  by  the 
Government,  was  adequate  for  all  of  its  business  and  that  the  Newark 
plant  was  acquired  solely  as  a  makeshift  to  be  used  during  the  period 
the  Government  occupied  the  Hoboken  plant  The  Newark  plant 
was  wholly  unsuited  for  the  purpose  to  which  claimant  put  it.  The 
walls  were  so  weak  that  heavy  machinery  could  not  be  used  in  it, 
and  the  light  machinery  which  was  installed  caused  the  walls  to 
vibrate  to  such  an  extent  that  it  threatened  the  collapse  of  the  build- 
ing. As  soon  as  claimant  was  reestablished  in  its  Hoboken  plant 
it  disposed  of  the  Newark  plant  and  equipment.  Claimant  actually 
suffered  a  loss  on  the  sale  of  the  Newark  property,  but  it  is  not  ask- 
ing reimbursement  thereon. 

The  only  item  in  this  group  that  is  open  to  criticism  is  iton  26, 
$3,220.83,  for  pay  of  Jewel  Tea  Co.  employees  who  supervised  the  in- 
stallation of  the  Newark  plant.  This  item  covers  the  amount  paid  to 
the  employees  from  September  7,  1918,  to  December  28,  1918.  In- 
cluded therein  is  the  pay  of  Messrs.  Bergman,  Hedley,  Kohl,  and 
Meagher,  and  Miss  Marisicano,  amounting  to  $2,775.  Fifty  per  cent 
of  this  amount  is  charged  against  the  United  States  and  50  per  cent 
is  charged  against  claimant,  on  the  theory  that  one-half  of  the  time 
of  the  said  employees  was  devoted  to  the  installation  of  the  Newark 
plant  and  one-half  devoted  to  the  ordinary  business  of  the  Jewel  Tea 
Co.  The  portion  of  their  salaries  which  claimant  insists  is  properly 
chargeable  to  the  United  States  amounts  t«  $1,387.50;  the  balance  of 
the  item,  amounting  to  $1,943.33,  represents  one-half  of  the  salary  of 
Mr.  Eulass,  claimant's  vice  president,  during  the  same  period.  In 
view  of  the  fact  that  one-half  of  the  time  of  claimant's  employees 
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was  devoted  to  supervising  both  pennanent  and  temporary  improve- 
ments at  the  Newark  plant,  and  the  cost  of  the  permanent  improve- 
ments just  about  equals  the  cost  of  the  temporary  improvements,  it 
is  our  opinion  that  only  half  of  this  it«m  should  be  allowed,  to  wit, 
the  sum  of  $1,610.42. 

It  is  our  opinion  that  all  of  the  remaining  items  of  this  group 
should  be  allowed.    The  items  of  this  group  allowed  are,  therefore, 
as  follows: 
'21.  Labor  on  temporary  installation  by  Huntley  Manufacturing  Co, 

employees *12, 536. 27 

22.  Miscellaneous  fittings  and  lumber 254.  01 

23.  Preliminary  examination  of  Ford  buUdlnga  (Chaa.  Fall). 260.00 

24.  Architect's  services,  Ford  building  (Cbaa  FaU) 830.00 

25.  Special  plumbing  (Williamson) 3.690.  60 

26.  Pay  of  Jewel  Tea  Co.  employees  auperrlBlng  installation 1, 610, 42 

27.  Dust  collectora  (Huntley  Manufacturing  Co.) 1,120.00 

28.  Duplicate  telephone  service  (Bank  Street  Warehouse) 30.58 

29.  Special  electrical  worli  (DaTls) 8,750.32 

30.  Special  bins,  partltlona,  and  other  equipment  (Toung) 8,903.93 

31.  Special  decorating  (Jenswi) 120.89 

Total 28,  lOe.  87 


2.  The  items  enumerated  in  this  group  represent  increased  cost  of 
operation  or  production.  With  the  exception  of  item  122  they  repre- 
sent excess  charges  which  claimant  was  obliged  to  pay,  which  would 
naturally  be  added  to  the  cost  of  production.  The  Appraisal  Section 
disallowed  these  items  on  the  theory  that  they  constituted  a  claim 
for  loss  of  profits.  There  is  some  merit  in  this  conclusion.  Increased 
cost  of  production  means  a  decrease  in  profits,  but  when  the  total 
cost  of  production  exceeds  the  selling  price  of  the  article,  the  result 
is  not  only  a  loss  of  profits,  but  a  net  loss  as  well.  The  figures  given 
above,  showing  the  record  of  operations  for  1918  and  1919,  show  that 
claimant  sustained  an  actual  loss  as  well  as  a  loss  in  profits.  The 
Appraisal  Section  has  found  that  this  claim  comes  within  the  pur- 
view of  the  act  of  March  2,  1919,  which  prohibits  the  allowance  of 
possible  or  prospective  profits.  Claimant  has  accepted  Certificate 
"  C  "  and  the  accompanying  document  setting  forth  the  nature,  terms, 
and  conditions  of  the  agreement  entered  into  between  the  claimant 
and  the  United  States  at  the  time  claimant's  plant  was  taken  over 
by  the  Ordnance  Department.  Paragraph  34  of  the  document  accom- 
panying Certificate  "  C  "  states  that : 

"  Both  prior  and  subKequent  to  the  serving  of  the  alleged  requisi- 
tion on  March  1,  1918,  and  continuously  throughout  the  negotiations 
for  the  property  preceding  the  serving  of  said  alleged  requisition 
and  throughout  the  negotiations  for  possession  of  the  premises  sub- 
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sequent  to  the  serving  of  said  alleged  requisition,  TarioDS  officers  and 
employees  of  the  Ordnance  Department  made  to  the  claimant  Com- 
pany statements  and  representations  that  it  would  be  fully  reim- 
bursed by  the  United  States  for  the  removal  and  restoration  expenses 
and  for  aU  incideiital  dmnages  which  had  been  or  would  be  sustained 
by  it  by  reason  of  the  taking  of  said  property  by  the  United  States." 

The  Appraisal  Section  found  the  nature,  terms,  and  conditions  of 
the  agreement  entered  into  between  claimant  and  the  United  Stat«s 
to  be  as  follows : 

"  39.  *  •  "  there  arose  from  the  facts  and  circumstances  here- 
inbefoi-e  recited,  an  informal  agreement,  expressed  or  implied  as  a 
fact,  between  the  Jewel  Tea  Co.,  Inc.,  and  the  United  States,  the 
nature,  terms  and  conditions  of  which  are  that  the  United  States 
would  make  just  compensation  for  the  use  of  claimant's  property 
and  damages  thereto  resulting  from  such  use,  and  reimhurse  claimant 
/or  such  TeaaoTuihle  expenditures  and  ohligations  as  were  Tnade  or  in.- 
.ewrred  by  said  claimant  upon  the  faith  of  such  implied  agreement." 

The  act  of  August  10,  1917,  Section  12,  is  as  follows : 

"  Whenever  the  President  shall  determine  that  the  further  use  or 
■operation  by  the  Government  of  any  such  factory,  mine  or  plant,  or 
ft  part  thereof,  is  not  essential  for  the  national  security  or  defense, 
the  same  shall  be  restored  to  the  person  entitled  to  the  possession 
thereof.  The  United  States  shall  make  just  compensaiion,  to  be  de- 
termined by  the  President,  for  the  taking  over,  use,  occupation,  and 
■operation  by  the  Government  of  any  such  factory,  mine,  or  plant,  or 
part  thereof." 

The  promises  which  the  Appraisal  Section  found  were  made  to 
claimant  by  various  officers  of  the  Ordnance  Department,  both  prior 
:and  subsequent  to  the  service  of  the  requisition  for  the  plant  in  ques- 
tion, were  perhaps  broader  and  more  liberal  than  the  compensation 
authorized  by  the  act  of  August  10,  or  than  would  be  authorized  by 
the  terms  of  the  agreement  which  the  Appraisal  Section  has  found 
was  actually  entered  into,  as  recited  in  paragraph  39  of  the  docu- 
ment. 

In  the  opinion  of  the  Appeal  Section,  the  items  enumerated  in 
■Group  II  can  not  be  designated  as  anticipated,  possible,  or  prospec- 
tive profits,  which  claimant  would  have  earned.  They  are  items  rep- 
resenting expenditures  which  claimant  actually  made,  which  it  would 
not  have  made  if  the  Government  had  not  taken  over  its  Hobokeo 
plant.  These  items  represent  only  a  small  part  of  the  actual  losses 
-which  claimant  has  sustained,  and  are  clearly  allowable  under  the 
act  of  August  10, 1917,  and  also  are  clearly  allowable  under  the  terms 
of  the  agreement  which  the  Appraisal  Section  has  found  to  have  been 
entered  into  between  claimant  and  the  United  States,  as  set  out  in 
paragraph  39  of  the  document  accompanying  the  Certificate  Form 
*'  C."  They  are  also  allowable  according  to  established  principles  of 
law  relating  to  the  taking  of  private  property  under  the  right  of 
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eminent  domain.  (See  Ehret  vg.  SehuylhUX,  etc.,  R.  R.  Co.,  151  Pa. 
158.) 

With  reference  to  item  122,  claimant  has  been  unable  to  furnish 
the  Kctual  weights  of  coffee  at  the  time  it  was  unloaded  from  the 
boats  and  the  actual  weights  at  the  time  the  coffee  was  delivered  at 
the  Newark  plant.  The  amount  of  this  item  is  computed  by  estimat- 
ing the  loss  occasioned  by  the  extra  handling  necessary  in  getting 
the  coffee  from  the  boat  to  the  Newark  plant.  Due  allowance  has 
been  made  for  the  leakage  occasioned  by  the  number  of  handlings 
which  would  have  been  required  if  the  coffee  had  been  placed  in  the 
Hoboken  plant.  Tliis  item  is  therefore  for  the  leakage  occasioned  by 
the  extra  handling.  There  is  no  accurate  way  of  determining  the 
exact  amount  of  coffee  lost  by  rea.son  of  the  extra  handling.  Con- 
siderable testimony  was  offered  by  claimant  in  support  of  this  item, 
all  of  which  is  to  the  effect  that  each  time  coffee  is  handled  there  is 
a  necessary  loss  due  to  leakage  of  the  coffee  from  the  bags.  Some 
testimony  was  taken  on  this  item  which  may  be  considered  as  expert 
testimony.  This  testimony  was  to  the  effect  that  the  average  loss, 
or  leakage,  from  the  bags  occasioned  by  one  handling  of  the  coffee 
has  been  shown  by  experience  to  vary  from  one-half  to  three-fourth 
per  cent.  The  amount  of  this  item  is  computed  on  the  basis  of  the 
loss  of  one-half  per  cent  for  each  extra  handling  of  the  coffee,  and 
there  were  two  extra  handlings  required  in  moving  the  coffee  from 
the  boat  to  the  Newark  plant.  This  I  per  cent  loss  is  then  computed 
on  the  basis  of  the  actual  value  of  the  total  number  of  bags  placed 
in  the  Newark  plant.  It  is  the  opinion  of  the  Appeal  Section  that 
the  basis  of  computing  the  loss  occasioned  by  extra  handling,  as 
above  outlined,  is  fair,  and  is  as  nearly  accurate  as  it  is  possible  to 
determine. 

The  other  items  in  this  group,  viz :  Items  44,  45,  55,  46,  56,  and  47, 
are  supported  by  bills  of  lading,  receipted  bills,  etc.,  establishing 
the  correctness  of  the  amounts  of  the  various  items. 

It  is  the  opinion  of  the  Appeal  Section  that  each  and  every  item  of 
this  Group  should  be  allowed.    The  various  items  are  as  follows : 

123.  Net  charges  paid  (or  e;(tra  handlluK  from  elilp  to  Newark  Plant. 

(Consolidation  at  former  IteiuH  41  and  r>l — prpen  coffee  only).  $14,  781.  20 
122.  Incoming  green  coffee  lost  hy  extra  handling  from  ship  to  New- 

arlt  plant.    (Consolidation  of  former  Items  42  and  52) 38,  795.69 

124.  Trnching  extiense  throngli  lack  of  railroad  siding  at  Newark. 

(Consolidation  of  former  itema  43  and  53) 13.734.29 

44.  loereased  Insurance  Newark  over  Hoboken 13.291.04 

'45.  Freight  paid  on  excess  weight  of  green  over  roasted  coffee, 

prior  to  September  1,  1919 1,496.34 

65.  Freight  paid  on  excess  weight  of  green  over  roasted  coffee, 

period  from  September  1, 1919,  to  Joly  18, 1920 110. 86 
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46.  Trucking  in  Chicugo  tip  to  September  1,  191{l,  account  lack  of 

capacity  Newark  plant  and  resulting  necessity  of  roasting  in 
ClilcaKo.- „  SlO.lLT.oS 

56.  Trucking  in  Chicago  from  September  1,  191S,  to  July  18,  1920. 
account  lack  of  capacity  i^ewark  plant  and  resulting  necessity 
of  roasting  In  Chicago 190.32 

47.  Demurrage  in  Chicago  through  inability  to  receive  heavy  ship- 

ments caused  by  speed  of  removal  from  Hoboken 846.3T 


3.  Item  91.  Engineer's  fees  on  power  ■wiring,  $281£9. — This  item 
covers  engineer's  fees  on  the  reinstallation  of  the  power  wiring  at 
the  Hoboken  plant,  the  same  being  computed  at  the  customary  rate 
of  5  per  cent  of  the  cost  of  the  work,  as  represented  by  item  84  of  the 
claim,  which  was  heretofore  allowed  and  paid  by  the  Appraisal  Sec- 
tion. This  item  ftl  was  the  only  item  allowed  by  the  Appraisal  Sec- 
tion in  its  award  of  December  31,  1920. 

item  9.  Expenses  of  vice  president  incident  to  removal,  $S^£5. — 
This  item  represents  the  portion  of  time  devoted  by  claimant's  vice 
president,  Mr.  Hancock,  in  supervising  the  removal  of  the  machinery 
and  equipment  from  the  Newark  plant  to  the  Hoboken  plant.  In  the 
opinion  of  the  Appeal  Section,  this  item  is  not  a  proper  charge 
against  the  United  States.  Mr.  Hancock  was  a  high-salaried  official 
whose  duties  with  claimant  company  were  general.  He  undoubtedly 
devoted  a  part  of  his  time  to  the  supervising  of  the  removal  of  the 
machinery  and  equipment  from  the  Newark  plant  and  its  reinstalla- 
tion in  the  Hoboken  plant,  but  we  do  not  feel  that  this  is  a  proper 
charge  against  the  United  States.    Therefore,  this  item  is  disallowed. 

Item  111.  Expense  for  services  of  special  couneel,  $10pOO. — This 
item  represents  the  fee  paid  by  claimant  to  Guggenheim,  Untenneyer 
&  Marshall,  attorneys,  for  services  in  connection  with  the  presenta- 
tion and  prosecution  of  this  claim.  There  is  no  authority  for  the  al- 
lowance of  fees  paid  by  a  claimant  to  his  attorney  engaged  in  the 
prosecution  of  a  claim  against  the  United  States.  This  item  is,  there- 
fore, disallowed. 

Item  68.  Salary  and  expenses  of  employees  in  preparation  and 
prosecution  of  claim,  $17^71i.S!t. — ^This  item  is  self-explanatory,  and 
is  very  similar  to  item  111  above.  There  is  no  authority  for  the 
allowance  of  expenses  incurred  by  a  claimant  in  prosecuting  his  claim 
against  the  United  States.  This  often  results  in  a  considerable  hard- 
ship to  the  claimant,  but  there  is  no  authority  for  the  allowance  of 
such  an  item,  and  it  is  accordingly  disallowed. 

Item  96,  Salary  of  employees  supervising  installation,  $l^\lS7--' 
This  item  was  originally  $2,141.67,  and  represents  the  prorata  part 
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of  the  time  of  daimant's  employees  engaged  in  supervising  the  in- 
stallation of  the  machinery  and  equipment  removed  from  the  Neirark 
plant  back  to  the  Hoboken  plant.  It  is  somewhat 'similar  to  item  9 
above,  which  was  disallowed.  It  represents  one-half  ot  Mr,  Berg- 
man's time  for  20  weeks  at  $90  per  week,  a  total  of  $900  (Mr.  Berg- 
man was  claimant's  supervisor),  and  tlie  total  time  for  Mr.  Hancock 
for  one-half  month,  amounting  to  $1,241.67,  including  estimated  ex- 
penses of  $200.  The  Appraisal  Section  has  already  allowed  and  paid 
the  $900  represented  by  Mr.  Bergman's  time.  For  the  reasons  stated 
above,  the  Appeal  Section  is  of  the  opinion  that  the  portion  of  this 
item  allotted  to  Mr.  Hancock's  services  should  be  disallowed. 

Item  IS.  Loss  by  purchase  of  lease  an  Ford  Building,  $9,177.66. — 
This  item  is  explained  in  the  statement  of  facts.  In  our  opinion 
claimant  exercised  its  best  business  judgment  in  acquiring  the  Ford 
Building  in  order  to  continue  its  business.  The  testimony  is  con- 
clusive that  claimant  made  every  effort  to  secure  a  suitable  building, 
and  that  the  one  it  did  secure  was  the  most  suitable  it  was  possible  to 
secure.  In  order  to  get  immediate  possession,  it  was  necessary  for 
claimant  to  acquire  the  unexpired  portion  of  the  lease  on  this  build- 
ing. The  amount  paid  would  indicate  that  the  lessee  forced  claimant 
to  pay  more  than  the  value  of  the  lease,  but  there  was  nothing  else 
for  claimant  to  do.  This  item  represents  a  complete  loss  to  claimant, 
and  in  our  opinion  is  properly  allowable. 

Item  4-  Freight  charges  from  Hohoken  to  Chicago  and  elsewhere 
on  outgoing  merchandise  and  equiprnent,  $19^43.70. — ^This  item  is 
explained  in  the  statement  of  facts.  A  repetition  is  unnecessary. 
This  item,  as  originally  filed,  was  for  $60,686,75,  and  this  latter  figure 
included  the  freight  charges  on  coffee  shipped  from  the  Hoboken 
plant  at  the  time  it  was  commandeered  in  order  to  empty  it.  So 
much  of  the  original  item  as  represents  the  freight  charges  on  mer- 
chandise in  the  Hoboken  plant  at  the  time  it  was  commandeered 
has  been  allowed  and  paid  by  the  Appraisal  Section.  Tlie  amount 
disallowed,  $19,143.70,  is  the  freight  on  shipments  of  coffee  which  had 
already  been  ordered,  but  which  arrived  after  the  Hoboken  plant 
was  taken  over  by  the  Government.  In  our  opinion  there  is  no  reason 
for  making  a  distinction  with  reference  to  these  shipments.  There- 
fore the  balance  of  tliis  item,  the  sum  of  $19,143.70,  is  allowed. 

The  items  of  this  group  which  are  allowed  are  as  follows : 

91.  Engineer's  fees  on  power  wirinp $281. 29 

13.  Iaiss  by  purchase  of  lease  on  Ford  Blilf.'-:  n«  net'i-ssltflted  by  pres- 
sure to  vacate  Hoboken  plant _ 9, 177.66 

4.  Freigbt  cliarges  from  Hoboken  t<>  Hiicato  and  elsf-wbere  on  out- 
going mdae.  &  e<|ulpnient 19, 143.  70 

Totnl 2S,0Ce.63 

i:,«.li;ed  By  Google 


794    DECISIONS  APPEAL  SECIION  WAE  DEPARTMBBtT  CI-ilMS  BOABD. 
DISPOSITION. 

The  Appeal  Section,  War  Department  Claims  Board,  hereby  trans- 
mits a  copy  of  this  decision  to  the  Appraisal  Section,  War  Depart- 
ment Claims  Board,  for  appropriate  action  in  accordance  with  this 
decision. 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Ap- 
peal Section:  Col.  Morrow  concurring  for  the  War  Deparbnent 
Claims  Board. 
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ApHiL  7,  1921. 
Case  No.  3042. 

In  re  CUJX  OP  UHITED  STATES  UIItVSTKIAI  CEEinCAL  CO. 

1.  CORTBACTS,  SUSFENSIOH,  OSAL  AOBEZHEITT  OF— ACT  OF  KARCH  8, 
IBIS. — An  or&l  ftCTeement  for  the  inipeniiciii  of  a  contract  for  the 
mumfaetnTC  of  ohemicali  entered  into  prior  tc  the  armiitloe  in  order 
that  the  Ooremment  might  obtain  the  chemicals  at  a  leas  price  from 
other  loorees  i«  not  an  agreement  within  the  pnrriew  of  the  act  of 
Karoh  S,  IBIS,  a*  It  is  not  for  a  purpose  connected  with  the  prosecution 
of  the  war. 

S.  BETTLEXEHT  OOHTSACTS— FAIIintE  OF  BOBEATr  BOAKD  TO  AFFItOVE, 
EFFECT  OF— XETHOD  OF  ADJU8TKEKT.— A  tettlement  aEreement 
provldinE  for  the  termination  of  a  contract  for  the  manafactnre  of 
chemicals,  thongh  ilKned  by  the  contractor  and  a  repreientatlTC  of  the 
OoTemment,  does  not  gtve  the  contractor  any  vested  rights  until  finally 
approved  by  a  bureau  board,  where  the  settlement  contract  provides 
that  it  shall  have  no  binding  effect  until  approved  by  the  bureau  board. 
TFnder  such  eircomttaaoes  the  iQspended  contract  should  be  adjusted 
under  the  supply  circulars. 

3.  CLAIH  AHD  DECISIOB.— Claim  for  fSl,689  under'  the  act  of  March  2,  ISlS, 
for  damages  on  account  of  the  suspension  of  a  contract  for  the  manu- 
tuture  of  methyl  acetate.    Held  as  stated  In  the  above  syllabus. 

Lieut.  Col.  Smith  writing  the  opinion  of  the  Board. 

STATEMENT  OF  FACTS  ON  RECONSIDERATION. 

1.  This  is  an  appeal  from  the  decision  of  the  Air  Service  Section, 
War  Department  Claima  Board,  on  a  claim  for  the  sum  of  $91,589.00 
on  account  of  the  suspension  of  a  formally  executed  contract. 

Claimant's  appeal  is  because  of  the  refusal  of  the  Air  Service  Sec- 
tion, War  Department  Claims  Board,  to  approve  a  formal  settlement 
contract,  dated  April  18,  1919  (3704-A),  and  also  because  the  settle- 
ment offered  by  the  Air  Service  in  lieu  of  its  approval  of  the  settle- 
ment contract  is  less  in  amount  than  claimant  believes  that  it  is 
entitled  to. 

2.  Upon  appeal  claimant  makes  the  following  contentions: 

(a)  That  the  settlement  contract  should  be  approved. 

(b)  That  if  the  settlement  contract  is  not  approved  then  claimant 
is  entitled  to  the  same  relief  under  the  act  of  March  2, 1919,  because 
of  an  alleged  oral  agreement  under  which  the  original  contract  was 
suspended  and  upon  which  the  settlement  contract  is  based. 
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(c)  That  if  relief  be  not  allowed  under  either  of  the  methods  above 
suggested  that  claimant  13  entitled  to.be  made  whole  on  the  trans- 
action. 

3,  Article  II  of  the  contract  provides  inter  alia: 

"  The  Contractor  Rgrees  that  it  now  has  or  will  provide  with  the 
utmost  dispatch,  at  the  best  prices  obtainable: 

•  ••«••  * 

"(3)  Such  labor,  material,  supplies  and  the  like,  as  may  be  neces- 
sary to  enable  the  methyl  acetate  to  be  made  and  all  the  require- 
ments of  this  contract  to  be  met,    *    •    •  " 

i.  Claimant  is  a  manufacturer  of  chemicals  at  Cnrtis  Bay,  South 
Baltimore,  Md.  It  entered  into  contract  'So.  .3704,  dated  April  18, 
1918.  with  the  Government,  by  which  it  was  agreed  that  claimant 
would  manufacture  for  and  deliver  to  the  Government  not  less  than 
1,920,000  pounds  and  not  to  exceed  2.100,000  pounds  of  methyl 
acetate.  The  price  to  be  the  actual  cost  of  production  plus  10  per 
cent,  plus  0.5  of  a  cent  per  [louiid  to  cover  depreciation  of  claimant's 
plant  employed  especially  in  the  performance  of  the  contract,  anJ 
the  further  sum  of  O.-i  of  a  cent  per  poun<l  for  additional  equipment 
and  facilities,  provided,  however,  that  the  total  cost  should  not 
exceed  an  average  price  of  28  cents  per  pound  for  nil  methyl  acetate 
delivered  to  the  (Jovernment  f.  o.  b.  contractor's  plant,  the  total 
amount  to  be  paid  for  2,160,000  pounds  not  to  exceed  $604,800.00 
{Art,  IV}.  Among  the  items  of  cost  to  be  included  is  0.5  of  a  cent  per 
I>oiind  for  claimant's  general  administrative  or  main  office  expenses. 
(Testimony  shows  tliis  to  include  the  New  York  overhead.)  {Par. 
4,  Art.  V.) 

5.  Article  III  provides  in  part  as  follows : 

"The  Contractor  agrees  to  deliver  the  said  methyl  acetate  herein 
contracted  for  during  the  remainder  of  the  year  1918  as  far  as  pos- 
sible in  equal  lots  and  as  regularly  during  the  year  1918  as  the  Con- 
tractor is  able  under  the  conditions  of  process  and  operation  and  as 
nearly  as  possible  at  the  rate  of  one  hundred  and  twenty  (120)  tons 
a  month  for  the  months  of  May  to  December,  1918,  both  inclusive, 
and  the  Contractor  further  agrees  to  deliver  in  addition  during  the 
month  of  April,  1918,  sucli  amount  net  exceeding  one  hundred  and 
twenty  (120)  tons,  of  said  methyl  acetate  as  it  possibly  or  conven- 
iently can.  Inasmuch  as  speed  of  production  is  vital  to  the  best  in- 
terests of  the  Government  and  the  People  of  the  United  States,  the 
Contractor  agrees  to  give  the  performance  of  this  contract  precedence 
over  .all  other  work  for  parties  other  than  the  Government  and  the 
Contractor  also  agrees  U}  use  every  effort  to  perfect  its  plant  and 
process  as  speedilv  as  possible  and  to  bring  aoout  a  capacity  pro- 
duction which  shall  accomplish  the  delivery  of  said  methyl  acetate  in 
regular  and  uniform  quantities  and  installments." 

6.  Article  XXI  of  the  contract  provides  that  the  Government  may 
terminate  the  contract  at  any  time  within  30  days  after  December  31, 
1918,  by  notice  in  writing  to  the  contractor. 
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7.  Article  XXIII  is  as  follows:    ' 

"  CANCELLATION  IN  EVENT  OF  CESSATION  OF  HOSTILITIES. 

"Article  XXIII.  In  the  event  of  the  cessation  of  hostilities  on 
the  part  of  the  Government  or  the  signature  by  the  Government  of 
a  general  armistice  bringing  the  participation  of  the  Government  in 
the  present  war  to  a  close,  the  Government,  may  at  its  option  termi- 
nate this  agreement  by  a.  written  notice  to  the  Contractor.  Such 
notice  shall  terminate  the  agreement  upon  its  receipt  by  the  Con- 
tractor. In  the  event  of  such  termination,  the  Government  shall  pay 
the  unpaid  purchase  price  of  any  methyl  acetate  then  actually  manu- 
factured and  accepted  or  ready  for  acceptance  hereunder  and  con- 
forming to  the  requirements  of-this  agreement,  and  the  Government 
shall  also  pay  the  Contractor  a  sum  sufficient  to  indemnify  the  Con- 
tractor against  actual  net  expenditures  and  actual  net  outstanding 
obligations  made  or  incurred  Tor  labor  and  materials  with  respect  to 
the  methyl  acetate  not  then  manufactured  and  accepted  or  ready  for 
acceptance.  The  Government  shall  also  pay  the  Contractor  any  un- 
paid portion  of  the  sum  necessarily  expended  for  additional  equip- 
ment and  facilities  as  contemplated  by  subdivision  (4)  of  Article  iV 
hereof  and  upon  said  payment  such  equipment  and  facilities  shall  be- 
come the  property  of  the  Government  as  provided  therein.  The  Con- 
tractor shall  do  everything  in  its  power  to  reduce  the  amount  of  the 
Government's  obligations  arising  from  such  termination  and  for 
the  purpose  of  determining  the  amount  of  the  Contractor's  net  out- 
standing obligations  and  liabilities  and  shall  credit  the  Government 
with  the  fair  value  of  any  salvage  from  materials  or  equipment  pur- 
chased for  the  performance  of  this  contract  and  designed  to  be 
charged  as  a  part  of  the  cost  thereof  but  which  have  not  at  that  time 
become  the  property  of  the  Government," 

8.  The  contract  is  executed  on  behalf  of  the  Government:  "A.  C. 
Downey,  Signal  Corps,  U.  S.  A.,"  and  is  approved  "  By  authority  of 
the  Chief  Signal  Officer  (authorization  July  11, 1917),  H.  S.  Brown, 
Major,  Signal  Corps." 

9.  Contract  No.  3704  was  supplemented  by  contract  No.  3704-1, 
dated  May  13,  1918,  a  tripartite  agreement  between  claimant,  the 
Government,  and  His  Britannic  Majesty's  Government,  signed  on 
behalf  of  the  Government  by  A.  C.  Downey,  Major,  Signal  Corps, 
U.  S.  A.J  and  approved  on  behalf  of  the  Secretary  of  War  by  the 
Chief  Signal  Officer  over  the  signature  of  H.  S.  Brown,  Major,  Signal 
Corps.  The  supplemental  contract  provides  that  claimant  shall  sell 
to  the  British  Government,  and  may  sell  to  such  other  persons  or  cor- 
porations as  the  United  States  may  designate,  such  quantities  of  the 
methyl  acetate  referred  to  in  contract  No.  3704  as  the  United  States 
may  specify  from  time  to  time,  such  sales  reducing  pro  tanto  the 
quantity  of  methyl  acetate  to  be  furnished  under  contract  No.  3704. 
By  the  supplemental  contract  the  contract  of  April  18,  1918,  was 
ratified  and  confirmed,  except  as  expressly  modified  by  the  contract 
of  May  13,  1918.  -  , 
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10.  Claimant's  chemical  plant  included  a  plant  which  bad  been 
erected  for  and  devoted  to  the  manufacture  of  esters,  of  which  methyl 
acetate  is  one  (R.  29),  although  claimant  had  not  previously  mann- 
factured  methyl  acetate.  It  had,  however,  manufactured  acetone  in 
its  ester  plant  for  the  British  Government  prior  to  the  entry  of  the 
United  States  into  the  war.  Claimant  had  begun  remodeling  its 
ester  plant  so  as  to  produce  esters  commercially.  The  Air  Service, 
learning  that  claimant  was  changing  its  plant,  requested  that  it  be 
modified  so  as  to  produce  methyl  acetate.  (B.  29.)  Methyl  acetat« 
was  not  a  commercial  product.    (E.  36.) 

11.  The  supply  of  acetic  acid  generally  used  in  the  manufacture 
of  methyl  acetate  was  limited,  and  prior  to  the  date  of  the  contract 
claimant  had  begun  experimenting  with  calcium  acetate  as  a  substi- 
tute for  acetic  acid.  These  experiments  were  being  carried  on  with 
the  knowledge  of  the  Air  Service  before  claimant  obtained  the  con- 
tract, though  the  process  had  not  been  perfected  when  the  contract 
was  executed.     (R.  50.) 

12.  In  the  beginning  of  production  claimant  used  dry  calcium  ace- 
tate, and  with  the  consent  of  the  Air  Service  changed  to  calcium  ace- 
tate in  solution  {R.  61),  known  as  heavy  liquor  {E.  52),  in  order  to 
conserve  dry  calcium  acetate  (E.  53). 

13.  In  the  manufacture  of  the  methyl  acetate  claimant  used  siHiie 
ingredients  which  it  had  on  hnnd  prior  to  the  signing  of  the  contract, 
such  as  calcium  acetate  solution,  soda,  soda  ash,  and  lime.     {E.  40.) 

The  calcium  acetate  produced  by  claimant  was  more  expensive 
than  that  produced  by  the  ordinary  method  as  a  by-product  of  wood 
distillation.  The  War  Department  had  consumed  all  of  this  chemical 
i-esulting  from  wood  distillation  and  required  more  calcium  acetate. 
It  was  fully  understood  in  producing  calcium  acetate  otherwise  than 
by  the  wood- distillation  method  that  the  cost  of  calcium  acetate 
would  be  higher.  (E.  54.)  The  Government  had  fixed  the  price 
on  dry  calcium  acetate  at  4  cents  per  pound.  The  calcium  acetate 
produced  by  claimant  cost  it  about  7.7  cents  per  pound ;  in  solution 
the  cost  was  a  fraction  of  a  cent  less.     (E,  55.) 

14.  Claimant  began  to  produce  methyl  acetate  by  the  use  of  dry 
calcium  acetate.  Subsequently  it  used  calcium  acetate  in  solution, 
9nd  by  the  time  the  contract  was  suspended,  September  11,  191S, 
claimant  had  developed  a  process  for  producing  free  acetic  acid, 
which  it  expected  to  use  in  lieu  of  the  calcium  acetate.  By  that  tii^e 
the  demand  for  acetic  acid  generally  had  decreased  until  there  was 
II  surplus  in  the  country  and  acetic  acid  was  available  for  use  in  pro- 
ducing methyl  acetate,  and  it  was  then  possible  for  claimant  to  pur- 
chase acetic  acid  cheaper  than  it  could  be  produced  in  its  own  fac- 
tory,   (R.  56-67.) 
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15.  Dr.  M.  C  Wliitaker,  president  of  claimant's  company,  a  chem- 
ist of  much  experience  and  a  former  professor  of  chemistry  in  Co- 
lumbia University,  New  York  City,  who,  during  the  war,  gave  his 
services  freely  to  the  War  Industries  Board  without  compensation, 
testiSed  that  in  agreeing  to  the  price  of  28  cents  per  pound — 

"  It  was  contemplated  that  the  initial  production  would  probably 
cost  a  good  de&I  more  than  that;  we  would  ^et  it  ironed  out  along 
toward  the  tail  end  of  the  pixiduction.  That  is  the  history  of  every 
new  production  of  this  sort." 

16.  Mr.  Carl  Haner,  jr.,  a  chemical  engineer,  employed  by  claim- 
ant as  its  superintendent,  testified  that  all  the  raw  materials  charged 
for  in  the  claim  were  used  in  the  production  of  the  methyl  acetate 
delivered.  He  testified  that  during  the  month  of  December,  1&17, 
and  the  months  of  January,  February,  March,  April,  and  May,  1918, 
the  high  cost  of  production  amounting  to  about  70  cents  per  pound, 
was  due  to  test  runs  made  to  determine  the  equipment  necessary  to 
fill  the  contract.  (R.  65.)  He  testified  that  during  the  month  of  Sep- 
tember, 1918,  the  low  cost  of  about  13  cents  per  pound  was  due  to 
economies  of  manufacture  and  "  to  clean  up  of  some  of  the  materials 
that  we  had."  He  testified  that  the  high  charge  of  $1.50  per  pound 
in  October  was  due  to  the  clean  up  and  practically  no  production. 
One  hundred  twenty-four  thousand,  five  hundred  and  eighty  pounds 
of  methyl  acetate  were  produced  in  September  and  only  2,764  pounds 
in  the  month  of  October.  Claimant  ceased  putting  raw  material  in 
process  September  12, 1918.     (K.  69.) 

17.  Mr.  Arthur  A,  Backhaus,  a  graduate  chemical  engineer  in  the 
employ  of  claimant,  testified  that  he  was  in  charge  of  the  develop- 
ment of  a  method  for  producing  glacial  acetic  acid  and  that  he  and 
his  assistants  worked  on  this  problem  for  about  a  year  prior  to  the 
signing  of  the  contract,  but  that  by  the  time  the  process  was  fully 
developed  a  supply  of  acetic  acid  was  available  at  such  price  that  it 
was  economy  to  use  it  in  the  manufacture  of  methyl  acetate  rather 
than  the  glacial  acetic  acid  that  claimant  was  able  to  produce  by  its 
new  process.  No  charge  is  made,  however,  for  the  experimental 
work  in  connection  with  the  production  of  the  glacial  acetic  acid. 
(R.75.) 

18.  Dr.  Whitaker  testified  that  if  claimant  had  been  permitted  to 
continue  production  under  its  contract  it  would  have  completed  the 
contract  within  the  allotted  time  at  a  profit.  (R.  113.)  He  sub- 
mitted figures  upon  which  he  based  this  statement.  His  estimate  of 
the  average  cost  to  claimant  of  producing  the  unfulfilled  portion  of 
the  contract  was  23.706  cents  per  pound.  He  estimated  the  average 
cost  of  producing  the  entire  amount  of  methyl  acetate  contracted  for 
at  27.3944  cents  per  pound.  He  explained  the  high  cost  per  pound 
prior  to  May  31  as  due'  to  the  small-scale  operations  with  high  operat-  , 
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ing  costs  and  low  production.  (R.  114  and  115.)  He  testified  thHt 
after  the  initial  try-out  runs  in  December  there  was  nothing  done 
during  January  and  February  on  account  of  the  necessary  equipment 
being  installed.  Dr.  Whitaker  also  testified  that  the  specifications  for 
the  methyl  acetate  were  not  agi-eed  upon  until  about  the  time  of  the 
contract,  and  that,  therefore,  the  methyl  acetate  produced  prior  to 
May  31, 1918,  did  not  in  all  cases  meet  the  specifications  and  required 
additional  treatment,  (R.  117.)  He  explained  that  prior  to  Decem- 
ber he  knew  that  he  was  to  have  a  contract  for  the  manufacture  of 
methyl  acetate.     (B.  122.) 

19.  The  contract  provided  for  the  delivery  of  approximately  120 
tons  a  month.  Claimant's  greatest  production  was  approximately 
76  tons  per  month,  and  even  at  that  rate  claimant  was  having  diffi- 
culty in  getting  the  Government  to  take  the  methyl  acetate  as  fast 
as  claimant  produced  it,  (R.  124.)  The  Government  had  overpur- 
chased  methyl  acetate.     (R.  124.) 

20.  Mr.  William  W.  Haughey,  a  representative  of  claimant  com- 
pany, was  sent  to  Washington  to  try  to  get  shipping  orders  on  methyl 
acetate.  About  August  10,  1918,  he  consulted  with  representatives 
of  the  Chemical  Section,  War  Industries  Board,  and  with  the  Bureau 
of  Aircraft  Production,  Signal  Corps.  (R.  138-140.)  At  this  time 
he  was  advised  that  no  further  orders  for  methyl  acetate  would  be 
given  by  the  United  States  before  October,  and  was  advised  to  get 
in  touch  with  a  representative  of  the  British  Government.  He  was 
informed  by  the  representative  of  the  British  Government  that  it 
did  not  desire  any  more  methyl  acetate.  Mr.  Haughey  advised  Mr, 
Arnold,  of  the  Bureau  of  Aircraft  Production,  to  that  effect;  and  it 
a  conference,  at  which  Mr.  Arnold,  Mr.  Bamberger,  and  Lieut.  Dohr 
were  present,  either  Mr,  Bamberger  or  Lieut.  Dohr  asked  Mr, 
Haughey  if  his  company  would  consider  canceling  the  contract. 
(R.  139.)  Mr,  Haughey  thereafter  consulted  with  Dr.  Whitaker 
and  was  directed  by  him  to  say  to  the  Signal  Corps  that  if  they  could 
not  use  any  more  methyl  acetate  claimant  would  consider  cancella- 
tion "  providing  we  were  let  out  whole."  (E.  140.)  Mr.  Arnold,  of 
the  Bureau  of  Aircraft  Production,  told  Mr.  Haughey  thai,  he  would 
take  the  matter  up  and  let  claimant  know.  Mr.  Haughey  wrote  a 
letter,  dated  July  31,  to  Dr.  Whitaker,  This  letter  is  marked  claim- 
ant's Exhibit  No.  7.  (R.  262.)  About  September  1,  Mr.  Haughey 
asked  Mr.  Arnold  what  he  was  going  to  do  about  the  methyl  acetate, 
and  Mr,  Arnold  advised  him  that  he  was  going  to  write  Dr.  Whit- 
aker. {R.  144.)  On  September  3,  1918,  Mr,  Haughey  wrote  Dr. 
Whitaker  (01.  Ex.  8,  R.  262)  that  Mr,  Arnold  had  told  Mr.  Haughey 
"that  he  was  writing  you  (Whitaker)  suggesting  that  the  contract 
be  canceled." 
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Shortly  after  September  3,  Dr.  Whitaker  had  a  conversation  with 
Mr.  Arnold  in  Washington,  in  which  Mr.  Arnold  told  Dr.  Whitaker 
that  the  Air  Service — 

"  Had  more  methyl  acetate  than  they  were  going  to  need  on  the 
present  reduced  air  program,  and  that  they  could  buy  it  cheaper 
from  other  producers,  made  by  other  processes,  and  that  if  we  would 
consider  a  reasonable  proposition  for  cancellation  they  would  like 
to  cancel." 

Dr.  Whitaker  advised  Mr.  Arnold  that  he  had  no  desire  to — 
"  Be  exacting  about  the  contract,  and  that  if  they  would  want  to 
cancel  on  condition  that  they  make  us  whole  for  our  outlay  and 
losses  and  so  forth,  I  thought  that  was  the  proper  thing  to  do." 

Mr.  Arnold  first  proposed  a  settlement  which  woiild  have  made  a 
resultant  loss  to  claimant  of  about  $30,000.  (R.  148.)  Dr.  Whitaker 
promptly  refused  this  settlement.  Then  Mr.  Arnold  told  Dr. 
Whitaker  that  he  would  make  an  appointment  to  see  Col,  Downey 
and  Mr.  Shea.  (R.  149.)  A  conference  was  had  in  Col  Downey's 
office,  at  which  Mr.  J.  B.  Shea,  Col.  Downey,  Mr.  Arnold,  and  Dr. 
Whitaker  were  present.  At  this  conference  Dr.  Whitaker  submitted 
a  proposition  the  effect  of  which  was  to  let  claimant  out  "  whole." 
At  this  conference  Mr.  Shea  suggested  that  their  records  showed 
claimant  was  "  out  of  pocket  about  $30,000,  and  that  they  would  be 
willing  to  cancel  on  the  basis  of  splitting  that  loss  fifty-fifty." 
(R.  150.)  Dr.  Whitaker  declined  to  submit  that  proposition  to  his 
board  of  directors  and  reiterated  his  proposition  that  the  only  basis 
of  settlement  which  claimant  would  agree  to  was  "  that  we  be  let  out 
whole,"  After  a  secret  conference  between  Mr.  Shea,  Col.  Downey, 
and  Mr.  Arnold,  Col,  Downey  stated  that  they  would  advise  claim- 
ant on  September  11  what  the  Air  Service  was  willing  to  do  in  the 
matter.    (E.  151.) 

21.  On  September  11,  Mr.  Shea  called  Dr.  Whitaker  over  the  tele- 
phone and  advised  him  that  they  had  decided  to  accept  hi.s  propo- 
sition and  cancel  the  contract  on  that  basis.  (R.  152.)  Dr.  Whitaker 
made  a  memorandum  of  this  telephone  conversation  at  the  time.  The 
memorandum  made  by  hira  is  as  follows : 

"  MtTTIITL  ACETATE  CONTRACT. 

"  Mr.  Shea  stated  their  willingness  to  settle  and  cancel  the  contract 
on  the  following  basis : — 

"(1)   Payment  in  full  for  the  total  cost  of  production; 

"  (2)  Payment  for  the  actual  cost  of  increased  facilities,  less  equip- 
ment credited ; 

"(3)  Proportion  of  the  New  York  overhead  chargeable  over  the 
time  through  which  the  contract  has  run ; 
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"(4)  Proportion  of  depreciation  over  the  time  through  which  the 
contract  has  run ; 

"(5)  So  allowance  for  profits. 

"  Kote :  The  memorandum  before  Mr,  Shea  and  myself  at  the  time 
of  the  telephone  conversation  is  a  copy  of  the  status  of  costs  and  ex- 
penditures to  August  31,  1918. 

"  It  was  understood  that  the  manufacturing  operations  would  be 
suspended  as  soon  as,  in  our  judgment,  tlie  olean-tip  could  he  com- 
pleted. 

"  It  was  understood  that  a  statement  reflecting  tlie  actual  figures 
covered  by  the  above  points,  should  be  prepared  by  our  auditors  in 
cooperation  with  the  government  auditors,  up  to  and  including  the 
end  of  the  operation. 

MCW."  (CI.  Ex.  Xo.  5,  B.  257.) 

22.  On  the  following  day  Dr.  "Whitaker  wrote  a  letter  to  Col. 
Downey  (CI.  Ex.  No.  i,  E.  257).  in  which  be  inclosed  a  copy  of  this 
telephone  memorandum  and  also  a  copy  of  a  letter  of  that  date  which 
he  had  written  to  his  plant  superintendent,  Mr.  Carl  Haner.  jr.  (CI. 
Ex.  So.  6.  R.  259),  the  latter  letter  confirming  instructions  Dr. 
"Whitaker  had  given  Mr.  Haner  the  previous  day  over  the  telephone. 
The  letter  to  Col.  Downey  is  as  follows : 

"  Col.  A.  C.  Downey, 

Offce  of  the  Chief  Signal  Ofcer, 

Washivf/ton,  D.  0. 
"  Dear  Sir  : 

"Upon  receipt  of  the  telephonic  instructions  from  Mr.  Shea  we 
immediately  communicated  with  our  plant  in  regard  to  suspension  of 
Methyl  Acetate  production  under  our  contract  with  the  Signal  Corps. 
These  instnictions  have  lieen  confirmed  as  per  enclosed  copy. 

"We  will  advise  your  office  as  soon  as  the  manufacturing  opera- 
tions have  been  cleaned  up  and  the  auditors  have  rendered  a  state- 
ment of  accounts. 

"  Thanking  you  for  your  courtesy — 
"  Very  truly  yours, 

"  President." 

The  letter  to  Mr.  Haner,  inclosed  in  the  letter  to  Col.  Downey,  is  as 
follows : 

"  Mr.  Carl  Haner,  Jr., 

Superintendent  V.  S.  Industrial  Chemical  ConSpany, 

South  Baltimore,  Md. 
"  Drar  Haner  : 

"  This  is  to  confirm  my  telephoned  instructions  to  the  effect  that 
the  Government  desires  to  have  us  discontinue  the  manufacture  of 
Methyl  Acetate  and  cancel  the  contract.  Telephoned  instructions  to 
this  effect  were  received  last  night  from  Mr.  Shea  of  Colonel  Dow- 
ney's office. 

"  It  is  their  desire  that  we  discontinue  manufacturing  operatitms, 
clean  up  all  of  the  Methyl  Acetate  now  in  process,  recover  any  "n- 
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manufactured  materials  now  in  intermediate  stages  and  return  them 
to  stock,  segregate  all  finished  Methyl  Acetate  into  drums  or  tanks, 
have  it  injected  and  accepted,  have  both  finished  products  and  raw 
materials  inventoried  and  checked  by  Government  representatives, 
and  report  operating  figures  to  the  Accounting  Department. 

"As  soon  as  the  operating  figures  are  all  in  our  auditors  will  pro- 
ceed, in  cooperation  with  tne  plant  accounting  officers,  to  prepare  a 
statement  wnich  will  be  used  as  a  basis  of  settlemeat  for  the  con- 
tract. Lieutenant  Hutson  will  be  advised  by  the  Washington  Office 
to  cooperate  with  our  auditors  in  compiling  the  figures  and  closing 
out  thia  transaction.  You  in  turn  should  keep  Mr.  I'lynn  advised  as 
to  the  progress  of  the  plant  clean-up. 

"  It  IS  our  desire  to  bring  about  the  result  indicated  above  at  the 
earliest  possible  date  but  without  the  loss  of  any  raw  material, 
finished  Methyl  Acetate  and  without  any  unnecessary  expense. 
"  Very  truly  yours, 

"(Signed)  M,  C.  Whitakeh, 

"  President." 

Claimant  put  no  materials  in  process  after  September  12,  and 
finally  suspended  work  on  the  contract  about  October  20,  1918. 

23,  A  memorandum  from  Mr,  Shea  to  Lieut.  Col.  H.  S.  Brown, 
dat«d  December  5,  1918,  was  introduced  in  evidence  marked  Claim- 
ant's Exhibit  No.  10.  (R.  264.)  This  memorandum  is  an  analysis 
of  Mr.  Shea's  understanding  of  the  telephone  conversation  between 
Mr.  Shea  and  Dr.  Whitaker  on  September  11.  The  statement  of  Mr. 
Shea  was  prepared  in  the  presence  of  Dr.  'Whitaker  for  the  purpose 
of  making  certain  the  understanding  growing  out  of  the  telephone 
conversation.  The  only  difference  between  Mr.  Shea  and  Dr. 
Whitaker  as  to  this  conversation  was  as  to  Items  Nos.  3  and  4,  with 
reference  to  the  New  York  overhead.  Dr.  Whitaker  understood  that 
the  New  York  overhead  was  to  be  calculated  on  the  basis  of  time, 
and  Mr.  Shea  understood  it  to  be  calculated  on  the  basis  of  poundage 
produced.  Dr.  Whitaker,  realizing  that  there  was  but  a  slight  dif- 
ference in  amount  resulting  from  these  different  methods  of  calcula- 
tion, consented  to  the  interpretation  of  Mr.  Shea.  So  that,  as  a 
matt«r  of  fact,  there  is  and  was  after  December  5, 1918,  no  difference 
as  to  the  terms  of  the  telephonic  conversation.  In  other  words,  the 
memorandum  made  by  Dr.  Whitaker  of  the  telephone  conversation 
with  Mr.  Shea  states  the  conversation  as  both  Dr.  Whitaker  and  Mr. 
Shea  understood  it,  with  the  exception  as  to  the  method  of  calculat- 
ing the  New  York  overhead,  and  as  to  this  method  of  calculation 
Dr.  Whitaker  afterward,  and  on  December  5,  consented  that  the 
understanding  be  in  accordance  with  Mr.  Shea's  interpretation.  (E. 
176  to  182,  inclusive.) 

24.  In  Claimant's  Exhibit  No.  11,  a  memorandum  from  Mr.  Shea 
to  Capt.  Ewing,  dated  September  12,  1918,  it  is  stated : 

"It  is  the  belief  of  this  office  that  he  (referring  to  Dr.  Whitaker) 
in  incorrect  in  this  figure,  and  accordingly  in  the  telephone  conversa-- 
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tion  with  Dr.  Whitaker  in  which  the  actual  cancellation  was  con- 
firmed, the  writer  stated  to  Dr.  Whitaker  that  he  would  be  willing  to 
cancel  upon  the  basis  of  the  figures  made  up  in  Colonel  Downey's 
office,  but  he  would  not  be  willing  to  cancel  if  the  amount  was  going 
to  run  very  much  higher,  and  followed  that  up  with  the  statement 
that  he  would  not  be  willing  to  cancel  if  the  amount  of  the  cancella- 
tion should  run  to  over  $50,000." 

Dr.  Whitaker  explained  that  Mr.  Shea  stated  that  they  did  not  ex- 
pect the  figure  to  run  over  $50,000,  and  that  that  was  the  limit  that 
they  proposed  to  place  on  the  settlement.  Dr.  Whitaker  replied  that 
he  would  not  consent  to  such  limitation,  "  that  our  proposition  was 
based  primarily  upon  our  getting  out  whole,"  and  after  a  few  min- 
utes' silence  Mr.  Shea  said  "All  right,  go  ahead."    (E.  183.) 

25.  Claimant  expedited  the  clean-up  process  and  closed  down  its 
plant  at  the  earliest  possible  moment  (B.  186) ,  the  date  of  final  shut- 
down being  October  20, 1918.     (E.  188.)     Shortly  after  October  20, 

1918,  Government  auditors  began  work  in  checking  up  the  accounts 
for  the  purpose  of  preparing  a  report.  This  report  is  dated  about 
November  18  or  19.     (R.  188.) 

26.  The  understanding  was  that  a  settlement  contract  would  be 
prepared  in  accordance  with  the  understanding  over  the  telephone, 
as  soon  as  claimant  had  cleaned  up  properly  the  materials  in  process 
and  an  audit  had  been  made  by  the  Government.  (E.  185.)  A  settle- 
ment contract,  however,  was  not  entered  into  until  April  18, 1919. 

27.  Claimant  produced  686,176  pounds  of  methyl  acetate.  This 
acetate  was  delivered  to  and  accepted  by  the  Government  and  has 
been  paid  for  on  the  basis  of  28  cents  per  pound,  a  differential  of  3 
cents  per  pound  having  been  retained  by  the  Government  subject  to 
final  audit.  Claimant,  therefore,  has  only  actually  received  25  cents 
per  pound  for  the  acetate  delivered.  A  portion  of  the  acetate  so  pro- 
duced was  delivered  to  His  Britannic  Majesty's  Government  under 
the  suppleniental  agreement  of  May  13, 1918.  Five  hundred  and  fifty- 
eight  thousand  eight  hundred  and  thirty-two  pounds  were  produced 
prior  to  September  1,  1918,  and  683,412  pounds  were  produced  prior 
to  October  1. 

28.  At  the  time  the  contract  was  entered  into,  and  at  all  times  tliere- 
after  until  its  suspension,  the  standard  price  of  methyl  acetate,  as 
fixed  by  the  Government,  was  21  cents  per  pound. 

29.  A  written  settlement  contract.  No.  370^A,  dated  April  18. 

1919,  was  executed  by  claimant  and  signed  on  behalf  of  the  Govern- 
ment by  F,  S.  Schnacke,  Captain,  A.  S.  A.  P.  This  contract  provides 
for  the  termination  of  contracts  3704  and  3704^1,  and  that  in  con- 
sideration thereof  the  Government  will  pay  claimant  $91,589.  Arti- 
cle V  of  this  contract  provides  that  it  "  shall  not  become  a  vafid  and 
binding  obligation  on  the  Government  unless  and  until  the  same  has 
been  duly  approved  by  the  Claims  Board  for  the  Air  Service."   This 
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settlement  contract  was  presented  to  the  Claims  Board,  Air  Service, 
and  was  conditionally  approved  by  it  July  3,  1919.  The  order  of 
approval  recites  that  it  is  the  intention  of  Lieut.  Col.  E.  A.  Clark  to 
take  the  matter  before  the  Standing  Committee  of  the  War  Depart- 
ment Claims  Board  for  final  approval.  The  War  Department  Claims 
Board  refused  approval  and  referred  the  matter  back  to  the  Air 
Service  Section,  which  Section  on  October  23,  1920,  rescinded  the 
tentative  approval  of  the  Claims  Board,  Air  Service,  and  offered 
claimant  a  settlement  contract  in  the  sum  of  $28,018.18,  which  prof- 
fered settlement  contract  claimant  declined  to  enter  into,  and  ap- 
pealed to  the  Appeal  Section,  War  Department  Claims  Board. 

30,  In  arriving  at  the  amount  which  it  offered  claimant,  $28,018.18, 
in  lieu  of  approval  of  the  settlement  contract,  the  Air  Service  Claims 
Board  took  into  consideration  and  allowed  claimant  3  cents  a  pound 
differential  on  the  methyl  acetate  delivered,  in  order  to  bring  the 
payment  up  to  the  contract  price  of  28  cents  per  pound.  The  allow- 
ance offered  also  included  raw  materials  in  the  sum  of  $2,425.50,  and 
the  unamortized  proportion  of  special  facilities,  $2,744.93,  and  de- 
ducted $882  for  salvage  on  the  raw  material.  The  Air  Service  Claims 
Board  based  its  fingers  upon  the  plant  accounting  officer's  report  of 
May  14,  1918,  as  to  the  items  allowed.     (R.  190.) 

31.  Prior  to  May  31,  1918,  claimant's  average  cost  of  producing 
methyl  acetate  had  been  about  70  cents  per  pound.  The  cost  of  man- 
ufacture for  the  approximate  period  of  five  months  prior  to  final  sus- 
pension was  as  follows : 

iQ  June $0. 20 

In  July .  82 


In  September-. 


'  32.  Claimant  might  have  delivered  2,160,000  pounds  of  methyl 
acetate.  It  delivered  only  686,176  pounds,  leaving  1,473,824  pounds 
undelivered.  Claimant  would  have  received  for  the  undelivered  por- 
tion, had  it  been  delivered,  approximately  $412,670.72,  By  canceUng 
the  contract  the  Government  could  have  purchased  a  quantity  of 
methyl  acetate  equal  to  the  undelivered  portion  for  21  cents  per 
pound,  or  $309,503.04,  and  thus  saved  $103,063.68.  The  saving  would 
have  been  even  greater  than  this,  for  in  all  probability,  as  it  was  then 
overstocked  on  methyl  acetate,  the  Government  would  not  have  made 
such  a  purchase. 

33.  By  the  testimony  of  Dr.  Whitaker  it  is  established  that  had  the 
contract  not  been  suspended  claimant  would  have  made  a  net  profit 
on  the  transaction  of  approximately  $13,000.    (K.  114.) 

■34.  Claimant  had  on  hand  and  under  commitment  a  sufficient 
amount  of  material  to  have  completed  the  contract. 

i:o,ired.T,GoO(^lc 
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1.  The  contentions  of  claimant  will  be  considered  in  the  order 
named: 

(a)  That  the  supplemental-settlement  contract  of  April  18,  1919, 
should  be  approved; 

(b)  That  if  the  settlement  contract  be  not  approved  that  claimant 
is  entitled  to  recover  upon  the  oral  agreement  upon  which  the  settle- 
ment contract  is  based  under  the  Act  of  March  2, 1919 ; 

(c)  That  claimant  is  entitled  to  be  made  whole  on  the  transactioa 

2.  (a)  That  the  suppletnental  settlement  contract  of  April  18, 
1919,  should  be  approved. — The  written  contract  of  April  18,  1919, 
speciBcall;  provides  that  it  "  shall  not  become  a  binding  obligation 
upon  the  Government  unless  and  until  the  same  has  been  duly  ap- 
proved by  the  War  Claims  Board,  Air  Service,"  The  Air  Service 
Claims  Board  approved  the  contract  July  3,  1919,  in  effect  subject 
to  the  approval  of  the  War  Department  Claims  Board.  The  latter 
Board  refuses  to  confirm  the  contract,  and  upon  the  claim  being  ra- 
turned  to  the  Air  Service  Section,  that  Section,  on  October  23, 1920, 
rescinded  the  tentative  approval  of  the  Air  Service  Claims  Board  of 
July  3,  1919,  and  offered  claimant  a  settlement  in  a  less  sum,  thus 
leaving  the  settlement  contract  unapproved. 

Under  these  circumstances  it  can  not  be  said  that  claimant  has 
any  vested  rights  under  the  supplemental  contract  of  April  18, 1919. 
Such  contract  has  been  in  in  Beri  since  it  was  signed  by  claimant  and 
a  representative  of  the  Government  and  has  not  yet  ripened  Into  a 
binding  obligation,  as  it  has  not  been  approved  by  the  Air  Service 
Claims  Board.  The  parties  themselves  agreed  that  the  settlement 
contract  should  have  no  binding  effect  until  approved  by  the  Air 
Service  Claims  Board — now  the  Air  Service  Section.  That  Section 
having  finally  declined  approval  of  the  contract,  it  is  as  though  the 
contract  had  not  been  written.  Hence,  this  Board  can  neither  direct 
its  approval,  nor  require  payments  to  be  made  thereunder, 

3.  It  was  in  the  interest  of  the  Government  to  cancel  the  original 
contract,  as  a  saving  to  the  Government  of  $103,053.68  thereby  re- 
sulted. As  a  result  of  the  suspension  agreement  entered  into  at  the 
Government's  request,  claimant  changed  its  position  and  gave  up  & 
prospective  profit  of  some  $12,000  or  $13,000,  There  is  no  evidence 
in  this  case  of  fraud  or  unfair  dealing  on  the  part  of  either  the  claim- 
ant or  the  Government,  and  there  is  no  showing  that  the  Air  Service 
was  ignorant  of  the  facts  upon  which  the  settlement  contract  is  based. 
It  is  clear  that  every  fact  was  known  to  both  parties,  and  that  the 
settlement  transaction  was  unaffected  by  taint  or  iniirmity.  Under 
the  record  in  this  case  the  equities  appear  to  be  with  the  claimant  in 
regard  to  its  contention  that  the  settlement  contract  ought  to  be  ap- 
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proved.  Aa  was  said  by  the  Court  of  Claims  in  the  Corliss  case,  10 
Court  of  Claims,  4S4,  L.  C.  503— 

"  When  the  Government  assumed  the  position  of  a  contractor  with 
a.  citizen,  it  comes  under  all  the  obligations  and  liabilities  of  an 
individual,  and  must  abide  by  its  own  acts  and  agreements,  with  the 
added  obligation,  because  it  is  a  government  and  more  powerful  than 
any  individual,  to  deal  with  the  individual  in  the  strictest  fairness 
and  justice.  It  is  to  hold  the  Government  to  its  contract  with  the 
citizen,  and  to  give  the  latter  full  redress  for  any  breach  of  such  con- 
tracts,  that  this  court  was  established." 

However,  it  ia  not  within  the  jurisdiction  of  this  Section,  nor  is  it 
the  purpose  of  this  Section  to  interfere  with  the  discretion  vested  by 
the  contract  in  the  Air  Service  Section.  It  might  be  remarked, 
however,  that  had  the  formal  supplemental  contract  been  prepared 
and  executed  prior  to  the  Armistice,  it  is  quite  possible  that  the  clause 
which  requirest  the  approval  of  the  Claims  Board  for  the  Air  Service 
would  not  have  been  inserted  therein,  and  that  the  matter  would  not 
have  found  its  way  either  to  the  Air  Seri'ice  Section  or  to  this  Sec- 
tion, for  consideration. 

It  is  not  too  late,  even  now,  for  the  Air  Service  Section,  if  it  so 
desires,  to  reconsider  its  previous  action,  and  if  it  believes  that  the 
settlement  contract  is  in  the  interest  of  the  Government  and  would 
effect  a  just  and  equitable  settlement,  to  approve  the  contract  and  thus 
give  it  vitality. 

4.  (6)  That  if  the  settlement  contract  be  not  approved  that  claim- 
ant ia  entitled  to  recover  upon  the  oral  agreement  upon  which  the 
settlement  contract  is  based,  under  the  act  of  March  2, 1919. — Claim- 
ant is  not  entitled  to  relief  under  the  verbal  agreement.  Such  agree- 
ment does  not -come  within  the  purview  of  the  act  of  March  2,  1919, 

-  as  it  is  not  for  the  acquisition  or  use  of  lands, "  or  for  the  production, 
manufacture,  sale,  acquisition  or  control  of  equipment,  materials  or 
supplies,  or  for  services,  or  for  facilities,  or  other  purposes  connected 
with  the  prosecution  of  the  war."  The  fact  that  the  adjustment  of  the 
original  forma)  contract  and  the  suspension  of  work  thereunder  re- 
leased funds  set  aside  to  pay  for  the  methyl  acetate  to  be  manufac- 
tured under  that  contract,  in  order  that  such  funds  might  be  used  to 
purchase  methyl  acetate  elsewhere  at  a  less  price,  can  not  be  said  to 
be  for  a  purpose  connected  with  the  prosecution  of  the  war,  within 
the  meaning  of  the  act  of  March  2, 1919, 

5.  Even  if  independently  of  the  Dent  Act,  claimant  would  have  had 
any  rights  which  it  could  have  enforced  under  the  verbal  agreement 
for  suspension,  it  waived  these  rights  when  it  entered  into  the  formal 
supplemental  contract,  providing  that  it  should  not  become  a  bind- 
ing obligation  until  approved  by  the  Air  Service  Claima  Board.  If 
this  settlement  contract  were  void,  then  perhaps  any  rights  under  the 
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rerbnl  contract  would  be  revived;  but  the  supplemental  contract  is 
not  void,  it  simply  has  not  been  fully  executed,  as  it  lacks  the  ap- 
proval of  the  Air  Service  Section,  a  necessary  prerequisite  to  its 
becoming  a  binding  obligation.  Hence,  the  verbal  understandiog 
upon  which  it  is  based  is  not  revived,  and  claimant's  second  conten- 
tion must  be  disallowed. 

6.  (<j)  That  claimant  is  entitled  to  be  made  whole  on  the  transac- 
tion.— Only  two  contingencies  for  the  termination  of  the  contract  are 
provided  for  in  it:  (1)  That  the  Government  may  terminate  the 
contract  within  30  days  after  December  31, 1918,  by  a  notice  in  writ- 
ing as  to  all  methyl  acetate  contracted  for,  as  shall  not  have  been 
delivered  during  the  calendar  year  of  1918.  {2)  The  other  con- 
tingency is  the  cessation  of  hostilities.  The  contract  was  suspended, 
but  not  on  account  of  either  of  such  conditions.  It  was  suspended 
because  the  Government  realized  that  it  was  under  obligation  to  pay 
claimant  more  for  methjd  acetate  produced  by  it  than  it  could  pur- 
chase methyl  acetate  for  from  other  concerns,  and  because  the  Gov- 
ernment had  overpurehased  methyl  acetate.  No  method  of  settle- 
ment is  provided  for  under  Article  XXI  relative  to  termination  of 
the  contract  within  30  days  after  December  31,  1918, 

7.  As  to  the  second  contingency  for  termination  of  the  contract — 
cessation  of  hostilities — there  is  a  method  of  settlement  provided  for 
in  Article  XXIII.  This  article  simply  provides  that  the  Government 
shall  pay  the  unpaid  purchase  price  of  the  methyl  acetate  which  may 
be  accepted  by  the  Government  and  a  sum  sufficient  to  indemnify 
the  contractor  against  the  actual  net  expenditures  and  obligations 
incurred  for  labor  and  materials,  with  respect  to  undelivered  methyl 
acetat«,  and  for  the  payment  of  any  "  unpaid  portion  of  the  sum 
necessarily  expended  for  additional  equipment  and  facilities  as  con-  - 
templated  by  subdivision  4  of  Article  IV  hereof." 

If  the  contract  had  been  suspended  because  of  the  cessation  of 
hostilities,  Article  XXIII  would  control  the  method  of  settlements- 
because  it  is  so  written — without  regard  to  whether  a  settlement  made 
pursuant  to  it  would  be  a  fair  and  equitable  one. 

8.  The  Claims  Board  for  the  Air  Service  was  in  error  in  tendering 
claimant  a  settlement  based  on  the  method  provided  in  Article 
XXIII,  because  the  contract  was  not  suspended  under  circumstances 
which  make  that  method  of  adjustment  applicable,  and  because  also 
a  settlement  arrived  at  by  the  method  provided  in  Article  XXIII 
would  not  make  claimant  "  whole  "  or  result  in  a  fair  and  equitable 
settlement.  It  ignores  the  fact  that  claimant  in  the  later  stages 
of  production  could  have  recouped  its  losses  in  the  beginning  and 
completed  the  contract  at  a  profit. 

9.  It  is  the  purpose  of  the  War  Department,  always,  in  offering  a 
settlement  contract  to  a  contractor  whose  contract  has  been  siis- 
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l>ended  to  see  to  it  that  the  contract  offered  will  result  in  a  fair  and 
eqnitable  adjustment  of  the  contract.  Pursuant  to  this  policy,  prior 
to  the  Armistice,  and  on  November  9,  1918,  the  War  Department 
promulgated  Supply  Circular  Xo.  111.  This  circular  is  as  applicable 
to  the  adjustment  of  contracts  suspended  prior  to  its  promulgation 
as  it  is  to  contracts  suspended  thereafter.  There  is  no  limitation  in 
this  respect  in  the  supply  circular,  and  none  was  intended.  This 
circular,  then,  should  be  looked  to  for  a  method  of  adjustment  in  this 
case.  It  declares  rules  of  procedure  which  the  Government  believed 
to  be  fair,  and  which  time  has  demonstrated  are  fair  both  to  the 
(Government  and  the  claimant. 

10.  Claimant  is  in  the  unfortunate  position  of  having  fulfilled  its 
part  of  the  ora!  suspension  agreement  of  September  11,  1918,  by 
stopping  production,  and  yet  of  not  being  able  to  enforce  that  agree- 
ment against  the  Government.  It  is  equally  unfortunate  in  being 
unable  to  compel  the  approval  of  the  written  settlement  contract  of 
April  IS,  1919,  into  which  the  oral  agreement  was  merged.  There 
is,  however,  upon  the  Government  and  its  various  representatives 
who  have  to  deal  with  the  adjustment  to  be  made  under  this  contract, 
a  moral  obligation — an  obligation  of  common  fairness  such  as  grows 
out  of  the  words  of  honest  men  dealing  with  each  other— to  see  to  it 
that,  in  so  far  as  it  is  possible  by  application  of  the  rules  laid  down 
in  Supply  Circular  111,  an  offer  of  settlement  be  made  claimant  such 
as  was  within  the  intent  and  understanding  of  Mr,  Shea  and  Dr. 
Whitaker  as  evidenced  by  the  memorandum  of  the  telephone  con- 
versation made  by  Dr.  Whitaker  as  amended  by  subsequent  agree- 
ment between  him  and  Mr.  Shea  as  to  the  application  of  the  Sew 
York  overhead  according  to  poundage  rather  than  hs  to  time. 

11.  The  facts  surrounding  the  suspension  of  this  contract,  as  well 
as  those  attending  the  signing  in  good  faith  of  the  settlement  con- 
tract of  April  18,  1919.  make  this  claim  one  in  which  the  applica- 
tion of  the  last  paragraph  of  subparagraph  (5),  paragraph  3,  Supply 
Circular  111,  is  peculiarly  appropriate.  The  files  of  this  Section  may 
be  searched  in  vain  for  circumstances  which  made  more  fitting  the 
application  of  the  subparagraph  above  referred  to. 

12.  Claimant  is  entitled  to  an  allowance  of  all  of  its  actual  costs 
incurred  in  the  preparation  to  manufacture  2,160,000  pounds  of 
methyl  acetate  and  to  its  actual  cost  in  producing  the  poundage  of 
methyl  acetate  which  has  been  delivered  to  and  accepted  by  the  Gov- 
ernment, without  regard  to  the  price  per  pound  of  28  cents  fixed  in 
the  contract.  The  contracting  parties  understood,  as  indicated  by  the 
use  of  the  words  "  average  price  "  in  Article  IV  of  the  contract,  that 
the  cost  per  pound  in  the  early  stages  of  the  contract  as  well  as  in  the 
cleaning  up  process  incident  to  suspension  might  exceed  28  cents. 
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13.  Certain  experimental  expenses  incident  to  the  production  of 
methyl  acetate  incurred  prior  to  the  actual  signing  of  the  contract 
are  included  by  claimant  as  a  part  of  its  actual  cost  of  manufacture. 

The  record  is  clear  and  uncontroverted  that  these  experimental 
costs  incurred  by  claimant  prior  to  the  execution  of  this  contract 
were  incurred  under  the  instruction  and  directions  of  Mr.  Lockhart, 
of  the  Baw  Materials  Division,  Bureau  of  Aircraft  Production,  in 
an  effort  by  the  claimant  to  evolve  a  new  method  for  producing 
methyl  acetate,  in  order  to  conserve  the  supply  of  acetic  acid,  of 
which  there  was  a  scarcity  at  that  time  and  for  which  there  was 
great  demand  in  other  phases  of  war  industries. 

It  is  undisputed  that  these  experiments,  heginnisg  in  December, 
1917,  continued  with  a  large  force  of  chemical  experts  up  to  the 
signing  of  the  contract  and  the  beginning  of  production. 

The  cost  of  this  experimental  work  is  clearly  a  part  of  the  neces- 
sary preparation  for  production  under  the  contract,  was  incurred  on 
the  faith  of  such  agreement,  and  is  an  item  of  actual  cost  properly 
reimbursable  to  claimant.  (Memorandum  Ko.  22,  Sept.  15,  1919, 
Board  of  Contract  Adjustment,  1st  Ind.,  War  Department  Claims 
Board.) 

14.  In  determining  the  actual  cost,  including  the  experimeDtal 
expense  above  referred  to,  claimant  is  entitled  to  an  allowance  for  all 
cost  of  labor  used  in  production,  the  cost  of  all  materials  and  supplies 
entering  into  or  expended  in  the  production  of  methyl  acetate,  to- 
gether with  a  fair  proportion  of  -the  general  plant  expense  incident 
to  the  performance  of  the  contract  or  incurred  upon  the  faith  of  the 
contract.  Article  V  of  the  contract  defines  the  term  "  general  plant 
expense,"  and  this  definition  must  control. 

15.  As  has  been  said,  the  contract  was  "suspended  at  the  request 
and  in  the  interest  of  the  Government,  and  claimant  in  good  faith 
believed  that  a  method  of  settlement  had  been  agreed  upon  between 
it  and  the  Government  prior  to  suspension,  and  until  the  Government 
offers  claimant  a  settlement  in  keeping  with  the  Government's  ideas 
of  fairness  and  equity  as  outlined  in  Supply  Circular  111,  it  has  not 
discharged  its  obligation  to  the  contractor. 

Disposition. 

The  Appeal  Section.  War  Department  Claims  Board,  hereby  trans- 
mits its  decision  to  the  Air  Service  Section,  War  Department  Claims 
Board,  for  action  in  accordance  with  the  foregoing  decision. 

Lieut.  Col.  McKeeby  and  Capt.  Frazer  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Case  No.  3068. 

in  re  CIAIM  OV  BAHAKA  AQUCirLTURAL  A  TBADIHG  CO  (LTD.). 

1.  Where  tbe  formal  contract  U  executed  after  the  (nipemlon  of  a  verbal  agree- 
ment, and  lolely  for  the  purpose  of  enablinE  tbe  contractor  to  preient  a 
claim  against  the  United  fitatei,  snob  a  fomutl  contract  1*  Told  for  want 
of  consideration. 

i.  Claimant  li  entitled  to  Telmbariement  for  reatonable  expenditures  neceiiarlly 
incurred  upon  the  faith  of  a  verbal  agreement  under  the  act  of  Haroh 
S,  IBIS. 

3.  £ZPEHDITiniES  HADE  BEFOKE  AN  AOBEEHEltT  WAS  ERTEBES  INTO.—  ' 

Where  a  protpectWe  oontTBctor  makei  expenditures  before  aa  Informal 
aRTeement  Is  entered  into,  such  expenditures  can  not  be  relmbnrsed,  as 
they  were  not  made  upon  tbe  faith  of  the  aEreement  snbietiuentlf 
entered  Into. 

4.  STATUTE  OF  FKAIISS. — Where  a  contractor  enters  into  an  agreement  for 

personal  seirfoet  extending  over  a  period  of  more  than  12  months,  luoh 
an  agreement  is  within  the  Statute  of  Fraada.  If  the  oontraotor  pays 
tbe  employee  the  difference  In  salary  between  what  the  employee  would 
have  earned  during  tbe  term  of  employment  and  what  he  did  earn  after 
he  was  discharged,  such  an  expenditure  was  not  necessary  and  can'  not 
be  reimbursed  nsdcr  tbe  act  of  March  2,  1918. 
B.  CLAIK  AND  DECISION.— Appeal  from  award  of  Air  Service  Section.  Held, 
claimant  entitled  to  reimbursement  for  Tcasonable  expenditures  nccet* 
■arily  incurred  upon  the  faith  of  the  Informal  agreement,  but  not  under 
the  formal  agreement. 
Capt.  Taylor  writing  the  opinion  of  the  Board. 

FINDINGS  OF  FACT. 

The  Board  finds  the  following  to  be  the  facts': 

1.  This  claim  is  before  the  Appeal  Section,  War  Department 
Claims  Board,  on  appeal  by  claimant  from  an  award  in  the  sum  of 
$2,189.55,  made  by  the  Air  Service  Section  February  1, 1921.  Claim- 
ant is  seeking  to  recover  $9,417.89. 

2.  The  circumstances  giving  rise  to  this  claim  are  as  follows ;  In 
the  early  part  of  April,  1918,  the  Bureau  of  Aircraft  Production  sent 
out  circular  letters  seeking  information  relative  to  prospective  sources 
of  supply  for  castor  beans.  One  of  the^  letters  came  to  the  atten- 
tion of  Mr.  Gilbert  E.  Fuller,  of  Boston,  Mass.  Mr.  Fuller  was  in 
Washington  in  March,  1918,  and  called  on  Capt.  Chas.  Mayer,  jr., 
chief  of  the  Castor  Bean  Section.  Mr.  Fuller  informed  Capt.  Mayer 
that  he  and  two  of  his  associates  were  lessees  of  about  3,000  acres  of 
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land  in  the  Bahama  Islands,  and  that  they  were  willing  to  plant  a 
small  acreage  of  this  land  to  castor  beans  if  an  agreement  with  the 
Castor  Bean  Section  could  be  i-eaclied.  Capt,  Mayer  replied  that  he 
was  not  interested  in  a  small  acreage,  but  that  if  Mr.  Fuller  and  his 
associates  could  plant  from  6,000  to  10,000  acres  in  castor  beaiiS  ha 
would  give  them  a  contract.  Mr.  Fuller  went  back  to  Boston  and 
reported  to  his  associates.  As  a  result  of  this  conference  they  decided 
to  send  Mr.  H,  (J,  Highman  to  the  Bahama  Islands  to  investigate 
conditions  and  make  necessary  arrangements  for  the  planting  and 
gi'owing  of  a  large  acreage  of  castor  beans  in  the  event  Mr.  Fuller 
and  his  associates  received  a  contract  for  the  same.  Mr.  Highman 
went  down  to  the  Bahamas  in  April  and  was  there  about  two  weeks. 
He  made  arrangements  with  the  authorities  to  export  castor  beans 
■  from  the  island  and  also  engaged  some  natives  to  gather  wild  castor 
beans  for  seed  on  one  of  the  small  islands.  On  his  return  he  reported 
that  abount  2(),00<)  acres  of  land  suitable  for  growing  castor  beans 
could  be  secured.  Mr.  Fuller  communicated  this  information  to 
Capt.  Maj'er  by  letter  and  received  a  letter  in  reply  to  the  effect  that 
all  contracts  for  growing  castor  beans  iiad  been  suspended.  In  May. 
1918.  Mr.  Fuller  came  to  Washington  and  informed  Capt.  Mayer 
that  he  and  his  associates  had  been  to  considerable  expense  in  sending 
Mr.  Highman  to  the  Bahamas  in  the  expectation  of  getting  a  contract. 
Capt.  Mayer  replied  that  he  could  do  nothing  at  that  time,  hut  that 
later  in  the  year  the  Government  might  decide  to  make  further  con- 
tracts for  the  planting  and  growing  of  castor  beans. 

On  July  9,  1918,  Capt.  Mayer  wrote  Mr.  Fuller  requesting  him  to 
come  to  Washington  to  discuss  a  contract  for  growing  castor  beans  in 
the  Bahama  Islands.  Mr.  Fuller  came  to  Washington  the  following 
week  to  interview  Capt.  Mayer,  who  stated  that  he  was  ready  to  enter 
into  a  contract  with  Mr.  Fuller  for  the  planting  and  growing  of 
castor  beans  in  the  Bahamas,  the  contract  to  extend  over  a  period  of 
one  year.  Mr.  Fuller  was  requested  to  ascertain  the  proper  time  for 
planting  castor  beans  in  the  Bahamas  and  also  to  make  any  necessary 
arrangements  with  the  British  Government  for  planting  and  growing 
the  beans  and  exporting  the  same.  Mr,  Fuller  did  not  know  the  time 
of  the  planting  season  and  did  not  know  what  arrangements  it  would 
be  necessary  to  make  with  British  Government,  but  communiMteJ 
with  F.  C.  ^A'"ells  Durant,  attorney  general  for  the  Bahamas.  Mr. 
Durant  replied  that  he  would  be  in  \ew  York  in  August.  Mr.  Fuller 
interviewed  Mr.  Durant  in  New  York  in  August  and  learned  that  it 
would  be  necessary  to  form  a  British  corporation  in  the  Bahama 
Islands  in  order  to  carry  out  the  proposed  contract.  Mr.  Durant  was 
engaged  to  attend  to  the  legal  work  incident  to  forming  a  corporation 


DiB.1izedOyGoO<^lc 


DECISIONS  APPEAL  SECTION  WAR  DEPARTMENT  CLAIMS  BOARD,    813 

which  was  to  be  known  as  the  Bahama  Agriculture  &  Trading  Co. 
(Ltd.). 

3.  Mr.  Fuller  states  that  it  was  in  July  or  August,  1918,  that  he 
was  assured  by  Capt.  Mayer  that  he  and  his  associates  would  be  given 
a  contract  for  the  planting  and  growing  of  castor  beans  in  the 
Bahamas  and  that  he  was  instructed  by  Capt.  Mayer  to  proceed  in 
the  absence  of  a  formal  contract.  Capt.  Mayer  states  that,  according 
to  his  best  recollection,  it  was  in  September  or  October  tliat  definite 
assurances  and  instructions  were  given  to  Mr.  Fuller. 

On  August  31,  191S,  Mr,  Fuller  sent  the  following  telegram  to 
Mr,  Highman: 

"  Confirming  connection  contract  closed  for  growing  castor  beans 
in  Bahamas  ror  Aircraft  Production  Board  Captain  Mayer  and 
Durant  Attorney  General  of  Bahamas  believe  your  servicps  essential 
While  I  know  importance  of  present  position  believe  it  your  patriotic 
duty  to  undertake  this  work  Position  will  guarantee  you  thirty  six 
hundred  and  offer  possibility  of  earning  ten  thousand  additional." 

On  September  15,  1918,  Mr.  Fuller  and  his  associates  engaged 
Mr.  Highman  as  superintendent  in  charge  of  the  planting  and  grow- 
ing of  castor  beans  in  the  Bahamas.  Mr.  Highman  came  to  Wash- 
ington and  secured  passports  for  himself  and  family  on  September 
15  and  also  made  arrangements  for  castor-bean  seed  with  the  Castor 
Bean  Section  and  then  proceeded  to  the  Bahamas.  The  agreement 
with  Mr.  Highman  was  that  he  was  to  receive  a  salary  of  $300  per 
month  from  September  15,  1918,  to  December  31,  1919,  and  also  to 
receive  a  commission  of  10  per  cent  on  all  profits  realized  out  of  the 
castor-bean  contract  and  also  expenses  for  himself  and  family  to  and 
from  Xassau. 

4.  On  October  20,  1918,  Mr.  Fuller  was  notified  that  the  charter 
had  been  granted  to  the  Bahama  Agriculture  &  Trading  Co.  (Ltd.), 
and  on  October  30  he  came  to  Washington  for  the  purpose  of  closing 
the  contract. 

On  November  7, 1918,  Maj.  Mayer  telegraphed  Mr.  Fuller  to  incur 
no  further  ex[>ense  in  connection  with  the  castor-bean  contract  until 
authorized  to  do  so. '  Mr,  Fuller  was  in  Washington  at  this  time  for 
the  purpose  of  signing  the  contract  He  called  on  Maj.  Mayer  and 
was  instructed  by  him  not  to  recall  Mr,  Highman  from  the  Bahamas 
until  it  was  definitely  decided  that  the  contract  would  be  cancelled. 

On  November  8,  1918,  the  Bureau  of  Aircraft  Production  issued 
Purchase  Order  No.  810067  to  the  Bahama  Agriculture  &  Trading 
Go.  (Ltd.),  This  order  called  for  the  planting  and  growing  of  castor 
beans  on  approximately  5,000  acres  of  land  in  the  Bahamas,  not  to 
exceed  a  total  yield  of  100,000  bushels,  at  $0,098  per  pound  ex-dock 
United  States  port,  with  the  option  on  the  part  of  the  contractor  to 
plant  an  additional  5,000  acres  on  the  same  terms, 
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On  November  9,  1918,  a  formal  contract,  No.  5367,  covering  the 
above  purchase  order  was  entered  into  between  the  United  States 
and  the  Bahama  Agriculture  &  Trading  Co.  (Ltd.).  This  contract 
was  executed  on  behalf  of  the  United  States  by  F.  D.  Schnacke, 
Captain.  A.  S-  A.  P.,  and  on  behalf  of  the  contractor  bj  Mr.  Gilbert 
E.  Fuller,  vice  president. 

The  testimony  of  Mr.  Fuller  and  Maj.  Mayer  is  to  the  eflfect  that 
the  formal  contract  was  prepared  and  executed  for  the  sole  purpose 
of  enabling  the  contractor  to  present  a  valid  claim  against  the  United 
States  because  of  the  suspension  of  the  informal  agreement  which 
had  previously  been  entered  into  between  the  parties. 

5.  On  December  10,  1918,  the  contractor  was  given  formal  notice 
of  the  suspension  of  the  contract  entered  into  on  November  9,  1918. 

On  December  18, 1918,  Maj.  Mayer  telegraphed  Mr.  Fuller  request- 
ing him  to  come  to  Washington  to  negotiate  a  cancellation  of  the  cod- 
tract.  Mr.  Fuller  came  to  Washington  on  December.  20,  1918,  and  at 
that  time  discussed  with  Maj.  Mayer  the  general  terms  of  the  cancel- 
lation, and  came  down  again  in  .January,  1919,  and  again  discussed 
the  terms  of  cancellation  with  Maj.  Mayer  and  also  with  certain  offi- 
cers in  the  Finance  Division.  The  finance  officers  appear  to  have 
expressed  an  opinion  that  certain  items  of  expenditures  made  for 
which  claimant  was  requesting  reimbursement  would  be  disallowed, 
while  other  items  would  be  allowed,  Mr,  Fuller  has  insisted  that  a 
definite  agreement  was  made  that  certain  of  the  items  which  were 
later  disallowed  by  the  Air  Service  Section  were  agreed  upon  as 
properly  allowable  by  the  finance  officers.  However,  we  are  unable 
to  find  that  any  definite  promise  was  made  by  Maj.  Mayer  or  by  the 
finance  officers  that  any  specific  items  would  be  allowed.  The  roost 
that  can  be  said  for  claimant  is  that  these  officers  expressed  their 
opinion  to  the  effect  that  certain  items  were  proper  charge  and 
should  be  allowed. 

6.  The  itemized  statement  of  claim  as  finally  presented  to  the  Air 
Service  Section  and  the  award  thereon  by  that  Section  is  as  follows: 
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7.  On  August  27, 1920,  the  standing  committee  of  the  War  Depart- 
ment Claims  Board  passed  a  resolution  to  the  effect  that  this  claim 
should  be  settled  on  the  basisof  the  formal  contract  of  November  9, 
19X8,  and  not  on  the  basis  of  the  informal  contract  under  the  act  of 
March  2,  1919.  It  was  pursuant  to  this  action  of  the  standing  com- 
mittee that  the  Air  Service  Section  made  its  award  in  this  case.  On 
March  11,  1921,  the  standing  committee  of  the  War  Department 
Claims  Board  adopted  a  resolution  rescinding  its  action  of  August 
27,  1920,  and  ordered  the  entire  record  in  this  case  forwarded  to  the 
Appeal  Section  for  appropriate  action  de  novo. 


1.  The  evidence  conclusively  establishes  the  fact  that  an  informal 
agreement  was  entered  into  between  Capt.  Charles  Mayer,  jr..  Chief 
of  the  Castor  Bean  Section,  Bureau  of  Aircraft  Production,  on 
behalf  of  the  United  States,  and  Mr.  G.  E.  Fuller,  on  behalf  of 
himself  and  his  associates,  by  the  terms  of  which  Mr.  Fuller  and 
his  associates  obligated  themselves  to  plant  and  cultivate  castor 
beans  on  approximately  6,000  acres  of  land  in  the  Bahama  Islands 
and  deliver  to  the  United  States  the  beans  grown  thereon,  at  $3  per 
bushel  at  Bahamas,  or  $4.50  at  port  in  the  United  States.  This 
agreement  was  entered  into  about  September  1, 1918,  and  Mr.  Fuller 
was  instructed  to  proceed  to  carry  out  the  terms  of  the  agreement  in 
the  absence  of  a  formally  executed  contract  which  would  be  executed 
when  the  corporation  had  been  organized  in  the  Bahama  Islands. 
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This  informal  agreement  was  suspended  on  November  7,  1918, 
when  it  became  apparent  that  there  would,  in  all  probability,  be  no 
need  for  the  castor  beans  provided  for  by  this  agreement.  The 
formal  contract  which  was  prepared  and  executed  subsequent  to  the 
suspension  of  the  informal  agreement  was  for  the  sole  purpose  of 
enabling  the  contractor  to  present  a  valid  claim  against  the  United 
States  in  order  that  it  might  be  reimbursed  for  the  expenditures 
made  upon  the  faith  of  the  informal  agreement.  As  the  formal  con- 
tract was  executed  after  the  need  for  the  articles  contracted  for  no 
longer  existed,  it  was  an  effort  to  create  a  legal  obligation  against 
the  United  States  when  none  then  existed.  Such  action  was  without 
any  consideration,  and  was,  tlierefore,  void.  We  find  that  claimant 
has  no  valid  formal  contract,  as  required  by  Section  3744,  R.  S,, 
■which  it  could  enforce  against  the  United  States. 

However,  tliere  was  an  informal  agreement,  as  above  recited,  and 
it  is  such  an  agreement  as  comes  within  the  purview  of  the  act  of 
March  2,  1919,  and  which  the  Secretary  of  War  is,  by  said  act, 
authorized  to  adjust,  pay,  or  discharge  upon  a  fair  and  equitable 
basis. 

2.  Claimant  is  entitled  to  reimbursement  for  the  reasonable  ex- 
penses necessarily  incurred  by  it  in  preparing  to  perform  the  agree- 
ment above  mentioned.  There  are  certain  items  of  the  claim  which 
represent  expenditures  incurred  months  before  any  agreement  was 
entered  into  between  Mr.  Fuller  and  Capt.  Mayer.  Tliese  are  pre- 
liminary expenses  incurred  by  Mr.  Fuller  and  his  associates  in  en- 
deavoring to  negotiate  a  contract.  They  can  not  he  said  to  have 
been  made  upon  the  faith  of  the  agreement  which  was  finally  en- 
tered into,  and  therefore  can  not  be  allowed. 

3.  The  various  items  of  the  claim  will  be  taken  up  in  the  order  in 
which  they  were  handled  by  the  Air  Service  Section : 

H.  A.  HIQRHAN,  EXPENSES. 

Item  1. — Apill,  1918,  expenses  to  Nassau  to  engage  land  and  laboreis  In 

the  performance  oC  the  contract ^85.43 

The  action  of  the  Air  Service  Section  in  disallowing  this  item  be- 
cause it  was  a  preliminary  expense  incurred  long  before  any  agree- 
ment was  entered  into  was  proper.  This  item  is  therefore  disallowed. 
Item  2. — Espense  to  Washington  In  connection  with  procuring  seed  In 

the  performance  of  the  contract  ( September,  1918) $61. 12 

This  item  was  allowed  by  the  Air  Service  Section  as  a  proper  ex- 
penditure upon  the  faith  of  the  contract.  The  action  of  the  Air 
Service  Section  in  allowing  this  item  is  approved. 

Item  3. — Expenses   ( September- October,  1918)   Boston-Nassau  In  per- 
formance of  the  contrflct 1631,52 

Item  4.— October,  1918,  expenses  In  Nassau  In  performance  of  contract-    117.23 
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Item  S. — November.  1&18,  expenses  in  Nassau  in  perfonuance  of  con- 
tract      J58.31 

Item  e.— December,  1918,  expenses  in  Nassaa  in  perfornmnce  of  con- 
tract       55.25 

Item  7. — Expenses  Nassau  and  return  to  Boston 748. 37 

The  above  items  represent  expenditures  incurred  by  Mr,  Highman 
from  the  time  he  left  Boston,  the  latter  part  of  September,  1918, 
until  he  returned  in  January,  1919.  These  items  include  the  expenses 
of  Mr.  Highman^s  wife,  nurse,  and  baby  fiom  Boston  to  Xassau  and 
return.  Included  in  the  above  items  is  an  expense  of  $70.08,  cover- 
ing two  fares  from  Boston  to  Ann  Arbor,  Mich,  The  Air  Service 
Section  disallowed  the  item  of  $70,08  and  also  held  that  the  United 
States  should  not  bear  tlie  expense  of  Mr.  Highman's  wife,  child, 
and  nurse  from  Boston  to  Xassau  and  return.  The  Air  Service  Sec- 
tion accordingly  allowed  one-third  of  the  above  items  after  deducting 
the  item  of  $70.08.  The  Appeal  Section  is  of  the  opinion  that  the 
Air  Service  Section  was  very  liberal  in  awarding  claimant  $513.54  on 
the  above  items.  Clearly  the  United  States  is  not  obligated  to  pay 
the  expenses  of  Mr.  Highpian's  wife,  child,  and  nurse  from  Boston 
to  Nassau  and  return.  The  action  of  the  Air  Service  Section  in  al- 
lowing the  claimant  $513.54  on  the  above  items  is  approved. 
Hem  8. — Salary,  April,  1918,  In  performance  ot  contract f  100. 00 

This'item  was  very  properly  disallowed  by  the  Air  Service  Section. 
This  was  preliminary  expense  incurred  long  before  any  agreement 
was  reached  between  the  parties,  and  it  cannot  be  said  that  it  was  in- 
curred upon  the  faith  of  the  agreement  which  was  finally  entered 
into.  This  item  is,  therefore,  disallowed, 
/lent  9. — Salary,  September,  1918,  to  January  31,  1919 f  1, 350. 00 

The  Air  Service  Section  found  that  Mr.  Highman's  services  began 
on  September  25,  1918,  and  ended  January  31,  1919,  and  allowed 
$1,260  of  this  item.  The  testimony  shows  that  Mr.  Highman's 
services  began  September  16,  1918,  and  that  he  was  to  receive  $300 
per  month.  As  he  was  in  claimant's  employ  until  January  31,  1919, 
the  amount  of  his  salary  to  January  31,  1919,  would  be  $1,350,  which 
is  the  amount  of  the  item  presented  by  claimant.  In  our  opinion 
this  was  a  proper  expenditure  upon  the  faith  of  the  agreement  and 
the  Appeal  Section  hereby  awards  claimant  $1,350  on  this  item. 

Item  10.  Coat  of  moving  furniture  two  waya $86.00 

Item  11. — Storage  of  furniture  four  months  at  ¥9.00 36. 00 

The  above  two  items  represent  cost  of  moving  and  storing  furni- 
ture, the  property  of  Mr.  Highman.  These  items  were  disallowed  by 
the  Air  Service  Section.  We  are  unable  to  see  how  these  items  could 
be  a  proper  charge  against  the  Government.  Clearly  these  are  items 
of  expense  incurred  by  Mr.  Highman  which  he  should  bear.     If 
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claimant  saw  fit  to  reimburse  Mr.  Highman  this  expense,  that  is  no 
reason  vthy  claimant  should  now  be  reimbursed  for  same  by  the 
United  States.    These  two  items  are  disallowed. 

a.  E.  FUU.ES,  EIPENBES. 

Item  J2.— April,  1B18,  trip  to  Washington S54,73 

This  item  was  disallowed  by  the  Air  Service  Section  as  a  prelimi- 
nary expense  incurred  in  an  effort  to  negotiate  a  contract    Disallow- 
ance of  this  item  is  approved. 
Item  IS. — July,  1918,  trip  to  Waahlogton $64. 77 

This  item  was  disallowed  by  the  Air  Service  Section  for  the  reason 
stated  above.  It  would  seem  that  Mr.  Fuller  made  this  trip  to  Wash- 
ington at  the  request  of  Capt.  Mayer,  but  for  the  purpose  of  di 
cussing  the  contract.  Clearly  there  was  no  promise,  express  or  im- 
plied, that  Mr.  Fuller  would  be  reimbursed  the  expenses  of  this  trip. 
It  was  clearly  a  preliminary  expense  incurred  in  an  effort  to  negoti 
ate  a  contract  and  can  not  be  said  to  have  been  incurred  upon  the 
faith  of  the  agreement  subsequently  entered  into.  This  item  is  dis- 
allowed. 
Item  li.—Aagnst,  1918,  two  trlp«  to  New  York $116.06 

This  item  represents  expenses  incurred  by  Mr.  Fuller  in  making 
two  trips  to  New  York  in  August  to  consult  with  Mr.  Durant,  at- 
torney general  of  the  Bahamas,  and 'was  for  the  purpose  of  obtaining 
from  Mr.  Durant  information  relative  to  the  growing  of  castor  beans 
in  the  Bahamas.  Clearly  the  Government  should  not  be  charged  for 
expenses  incurred  by  the  prospective  contractor  in  his  efforts  to 
obtain  information  which  it  was  necessary  for  him  to  have  before 
he  could  enter  into  a  contract  with  the  Government.  The  action  of 
the  Air  Service  Section  in  disallowing  this  item  is  approved, 
/(em  J5,— November,  1918,  two  trips  to  Washington $163.84 

The  Air  Service  Section  deducted  $8  from  this  item  as  expense 
which  it  did  not  consider  properly  chargeable  to  the  contract  and 
allowed  the  balance,  viz,  $155.84. 
Item  Jft— December,  1918,  trip  to  Washington $80.03 

The  Air  Service  Section  disallowed  this  item.  We  are  unable  to 
see  why  claimant  shonld  be  allowed  expenses  of  two  trips  to  Wash- 
ington in  November,  1918,  and  disallowed  expenses  of  one  trip  to 
AVashington  in  December,  1918.  On  principle  a  contractor  is  not 
entitled  to  be  reimbursed  expenses  incurred  in  his  efforts  to  negotiate 
a  contract  with  the  United  States,  nor  is  he  entitled  to  be  reimbursed 
for  expenses  incurred  in  prosecuting  a  claim  against  the  United 
States.    For  these  reasons  both  of  the  above  items  are  disallowed. 
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UISCUXAHEODS  ITKU8. 


Item  17, — Cables  in  performance  of  contract $28. 96 

Item  18,— Telegrama  in  performance  of  contract 8. 67 

J  (em  Jfl.— Telephone  fn  performance  of  contract 20.65 

item  20.— Miscellaneous  In  performance  of  contract 7.25 


These  items  were  disallowed  by  the  Air  Service  Section  because 
of  lack  of  proof.  Mr.  Fuller  made  affidavit  to  the  correctness  of 
these  items.  In  our  opinion  they  are  reasonable  in  amounts,  and  the 
'  affidavit  by  Mr.  Fuller  is  sufficient  evidence  that  they  were  incurred. 
The  above  items  in  the  sum  of  $65.82  are  therefore  allowed. 

EXPcrtSBB  or  p.  c.  'weixs  dckart. 
Ilemil.—L^a.l  expenses,  (110  Bs.,  at  $4.80 $529.20 

This  item  represents  the  amount  paid  by  claimant  to  Mr.  Durant 
for  legal  services  in  obtaining  a  charter  for  the  Bahama  Agriculture 
&  Trading  Co.  (Ltd.)  and  for  his  "  influence"  in  procuring  a  procla- 
mation to  be  issued  by  the  Governor  of  the  Bahamas  permitting  the 
corporation  to  export  castor  beans.  This  item  was  disallowed  by  the 
Air  Service  Section  on  the  theory  that  it  was  preliminary  expense 
incurred  by  Mr.  Fuller  and  his  associates  in  order  to  make  it  possible 
for  them  to  enter  into  a  contract  with  the  United  States.  The  organi- 
zation of  the  corporation  imder  the  laws  of  Great  Britain  was  neces- 
sary before  the  contract  could  be  performed.  A  part  of  the  agree- 
ment with  Capt.  Mayer  was  that  the  corporation  would  be  formed. 
The  entire  fee  paid  the  attorney  for  obtaining  the  charter  and  the 
Governor's  proclamation  permitting  the  export  of  beans  was  a  neces- 
sary expenditure  in  preparing  to  perform  the  agreement.  This  item 
is  therefore  allowed. 
Item  22. — Lobs  on  Investment  In  Steamsblp  "Maysle" $3,000.00 

This  item  represents  an  expenditure  of  $3,000  for  615  shares  of 
stock  in  the  steamship  Mayaie.  The  cost  of  this  ship  was  about 
$10,000.  The  balance  of  the  stock  was  subscribed  by  other  parties, 
and  the  boat  was  to  be  used  for  general  freighting  purposes  between 
the  Bahamas  and  the  Florida  coast.  Claimant  acquired  an  interest  in 
the  boat  primarily  for  the  purpose  of  transporting  castor  beans  from 
the  Bahama  Islands  to  Miami,  Fla.  The  purchase  of  this  stock  by 
claimant  was  made  on  October  22,  1918.  The  boat  did  not  do  enough 
business  to  justify  its  operation  and  creditors  finally  took  possession 
of  it,  and  claimant  realized  nothing  on  its  investment.  Mr.  Fuller 
alleges  that  Maj.  Mayer  and  the  officers  of  the  Finance  Department 
with  whom  he  discussed  the  terms  of  cancellation  of  the  castor-bean 
contract  agreed  that  the  United  States  should  reimburse  claimant 
one-half  of  the  amount  invested  in  this  boat,  to  wit,  the  sum  of 
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$1,500.  The  cla,im  was  originally  filed  for  $1,500,  but  was  subse- 
quently amended  so  as  to  include  the  full  amount  of  the  loss,  $3,000. 
The  evidence  does  not  support  Mr.  Fuller's  contention  that  Maj. 
Mayer  and  the  officers  of  the  Finance  Department  agreed  that  claim- 
ant should  be  reimbursed  $1,500  on  this  item.  They  may  have  ex- 
pressed their  opinion  to  the  effect  that  the  item  was  properly  allow- 
able. However  this  may  be,  the  above-mentioned  officers  were  with- 
out authority  to  obligate  the  United  States  to  any  such  agreement, 
and  if  such  an  agreement  were  entered  into  it  would  not  be  binding 
upon  the  United  States.  There  was  no  authority  to  adjust  informal 
contracts  until  the  act  of  March  3,  1919,  was  passed. 

The  purchase  of  $3,000  in  stock  of  the  steamship  Maysie  was  an 
independent  transaction  and  can  not  be  considered  as  an  expenditure 
made  upon  the  faith  of  the  agreement  entered  into  between  claimant 
and  the  United  States  for  the  growing  of  castor  beans.  It  may,  at 
that  time,  have  appeared  to  claimant  to  be  a  good  business  venture, 
although  there  could  be  no  castor  beans  for  the  boat  to  carry  until 
the  following  year.  Certainly  there  was  no  necessity  for  the  invest- 
ment to  have  been  made  at  the  time  it  was  made,  even  if  claimant  con- 
sidered tlie  acquisition  of  the  stock  necessary  in  order  to  enable  it  to 
transport  the  castor  beans.  The  testimony  is  not  convincing  that 
other  means  of  transportation  of  castor  beans  would  not  have  been 
available  when  the  time  came  to  transport  them.  This  item  was  dis- 
allowed by  the  Air  Service  Section.  The  Appeal  Section  approves 
of  this  action,  and  the  item  is  accordingly  disallowed. 


Hem  23. — Reln)bursement  to  H.  A.  Highman  for  loss  of  salary  ot  11 

months,  at  $50.00  per  month $550. 00 

Mr.  Highman  was  employed  by  Mr.  Fuller  and  his  associates  at 
$300  per  month,  beginning  September  15, 1918,  and  ending  December 
31, 1919.  He  gave  up  a  position  in  Boston  to  accept  the  position  with 
claimant.  He  remained  with  claimant  until  January  31,  1919,  and 
then  went  with  the  United  States  Shipping  Board  at  $250  per  month. 
Claimant  has  paid  Mr.  Highman  the  amount  of  the  above  item,  which 
represents  the  difference  in  salary  between  what  he  would  have  earned 
had  he  remained  with  the  claimant  and  what  he  did  earn  with  the 
Shipping  Board  during  the  remaining  11  months  he  was  to  have 
been  in  claimant's  employ.  This  item  was  disallowed  by  the  Air 
Service  Section  on  the  theory  that  as  the  agreement  between  claimant 
and  Mr.  Highman  was  for  a  period  of  more  than  12  months  and  was 
not  in  writing,  said  agreement  was,  under  the  laws  of  Massachusetts, 
within  tlie  Statute  of  Frauds  and  therefore  not  binding  upon  claim- 
ant. Claimant  contends  that  the  telegram  of  August  31,  1918,  from 
Mr.  Fuller  to  Mr.  Highman,  above  quoted,  takes  the  agreement  out 
of  the  Statute  of  Frauds.  The  telegram  was  merely  an  offfer.  It  did 
not  state  the  time  Mr.  Highman  was  to  be  employed  and  did  not  state 
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the  terms  of  the  agreement  subsequently  entered  into  between  the 
parties.  The  agreement  finallj'  entered  into  was  for  a  period  of  more 
than  a  year,  and  was  therefore  clearly  within  the  Statute  of  Frauds. 
Claimant  did  not  ask  to  avoid  payment  of  this  item  to  Mr.  Highman, 
although  it  could  successfully  have  done  so  by  pleading  the  Statute 
of  Frauds.  The  Act  of  March  2,  1919,  authorizes  reasonable  reim- 
bursement to  a  contractor  for  expenditures  necessarily  incurred  in 
performing  or  in  preparing  to  perform  an  informal  agreement.  In 
view  of  the  good  defense  to  this  claim  under  the  Statute  of  Frauds,  it 
can  not  be  said  that  the  payment  to  Mr.  Highman  of  the  amount  rep- 
resented by  this  item  was  a  necessary  expenditure.  The  item  is  there- 
fore disallowed. 

JtemSi.—Roae  Island  Trust  Co.  ( subton tract ) _.  $528.00 

This  item  represents  payments  made  by  clnimant  to  the  Rose  Island 
Trust  Co.  for  clearing  and  preparing  10  acres  of  land  in  the  Baliama 
Islands  for  the  planting  of  castor  beans.  It  appears  that  Mr.  Fuller 
and  one  of  his  associates,  Mr.  J.  Colby  Bassett,  in  March  or  April, 
1918,  instructed  the  Rose  Island  Trust  Co.,  a  Bahama  corporation, 
to  clear  and  prepare  100  acres  of  land  in  the  Bahama  Islands  for  the 
planting  of  castor  beans.  Only  10  acres  of  ground  were  prepared, 
the  cost  of  which  it  is  alleged  amounted  to  $480,  to  which  claimant 
has  added  10  per  cent,  making  the  total  amount  of  this  item  $528. 
Claimant  is  seeking  to  have  this  claim  allowed  on  the  ground  that 
the  Kose  Island  Trust  Co.  was  a  subcontractor.  We  are  unable  to 
agree  with  claimant's  contention  with  reference  to  this  item.  This 
agreement  with  the  Rose  Island  Trust  Co.  was  entered  into  long 
before  claimant  reached  any  agreement  with  Capt,  Mayer  with  ref- 
erence to  the  castor-bean  crop.  This  item,  therefore,  can  not  be  con- 
sidered as  an  expenditure  incurred  in  performing  or  preparing  to 
perform  the  agreement  which  was  finally  entered  into  between  the 
claimant  and  the  United  States.    This  item  is  therefore  disallowed. 

StTMMABT. 

The  following  items  and  amounts  are  hereby  awarded  claimant : 

1.  Item  2.— ExpenseB  of  Mr.  Highman  to  Wnshington  In  conDectton 

with  procurement  of  seed  (September,  1918) $61. 12 

2.  i  of  Iteme  3,  4,  5,  6,  and  7.  totaling  {S1,6I0.70,  less  $70.08,  covering 

two  fares  to  Ann  Arbor,  Mich 513.64 

3.  Item  9,— Salary  of  Mr,  Highman  from  Sept.  15,  1918,  to  Jan.  31, 

1819 1, 35a  00 

4.  Hems  17, 18, 19,  and  20,  total 65. 82 

5.  Hem  M.— Legal  expenses  of  P.  C.  Wells  Durant 529. 20 

2, 519. 68 

6.  Ten  per  cent  on  the  above 251. 97 

2,771. ». 
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The  Appeal  Section  will  make  and  transmit  a  statement  of  the 
nature,  terms,  and  conditions  of  the  agreement  and  certificate  Form 
"  C  "  to  the  Air  Service  Section,  War  Department  Claims  Board, 
together  with  a  copy  of  this  decision  for  appropriate  action  in  ac- 
cordance with  the  terms  thereof. 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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Case  No.  8061. 

Jh  re  CUIH  OP  BEO  XOTOK  CA&  CO. 

1.  COKTBACT,  FOEKAI,  CONBTKUCTION.— Wliere  a  formal  ooat-ploi-lxed-proftt 
oontcaot  provide*  tbst  the  contractoi  shall  supply  "  at  tlie  moit  reaaon- 
ahle  prleei  obtainable  •  •  •  %aeh  plant,  maoMnery,  tools,  and  other 
fadlltlei  •  •  •  and  the  like,  ai  may  be  neceuory  to  enable  *  •  • 
all  the  requirement*  of  this  contract  *  *  *  to  be  compiled  with  In 
manner  satiifactory  to  the  contracting  officer,"  and  the  ooiitraetor  pnr- 
ohBKS  additional  maohine  tools  for  the  performance  of  said  contraot 
upon  the  urgent  laiiitanoe  of  officeis  of  the  OoTeTument,  the  oontraotor 
It  entitled  to  proper  relnburiement  for  the  oost  of  tald  maohine  tooU 
nnder  the  contoact. 

t.  COSTS,  ADDITZOHAl,  ALLOWANCE  BY  COKTBACTZHQ  OFFICES.— Where  a 
eost-plnt-flzed-proflt  contract,  after  designating:  certain  spectflc  itenu 
of  cost,  in  each  instance  exhausting:  the  class,  provides  In  a  blanket 
clause  that  "further  allowances  of  ooit  from  time  to  time  may  be 
made  by  the  contracting  officer,"  the  "  Items  of  cost "  contemplated  In 
that  clause  are  not  limited  to  Items  analogoui  to  those  set  forth  there- 
tofore, but  include  any  cost  necessary  to  the  performance  of  the  con- 
tract. In  this  case  this  Board  ftnds  that  the  attitude  and  aets  of 
Qovemment  officers  constitute  an  allowance  so  far  as  the  purchase  of 
additional  machine  tools  Is  concerned. 

S.  COHTBACV,  FOKHAL,  CONSTSTTCTIOir. — A  formal  contract  must  be  construed 
in  accordanoe  with  the  clear  meaning  of  the  written  Instrument.  There- 
fore, where  the  lald  contract  makes  no  provislcns  for  payment  by  the 
QoTcrnment  of  the  coit  of  plant  rearrangement,  either  before  or  after 
the  performanee  of  the  contract,  the  contraotoi  Is  not  entitled  to  reoorer 
from  the  Oovemment  any  portion  of  these  costs. 

4.  ISTESEST  OK  CLAIli:  AOAINSI  THE  UKITES  STATES.— In  the  absenoe  of 

statutory  provisions  or  the  terms  of  a  specific  contract  no  interest 
accrues  on  claims  against  the  Oovernment.  Therefore,  where  the  con- 
traotor  has  made  disbursements  for  maohine  tools  under  the  olreum- 
stances  outlined  In  paragraph  I,  and  reimbursement  hu  been  refnud 
under  a  mlsoonstructlon  of  the  contract,  no  intereit  can  be  allowed  on 
the  sum  of  money  In  controvuny, 

5.  IHTEBEST  ON  BOKSOWEO  KOITET,  BEIlIBimSElCENT  FOB.— Where  a  oolt- 

tractor  with  the  QoTcmment  teeks  reimbursement  for  Interest  on  money 
borrowed  dnrins  a  Qorernment  eontroct,  It  is  essential  to  claimant's 
right  of  recoTcry  that  It  be  conclusively  shown  that  the  money  ws» 
aotually  borrowed  during  aald  contract  and  applied  to  the  spedflc  pur- 
pose covered  by  Its  provisions.  Claimant's  Inability  to  establish  this 
fact  Is  fatal  to  recovery. 
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«.  DBLAT8,  COST  OT,  REBPOITSIBILITT  07  aOTEKHHEirE.— The  eoreruaeilt 
nnd«r  tlie  provliloni  of  a  formal  contraot  nndertook  to  fnmlth  emaplete 
drawlntci  by  SccenlxT  31,  19H.  The  laid  drawinci  were  not  nppU«d 
to  the  oontraetaT  nntll  lereral  months  thereafter,  thereby  oatulng  the 
eomtTMtor  additional  ezpeoie  iinder  the  oontraot.  The  Qoremment  1* 
reiponilble  for  and  the  eantraotor  li  entitled  to  relmhonement  of  the 
aotnal  oest  and  ezpeoK  to  whloh  be  hai  been  tnbjected. 

7.  CIjUII  AKD  OECISIOIT.— Appeal  by  the  Seo  Kotor  Car  Co.  from  an  award  by 
the  Ordnanoe  Section,  War  Department  Claims  Board,  on  a  claim  for 
im.lOS.U  snder  a  intpended  aoit-plui-flzed-proflt  contract  tor  S.OOO 
artHlery  traeton  uid  ipare  parti.    Held,  olaimaut  entitled  to  relief  In 

Capt.  Woodfin  writing  the  opinion  of  the  Board. 

This  claim  arises  under  a  formal  cost-plus-fixed-profit  contract, 
and  comes  before  the  Appeal  Section,  War  Department  Claims 
Board,  on  appeal  from  an  award  of  the  Ordnance  Section.  Counsel 
for  claimant  stated  that  no  further  hearing  was  sought,  hut  it  was 
desired  that  this  Section  review  the  action  of  the  Ordnance  Section 
upon  the  record, 

riNDINOS  OF  TACT. 

1.  On  December  11,  1917,  the  Eeo  Motor  Car  Co.  entered  into  a 
contract.  Ordnance  Contract  CME  469,  with  Lieut.  Col.  J.  H.  Kice, 
contracting  officer  for  the  Ordnance  Department.  The  contract  pro- 
vided that  the  Reo  Motor  Car  Co.  should  manufacture  3,000  5-toii 
artillery  tractors,  Model  1917,  at  cost  plus  a  fixed  profit  of  $250  per 
tractor,  and  sets  of  spares,  consisting  of  individual  parts,  assemblies, 
and  complete  tractors.,  as  specified  by  the  contracting  officer,  approxi- 
mating in  value  30  per  cent  of  the  cost  of  the  said  3,000  tractors,  at 
cost  plus  a  fixed  profit  of  $75  per  set  of  spares.  Two  supplements 
to  this  contract,  one  formal  and  one  informal,  are  not  involved  in  the 
present  case. 

2.  The  following  provisions  of  the  contract  are  pertinent  in  the 
consideration  of  the  claim : 

"Article  IL  Time  being  of  the  essence,  the  Contractor  agrees  to 
provide,  with  the  utmost  dispatch,  at  the  best  prices  obtainable,  (1) 
such  administrative,  purchasing,  manufacturing,  and  accounting 
organization,  (2)  such  plant,  machinery,  tools,  and  other  facilities, 
and  (3)  such  labor,  material,  supplies,  and  the  like  as  may  be  neces- 
sary to  enable  the  articles  to  be  made  and  all  the  requirements  of  this 
contract,  including  the  requirements  in  respect  of  the  storage  and 
delivery  of  the  articles  contemplated  herein,  to  be  complied  with  in 
manner  satisfactory  to  the  Contracting  Officer.  •  •  •  All  prop- 
erty paid  for  by  the  United  States  shall  upon  such  payment  become 
the  property  of  the  United  States,  shall  be  kept  so  far  as  practicable 
separate  and  apart  from  property  belonging  to  the  Contractor  and 
other  property  in  his  possession,  and  shall  be  marked  as  the  C-ontract- 
ing  Officer  may  direct.    In  operating,  caring  for,  and  storing  prop- 
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erty  of  the  United  States,  the  Contractor  shall  use  his  best  efforts 
adequately  to  protect  the  same  but  shall  not  be  liable  for  any  loss  or 
dama^  thereto  except  such  as  may  be  caused  by  the  willful  default 
or  Degligence  of  the  Contractor." 

"Abticle  III.  •  *  •  Deliveries  of  the  articles,  suitably  packed, 
boxed,  and  marked  as  directed  by  the  Contracting  Officer,  shall  be 
made  to  the  Contracting  Officer  f.  o.  b.  cars  at  the  plant  of  the  Con- 
tractor at  Lfansing,  Michigan,  but  the  contractor,  at  the  cost  and  risk 
of  the  United  States,  shall  store  the  articles  in  such  manner  and 
for  so  long  a  period,  not  exceeding  one  year  after  acceptance  by  the 
Contracting  Officer  (which  acceptance  in  such  case  shall  constitute  a 
delivery  for  the  purpose  of  payments  hereunder) ,  as  the  Contracting 
O^cer  shall  request,  provimng  such  space  and  buildings  as  may  m 
desirable  for  adequate  and  safe  storage,  and  in  determining  such  cost, 
the  rental  for  the  use  of  land  and  buildings  of  the  Contractor  shall 
be  determined  as  hereinafter  in  Article  X  hereof  provided :     •     "     * 

BCEEDUIiE  OF  DEIJVBBIE8, 

"To  b^n  by  May  1,  1918,  and  entire  order  to  be  completed  by 
November  30,  1918 ;  deliverr  after  June  1  being  at  the  rate  of  not 
less  than  450  per  month.  These  dates  are  fixed  on  the  assumption 
ttiat  approved  drawings  are  supplied  by  December  31,  1917,  and  if 
not  supplied  by  that  date,  delivery  date  will  be  adjusted  to  take  into 
account  the  delay  in  supplying  drawings." 

"Article  V.  The  allowance  of  the  cost  to  the  Contractor  of  the 
articles,  for  which  the  United  States  shall  pay,  and  the  elements  in- 
cluded in  the  term  '  costs '  as  used  in  this  contract  are  as  follows : 

(1)  The  cost  of  all  direct  labor  paid  for  by  the  Contractor  and 
used  in  the  production  of  the  articles  contracted  for  herein. 

(2)  The  coat  of  all  direct  materiala  contained  in  or  forming  part  of 
the  articles  contracted  for  herein. 

(3)  Pro  rata  share  of  factory  overhead  expenses  applicable  and 
necessary  in  connection  with  the  manufacture  of  the  articles  con- 
tracted for  herein. 

(4)  Pro  rata  share  of  administrative  and  geneT(d  expenses  ap- 
plicable to  and  necessary  in  connection  with  the  manufacture  of  the 
articles  contracted  for  herein. 

(5)  If  the  United  States  Government  desires  to  establish  a  coat 
system,  in  order  to  obtain  a  more  detailed  cost  of  the  tractors  or  parts, 
than  can  be  obtained  from  the  records  of  the  Beo  Motor  Car  Com- 
pany, such  part  of  the  additional  cost  as  may  fairly  be  charged  to 
this  order,  will  be  borne  by  the  United  States. 

(6)  The  cost  of  all  patterns,  dies,  tools,  }igg,  fixtures,  etc.,  used  in 
connection  with  the  manufacture  of  the  articles  ordered  herein,  are 
to  be  included  in  the  cost  and  the  articles  involved  remain  the  prop- 
erty of  the  United  States, 

The  foregoing  paragraphs  Nos.  1,  2,  8,  and  4  are  subject  to  further 
amplification  as  contained  in  the  '  Definition  of  cost  pertaining  to  con- 
tracts' to  be  supplied  by  the  Finance  Division  (Accounting  Section) 
of  the  Ordnance  Department,  to  which  reference  is  hereby  made  for 
the  guidance  of  the  Contracting  Officer  and  the  Contractor  as  to  the 
specific  items  of  cost  which  will  be  allowed  undec  the  foregoing  four 
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general  definitions.  As  conditions  arise  necessitating  changes  or 
modifications  in  the  definitions  referred  to  the  Contracting  Officer 
will  furnish  the  Contractor  with  information  in  regard  thereto. 

In  addition  thereto  further  allowances  of  cost  ftom  time  to  time 
may  be  made  by  the  Contracting  Officer,  and  the  United  States  shall 
pay  any  direct  tax  that  may  be  levied  against  the  articles  by  the 
United  States. 

The  United  States  shall  not  be  obligated  to  reimburse  the  Contrac- 
tor for  any  expenditures  relating  to  me  performance  of  this  contract 
unless  the  approval  of  the  Contracting  Officer  ^11  have  been 
obtained. 

•  «••**  * 
The  decision  of  the  Contracting  Officer  on  all  questions  of  the 

allowance  and  determination  of  cost  and  the  payment  thereof  shall 
be  final,  except  that  either  upon  the  completion  of  the  contract  by 
the  Contractor,  or  its  termination  by  the  United  States,  or  whenever 
claims  of  cost  amounting  in  the  aggregate  to  $10,000,  shall  have  been 
disallowed  or  determined  adversely  to  the  Contractor  by  the  Con- 
tracting Officer,  the  Contractor  may  appeal  to  the  Chief  of  Ordnance 
by  filing  one  statement  of  claim  which  shall  embrace  all  claims  of 
cost  previously  disallowed  or  adversely  determined,  provided  that 
all  such  claims  shall  he  certified  by  an  accountant  designated  by  the 
Contracting  Officer  as  being  in  their  entirety  the  subject  of  expendi- 
ture of,  or  cost  to,  the  Contractor." 

"ABTionB  IX.  In  the  event  that  in  the  opinion  of  the  Chief  of 
Ordnance  the  public  interests  so  require,  this  contract  may  be  termi- 
nated by  notice  in  writing  to  the  Contractor,  without  prejudice  to 
any  claim  the  United  States  may  have  against  the  contractor. 

In  the  event  of  the  termination  of  this  contract  as  aforesaid,  the 
United  States  shall  pay  the  Contractor  all  costs  and  obligations  of 
the  Contractor  theretofore  incurred  and  not  previously  paid,  which 
may  be  allowed  pursuant  to  Article  V  hereof,  together  with  the  fixed 
profit  herein  provided  upon  all  articles  previously  delivered  and 
accepted. 

«  •  •  .  •  •  •  * 

In  the  event  that  the  Contractor  shall  not  be  in  default  under  this 
contract  at  the  date  of  such  termination,  the  Contractor  shall  be  paid 
a  sum  which  together  with  all  fixed  profit  theretofore  paid  shall  be 
equivalent  to  ten  (10%)  per  cent  of  all  cost  which  the  United  States 
shall  have  previously  paid,  and  shall  then  be  obligated  to  pay,  except 
the  cost  of  raw  material,  supplies,  and  the  like,  which  shall  have  been 
purchased  by  the  Contractor  for  use  in  the  performance  of  this  con- 
tract hut  shall  not  have  been  used  in  making  the  articles  delivered 
and  accepted. 

•  ••«••• 

In  the  event  of  the  termination  of  this  contract  as  aforesaid  any 
and  all  obligation  of  the  United  States  to  make  any  payments  to  the 
Contractor  hereunder,  other  than  those  specified  in  this  Article  IX 
shall  at  once  cease  and  determine." 

"Abticle  X,  Upon  the  completion  of  this  contract,  whether  by 
the  Contractor  or  by  the  United  States,  or  the  termination  of  the 
contract  without  further  performance  thereof  in  accordance  with 
Article  IX  hereof,  or  from  time  to  time  during  the  performance  of 
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this  contract,  the  Contractor  agrees  to  make  such  disposition,  at  the 
expense  and  for  the  account  of  the  United  States,  of  unused  ma- 
terial, supplies,  and  the  like,  scrap,  waste,  or  defective  material, 
rejected  articles,  and  generally  all  property  which  shall  have  been 
paid  for  by  the  United  States,  as  the  Contracting  Officer  shall  in 
writing  direct;  such  direction  to  be  given  during  the  performance 
of  this  contract  or  within  60  days  after  its  completion.  If  permitted 
by  law,  any  of  the  foregoing  property  may  be  sold  to  the  Contractor 
by  the  Contracting  Officer  upon  terms  mutually  agreeable.  If  the 
Contractor  is  thereby  required  to  store  such  property,  the  cost  of 
storage  and  all  cost  incident  thereto  shall  be  from  time  to  time  paid 
to  the  Contractor  by  the  United  States.  If  land  and  buildings  of  the 
Contractor  are  used  for  storage,  the  United  States  shall  pay  to  the 
Contractor  a  reasonable  rental  therefor,  as  may  be  mutually  agreed 
upon,  or  if  agreement  is  impossible,  as  may  be  fixed  by  the  Chief  of 
Ordnance,  but  in  no  event  to  exceed  ten  per  centum  per  annum  of  the 
cost  of  such  land  and  buildings  to  the  Contractor,  or  a  proportion 
of  such  cost  according  to  the  proportion  of  land  and  buildings  used. 
It  is  agreed  that  the  foregoing  provisions  as  to  rental  shall  apply  to 
any  storage  of  the  articles  in  accordance  with  Article  III  hereof. 

"AnnoLE  XXII.  Except  aa  this  contract  shall  otherwise  provide, 
any  doubts  or  disputes  which  may  arise  as  to  the  meaning  of  anything 
in  this  contract  shall  be  referred  to  the  Chief  of  Ordnance  for  deter- 
mination. If,  however,  the  contractor  shall  feel  aggrieved  at  any 
decision  of  the  Chief  of  Ordnance  upon  such  reference,  he  shall  have 
the  right  to  submit  the  same  to  the  Secretary  of  War,  whose  decision 
shall  be  final.'* 

"AHncLB  XXIV.  •  •  •  Wherever  the  term '  Contracting  Offi- 
cer '  is  used  in  this  contract  the  same  shall  tie  construed  to  mean  the 
Contracting  Officer  executing  this  agreement,  his  successor  or  suc- 
cessors, his  duly  authorized  agent  or  agents,  or  anyone  designated  by 
the  Ctuef  of  Ordnance,  from  time  to  time,  to  act  as  Contracting 
Officer  hereunder." 

.3,  There  was  a  material  delay  in  delivery  of  the  drawings  to  the 
contractor  and  an  extension  of  time  was  granted  by  the  contracting 
officer  amounting  to  four  months.  Work  under  the  contract  was  sus- 
pended January  17,  1919,  at  the  request  of  the  United  States.  At 
that  time,  2,000  of  the  3,000  tractors  and  331.54175  sets  of  spare  parts 
had  been  completed;  on  which  the  claimant  has  been  paid  a  fixed 
profit  provided  by  the  contract  in  the  sum  of  $524,865.64. 

4.  The  contractor  filed  claim  before  the  Detroit  District  Ordnance 
Claims  Board  which  was  eventually  forwarded  to  the  Ordnance 
Claims  Board  in  Washington  with  the  recommendations  of  the  Dis- 
trict Board. 

5.  A  hearing  was  held  before  the  Ordnance  Claims  Board  on  June 
9, 1920,  at  which  time  the  contractor  filed  an  amended  claim  set  forth 
as  follows: 

(o)  Accelerated  depreciation  on  Reo  tnacbinery $56,477.89 

(b)  Coal  on  hand  for  contract  use— 


(c)  Interest  on  money  borrowed  for  contract 36,629.47 
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(d)  Extra  ro8t  due  to  delay  by  Oovernment  in  fnmlsblng  planH—  $32T,  436. 24 

(c)  Cost  of  tools  not  accounted  tor 17,514.77 

(/)  Espendlturee  tor  arranging  testing  field— 577.5* 

(a)  Office  and  taetory  equipm^it 655.44 

(fc)  Fencing 1,275.  S 

(1)  Storage  on  Ooveminent  equipment,  etc ,"_  29,9^00 

(i)  Escess  demurrage  on  Reo  materials 4,S8T.  71 

(fc)  Interest  on  machine-tool  expenditures 28,072.96 

(J)  Accounting  organization  after  termination 22,888.74 

(m)  Loss  of  profits  from  plant  occupied 266, 930. 80 

Total . 792,105.27 

6.  In  addition  to  the  items  listed  above  the  claimant  set  up  the  fol- 
lowing items: 

(n)  Balance  of  compensation  of  profit  due  under  contract   (to 
wblch  Is  to  be  added  necessary  additions  because  of  items  of 

cost  Included  in  present  claim) $272,389.44 

(o)  Unabsorbed  overhead  and  administrative  expenses  dne  to  de- 
lay \a  receiving  plans 118,994.61 

(p)  Losses  on  plant  occupied  January  to  May,  1818 300,009.00 

(g)  Unabsorbed  overhead  and  administrative  expense  following 

termination 320,212.78 

<r)  Additional  storage  cbarge  (covered  by  item  (i) 

(^)  Cost  of  macblne  tools  (about) 265,000.00 

<t)  Cost  of  plant  rebablUtatlon  (amount  not  determined) 

Of  these  additional  items  some,  according  to  the  claimant's  state- 
ment, are  only  different  methods  of  stating  items  set  forth  above 
whDe  others  are  not  susceptible  of  determination  imti!  the  amounts  of 
the  other  items  are  fixed. 

7.  The  Ordnance  Claims  Board  made  an  award  as  follows: 

(B)  Coal 113,380.44 

(c)  Interest  on  borrowed  money . 36,629.47 

(e)  Tools  unaccounted  for 17,574  77 

(f)  Equipment  for  washing  tractors 577, 04 

(g)  Office  and  factory  equipment 655.44 

(h)  Fencing 1, 27B.  02 

(*)  Storage  on  Government  material 88,287.4D 

(n)  Profit  or  compensation  (amount  not  determined) 

(o)  Excess  overhead  during  delay 65,280.25 

(»)  Depreciation  on  machine  tools  purchased  for  this  contract 20,949.84 

8.  From  the  above  award  of  the  Ordnance  Section  claimant  ap- 
peals on  the  ground  that  certain  items  of  the  claim  were  improperly 
disallowed  and  that  the  amounts  of  certain  others  were  inadequate. 
In  the  memorandum  of  claimant's  counsel  accompanying  the  ap- 
peal, statement  is  made: 

"  8.  rrBMS   NOT  NOW  OONTBOVERTia). 

Without  in  any  wise  waiving  its  contentions  that  eadi  and  every 
item  of  this  claim  represents  an  item  of  cost  under  the  contract. 
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the  cxjntractor  is  willing  to  concede  that  the  action  of  the  Board  with 
respect  to  some  of  the  items  was  justified  by  the  facts  before  it,  i.  a., 
the  claimant  has  been  unable  with  respect  to  such  items  to  present 
satisfactory  evidence  as  to  the  amount  due  it  on  such  account.  For 
this  reason,  and  to  facilitate  an  early  adjustment  of  all  outstanding 
differences,  it  urges  no  present  claim  with  respect  to  the  following 
items: 

(d)  Losses  incurred  during  delay  (claimed  under  item  (o)). 

U)  Exce^  demurrage  on  Keo  materials. 

(m)  Loss  of  profits. 

(;>)  Jjosses  on  plant  occupied  January  to  May,  1918  (claimed 
under  item  (o))." 
No  further  consideration  will  be  given  these  items. 

9.  The  claim  as  before  this  Section  for  consideration,  therefore, 
is  as  follows : 

(a)  Accelerated  depredation $40,751.00 

(6)  Coal 1 13, 380. 44 

(c)  Interest  on  Iwrrowed  money 30,629.47 

<«)  Tools  unaccounted  for 17,674,77 

(f)  Equipment  for  washing  tractors 677. M 

(0)  Ofll(!e  and  factory  equipment , 6Ki.  44 

(ft)  Fencing 1,275.62 

(*)  Storage  on  Government  material 39.297.45 

(fc)  IntereBt  on  coat  of  apeclaJ  facilities 23,072.98 

(1)  Accounting  services - 22,888.74 

(n)  Profit  or  compensation  (amount  not  determined) 

(o)  Excess  overhead  during  delay  (Board's  allowance  on  this  Item 

is  considered  wholly  inadequate) 65,280.29 

(g)  Unahsorbed  overhead  following  termination 320,212.78 

(«)  Cost  of  machine  tools    (about)    (Ordnance   Section  allowed 

depreciation  on  this  item  of  »20,94ft.84) 265, 000. 00 

(t)  Plant  rehablliUtlon 

With  respect  to  some  of  the  above  the  Beo  Co.  has  manifested  a 
readiness  to  accept  the  award  of  the  Bureau  Board,  but,  in  order  to 
fully  determine  the  rights  of  the  parties,  this  Section  deems  it  neces- 
sary to  review  the  findings  and  award  of  that  Board  in  their  entirety 
with  reference  to  the  items  now  presented.  Further  facts  are  set 
forth  in  the  decision. 

nECISION. 

1.  (a)  Accelerated  depreciaiiov^-^iO^TSl. — This  it«m  was  origi- 
nally presented  in  the  sum  of  $66,477.89.  This  was  reduced  in 
presentation  to  the  Ordnance  Section  to  $40,751,  covering  the  period 
from  May  1,  1918,  to  February  28,  1919.  This  claim  is  advanced  on 
the  theory  that  owing  to  the  emergency  character  of  the  work  on  this 
contract  the  plant  and  machinery  of  the  contractor  was  subjected  to 
more  strenuous  use  than  under  normal  working  conditions ;  that  the 
articles  being  manufactured  for  the  Government  were  of  heavier  type 
tiian  those  usually  machined  by  the  company,  and  therefore  harder 
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on  the  machinery;  that  by  reason  of  those  facts  the  machinery  was 
subject  to  accelerated  depreciation  amounting  to  a  50  per  cent  in- 
crease of  the  normal.  The  percentage  of  increase  is  an  arbitrarf 
figure  selected  by  the  company. 

The  claimant  fixed  the  proportion  of  depreciation  chargeable  to 
the  contract  by  taking  the  percentage  representing  the  relation  of 
productive  labor  employed  on  Government  work  to  the  total  pro- 
ductive labor  in  the  plant,  which  shows  the  average  for  the  period 
covered  of  45.47  per  cent. 

The  company  wrote  off  a  depreciation  of  7^  per  cent  on  factory 
equipment  and  10  per  cent  on  machinery  and  charged  45.47  per  cent 
of  the  amount  to  the  Government.  This  amounted  to  $81,502.01, 
which  has  been  paid.  The  claimant's  present  contention  is  that 
owing  to  conditions  outlined  above  the  percentage  written  off  for 
depreciation  was  too  low  and  the  amount  paid  by  the  Government 
should  be  increased  50  per  cent.  The  correctness  of  this  contention 
we  can  not  concede.  It  is  clear  that  all  overtime  is  reflected  in  the 
figures  paid  by  the  Government  for  productive  labor,  and  therefore 
any  accelerated  depreciation*  chargeable  to  overtime  on  Government 
work  is  covered  by  payment  already  made  for  depreciation.  In  ad- 
dition to  this  the  company  was  allowed  time  and  a  half  for  all  over- 
time. This  would  also  increase  the  amount  paid  by  the  Government 
for  productive  labor,  though  no  corresponding  depreciation  would 
accrue. 

It  is  also  worthy  of  comment  that  in  fixing  the  overtime  estimate 
of  44.09  per  cent  claimant  has  selecfed  the  two  weeks'  period  ending 
September  18,  1918.  Five  hundred  tractors  were  delivered  during 
the  month  of  October,  which  was  the  largest  delivery  during  the 
performance  of  the  contract.  It  is  safe  to  assume  that  a  great  deal 
of  the  overtime  work  necessary  to  accomplish  the  peak  of  production 
took  place  in  September.  The  single  two  weeks'  period  chosen  by 
claimant,  therefore,  does  not  disclose  the  real  percentage  of  overtime 
chargeable  to  the  contract  and  would  afford  no  satisfactory  basis  for 
a  proper  estimate  of  any  conceivable  charge  to  the  Government,  We 
are  of  the  opinion  that  claimant  is  not  entitled  to  any  allowance  for 
depreciation  other  than  that  which  they  have  already  received.  The 
decision  of  the  Ordnance  Section  as  to  this  item  is  afhrmed. 

2.  (b)  ClaiTii  for  reimbursem^Tit  for  S,63£M  tons  of  coal  at  SiM 
■per  ion  plus  a  handling  charge  of  50  cents  per  ton^  aggregating  $1^,- 
056.17. — The  Reo  Co,  had  its  own  source  of  supply  for  coal  suitable 
for  use  in  its  plant  and  believed  that  it  had  a  sufficient  reserve  to 
meet  its  needs.  However,  the  officers  of  the  Government  feared  that 
a  shortage  of  coal  might  be  experienced,  and  at  their  earnest  solici- 
tation' and  direction  the  claimant  undertook  to  increase  its  reserve 
supply.    At  that  time  the  Fuel  Administration  had  restricted  tho 
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field  of  supply  accessible  to  the  Beo  Co.  and  the  coal  under  discus- 
sion was  purchased  in  that  t«rritory  desi^ated  by  the  Fuel  Adminis- 
tration. The  evidence  is  to  the  effect  that  upon  receipt  the  coal  was 
found  entirely  unsatisfactory  for  use  in  the  plant  of  claimant  com- 
pany; that  no  shortage  was  in  fact  suffered,  and  that  the  coal  has 
not  been,  or  will  be,  used  by  claimant.  It  is  apparent  that  in  view 
of  the  circumstances  reimbursement  for  the  cost  thereof  is  a  proper 
charge  against  the  Government.  The  Ordnance  Section  did  not  feel 
that  the  charge  of  50  cents  per  ton  for  handling  was  sufficiently  sup- 
ported, but  found  as  a  fact  that  the  coal  had  been  necessarily  han- 
dled and  allowed  a  handling  charge  of  5  per  cent  on  the  cost  of  the 
coal,  making  the  whole  item  aggregate  $13,380.14.  From  this  award 
the  claimant  has  nQt  appealed.  The  amount  allowed  by  the  Ord- 
nance Section  is  proper  and  the  action  of  said  Section  with  respect 
to  this  item  is  approved. 

3.  (c)  Interest  on  money  borrowed  for  conifract^  $36 M9.1i7. — This 
item  was  allowed  in  full  by  the  Ordnance  Claims  Board.  Pamphlet 
of  thd  Ordnance  Department,  known  as  "  Definition  of  cost  pertain- 
ing to  contracts,"  specifically  referred  to  in  Article  V  of  the  contract 
"  for  the  guidance  of  the  contracting  officer  and  the  contractor  as  to 
the  specific  items  of  cost  which,  will  be  allowed  *  *  •"  provides  as 
follows :    > 

"47.  The  interest  on  investment  or  on  bonded  debt  shall  not  be 
considered  as  an  expense  entering  into  the  cost  of  contracts  for  the 
United  States,  but  the  Contracting  Officer  will  reimburse  the  Con- 
tractor for  interest  paid  by  it  on  monev  borrowed  to  finance  the  pur- 
chase of  materials  necessary  to  complete  contracts  for  the  Umted 
States.    •    •    *" 

Under  that  provision  it  is  requisite  to  a  contractor's  right  to  re- 
imbursement that  it  shall  be  conclusively  shown  that  the  interest 
for  which  reimbursement  is  sought  was  paid  on  money  actually  bor- 
rowed for  the  specific  purpose  of  purchasing  materials  necessary  to 
complete  contracts  for  the  United  States.  The  evidence  in  the  pres- 
ent instance  is  to  the  effect  that  the  interest  paid  by  claimant  com- 
pany was  largely  on  notes  made  previous  to  undertaking  this  con- 
tract, which  were  renewed  throughout  the  time  of  its  performance; 
that  the  money  which  might  otherwise  have  been  used  for  the  pay- 
ment of  said  notes  was  used  to  defray  the  expense  of  claimant's  com- 
mercial business  and  such  other  items  with  regard  to  the  Govern- 
ment contracts  as  claimant  considered  desirable;  that  no  effort  was 
made  by  the  company  to  separate  in  any  way  the  amounts,  if  any, 
which  were'  spent  for  Government  work  from  those  used  in  its  com- 
mercial business.  In  fact,  the  evidence  of  claimant's  witnesses  is  to 
the  effect  that  the  money  was  not  actually  borrowed  for  this  contract 
and  that  no  separation  of  any  proportion  applicable  to  said  contract 
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could  be  made.  The  provision  of  the  circular  quoted  above  is  clesr 
and  unmistakable  in  its  terms.  Therefore  the  inability  of  claimant 
to  comply  with  said  terms  is  fatal  to  the  right  of  recovery.  With 
regard  to  said  item,  the  action  of  the  Ordnance  Section  is  reversed 
and  the  item  disallowed. 

4.  Item  (d)  was  withdrawn  by  the  claimant. 

6.  (c)  Cast  of  tools  not  accounted  for,  $17^H^t. — It  appears  that 
throughout  the  life  of  this  contract  the  claimant  expended  approxi- 
mately $195,000  for  tools,  which  amount  was  paid  by  the  Qovem- 
ment.  Upon  taking  an  inventory  at  the  close  of  the  contract,  it  was 
found  that  a  quantity  of  tools  to  the  value  of  $19,009.82  could  not  be 
accounted  for.  The  item  set  forth  in  the  claim  of  $17,574.77  repre- 
sents the  cost  of  said  tools,  less  their  estimated  scrap  value.  This 
amount  was  allowed  by  the  Ordnance  Claims  Board  in  full.  Article 
II  of  the  contract  quoted  above  provides  as  follows: 

"All  property  paid  for  by  the  United  States  shall,  upon  such  pay- 
ment, become  the  property  of  the  United  States,  shall  be  kept  so  far 
as  practicable  separate  and  apart  from  property  belonging  to  the 
contractor  and  other  property  in  his  possession,  and  shall  be  marlffld 
as  the  Contracting  Officer  may  direct.  In  operating,  caring  for,  and 
storing  property  of  the  United  States,  the  contractor  shall  use  his 
best  efforts  adequately  to  protect  the  saipe  and  shall  not  be  liable  for 
anv  loss  or  damage  thereto  except  sudi  as  may  be  caused  by  the 
willful  default  or  negligence  of  the  contractor." 

No  question  arises  as  to  the  "willful  default"  of  the  contractor 
in  the  present  case.  However,  it  is  true  that  the  contractor  was  fully 
cognizant  of  the  fact  that  these  tools  were  the  property  of  the  United 
States  and  that  it  was  the  contractor's  obligation  to  use  its  best  efforts 
in  caring  for  the  same,  and  that  it  was  to  account  for  all  tools,  ma- 
terials, and  supplies  at  the  close  of  the  contract.  The  evidence  is 
undisputed  that  the  tools  covered  by  this  item  were  wholly  unac- 
counted for,  that  they  were  never  presented  to  any  officer  of  the  Gov- 
ernment for  disposition.  These  facts,  in  the  opinion  of  the  Board, 
bespeak  such  negligence  on  the  part  of  the  contractor  as  is  contem- 
plated under  the  provisions  of  the  contract  and  as  Is  sufficient  to 
defeat  any  right  to  an  allowance  for  these  tools.  The  action  of  the 
Ordnance  Section  in  allowing  this  item  is  hereby  reversed  and  the 
amount  disallowed. 

6.  {/)  Expenditures  for  arranging  testing  field,  9577.6^. — ^This 
item  covers  the  cost  of  a  small  sprinkler  tank,  lumber,  and  the  cost 
of  water  connection  on  the  field  used  in  testing  tractors,  amounting 
to  $1,018.39,  less  a  salvage  offer  of  $440.85.  It  was  necessary  that  the 
tractors  manufactured  under  this  contract  should  be  subjected  to 
tests  in  various  conditions  involving  their  use  in  heavy  sand  and 
deep  mud.    The  testing  ground  used  for  this  purpose  was  adjacent 
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to  the  plant  of  the  contractor.  The  tractors  were  put  through  the 
sand  test,  and  it  was  frequently  necessary  to  drench  certain  por- 
tions of  the  testing  ground  very  thoroughly  with  water  in  order  to 
produce  the  mud  conditions.  After  the  tractors  were  tested  they 
were  thoroughly  washed  under  a  shed  provided  by  the  contractor  at 
the  instruction  and  direction  of  the  Army  officers  in  charge  of  the 
work.  This  item  covers  the  necessary  cost  of  the  facilities  used 
in  that  work.  It  is  clearly  a  proper  charge  under  the  contract,  and 
the  amount  as  found  by  the  Ordnance  Section  has  been  audited  and 
found  correct.    The  allowance  by  the  Ordnance  Section  is  approved. 

7.  (g)  O'fflce  and  factory  equipment,  $655 Jf4. — This  covers  the  cost 
of  cabinets,  chairs,  desks,  typewriters,  etc.,  amounting  to  $2,715.82, 
less  salvage  value  offered  by  claimant  of  $2,060.38,  leaving  a  balance 
of  $655.44.  The  office  equipment  furnished  was  for  use  in  connec- 
tion with  this  contract.  The  item  was  audited,  allowed,  and  ap- 
proved by  the  District  Ordnance  Claims  Board,  whose  action  was 
approved  hy  the  Ordnance  Section,  and  is  allowable  under  the  con- 
tract. The  amount  is  considered  proper,  and  the  action  of  the  Ord- 
nance Section  with  regard  to  this  item  is  therefore  confirmed. 

8.  (A)  Fencing,  $1^5.53. — This  item  is  for  the  cost  of  wire  fencing 
and  lumber  amounting  to  $2,630,52,  less  salvage  offer  of  $1,356.  It 
was  considered  necessary  and  desirable  to  erect  a  fence  around  the 
testing  fleid  where  the  tractors  were  proven  in  order  to  protect  the 
tractors  and  conceal  the  work  from  the  public.  A  fence  was  built 
for  this  purpose  under  the  direction  and  instruction  of  officers  of 
the  Government,  who  considered  the  fence  necessary  for  the  purpose 
outlined  above.  The  amount  was  audited  and  approved  by  the 
District  Board  and  allowed  by  the  Ordnance  Section.  The  item  is 
one  proper  for  allowance  and  the  amount  reasonable.  The  action 
of  the  Ordnance  Section  with  reference  to  this  it«m  is  therefore 
approved. 

9.  (i)  Storage  on  Government  equipment,,  etc.,  $39^9745. — The 
original  amount  claimed  by  the  Reo  Co.  under  this  item  amounted 
to  $29,942  for  storage,  embracing  various  areas  and  periods  of  time 
at  a  monthly  rate  of  5  cents  per  square  foot.  The  District  Ordnance 
Claims  Board — 

"reduced  the  amount  to  $3060.85  because  the  rate  claimed  is  in 
excess  of  contractual  provisions,  because  the  contract  was  interpreted 
to  require  free  storage  for  60  days,  and  because  it  held  that  not  all 
the  space  for  which  the  appellant  claimed  rental  was  occupied  by 
Government  property.  There  was  no  conclusive  evidence  at  the 
hearing  (before  the  Ordnance  Section) ;  but  it  was  alleged  by  counsel 
that  while  the  Government  materials  did  not  occupy  the  entire 
truck  plant,  there  was  such  occupancy  as  to  prevent  tne  appellant's 
use  of  said  plant  up  to  July  1,  1919  and  even  after  that.    This 
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allegation  Tras  not  controverted  and  appears  to  be  entirely  reason- 
able." 

Claimant's  contention  is  that  the  cost  accountant's  interpretation 
of  the  contract  as  requiring  60  days  free  storage  is  erroneous;  that 
the  limitation  of  the  storage  rate  to  10  per  cent  per  annum  applies 
only  to  storage  for  60  days  following  termination ;  and  that  storage 
thereafter  is  to  be  at  a  reasonable  rate.  The  claimant  filed  with  the 
Ordnance  Section  a  detailed  statement  based  upon  this,  theory,  by 
which  the  figures  of  the  original  item  were  increased  to  $49,460.60. 
The  Ordnance  Section  took  the  petition  that  a  written  notice  by 
the  contracting  officer  given  within  60  days  after  the  completion 
of  the  contract,  or  the  termination  thereof,  was  a  condition  precedent 
to  storage  by  the  contractor,  and  as  no  evidence  was  adduced  that 
such  written  notice  had  been  given  the  10  per  cent  provi^on  of 
Article  X  of  the  contract  was  not  applicable.  That  Section  allowed 
a  monthly  rental  of  3  cents  per  square  foot  covering  all  indoor 
storage  of  Government  property  for  the  various  periods  occupied 
and  an  allowance  of  $0,001  per  square  foot  of  yard  space  for  the 
time  occupied,  making  a  total  award  of  $39,297.45.  To  neither 
position  does  this  Board  subscribe.  It  is  clear  that  the  provisions 
of  the  contract  did  not  contemplate  free  storage.  It  is  equally  clear 
from  a  reading  of  Article  III  and  Article  X  of  the  contract  (quoted 
above)  that  the  parties  had  in  view  that  the  payment  of  a  reason- 
able rental  should  apply  to  all  storage  required  by  the  GroTemment 
in  connection  with  this  contract.  N'or  was  a  written  notice  by  the 
contracting  officer  a  condition  precedent  to  the  Government  right  to 
demand  storage.  Rather  is  it  apparent  that  a  reasonable  construc- 
tion of  the  contractual  provisions  is  to  the  effect  that  in  the  absence 
of  any  instructions  to  the  contrary  the  claimant  should  store  articles 
and  materials  in  accordance  with  the  two  articles  of  the  contract 
applicable  thereto.  Therefore  we  deem  the  proper  method  of  de- 
termining the  amount  allowable  under  this  item'  to  be  the  determina- 
tion of  sucli  portion  of  the  claimant's  plant  and  land  as  was  neces- 
sarily occupied  by  tractors  and  Government  materials,  together  with 
such  additional  area  of  the  use  of  which  the  Reo  Co.  was  neces- 
sarily deprived,  the  periods  over  which  such  occupation  and  such 
deprivation  extended,  and  the  payment  to  the  claimant  company  of 
a  reasonable  rental  as  may  be  agreed  upon,  in  no  event  to  exceed 
10  per  cent  per  annum  on  the  cost  to  the  claimant  company  of  such 
lands  and  buildings. 

The  decision  of  the  Ordnance  Section  with  reference  to  this  item 
is  therefore  vacated.  The  Ordnance  Section  being  in  possession  of 
the  figures,  the  claim  will  be  returned  to  that  Section  for  computa- 
tion of  the  proper  amount  payable  under  the  method  outlined  above. 

10.  (;)  Withdrawn  by  the  claimant. 
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11.  (k)  Interest  on  macMne  tool  coeta,  9SSfi7£^.—T]ii8  item 
covers  interest  on  the  cost  of  certain  machine  tools  purchased  by 
claimant,  reimbursement  for  which  is  claimed  under  item  (s)  of  the 
set-up.  The  sum  is  not  allowable  under  the  terms  of  the  contract,  the 
provisions  of  the  pamphlet  "  Definition  of  cost,"  hereinbefore  re- 
ferred to,  or  the  well-established  rule  that,  in  the  absence  of  stat- 

*  utory  provision,  or  the  terms  of  a  specific  contract,  no  interest  ac- 
crues upon  claims  against  the  Government.  The  action  of  the  Ord- 
nance Section  in  denying  this  item  is  approved  and  the  item  dis- 
allowed. 

12.  {I)  Coat  of  special  accounting  organization,  $SSfS08.74- — It 
appears  from  the  evidence  that  the  claimant  company  had  consider- 
able difficulty  in  meeting  the  requirements  of  the  Cost  Accounting 
Section  in  furnishing  proper  statements  of  costs  requisite  to  reim- 
bursement. After  the  contract  had  been  terminated,  therefore,  the 
Reo  Motor  Co.  employed  the  services  of  the  Detroit  Trust  Co.  for  the 
purposes  of  accounting  and  setting  up  the  various  items  of  cost  for 
which  they  sought  payment  from  the  Government.  The  evidence  is 
clear  that  these  services  were  obtained  by  the  contractor  upon  its 
own  initiative  and  responsibility  and  solely  for  its  own  benefit  in 
facilitating  the  presentation  of  its  claims ;  that  no  direction,  instruc- 
tion, or  authority  was  given  for  same  by  any  officer  or  a^nt  of  the 
Government.  The  sole  provision  of  the  contract  having  a  bearing 
upon  this  point  is  paragraph  5  of  Article  V  of  the  contract  quoted 
above.  It  is  clear  that  there  was  no  desire  on  the  part  of  the  Gov- 
ernment to  establish  any  cost  or  accounting  system  other  than  that 
in  use  by  the  claimant  company.  Kor  can  this  item  be  property  con- 
strued as  an  item  of  cost  "  applicable  to  and  necessary  in  connection 
with  the  articles  contracted  for."  The  action  of  the  Ordnance  Sec- 
tion in  disallowing  this  item  is  therefore  approved. 

13.  (m)  Withdrawn  by  the  claimant. 

14.  {n)  Balance  of  compengaHon  or  profit  due  under  contract 
(to  which  is  to  he  added  necessanj  addiiions  because  of  items  of  cost 
included  in  present  didm),  $£78^89.44- — This  item  ia  presented  by 
claimant  upon  the  theory  that  certain  sums  which  may  be  the  sub- 
ject of  allowance  under  the  present  claim  are  items  of  cost  applicable 
to  the  contract  upon  which  the  company  will  be  entitled  to  the  10 
per  cent  profit  allowed  under  the  termination  clause.  The  provi- 
sions of  the  contract,  construed  in  accordance  with  the  provisions  of 
the  "Definition  of  cost"  pamphlet,  are  dear  with  reference  to  the 
expenditures  upon  which  any  additional  compensation  or  profit  may 
be  claimed.  In  the  opinion  of  this  Section  no  item  of  the  present 
claim  upon  which  any  award  is  made  by  this  decision  comes  within 
the  provisions  of  the  contract  or  said  pamphlet  so  as  to  constitute  a 
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cost  upon  which  the  10  per  cent  compensation  can  be  allowed  with 
the  exception  of  item  (o).  With  that  exception,  ,the  item  is  dis- 
allowed without  prejudice  to  the  claimant's  right  to  any  balance  of 
compensation  which  may  be  due  on  proper  expenditures  within  the 
terms  of  the  contract. 

15.  (o)  UTiaiaorbed  overhead  and  admimstraiive  expenset  due  to 
delay  m  receiving  plans,  $118^^,61. — This  claim  was  presented  in- 
another  form  under  item  {d)  before  the  District  Claims  Board. 
Before  the  Ordnance  Claims  Board  item  {d),  item  {p),  and  the 
present  item  {o)  were  presented  in  the  alternative  as  different  meth- 
ods of  setting  out  practically  the  same  claim.  Before  the  Appeal 
Section  the  claimant  abandons  the  theory  of  items  {d)  and  {p)  and 
confines  its  claim  to  the  present  item.  The  Ordnance  Claims  Board 
made  an  award  of  $65^0.25.  It  is  the  contention  of  the  ctaimant 
that  that  sum  is  wholly  inadequate. 

The  contract  in  fixing  the  schedule  of  deliveries  provided  that : 

"  Thetie  dates  are  fixed  on  the  assumption  that  approved  drawings 
are  supplied  by  December  31,  1917,  ana  if  not  suppned  by  that  datej 
delivery  date  will  be  adjusted  to  take  into  account  the  delay  in  sup- 
plying drawings." 

The  testimony  is  to  the  effect  that  the  Reo  Co.,  immediately  after 
the  execution  of  the  contract,  proceeded  with  the  reorganization  of 
its  plant  and  machinery  and  the  perfection  of  an  administrative 
organization  for  the  purpose  of  performance  of  the  contract.  The 
drawings  were  not  delivered  prior  to  December  31,  nor  for  some  time 
thereafter,  and  claimant  company  was  subjected  to  additional  ex- 
pense in  holding  together  its  organization  in  readiness  for  work  upon 
the  contract,  which  has  not  been  absorbed.  The  Ordnance  Depart- 
ment allowed  an  extension  of  four  months  in  delivery  dates  in  rec- 
ognition of  the  Government's  failure  to  deliver  the  drawings  on  time. 
That  the  Heo  Co.  is  entitled  to  reimbursement  for  such  additional 
expense  as  can  be  shown  to  have  be^i  actually  sustained  by  reason  of 
the  delay  is  undisputed.  The  difficulty  arises  from  the  fact  that  sep- 
arate accounts  were  not  kept  by  the  Reo  Motor  Co.  for  the  Govem- 
m^t  contract,  as  advised  in  paragraph  3  of  the  pamphlet  "  Defini- 
tion of  cost  pertaining  to  contracts,"  heretofore  referred  to.  Counsel 
for  claimant  has  stated  that  their  method  of  setting  up  the  item  "  is 
not  altopether  correct,  because  the  methods  of  accounting  in  the  Reo 
plant  prior  to  the  time  of  this  contract  were  not  devised  for  accurately 
distributing  administrative  and  general  expense.  The  factory  ex- 
pense and  overhead  are  all  very  well  shown,  but  the  administrative 
expense — that  we  have  to  make  something  of  a  guess." 

The  overhead,  based  upon  comparative  labor  hours  devoted  to  the 
Government  contract  and  to  commercial  work  of  the  claimant,  haa 
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been  absorbed  by  the  contract.  This  the  company  contends  is  entirely 
inadequate  by  reason  of  the  delays  before  referred  to.  The  company 
sets  forth  the  following  table  as  determining  the  proper  overhead 
rate  in  comparison  with  the  normal  percentage  during  the  corre- 
sponding four  months  of  1917 : 

"  Vnabtorbed  Factory  and  General  Admi»4*tratlvc  Overhead. 
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The  Ordnance  Section  takes  the  position  that  it  is  not  proper  to 
measure  this  excess  overhead  by  comparison  of  this  period  with  the 
corresponding  months  in  1917.  They  decided  that  the  fairest  method 
is  to  compare  the  overhead  rate  for  the  period  of  dehiy  with  that  for 
the  four  months  immediately  preceding.  Their  estimate  and  results 
are  set  forth  in  the  following  table : 

"  FirH  four  monthg,  lOtS. 
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"  Under  the  foregoing  computation,  it  is  recommended  that  the  ap- 
pellant be  awar<led  $653^0.25  as  reimbursement  for  damage  resulting 
from  the  Government's  delay." 

In  the  view  of  this  Board,  neither  of  the  methods  set  forth  above  is 
the  proper  one  for  determining  the  amount  due  under  this  item  of  the 
claim.  We  consider  that  the  most  satisfactory  method  for  fixing  the 
proportion  of  overhead  which  should  be  borne  by  the  Government 
would  be  by  comparison  of  the  period  in  question  with  a  month  in 
which  the  claimant  company  was  maintaining  a  fair  average  produc- 
tion under  the  Government  contract  in  question.  By  taking  the  total 
deliveries  for  the  four  months — September,  October,  November,  and 
December,  1918 — we  find  that  the  average  delivery  for  the  four 
months  was  approximately  identical  with  t^e  number  of  tractors  de- 
livered during  the  month  of  November- 
It  is  safe  to  assume  that  the  Beo  Co.  could  not  have  gotten  into  pro- 
duction during  the  month  of  January  nor  the  first  half  of  February, 
even  had  the  drawings  been  delivered  at  the  time  specified  in  the  con- 
tract. Therefore,  we  consider  it  proper  that  no  unabsorbed  overhead 
for  the  month  of  January  should  be  charged  to  the  Government  and 
that  one-half  of  that  for  February  should  be  eliminated.  The 
amount  of  the  item  should  then  be  computed  by  comparing  the  re- 
maining two  and  one-half  months  with  the  month  of  November,  1918, 
at  which  time  the  claimant  had  attained  average  production  under 
the  contract.  This  Board  has  not  at  hand  the  proper  figures  to  de- 
termine the  result.    The  Ordnance  Section  has  those  figures. 

The  award  of  that  Section  with  regard  to  this  item  is  hereby  va- 
cated and  the  claim  returned  to  the  Ordnance  Section  for  determina* 
tion  of  the  amount  properly  payable  under  computation  in  the  man- 
ner outlined  above.  In  so  far  as  this  item  is  concerned,  any  amount 
found  to  be  payable  is  proper  for  consideration  in  connection  with 
the  balance  of  compensation  or  profit  due  undnet  the  contract  (item 
(n)  above). 
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16.  (p)  Withdrawn  by  the  daimant. 

IT-  (?)  Unabsorbed  overhead  and  admimstnUive  expenses  follow- 
ing terminaium,  S3S0JS1S.78. — Article  IX  of  the  contrad;  with  the 
Beo  Co.  provides  that  in  the  event  of  termination  without  default  on 
the  part  of  the  company,  the  company 

"shall  be  paid  a  sum  which  together  with  all  fixed  profit  thereto- 
fore paid  shall  be  equivalent  to  ten  (10%)  per  cent  of  all  cost  which 
the  United  States  shall  have  previously  paid  and  shall  then  be 
obligated  to  pay  *  *  •.  In  the  event  of  the  termination  of  this 
contract  as  aforesaid  any  and  all  obligation  of  the  United  States 
to  make  any  payments  to  the  Contract  or  hereunder,  other  than  those 
specified  in  this  Article  IX  shall  at  once  cease  and  determine." 

The  claim  is  presented  on  the  theory  that  the  claimant  was  sub- 
jected to  extensive  overhead  expense  subsequent  to  the  sudden  ter- 
mination of  the  contract  by  reason  of  the  presence  of  Government 
material  and  the  necessity  of  devoting  a  considerable  part  of  the 
energies  of  its  administrative  offices  to  the  winding  up  of  the  work. 
Very  little,  if  any,  testimony  was  presented  in  support  of  the  claim, 
nor  do  we  feel  that  such  testimony  would  be  pertinent.  The  item  is 
clearly  not  allowable  under  any  construction  which  might  be  placed 
upon  the  contract.    This  item  is  therefore  disallowed. 

18.  («)  Cost  of  machine  tools  (abovt),  $^65,000. — This  item  has 
reference  to  machine  tools  purchased  by  the  contractor  for  the  per- 
formance of  the  contract,  and  has  been  the  subject  of  much  contro- 
versy between  the  claimant  company  and  various  officers  of  the 
Government.  The  officer  negotiating  the  contract  has  stated  that  the 
terms  "  machinery  "  and  "  machine  tools  "  were  used  interchangeably 
in  the  negotiation  of  contracts,  and  they  will  be  so  used  here. 

Very  soon  after  the  contract  had  been  executed  it  became  apparent 
not  only  to  the  contractor  but  to  the  ofiicers  of  the  Government  that 
it  would  be  necessary  to  acquire  a  large  amount  of  additional  ma- 
chinery in  order  properly  to  perform  the  contract.  Various  officers 
of  the  Ordnance  Department  urged  the  claimant  to  purchase  said 
additional  machinery,  and  pursuant  thereto  the  Keo  Motor  Car  Co. 
proceeded  with  the  purchase  of  machine  tools,  motors,  shafting,  belt- 
ing, etc.,  which  eventually  aggregated  in  amount  approximately 
$255,000.  The  machinery  was  purchased  with  the  full  knowledge 
and  concurrence  of  the  Government  officers  connected  with  the  per- 
formance of  the  contract.  Upon  its  arrival  at  the  factory  it  was 
marked  and  at  all  times  treated  as  Government  property.  No  doubt 
existed  in  the  mind  of  any  one  that  its  purchase  was  authorized  under 
the  terms  of  the  instrument.  When  reimbursement  was  sought,  how- 
ever, the  accounting  section  took  the  position  that  Article  II  of  the 
contract  could  not  be  construed  to  authorize  reimbursement  for  the 
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purchase  of  the  machinery,  and  that  the  word  "  tools  "  in  paragraph 
Q  of  Article  V  could  not  be  construed  as  including  machine  tools. 

Thereupon  the  claimant  company  obtained  from  Maj.  Hawkins, 
contracting  officer  for  the  Ordnance  Department,  a  letter  stating  that 
"  the  contracting  officer  construes  subdivision  six  (6)  of  Article  V 
of  the  contract  dated  November  11,  1917,  as  follows: — 
The  word '  tools '  includes  machine  tools,  hand  tools,  and  small  tools." 

The  accounting  section  still  adhered  to  its  refusal  to  pay  for  the 
machinery.  Thereafter,  in  February,  1919,  a  "  procurement  re- 
quest "  was  drawn  up  to  cover  the  cost  of  machine  tools.  This,  how- 
ever, was  not  delivered  to  the  claimant,  and  was  apparently  issued  to 
be  used  as  evidence  to  establish  a  "  Class  A"  claim  under  the  act  of 
March  2, 1919.  The  contractor  was  advised  to  file  a  claim  under  the 
Dent  Act,  and  on  January  17,  1920,  an  award  was  approved  by  the 
Ordnance  Claims  Board  covering  the  cost  of  the  machinery.  The 
award  was  not  approved  by  the  special  member  of  the  War  Depart- 
ment Claims  Board  assigned  to  Ordnance,  but  was  referred  by  him 
to  the  War  Department  Claims  Board  for  consideration. 

The  chairman  of  the  standing  committee.  War  Department  Claims 
Board,  by  a  memorandum  dated  March  9,  1920,  advised  the  special 
member  of  the  War  Department  Claims  Board  accredited  to  the  Ord- 
nance Section  that  it  was  the  opinion  of  the  standing  committee  that: 
"  The  articles  of  the  contract  in  question  can  not  be  interpreted  to 
allow  the  contractor  the  cost  of  machine  tools  and  special  facilities, 
for  the  reason  that  the  word  '  tools '  as  used  in  the  phrase  '  patterns, 
dies,  tools,  jigs,  fixtures,  etc'  means  only  expendable  tools," 

This  memorandum  further  states : 
"  The  provision  of  Article  V  of  the  contract  that '  further  allotrances 
of  cost  from  time  to  time  may  be  allowed  by  the  contracting  officer ' 
is  to  be  interpreted  as  meaning  such  items  of  cost  as  are  analogous  to 
items  previously  specified  in  the  same  article,  viz:  dies,  tools,  jigs, 
fixtures,  etc.  These  words  can  not  be  held  to  include  machine  tools 
and  special  facilities  by  either  description  or  analogy.  It  should 
further  be  noted  that  Article  II,  although  capable  of  a  possible  inter- 
pretation allowing  the  cost  of  special  facilities,  must  be  held  to  be 
governed  by  the  more  specific  language  contained  in  Article  V,  under 
which  article  special  facilities  are  not  included." 

This  memorandum  was  based  on  a  resolution  of  the  standing  com- 
mittee of  March  4, 1920,  The  standing  committee  was  of  the  further 
opinion  that  the  procurement  request  was  not  proper  evidence  of  a 
previous  agreement  between  the  contractor  and  the  officers  of  the 
government,  and  that  the  action  of  the  Ordnance  Claims  Board  in 
issuing  Certificate  "  C  "  was  not  justified  by  the  record. 

The  Ordnance  Claims  Board  thereupon  determined  that  the  right 
of  tlie  contractor  to  ieiiiibin-.sement  whs  under  tlie  formal  contract. 


DECISIONS  APPEAL  8ECTI01T  WAS  DBFARTMGKT  CLAIMS  BOABD.    841 

and  again  requested  the  cost-accounting  section  to  issue  voncheTS 
covering  the  amount  properly  due.  The  cost  accountant  in  Detroit 
declined  to  prepare  the  Touchers,  whereupon  the  Ordnance  Claims 
Board  once  more  referred  the  matter  to  the  War  Department  Claims 
Board,  under  date  of  May  19,  1920,  recommending  that  vouchers 
be  prepared  and  submitted  to  the  disbursing  officer  for  payment. 
The  recorder  of  the  standing  committee,  War  Department  Claims 
13oard,  acting  under  the  authority  of  the  ccnnmittee  of  May  21, 
1920,  by  an  indorsement  dated  May  22,  1920,  advised  the  Ordnance 
Claims  Board  that  the  standing  c<anmittee  adhered  to  its  former 
view  of  the  matter.  The  item  was  disallowed  in  the  award  by  the 
Ordnance  Section,  which  award  includes  an  item  of  $20,949.84  for 
depreciation  on  the  machine  tools  in  controversy.  This  amount  the 
claimant  company  has  refused  to  accept,  and,  insisting  on  its  ri^t 
to  reimbursement  under  the  contract,  appeals  to  this  Section. 

The  standing  committee,  War  Department  Claims  Board,  by 
resolution  of  April  7,  1921,  rescinded  the  action  taken  by  said  com- 
mittee under  date  of  March  4,  1920,  which  was  the  basis  for  the 
memorandum  of  March  9,  1920,  to  the  Ordnance  Claims  Board. 

Article  II  of  the  contract  has  been  quoted  above.  That  article 
provides  that  the  contractor  shall  furnish — 

"with  the  utmost  dispatch,  at  the  best  prices  obtainable  ♦  •  * 
(2)  such  plant,  machineir,  tools  and  other  facilities  *  •  •  as 
may  be  necessary  to  enable  the  articles  to  be  made  and  all  the  re- 
quirements in  respect  of  the  storage  and  delivery  of  the  articles 
contanplated  herem,  to  be  complied  with  in  manner  satisfactory  to 
the  contracting  officer," 

The  following  rules  for  the  construction  of  contracts  are  appli- 
cable in  connection  with  this  article : 

(1)  No  word  in  a  contract  is  to  be  treated  as  a  redundancy,  if 
any  meaning,  reasonable  and  consistent  with  other  parts,  can  be 
given  to  it.     (Century  Digest,  Contracts,  par,  732.) 

(2)  Individual  clauses  and  particular  words  must  be  considered 
in  connection  with  the  rest  of  the  agreement,  and  all  parts  of  the 
writing,  and  every  word  in  it,  will,  if  possible,  be  given  effect. 
(13.C.  J.  527.) 

(3)  The  words  of  a  contract  will  be  given  a  reasonable  construc- 
tion, where  that  is  possible,  rather  than  an  unreasonable  one,  and  the 
court  will  likewise  endeavor  to  give  a  construction  most  equitable 
to  the  parties,  and  which  will  not  give  one  of  them  an  unfair  or 
unreasonable  advantage  over  the  other.    (9  Cyc.  583.) 

It  is  incumbent  upon  the  Board,  therefore,  to  give  meaning  and 
effect  to  the  phrase  "  at  the  best  prices  obtainable,"  appearing  in 
Article  II,  The  reasonable  construction  to  be  placed  upon  the  phrase 
is  that  the  Government  contemplated  paying  for  such  machinery,  etc., 
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aa  was  installed  for  the  perfonnaiice  of  the  contract  as  a  part  of  the 
"  cost,"  and  took  this  meaos  to  protect  itself  in  the  matter  of  such  ex- 
penditures. If,  under  the  contract,  the  claimant  was  to  bear  the  ex- 
pense of  the  machinery  the  phrase  "  at  the  best  prices  obtainable " 
would  be  needless.  The  Government  would  have  no  direct  interest  in 
the  prices,  and  the  company  could  be  relied  upon  to  obtain  the  ma- 
ohine  tools  at  the  best  possible  prices.  The  only  question  that  could 
arise  under  this  article  was  whether  or  not  the  additional  machine 
tools  were  necessary  to  enable  the  provisions  of  the  contract  to  be 
complied  with  to  the  satisfaction  of  the  contracting  officer.  The  fact 
that  officers  representing  the  Ordnance  Department  repeatedly  and 
insistently  urged  their  acquisition  by  the  contractor  abundantly  an- 
swers that  question  in  the  affirmative ;  and  the  evidence  is  further  con- 
clusive that  the  purchase  and  use  of  said  machine  tools  resulted  in 
large  saving,  both  of  time  and  money,  to  the  Government. 

Article  V  of  the  contract  has  been  quoted  above.  The  "  Definition 
of  cost  pertaining  to  contracts  "  referred  to  in  that  article  "  for  the 
guidance  of  the  Contracting  Officer  and  the  Contractor  as  to  the 
specific  items  of  cost  which  will  be  allowed  under  the  foregoing  four 
general  definitions"  (pars.  1,2,3,  and  4)  contains  the  following: 

"  21.  Temporary  buildings,  machinery,  equipment,  etc.,  purchased 
by  the  contractor  upon  the  authority  of  the  contracting  officer  for 
use  in  connection  with  manufacturing  the  articles  contracted  for, 
which  equipment  becomes  the  property  of  the  United  States,  shall  not 
be  classified  as  direct  materials  upon  which  any  percentage  of  profit 
shall  be  paid  to  the  contractor.  The  cost  of  the  same  shall  be  re- 
ported to  the  Ordnance  Department  on  forms  provided  therefor. 

22.  Labor  performed  by  the  contractor  in  connection  with  the  set- 
ting, erection,  or  construction  of  such  equipment  shall  be  subject  only 
to  tlie  overhead  expense  tliat  applies  to  the  department  of  the  con- 
tractor's plant  that  furnishes  the  labor,  such  as  direct  supervision 
thereof,  time  keeping,  and  expense  incidental  thereto,  and  a  reason- 
able allowance  for  factory  management,  general  plant  expense,  or 
administrative  expense. 

23.  Tlie  total  cost  of  such  equipment,  including  erection  or  set- 
ting, shall  not  be  subject  to  any  addition  for  profit  to  the  contractor 
as  aforesaid  unless  otherwise  specified  in  the  contract  or  approved 
in  writing  by  the  contracting  officer. 

24.  Tlie  contractor  shall,  as  he  may  be  called  upon  by  the  contract- 
ing officer,  furnish  complete  detailed  inventories  of  the  property  of 
the  United  States  in  the  custody  of  the  contractor." 

This  excerpt  from  the  pamphlet  clearly  shows  that  while  machin- 
ery, equipment,  etc.,  were  not  to  he  included  in  the  direct  materials 
on  which  a  profit  was  to  he  aUotoedf  the  actual  cost  of  such  equip- 
ment, together  with  the  cost  of  erection  and  setting,  should  be  re- 
garded as  a  proper  item  of  cost  for  which  reimbursement  was  to  be 
made  to  the  contractor. 
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TM  blanket  clause  of  Article  V  provides  that — 

"  In  addition  thereto,  further  allowances  of  cost  from  time  to  time 
may  be  made  by  the  contracting  officer." 

In  the  view  of  this  Board  the  "  cost "  contemplated  in  that  para- 
graph can  not  properly  be  interpreted  as  meaning  only  such  items 
of  cost  as  were  analogous  to  the  items  previously  specified  in 
Article  V.  The  only  doctrine  under  which  such  a  contention  could 
be  made  is  that  of  ."ejusdem  generis."  That  doctrine  may  be 
broadly  atated  to  be  that  when  general  words  are  used  in  a  contract 
after  specific  terms  the  general  words  will  be  limited  in  tiieir  mean- 
ing or  restricted  to  things  of  like  kind  and  nature  with  those  speci- 
fied. The  doctrine  is  not  applicable  in  the  instant  case.  The  follow- 
ing rule  was  laid  down  by  th«  Supreme  Court  in  U.  S.  v.  MescaU, 
215  U.  S.,  26,  54  L.  Ed.,  7T,  30  Sup.  Ct.,  19 : 

"  Whilst  it  is  aimed  to  preserve  a  meaning  for  the  particular  words 
it  is  not  intended  to  render  meatiingless  the  general  words.  There- 
fore, where  the  particular  words  exhaust  the  class,  the  general  words 
must  be  construed  as  embracing  something  outside  that  class.  If 
the  particular  words  exhaust  the  genus,  there  is  nothing  ejusdem 
generis  left,  and  in  such  case  we  must  give  the  general  words  a  mean- 
ing outside  of  the  class  indicated  by  the  particular  words,  or  we 
must  say  that  they  are  meaningless,  and  thereby  sacrifice  general  to 
preserve  particular  words.  In  that  case  the  rule  would  defeat  its 
own  purpose." 

By  an  examination  of  paragraphs  1,  2,  3,  4,  5,  and  6  of  Article  V 
it  is  readily  apparent  that  each  paragraph  exhausts  the  class  of  items 
to  which  it  specifically  refers.  The  specific  reference  to  the  "  Defini- 
tion of  cost  pertaining  to  contracts  "  serves  further  to  include  and 
exhaust  all  items  of  cost  which  might  be  considered  analogous  to 
those  specified,  leaving  nothing  to  which  the  doctrine  of  ejusdem 
generis  can  possibly  apply.  Therefore,  in  accordance  with  the  prin- 
ciple laid  down  above,  the  provision  that  "  further  allowances  of  cost 
from  time  to  time  may  be  made  by  the  contracting  officer  "  must  be 
held  to  be  a  provision  of  more  comprehensive  content.  It  is  not 
limited  to  costs  analogous  to  those  theretofore  set  forth,  and  is  un- 
questionably broad  enough  to  include  the  cost  of  the  machine  tools 
provided  for  the  performance  of  the  contract. 

That  the  contractor  was  authorized  and  instructed  to  purchase 
these  machine  tools  by  ofiicers  of  the  Ordnance  Department  is  un- 
denied.  Very  shortly  after  the  contract  was  signed  the  plant  of  the 
Reo  Motor  Car  Co.  was  visited  by  various  officers  of  the  Ordnance 
Department,  who  in  every  instance  urged  the  contractor  to  procure 
promptly  and  without  standing  on  formality  such  additional  ma- 
chine-tool equipment  as  the  situation  required.  When  the  purchases 
of  such  equipment  were  made,  the  prices  were  approved  by  Lieut.  Ash, 
price  approving  officer  assigned  to  the  Maxwell  and  Keo  plants,  and 
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forwarded  to  Washington  for  formal  approval  On  Januaty  23, 
1918,  a  letter  signed  by  H,  W.  Reed,  Lieutenant  Colonel  Ordnani* 
Department,  N.  A.,  was  written  to  Lieut.  Ash,  reading  in  part  lia 
follows : 

"  It  is  the  desire  of  this  Section  that  all  orders  for  machine  tools, 
such  as  milling  and  boring  machines,  lathes,  planers,  grinding  ma- 
chines, etc.,  be  tentatively  approved  in  this  office  before  they  are 
formally  approved  by  the  officer  assigned  to  the  duty  of  approving 
prices.  In  order  to  prevent  any  delay  in  placing  the  order,  you  are 
authorized  to  permit  the  contractor  to  place  the  order  subject  to  the 
apj>roval  of  this  office.  -  A  copy  of  the  order  or  list  of  the  machines, 
giving  the  prices  to  be  paid,  should  be  forwarded  to  this  office  by  you, 
which  will  be  acted  upon  and  returned  at  once  with  instructions  to 
you  to  approve  or  disapprove." 

This  letter  clearly  indicates  not  only  that  the  Ordnance  Depart- 
ment recognized  the  necessity  for  the  acquisition  of  additional  ma- 
chine tools,  but  that  it  was  contemplated  that  the  Government  was  to 
pay  therefor.  Hence  the  care  exercised  by  the  Ordnance  Department 
in  approving  the  prices  paid  for  machinery. 

Under  the  instructions  contained  in  said  letter,  Lieut.  Ash  ap- 
proved the  purchase  by  the  Reo  Co.  of  a  number  of  machine  tools, 
aggre^ting  in  cost  approximately  $70,000,  Thereafter,  on  or  about 
Mareh  22,  1918,  another  letter  from  Col.  Beed  to  Lieut.  Ash  read  as 
follows : 

"  Enclosed  herewith  are  copies  of  orders  recently  received  from 
you  with  request  for  approval  from  this  office.  Several  days  a^o 
Capt.  Owston  was  advised  to  notify  the  price  approving  officers  m  his 
district  not  to  approve  any  more  machine  tools  for  any  of  the  con- 
tractors who  did  not  have  an  appropriation,  or  who  have  not  secured 
permission  from  the  Procurement  Division  to  purchase  same.  You 
are  not  to  approve  any  orders  or  issue  any  reports  of  approved  pur- 
chases on  machine  tools  purchased  by  the  contractor  without  know- 
ing that  they  have  made  arrangements  with  the  Procurement  Divi- 
sion, or  have  been  granted  an  allotment  for  increased  facilities.  This 
matter  should  be  taken  up  with  the  Government  cost  accountant  so 
that  pavment  will  not  be  made  on  any  purchases  for  machine  tools 
which  have  already  been  approved  by  you,  as  several  orders  were 
forwarded  to  this  office  and  approved  by  Lieut.  Bitter  for  prices 
before  it  was  learned  that  there  had  been  no  appropriation  granted."' 

This  letter  also  clearly  recognizes  that  the  purchase  of  additional 
machine  tools  was  covered  under  the  contract.  But  since  the  duty  of 
approving  purchases  had  been  transferred  to  the  Procurement  Divi- 
sion it  was  deemed  necessary  to  get  the  authority  of  that  Divisicai 
before  the  purchase  of  additional  machinery  should  be  approved  by 
the  price  approving  officer  at  the  plant  of  the  contractor.  On  May  i 
the  contractor  wired  to  Maj.  Glover,  of  the  Procur^ent  Division,  as 
follows : 
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"We  are  referred  to  you  by  the  Engineering  Bureau  relative  to 
the  question  of  machine  tools  in  connection  with  the  production  of 
tractors.  We  wired  facts  in  this  connection  to  Deparfanent  above 
referred  to  on  May  first.  Do  you  intend  cancellation  of  orders  for 
machine  tools  not  yet  delivered  and  subletting  all  work  that  cannot 
be  done  with  our  present  equipment?  This  means  delay  and  ex- 
travagant cost  that  will  amount  to  more  than  the  cost  of  machine  . 
tools. 

(sgd)  K,  H.  SooTT, 

General  Manager,  Reo  Motor  Car  Com/panyy 

This  telegram  clearly  shows  the  construction  put  upon  the  con- 
tract by  the  Boo  Motor  Car  Co..  and  that  construction  was  that  the 
Government  was  authorizing  the  purchase  of  the  additional  machin- 
ery and  was  to  pay  therefor.  The  fact  that  the  Ordnance  Depart- 
ment did  not  reply  to  the  questions  propounded  in  that  telegram 
and  allowed  the  contractor  to  proceed  with  the  purchase  of  further 
machine  tools  must  be  construed  as  a  recognition  of,  and  a  concur- 
rence in,  the  construction  placed  upon  the  contract  by  the  Beo  Motor 
Car  Co. 

Article  VI  of  the  contract  speaks  of  "  all  increased  facilities,  etc." 
Article  VIII  refers  to  "  all  plant  and  equipment  supplied  to  the 
contractor  by  the  United  States."  Article  XI  alludes  to  "the  in- 
creased facilities,  material,  supplies,  or  property,  for  which  the 
United  States  shall  pay  •  •  *."  In  the  opinion  of  this  Board, 
''increased  facilities"  is  to  be  construed  to  include  the  additional 
machine  tools  purchased  by  the  contractor,  and  the  references  cited 
above  make  it  perfectly  clear  that  while  the  parties  might  not  have 
contemplated  the  immediate  necessity  for  acquiring  additional  facili- 
ties, they  were  certainly  not  unmindful  that  the  possibility  therefor 
might  arise,  and  intended  that  in  such  event  the  increased  facilities, 
additional  machinery,  and  further  equipment  ^ould  be  paid  for  by 
the  Government  as  a  part  of  the  cost  of  the  contract  and  should 
become  Government  property. 

That  the  Keo  Motor  Car  Co.  is  entitled  to  reimbursement  for  the 
machine  tools  purchased  has  at  all  times  been  held  by  the  contracting 
cheers  of  the  Ordnance  Department,  who  have  sought  in  various 
ways  to  alter  the  attitude  of  the  cost  accounting  section.  A  survey 
of  the  entire  contract  and  a  consideration  of  the  circumstances 
surrounding  the  parties  at  the  time  of  its  execution  lead  inevitably 
to  the  conviction  that  this  is  the  only  reasonable  and  equitable  con- 
struction to  place  upon  the  instrument.  Time  was  of  the  essence.  The 
need  of  the  Government  was  urgent  for  the  articles  covered  by  the 
contract.  The  manufacture  of  tlie  tractors  was  practically  a  novel 
undertaking.  Ko  one  had  attempted  to  produce  them  <hi  any 
extensive  scale.  Changes  in  the  plans  and  specifications  were  con- 
stantly being  made  in  the  effort  to  perfect  the  articles.     The  Reo 
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Co.  imdertook  their  manufacture  at  cost  plus  the  stipulated  .profit. 
Such  plant  and  machinery  as  the  claimant  possessed  were  placed  at 
the  disposal  of  the  order.  They  might  prove  adequate.  If  so, 
no  additional  purchase  need  be  made.  On  the  other  hand,  much 
additional  equipment  might  be  required,  and  this  the.  company  was 
bound  to  provide  "  with  the  utmost  dispatch  at  the  best  prices  obtain- 
able." The  evidence  is  to  the  effect  that  the  machine  tools  in  question 
were  necessary  for  the  performance  of  the  contract;  that  they 
served  to  expedite  the  work,  and  accomplished  a  saving  to  the 
Government  of  approximately  $1,000  per  tractor  over  the  cost  paid 
for  similar  tractors  manufactured  by  another  concern. 

It  would  be  unreasonable  and  unconscionable  to  contend  that  it 
was  contemplated  by  either  party  that  the  Keo  Motor  Car  Co.  was 
to  purchase  additional  machinery  (much  of  it  unsuitable  for  its  own 
commercial  business)  solely  for  the  pej^ormance  of  the  contract,  and 
thus  reduce  the  profit  which  the  company  would  receive  on  the  manu- 
facture of  3,000  tvactors,  by  approximately  33^  per  cent.  Such  a 
construction  would  result,  to  say  the  least,  in  giving  the  United  States 
an  exceedingly  unfair  and  unreasonable  advantage  over  the  other 
party  to  the  contract.  The  contract  was  cost  plus  a  fixed  profit.  The 
contractor,  therefore,  could  .derive  no  benefit  from  the  acquisition  of 
the  increased  facilities.  Any  and  all  profit  resulting  inured  to  the 
United  States.  Under  the  circumstances,  and  in  view  of  the  pro- 
viaions  of  the  contract,  we  do  not  consider  the  question  as  to  whether 
the  necessity  for  additional  machine  tools  was  contemplated  at  the 
time  the  contract  was  executed,  or  became  apparent  at  a  later  date,  is 
at  all  material. 

Maj.  Hawkins,  contracting  officer  for  the  Ordnance  Department, 
has  held  that  the  word  "tools"  appearing  in  paragraph  6  of  Article 
V  should  be  construed  as  including  machine  tools,  hand  tools,  and 
small  tools.  That  decision  we  do  not  discuss  except  to  say  that  while 
some  doubt  might  arise  as  to  the  correctness  of  the  construction  un- 
der the  principle  of  noscitur  a  sociis,  it  certainly  shows  clearly  the 
intent  of  the  Ordnance  Department  in  the  premises,  and  is  therefore 
entitled  to  great,  if  not  controlling,  weight  in  determining  the  proper 
interpretation  to  be  placed  upon  the  word. 

Claimant  company  is  entitled  to  reimbursement  for  tlie  actual 
cost  of  machinery  purchased.  It  appears  from  the  record  that  some 
of  this  machinery  has  already  been  disposed  of  and  that  claimant 
company  has  made  an  offer  to  the  Government  of  85  per  cent  of  the 
cost  price  for  certain  other  articles.  This  Board  will  recommend 
that  in  determining  the  amount  to  be  paid  under  this  award  proper 
deduction  be  made  for  the  machinery  sold;  claimant's  offer  of  85 
per  cent  cost  on  other  portions  be  accepted ;  any  additional  articles 
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claimant  may  dealre  be  tamed  over  at  the  fair  market  price  at  the 
time  of  settlement;  and  if  any  of  the  machinery  in  question  has 
been  used  by  the  company  in  its  commercial  business,  a  proper  rate 
of  depreciation  on  such  machinery  be  charged  to  the  contractor. 

19.  (()  Co6t  of  plant  rehahUitaMon  {Amount  not  determined). — 
It  appears  that  in  order  to  facilitate  tractor  production  at  the  Rao 
.plant  much  machinery,  equipment,  tools,  etc.,  were  rearranged  and 
moved  from  one  part  of  the  plant  to  another.  The  claimant  will  now 
necessarily  have  to  arrange  the  plant  once  more  in  conformity  with 
the  best  interests  of  its  commercial  production.  As  this  work  has  not 
been  completed,  claimant  does  not  state  an  amount,  but  seeks  ap- 
proval of  the  principle  involved.  The  claimant  therefore  proceeds 
upon  the  theory  that  the  cost  of  said  rearrangement  of  plant  is  a 
proper  item  chargeable  to  the  contract  and  should  be  borne  by  the 
Government.  To  this  proposition  we  cannot  accede.  Xo  provision 
of  the  contract  could  be  so  construed  as  to  charge  the  Government 
with  any  responsibility  or  liability  for  the  cost  of  a  possible  rear- 
rangement of  claimant  company's  plant  either  before  or  after  the 
performance  of  the  contract.  The  provisions  of  that  instrmnent 
quoted  above  in  connection  with  item  (9)  are  equally  applicable  in 
this  instance.  This  item,  therefore,  in  whatsoever  amount  the  claim- 
ant may  seek  to  recover  is  hereby  disallowed. 

DISPOSITION. 

Pursuant  to  the  resolution  of  the  standing  committee,  War  De- 
partment Claims  Board,  of  date  April  7,  1921,  the  Appeal  Section 
will  transmit  to  the  Ordnance  Section  a  copy  of  this  decision  with 
all  papers  attached  thereto  as  required  by  the  above  resolution,  with 
instructions  to  determine  the  amounts  due  the  Reo  Motor  Car  Co. 
in  accordance  herewith,  prepare  the  necessary  papers,  and  transmit 
same  through  the  Director  of  Finance  to  the  Auditor  for  the  War 
Department  for  direct  payment. 

Lieut.  Col.  McKeeby'and  Capt.  Taylor  concurring  for  the  Appeal 
Section;  Col.  Morrow  concurring  for  the  War  Department  Claims 
Board. 
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Apsil  27,  1921. 
Case  No.  3060. 


1.  "  COBSTETTCTITE  COlOUVIIEZaiHO  "  01  COHTBACTOK'S  PLAHT.— A  aUlm 

baled  on  the  alleK^d.  "  eonstinotlTe  oommAadeerliig  "  of  the  eontxaetot'i 
plant  J>j'  olllcen  of  the  Ordnsaee  Oeptrtment  it  not  mitalsed  b;  proof 
that  the  contractor  agreed  to  and  aotateeced  In  inbitantUllr  every  ut 
whioh  olainiant  has  alleged  amonnted  to  «ald  "  oonitmctlTe  com- 
mandeering "  of  itt  plant  T>7  Ordnance  ofllceri. 

2.  nrCBEABEB  PACILITIEB. — Where  a  tnpplemental  agreement  with  the  con* 

tractor  proTlded  tor  the  erection  of  a  heat-treating  plant  which  was  to 
be  paid  for  by,  and  become  the  property  of,  the  United  States,  the  eiti- 
mated  cost  of  whleh  wai  placed  at  fl2,D00.O0,  bnt  the  aotaal  cost  of 
which  wai  In  esceii  of  $19,000.00,  the  contractor  li  entitled  to  reim- 
bnrtement  to  the  extent  of  the  actnal  co«t  of  lald  heat-treating  plant. 
8.  OLAm  AHS  DECI8I0R. — Appeal  from  award  of  the  Ordnaaoe  Section  on  a 
CUm  a  claim.  Held,  (1)  the  award  of  the  Ordnaitoe  Seotton  Is  afflrmed. 
The  contractor  U  only  entitled  to  reimbursement  to  the  extent  of  the 
total  cost  of  the  Increased  facilities  provided  for  In  the  snpplemental 
i4T««>i>eiit.  <8)  There  was  no  "  conitrnctlTe  oommandeerlng  "  of  the 
contractor's  plant  by  olBcers  of  the  Ordnance  Department. 

Capt.  Taylor  writing  the  opinion  of  the  Board. 

FINDINQ8  OF  FACTS. 

The  Appeal  Section  finds  the  following  to  be  the  facts : 

1.  This  is  a  Class  A  claim  presented  under  the  act  of  March  2, 
1919,  and  is  before  the  Appeal  Section,  War  Department  Claims 
Board,  on  appeal'  by  the  trustee  in  bankruptcy  from  an  award  by 
the  Ordnance  Section  in  the  sum  of  $4,182.45'.  The  amount  which 
claimant  seeks  to  recover  is  $158,829.24. 

2.  "The  circumstances  giving  rise  to  this  claim  are  as  follows:  On 
December  10, 1917,  Procurement  Order,  War  Ordnance,  G109a-585A, 
was  issued  by  the  Ordnance  Department  to  the  Bell  Manufacturing 
Co.,  of  Fairmount,  Ind.,  a  corporation  organized  under  the  laws  of 
the  State  of  Indiana.  This  procurement  order  called  for  the  machin- 
ing of  75,000  4.7-inch  common  steel  shells  at  $5.25  each,  the  United 
States  to  furnish  the  forgings,  copper  bands,  and  base  covers.  De- 
livery of  finished  shells  was  to  be  as  follows:  January,  1918,  5,000. 
and  10,000  each  month  thereafter  until  the  contract  was  completed  in 
August,  1918. 
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3.  A  written  contract,  being  contract  No.  196,  covering  the  above 
procurement  order,  and  dated  January  1,  1918,  was  entered  into  be- 
tween the  Bell  Manufacturing  Co.  and  the  United  States.  This  con- 
tract is  signed  on  behalf  of  the  United  States  by  Samuel  McRoberts, 
Colonel,  Ordnance  Department,  N.  A.,  as  contracting  officer,  by  R.  P. 
Lamont,  Lieutenant  Colonel,  Ordnance  Department,  K.  A. 

4.  At  the  time  the  above  contract  was  entered  into  the  Bell  Manu- 
facturing Co.  was  incorporated  for  $50,000,  practically  all  of  this 
stock  being  owned  by  A.  B.  Scott,  who  was  at  that  time  secretary  and 
treasurer  of  the  company.  His  son,  E.  L.  Scott,  was  its  president. 
The  company  owned  a  small  plant  which  had  been  equipped  to  manu- 
"facture  glass  articles.  The  company  had  had  no  experience  in  manu- 
facturing shells,  though  A.  B.  Scott,  as  president  of  the  Bell  Bottle 
Co.,  had  had  some  experience  in  making  3-inch  shells  on  a  contract 
which  that  company  had  with  the  Russian  Government.  The  con- 
tractor's plant  was  not  equipped  to  manufacture  shells,  nor  was  it 
financially  able  to  handle  the  contract  in  question.  Before  any 
work  was  started  on  the  contract  the  contractor  was  obliged  to 
borrow  money  from  the  Marion  National  Bank,  of  Marion,  Ind., 
and  as  work  progressed  it  became  necessary  to  make  additional  loans 
from  that  bank. 

5.  Production  on  shells  was  greatly  delayed.  Claimant's  witnesses 
attributed  the  delay  to  changes  in  specifications  and  to  the  failure 
of  the  Army  inspectors  to  permit  the  tolerance  authorized  by  the 
specifications.  However,  it, is  clearly  apparent  from^  the  evidence 
that  the  delay  was  primarily  due  to  lack  of  facilities  and  an  insuffi- 
cient organization. 

The  original  contract  made  no  provision  for  heat  treating  the 
shells.  The  Ordnance  Department  decided  to  have  the  shells  heat 
treated,  and  on  March  19,  1918,  a  supplemental  contract  was  entered 
into  by  the  terms  of  which  an  advance  payment  of  $32,000  was  made 
by  the  War  Credits  Board,  $12,000  of  which  was  to  be  used  in 
the  erection  of  the  heat-treating  plant,  which  was  to  be  paid  for 
by  and  remain  the  property  of  the  United  States.  The  advance  was, 
therefore,  really  only  for  $20,000.  The  heat-treating  plant  was  not 
finished  and  in  operation  until  August,  1918.  However,  work  con- 
tinued on  shells  which  would  pass  inspection  without  undergoing  the 
heat-treating  process. 

In  the  meantime  work  on  shells  was  not  progressing  satisfactorily 
to  the  Ordnance  Department.  Early  in  1918  Lieut.  L.  H.  Weller, 
of  the  Production  Department,  was  assigned  to  the  contractor's  plant 
as  production  supervisor.  He  at  once  recommended  that  the  con- 
tract be  canceled  because  of  claimant's  lack  of  facilities  and  finances 
and  an  inefficient  organization,  but  this  recommendation,  unfortu- 
nately, was  not  approved.  (    nnolr 
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6.  On  April  16,  1918,  the  chief  of  the  Cincinnati  District  Ord- 
nance Office,  after  an  investigation  of  the  situation  at  the  con- 
tractor's plant,  appointed  Mr.  G.  H,  McCulIoch,  Mr.  Edwin  F.  Leigh, 
and  Mr.  Samuel  H.  Smith  an  "  advisory  cominitt«e  "  to  assist  the  con- 
tractor in  carrying  out  the  contract  in  question.  Mr.  McCulloch 
was  president  of  the  Marion  National  Bank,  and  his  appointment 
was  primarily  due  to  the  fact  that  his  bank  was  the  principal  cred- 
itor. He  took  little  interest  in  the  contractor's  affairs,  but  Mr. 
Leigh  and  Mr.  Smith  devoted  considerable  time  to  the  various  prob- 
lems that  arose  in  connection  with  the  performance  of  the  contract. 
Appointment  of  this  advisory  committee  met  with  hearty  approval 
by  A.  B.  Scott. 

On  June  5,  191S,  the  contractor  was  not  able  to  meet  its  pay  roll. 
A.  B.  Scott,  Lawrence  F.  Cashman,  who  was  then  secretary-treasurer 
of  the  company,  and  Lieut.  Weller  went  to  Cincinnati  to  discuss  the 
situation  with  C.  L.  Harrison,  district  chief.  As  a  result  of  that 
conference  it  was  decided  to  negotiate  a  further  advance  in  the  sum 
of  $25,000  from  the  War  Credits  Board.  As  the  management  of 
affairs  at  the  contractor's  plant  was  wholly  unsatisfactory  to  the 
Ordnance  Department,  Mr.  Harrison  and  Lieut.  Weller  informed 
Mr,  Scott  that  before  they  would  approve  the  application  for  the 
advance  from  the  War  Credits  Board  he  would  have  to  agree  that 
a  new  manager  for  the  plant  be  selected  who  would  have  absolute 
charge  of  the  plant.  Mr.  Scott  agreed  to  this  arrangement,  and 
the  $25,000  advance  was  approved  by  Mr.  Harrison  and  Lieut. 
Weller. 

On  June  19,  1918,  the  War  Credits  Board  entered  into  a  second 
supplemental  agreement  with  the  contractor,  under  the  terms  of 
which  an  additional  advance  of  $25,000  was  made  to  the  contractor. 
This  agreement  recites  that  the  advance  is  to  be  repaid  by  the  Dis- 
bursing Officer  deducting  20  per  cent  of  the  amount  of  each  voucher 
presented  by  the  contractor  for  finished  shells.  However,  it  appears 
tliat  the  War  Credits  Board  consented  tliat,  in  consideration  of  an 
additional  loan  of  $5,000  by  the  Marion  National  Bank  to  the  con- 
tractor, said  bank  should  be  repaid  by  deducting  10  per  cent  of  the 
amount  of  each  voucher  presented  by  the  contractor  for  finished 
shells.  By  this  arrangement  the  War  Credits  Board  and  the  bank 
would  share  equally  in  the  20  per  cent  deduction  from  the  amount  of 
each  voucher.  This  arrangement  was  to  continue  until  both  the  War 
Credits  Board  and  the  bank  had  been  paid  in  full.  The  advance  by 
the  War  Credits  Board  was  secured  by  the  contractors  note  and  by 
$40,000  of  the  capital  stock  of  the  Bell  Bottle  Co.,  which  stock  A,  B, 
Scott  alleged  was  his  property  and  which  was  placed  as  collateral 
security  for  the  $26,000  advance.    The  Cincinnati  District  Ordnance 
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chief  also  required  all  checks  drawn  by  the  contractor  on  funds  in 
bank  to  be  countersigned  by  a  member  of  the  advisory  committee. 

7.  Pursuant  to  the  agreement  that  a  manager  satisfactory  to  the 
Cincinnati  District  Ordnance  Office  and  to  Lieut.  Weller  should  bf 
placed  in  charge  of  the  plant,  Mr,  Ronald  C.  Green  was  selected  to  be 
manager  of  the  contractor's  plant,  and  he  assumed  the  duties  of  man- 
ager on  June  17,  1918.  Apparently  A.  B.  Scott  and  the  other  officers 
of  the  company  were  entirely  satisfied  with  Mr.  Green's  management 
of  affairs  at  the  plant.  The  testimony  is  to  the  effect  that  Mr,  Scott 
seemed  particularly  anxious  that  Mr.  Green  should  have  absolute  au- 
thority at  the  plant, 

8.  About  July  1,  1918,  Lieut  Weller  discovered  that  the  stock  of 
the  Bell  Bottle  Co.  placed  with  the  War  Credits  Board  by  A.  B^cott 
aa  collateral  security  for  the  second  advance  was  an  overissueiflimie 
stock  of  that  company.  Thereupon  Lieut.  Weller  instructed  Mr. 
Green  not  to  permit  A.  B.  Scott  to  come  about  the  plant.  However, 
it  does  not  appear  that  Mr.  Scott  made  any  attempt  to  come  on  the 
premises.  He  was  in  poor  health  at  that  time,  and  shortly  thereafter 
went  to  California,  where  he  died  on  October  3, 1918. 

About  July  15, 1918,  O.  J.  Scott,  a  cousin  of  A,  B.  Scott,  was  dis- 
charged as  superintendent  of  the  plant  by  Mr,  Green,  on  orders  from 
Lieut.  Weller.  Lieut.  Weller  testified  that  O.  J.  Scott  was  a  socialist 
and  that  he  had  been  causing  trouble  among  the  employees  at  the 
plant  and  that  this  was  the  reason  for'his  discharge. 

In  the  latter  part  of  July  a  reorganization  of  the  directors  and  of- 
ficers of  the  Bell  Manufacturing  Co.  was  accomplislicd.  Mr.  A.  B. 
Scott's  son,  Merle  Scott,  became  a  director  and  also  purchasing  agent 
for  the  company,  and  the  wife  of  A.  B.  Scott  became  a  director,  A.  B. 
Scott  withdrawing  from  any  participation  in  the  affairs  of  the  com- 
pany. Mr.  Cashman  continued  as  secretary-treasurer  of  the  com- 
pany. 

9.  Work  on  the  contract  continued  with  Mr.  Green  as  manager, 
Mr.  Cashman  as  secretary  and  treasurer,  and  Mr.  Merle  Scott  as 
purchasing  agent. 

Creditors  of  the  company  were  not  being  paid.  They  were  insistent 
that  their  accounts  be  paid,  and  some  of  them  even  threatened  to 
bring  suit  to  enforce  payment.  They  were  told  by  Mr.  Cashman  that 
there  were  no  funds  with  which  to  meet  the  obligations,  but  that  the 
company  was  working  on  a  Government  contract,  that  the  advisory 
committee  was  cooperating  with  the  company,  and  that  the  contract 
would  be  carried  to  completion  and  all  creditors  paid  in  full.  It  ap- 
pears that  the  advisory  committee  had  requested  Mr.  Cashman  to 
"  stall  off  "  the  creditors  in  this  matter. 
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As  a  further  means  of  holding  off  the  creditors,  a  form  letter  was 
prepared  and  mailed  to  them.    The  following  is  a  copy  of  that  letter: 

"  You  are  probably  aware  that  in  pursuit  of  the  GoTemment  plan 
of  conducting  this  war  on  a  strictly  efficient  basis,  proper  authorities 
liave  seen  fit  to  appoint  for  several  munition  manufacturers  an  Ad- 
visory Board,  composed  of  experienced  business  men,  whose  only 
connection  with  the  operating  company  is  that  of  Goyemment  coun- 
selor^ working  with  one  object  in  view,  namely  accelerate  production 
and  in  that  way  take  a  forward  step  toward  an  early  victory. 

"  It  is  in  the  capacity  of  advisors  to  the  Bell  Manufactunng  Com- 
pany of  Fairmount,  Indiana,  that  we  address  you  now.  The  atten- 
tion of  this  Board  has  been  drawn  to  your  account  as  It  appears  on 
the  record  of  that  company.  We  are  informed  that  several  communi- 
cations have  been  exchanged  in  connection  with  the  settlement  of 
thu-^u^count. 

TlMe  to  unforeseen  delays,  the  Bell  Manufacturing  Company  has 
been  retarded  in  its  efforts  to'  get  on  a  production  basis,  which  has 
produced  a  condition  that  requires  us,  in  strict  conformity  with  our 
duties  to  the  Government  and  in  order  to  prevent  emoarrassing 
financial  conditions  that  would  delay  an  early  production  of  shells, 
to  suggest  to  the  officials  of  the  Belt  Abnufacturing  Company  that 
they  inform  you  of  these  delays  and  request  that  you  bear  wim  this 
Company  for  a  short  period  longer. 

"We  are  firndy  convinced,  that  as  a  business  organization,  you 
realize  the  unusual  conditions  existing  in  connection  with  turning 
out  war  materials,  and  are  also  of  the  opinion  that  you  will  be  wili- 
ing  to  allow  a  concession  in  this  instance  to  be  made  when  we  inform 
you  that  earnest  efforts  are  being  made  to  work  up  an  organization 
at  the  Bell  Manufacturing  plant,  that  will  soon  have  production 
started,  and  in  that  way  secure  revenue  through  operation  of  assets, 
which,  until  now  have  been  inactive. 

"  Your  courtesy  in  assisting  at  this  time  will  not  only  greatly  help 
the  Bell  Manufacturing  Company,  in  their  patriotic  efforts  to  asast 
the  Government,  but  it  will  also  be  treated  as  a  manifestation  to  tlie 
Government  of  your  co-operation  in  promoting  the  war  against  our 
common  enemy. 

"  Yours,  very  truly, 

"  GOV-EKNMBNT  AdVIBORT  BoARD  TO 

"  Bell  MANtiPAcrruRiNO  Company, 
"(Signed)  S.  H.  SMrrn,  Chairman." 

The  above  letter  dated  July  30,  1918,  was  addressed  to  one  of  the 
creditors.  The  same  letter  was  sent  to  other  creditors  at  various 
times,  both  prior  and  subsequent  to  July  30,  1918.  ' 

Some  of  the  creditors  were  i-eqiiested  to,  and  did,  extend  further 
credit  by  furnishing  additional  material,  etc.,  under  an  agreement 
that  the  new  accounts  were  to  be  paid  first  and  the  old  accounts  to 
be  paid  as  rapidly  as  the  financial  condition  of  the  company  would 
permit. 

It  does  not  appear  that  any  representative  of  the  Ordnance  De- 
partment, or  any  member  of  the  advisory  committee,  ever  at  any 
time  promised  any  creditor  or  the  contractor  that  the  United  States 
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would  aEsume  or  guarantee  the  payment  of  the  obligation  of  the 
contractor,  nor  is  it  alleged  that  any  creditor  of  the  contractor  was 
induced  to  extend  further  credit  or  refrain  from  bringing  suit  to 
enforce  collection  of  old  awounts  because  of  any  promises  or 
representations  made  by  any  representative  of  the  Ordnance  De- 
partment or  by  any  member  of  the  advisory  committee. 

10.  By  about  the  7th  of  September,  1918,  approximately  7,000 
shells  had  been  partially  processed.  Orders  were  then  issued  by  the 
Ciuciimati  District  Ordnance  Office  to  finish  processing  the  shells 
then  in  process,  but  to  discontinue  all  other  work  on  the  contract. 
These  orders  were  carried  out. 

On  October  23,  1918,  an  involuntary  petition  in  bankruptcy  was 
filed  against  the  contractor  by  certain  creditors.  Mr.  Cashman  was 
appointed  receiver  and  instructed  by  the  court  to  continue 
to  operate  the  plant  in  the  manufacture  of  shells  under  the  Govern- 
ment contract  Work  of  finishing  shells  in  process  waa  continued. 
On  December  19,  1918,  Mr.  Cashman  was  elected  trustee  in  bank- 
ruptcy, and  it  is  in  that  capacity  that  this  claim  is  presented  by  him 
on  behalf  of  the  creditors  of  the  contractor. 

11.  On  December  13,  1918,  a  suspension  request  was  forwarded 
to  the  contractor  which  was  accepted  by  Mr.  Cashman,  trustee  in 
bankruptcy,  on  January  1, 1919.  The  last  delivery  of  finished  shells 
was  made  about  February  2,  1919.  Approximately  6,000  finished 
sheila  were  accepted  and  paid  for  at  the  contract  price. 

On  February  3,  1919,  a  supplemental  agreement  was  entered  into 
between  the  trustee  in  bankruptcy  and  the  Ordnance  Department 
providing  for  the  payment  by  the  United  States  of  40  cents  each  for 
heat  treating  3,090  shells.    Payment  for  this  has  also  been  made. 

12.  The  assets  of  the  company  were  converted  into  cash,  amounting 
to  $28,938.52.  The  liabilities  amounted  to  $108,114.02,  which  includes 
the  claim  of  the  United  States  in  the  sum  of  $41,020.28,  this  amount 
being  the  balance  due  on  the  advance  of  $57,000  made  by  the  War 
Credits  Board,  after  deducting  the  $12,000  for  the  heat-treating  plant 
and  the  deductions  from  vouchers  which  were  applied  on  the  advance 
payments. 

The  Ordnance  Claims  Board  held  that  as  the  heat-treating  plant 
cost  $16,182.45,  there  was  still  due  the  contractor  the  sum  of  $4,182.4-5 
on  that  item.  That  Board  also  held  that  the  contractor  had  spoiled 
forgings  and  other  components,  the  property  of  the  United  States,  to 
the  value  of  $10,074.95,  which  sum,  by  the  terms  of  Paragraph  4  of 
Article  III  of  the  contract,  the  contractor  was  obligated  to  reimburse 
the  United  States,  and  that  the  net  amount  owing  the  United  States 
by  the  contractor  was  $46,912.78. 

The  claim  of  the  United  States  against  the  bankrupt  for  the  ad- 
vanced payments  was  filed  by  the  United  States  District  Attorney, 
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and  the  same  has  been  allowed  as  a  preferred  claim.  However,  the 
assets  of  the  company  are  not  sufficient  to  pay  this  claim,  and  there 
will  be  nothing  for  the  unsecured  creditors, 

13.  The  trustee  in  bankruptcy  insists  that  the  United  States  should 
make  reimbursement  for  the  cost  of  all  machinery,  patterns,  build- 
ings, furniture  and  fixtures,  interest  on  borrowed  capital,  al!  expendi- 
tures made  in  performance  of  the  contract,  and  a  profit  of  10  per  cent 
on  the  unfinished  portion  of  the  contract. 

.  The  theory  of  the  trustee  in  bankruptcy  and  his  attorneys  is  that 
there  was  a  "  constructive  commandeering  "  of  the  contractor's  plant 
by  the  United  States,  as  evidenced  by  the  foregoing  statement  of  facts, 
and  that  by  reason  thereof  the  United  States  became  liable  for  all  ex- 
penditures made  and  obligations  incurred  by  the  contractor  in  per- 
forming the  contract,  as  well  as  the  value  of  the  plant,  machinery, 
equipment,  etc.,  and  the  profit  of  10  per  cent  on  the  uncompleted  por- 
tion of  the  contract.  However,  the  trustee  in  bankruptcy  will  be 
satisfied  if  the  United  States  will  make  reimbursement  in  an  amount 
equal  to  the  liabilities  of  the  contractor  in  order  that  all  creditors  may 
be  paid  in  full. 


1.  This  claim  properly  arises  under  the  act  of  March  2,  1919.  The 
contract  in  question  was  proxy-signed,  and  therefore  not  in  accord- 
ance with  section  3744,  Revised  Statutes.  It  is  such  a  claim  as  the 
Secretary  of  War  is  by  said  act  authorized  to  adjust,  pay,  or  dis- 
charge upon  a  fair  and  equitable  basis. 

2.  We  are  unable  to  agree  with  the  trustee  in  bankruptcy  and  his 
attorneys  that  there  was  a  "  constructive  commandeering"  of  the  con- 
tractor's plant.  The  advisory  committee  appointed  by  the  chief  of 
the  Cincinnati  District  Ordnance  Office  cooperated  with  and  assisted 
Mr.  Scott  and  the  other  officials  of  the  company  as  long  as  Mr.  Scott 
acted  in  the  capacity  of  manager  of  the  plant.  The  services  of  this 
committee  appear  to  have  been  highly  appreciated  by  Mr.  Scott.  Cer- 
tainly the  conduct  of  this  committee  did  not  constitute  a  commandeer- 
ing of  the  plant  by  the  United  States. 

The  circumstances  under  which  Mr.  Green  became  manager  of  the 
contractor's  plant  did  not  constitute  a  commandeering  of  the  plant 
by  the  United  States.  Mr.  Green  became  manager  as  a  result  of  the 
agreement  between  the  Cincinnati  District  Ordnance  Office  and  A.  B. 
Scott,  The  agreement  was  that  Mr,  Green  was  to  have  absolute  man- 
agement of  the  plant.  If  this  agreement  meant  anything  it  meant 
that  Mr.  Scott  would  no  longer  exercise  any  authority  at  Uie  plant. 
Mr.  Scott  did  not  have  to  agree  to  this  arrangement,  and  the  fact  that 
he  did  agree  to  it  negatives  the  idea  that  the  plant  was  commandeered 
l^  the  United  Statw. 
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•Neither  did  the  action  of  Lieut.  Welter  in  ordering  Mr.  Soott  to 
keep  away  from  the  plant  for  a  short  time  in  July  constitute  a  com- 
mandeering of  the  plant  by  the  United  States.  Mr.  Scott  had  al- 
ready voluntarily  relinquished  his  authority  in  favor  of  Mr.  Green, 
Other  officials  of  the  company  who  continued  to  proceed  in  the  active 
management  of  the  affairs  of  the  company  were  Mr.  Cashman,  the 
secretary-treasurer,  and  Mr.  Merle  Scott,  who  was  a  director  and 
purchasing  ageiit.  The  testimony  was  to  the  effect  that  all  purchases 
were  made  upon  their  representations  and  -not  upon  the  representa- 
tions of  the  advisory  committee,  Lieut.  Weller,  or  any  representa- 
tive of  the  Cincinnati  District  Ordnance  Office. 

3.  In  February,  1918,  the  general  liabilities  of  the  contractor  were 
$22,000  and  its  bank  indebtedness  $23,000,  or  a  total  of  $4S,000.  The 
War  Credits  Board  made  advances,  the  unpaid  balance  on  which 
amounts  to  $41,021.28.  This  accounts  for  $86,000  of  the  present  in- 
debtedness of  $108,000,  leaving  approximately  $22,000  of  the  present 
indebtedness  that  was  evidently  incurred  after  the  advisory  com- 
mittee was  appointed.  If,  for  the  sake  of  argument,  we  hold  that 
there  was  a  "  constructive  commandeering"  of  the  contractor's  plant, 
as  insisted  by  the  trustee  in  bankruptcy,  yet  we  are  unable  to  see 
why  or  how  the  United  States  became  liable  for  any  part  of  the  con- 
tractor's obligations  beyond  those  incurred  subsequent  to  the  alleged 
commandeering.  It  is  not  insisted  that  the  contractor  would  have 
accomplished  more  on  the  contract  if  Lieut  Weller,  the  advisory 
committee  and  Mr.  Qreen  bad  UQt  rendered  the  assistance  they  did. 
As  a  matter  of  fact,  we  are  firmly  convinced  that  the  facts  justify 
the  conclusion  that  the  contractor  would  have  been  obliged  to  aban- 
don tiie  contract  as  early  as  June  5, 1918,  and  possibly  earlier,  because 
of  lack  of  finances,  had  it  not  been  for  the  assistance  rendered  by  the 
Cincinnati  District  Ordnance  Office.  Would  the  contractor  and  the 
creditors  have  been  in  any  better  position  if  work  on  Uie  contract 
had  been  suspended  on  June  5  than  they  are  at  the  present  time  ?  We 
think  not.  The  contractor  was  insolvent  on  that  date.  It  is  true  that 
some  additional  liabilities  were  incurred  after  that  date,  but  approxi- 
mately an  oqual  amount  of  revenue  was  derived  from  shells  which 
were  finished  and  delivered  after  that  date. 

4.  We  6nd  that  there  was  no  "  constructive  commandeering  "  of  the 
contractor's  plant,  but  that,  on  the  contrary,  the  representatives  of 
the  Ordnance  Department  rendered  all  assistance  possible  to  the 
contractor  in  an  effort  to  enable  it  to  perform  its  contract,  and  that, 
owing  to  the  lack  of  proper  facilities  and  finances  and  an  inefficient 
organization,  the  contractor  was  unable  to  perform  its  contract  and 
breached  the  same  by  failure  to  make  deliveries  of  shells  according 
to  the  schedule  provided  in  the  contract. 

DiB.1izedOyGoO<^lc 


856  DEciraoKS  appeal  section  wab  dbpabtmeni  claims  boabd. 

The  contractor  is  only  entitled  to  reimbursement  at  the  contract 
price  for  the  finished  shells  actually  delivered  to  and  accepted  by 
the  Ordnance  Department,  plus  the  price  agreed  upon  for  heat 
treating  the  shells  which  were  heat  treated,  for  all  of  which  the 
contractor  has  been  paid  in  full  except  the  5  per  cent  retained.  Ap- 
parently the  5  per  cent  retained  has  not  been  paid,  but  there  is  no 
dispute  as  to  this  item.  The  contractor  is,  of  course,  entitled  to  it  if 
it  has  not  already  been  paid. 

The  contractor  is  also  entitled  to  reimbursement  for  the  cost  of 
the  heat  treating  plant.  This  has  been  provided  for  in  the  award  of 
the  Ordnance  Section. 

The  United  States  ie  entitled  to  reimbursement  for  shells  and 
other  component  parts,  the  property  of  the  United  States,  which 
were  destroyed  by  the  contractor.  This  is  in  accordance  with  para- 
graph 4  of  Article  III  of  the  contract  dated  January  1,  1918.  The 
amount  due  on  this  item  has  been  determined  by  the  Ordnance 
Claims  Board  to  be  $10,074.95. 

5,  For  the  reasons  stated,  therefore,  the  Appeal  Section  hereby 
affirms  the  award  of  the  Ordnance  Claims  Board  rendered  on  this 
claim  on  February  16,  1920,  and  the  relief  prayed  for  on  appeal  is 
hereby  denied. 

SUMMARY. 

1.  The  contractor  is  indebted  to  the  United  States  in  the  sum  of 
$41,143.88,  being  the  balance  due  on  advanced  payments  made  by  the 
War  Credits  Board.  Tliere  is  also  due  accrued  interest  on  the  above 
sum. 

2.  The  contractor  is  also  indebted  to  the  United  States,  in  the  sum 
of  $10,071.95  for  shells  and  other  components,  the  property  of  the 
United  States  destroyed  by  the  contractor. 

3.  The  sum  of  $4,182.45  hereby  awarded  the  contractor  as  the  bal- 
ance due  on  the  heat  treating  plant  should  be  deducted  from  the 
amount  due  from  the  contractor  to  the  United  States,  as  the  amount 
the  contractor  owes  the  United  States  exceeds  the  amount  which  the 
United  States  owes  the  contractor. 

4.  If  the  5  per  cent  retained  by  the  disbursing  officer  has  not  been 
paid  to  the  contractor,  the  amount  properly  due  thereon  should  also 
be  deducted  from  the  amount  the  contractor  owes  the  United  States. 

cispOsrrioN. 

A  copy  of  this  decision  together  with  the  entire  file  in  this  case 
will  be  transmitted  to  the  Ordnance  Section,  War  Department 
Claims  Board,  for  appropriate  action  in  accordance  herewith, 

Lieut.  Col.  McKeeby  and  Capt.  Woodfin  concurring  for  the  Ap- 
peal Section;  Col.  Morrow  concurring  for  tiie  War  Department 
Claims  Board. 
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Jdne  11, 1921. 
Case  No.  3071. 

In  re  CLAZH  OF  OSTBRUH])  JKHrrZMa  PKEB8  *  JUHTrTACTUUlrft  00. 

TUi  eUlm  wu  refBTred  to  Appeal  Sectton  bj  BOtlon  ol  lUndlnK  oommittee.  War 
Departmmt  CUlnu  Board. 

Capt.  Frazer  writisg  the  opinion  of  die  Board. 

FINDINGS  OF  PACT. 

The  Board  finds  the  following  to  be  the  facts : 

1.  This  claim  arises  under  the  act  of  March  2, 1919.  Statement  of 
claun,  Form  A,  has  been  filed  under  Purchase,  Storage,  and  Traffic 
Division  Supply  Circular  No.  17,  1919,.for  $103,917.99,  by  reason  of 
an  agreement  alleged  to  have  been  entered  into  between  claimant  and 
the  United  States. 

2.  On  the  18th  day  of  September,  1918,  the  United  States  Govern- 
ment had  a  contract  with  the  Twin  City  Forge  &  Foundry  Co., 
located  at  Stillwater,  Minn.,  for  the  manufacture  of  munitions.  This 
company  had  a  plant  adjoining  certain  premises  known  as  the  Old 
Prison  Buildings.  The  Twin  City  Forge  &  Foundry  Co.  in  order  to 
perform  its  contract  purchased  the  so-called  Old  Prison  Buildings 
frcnn  the  city  of  Stillwater,  subject  to  certain  existing  leases  thereon. 

3.  The  Osterlind  Printing  Press  &  Manufacturing  Co.  was  one  of 
the  lessees  and  occupied  a  large  portion  of  the  premises.  The  Twin 
City  Forge  &  Foundry  Co.  went  into  possession  of  a  large  portion  of 
the  premises  not  occupied  by  the  Osterlind  Printing  Press  &  Manu- 
facturing Co.  The  space  occupied  by  the  Twin  City  Forge  & 
Foundry  Co.  proved  not  to  be  adequate  for  the  Govemmuit  work 
they  were  doing. 

4.  The  Ordnance  district  chief,  Mr.  E.  A.  Russell,  came  to  Still- 
water, Minn.,  on  behalf  of  the  War  Department  to  further  the  work 
of  the  Twin  City  Forge  &  Foundry  Co.  upon  its  contract.  On  the 
13th  day  of  September,  1918,  the  following  letter  was  addressed  to 
the  Osterlind  Printing  Presa  &  Manufacturing  Co.  from  the  Ord- 
nance district  chief : 

"  Office  or  Ordnance  District  Chief,  Chicago,  Illinois. 

Stillwater,  Afirm.,  September  13, 1918. 
From:  Ordnance  District  Chief. 
To :  Osterlind  Printing  Press  &  Mfg.  Co. 

Subject:  Vacation  of  buildings  necessary  for  manufacture  of  Ord- 
nance material. 

1.  In  order  that  the  Twin  City  Forge  &  Foundry  Co.,  may  success- 
fully carry  out  the  obligations  of  their  contract  with  the  U.  S.  Gov- 
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eminent,  it  has  become  necessary  that  you  vacate  immediately  Sec- 
tion,  A,  B,  C,  D,  E  and  F,  as  designated  in  the  lease  which  you  hold 
for  this  space  in  the  Old  State  Prison  Buildings,  situated  in  the  city 
of  Stillwater,  Minn. 
2.  An  immediate  compliance  is  requested. 
Eespectfully. 

E.  A.  RuBSEU^ 
Ordnance  District  Chief. ^^ 
6.  On  September  14, 1918,  the  following  letter  was  received  by  Mr. 
E.  A.  Itussell,  Ordnance  District  Chief,  Chicago,  111. : 

"  Stillwater,  Minn.,  September  14,  1918. 
Mr.  E.  A.  RtrssELL, 

Ordnance  District  Chief,  Chicago,  lU.  ^ 

Dear  Sir: 

Your  communication,  dated  September  13,  at  Stillwater,  Minn., 
signed  by  you,  has  been  duly  received  and  we  have  already  started 
to  comply  with  your  request  of  moving  out  of  the  buildings  that  we 
occupy  under  lease  executed  by  the  city  of  Stillwater  and  transferred 
to  the  Twin  City  Forge  &  Foundry  Company  of  our  city. 
Respectfully, 

Osteblind  Printing  Press  &,  Mpo.  Co, 
By  Carl  Berqldnd, 

General  Manager  A  Treasurer." 

6.  At  or  about  the  time  Mr.  E.  A.  Russell  issued  the  above  order 
he  had  conferences  with  representatives  of  the  Osterlind  Printing 
Press  &  Manufacturing  Co.,  in  which  he  stated  that  it  was  necessary 
for  the  Osterlind  Printing  Press  &  Manufacturing  Co.  to  vacate  the 
premises  in  order  that  the  United  States  might  secure  the  necessary 
production  of  munitions.  That  Mr.  E.  A.  Russell  instructed  the 
Osterlind  Printing  Press  &  Manufacturing  Co.  to  keep  a  record  of 
any  losses  or  damages  that  it  might  incur  on  account  of  giving  up 
the  property  and  that  these  claims  would  be  taken  care  of  by  the 
Government. 

7.  The  Osterlind  Printing  Press  &  Manufacturing  Co.  in  <M>m- 
pliance  with  the  order  and  instructions,  and  after  assurances  from 
the  Government,  did  vacate  the  premises,  and  the  record  discloses 
that  the  Osterlind  Printing  Press  &  Manufacturing  Co.,  as  a  result 
of  the  compliance  with  the  order  and  instructions  issued  by  E.  A. 
Russell,  suffered  a  loss  in  the  amount  of  $14,401.32. 

DECISION. 

1.  It  is  the  opinion  of  this  Board  that  an  implied  agreement  within 
the  meaning  of  the  act  of  March  2,  1919,  arose  between  the  Govern- 
ment and  the  claimant  as  a  result  of  t^e  orders,  instructions,  and 
assurances  given  by  tiie  Ordnance  district  ohief,  an  official  acting 
under  the  authority,  direction,  and  instruction  of  the  Secretary  of 
War,  and  the  compliance  therewith  by  the  claimant 
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DISPOSITION. 


Certificate  Form  C  will  be  made  up  and  a  document  setting  forth 
the  nature,  terms,  and  conditions  of  the  agreement  and  the  same, 
together  with  a  copy  of  this  decision,  wilt  be  transmitted  to  the 
Ordnance  Section  of  the  War  Department  Claims  Board  for  action 
in  the  manner  provided  in  subdivision  C,  section  5,  Supply  Circular 
17,  Purchase,  Storage,  &  Traffic  Division. 

Lieut.  Col.  McKeeby  and  Capt.  Montfort  concurring  for  the 
Appeal  Section ;  Col.  Morrow  concurring  for  the  War  Department 
Claims  Board. 
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.Jilt  »,   1921. 
Case  No.  3069. 

In  re  CLAUI8  OP  lAWBSNCE  F.  CASXIUUI,  TBOTTBB  ZV  BAIZBITPTGT 
FOB  THS  BBIX  XAXVJAOTVKaH  CO. 

ON    AFFHAL    B£FOR£   TEE    8ECRETAST    OF    WAB. 

IttT  itatemeiit  of  («eti  and  deelilon  of  Appeal  8«otlon  In  abOTS  eaM,  Me  Tolnae 
vm,  page  8U. 

Upon  consideration  of  the  record  and  appeal  in  the  above-entitled 
case,  the  action  of  the  Appeal  Section,  War  Department  Claims 
Board,  is  affirmed. 

John  W.  Weeks, 
Secretary  .of  War. 
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Jdlt  18, 1931. 
Case  Ko.  13664. 

(Bee  Vol.  Vm,  p.  SS4.) 

A  claim  having  been  presented  under  the  act  of  March  3,  1919| 
conunonly  called  the  Dent  Act,  by  Messrs.  George  A.  Garden  and 
Anderson  T.  Herd,  based  upon  an  agreement  under  which  the  United 
States  acquired  title  to  seven  shipe : 

Now,  by  virtue  of  the  authority  in  me  vested  by  said  act,  I  do 
hereby  award  to  the  said  Garden  &  Herd,  in  fall  adjustment,  pay- 
ment, and  discharge  of  said  claim,  exclusive  of  prospective  profits, 
the  sum  of  five  hundred  fifty  thousand  dollars  ($550,000.00),  and  I 
hereby  find  and  declare  that  no  subcontractors  are  interested  in  said 
claim; 

And  I  hereby  direct  that  the  sum  of  five  hundred  fifty  thousand 
dollars  ($550,000.00),  awarded  as  aforesaid,  be  paid  to  the  said 
Garden  and  Herd  out  of  the  unexpended  balance  of  any  appropria- 
tion available  for  that  purpose. 

John  W,  Wbbks, 
Secretary  of  War. 
Accepted  at  Washington,  D.  G.,  July  IS,  1921. 

Gboboe  a.  Gabden. 
AiTDKBBON  T.  Herd. 
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AuouBT  26,  1921. 
Case  Jto.  3061. 

In  re  OLAIK  Of  THX  ISO  KOTOS  CAB  CO. 

ON  AFFEAL  BEFOSE  THE  BECRETAII7  OF  WAB. 

(See  ToL  vm,  Umm  decldeni,  p.  BI3.} 

Upon  consideration  of  the  appeal  and  record  in  the  foregoing  case, 
I  approve  of  Uie  recommendations  of  the  vice  chairman  of  the  War 
Department  Claims  Board  in  his  memorandum  of  July  29, 1921,  with 
the  exception  of  the  item  of  coal,  which  I  believe  should  be  allowed, 
and  the  item  of  unabsorbed  overhead  due  to  delay  in  receiving  plans, 
which,  I  believe,  should  be  allowed  in  the  sum  of  $73,648.72. 

Further  proceedings  will,  thereforej  be  had  in  accordance  with 
these  orders. 

J.  M.  Waikwbioht, 
Acting  Secretary  of  Wcw. 
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Jtji-t  29,  1921- 
Case  No.  3061. 

7n  re  OLAZH  OF  THI  KBO  KOTOB  OAX  CO. 

OK   APPEAL  BEFORE  THE   SECBETABT   CV"  WAB. 

Be;   <TTaotari.) 

MEHORANDDII   FOB  THE   SECKETABT  OF  WAB. 

This  claim  arises  under  a  formal,  cost-plus,  fixed-profit  contract, 
and  comes  before  the  Secretary  of  War  on  appeal  from  a  deci^on 
of  the  Appeal  Section,  War  Department  Claims  Board,  dated  April 
27,  1921,  in  which  partial  relief  was  granted.  Written  briefs  have 
been  filed  and  oral  argument  has  been  submitted  in  substantiation 
of  claimant's  contentions. 

This  claim  was  originally  presented  to  the  Detroit  District  Ord- 
nance Ofiice  and  was,  in  the  due  course  of  administration,  forwarded 
to  the  Ordnance  Section,  with  certain  recommendations  of  the  super- 
vising cost  accountant  of  the  Detroit  District  Office  attached.  The 
recommendations  of  the  cost  accountant  in  some  instances  approved 
items  claimed,  in  others  there  were  modifications  suggested,  while 
some  of  the  items  appearing  in  claimant's  petition  were  disallowed. 
The'  Ordnance  Section,  after  having  received  some  testimony  in 
support  of  the  claimant's  position,  allowed  certain  of  the  items  and 
disallowed  others.  Claimant  being  dissatisfied  with  the  findings  of 
the  Ordnance  Section,  perfected  its  appeal  to  the  Appeal  Section 
of  the  War  Department  Claims  Board,  which  Board,  after  reviewing 
the  entire  record,  by  its  decision  of  April  27,  1921,  followed  and 
aflirmed  the  findings  of  the  Ordnance  Section  in  relation  to  some  of 
the  items  presented  and  reversed  the  Ordnance  Section  in  others. 
The  findings  and  decisions  of  the  various  Boards  and  Sections  pass- 
ing on  this  claim  will  be  more  fully  set  out  in  the  body  of  this 
memorandum  under  the  various  items  as  they  appear  in  the  order 
presented. 

The  record,  though  voluminous,  contains  very  little  actual  affirma- 
tive evidence,  which  would  be  valuable  in  determining  the  several 
questions  here  presented.  The  absence  of  such  evidence,  which  would 
really  be  of  benefit  to  both  the  claimant  and  the  Oovemment,  renders 
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proper  conBideratioo  of  the  case  extremely  dfficalt  to  me,  ss  I  would 
much  prefer  to  have  facts  than  to  deal  with  assumptions. 

There  are  approximately  13  items  in  dispute,  and  which  are  now 
submitted  to  you  on  appeal.  The  case  is  not  one  arising  under  the 
act  of  March  2, 1919  (Dent  Act) ,  but  is  one  growing  out  of  a  formally 
signed  contract,  under  the  terms  of  which  the  rights  of  the  parties 
are  to  be  determined  and  under  which  your  decision  is  subject  to 
i-eview  by  the  accounting  officers  of  the  Treasury.  Instead  of  vir- 
tually one  lawsuit  to  determine,  there  are,  therefore,  preswited  in 
this  Tague  and  unsatisfactory  way  approximately  13  suits  grouped 
into  one. 

Before  proceeding  to  discuss  in  detail  the  various  items  presented, 
]  believe  the  fundamental  difGculty  in  this  case  was  caused  by  the 
belief  on  both  sides  at  the  time  of  signing  of  the  contract  that  the 
contractor  had  adequate  facilities  for  the  performance  of  the  con- 
tract. Bven  before  they  started  into  production,  claimant  and  the 
Government  officers  discovered  that  they  did  not  have  adequate 
facilities  for  quantity  production  of  the  articles  covered  in  the  con- 
tract, and  additional  machine  tools  for  use  of  the  Government  work 
were  purchased.  They  were  purchased  with  the  full  knowledge,  if 
not  at  the  urging,  of  the  Government  officials.  But  the  contract  itself 
did  not  cover  increased  facilities.  These  purchases  continued 
monthly,  until  approximately  $250,000  had  been  bo  expended  for 
machine  tools.  Shortly  after  the  armistice  they  brought  the  question 
to  the  Contract  Officer,  Ordnance  Department,  who  in  construing 
clause  6,  article  5,  of  the  contract  which  reads — 

"  The  cost  of  all  patterns,  dies,  tools,  jigs,  fixtures,  etc.,  *  •  •  " 
held  that  the  word  "  tools  "  as  set  out  above  included  machine  tools. 

The  cost  accountant  for  the  Detroit  District  Ordnance  Board  de- 
clined to  accept  or  follow  this  construction  of  clause  6,  article  5,  of 
the  contract  and  refused  to  voucher  this  item.  The  Ordnance  Sec- 
tion in  its  findings  sustained  the  attitude  of  the  cost  accountant. 

It  is  perfectly  obvious  that  claimant  in  his  desire  to  cover  this 
expenditure  for  machine  tools  has  maintained  and  urged  under  one 
guise  or  another  its  claim  for  this  item  of  expense,  which  in  reality 
i^  one  for  increased  facilities,  and  which  were  not  thought  necessary 
or  contemplated  by  either  the  parties  at  the  time  of  the  execution 
of  the  formal  contract. 

The  War  Department  Claims  Board,  in  construing  other  contracts 
in  which  clauses  identical  with  clause  6,  article  5,  of  this  contract 
appear,  has  uniformly  followed  the  rule  that  wherever  the  word 
"tools"  appears  in  the  contract  it  means  small  expendable  tools 
and  not  machine  tools. 

Claimant  has  contended  before  the  Appeal  Section,  and  at  the 
hearing  before  the  Assistant  Secretary  of  War,  and  by  brief  sub- 
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mitted,  that  where  anything  is  in  dispute  between  a  contractor  and 
the  United  States  the  matter  wiU  be  submitted  first  to  the  contracting 
officer  for  decision ;  that  he  has  full  authority  to  decide  all  questions 
submitted ;  that  t^e  contractor  can  then  receive  payment  for  those 
items  on  which  favorable  decision  has  been  made  by  that  officer, 
and  then  appeal  to  the  Chief  of  Ordnance  on  those  items  deaded 
adversely  to  him ;  that  there  he  can  repeat  the  process  of  accepting 
items  allowed  and  appealing  to  the  Secretary  of  War  on  those  in 
which  his  contentions  were  not  favorably  considered. 
■  In  other  words,  claimant's  theory  is  that  it  is  proper  for  the  Sec- 
retary of  War  or  his  subordinate  officer,  by  virtue  of  a  contract  in 
writing,  to  clothe  a  contracting  officer  with  final  and  absolute 
authority  to  decide  that  money  shall  be  piiid  out  of  the  United 
States  Treasury,  removing  this  power  entirely  from  the  jurisdiction 
of  the  Comptroller  of  the  Treasury  and  also  rendering  it  im- 
possible for  a  claimant  to  apply  to  tlie  Court  of  Claims  for  relief 
from  a  decision  which  the  contracting  officer  and  his  superiors  might 
make  on  a  question  either  of  law  or  fact,  no  matter  how  illegal  or 
erroneous  his  decision  might  be.  Personally,  I  do  not  believe  that 
such  a  doctrine  finds  support  either  in  law  or  in  conscience. 

I  can  not  conceive  how  it  could  possibly  be  legal  or  proper  for  the 
Secretary  of  War  to  approve  a  contract  which  would,  on  the  one 
hand,  divest  the  accounting  officer  of  the  Treasury  of  his  authority, 
or,  on  the  other,  prevent  the  review  of  adverse  and  improper 
decisions  of  executive  officers  by  the  Court  of  Claims.  To  subscribe 
to  such  a  doctrine  would  be  tantamount  to  an  attempt  upon  the 
part  of  one  department  of  the  Executive  branch  of  the  Government 
to  divest  or  circumscribe  the  powers  of  another. 

The  clause  in  the  contract  upon  which  this  doctrine  is  predicated 
is,  in  my  judgment,  inserted  in  order  that  any  works  of  public  im- 
portance, or  any  contracts  upon  which  the  safety  of  the  Nation 
depends  should  not  cease  or  be  delayed  by  disputes,  arising  during 
performance,  between  the  contractor  and  the  representatives  of  the 
Oovermnent.  It  would  seem  that  the  effect  of  this  clause  would 
be  to  render  the  decision  of  the  contracting  officer  final  on  the  inci- 
dental dispute  and  that  the  contractor  should,  after  such  decision, 
go  ahead  with  the  work,  but  without  prejudice  to  his  rights  of 
review  and  revision  by  higher  authority.  Certainly  it  was  never 
ictended  that  such  a  dause  would  vest  in  an  inferior  an  authority 
so  great  that  his  actions  would  not  be  subject  to  review  by  the  su- 
perior. 

To  express  it  in  another  way,  the  claimant  says  (reversing  the 
well-known  doctrine  of  the  military  establishment,  that  the  power 
of  a  subordinate  is  ipso  facto  vested  in  his  superior)  that  the  superior, 
in  this  case  the  Secretary  of  War,  to  whom  the  funds  were  origi- 
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nally  giren  by  Congress,  can  only  act  when  appealed  to  by  the 
contractor,  and  can  only  auperrise,  modify,  or  set  aside  the  action 
of  his  subordinates  by  the  gracB  of  the  appeal  of  the  contractor. 
To  best  illustrate  the  fallacy  of  this  doctrine,  one  needs  only  to 
consider  the  everyday  procedure  and  practice  as  followed  by  the 
courts.  For  example,  "A"  brings  his  action  at  law  against  "B,' 
setting  up  10  counts  or  causes  of  action.  The  court  renders  a  judg- 
ment in  favor  of  "A"  on  seven  of  the  counts  and  in  favor  of  "  B  "  on 
the  remaining  three.  "A,"  being  dissatisfied  with  the  judgment, 
perfects  his  appeal  to  the  appeUate  court.  Upon  the  hearing  of  the 
case  on  appeal,  the  higher  court  will  consider  the  record  in  its 
entirety  and  will  render  its  judgment  upon  the  whole  10  counts. 

The  situation  presented  in  the  case  under  consideration  is  analo- 
gous to  the  foregoing  illustration  and  must  be  determined  ac- 
cordingly. 

It  may  also  be  said,  in  passing,  that  there  is  an  extreme  necessity 
for  the  entire  record,  together  with  the  findings  and  decisions  of  the 
various  boards  which  have  previously  passed  on  it,  to  be  reviewed. 

I  doubt  if  any  body  of  men  or  any  individual  will,  on  this  record, 
agree  with  any  other  body  or  individual  as  to  what  items  should  be 
allowed  or  as  to  what  items  should  be  disapproved. 

While  this  claim  has  been  in  the  War  Department  Claims  Board 
there  has  been  the  sharpest  disagreement  between  the  best  men  I 
have  under  me  as  to  what  should  or  should  not  be  done,  and  the  last 
action  of  the  Standing  Committee  on  this  matter  was  predicated 
upon  the  thought  that  it  was  more  essential,  without  further  delay, 
to  get  a  «»ncrete  case  before  the  accounting  officer  of  the  Treasury 
than  it  was  to  prolong  the  discussion  in  order  to  arrive  at  a  perfect 
decision. 

After  mature  consideration,  the  recommendation  of  the  Standing 
Committee  was  that  the  entire  case  be  settled  on  the  lines  of  the 
decision  of  the  Appeal  Section  and  that  the  matter  be  transmitted 
without  delay  to  the  accounting  officer  of  the  Treasury  for  appropri- 
ate action.  This  would  have  been  done  at  once,  following  the  de- 
cision of  April  37,  1921,  had  not  the  claimant  appealed  to  you. 

Item,  1.  Accelerated  or  Ttormal  depreciation^  $io,751.0Q. — This  iUan. 
was  originally  presented  in  the  sum  of  $56,477.89.  It  has  been  re- 
jected by  the  accountants,  by  the  Ordnance  Section,  and  by  the 
Appeal  Section  of  the  War  Department  Claims  Board.  The  ordi- 
nary depreciation  which  the  company  wrote  off  its  books  has  been 
allocated  and  allowed  in  proportion  to  the  amount  of  direct  labor, 
which  is  the  usual  method  of  estimating  the  amount  of  depreciation 
allowable  under  any  contract.  It  is  to  be  conceded  that  there  was, 
in  the  rush  of  war  work,  a  certain  amount  of  abnormal  or  accelerated 
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depreciation,  but  the  evidence  in  this  record  on  this  point  is  far  from 
convincing.  Furthermore,  all  the  depreciation  which  the  company 
has  written  off  its  book  has  already  been  accounted  for  and  paid. 
The  contention  of  the  claimant  is  that  it  suffered  a  larger  percentage 
of  depreciation  by  reason  of  its  Government  war  contracts  than  it 
did  from  its  commercial  operations  for  the  same  period  and,  there- 
fore, the  United  States  should  bear  the  greater  burden.  However, 
the  direct  labor  of  this  company  on  Government  work  was  about  44 
per  cent,  and  the  direct  labor  applied  to  commercial  work  for  the 
same  period  was  about  56  per  cent.  Instead  of  the  claimant  bear- 
ing its  proper  proportion  of  the  depreciation,  without  evidence,  it 
argues  and  contends  that  the  Uaited  States  should  bear  about  6S 
per  cent  of  the  depreciation  because  of  war  work,  while  it  should 
assume  because  of  its  commercial  activities  only  32  per  cent.  In  the 
absence  of  any  proof  or  any  persuasive  reason  why  the  United  States 
should  bear  any  more  than  the  ordinary  and  just  proportion  of  the 
plant  depreciation,  I  believe  the  decisions  heretofore  rendered  by 
the  Ordnance  and  Appeal  Sections  denying  this  item  to  be  correct. 

liem  S.  Claim  for  revmiursem^nt  for  2^32.85  tons  of  coal  at  $4-84 
per  ton  plus  a  kimdling  charge  of  60  per  cent  per  ton;  total  a/mount 
claimed,  $l^p69Ji3. — This  item  was  denied  by  supervising  cost 
accountants  of  the  Detroit  District  Ordnance  Oifice,  allowed  by  the 
Ordnance  Section,  and  approved  by  the  Appeal  Section.  Person- 
ally, I  am  not  in  agreement  with  either  the  Ordnance  or  Appeal 
Sections  as  to  this  item.  It  will  be  remembered  that  during  the 
severe  winter  of  1917-18,  with  the  entire  breakdown  of  transporta- 
tion, that  this  country,  for  the  first  time,  learned  of  heatJess  days. 
It  was  discovered  that  the  average  manufacturer  or  large  user  of 
cool  in  this  country  lived,  so  to  speak,  from  hand  to  mouth;  that 
his  storage  facilities  were  inadequate;  and  that  he  was  not  accus- 
tomed to  making  seasonable  laying  in  of  adequate  reserve  supplies 
of  fuel.  Profiting  by  the  serious  results  of  that  severe  winter,  the 
Fuel  Administrator  urged  upon  all  large  users  of  both  coal  and  oil, 
as  a  matter  of  their  own  protection  as  well  as  in  the  interest  of  the 
public,  the  wisdom  and  necessity  of  laying  in  a  reserve  supply  of 
fuel  during  the  summer  months.  Prompted  by  these  urgings,  claim- 
ant purchased  some  Indiana  coal.  That  it  was  not  as  good  in  quality 
as  he  had  been  in  the  habit  of  using  in  his  factory  may  be  admitted. 
Due  to  the  armistice,  in  {November,  and  the  mild  winter  of  1918, 
the  country  was  not  again  called  upon  to  go  through  the  almost 
catastrophe  of  the  previous  year.  The  fact  that  the  various  manu- 
facturers of  the  country  had  laid  in  a  supply  of  coal  at  the  sugges- 
tion of  the  Fuel  Administrator  did  not  make  the  United  States  an 
insurer  of  the  coal  and  fuel  oil  purchased. 
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The  fact  that  manufacturers  followed  the  advice  of  the  Fuel 
Administrator  and  stored  up  an  adequate  reserve  supply  of  fuel  was 
the  best  insurance  obtainabte  by  the  manufacturers  against  loss 
which  might  have  been  occasioned  by  long  shutdowns,  owing  to  the 
deranged  fuel  transportation  facilities  of  the  country.  It  was  a 
precaution  which  redounded  exclusively  to  their  benefit.  The  most 
conclusive  fact  which  militates  against  the  allowance  of  this  item  is 
the  well-established  doctrine  that  the  United  States,  as  a  business 
man  or  as  a  contractor,  is  not  responsible  for  the  acts  of  the  United 
States  as  a  lawgiver  (first  Court  of  Claims  decision).  The  Fuel 
Administrator,  in  directing  the  fuel  affairs  of  the  country  during 
a  period  of  national  crisis,  derived  his  authority  from  the  act  of 
Congress  known  as  the  Lever  Act,  and  any  action  which  he  may  haTe 
taken  in  the  premises  was  within  the  spirit  and  in  furtherance  of  the 
mandate  of  Congress,  the  law-making  department  of  our  Govern- 
ment. 

Aside  from  the  foregoing  reasons,  it  is  most  pertinent  to  urge  that 
this  coal  was  not  exclusively  for  Government  work  but  was  also  for 
use  in  its  commercial  operations.  An  attempt  to  charge  the  entire 
it«m  to  the  United  States,  even  under  the  very  questionable  color  of 
right,  is  without  foundation  under  the  terms  and  provisions  of  the 
contract,  and  finds  no  support  in  either  law  or  equity.  I  therefore 
recommend  that  the  allowance  of  this  it«m  be  disapproved. 

Item  3.  Interest  on  money  borrowed  for  contract,  $36p29.if. — This 
item  was  allowed  in  full  by  the  Ordnance  Section  but  was  denied  by 
the  Appeal  Section,  The  decision  of  the  Appeal  Section  was  based 
on  the  express  provisions  of  the 'contract  which  makes  it  requisite  to 
the  contractor's  right  to  reimbursement  for  items  of  this  character 
that  it  shall  be  conlusively  shown  that  the  interest  for  which  reim- 
bursement is  sought  was  paid  on  money  actually  borrowed  for  the 
specific  purpose  of  purchasing  materials  necessary  to  carry  on  the 
contract.  The  evidence  submitted  by  the  claimant  discloses  that  the 
various  sums  of  interest  making  the  total  here  claimed  were  paid 
by  claimant  for  renewals  of  notes  originally  ne^tiated  during  com- 
mercial activities  and  prior  to  the  execution  of  the  contract  now 
under  consideration.  There  is  much  to  be  said  for  the  technical  posi- 
tion taken  by  the  Appeal  Section ;  there  is  much,  also,  to  be  said  for 
the  position  here  taken  by  the  claimant.  Large  amounts  of  material 
were  purchased  by  claimant  for  its  contract  and  its  funds,  in  large 
Dmount,  were  tied  up  for  periods  before  reimbursement  was  made 
by  the  United  States.  To  carry  on  tJiia  work,  claimant  had  to  secure 
money  from  outside  sources,  upon  which  it  nece^arily  had  to  pay 
interest.  While  technically  the  money  used  by  claimant  for  the 
purpose  of  this  contract  was  obtained  by  the  renewal  of  notes  already 
made,  thereby  conserving  the  actual  cash  flowing  into  its  treasury,. 
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yet,  at  the  same  time,  this  item  of  interest  represents  tiie  claimant 
a  direct  out-of-pocket  expense.  I  am  of  the  opinion  that  if  it  were 
possible  to  enter  into  the  computation  of  carrying  each'  item  of  the 
material  purchased  and  the  money  that  was  actually  borrowed  or 
used  until  the  expenditures  were  reimbursed  by  the  United  States 
that  the  amount  stated  by  the  Ordnance  Section  would  be  greater 
than  liie  sum  here  charged.  I  therefore  recommend  that  the  decision 
of  the  Appeal  Section  disapproving  this  item  be  vacated  and  the 
it«m,  as  allowed  by  Ordnance  Section,  be  reinstated  and  allowed. 

Item  4-  f^ost  of  tools  not  accounted  for,  $17^7^.77, — No  item  in 
the  whole  claim  has  been  more  acrimoniously  discussed  than  this. 
Notwithstanding  that  twice  the  claimant  company  has  had  its  oppor- 
tunity to  present  such  proof  as  it  might  desire  to  both  the  Ordnance 
and  the  Appeal  Sections,  it  has  not  done  so,  and  the  nature  of  the 
tools  and  the  manner  in  which  their  loss  was  occasioned  is  still  sur- 
rounded by  a  veil  of  mystery.  The  only  light  thrown  upon  this  item 
by  the  claimant  is  by  an  affidavit  which  sets  up  conclusions  but  con- 
tiiins  few  facts.  This  item  was  allowed  by  the  Ordnance  Section  but 
was  denied  by  the  Appeal  Section.  The  total  amount  expended  for 
tools  paid  by  the  Government  on  this  contract  is  approximately 
$155,000.  In  many  contracts  which  have  been  adjusted  by  the  War 
Department  Claims  Board  the  wastage  or  dissipation  of  tools  has 
been  estimated  and  settled  on  the  basis  of  5  per  cent  of  the  total 
amount  purchased.  In  this  case,  without  affirmative  proof,  a  demand 
is  made  upon  the  United  States  to  pay  for  an  unaccounted  wastage 
or  loss  of  tools  at  the  rate  of  approximately  12  per  cent  of  the  total 
amount.  I  can  not  concur  with  the  claimant  in  the  use  of  the  term 
"willful  negligence."  Unless  he  accepts,  the  same  as  other  contract- 
ors, the  sum  of  5  per  cent  of  the  total  amount  expended  as  dissipa- 
tion, I  recommend  that  the  item  be  disallowed. 

Item  5,  Expenditure  for  arranging  testing  field,  $677^^. — This 
item  was  allowed  by  both  the  Ordnance  and  the  Appeal  Sections.  It 
appears  that  it  was  necessary  that  the  articles  manufactured  under 
this  contract  should  be  subjected  to  tests  under  various  conditions 
involving  their  use  in  heavy  sand  and  deep  mud.  That  this  neces- 
sary new  condition  should  be  met,  claimant  provided  a  testing  field 
adjacent  to  its  factory.  The  sand  was  placed  upon  the  field  and  a 
water  Erj'stem  installed  in  order  that  mud  of  various  depths  and  con- 
ditions would  be  available.  While  this  item  is  not  specifically  pro- 
vided for  under  the  terms  of  the  contract  and  was,  in  all  human 
probability,  not  contemplated  by  either  the  Government  or  claimant, 
yet  the  installation  of  a  testing  field  was  a  service  of  an  essential 
nature. 

This  is  an  item  of  cost  capable  of  being  set  up  in  the  exact  figures 
as  to  the  cost  incurred  and  is  of  such  a  nature  as  to  distinctly  come 
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within  the  provisions  of  that  part  of  article  5  of  the  contract  reading 
as  follows : 

"  In  addition  thereto,  further  allowances  of  cost  from  time  to  time 
have  been  made  by  contracting  officer.  *  •  *  Such  additions  to 
the  allowance  of  cost  and  such  regulations  and  instructions  in  regard 
to  its  determination  as  from  time  to  time  shall  be  adopted  by  the 
Chief  of  Ordnance." 

This  item  has  been  allowed  by  the  Ordnance  and  Appeal  Sections. 
I  concur  with  their  findings  and  for  the  foregoing  reasons,  as  stated,,  . 
recommend  payment. 

Item  6.  Ofice  and  factory  eguipmeni,  $656^. — Allowed  by  cost 
accountant,  Ordnance  and  Appeal  Sections,    I  concur. 

Item  7.  Fencing. — Allowed  by  cost  accountant.  Ordnance  and  Ap- 
peal Sections.  I  am  of  the  opinion  that  this  item  is  allowable  under 
the  provisions  of  article  B  of  the  contract.  I  therefore  concur  and 
recommend  payment. 

Item  8.  Storage  on  GoverTitneni  equipment,  $39^97.iS. — The  Ap- 
peal Section  did  not  agree  with  either  the  cost  accountant  or  the 
Detroit  District  Ordnance  Office,  the  Ordnance  Section,  or  the  claim- 
ant relative  to  this  item  inasmuch  as  each  one  has  laid  special  stress 
upon  one  or  another  of  the  various  provisions  of  the  contract.  I  am 
of  the  opinion  that  the  decision  of  the  Appeal  Section  is  correct  and 
that  the  claimant  should  be  paid  a  reasonable  rental  which  may  be 
agreed  upon  and  which,  in  no  event,  is  to  exceed  10  per  cent  per  an- 
nimi  on  the  cost  to  the  claimant  of  such  lands  and  buildings  so  used. 
It  is  in  the  evidence  that  the  total  cost  of  the  truck  plant  was 
$188,656.89,  the  total  area  being  218,583  square  feet.  The  Ortinance 
Section  finds  that  3  cents  per  square  foot  was  a  reasonable  rental- 
but  this  fixation  of  square-foot  rental  would  make  the  monthly  rental 
on  the  building  $6,557.49,  or  almost  four  times  the  amount  of  rental 
at  the  rate  of  10  per  cent,  which  the  contract  expressly  limits  to 
storage  charges.  The  action  of  the  Appeal  Section  in  sending  this 
item  back  to  the  Ordnance  Section  for  further  computation,  I  believe 
to  be  correct.  I  therefore  recommend  that  decision  and  recommen- 
dations of  the  Appeal  Section  be  affirmed. 

IteT/i  9.  Ivierest  on  machine  tools  and  costs,  $SS,07i.98. — Disal- 
lowed by  all  and  not  seriously  contended  for  by  claimant.  There  is 
no  legal  ground  whatsoever  for  such  a  claim.  Further  discussion 
of  this  item  is  deemed  unnecessary.  It  is  recommended  that  the  dis- 
allowance of  this  item  by  the  cost  accountant,  Ordnance  and  Appeal 
Sections,  be  afGrmed. 

Item.  10,  Special  accounting  services,  $^^08.1^. — ^This  item  was 
disallowed  by  the  Ordnance  and  Appeal  Sections  on  the  grounds  that 
the  employment  was  not  such  as  was  contemplated  by  article  »  of 
the  contract  and  was  a  service  for  the  exclusive  benefit  of  claimant 


S 


DBCISIONS  APPEAL  SBOTIOK  WAB  DEPABTMEKT  CLAIMS  BOARD.    871 

in  the  preparation  of  its  claime  and  accounts.  There  is  no  evidence 
of  record  which  justifies  any  other  conclusion.  I  therefore  recom- 
mend that  the  disallowance  of  this  item  by  the  cost  accountant, 
Ordnance  and  Appeal  Sections,  be  affirmed. 

/iem  11.  Balance  of  profit  due  under  contract,  $^£^89M-—^  is 
stated  in  the  body  of  the  decision  of  the  Appeal  Section,  this  item 
is  presented  by  claimant  upon  the  theory  that  certain  sums  which 
may  be  the  subject  of  an  allowance  under  the  contract  are  items  upon 
which  the  company  will  be  entitled  to  10  per  cent  profit  allowed  under 
article  5  and  the  termination  clause  (art.  9).  Your  attention  is  in- 
vited to  the  foUowing:  Had  the  contract  gone  to  completion,  the 
claimant  would  have  been  entitled  to  only  a  fixed  profit  per  unitj 
which  would  have  amounted  to  $825,000.  The  contract  having  been 
terminated  while  only  two-thirds  complete,  and  the  termination  ' 
clause  providing  that  in  case  of  termination  the  profit  should  be 
calculated  on  the  basis  of  10  per  cent  of  the  total  cost  allowable  under 
article  5.  The  contractor  has  submitted  a  statement  showing  the 
actual  costs,  the  10  per  cent  profit  thereon,  and  payments  received  on 
accoimt  of  such  profits,  which  leaves  an  unpaid  profit,  under  the 
termination  clause  of  the  contract,  in  the  sum  of  $272,389.44.  The 
statement  submitted  by  contractor  in  substantiation  of  this  item,  and 
which  appears  in  the  file,  has  not  been  certified  to  or  verified  in  any 
way  by  a  qualified  Government  accountant,  as  is  required  under  the 
provisions  of  the  contract.  That  the  statement  filed  by  the  claimant 
should  be  checked  over  and  verified  by  a  representative  of  the  Gov- 
ernment is  deemed  most  necessary  in  order  that  it  be  definitely  de- 
termined that  the  statement  does  not  include  items  of  expenditure 
upon  which  a  10  per  cent  profit  is  not  allowable.  The  importance  of 
this  verification  is  illustrated  by  the  following  comparison :  (a)  The 
contractor  claims  on  a  two-thirds  complete  contract  on  the  basis  of 
cost-plus  10  ,per  cent  a  profit  of  $800,579.34;  (5)  on  the  completed 
contract,  whereby  the  Government  would  have  received  1,000  more 
tractors,  or  all  of  the  tractors  contracted  for,  the  contractor's  maxi- 
mum profit  would  have  been  $825,000.  It  is  interesting  to  note  that 
if  the  claim  as-  is  here  presented  is  allowed  in  its  entirety,  claimant 
will  receive  on  the  two-thirds  suspended  contract  $863,894.00,  or 
$38,894.00  more  than  it  would  have  received  had  the  contract  gone  to 
completion. 

In  order  to  determine  the  correct  profit  allowable  on  the  basis  of 
expenditures,  there  will  have  to  be  added  to  this  sum  the  profit  allow- 
able on  those  claim  items  approved  for  payment  under  this  appeal 
as  come  within  the  provisions  of  article  5  of  the  contraot. 

This  office  can  not  agree  to  a  construction  of  the  entire  contract 
which  would  permit  a  greater  profit  to  the  contractor  .for  the  per- 
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formance  of  a  portion  of  the  work  tha.n  is  given  by  complete  per- 
formance. 

The  record  is  silent  as  to  why  the  Government  hae  not  audited 
this  item,  I  presume,  because  it  was  not  presented  originally  to  the 
cost  accountants  at  Detroit.  It  has  apparently  been  left  by  both  the 
Ordnance  and  Appeal  Sections  as  mainly  a  matter  of  arithmetic 
to  be  computed  after  the  other  matters  are  settled.  When  it  is  seen, 
however,  that  it  includes  examination  of  vouchers  totaling  $9,000,000 
the  magnitude  of  the  work  that  should  be  done  is  apparent. 

Ko  matter  whether  this  item  is  ultimately  disposed  of  by  the 
accounting  officers  of  t^e  Treasury  or  the  Court  of  Claims,  an  audit 
.on  the  part  of  the  GoTerament  will  be  necessary  and  will  delay  the 
final  solution  of  this  case.  I  therefore  recommend  that  you  direct 
an  audit  of  these  items  based  on  the  provisions  of  article  5. 

Item  IS.  Unabaorbed  overhead  and  admmUlrative  expenaea  due  to 
delay  in  receiving  plane,  $118^9^J61. — The  contention  of  the  claimant 
is  that  under  the  terms  of  the  contract  the  plans  and  Bpecificalions 
were  to  be  furnished  by  the  Government  by  December  31,  1917. 
l^ere  were  great  delays  in  furnishing  the  drawings,  and  deliveries 
under  the  contract  were  subsequently  postponed  four  months  on 
account  of  these  delays.  Due  to  the  nonreceipt  of  the  drawings  and 
specifications,  uncertainty  was  caused  to  the  contractor  as  to  his  pro- 
ductive program.  Where  this  uncertainty  and  delay  enters  into  a 
business  program  financial  lose  results,  but  Uie  determination  of  the 
amount  in  a  large  commercial  plant,  where  the  ordinary  commercial 
business  is  being  conducted  at  the  same  time,  meets  so  many  factors 
tMt  the  exa<^  amount  can  not  be  mathematically  determined.  Claim- 
ant under  the  various  theories  and  at  various  times  has  demanded 
vanous  amounts,  running  as  high  as  $327,000.  The  supervising  cost 
accountant  at  Detroit  after  considerable  study  recommends  the  award 
of  $73,648.72.  The  Ordnance  Claims  Board  recommends  $65,230.25. 
The  Appeal  Section  set  up  a  modified  theory,  on  which  the  compu- 
tations have  not  yet  been  made.  Looking  at  the  express  terms  of  the 
contract  it  would  seem  that  the  Government  did  not  obligate  itself  to 
furnish  the  drawings  by  December  31.  The  contract  was  signed  on 
December  II.  It  was  at  that  time  known  to  both  parties  that  only 
tentative  plans  were  then  in  existence,  and  with  conditions  as  they 
wer^  it  was  practically  impossible  to  have  a  complete  set  of  wotting 
plans,  drawings,  and  specifications  built  in  20  days.  So  far  as  the 
record  shows,  the  Government  furnished  the  drawings  within  a  rea- 
sonable time,  everything  considered,  and  then  complied  with  the 
terms  of  the  contract  by  extending  the  delivery  dates  in  accordance 
with  the  delays  in  furnishing  of  specifications.  The  record  is  full  of 
various  comparisons  which,  to  me,  are  not  very  illuminating.  The 
most  sensible  and  logical  figures  in  the  record  are  those  by  Mr.  Davis, 
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arriTing  at  his  conclusion  that  the  demonstrated  cost  for  all  the  delay 
amounted  to  $73,548.72.  The  picture  drawn  in  claimant's  brief,  on 
page  34,  of  the  enprmoiB  truck  plant  of  tiie  contractor  being  imtne- 
diately  turned  over  to  the  GoTemment  for  the  purpose  of  tiiis  con- 
tract, machines  being  rearranged,  and  Uie  entire  deparbnent  working 
at  top  speed  tuning  up  is  not  supported  by  the  evidence  and  is  con- 
trary to  experience  and  what  would  be  expected  of  capable  men  at  the 
head  of  the  Reo  Motor  Co. 

Furthermore,  this  contract  has  been  assumed  by  most  people  that 
dealt  with  it  as  a  cost-plus  fixed  profit,  but  it  might  be  more  accu- 
rately described  as  a  limited  oori-plus  fixed  profit,  as  article  fi  of  the 
contract,  instead  of  saying  "  all  coste,"  expressly  enumerates  the  ele* 
meiits  that  enter  into  the  cost  of  the  contract,  for  which  the  Oovem- 
ment  was  to  reimburse  the  contractor.  Violence  must  be  done  to  the 
language  of  article  5  if  an  item  such  as  this  is  to  be  included  within 
its  terms.  Various  theories  and  allowances  in  one  sense  are  reaUy 
all  set  up  on  the  theory  of  breach  of  contract,  and  yet  in  one  sense 
the  contract  was  not  binding  on  the  contractor  until  the  specifica- 
tions had  been  delivered.  In  my  judgment,  if  you  atey  strictly 
within  the  four  walls  of  the  contract,  the  item  here  claimed  for  is 
not  allowable. 

Item  IS.  Unabaorbed  Overhead  and  AdmirtUtToHve  Expense  Fol- 
lowing Termination,  SSS0^1g.78.—Thia  item  was  rejected  by  both 
the  Ordnance  and  Appeal  Sections,  first,  on  the  ground  that  it  is  not 
within  article  9  of  the  contract;  secondly,  because  the  evidence  is  too 
vague  and  unsatisfactory.  The  theory  of  claimant  is  that  t^  would 
have  made  this  ofmoutit  of  money  had  it  not  had  the  Government  con- 
tract rather  than  tJiat  it  ie  a  direct  expense  incident  to  the  contract. 
The  only  authority  for  the  allowance  of  an  item  of  this  character 
would  be  under  the  provisions  of  War  Department  Circular  111, 
which  provides  that,  under  certain  conditions,  a  rehabilitetion  charge 
is  allowable.  However,  Supply  Circular  111  is  not  applicable  here 
for  the  reason  that  the  contract  now  under  consideration  contains  a 
termination  clause  which  prescribes  the  method  and  manner  of  set- 
tlement in  event  of  suspension  before  entire  completion.  Under  the 
decisions  of  the  War  Department  Claims  Board  (Templar  Motors 
Co.  and  Gas  Oil  Chemical  Co.)  the  provisions  of  War  Department 
Circular  ill  may  only  be  invoked  in  the  settlement  of  suspended 
contracts  under  two  conditions:  First,  where  the  contract  itself  con- 
tains no  termination  clause,  and  second,  where  the  contract  does  con- 
tain a  termination  clause,  but  where  settlement  more  favorable 
to  the  United  States  can  be  obtained  through  the  medium  of  the 
provisions  of  this  circular.  At  all  events,  the  claimant  is  not  en- 
titled to  the  benefit  of  both  the  t-ennination  clause  in  the  present  con- 


874    DECISIONS  APPEAL  SECTION  WAR  DBPABTMENT  CLAIMS  BOABD. 

tract  and  the  provisions  of  Circular  No.  111.  Claimant  is  strenuously 
insisting  that  his  rights  are  those  expreselj  given  to  him  in  the  con- 
tract, nothing  more  and  nothing  less,  and  if  this  settlement  is  to  be 
based  on  the  termination  clause,  this  item  is  not  allowable. 

Item  J4-  (^08t  of  maohine  tools,  approavmatehf  $i66pO0. — This 
is  the  item  which  has  caused  the  greatest  amount  of  difficulty  in  the 
case.  As  it  was  presented,  the  Contracting  Officer  made  a  decision 
favorable  to  the  claimant  on  the  construction  of  the  contract  that 
was  unsound.  In  my  judgment,  the  decision  of  the  Appeal  Section, 
which  did  not  follow  the  Contracting  Officer's  decision,  is  likewise 
unsoimd,  as  they  virtually  set  up  by  argument  and  not  by  evidence, 
that  tiiere  was  a  parol  modification  and  addition  to  the  contract 
by  which  the  Government  agreed  to  pay  for  increased  facilities, 
liiey  then  further  proceed  to  hold  that  the  words  "  at  best  prices 
obtainable"  in  article  2  makes  the  Government  responsible  for  in- 
creased facilities.  In  this,  in  my  judgment,  they  likewise  do  vio- 
lence to  the  facts.  These  words  are  necessary  even  if  it  is  held 
that  increased  facilities  not  contemplated  by  the  contractor  at  the 
time  of  the  execution  of  the  contract  but  which  are  subsequently 
installed  would  enter  into  the  determination  of  cost  on  account  of 
depreciation  of  such  facilities,  and  for  that  reason  the  United  States 
has  a  right  to  require  of  the  contractor  that  he  secure  these  things, 
even  under  this  contract,  at  the  best  prices  obtainable  if  the  pro 
rata  cost  is  to  be  chargeable  to  the  United  States  as  an  item  of  cost. 

The  Ordnance  Section  disallowed  the  item  as  claimed,  but  pro- 
posed an  item  of  $20,949.84  for  the  depreciation  on  the  machine  tools 
in  controversy  not  absorbed  by  the  completed  portion  of  the  con- 
tract. In  my  judgment,  the  Ordnance  Department  made  a  proper 
disposition  of  this  item  under  the  terms  of  the  contract.  On  the 
whole  record,  I  am  constrained  to  recommend  to  you  that  you  dis- 
approve the  action  of  the  Appeal  Section  and  approve  the  action  of 
the  Ordnance  Section  as  to  this  item. 

SECAPITULATIOn. 

Accelerated  or  abnormal  d^reclatlon,  $40,791.00.    Disallowed. 

2,632.86  tons  of  coat  at  $4.84  per  too,  pltia  haodllng  tdiai^  of  60  cents  per  ton, 
$18,380.44.    Disallowed. 

Interest  on  money  borrowed  for  contract,  $36,629.47.    Allowed. 

Goat  of  tools  not  accounted  for,  $17,574.77.  Disallowed.  (Becommeadatlon 
for  allowance  of  5  per  cent  on  total  amount  expended.) 

BxpendltDrea  for  arranging  testing  field,  $577.54.    Allowed. 

Office  and  factory  ^alpment,  $600^44.    Allowed. 

Fencing,  $1,27S.S2.    Allowed. 

Storage  on  Government  equipment,  $39,2&T.45.  Recommended  miB  Item  be 
sent  to  Ordnance  for  fnrtli»  computation. 

Interest  on  macbine  tool  costs,  $28,072.98.    Disallowed. 
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Special  accounting  service,  $22,808.74.    Disallowed.    Verification  by  Oovem- 
ment  accotmtant  recommended. 

Unabsorbed  overhead  and  administrative  expenses,  due  to  delay  In  receipt 
of  plans,  fI18,eM.ei.    Dtaallowed. 

UuabBorbed  overbead   and  administrative  erpensea   following  tennlnation, 
1820,212.78.    Disallowed. 

Cost  of  machine  tools.  $256,000.    Disallowed,  with  recommendation  that  $20,- 
90.84  be  allowed  for  depreciation. 

In  conclusion,  I  must  repeat  that  the  lack  of  evidence  in  the  record 
mokes  this  an  exceedingly  difficult  case  to  consider.  Claimant  has 
had  tvo  opportunities  to  present  evidence,  and  in  the  absence  of 
proof  the  Secretary  of  War  is  not  justified  in  authorizing  laree  ex- 
penditures of  GoTemment  money. 
BespectfuUy, 

J.  A.  Hull, 
Vioe  Ohairmany  War  Dept.  Claims  Board. 
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ACT  or  MARCH  2.  1919. 

Act  of  Mabch  2,  191&,  Cokstbcchoh. 
See  JURISDICTION. 
ADJUSTMENT  OF  CLAIM. 

See  CONTRACTS,  ADJueTurNT. 
AGENTS. 

AOEHTS,  AuTKoaiTY  TO  Bind  Oov-ebnmskt. 

Authorization  by  an  eoglneerlng  representative  and  contracting  agent 
under  a  formal  coat-plus  contract  to  pay  labor  at  a  rate  higher  than 
that  which  the  contract  states  shall  not  be  exceeded  is  without  au- 
thority  and  not  binding  upon  the  United  States.  (Dueeenberg  Motor 
Corporation,  Case  No,  3024,  VIII  these  Dec.,  161.) 
Where  a  repreBcntatlve  of  the  United  States  Railroad  Administration, 
at  the  request  of  a  bureau  of  the  War  Department,  places  an  order 
for  material  for  the  War  Department,  such  represraitatlTe  of  the 
United  States  Railroad  Admin Utration  becomes  an  agent  of  the  War 
D^>artment  (Norfolk  &  Southern  Railroad  Co.,  0«se  No.  3033.  VIII 
these  Dec.,  210.) 
See  alto  CONTRACTS,   Iupued;   CONTRACTS,   What  Consti- 

AQBEEMENT. 

See  CONTKACTS. 
ALLOWANCE  FOR  SPECIAL  MACHINERY. 
AMENDMENT. 
AMORTIZATION. 

DlSTIN  QUI  SHED    FBOM    DBPRECIATIOR. 

Amortization  means  extinction  of  debt,  usually  by  a  sinking  fund, 
while  depreciation  is  to  be  considered  as  an  element  of  expense  al- 
lowable on  the  property  owned  and  used  by  the  contractor  In  coo- 
nection  with  the  manufacture  of  the  articles  contracted  for.  (Win- 
chester RepeaUng  Amu  Co.,  Case  No.  8087,  VIII  these  Dec,  678.) 

ANTICIPATED  ORDERS. 

ANTICIPATORY  BREACH. 

AUTHORITY, 

AUTHOMTY    OF    AOBfTTS. 

See  AGENTS,  Acthobity  to  Biiro  Govxbumbht. 

AUTHOEITY  TO  CONTBACI. 

See  AGENTS,  Authobtty  to  Bisd  Govebnhent. 
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BOARD  OP  GONTRACT  ADJUSTMKMT,  JUBISDIOTION. 
See  JURISDICTION. 
IBKBAce  or  Ookts&ct. 

See  OONTRA.CrS,  Bbuoh. 
Bkbach,  Waivxb. 

See  WAIVER. 
BUILDING  CONTRACTS. 
[ESS  BISK. 
Where  a  prospectlra  coDtractor  raakee  ezpendltures  before  an  Infwinsl 
Bgre^neat  Is  entered  Into,  ftuch  expenditures  can  not  be  reimbnnwd. 
as  they  were  not  made  upon  tbe  faitli  of  the  agroement  rabaequently 
entered  Into.  (Babamas  Agricultural  &  Trading  Oo.  (Ltd.),  Oaae 
No.  3068,  VUI  tbeae  Dec,  811.) 
Where  a  pro^tectlve  contractor  made  exi>endltiiTes  for  facilities  for 
tbe  pnipOBe  of  performing  a  contract  whlcb  It  expected  to  get,  but 
wblcb  w&H  never  signed,  sucb  expenditures  were  not  made  upon  tbe 
faitb  of  any  agreement  wltb  tbe  United  States.  In  absence  of  a  pro- 
Tiaion  In  tlie  contract  providing  for  tbe  amortization  of  qwcial 
faclUtieB,  it  must  be  presumed  tliat  tbe  contractor  was  equipped 
witb  tbe  facilities  necessair  to  enable  it  to  [wrform  tbe  contract, 
and  If  expenditures  are  made  for  facilities  and  the  contract  la 
suspended  before  completion,  the  contractor  Is  not  «itltled  to  reim- 
bursement tor  sncb  expenditures.  Held,  there  was  no  agieonent 
and  claimant  is  not  entitled  to  any  reimbursement  (Gbapman  Price 
Steel  Co.,  Case  No.  28T6,  VIII  these  Dec.,  78.) 
A  manufacturer  is  not  entitled  to  reimbursement  for  the  expense  of 
installing  q>eclal  focilitles  even  with  tbe  knowledge  and  consent  of 
officers  of  tbe  Ordnance  Section  In  tbe  absence  of  an  agreement, 
express  or  implied,  tbpt  tbe  Government  will  reimburse  claimant 
for  such  expenses.  (Wlncbester  Repeating  Arms  Co.,  Case  No. 
29S9,  VIII  these  Dec.,  SI.) 
Where  claimant  without  direction  from  some  Government  agent  In- 
creases its  facilities  upon  the  assumption  that  it  will  receive  future 
orders,  it  does  so  at  its  own  risk  and  tbe  Government  Is  not  obligated 
to  reimburse  it  for  sucb  erp^iditnres.  (Wood  Art  Machine  Co., 
Case  No.  2999,  VIII  these  Dec.,  163.) 


CANCELLATION. 

CANCE1X.ATION  ArrxB  Suspension. 

Cancellation  or  Contract. 

Cahcellatioh  iob  Detault. 
CBRTIPICATB  OF  PAIR  VALUE. 
CHANGE  IN  SPECIFICATIONS. 
CIRCUMSTANCES  IMPLYING  AN  AGREEMENT. 

See  CONTRAOTS,  Impukd. 
CLAIMS. 

Claims,  Diskissd. 

Claius,  PaiaBiiTATiOK  or. 

See  JURISDICTION. 

Claihb,  SuBconnACTosa.  /—  i 
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GOMMANDEERINQ. 

A  claim  based  on  the  alleged  "cocstructlTe  connnandeerlDg"  of  tbe 
contractor'i  plant  b^  officers  of  tbe  Ordnance  Department  Is  not 
sustained  b;  proof  that  tbe  contractor  agreed  to  and  acQnlesced  In 
subBtantlally  every  act  which  claimant  has  alleged  amounted  to  said 
'.'constr  active  commandeering"  of  its  plant  by  Ordnance  officers. 
(Lawrence  F.  Castaman,  Troatee  In  Bankruptcy  for  Btil  Mannfac- 
turing  Co.,  Case  No.  S0B9,  VIII  these  Dec.,  SiS.) 

COMPENSATION. 

CoMPKNBATion,  Basis  aw. 

COHPLErrED  CONTRAOT8. 

8w  JusiSDignoN. 

CONFIRMED  DECISIONS. 

8w  DECISIONS,  AmaiCD). 
CONFLICT  BETWEEN  WITNESSES. 
OONSIDBRATION. 

Where  the  formal  ctmtract  Is  executed  after  tbe  sosDcaision  of  a  verbal 
Bgreefoent,  and  solely  fQr  the  purpose  of  enabling  the  contractor  to 
present  a  claim  against  the  United  States,  such  a  formal  contract  Is 
void  for  want  of  consideration.     (Bahama  Agricultural  &  Trading 
Co.  (Ltd.),  Case  No.  3068,  VIII  these  Dec,  8U.) 
Where  six  copies  of  a  written  contract  were  execnted  by  claimant  and 
returned  to  the  Ordnance  D^iartment  and  the  same  were  lost  and 
never  found  and  duplicate  copies  of  tbe  original  contract  are  execnted 
by  both  parties  after  the  armistice,  tbe  execution  of  the  copies  of  the 
original  contract  la  void  for  want  of  consideration,  as  it  was  an 
attempt  to  create  an  obligation  against  the  United  States  where  none 
existed.     <U.  S.  Cartridge  Co.,  Cases  No.  3048,  8048,  S050,  30S1,  8092, 
VIH  these  Dec  «18.) 
CONSTRUCTION  QUARTBBMASTER,  AUTHOEITY. 
CONSTRUCTION. 

Conbtehction  ov  ConiKAcr, 

See  CONTRACTS,  CoMSTZUOTTon. 

contemporaneous  oral  aoreement. 
conthaots. 

Contracts,  Adjttstmeht. 

Where  repairs  to  claimant's  plant  amount  to  permanent  bettermenta 
and  allowances  are  made  therefor  such  aUowances  may  be  ofFBet 
against  a  claim  for  use  and  occupation.  (Annlston  Steel  Co.,  Case 
No.  2248.  VIII  those  Dec,  368.) 
Under  the  act  of  March  2,  1919,  a  contractor  can  not  be  reimbursed 
for  expensea  incurred  tn  preparing  and  prosecuting  a  claim.  (Atlas 
Powder  Co.,  Case  No.  3CW7,  VIII  these  Dec,  778.) 
Whea  an  Informal  contract  has  been  snspended  by  the  Govemmwit  tbe 
contractor  la  entitled  to  an  allowance  for  loss  on  rent  of  plant  for  a 
reaaonabie  time  while  the  contractor  Is  endeavoring,  without  success, 
to  obtain  work.  (Austem,  C,  &  Co.,  Case  Mo.  2305,  VIII  tbese 
Dec,  448.) 
Claimant  Is  entitled  to  reimbursement  for  reasonable  expenditures  nec- 
essarily Incurred  upon  the  faith  of  a  verbal  agreement  under  the  act 
of  March  2,  1919.  (Bahama  Agricultural  &  Trading  Co.  (Ltd.),  Case 
No.  8068,  VIII  these  Dec,  811.) 


DiB.1izedOyGoO<^lc 


880  TOPICAL  mDBX. 

CONTRACTS— CdnOiiued. 

Contracts,  Adjuhtment — Contliiued. 

Where  a  contractor  enters  Into  an  agreement  for  personal  services  ex- 
tending over  a  period  of  more  than  12  months,  such  an  agTeemect  Is 
within  the  Statnte  of  Trauds.  If  the  contractor  pays  the  employee 
the  difference  In  salary  between  what  the  employee  would  have  earned 
during  the  term  of  employment  and  what  he  did  earn  after  be  was 
discharged,  such  an  expenditure  was  not  necessary  and  can  not  be 
reimbursed  under  the  act  of  March  2.  1919.  (Bahama  Agricultural 
&  Trading  Co.  (Ltd.),  Case  No.  3068.  VIII  these  Dec,,  811.) 

Where  a  contract  orovidlng  a  flxed  profit  and  a  bonus  on  articles  com- 
pleted and  accepted  by  the  Oovemment  is  suspended  when  two-thirds 
of  the  articles  have  been  delivered  to  and  accepted  by  the  Government 
and  the  Government  later  accepts  the  balance  of  the  articles  in  an 
uncompleted  state,  the  contractor  is  entitled  to  the  profit  and  bonus 
on  the  cost  of  all  articles  accepted  by  the  Qovemment.  (Breese  Air- 
craft Co.  (Inc.),  Case  No.  2456.  VllI  these  Dec.,  419.) 

Where  the  evidence  shows  that  a  -cost-plus  contract  ts  entered  Into 
baaed  on  estimated  cost  fnrnlahed  by  the  contractor  and  Investigation 
afterwards  proves  said  cost  exorbitant,  this  Board  will  refuse  to 
recommend  any  furttier  or  additional  payment  to  claimant.  (Burke 
&  James  (Inc.),  Case  No.  SOeO.  VIII  these  Dec,,  528.). 

Where  the  evidence  establishes  the  fact  that  the  claimant  had  a  cost- 
plus  contract  providing  for  the  payment  to  It  of  the  cost  of  the 
articles  contracted  for  plus  fixed  profit  of  $178  each,  and,  in  addition 
thereto,  a  certain  percentage  of  all  savings  over  and  above  the  eati- 
mated  cost  price,  and  that  claimant  bas  been  paid  the  cost  of  all 
cameras  plus  the  unit  profit  of  $173  each,  and  that  the  estimated 
price  was  either  grossly  erroneous  or  fraudulently  stated,  this  Board 
will  refuse  Co  recommend  any  further  or  additional  payment  to  the 
claimant  and  will  leave  it  to  pursue  any  remedy  it  may  have  in  the 
Court  of  Claims,  where  such  matters  are  properly  cognizable.  (Bnrke 
&  James  (Inc.).  Case  No.  3060.  VIII  these  Dec.  523.) 

Where  the  Governnieot  Valuation  Committee  fixed  a  certain  value  on 
claimant's  wool,  the  valuation  so  fixed  will  be  deemed  the  true  value 
of  such  wool,  for  the  purpose  of  adjusdng  claimant's  contract,  la 
the  absence  of  evidence  showing  such  value  to  have  been  erroneoaaly 
fixed,     (Alex  Ferguson,  Case  No.  3020.  VIII  these  Dec.,  278.) 

Where  a  contractor  allocatet  to  a  prosy-signed  contract  sufllclent 
material  to  perform  said  contract  and  later  finds  It  necessary  to  use 
some  of  the  material  allocated  to  the  proxy-signed  contract  In  order 
to  complete  the  performance  of  a  purchase  order,  and  thereafter 
purchases  more  material  and  allocates  a  portion  of  this  latter  par-, 
chase  to  the  proxy-signed  contract,  the  contractor  is  entitled  to  the 
loss  incurred  on  account  of  the  purchase  of  the  raw  material  so  allo- 
cated to  the  prosy-slgned  contract  (French  Manufacturing  Co., 
Case  No.  1148.  VIII  these  Dec.,  380.) 

A  contractor  is  entitled  to  losses  arising  in  connection  with  the  par- 
chase  of  raw  material  allocated  to  a  Government  purchase  order 
issued  claimant  after  the  date  of  claimant's  purchase  of  the  raw  noa- 
terial  If  said  purchase  order  comes  within  the  exceptions  of  section 
8744.  Revised  Statutes.  (French  Manufacturing  Co.,  Case  No.  2523, 
VIII  these  Dec..  346.) 
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Where  a  contract,  formally  executed  witWn  the  meaning  o(  Revlaed 
Statotes,  ffT44,  contains  a  clause  which  provides  a  method  or  baaia  of 
aettlement  to  be  reaorted  to  In  event  the  contract  ia  terminated  or 
suspended  by  the  United  states  prior  to  full  performance  and  the  con- 
tract la  in  fact  suspended  by  the  Dnlted  Btalea  upon  the  grounda  of 
pnblic  policy  (the  neceeslty  of  the  thing  to  be  furnished  under  the 
contract  having  ceased  to  eaist).  such  settlement.  If  any,  to  which 
the  contractor  may  he  entitled  ahall  he  made  according  to  the  terms 
of  the  termhiaUon  dauae  of  the  contract  unless  it  shall  appear  that 
a  more  favorable  settlement  to  the  Onited  Stttes  may  be  effected 
under  the  vaflons  supply  clrculara  of  the  War  Department.     <Jacob 
Goldman,  receiver  for  Gaa  Oil  Chemical  Co.,  Case  No.  1970,  VIII 
these  Dec.,  62».) 
Claim  under  the  act  of  March  2,  1919,  for  »34,212.S5.    An  agreement 
is  found  whereby  cUlmant  ia  entitled  to  payment  for  the  cost  of 
erecting  a  building  for  tastruction  purposes,  for  services  of  mstrue- 
ton  and  stenographers,  tor  supplies  snd  eaoipmont  furnished  upon 
rcouest  of  ccrtato  oOlcers,  and  for  payment  of  rent  of  a  house  used 
as  the  headouarten  olBce.  all  In  connecUon  with  a  school  established 
for  the  training  of  olScers  and  enlisted  men  in  the  maintenance  of 
motor  OQUipment  at  claimanfs  Peoria  plant.    Claimant  Is  not  en- 
Utled  to  reimbursement  of  expenses  in  moving  and  altering  houses 
for  rental  as  quarters  to  olllcera.     (See  Vol.  VIII.  p.  412.)      (Holt 
Manufacturing  Co.,  Case  No.  3033,  VIII  Uieso  Dec,,  53ii.) 
Where  the  Onited  Btatea  takes  possession  of  claimanfs  plant  under  the 
act  of  August  10,  1917,  and  cUlmant  is  obliged  to  atuuire  a  new 
building  and  make  permanent  ImprovenKmta  thereon  which  enhance 
the  value  of  the  building,  and  also  temporary  Improvements  which 
could  only  be  used  by  an  occupant  of  the  building  engaged  in  the 
same  business  (toasOng  coffee  and  tea),  and  atld  temporary    m- 
provemenu  are  dttm.ntled  after  the  Onited  State.  '»'"™  *'»; 
anf.  plant  to  It,  claimant  1.  enUUed  to  be  raimburaed  the  cost  of 
eapendltura  made  for  such  temporary  improvements,  ■c"'''  "'• 
„S  ther«,n.     (Jewel  Tea  Co.,  C»  No.  8060,  VIII  the  I>«o,  782  > 
Where  the  Onited  State,  take,  over  cuimanfs  plant,  a.  recited  in 
p^^graph  1  above,  and  claimant  is  therefore  obliged  to  handle  It. 
^comUg  green  collee  and  U»  ..v«-al  mora  time,  than  ho  wouM 
S,ve  haMLl  It  had  lU  plant  not  been  rculsltloned,  •■""•  »«^ 
"  .hip  a  part  of  the  green  coda,  and  tea  to  Chicago  which  would 
have  ie'  foasted  In  its  plan,  before  hehig  «-»■»?■  ■»'','°7'°";" 
Soen«a  which  would  not  have  been  incurred  if  Its  plant  had  not 
S^1!SuWUo»ed,  Claimant  is  entlUed  to  „l«b«r»ment  fo,^ 
Sra^  and  expend  so  Incurred.     (Jewel  Tea  Co.,  Case  No.  8066, 

wie"  f  rrmTpuThL  order  ;or  a  50,.t„n  barge  .hich  contain,  a 
JemlLuoT  clause  1.  t.rminat«l,  the  me»>nr.  of  damage.  ■  th» 
SScc  betw«m  the  contract  price  and  the  fair  "«''«""«  »' 
the  batge  at  the  time  the  purchaK  order  wa.  terminated.  (J.  E. 
T  vona.  Cane  No.  3015,  VIII  these  Dec.,  540.)  _  j 

ZZ  ZoZ  Sc  owner  of  the  property  is  ent.Ued  to  reimburse- 
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mrait  for  tbe  amonnt  of  tbe  actual  dama^et  snstalned.  (HarjlRod 
State  Fair  (Inc.),  Case  No.  8038,  VIII  tlieee  Dec.,  547.) 
In  estimating  tbe  measure  of  damages  In  such  drcumstaaces  as  stated 
in  paragraph  1  a  safe  rule  to  follow,  as  prescribed  In  G.  0.  80,  W.  D., 
IdlS,  and  G.  O.  87,  W.  D.,  1S20,  Is  to  determine  the  cost  of  restoration 
ot  the  prNuisea  and  deduct  therefrom  a  certain  «um  as  repreeuitlDg 
the  excess  Talue  of  the  restored  property  over  the  value  of  tbe 
proper^  which  was  dami^ed  or  destroTCd.  (Maryland  State  Fair 
(Inc.),  Case  No.  3038,  VIII  thwe  Dec  047.) 
Ab  to  increased  cost  ot  manufacture  due  to  change  In  metbod 
there  can  be  no  recovery.  (2)  As  to  increased  cost  in  maDufactnre 
due  to  change  In  BpeclBcatlons  relief  Is  granted.  (3)  The  award 
of  the  Ordnance  Section  for  damages  ilue  to  BuqteuBlon  of  the  con- 
tract la  reasonable  and  will  not  be  disturbed.  (Mesta  Machine  Co., 
Case  No.  aooe,  VIII  these  Dec.,  161.) 
Where  a  contract  for  machining  shall  Is  nm>eaded  when  about  one- 
third  complete,  the  cost  of  machinery  used  on  a  previous  contract 
can  not  be  amortlxed,  but  the  expense  ot  reinstallation  and  of  tbe 
necessary  repairs  and  equipment  to  fit  the  machinery  for  use  on  the 
Government  contract  may  be  amortlEod  wh^e  both  the  Oovernment 
and  claimant  contemplated  that  such  exiwoae  would  be  necessary. 
(Piatt  Iron  Works.  Case  No.  2914,  VIII  these  Dec,  482.) 
The  expense  of  normal  current  repairs  due  to  use  of  machinery  In 
machining  shell  under  a  contract  which  Is  afterwards  suspended 
should  bo  absorbed  in  the  price  received  for  the  flnlshed  shell,  and 
no  allowance  can  be  made  therefor.  (Piatt  Iroa  Works,  Case  No. 
2614,  VIII  these  I>ec.,  4S2.) 
Where  by  reason  of  the  suspension  of  a  contract  the  contractor's 
(^portuQity  to  reclaim  spoiled  forglngs  Is  cut  off,  as  is  also  hla 
opportunity  to  recoup  bis  loss  on  spoiled  forginge  in  the  early  stages 
of  the  contract  In  excess  of  normal  spoilage,  the  contractor  1b  entitled 
to  Buch  an  allowauce  on  account  of  BpoHed  forglngs  as  will  reason- 
ably compensate  him  for  such  excessive  spoilage  as  he  would  have 
recouped  had  he  been  permitted  to  finish  the  contract.  (Flatt  Iron 
Works,  Case  No.  2614,  VIII  these  Dec.,  482.) 
Although  the  percentage  of  overhead  to  direct  labor  charged  by  a 
contractor  whose  contract  is  suspended  may  appear  Iilgb,  yet  It 
the  expense  so  chained  was  actually  and  in  good  faith  Incurred  In 
connection  with  the  contract,  and  there  Is  no  evidence  of  negllgaot 
mismanagement,  the  percentage  charged  should  be  allowed  la  an 
offer  of  award  under  a  suspended  contract.  (Flatt  Iron  Works,  Case 
No.  2814,  VIII  these  Dec.,  482.) 
If,  due  to  war  conditions,  the  cost  of  a  necessary  special  facility  Id  the 
nature  of  a.  permanent  addition  to  the  contractor's  plant  is  ab- 
normally high,  the  Government  should  reimburse  claimant  for  tbe 
unamortized  portion  Of  such  excess  cost  upon  suspension  of  the 
contract.  (Piatt  Iron  Works,  Case  No.  2014,  VIII  these  Dec.,  482.) 
Where  the  usual  source  of  supply  for  gauges  was  exhausted,  and  » 
contractor  makes  necessary  gauges  in  Its  shop  and  thereby  Incurs 
experimental  expense  not  reflected  on  view  of  the  gauges  not  con- 
sumed on  Buapenslon  of  the  contract.  It  is  more  equitable  to  amortise 
the  actual  cost  of  all  gauges  prepared  and  necessary  for  tie  extract 
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OTcr  tbe  eotlre  contract  than  to  estimate  tbe  cost  of  tlie  gauges  on 
band  and  allow  the  estimated  coat  of  the  unused  ones  and  one-halt 
the  estimated  cost  of  those  used  but  not  nmaumed.  (Piatt  Iron 
WortcB,  Case  No.  2914,  VIII  these  Dec.,  482.) 

Where  the  contract  provldea  for  an  Increase  In  the  price  of  ahell  if 
engineering  changes  Increase  the  cost,  and  the  cost  of  the  shell  is 
Increased  because  of  changes  In  the  forgings  specification s,  on  sub- 
pension  of  the  contract  the  contractor  is  entftled  to  an  allowance 
sufficient  to  cover  such  excess  cost.  Including  the  cost  of  additional 
equipment.    (Piatt  Iron  Works,  Case  No.  2914,  VIII  these  Dec.,  482.) 

The  unamortized  portion  of  tbe  premium  paid  a  surety  company  for  a 
bond  given  the  War  Credits  Board  as  security  for  a  loan  of  funds 
with  which  to  purchase  materials  Is  an  element  of  cost  Incident  to 
the  contract,  and  on  suspension  of  tbe  contract  tbe  contractor  should 
be  relleTed  thereof,  where  tbe  necessity  for  such  loan  was  contem- 
plated at  the  time  the  contract  was  executed.  (Piatt  Iron  WortB. 
Case  No.  2914,  VJII  these  Dec.,  482.) 

Where  on  suspension  of  a  contract  and  before  the  flnance  forms  are 
available  the  contractor  sets  np  his  claim  on  a  cost-pins  basis  and 
afterwards  la  required  to  set  it  up  on  finance  forms  the  additional 
expense  thus  incurred  is  not  an  Item  of  cost  for  which  the  contractor 
can  be  reimbursed.  (Piatt  Iron  Works,  Case  No.  2914,  VIII  these 
Dec..  482,) 

Where  a  contractor  whose  contract  Is  suspended  Includes  in  hla  claim 
an  Item  for  the  cost  of  materials  In  process  and  a  claim  for  excess  cost 
of  finished  shell,  and  In  an  amended  claim  separatee  the  excess  cost 
into  items  caused  by  engineering  changes  and  excess  early  cost,  im- 
properly Including  the  cost  of  materials  in  process  In  the  early  excess 
cost,  the  error  is  immaterial,  and  If  the  item  of  early  excess  cost  in 
the  sum  claimed  Is  reasonable  tt  is  proper  to  Include  in  an  award  to 
be  offered  on  suspension  of  tbe  contract  an  additional  allowance  for 
the  cost  of  uDworked  direct  materials.  (Piatt  Iron  Works.  Case  No. 
2914,  VIII  these  Dec.,  482.) 

In  order  to  provide  for  shrinkage  tm  materials  taken  from  a  con- 
tractor's storeroom  for  use  od  a  contract  for  machining  shell,  a  per- 
centage determined  from  extended  experience  may  he  allowed  as  an 
Item  of  cost  of  a  suspended  contract  where,  pursuant  to  the  con- 
tractor's custom,  such  perc^itage  Is  necessary  to  show  tbe  true  cost"  of 
such  materials.  (Piatt  Iron  Works,  C^ase  No.  2914,  VIIT  these  Dec., 
482.) 

Where  in  order  to  avoid  an  Increase  in  wages  a  contractor  In  good  faith 
pays  small  bonuses  to  workmen,  such  bonuses  may  be  allowed  aa  a 
part  of  the  labor  cost  In  making  an  award  under  a  suspended  con- 
tract.—(Piatt  Iron  Works.  Case  No.  2914,  VIII  these  Dec.,  482.) 

The  Oorernment  under  the  provisions  of  a  formal  contract  undertook 
to  furnish  complete  drawings  by  December  31, 1917.  The  said  draw- 
ings were  not  supplied  to  the  contractor  until  several  months  there- 
after, thereby  causing  the  contractor  additional  expense  under  the 
contract.  The  Government  is  responsible  for  and  the  contractor  is 
mtltled  to  reimbursement  of  tbe  actual  cost  and  expfflse  to  which  he 
baa  been  subjected.  (Beo  Motor  Car  Co.,  Case  No.  8061,  VIII  these 
Dec.,  823.) 
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This  Is  a  claim  under  General  Order  103  to  adjuat  a  dispute  under  tbe 
terms  ot  the  contract  with  the  Surplus  Property  Division.  Claimant 
was  awarded  37,811- yards  of  duck  kbakl,  30-Inch,  at  a  total  price  of 
$1S,2T0,43,  as  a  result  of  an  advertisement  and  its  proposal.  Claim- 
ant paid  the  required  deposit  of  10  per  cent  on  $1,617.04.  Claimant 
received  a  sample  of  the  goods  and  on  Inquiry  was  Informed  that  one 
edge  van  raw  selvage,  a  fact  not  mentioned  in  the  advertisement  or 
letter  accepting  Its  bid.  Clflimant  then  ordered  1,000  yards,  paying 
the  full  price.  Oulmant  was  advised  that  an  allowance  of  10  per 
cent  would  be  made  if  satisfactory  to  it.  Claimant  requested  tjie 
return  of  Its  deposit  and  10  per  cent  rebate  on  the  1,000  yards  taben. 
Following  the  decision  oC  the  Secretary  of  War  on  appeal  in  the 
Aeronautical  Equipment  Co.  <Inc.),  Sale  B.  C.  A.  17,  It  Is  held  that 
claimant  la  entitled  to  a  cancellation  of  the  contract  as  to  the  balance 
of  the  yardage  and  return  of  its  10  per  cent  deposit.  (J.  Ricbman  & 
Co.,  Case  No.  8039,  VIII  theee  Dec..  281.) 

In  accordance  with  the  provisions  of  Supply  Circnlar  No.  Ill  and  No. 
126,  1918,  no  profit  can  be  allowed  on  direct  material  furnished  by 
subeon tractors.  (Van  EWm  Iron  Works,  Case  Na  3028,  VIII  these 
Dec.,  284.) 

Prorating  overhead  cost  between  the  contractor's  commercial  work  and 
Oovemment  work  on  the  labor-hour  basis  places  an  excess  burden  of 
overhead  cost  on  the  commercial  work,  which  is  unfair  to  the  con- 
tractor when  production  on  Government  work  has  been  greatly  de- 
layed by  the  failure  of  the  Government  to  furnish  drawings,  parts, 
etc.,  on  time.  The  proper  basis  of  prorating  the  overhead  for  the 
period  of  delay  1b  the  basis  that  obtained  wben  the  contractor  finally 
got  Into  production  on  Government  work.  (Van  Dorn  Iron  Worka 
Co..  Casp  No,  3028,  VIIl  these  Dec.  284.) 

Where  claimant  executes  a  flnai  award,  Form  1,  which  purports  to  be  In 
final  settlement  of  a  certain  contract,  without  knowing  the  full 
purport  of  the  award  and  without  intending  thereby  to  release 
another  claim  then  pending  on  the  same /wntract,  and  said  award  ts 
approved  by  the  Ordflance  Claims  Board  and  the  War  Departntmt 
Claims  Board  and  signed  by  representatives  of  said  boards  without 
knowing  that  claimant  had  another  claim  pending  on  the  same  con- 
tract, there  was  a  mutual  mistake  in  making  and  executing  said 
award.  Also  if  the  flntil  award  la  not  Juat  and  fair  there  has  not  be«i 
that  payment,  adjustment,  and  dlscharEC  of  the  agreement  upon  a 
fair  and  equitable  basis  which  the  net  of  March'  2,  1919,  requires  the 
Secretary  of  War  to  make.  An  award  made  under  such  circum- 
stances should  be  vacated  and  another  award  made  upon  a  fair  and 
equitable  basis.  <U.  S.  Cartridge  Co.,  Cases  No.  9048-3052,  VIIl 
tbese  Dec.,  013. ) 

Where  claimant  enters  into  several  cost-plus  contracts  with  the  United 
States  for  the  manufacture  of  rifles  and  munitions  and  the  plant  and 
plant  facilities  used  in  the  manufacture  of  same  were  previously 
constructed  and  Installed  for  the  performance  of  contracts  which 
claimant  bad  with  foreign  Governments,  claimant  is  not  entitled  to 
have  tbe  exi>enditures  made  in  Installing  said  plant  and  facilities 
armortLzed  over  its  contracts  with  the  United  States.  <Wlacheeter 
RepeaUng  Arms  Co.,  Case  No.  3037,  VIII  these  Dec.,  679.) 
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Nor  wtll  8ucb  expenditures  made  aa  set  out  In  paragraph  1  be  treated 
as  an  element  of  coat  under  the  "  Definition  of  Cost  "  pamphlet  Issued 
by  the  Ordnance  Department  June  27,  1617.     (Winchester  Refteatlng 
Arms  Co.,  Case  No.  3037,  VIII  these  Dec.,  67&.) 
CoHiSAcrs,  AnnciPATioiT. 

A  contractor  can  not  be  allowed  for  lossea  incurred  in  connection  with 
commltmentB  made  prior  to  the  date  of  an  Informal  agreement  under 
the  act  of  March  2,  1919,  since  such  commitmentB  could  not  have 
l>eeu  made  on  the  faith  of  the  asreement.  (0.  Anstfirn  ft  Co.,  Case 
No.  2305,  VIII  these  Dec.,  443.) 

Where  claimant,  without  direction  from  some  Government  agent,  in- 
creases its  facilities  upon  the  assumption  that  It  will  receive  tutnre 
orders.  It  does  so  at  Its  own  rlsli,  and  the  Government  la  not  obligated 
to  reimburse  It  socfa  expenditures.  (C.  Austera  ft  Co.,  Case  No.  286T, 
VIII  these  Dec.,  127.) 

Statement  made  by  a  procurement  officer  to  a  contractor  that  the 
United  States  Qovemment  was  badiy  in  need  of  raincoats  and  that 
Claimant  would  be  given  contracts  does  not  create  any  agreement, 
expressed  or  implied,  that  autliorlzes  the  Secretary  of  War  to  pa;  to 
claimant  any  expenditures  made  by  it  in  equipping  a  factory  for  the 
purpose  of  mafelog  raincoats,  especially  In  view  of  the  fact  that 
claimant  was  at  the  time  engaged  in  the  manufacture  of  raincoats 
for  the  Qovemment  and  after  the  equipment  of  the  factory  received 
additional  contracts.  (Newark  Rubber  Co.,  Case  No.  3059,  VIII 
these  Dec.,  5S9.) 
OovnucTB  AsBiONUENT  or. 

Where  a  person  In  his  Individual  capacity  enters  Into  a  contract  for 
supplying  a  prime  contractor  on  a  Government  project  with  certain 
sand  and  gravel  and  thereafter  assigns  the  said  contract  to  a  cor- 
poration such  assignment  precludeds  the  payment  of  any  money  by  the 
United  States  to  claimant  or  his  assignee,  as  such  assignment  Is  pro- 
Ublted  by  the  provisions  of  section  373T,  Revised  Statutes.  (Fitz- 
gerald Constroctlon  Co.,  Case  No.  3043,  VIII  these  Dec.,  346.) 
OonTBACTS,  Breach. 

Where  the  Government  notifies  a  contractor  that  a  contract  must  be 
canceled  claimant  may  refase  to  accept  the  Government's  notice  as  a 
breach  and  may  consider  the  contract  as  still  in  existence.  (Compac 
Tent  Co.,  Case  No.  3018.  Vlil  these  Dec.,  258.) 

Where  claimant  submits  a  bid  to  a  prime  contractor  having  charge 
of  the  construction,  specifying  a  certain  date  on  which  deliveries 
are  to  begin,  which  deliveries  are  necessary  for  the  proper  construc- 
tion of  the  Government  project,  and  claimant  falls  to  begin  delivery 
on  the  date  specified  in  tbe  proposal,  the  prime  contractor  is  Justi- 
fied in  canceling  the  said  order,  and  no  agreement,  express  or  im- 
plied. Is  thereby  created  whereby  the  United  States  Government  is 
In  any  wise  bound  to  reimburse  claimant  for  expenditures  made  In 
an  effort  to  place  itself  In  position  to  maiie  deliveries  within  the 
time  stated  In  its  proposal  to  the  prime  contractor.  (Fitzgerald 
Construction  Co.,  Case  No.  S048,  VIII  these  Dec.,  349.) 

The  failure  of  claimant  to  fnmiidi  a  performance  bond  as  required 
by  a  formal  contract  constituted  such  a  breach  of  the  contract  as 
autliorlzed  the  United  States  to  terminate  the  contract  by  cancelia- 
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tlon.     (West  Coast  Shipbuilding  Co.,  Oaae  No.   2296,  Vin   these 
Dec.,  470.) 

CONTBACTS,  CaNCEUUATION. 
OONTBACTg,  COUPtmCD. 

see  JUBISDICriON. 

CONTKACTTB,  CORSIDERATTOn. 

CoRTBACTS,  ConsTKUcnoi*. 

Where  clBitnant  had  a  proxy-atgned  contract  provldtng  for  the  deliver; 
h7  It  to  the  Goverameot  of  certalo  articles  thereio  called  for  oiioii 
a  cost-plus  basis,  which  said  Informal  contract  was  later  amended 
and  supplemented  by  two  formal  contracts,  the  last  of  which  re- 
duced the  number  of  articles  to  be  delivered  from  4,000,000  to 
230,000  and  provided  that  the  payment  to  claimant  of  SS.50  for 
each  of  the  2,500,000  sheila  "  shall  be  accepted  by  the  said  contractor 
in  full  satisfaction  of  any  and  all  claims  arising  out  of  the  said 
original  contract  as  hereby  amended,"  same  is  a  settlement  contract 
and  release,  and  upon  payment  of  the  same  any  claim  the  c<Hitrector 
might  have  had  against  the  Government  is  fully  satlafled  and  re- 
leased.    (American  Can  Co.,  Case  No.  2010,  Till  these  Dec.,  567.) 

Where  an  informal  proxy-sipied  contract  is  subsequeatly  amended 
by  two  formally  ^ecuted  so-called  suiqilementat  contracts  which 
strike  out  of  the  said  informal  contract  certain  portions  thereof 
relating  to  the  method  of  payment  and  the  funtlablng  of  materials 
and  providing  that  the  articles  contracted  for  shall  be  paid  for  on 
a  unit-price,  basis  instead  of  a  coet-i^us  basia,  the  Informal  contract 
Is  merged  In  the  subsequently  executed  formal  supplements.  (Ameri- 
can Can  Co.,  Case  No.  29IB,  VIII  these  Dec.,  667.) 

Unless  especially  provided  in  the  contract,  or  the  necessity  thereof 
contemplated  at  the  time  the  contract  was  made  and  their  cost  in- 
cluded In  the  contractor's  estimate  of  cost,  there  can  be  no  recovery 
for  the  cost  of  special  or  increased  facilities.  (American  Propeller 
&  Manufacturing  Co.,  Case  No.  8054,  these  Dec.,  743.) 

Where  claimant  has  a  contract  to  dye  and  waterproof  certain  airplane 
hangars  at  the  rate  of  80  per  day,  but  (Hily  treats  &  to  10  per  day, 
and  cars  shipped  by  the  Govemmeat  to  claimant  containing  bai^ara 
accumulate  on  the  sidetrack,  and  claimant  la  ther^y  compelled  to 
pay  demurrage  on  same,  the  said  demurrage  can  not  be  recovered 
from  the  Governraeut  as  the  accumulation  of  care  was  caused  by 
claimant's  failure  to  comply  with  the  tenns  of  its  contract  (Baker 
&  Lockwood  Manufacturing  Co.,  Case  No.  8022,  VIII  these  Dec,,  190.) 

Where  a  auMtlemental  agreement  with  the  contractor  provided  for  the 
erection  of  a  heat-treating  plant  which  was  to  be  paid  for  by,  and 
become  the  property  of,  the  United  States,  the  estimated  co«t  of 
which  was  placed  at  $12,000,  but  the  actual  cost  of  which  was 
in  excess  oC  (16,000,. the  contractor  Is  entitled  to  reimburaoneDt 
to  the  extent  of  the  actual  cost  of  said  heat-treating  plant.  (Law- 
rence P.  Casbman,  Trustee  In  Bankruptcy  for  Bell  Uanufiictnrlnc 
Co.,  Case  No.  3069,  VIII  these  Dec..  848.) 

In  a  formal  contract  containing  a  provision  that  "  Nothing  herein  con- 
tained shell  be  de««ned  to  Impose  any  obligation  on  the  part  of  tbe 
United  States  to  guarantee  the  delivery  of  any  spedflc  quantltj  of 
garbage"  there  Is  no  obligation  on  tbe  part  of  the  United  States  to 
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malntBlD  any  troops  at  tbe  coinp  referred  to  in  said  contFBCt  during 
the  period  covered  by  the  contract.  (Wm.  J.  Cocfeei  Oase  No.  8020, 
VUI  theae  Dec.,  101.) 

Where  fonaal  contra.ct  provldefl  for  liquidated  damages  for  delay  la 
delivery  of  tbe  articles  contracted  for,  bnt  provides  that  delays  dne 
to  "labor  strikes  In  tbe  works  on  the  contractor"  are  to  be  con* 
sldered  as  due  to  anaroidable  causes,  and  a  strike  occnra  In  a  plant 
of  the  subcontractor,  the  prime  contractor  can  not  take  advantage  of 
sttch  Btrlke  as  an  excuse  for  failure  to  deliver  the  article  contracted 
for  on  time.  Held,  claimant  not  entitled  to  remission  of  the  liqaldated 
damages  which  were  deducted  from  the  contract  price.  (Dale  Ma- 
chinery Co..  Case  No.  3040,  VIII  these  Dec.,  529.) 

Where  a  purchase  order  for  work  on  thread  gauges  provides  for  the 
replacement  of  rejected  -gauges  at  contractor's  expense,  and  claim- 
ant immediately  enters  an  objection  to  this  provision,  bnt  accepts 
the  order  by  commencing  performance  of  same  after  an  interview 
with  a  Ooremment  oOldal,  who  Informs  claimant  that  this  pro- 
vision can  not  be  eliminated,  the  terms  of  the  purchase  order  will  be 
strictly  followed  In  determining  a  settlement  with  claimant  after 
suspension.   <Goddard  Tool  Co.,  Case  No.  304S,  Till  these  Dec.,  658.) 

Where  a  claimant  has  a  formally  executed  contract  to  construct  cer- 
tain roads  which  are  shown  on  the  general  authorization  for  road 
construction  at  a  United  States  Army  cantonmrait,  and  while  so  en- 
gaged upon  the  construction  work  Is  directed  by  the  camp  construct- 
ing  quartermaster  to  build  an  emergency  road,  or  one  not  con- 
templated under  the  original  contract,  and  where  the  contractor 
complies  with  the  Instructions  of  the  camp  qnartermaster  and  com- 
pletes the  emergency  roadway,  and  later,  becanse  the  fnnda  appro- 
priated to  the  work  under  the  contract  having  become  exhausted, 
two  of  the  authorized  road  projects  are  abandoned,  the  emergency 
roadway  will  be  considered  as  having  been  substituted  in  Hen  of  the 
abandoned  authorized  road  projects,  and  the  contractor  la  not  en- 
titled to  receive  a  fee  under  these  conditions  greater  than  that 
stipulated  In  his  formal  contract  (Harry  E*.  Hann,  Case  No.  8007, 
VIH  these  Dec.,  601.) 

Where,  claimant  sells  wool  to  the  Oovemment  In  1918  under  regula- 
tions Issued  by  the  War  Industries  Board  for  tbe  clip  of  UtlS,  which 
regulations  provide  that  the  wool  shall  be  taken  Dver  by  the  Gov- 
ernment at  certain  prices,  depending  upon  Its  quality  and  condition, 
there  is  no  agreement,  express  or  implied,  whereby  the  Government 
Is  obligated  to  pay  to  the  claimant  any  sums  other  than  as  set  out  In 
the  said  reguIaUons.  (Hart  Wool  Co.,  Case  No.  3016,  Vtll  theae 
Dec.,  272.) 

Wlien  tbe  claimant  had  a  contract  to  ten  Oovemmeat-owned  sheep- 
skins and  a  price  to  be  paid  thereunder  was  flxed  on  an  under- 
standing that  there  was  to  be  no  delivery  until  required  by  the  Gov- 
ernment and  that  they  might  be  stored  for  a  reasonable  time,  the 
expotse  of  storage  and  inenrance  to  be  borne  by  claimant  even  to 
the  extent  of  storing  the  articles  In  a  public  warehouse  if  so  re- 
quested by  tbe  Government,  it  was  tbe  duty  of  the  claimant  to  hold 
the  nrtleli's  until  deliverj'  was  oniered  and  there  arose  no  liability 
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on  the  Oovernment  to  pa^  storage  or  Insurance  costs  until  a  reason- 
able time  after  claimant  had  notified  the  Qoverament  and  reqoected 
removal.  (A.  C.  Lawrence  Leather  Co.,  Case  No.  1933,  Till  these 
Dec.,  142.) 

Where  a  constnictlng  qnartermaster  Instmcta  a  railroad  company  to 
fumlah  material  and  labor  for  certain  additions  and  betterments  In 
accordance  with  a  previous  informal  written  nnderstanding  that  the 
company  wonld  be  reimbursed  for  expenses  Incurred  In  said  work, 
and  the  company  thereafter  constructs  additions  and  betterments, 
the  Government  is  obligated  under  the  act  of  March  2,  1919,  to  pay 
claimant  for  such  additions  nnd  betterments  constructed  on  the  Gov- 
ernment reservations.  {Louisiana  Railway  &  Navigation  Co.,  Case 
No.  2859,  VIII  these  Dec,  166.) 

Where  the  written  contract  Incorporates  Schedule  A  which  specifies 
the  physical  properties  of  the  foregoing  to  be  produced,  but  Is  silent 
as  to  the  metliod  to  be  employed  to  obtain  those  phyBlcal  properties, 
and  the  contract  also  contains  a  provision  for  reimbursing  the 
contractor  for  any  Increase  in  cost  of  manufacture  due  to  changes 
In  the  epeciflcations,  and  the  contractor  Is  forced  to  employ  a 
more  espenBive  method  in  manufacture  than  was  contemplated  at 
the  time  the  contract  was  negotiated,  such  increase  in  coat  of  miinu- 
fticture  does  not  come  within  the  provision  of  the  contract  relating 
to  changes  In  specifications.  (Mesta  Machine  Co.,  Case  No.  3006, 
VIll  these  Dec.,  15L) 

Where  the  written  contract  contains  a  provision  for  reimbursing  the 
contractor  for  any  increase  in  cost  of  manufacture  due  to  change  iu 
specifications,  and  changes  are  made  In  speciflcBtlonB  which  Increase 
the  cost  of  manufacture,  the  contractor  is  entitled  to  reimbursement 
for  such  increased  cost  (Mesta  Machine  Co.,  Case  No.  3006,  VIII 
these  Dee.,  151.) 

Where  the  written  contract  contained  a  termination  clause  which  per- 
mits tlie  contractor  to  purchase,  at  a  reduced  price  to  be  agreed  upon, 
faclliUee  furnished  by  the  Government,  and  tlie  bureau  board  makes 
an  award  in  the  nature  of  a  rebate  on  the  price  to  be  paid  for  such 
facilities,  aa  damages  sustained  by  reason  of  the  termination  of  the 
contract,  such  an  award  will  not  be  disturbed  in  the  absence  of  evi- 
dence that  It  is  unfair.  (Mesta  Machine  Co.,  Cose  No.  3006,  VIII 
tliese  Dec.,  151.) 

Where  the  claimant's  contract  provides  for  delivery  of  haj'  f.  o.  b.  at 
a  certain  point  and  claimant  delivers  tlie  hay  there,  the  title  to  such 
bay  thereupon  passes  to  the  Government,  and  the  Government  Is 
liable  to  claimant  for  the  contract  price  of  the  article  so  delivered. 
(Albert  Miller  &  Co..  Case  No.  a>l9,  VIII  these  Dec.,  188.) 

Where  a  formal  contract  has  a  clause  providing  that  the  same  can  be 
terminated  if  the  public  interest  shall  require,  and  in  that  event  the 
contractor  shall  be  paid  10  per  cent  of  the  amount  of  materials, 
etc.,  on  hand  not  in  the  course  of  manufacture,  and  has  a  further 
clause  providing  that  in  case  of  such  termination  the  contractor  be 
In  default,  upon  the  statement  in  writing  of  tlie  contracting  officer 
that  the  contractor  has  in  good  faith  used  his  best  eCTorts  in  the  per 
formance  of  the  contract  be  shall  be  paid  a  compensatiOD  of  not 
more  than  10  and  not  less  than  6  per  cent  of  the  amount  at  such 
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materials,  and  the  evldoice  Btiows  the  contmctor  to  be  in  default  it  la 
a  condition  precedent  that  before  any  payment  can  be  made  to  the 
contractor  upon  such  termination  of  the  contract  that  the  contracting 
omcer  Bball  certify  In  writing  that  the  contractor  has  used  its  best 
efforts  to  perform  the  contract  m  accordance  with  the  terms  tliereof, 
(N.  T,  Air  Brake  Co.,  Case  No.  3026,  VIII  these  Dec.,  662.) 

Where  no  such  statenient  In  writing  has  been  made  by  the  contracting, 
officer,  but  the  district  ordnance  claims  board  and  the  Ordnance 
Section,  War  Department  Claims  Board,  have  stated  in  their  opinion 
that  the  contractor  has  used  hla  heat  effortB  in  the  performance  of 
his  contract,  upon  appeal  to  this  board  by  the  claimant,  the  some  is 
B  repudiation  of  the  decision  of  the  district  ordnance  claims  board 
and  the  Ordnance  Section,  War  Department  Claims  Board,  and  the 
claim  comes  before  this  board  de  novo  and  without  any  expresalon  of 
opinion  from  anyone  that  the  contractor  has  used  his  t>est  etforta  in 
tlie  performance  of  the  contract,  and  this  Iward  is  within  its  rights 
In  saying  that  In  Its  opinion  the  contractor  has  not  used  its  best 
efTorts  In  the  performance  of  the  contract.  (N.  X.  Air  Broke  Co-, 
Case  No.  3026,  VIII  these  Dec.,  662.) 

Where  a  formal  contract  has  a  clause  providing  that  the  contractor 
shall  be  paid  In  accordance  witb  certain  provisions  thereinbefore  set 
out  in  case  the  continued  performance  of  the  contract  "  la  prevented 
by  acts  of  war,  riots,  or  incendiarism,  or  other  causea  beyond  the 
control  and  without  the  fault  of  the  contract  which  may  be  directly 
traceable  to  the  war  now  existing  between  the  United  Statics  and 
Germany,"  and  the  said  performance  is  not  prevented  by  acts  of  war, 
riots,  or  incendiarism,  the  said  clause  must  be  construed  to  mean 
acts  analogous  to  acts  of  war,  riots,  or  Incendiarlam  and  does  not 
include  the  delays  claimant  snttered  by  inability  to  secure  prompt 
delivery  of  material  or  supplies  or  to  secure  an  adequate  force  of 
labor.     (N.  Y.  Air  Brake  Co.,  Caae  No.  3026,  VIII  these  Dec.,  662.) 

Where  the  enumerated  excuses  for  the  nonperformance  within  the 
time  limit  of  the  contract  are  acts  of  war,  riots,  and  incendiarism 
and  is  then  followed  by  the  general  phrase  "  other  causes  beyond  the 
control  and  without  the  fault  of  the  contractor  which  may  be  directly 
traceable  to  the  war  now  existing  between  the  United  States  and  Ger- 
many," and  none  of  the  enumerated  excuses  of  war.  riots,  or  in- 
cendiarism happen,  but  claimant  was  delayed  by  his  inability  to 
promptly  get  materials,  labor,  etc.,  the  general  causes  following  the 
enumerated  causes  can  not  be  extended  to  the  extent  necessary  to 
Include  the  alleged  failure  to  secure  materials,  supplies,  etc.,  promptly. 
If  the  geneiral  phraseology  could  cover  all  the  causes  In  fact  beyond 
the  contractor's  control  It  would  cover  the  expressly  enumerated 
causes  and  their  inclusion  in  the  contract  would  be  ineffective  and 
meaningless,  and  It  can  not  be  presumed  that  the  itpeclBc  provisions 
would  have  been  stated  if  they  were  covered  by  tlie  general  pro- 
rislons,  and  the  entire  paragraph  must  he  e*o  construed  as  to  allow 
each  poriion  thereof  to  have  Its  full  and  adequate  effect  The  doctrine 
of  "ejusdem  generis"  (of  the  same  nature)  Is  applicable  to  this 
case  and  the  words  ftrilowlng  the  enumerated  words  must  be  con- 
strued to  include  only  causes  that  were  of  the  same  nature  as  war, 
riots,  or  incendiarism  and  can  not  Include  the  other  delays  com- 
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pUlned  of  by  the  contractor.  Thle  rule  Is  dearly  Btsted  In  the  case  of 
Mich.  V.  RubbOI  (136  lU.  22,  26  N.  E.  528) :  "Br  aroUcaUon  at  the 
maxim  'ejuadem  goierlii'  (of  tbe  same  nature)  (ceoeral  and  specific 
words  which  are  capable  of  aa  anatoKoua  meaning,  being  asaotiated 
together,  tilfee  color  from  each  otber,  so  that  the  general  words  are 
restricted  to  a  sense  analogous  to  the  less  general."  (N.  T.  Air 
Brake  Co.,  Case  No.  3026.  VIII  these  Dec.,  M2.) 

Where  a  contract  provides  tbat  the  cost  of  Increased  faculties  of 
articles  for  which  the  United  States  shall  p&f  shall  be  in  accnrdance 
with  Ordnance  Department  pamphlet  "  Definition  of  Cost  Pertaining 
to  Contracts,"  dated  June  27,  1917,  which  la  attached  to  and  made 
a  part  thereof,  which  pamphlet  under  paragraph  47  provides  only  for 
the  payment  of  Interest  on  Investment  or  bonded  debts  and  for  monc? 
borrowed  to  finance  the  purchase  of  materials  necessary  to  complete 
the  contract,  no  Interest  can  be  paid  claimant  on  various  balances  doe 
it  by  the  United  States  even  though  claimant  is  correct  in  its  al- 
legation that  It  expended  Its  own  money  for  tbe  purchase  of  ma- 
terlal?  for  the  United  States  Oovemment  and  thereafter  borrowed 
money  to  take  its  place.  The  contract,  being  a  formal  contract,  must 
l>6  strictly  construed  and  this  Board  can  not  go  outside  of  its  plain 
provisions.  (N.  T.  Air  Brake  Co.,  Case  No.  3026.  VIII  these  I>ec„ 
662.) 

Where  a  railroad  company  at  the  request  of  the  Government  con- 
structs a  siding  adjoining  a  chemical  plant  operated  by  the  Oovem- 
ment, the  Oovemment  is  obligated  to  reimburse  the  railroad  com- 
pany for  the  cost  of  the  construction  and  removal  of  that  portion  of 
the  sIdlDg  oa  the  railroad  right  of  way  from  the  clearance  point  to 
tbe  outer  boundary  of  the  right  of  way  In  addition  to  that  portion  of 
the  siding  beyond  the  right  of  way.  (New  York  Gentml  Railroad 
Co.,  Walker  D.  HInes,  Director  General  ot  Railroads,  Case  No.  2606, 
VIII  these  Dec.,  177.) 

Interest  paid  and  to  be  paid  on  a  loan  from  the  War  Credits  Board  for 
the  purchase  of  material  for  use  in  connection  with  the  contract  for 
the  machining  of  shell  Is  an  element  of  cost,  and  en  suspradon  ot 
the  contract  the  contractor  should  be  relieved  tbeieof,  where  the 
Ordnance  Pamphlet  entitled  "  Definition  of  Costs  Fartainlng  to 
Contracts,"  dated  ^ne  27,  1917,  Is  a  part  of  the  contracL  (Piatt 
Iron  Works,  Case  No.  2914,  VIII  these  Dec.,  482.) 

Where  a  formal  cost-plua-flxed-profit  contract  provides  that  the  con- 
tractor shall  supply  "at  the  most  reasonable  prices  obtainable 
*  *  *  such  plant,  machinery,  tools,  and  otber  facilities  *  •  • 
and  the  like,  as  may  be  necessary  to  enable  *.  *  *  all  the  reqnlre- 
ments  of  this  contract  *  *  *  to  be  complied  with  In  manner 
satisfactory  to  tbe  contracting  officer,"  and  tbe  contractor  purchases 
additional  machine  tools  lor  tbe  perfornance  of  said  contract  upon 
the  urgent  insistence  of  officers  of  the  Government,  tbe  contractor  is 
entitled  to  proper  reimbursement  for  the  cost  of  said  machine  tools 
under  the  contract.  (Reo  Motor  Car  Co.,  Case  No.  3061,  VIII  these 
Dec.,  823.) 

Where  a  cost-plus-flxed-proflt  contract,  after  designating  certain  spe- 
cific items  of  cost,  in  each  instance  ^:baustlng  the  class,  provides 
Id  a  blanket  clause  that  "  further  allowances  of  cost  from  time  to 
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time  may  be  made  by  the  coatnctlnK  officer,"  the  "  Items  of  coat " 
contemplated  In  that  clause  are  not  limited  to  Items  analogous  to 
these  set  foith  theretofore,  but  include  any  coet  neceBBary  to  the 
performance  of  the  contract  In  this  case  this  Board  flnda  that 
the  attitude  and  acts  of  GoTenunent  officera  cooatitute  an  allowance 
so  far  SB  the  purchase  of  additional  machine  tools  Is  concerned. 
(Reo  Motor  Car  Co.,  Case  No.  3061,  Till  these  Dec.,  823.) 

A  format  contract  must  be  construed  in  accordance  with  the  clear 
nteanlus  of  the  written  instniineDt.  Therefore,  where  the  said  con- 
tract makes  no  provlslona  for  payment  by  the  Government  of  the 
cost  of  plant  rearrang«nent,  either  before  or  after  the  performance 
of  the  contract,  the  contractor  la  not  entitled  to  recover  from  the 
Governm^t  any  portion  of  these  costs.  (Ii«o  Uotor  Gar  Co.,  Case 
No.  3061.  Tin  these  Dec.,  S2S.) 

Where  abandonmoit  of  work  done  by  the  Govenunent  was  discussed 
betneea  the  subcontractor  and  the  constructing  quartermaster  prior 
to  the  execution  of  the  subcontract  relatKe  to  what  schedule  of  per- 
centages should  be  allowed  In  case  the  work  was  abandoned,  and  the 
subcontract  is  silent  as  to  abandonment  of  the  work,  all  prior  dis- 
cussions and  negotiations  are  merged  into  the  signed  contract  whidi 
ezpreeaee  the  meeting  of  the  minds  of  the  parties.  (Snare  &  Trlest 
Co.,  Case  No.  3047,  Till  these  Dec.,  468.) 

Where  the  claimant  and  the  Government  have  entered  into  a  formal 
supplemental  settlemrait  contract,  for  a  specific  sum  to  be  paid  upon 
the  performance  of  certain  acts  by  both  claimant  and  the  Govern- 
ment and  the  said  acts  have  been  performed  by  both  parties,  the 
Government  is  bound  b7  the  terms  of  the  contract  as  executed  in 
same  manner  as  an  IndividuaL  (Sutton  Chemical  Co.,  Case  No. 
8041,  Till  these  Dec.,  8S2.) 

Where  thne  Is  no  evidence  of  fraud  or  mistake  the  provisions  of 
the  contract  govern,  and  the  Goveminent  can  not  withhold  part 
payment  of  the  agreed  settlement  by  reason  of  the  arising  of  cer- 
tain contingencies  that  might  have  t)een  foreseen  but  were  not  pro- 
vided for  in  the  settlement  contract,  the  said  contingencies  having 
later  presented  themselves  and  the  Government  paying  for  the  same, 
as  they  were  not  provided  for  In  the  instrument  at  the  time  of 
execution.  (Sutton  Chemical  Co.,  Case  No.  3041,  Till  these  Dec, 
882.) 

In  the  absence  of  duress,  fraud,  or  mistake  of  tact  prior  oral  nego- 
tiations are  merged  in  the  subsequent  written  instrument  signed  by 
the  parties,  and  It  makes  no  difference  that  the  Instrument  was 
proxy-signed  on  the  part  of  the  United  States.  (Western  Cartridge 
Co.,  Case  No.  3056,  Till  these  Dec.,  460.) 

Where  a  daimant  enters  Into  several  cost-plus  contracts  with  the 
United  States  for  tbe  manufacture  of  rifles  and  munitions  and 
the  plant  and  plant  facilities  used  in  tbe  manufacture  of  same  were 
previously  conatructod  and  Installed  for  the  performance  of  con- 
tracts which  claimant  had  with  foreign  Governments,  claimant  is 
not  entitled  to  have  the  expmidttures  made  in  Installing  said  plant 
and  facltitieB  amorttied  over  its  contracts  with  tbe  United  States. 
(Winchester  Repeating  Arms  Co.,  Case  No.  3037,  Till  these  Dec., 
«T9.> 
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Wbere  no  exp^udlturee  have  been  made  or  no  obligations  Incaned 
upon  the  faith  of  a  formal  contract,  relief  will  be  denied.  Tlie 
Secretary  of  War  has  not  authorized  the  bnreau  boards  to  adjust 
claims  based  on  formallf  executed  contracts  or  informal  coDtracta 
exc^t  wbere  expenditures  have  been  made  or  obligatio&e  bave  beoi 
ln€UTre<I  upon  the  faith  of  the  same.  (Comm^^al  Bank  of  Spanish 
America  (Ltd.).  Case  No.  3084,  VIII  these  Dec,  655.) 

Where  a  formal  cost-plus  contract  providing,  among  other  things,  for 
Increased  facilities  is  later  amwded  by  an  Informal  sopplemental 
contract  increasing  the  amonnta  that  can  be  spent  for  special  tadh- 
ties,  and  is  in  tum  again  amended  bf  a  formal  supplemental  con- 
tract providing  for  greater  additional  increased  facilities,  the  first 
Informal  supplemental  contract  Is  merged  In  the  second  formal  anpple- 
mental  contract,  and  the  contracts  before  this  Board  for  construction 
are  therefore  formal  contracts  and  the  act  of  March  2, 1919,  can  not 
be  applied  to  the  settlemoit  of  the  same.  (New  Yort  Air  Bralie  Co., 
Case  No.  3026,  VIII  these  Dec.,  662.) 

COHTBACTTB,    IllFIJH). 

Where  In  transactions  between  tbe  Qovemmait  and  claimant  It  had 
been  customary  for  the  VfooA  Chemical  Section  of  the  War  Indus- 
tries Board  to  cause  to  be  Bhl[q»ed  to  claimant  acetate  of  lime  and 
thereafter  to  Issue  orders  to  clnimaut  for  the  manufacture  of 
methyl  acetate  from  said  lime  and  required  claimant  to  purchase  and 
pay  for  the  acetate  of  lime  and  hold  the  same  subject  to  further 
orders  by  the  Wood  Chemical  Section  of  the  War  Industries  Board, 
and  after  the  receipt  of  the  lime  by  claimant  and  after  tt  had  paid 
therefor  claimant  receives  no  further  orders  for  methyl  acetate, 
there  is  an  implied  agreement  on  the  part  of  the  Government  within 
the  meaning  of  the  act  of  March  2,  1919,  to  reimburse  claimant  for 
the  cost  of  the  acetate  of  lime  and  to  otherwise  save  claimant  barm- 
less  from  any  toss  on  account  of  the  transaction.  (Alcohol  Products 
Co.,  Case  Xo.  194,  VIII  these  Dec.,  114.) 

Where  claimant  Is  authorized  by  an  officer  of  Ordnance  Department  to 
make  experimental  castipgg  of  n'ckel  steel,  (or  purpose  of  having 
chemical  tests  made,  and  in  course  of  the  work  expenses  are  In- 
curred which  were  incidental  and  necessary,  and  where,  In  order 
to  conserve  excess  metal.  It  became  necessary  to  pour  such  metal 
Into  smaller  molds,  and  where  the  Government  takes  possession  of 
such  smaller  castings,  there  is  an  implied  agre^nent  on  the  part  of 
the  Government  to  reimburse  claimant  snch  expenses,  and  to  pay 
for  the  small  castings  at  the  fair  market  value  thereof  at  the  time 
they  were  taken.  (Baltimore  Trust  Co.  4  C,  C.  Pusey,  receiverB  of 
the  Hess  Steel  Co.,  Case  No.  3009,  VIII  these  Dec.,  180.) 

Where  Government  officers  authorized  a  privately  owned  antomc4>|]e 
to  be  used  In  the  Government  service,  and  the  automobile  was  so 
used,  there  Is  an  implied  agreement  created  whereby  the  United 
States  Is  obligated  to  reimburse  the  owner  thereof  for  soch  aoioont 
which  the  owner  has  necessarily  ^:pended  in  the  upkeep  of  the  aato- 
moblle  for  that  period  of  time  It  was  so  used.  (R.  Boyd  BarM^ 
Case  No.  8046,  vni  these  Dec.,  414.) 
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Contracts,  Implibd — ContlDned. 

Where  during  the  past  emergencr,  and  while  the  ratlroada  were  nnder 
the  control  of  the  United  States  OoTemment,  machinery  wu  ahlpped 
to  the  claimant  compaoy  and  the  railroad  failed  to  deliver  within 
time  for  it  to  comply  with  its  contract  with  the  prime  contractor 
for  the  delivery  of  sand  and  gravel  by  July  1, 1B18,  no  Implied  agree- 
ment ther^y  results  that  the  Secretary  of  War  is  authorized  to  ad- 
just or  settle  under  the  provisions  of  the  D«it  Act.  As  the  Railroad 
Administration  operating  the  railroads  was  a  separate  and  distinct 
organization  the  Secretary  of  War  Is  Id  no  wise  responsible  for  Its 
acts  of  commission  or  omission  and  has  no  authority  to  adjust 
or  settle  any  damages  resulting  from  its  failure  to  make  propep  de- 
liveries. (Fitzgerald  Const ructioh  Co.,  Case  No.  8043,  VIII  these 
Dec.,  S49.) 

An  Implied  agreement  doea  not  arise  under  the  act  of  Uarch  2,  1818, 
from  the  requests  of  Qovemment  officials  for  the  contractor  to  In- 
crease production.  (Goddard  Tool  Co..  Case  No.  8045,  VIII  these 
Dec.,  CDS.) 

Where  OoTemment  officer  requests  certain  repair  work  to  be  done  on 
Ooveniment  property  and  the  repairs  are  done  an  Implied  agreement 
arises  obligating  the  United  States  to  reimburse  claimant  the  actual 
cost  and  expenses  of  labor  and  materials  furnished  in  making  the 
repairs.  (Pennsylvania  Railroad  Co.,  case  No.  3010,  VUI  these  Dec, 
335.) 

Where  Government  officer  requests  that  workmen's  train  service  be 
extended  from  station  on  the  main  line  of  a  railroad  to  Oovemment 
proving  grounds  for  the  benefit  of  Government  employees,  and  in 
accordance  with  such  request  the  train  service  Is  so  extended  over  the 
tracks  of  the  proving  grounds,  an  implied  agreement  arises  obli- 
gating the  United  States  to  reimburse  the  fair  and  reasonable  value 
of  such  service  for  the  period  of  time  the  service  was  rendered. 
(Pennsylvania  Railroad  Co.,  Case  No.  3010,  VIII  these  Dec.,  385.) 

Where  claimant  was  engaged  In  ttie  production  of  plane  tables  and 
its  contract  was  about  to  expire,  and  it  applied  to  the  Government  for 
a  new  contract  and  was  advised  that  same  would  come  through 
shortly,  and  during  the  conversation  claimant  was  told  not  to  dis- 
charge Its  force  but  to  keep  tlie  same  Intact,  and  to  proceed  to  get 
the  necessary  mat<>ria1  and  supplies  for  continued  production,  an 
agreement  was  thereby  entered  Into  t)etween  the  claimant  and  the 
Government  whereby  the  Government  Is  obligated  to  pay  to  claim- 
ant the  reasonable  expenditures  made  In  complying  with  socb 
request.  (Pfau  Manufacturing  Co.,  Case  No.  1779,  VIII  these  Dec, 
213.) 

Where  claimant  was  told  by  a  contracting  or  negotiating  officer  that  a 
contract  for  additional  plane  tables  was  coming  ttirough  and  daimaat 
thereupon  made  commltm^ts  with  certain  eompasa  manufacturers, 
there  is  an  agreement  whereby  tiie  United  States  is  obligated  to  pay 
claimant  for  such  reasonable  commitments  as  were  made  on  the  Aiitli 
of  the  said  agreement.  (Pfau  Manufacturing  Co.,  Case  No.  1779, 
VIII  these  Dec.,  218.) 

An  Implied  agreement  under  the  act  of  March  2,  191&,  does  not  arise 
from  assistance  given  a  contractor  by  the  War  Departni«it  in  se- 
curing a  loan  from  the  War  Finance  Corporation  even  thmigli  It 
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appears  that  tbe  loan  would  not  have  been  made  bad  not  t£te  War 
DepartmeDt  urged  the  War  Finance  Corporation  to  asslat  the  con- 
tractor.    (Uollln  Chemical  Co.,  Case  No.  2911,  VIII  these  Dec,  120.) 
CoHTa&CTS,  InTouiAi. 

Where  a  contractor  at  the  request  ol  an  officer  of  the  Ordnance  Pro- 
ductlon  Dqurtment  pun^iases  additional  machluerr  to  expedite  pro- 
duction on  a  c<H)tract  which  has  been  delayed  by  failure  of  the  Ord- 
nance Department  to  make  deliveries  of  for^ngs  on  thne,  and  Is 
promised  that  the  United  States  will  relmbnrBe  it  for  such  expendi- 
tures, auch  foots  conadtate  an  Informal  agrettnent  within  the  pur- 
view of  the  act  of  March  2,  1BI9.  (Garlson-Woistrom  Co.,  Gaae  No. 
2511.  Vni  these  Dec..  180.) 

ColtTBACTB,  OBAI. 

Where  claimant  «itered  Into  written  negotiation  with  duly  authorized 
Government  officer  In  the  shape  of  propoeal«,  which  pn^KMals  were 
duly  accepted,  and  the  claimant  proceeded  to  perform  the  work  and 
afterwards  entered  Into  a  so-called  formal  contract  aubseqnent  to 
the  complete  performance  of  the  work,  this  Board  will  hold  the  said 
formal  contract  Invalid  and  claimant  Is  entitled  to  relmborsement  In 
accordance  with  the  former  proposals  and  acceptances  ^changed 
between  claimant  and  the  Government  officer  prior  to  the  pNform- 
ance  of  the  work.  (James  Sbewan  &  Sons  Inc.,  Case  No.  8017,  Till 
these  Dec.,  4S6.) 

GOHTSACTB,  Pb^abatiok. 

GOHTKACTB,  Pbomisk. 

COKTBACTS,  PBOXT-SIORED. 

CaHi«ACTS,  Secouukhdatton. 
GoHnucTrB,  Rx-fobvatton. 

The  Secretary  of  War  can  only  re-form  contracts  oo  the  groond  of 
mistake  under  such  circumstances  as  would  Justify  a  court  of  eqnitr 
in  re-forming  a  contract,  and  the  evidence  must  be  clear  and  positive 
and  establish  by  a  preponderance  of  tbe  same  tbe  existence  of  the 
mistake  alleged.  (American  Can  Co.,  Case  No.  2819,  Till  these 
Dec.,  567.) 

Where  claimant  entered  into  a  termination  contract  with  the  Oovera- 
ment  on  account  of  any  claim  or  commitment  under  the  said  coo- 
tract,  the  same  Is  final  and  can  not  be  reopened  by  this  board  or  re- 
formed except  in  the  case  of  fraud  or  gross  mistake,  and  the  same 
Is  binding  upon  the  claimant  and  It  is  precluded  from  setting  op 
any  further  commitments  under  the  said  contract.  (Baker  St  hock- 
wood  Manufacturhig  Co.,  C^se  No.  3022,  Vlil  these  Dec.,  IBS.) 

The  Secretery  of  War  can  only  re-form  contracts  on  the  ground  of 
mistakes  under  such  circnmstancea  as  would  Justly  a  court  of 
equity  in  re-EormIng  a  contract.  (Kalbflelsch  Corp.,  Case  No.  9M4, 
VIII  these  Dec.,  480.) 

In  order  to  Justify  the  re-formation  of  a  contract  on  the  grounds  of 
mutual  mistakes  the  testimony  must  be  clear  and  cogent  and  must 
establish  a  mutual  mistake  of  a  fact  tiavlng  a  present  or  past  ex- 
istence and  must  show  that  at  the  time  of  the  execntion  of  the  con- 
tract the  parties  Intended  to  say  a  certain  thing  and  by  mistake 
expressed  another.  (Kalbflelsch  Corp.,  Case  No.  3044,  VIII  theae 
Dec.,  4G0.) 
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Where  n  tonnal  contraa  U  entered  into  tbat  attempts  to  embody  a. 
prior  Informal  aKceement  and  the  said  contract  la  signed  long  after 
the  work  contemplated  in  the  said  Informal  agreement  has  been 
completed,  the  said  formal  contract  so  entered  Into  la  null  and 
and  void  and  thia  board  ha«  no  power  to  re-form  the  said  formally 
ezecnted  contract.  (Jamea  Shewan  tc  Sons  (Inc.).  Case  No.  8017, 
VIII  tiese  Dec,  436.) 

Where  clalmant'e  representative  is  verbally  told  by  officers  of  tbe 
L^al  Section  and  of  the  Procurement  DlvlaloD  of  tbe  Ordnance  De- 
partment that  written  contracts  with  hla  company  would  contain  a 
labor-dlapatee  clause  atmllar  to  that  contained  In  "  InstmctlonB  to 
blddera,"  and  the  labor-disputes  clanae  la  omitted  from  the  written 
contracts  by  mutual  mistake,  and  Ita  omlsalon  is  not  discovered  by 
the  contractor  until  after  execution  of  the  cootracta,  the  written 
contracts  do  not  express  the  intention  of  the  parties.  The  written 
ctmtracta  whldt  were  proxy  signed  will  be  re-formed  so  as  to  In- 
corporate therein  tbe  labor-diaputee  clause.  As  to  the  formal  con- 
tracts which  did  not  contain  the  labor-disputes  clause,  the  Secretary 

.  of  War  has  no  Jurisdiction  to  grant  relief.  However,  claimant  is 
not  precluded  from  petitioning  the  Auditor  for  the  War  Department 
and  the  Comptroller  of  tbe  Treasury  for  a  re-tormatioti  of  tha 
formal  contracts.  (U.  8.  Cartridge  Oo.,  Cases  No.  8048-30B2,  Till 
these  Dec.,  eiS.) 

OOMTK&CTB,  RMCIBSIOM. 

GONTBACTs,  Sbttluieht. 

CoItTEACIB,    SDaFKHBIOH. 
CONTSACTS,  TKBUIMATtOK. 

Contracts,  What  CoNSTmjTEs. 

Where  a  cmitract  provides  for  the  delivery  of  unaaaembled  spare  part* 
for  airplanes,  and  the  contractor  Is  thereafter  directed  by  sn  agent 
of  the  Secretary  of  War  to  assanble  these  parts,  the  Oovemment  li 
obligated  under  the  act  of  March  2,  1910,  to  pay  the  contractor  for 
the  assembling  of  the  spare  parts.  (American  Steel  &  Wire  Co.,  Case 
No.  1672,  VIII  these  Dec.,  518.) 

A  statement  made  by  a  War  Department  official  to  a  contractor  to  the 
effect  that  the  contractor  would  be  recommended  for  an  award  of  a 
contract  does  not  constitute  an  Informal  agreement  under  the  act  of 
March  2,  191».  (C.  Austem  &  Co.,  Case  No.  230S,  VIII  these  Dec., 
448.) 

Where  a  prospective  contractor  refused  to  sign  tbe  formal  contract 
until  changes  had  been  made  in  certain  material  terms  thereof,  and 
such  changes  were  never  made,  and  the  contract  was  never  signed, 
there  was  no  meeting  of  the  minds,  and  no  informal  agreement  was 
entered  into  beCween  claimant  and  tbe  Cnlted  States.  (Ohapman 
Price  Steel  Co..  Case  No.  2876,  VIII  these  Dec.,  78.) 

A  Quartermaster  Corps  purchase  order  for  $82,400.62,  dated  June  20, 
1917.  providing  for  tbe  manufacture  and  delivery  of  tent  flies  on  »r 
before  November  7, 1917,  constitutes  an  informal  agreement  under  the 
act  of  March  2.  1819.  (Compac  Tent  Co.,  Case  No.  3018,  VIII  these 
Dec,  268.) 
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Wbere  tbe  Director  of  Furchaee,  Storage  and  Trafllc  Issues  a  compul- 
sory order  to  clalmact  whereby  the  entire  output  of  ketone  prodaced 
In  Its  factory  is  commandeered  for  the  use  of  the  Government  at  a 
^ce  fixed  by  the  Secretary  of  War,  such  order  constitutefl  an  agree- 
ment within  the  meaning  of  the  act  of  March  2,  1919,  obllgattog  tbe 
GoTemment  to  take  the  commandeered  product  at  the  flsed  price  and 
the  title  to  such  product  vested  In  the  United  States  at  the  time  of  its 
production.  (E.  I.  Du  Font  de  Nemours  Co.,  Case  No.  3014,  YIII  . 
these  Dec.,  1M.> 
Where  an  ofBcer  enters  Into  a  verbal  agreement  prior  to  November  11, 

1918.  with  claimant,  and  claimant  upon  the  faith  of  such  agreement 
furnishes  labor  and  material,  It, la  entitled  to  payment  therefor. 
(Fletcher  Savings  &  TruBt  Co.,  receivers  of  The  Stenotype  Co.,  Case 
No.  3057.  VIII  these  Dec.,  611.) 

When  a  contractor  while  operating  under  Government  contracts  ac- 
quires material  In  excess  of  requirements  for  those  exiistlng  contracts, 
partly  in  expectation  of  future  contracts  and  partly  because  of  cao' 
tractor's  voluntary  change  In  the  ubc  of  materials,  the  Government. 
In  the  absence  of  a  spedflc  agreement.  Is  not  bound  to  reimburse  loss 
caused  thereby.  Mere  urgings  and  requests  by  Government  agoits 
upon  manufacturer  to  keep  a  sufficient  sufqily  of  raw  material  on 
hand  so  as  to  keep  In  continuous  production  and  be  able  to  take 
future  orders  so  long  as  the  production  U  needed  by  the  Government, 
without  fl)eclfylug  the  aoiount  of  the  material,  price,  or  duration  of 
the  need  of  such  production,  such  urgings  and  reqneats  are  too  vague 
and  indefinite  to  constitute  an  agreement  nnder  the  act  of  Mardi  2, 

1919.  (Minneapolis  Steel  &  Machinery  Co.,  Case  No.  9032,  VIII  these 
Dec.,  327.) 

Where  claimant  was  notified  of  an  award  of  a  contract  there  was  an 
agreement  wttbin  the  terms  of  the  Hc%of  March  2,  1919.  even  though 
the  award  was  "  revoked  "  without  the  contract  having  been  signed 
by  the  United  States.  (West  Coast  Shipbuilding  (3o.,  Case  No.  229S, 
VIII  these  Dec.,  470.) 

Where  a  contractor  Is  advised  by  an  agent  of  the  Secretary  of  Wai 
that  the  Government  will  accept  all  bark-tanned  leather  mannfac 
tured  Pj  the  contractor,  special  facilities  being  contemplated  by  both 
parties,  and  the  contractor  thereupon  equips  a  plant  and  manafac 
tures  bark-tanned  leather,  the  Government  is  obligated  under  the  act 
of  March  2,  1919,  to  compensate  the  contractor  for  Its  losses  In 
manufacturing  the  leather.  (Wlden-Lord  Tanning  Co.,  Case  No. 
8029,  VIII  these  Dec.,  608.) 
COEPORATIONS. 

Foreign  corporation  oi^nlzed  under  the  laws  of  the  Kli^om  of  Oreai 
Britain  and  Ireland,  hut  licensed  to  maintain  an  agency  and  tnuiaact 
bualness  in  the  State  of  New  York,  Is  to  all  Intentt  and  purposes  a 
domestic  corporation,  and  does  not  come  under  Section  III  ot  thp 
act  ot  March  2,  1919.  relating  to  contracts  entered  Into  between  thf 
United  States  and  nationals  of  a  foreign  country.  (Commercial 
Bank  of  Spanish  Amwlca  (Ltd.),  Case  No,  8034,  vni  these  Dec. 
666.) 
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COSTS. 

OCMTB,  BZFEUMKRTAT. 

See  Contracts,  ivfuxd. 

OOSTS,  LraTTTHATE. 

A.  subcontractor  nnder  a  standaid  coat-phu  omtTact  of  tbe  Oonstrac- 
tlon  DlTlsloD  terminated  In  accordance  with  the  contract  la  not 
entitled  to  relmbniaement  aa  a  part  of  the  cost  of  the  work  for 
overhead  expense  In  prc^rlng  to  perform  contract  (L.  K.  Comstock 
&  Co.,  Case  No.  30S0,  VIII  these  Dec.,  3S2.) 

A  contractor  is  entitled  to  a  reasonable  allowance  for  factor?  manage- 
ment, or  general  admlnlBtratlve  expense  for  services  r^idered  In  the 
ctmstnictlon  of  Increased  faculties  q>eclally  provided  for,  In  addi- 
tion to  the  overhead  expense  applicable  thereto.  Snch  allowance  la 
provided  for  In  "Definition  of  '  Oc«ts '  Pertaining  to  Contracts." 
(Van  Dom  Iron  Works  Co.,  Case  No.  8028.  VIII  these  Dec..  284.) 


DAHAOBS. 

DAIf  AGES,    UnUlllTIDATEIt. 

Dauaqbb,  Liquidated. 

See  JURISDICTION. 
DECISIONS. 

Decisions  ArFiauicD. 

Upon  consideration  of  the  appeal  and  record  In  this  case  the  decision 
of  the  Board  of  Contract  Adjustment  Is  hereby  alllnned.  ( Aluminum 
Casttngs  Co.,  Case  No.  2797.  VIII  these  Dec.,  89.) 

This  claim  was  decided  adversely  to  claimant  by  the  Appeal  Section. 
War  Department  Claims  Board.  February  4,  11*21.  On  appeal  to 
the  Se<Tretnrj'  of  War,  decision  alHrmed.  (Bee  Vol.  VIII,  p. 
567.)      (Amerlcfin  Can  Co.,  Case  No.  2919,  VIII  these  Dec.,  738.) 

Upon  consideration  of  the  appeal  and  record  In  tblB  case,  Qie  dedaloD 
of  the  Board  of  Contract  Adjustment,  denying  relief.  Is  bereby 
afSrmed.  (American  Magnesium  Corp.,  Case  No.  16S2,  Till  these 
Dec.,  40.) 

The  Appeal  Section,  War  Department  Claims  Board,  on  April  13,  1921, 
rendered  decision  grnnting  claimant  partial  relief.  On  appeal  to 
the  Secretary  of  War,  affirmed.  (See  Vol.  VIII,  these  decisions, 
p.  743.1  (Amerlcnn  Propeller  Co.,  Case  No.  8054.  VIII  these 
Dec.,  760.) 

Upon  consideration  of  the  record  presented,  the  decision  of  the  Board 
of  Contract  Adjustment  Is  liereby  affirmed.  (Newton  D.  Baker. 
Secretary  of  War.)  (American  Sash  &  Door  Co.,  Case  No.  251, 
Vni  tliese  Dec.,  33.) 

This  ease  was  decided  by  the  Board  of  Contract  Adjustment  on  Febru- 
ary 19,  1920,  relief  being  denied.  Claimant  appealed  to  the  Secre- 
tary of  War,  who  remanded  the  ease  to  the  Appeal  Section,  War 
Department  Claims  Board,  for  further  proceedings.  On  December 
27,  1920,  the  Appeal  Section  issued  its  decision  on  reconsideration, 
granting  partial  relief,  on  which  claimant  also  appealed  to  the 
Secretat;  of  War.  This  decision  was  affirmed  by  the  Secretary  of 
War  March  2,  1921.  (See  VoL  III,  p.  862,  and  Vol  Till,  p.  69,  and 
p.  868.)     (Annlston  Steel  Ck>.,  Case  No.  2248,  Till  tbese  Dec.,  702.) 
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Upon  consideration  of  the  appeal  and  record  tbe  dedaloiTof  tta«  Board 
of  Contract  Adjustment  is  hereby  affirmed.  (AnniBton  Stael  Co.. 
Case  No.  2247,  VIII  theae  Dec,  41-1 

This  case  was  decided  by  tbe  Board  of  Contract  AdJuatBient  March 
26,  1&20.  L'pon  appeal  to  the  Secretary  of  War,  deciaicra  affirmed. 
(See  Vol  IV,  these  decisions,  p.  640.)  (Antrim  Iron  Co..  Case  No. 
193,   VIII   these   Dec.,   18.) 

Upon  consideration  of  the  appeal  and  record  in  the  caw  the  deci- 
sion of  the  Board  ot  Contract  Adjustment  denying  r^et  is  berdiy 
affirmed.     (Art-In-Bnttons  (Inc.).  Caw  No.  719,  VIII  these  Dec.,  M.) 

Thla  case  was  decided  by  tbe  Board  of  Contract  Adjnttment  June  26, 
1930,  relief  being  denied.  On  appeal  to  the  Secretary  of  War,  ded- 
sion  affirmed.  (See  Vol.  VI,  p.  545.)  (Atcbtstm,  Topeka  ft  Saota 
Pe  B.  R.  Co.,  Case  No.  2804,  VIII  these  Dec.,  84.) 

Upon  appeal  to  the  Secretary  of  War  the  decision  of  the  Appeal  Sec- 
tion, War  Department  Claims  Board,  dated  S^tember  10,  1020. 
denying  relief,  was  affirmed.  (See  VoL  VII,  p.  677.)  (AtcbUon, 
Topeka  &  Santa  Fe  R.  R.  Co.,  Case  No.  2867,  VIII  these  Doc,  219.) 

Upon  consideration  of  the  appeal  and  rocord  In  thla  case  the  order 
of  the  Board  of  Contract  Adjustment  denying  relief  Is  hereby 
affirmed.     (B.  Axe.  ft  Co.,  Case  No.  2346,  VIII  these  Dec,  42.) 

tipon  consideration  of  tbe  appeal  and  the  record  In  thla  case,  I  am 
convinced  that  there  was  no  Implied  contract,  auch  as  is  alleged  by 
the  claimant,  and  the  decision  of  the  Appeal-  Section,  War  Depart- 
ment Claims  Board,  Is,  therefore,  affirmed.  .  (Baltimore  ft  Ohio  R.  R. 
Coh  Case  No.  2868,  VIII  these  Dec,  8.) 

On  Uay  27, 1920,  tbe  Board  of  Contract  Adjustmoit  rendered  dedalons 
In  the  following  cases,  granting  claimants  partial  relief.  On  appeal 
to  Secretary  of  War,  decistona  of  Board  affirmed.  (See  Vol.  V  these 
decisions,  p.  828.)  (Tbe  Barrett  Co.,  and  related  cases.  Case  No. 
1821.  VIII  these  Dec.,  713.) 

After  careful  consideration  of  the  record  In  this  matter,  tbe  decision 
of  the  Board  of  Contract  Adjustm^it  Is  hereby  affirmed  In  accordance 
with  the  accompanying  recommendation  of  tbe  special  advisers.  It  is 
farther  directed  that  the  entire  record  be  transmitted  to  the  Auditor 
for  tbe  War  Department  for  his  Infonnatlon  and  that  the  claimant 
be  advised  that  any  further  application  (or  the  relief  here  sought 
should  be  addressed  to  the  Auditor  for  the  War  D^>artment  or  to 
the  Comptroller  of  the  Treasory  of  the  United  States.  (Belden- 
Forter  Oray  Co.,  Case  No.  1K9,  VIII  these  Dec,  722.) 

Upon  consideration  of  the  appeal  and  record  In  the  foregoing  case  I 
am  convinced  that  tbe  decision  of  the  Board  of  Contract  Adjustment 
of  June  30,  1920,  as  amended  by  the  decision  of  the  Ai^eal  SectioD, 
War  Department  Claims  Board,  on  August  26,  1920,  Is  correct,  and 
relief  in  addition  to  that  therein  granted  Is  denied.  (BIggam  Trailer 
Corp.,  Case  No.  1986.  VIII  these  Dec,  222.) 

Upon  consideratinn  of  the  record  and  appeal  In  this  case  the  decision 
of  the  Board  of  Contract  Adjustment  denying  relief  Is  ber^y 
affirmed.     (The  Bloch  Co..  Case  No.  2306.  VIII  theae  Dec,  43.) 

Where  claimant  had  a  contract  with  the  United  State*  Govenuneot  to 
furnish  6.400  tons  of  steel  and.  In  furnishing  same,  delivered  to 
and  the  Government  accepted,  72^00  pounds  of  steel  in  excess  of  tbe 


TOPICAL  INDEX.  899 

DECISIONS— Continued. 

DK0I8ION8  Affirms) — Continued. 

amoont  called  for  In  the  contract,  tbe  Oovernment  ia  obligated  to 
reimburse  claimant  tor  the  said  excess  shipment  of  steel  at  the  rate 
epeclfled  in  the  contract  of  December  1, 1917,  under  which  contract  the 
Shipments  In  question  were  made.  This  case  was  decided  by  this 
Board  on  October  13.  1920,  and  claimant,  not  being  satisfied  with 
Bame,  asked  for  a  reconsideration,  which  was  granted.  For  state- 
ment of  facts,  see  Decision  of  the  Board  dated  October  18, 1920  (Vol. 
Til,  p.  915).  (Cambria  Steel  (ii..  Case  No.  2782,  VIII  these  Dec., 
378.) 

ITpou  consideratloQ  of  the  record  and  appeal  In  the  above-entitled  case, 
the  action  of  tbe  Appeal  Section,  War  Department  Claims  Board,  Is 
affirmed.  (I..fiwrence  F.  Castitnan.  Trustee  in  Bankruptcy  for  the 
Bell  MannfacturlnE  Co.,  Case  No.  3069.  VIII  these  Dec..  800.) 

This  claim  was  decided  b;  the  Board  of  Contract  Adjustment  June 
26.  1020.  On  appeal  to  the  Secretary  of  War,  the  decision  of  tbe 
board  was  affirmed.  (For  statement  of  facts  and  decisions,  see  these 
decisions.  Volume  VI,  page  531.)  (Chesapeake  &  Potomac  Telephone 
(30.,  Case  No,  1702,  VIII  these  Dec.,  10.) 

This  claim  was  disposed  of  by  tbe  Appeal  Section,  War  Department 
Claims  Board,  September  1,  1920,  by  denying  relief  to  claimant  (Vol. 

VII,  p.  MO).  On  .npjwal  to  Secretary  of  War.  decision  af- 
firmed. (Chicago,  Milweukes  &  St  Paul  R.  R.  Co.,  Case  No.  2870, 
VIII  these  Dec.,  230.) 

This  claim  was  decided  by  the  Board  of  Gootract  Adjustment  March 
31,  1920.  Upon  appeal  to  tlie  Secretary  of  War,  decision  affirmed. 
(See  Vol.  IV,  p.  640,  these  deci&tons.)  (OeTeUnd  CIttCs  Iron  Co., 
Case  No.  188.  VIII  these  Dec.,  19.) 

After  careful  consfderatton  of  the  record,  it  is  my  opinion  that  no 
agreement,  either  expressed  or  Implied,  was  entered  Into  between 
tbe  Collier  Manufacturing  (^.  end  any  officer  or  agent  acting  under 
the  authority,  discretion,  or  instruction  of  the  Secretary  of  War, 
or  of  the  President,  within  the  purview  ol\  tbe  act  of  March  2, 
1919,  and  relief  as  prayed  for  la,  therefore,  denied.  (Collier  Maau- 
facturing  Co.,  Case  No.  726,  VIII  these  Dec.,  8.) 

Dpon  appeal  to  the  Secretary  of  War,  the  decision  of  tbe  Appeal  8ec- 
tlou.  War  Dq>artment  Claims  Board,  dated  February  26,  1021,  was 
afllrmed.  (See  Vol.  VIII,  these  decisions,  p.  656.)  (Commer- 
darBank  of  Spanish  America,  Case  No.  3034,  VIII  these  Dec,  729.) 

This  claim  waa  disposed  of  by  tbe  Appeal  Section,  War  Department 
Claims  Board,  December  21,  1920,  by  denying  relief  to  claimant. 
On  appeal  to  the  Secretary  of  War,  decision  affirmed.     (See  VoL 

VIII.  these  deelKlons,  p.  332.)  (U  K.  Comstock  Co..  Case  No.  8030. 
VIII  thew  Dec..  T28.) 

The  records  of  the  Aiqieal  Section,  War  Department  Ctalma  Board,  do 
not  show  that  this  case  was  evep  formally  appealed  to  tbe  Secre- 
tary of  War.  However,  on  February  18,  1921,  tbe  following  docu- 
ment and  order  of  the  Secretary  of  War  was  received  and  ia  pub- 
lished in  connection  with  said  case.  (For  decision  of  Appeal  Sec- 
tion of  Jan.  20,  1921,  see  Vol.  Till,  these  dectslona.  p.  S20.) 
(Dale  Machinery  Co.,  Clase  No.  3040,  Till  these  Dec.,  638.) 

Upon  appeal  to  the  Secretary  of  War,  the  decision  of  the  Board  of 
Contract  Adjustment,  dated   March  31,  1020,  was  affirmed.     (See 
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Vol.  IV,  these  decisions,  p.  640.)     (Deunond  Charcoal  &  Gb^nical 
Co.,  VIII  these  Dec.,  20.) 

This  case  was  decided  by  the  Board  of  Contract  Adjustment  on  March 
26,  1920,  r^lef  being  granted  In  part  On  appeal  to  the  Secretary 
of  War,  the  decision  of  the  Board  of  Contract  AdJnstmeDt  was 
affirmed.  (See  Vol.  IV,  these  decisions,  p.  669.)  (Dili  &  CoUlna 
Co.,  Case  No.  2254,  VIII  these  Dec,  720.) 

Upon  appeal  to  the  Secretary  of  War,  decision  of  tbe  Appeal  SecUoo, 
War  Department  Claims  Board,  dated  Noyember  16,  1920,  was 
affirmed.  (See  Vol.  VllI,  these  declalooa,  p.  161.)  (Duesenberg 
Motor  Corp.,  Case  No.  3024,  VIII  these  Dec,  24a) 

Upon  appeal  to  Secretary  of  War,  the  decision  of  the  Board  of  GoDtract 
Adjustment,  dated  January  27, 1920,  was  affirmed  In  accordance  witb 
the  recommendation  of  spedal  advisers.  (See  Vol.  Ill,  p.  691.) 
(Eastern  Malleable  Iron  Co.,  and  related  cases.  Case  No.  2047,  TTII 
these  Dec,  703.) 

Upon  consideration  of  the  appeal  and  record  In  this  case  the  dedsLon 
of  the  Board  of  Contract  Adjustment  Is  affirmed.  (BBstem  Zinc 
Refining  Co.,  Case  No.  521.  VIII  these  Dec,  44.) 

Upon  cODsideratluD  of  the  record  presented  the  accompanying  declsloo 
of  the  Board  of  Contract  Adjustment,  dated  June  24,  1920,  Is  hereby 
approved  and  affirmed.  A  oertlflcate  of  fair  value  and  voucher  will 
Issue  to  claimant  for  $7,20&.19,  covering  2,007  yards  of  puttee  cloth 
taken  over  by  the  United  States  if  such  certlflcate  and  voucher  have 
not  already  isaned.  (Farragut  TeitHe  Manufacturing  Co.,  Case  No. 
246,  VIII  these  Dec,  4B.) 

On  June  II,  1920,  the  Board  of  Contract  Adjustment  rendered  a  de- 
cision In  this  case  granting  relief  in  part.  On  appeal  to  the  Secre- 
tary of  War,  decision  affirmed.  (See  Vol.  VI,  p.  870.)  (Fdlows 
Mpdical  Manufacturing  Co.,  Case  No.  2S04,  VIII  these  Dec,  35.) 

Upon  consideration  of  the  appeal  and  the  record  I  am  convinced  that 
the  decision  of  the  Board  of  Contract  Adjustment  made  in  this  case 
denyinK  relief  is  correct,  and  the  snme  is  hereby  affirmed.  (Field 
Manufncturlng  Co..  Case  No.  370,  VIII  these  Dec,  4.) 

On  appeal  to  the  Secretary  nt  War  the  decision  of  the  Appeal  Section, 
War  Department  Clnlnis  Board,  denying  relief  was  afflrmed.  (See 
Vol,  VIII,  p.  346,i  (Fitzgerald  Construction  Co.,  Case  No.  3043, 
Vin  these  Dec.  404.) 

On  reconsideration  the  decision  dated  July  21,  1920.  IB  afflrmed.  T*e 
facts  are  fully  stated  in  that  decision.  Claim  is  under  Q.  O.  103  for 
524,147.34.  (See  Vol.  VII,  pt.  1,  p.  103.)  (The  Foundation  Co., 
Case  No.  2777.  VIII  these  Dec,  417.) 

Upon  consideration  of  the  appeal  and  record  In  this  case,  I  am  con- 
vinced the  decision  of  the  Board  of  Contract  Adjustment  denying 
relief  Is  correct,  and  the  same  Is  herrtiy  affirmed.  (Friea  &  rrles. 
Case  No.  490,  Till  these  Dec,  61.) 

Upon  appeal  to  the  Secretary  of  War,  the  decision  of  the  Board  of 
Contract  Adjustment,  dated  June  4,  1920.  was  affirmed.  (See  Vol. 
V,  p.  966.)     (T.  A.  Gillespie  Co..  2497.  VIII  these  Dec,  27.) 

Decisions  were  rendered  In  this  case  by  the  Board  of  Contract  Ad- 
justment on  January  27,  1920,  and  May  26.  1920.  On  appeal  to  tbe 
Secretary  of  War,  decision  of  May  26,  1920,  affirmed.    (See  Vol.  m. 
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p.  216,  and  Vol.    V,  p.*  782,  these  deciBlona.)      (Globe  Automatic 
Sprinkler  Co.,  Case  No.  2271,  VIII  these  Dec.,  28.) 
This  claim  wna  decitUfl  hy  the  Board  of  Contract  Adjustment  June  5, 

1920,  by  denyiDK  relief.  On  appeal  to  the  Secretary  of  War,  decision' 
affirmed.  (See  these  declslona.  Vol.  V,  p.  1019.)  (Globe  Automatic 
Sprinkler  Co.,  Case  No.  2453.  VIII  these  Dec.,  16.) 

The  Appeal  Section,  War  Department  Clslma  Boanl,  on  February  S, 

1921,  rendered  decision  granting  claimant  partial  relief.  On  appeal 
to  the  Secretary  of  War,  affirmed.  (See  Vol,  VIII,  these  declalons, 
p.  6H8.)     (Goddard  Tool  Oo.,  Case  No.  3045,  VIII  these  Dec.,  740.) 

On  February  21,  1821,  a  dedslon  was  rendered  by  the  Appeal  Section, 
War  Department  Claims  Board,  granting  claimant  partial  relief. 
Upon  appeal  to  Secretary  of  War,  the  decision  was  affirmed.  For 
statement  of  facts  In  this  case,  aee  Volume  IV,  page  542;  Volume 
VII,  page  155,  Volume  VIII,  pages  629  and  389,  and  page  741. 
(Jacob  Goldman,  receiver  for  the  Gas  Oil  Chemical  Co.,  Case  No. 
1970,  these  Dec.,  389.) 

Upon  consideration  of  the  appeal  and  record  in  the  foregoing  case,  I 
believe  that  the  action  of  the  Board  of  Contract  Adjustment,  denying 
relief,  is  correct,  and  the  same  is  hereby  affirmed.  (J.  &  F.  Gold- 
stone  &  Co..  Case  No.  1764,  VIII  them  Dec.,  238.) 

The  Appeals  Section,  War  Department  Claims  Board,  on  Februtiry  25. 
1621.  rendered  decision  granting  claimant  partial  relief.  On  appeal 
to  the  Secretar;  of  War,  affirmed.  (See  Vol.  VIII,  these  decisions. 
p.  742.)      (Harry  F.  Hann.  Case  No.  3053,  VIII  these  Dec.,  648.) 

On  appeal  to  the  Secretary  of  War  the  decision  of  the  Board  of  Con- 
tract Adjustment,  dated  May  18,  1920,  denying  relief,  was  affirmed. 
(See  Vol.  V,  p.  475.)  (The  Hayncs  Automobile  Cto.,  Case  No. 
2549,  VIII  these  Dec..  220.) 

The  Appeals  Section,  War  Department  Claims  Board,  rendered  a  de- 
cision In  tlie  above-entitled  claim  July  23.  1920.  denying  relief.  On 
appeal  to  the  Secretary  of  War  this  decision  was  affirmed.  (See  Vol. 
VII,  p.  S4.)  (Hendrix  College.  Case  No.  2525,  VIII  these  Dec., 
242.) 

This  case  was  decided  by  the  Appeals  Section,  War  E>epartment  Claims 
Board,  January  29.  1921,  relief  being  denied  in  part.  On  appeal  to 
the  Secretary  of  War  the  decision  of  the  Appeals  Section  was  afilnned. 
(See  Vol.  VIII,  p.  535.)  (Holt  Manufacturing  Co.,  Case  No.  8035, 
VIII  these  Dec.,  412.) 

This  case  was  decided  by  the  Appeal  Section.  War  Department  Claims 
Board,  July  SI.  1920,  relief  being  granted  In  part.  On  appeal  to  the 
Secretary  of  War.  decision  affirmed.  (See  Vol.  VII.  p.  160.) 
(Jollet  Forge  Co..  Case  No.  2677,  VIII  these  Dec..  227.) 

Upon  appeal  to  the  Secretary  of  War,  the  decision  of  the  Board  of 
Contract  Adjustment,  dated  March  31,  1920,  was  affirmed.  (See  ToL 
IV,  these  decisions,  p.  640.)  (Thomas  Keery,  Case  No.  124,  VIII 
these  Dec.,  21.) 

Upon  careful  consideration  of  the  record  In  this  matter,  the  decision 
of  the  Board  of  Contract  Adjustment  la  hereby  affirmed  In  accord- 
ance with  the  accompanying  recommendation  of  the  Special  Ad- 
vlserg.    (Robert  Q.  Lasslter,  Case  No.  T44,  VIII  these  Dec,  T27.) 


.ioo'^lc 


902  TOPICAL  INDEX, 

DBCISIONS— ContlDued. 

Decision  B  Atfibued — Continued. 

Upon  coo  Bide  ration  of  the  record  ^n  this  nutter,  the  dedskm  of  tbe 
Board  ol  Contract  Adjustment  la  berebj  affirmed  In  accordance  wltb 
the  accompanying  reconunesdatioa.  (A.  C.  Lawrence  Leather  Oo., 
Case  No.  575.  VIII  these  Dec.,  1.) 

DeclBioDB  were  rendered  in  this  case  b;  the  Board  of  Ckintract  Adjuat- 
meat  on  May  6,  1920  (Vol.  V,  p.  183),  and  bjr  the  Appeal  Sec- 
tion, War  Departm«it  Claims  Board,  mi  November  0,  1B20  (ToL 
VIII,  p.  142>.  On  appeal  to  the  Secretary  of  War  the  decision 
of  the  Appeal  Section,  War  D^mrtment  Clalnu  Board,  was  afflrmed. 
(A.  C.  La\rrence  Leather  Co.,  Case  No.  1983,  VIII  these  Dec,  236.) 

Thl  claim  was  decided  by  the  Appeal  Section,  War  Department  Claims 
1920.  Upon  appeal  to  the  Secretary  of  War,  dedalon  afflrmed.  (See 
Vol.  V,  these  deciaifms,  p.  MS.)  (Henry  H.  Llppert,  Case  No.  831, 
VIII  these  Dec.,  30.) 

This  claim  was  decided  by  the  Appeal  Section,  War  D^wrtm^it  Claims 
Board,  October  6,  1920.  Upon  appeal  to  the  Secretory  of  War,  de- 
cision afflrmed.  (See  Vol,  VII,  these  decisions,  p.  839.)  (E. 
L.  Lonfr,  Case  No.  2909,  VIII  these  Dec.,  65.) 

Upon  careful  consideration  of  the  record  in  this  matter,  the  dedslon 
of  the  Board  of  Contract  Adjustment  Is  hereby  afflrmed  in  accord- 
ance with  the  accompanying  recommendations  of  the  special  advisers. 
(R.  E.  Long,  Case  No.  2622,  VIII  these  Dec.,  723.) 

There  is  an  appeal  from  the  disallowance  of  a  number  of  items  by  the 
ordnance  section  In  an  award  in  an  award  nnder  a  suspended  prozy- 
sl^ed  contract.  The  Individual  Items  are  discussed  and  the  action 
of  the  ordnance  section  afflrmed.  (Lutz  Co,,  Case  No.  8021,  VIII 
these  Dec.,  314,) 

This  claim  was  decided  adversely  to  claimant  by  the  Appeal  Section, 
War  Department  ClalmB  Board,  February  4,  1921.  On  appeal  to  the 
Secretary  of  War,  decision  afflrmed.  (See  VoL  VIII,  p.  314.) 
(W.  H.  Lutz  Co.,  Case  No.  3021,  VIII  these  Dec,,  787.) 

Tills  claim  was  decided  by  the  Appeal  Section,  Wat  Department  Claims 
Board,  January  29,  1921,  relief  being  denied.  Claimant  aj^iealed  to 
Secretory  sf  War,  who,  on  March  23,  1921,  afflrmed  the  dedslm  of 
this  Board.  (See  Vol.  VIII,  p.  540.)  (J.  B.  Lyons,  Case  No.  8015, 
VIII  these  Dec.,  789,) 

Upon  appeal  to  the  Secretory  of  War,  the  decision  of  tbe  Board  of 
Contract  AdJnstmMit,  dated  May  22,  1920,  was  affirmed.     (See  Vol. 

V,  these  decisions,  p.  660.)     (Uagaire  &  Co.,  Case  No.  Bales  BOA-4, 
VIII  these  Dec,  22.) 

TOIs  claim  was  decided  by  the  Board  of  Contract  Adjustment  oo 
February  25,  1920,  relief  being  granted  In  part.  (For  statement  of 
tacts  and  dedalon,  see  Vol.  Ill,  p.  994,  and  for  Bnal  order  Issued 
in  accordance  with  decisions  of  Secretary  of  War,  see  Vol.  VIII, 
p.  402.)  (Marsh  MaoufactnMsg  Co.,  Case  No.  2226,  Till  Ums* 
Dec.,  401,) 

Upon  appeal  to  the  Secretary  of  War,  the  dedalon  of  the  Board  of 
Contract  Adjustment,  dated  April  6,  1920,  was  afflrmed.     (See  Vol. 

VI,  p  735.)     (MelTine  Corbett  Co.,  Case  No.  197.  Till  these  I>ec., 
23.) 

This  daim  was  decided  by  the  Board  of  Contract  AdJustmenC  Jnne  23, 
1920,  relief  being  denied.    Claimant  appealed  to  the  Secretary  of 


ZOHOAL  DnUBX.  903 

DBCISIONS— ConHnaod. 

Dkcibiors  Armiin) — Continued. 

War,  wbo,  on  December  4,  1920,  si^roved  and  affirmed  the  decision 
of  this  board.  (See  Vol.  VI,  p.  MM.)  (A.  C.  Uessler  Co.,  Osae  No. 
2749,  VIII  these  Dec.,  221.) 

Upon  conslderatloa  of  the  record  In  tblB  matter  the  dedslon  of  the 
Board  of  Contract  Adjustment  1b  hereby  afflnned  In  accordance  with 
the  accompanying  recommendation.  (Utdvale  Steel  &  Ordnance. 
Case  Mo.  2S9S,  VIII  these  Dec.,  5.) 

Upon  consideration  of  the  record  In  this  matter,  the  decision  of  the 
Board  of  Contract  AdJustmHit  Is  hereby  affirmed.  (Milwaukee  Pat- 
ent Leather  Co.,  Case  No.  329,  VIII  these  Dec,,  7.) 

On  June  3,  1920,  the  Board  of  Contract  Adjustment  issued  Its  decision 
(publlBhed  in  Vol.  VI). 

On  August  11,  1920,  tbe  Secretary  of  War  reversed  the  decision  of  the 
Board  of  Contract  Adjustment  and  ordered  that  the  same  be  set 
aside  and  vacated,  and  on  August  28,  1920,  the  appeal  section.  War 
D^nrtment  Clatms  Board,  formerly  Board  of  Contract  Adjustment, 
Issued  Its  opinion  setting  aside  and  vacating  the  decision  of  the 
Board  of  Contract  Adjustment  of  June  3,  1920,  and  canceling,  re- 
voking, and  recalling  Its  document  setting  forth  the  nature,  terms, 
and  conditions  of  the  agreement  and  certiflcate  form  "C." 

On  November  80,  1920,  the  Secretary  oC  War  In  the  following  decision 
ordered  his  former  opinion  reversed  and  the  opinion  of  tbe  Board 
of  Contract  Adjustment  of  June  3,  1930,  together  with  certificate 
form  "  O "  and  tbe  document  setting  forth  the  nature,  terms,  and 
conditions  of  the  agreement,  reinstated  and  made  of  full  effect. 

For  oil  the  facta  In  the  case  reference  is  made  to  the  decision  of  tbe 
Board  of  Contract  Adjustment  of  June  3, 1920  (published  In  Vol.  VI.) 
(Employees  of  Minneapolis  Steel  &  Machinery  Co.,  Case  Ma  2099, 
Vni  these  Dec.,  66.) 

Upon  appeal  to  the  Secretary  of  War,  the  decision  of  the  Board  of  Con- 
tract Adjustment,  dated  April  3.  1920,  was  affirmed.  (See  Vol.  I\, 
these  (lecieions.  p.  902.)  (Model  Steam  Laundry,  Case  No.  1767, 
VIII,  these  Dec.,  24.) 

This  claim  was  decided  by  the  Board  of  Contract  Adjustment  adversely 
to  claimant  on  June  5, 1920.  Co  appeal  to  Secretary  of  War,  affirmed. 
(For  decision  of  Board  of  Contract  Adjustment,  see  VoL  VI,  these 
(leclaionM.  p.  23.)  (Mimnioutb  Chemic-al  Co.,  Case  No.  2641,  VIII 
these  Dec.,  241.) 

Tbta  claim  was  decided  adversely  to  claimant  by  the  Board  of  Contract 
Adjustment  on  June  80,  1920.  On  appeal  to  the  SecreUry  of  War 
the  decision  of  the  Board  of  Contract  Adjustmrait  was  affirmed. 
(For  statement  of  facts  and  decision,  see  Vol.  VI,  these  decisions,  r. 
648.)     (Mueller  Metals  Co.,  Case  Mo.  1248,  VIII  these  Dec.,  406.) 

Upon  appeal  to  the  Secretary  of  War,  the  decision  of  the  Appeal  Sec- 
tion, War  Department  Glainn  Board,  dated  September  28,  1920, 
was  affirmed.  (See  Vol.  VII.  p.  Toa)  (Hueller  Metals  Co.,  Can 
No.  2834,  VIII  these  Dec.,  407.) 

This  claim  was  decided  adversely  to  claimant  by  the  Appeal  Section, 
War  Department  Claims  Board,  on  March  1,  1921.    On  appeal  to 
Secretary    of  War,    decision   affirmed   In   pert      (See   Vol.    Till, 
74822— 21— VOL  8 68 
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p.  662.     (New  Tork  Air  Brake  Co.,  Case  No.  3026,  VIII  these  Dec., 
761.) 

Upon  appeal  to  the  Secretary  of  War  the  decisloii  of  tbe  Appeal  Sec- 
tiOQ,  War  Department  Claims  Board,  dated  October  1,  1920,  wag 
affirmed  (See  Vol.  VII,  p.  788.)  (Nortb  Star  Cbemical  Works, 
Case  No.  2843,  VIII  tbese  Doc..  228.) 

Upon  conBideration  of  tbe  appeal  and  record  In  thia  case  tbe  dedalon 
of  the  Board  of  (Contract  Adjustment  Is  affirmed  In  accordance  with 
the  accompanying  views  of  the  fecial  advlaerB.  (Organic  Salt  & 
Acid  (To.,  Case  No.  2388,  VIII  these  Dec.,  Ta) 

On  March  27,  1920,  the  Board  of  Contract  Adjustment  rendered  ded- 
sioD  granting  clainmnt  partial  lellef.  On  appeal  to  SecrMarr  of  War, 
dedfilon  afDrmed.  (See  Vol.  IV,  p.  719.)  (Fenneflvatila  Xante  Gar 
Co.,  Case  No.  1829,  VIII  tbese  Dec.,  715.) 

This  claim  was  decided  by  the  Board  of  Contract  Adjustment  June  22, 
1929,  denying  relief  to  claimant  Upon  appeal  to  the  Secretary  of 
War,  declsloo  aiBrmed.  (See  Vol.  VI  these  dedslona,  p.  466.)  (Wm. 
B.  Perry  Electric  (3o.,  Gaae  No.  2660,  VIII  tbese  Dea,  29.) 

Upon  consideration  of  the  record  presented  tbe  accompanying  dedston 
of  the  Board  of  Contract  Adjustment  la  hereby  approved  and 
affirmed.  (Piedmont  &  Northern  Bailway  Co.,  C^ae  No.  2700,  VIII 
these  Dec,  81.) 

Upon  consideration  of  the  appeal  and  record  In  this  case,  I  am  con- 
Tinced  that. the  action  of  the  appeal  section  of  the  War  Department 
Claims  Board  ts  correct,  and  additional  relief  Is  denied.  (Pitts- 
burgh Model  Engine  Co.,  Case  No.  2138,  VIII  tbese  Dec,  SO.) 

This  claim  was  decided  adversely  to  clainmnt  by  the  Appeal  Sectloo, 
War  Department  Claims  Board,  October  19,  1920.  On  appeal  to  the 
Secretary  of  War,  decision  affirmed.  (For  statement  of  facts  and 
dedsiou.  see  Vol.  VII,  p.  901.)  (Predsion  Optical  Co.,  Case  No. 
2780,  VIII  these  Dec.,  736.) 

Upon  consideration  of  the  appeal  and  record  in  this  case  the  decision 
of  the  Board  of  Contract  Adjustment  la  affirmed.  (Preston  <3iant- 
cal  Co.,  Case  No.  2^2,  VIII  tbese  Dec,  67.) 

On  June  24,  1920,  the  Board  of  Contract  Adjustment  rendered  a  ded- 
alon  denying  relief  In  above  case.  Claimant  appealed  to  the  Sec- 
retary of  War,  who,  on  December  18,  1920,  affirmed  the  decision  of 
the  board.  (See  Vol.  VI,  these  decisions,  p.  510.)  (Raymond 
Engineering  Corp.,  Case  No.  2470,  VIII  these  Dec  231.) 

Upon  consideration  of  tbe  appeal  and  brief  In  the  above-entitled  ease, 
I  am  convinced  that  the  letter  of  the  Appeal  Section,  War  Depart- 
ment Claims  Board,  of  October  9,  1920,  Is  correct,  and  the  same 
is  hereby  affirmed.  (R«nlngton  Arms  Union  Metallic  Cartridge 
Co.,  Case  No.  1S5S,  VIII  these  Dec,  239.) 

Upon  consideration  of  tbe  appeal  and  record  in  this  case  I  am  con- 
vinced that  the  dedsion  of  the  Board  of  Contract  Adjustment  deny- 
ing relief  Is  correct,  and  the  same  Is  her^y  affirmed.  (See  Vol.  VI, 
these  decisions,  p.  666.)  (Republic  Iron  &  Steel  Co.,  Case  No.  1602, 
VIII  these  Dec,  58.) 

On  March  24.  1920,  a  decision  was  rendered  by  the  Board  of  Gontiset 
Adjustment  denying  claimant  relief.  On  appeal  to  Secretary  ot 
War,   dedsion   affirmed.     (See  Vol.    IV,    these  dedslona,    p.   MS.) 
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flrmed  the  decision  of  this  board.      (Vol.  VIII,  p.  129.)      (Holliu 
Cbemlcal  Co.,  Case  No.  2911,  VIII  tlieee  Dec.,  237.) 

Upon  consideration  at  tbls  case  and  1&  accordance  with  tbe  attached 
recommendation  of  my  advisers,  the  decision  of  the  Board  of  Con- 
tract Adjustment  1b  affirmed.  (L.  Richardson  &  Co.,  Case  No.  1844, 
VIII  these  Dec,  12.) 

This  claim  was  decided  by  the  Appeal  Section,  War  I>^»artinent  Glalma 
Board,  Novonber  9,  1B20,  by  denying  relief  to  claimant  Claimant 
appealed  to  the  Secretary  of  War  who,  on  December  22,  1920,  af- 
firmed the  dedslOD  of  this  board,  (Vol.  VIII,  p.  129.)  RoUln  Chem- 
ical Co.,  Case  No.  2911,  VIII  these  Dec.,  237.) 

Upon  consideration  of  tbe  record  and  appeal  In  tlie  above-entitled 
case,  the  decision  of  tbe  Appeal  Section  la  hereby  afDrmed.  (Bmne 
Brass  &  Copper  Co.,  Case  No.  2916,  VIII  these  Dec,  2S3.) 

Claim,  as  amended,  la  tor  flS,22S.51,  and  Is  presrated  as  a  (Oaas  B 
claim  under  the  act  of  Harcb  2,  1019.  Claim  was  decided  by  the 
Board  of  Contract  Adjustment  on  Harcb  IS,  1920.  On  am>eal  the 
Secretary  of  War  revived  that  decision  and  ordered  another  hear- 
ing. On  October  4,  1920,  the  Am>eal  Section  entered  a  decision 
again  denying  relief.  Claimant  aAed  for  reconsideration  of  that 
decision,  which  was  granted.  Held,  It  la  unnecessary  to  decide 
whether  or  not  the  material  In  question  was  purchased  npiKi  Ibe 
faith  of  an  Informal  agreement,  as  tbe  proof  shows  that  claimant 
used  the  material  In  its  commercial  bnslneBS  and  suffered  no  loss 
thereon.  Claimant  is  not  entitled  to  reimbnrscmient  for  prospe^ve 
or  possible  profits  it  might  have  made  If  It  had  bought  material  on 
tbe  market  at  lees  than  tbe  price  paid  for  tbe  material  in  Queetion. 
Tbe  true  test  Is,  Did  tbe  contractor  sustain  a  loss  on  the  entire 
transaction?  (For  former  decision,  see  Vol,  IV,  p.  104  and  Vol.  VII, 
p.  8ia)  (St.  Louis  Tin  &  Sheet  Metal  Working  Co.,  Case  No.  fifiS, 
VIII  these  Dec,  CfflB.) 

Upon  consideration  of  the  appeal  and  record  in  this  case  I  am  con- 
vinced that  claimant  is  not  entitled  to  recover,  and  final  order 
denying  relief  so  far  as  tbe  War  D^nrtment  is  concerned,  la  hereby 
entered.  (Charles  Schafter  &  Sons,  Case  No.  2810,  VIII  these  Dec, 
224.) 

This  claim  was  decided  by  the  Appeal  Section,  War  Department 
Claims  Board,  on  July  15, 1920,  by  afflrmlnR  the  decision  of  the  Trans- 
portation ClainiB  Board  denying  relief.  (For  statement  of  facts  and 
decisions,  see  Vol.  YII,  p.  38.)  (SeulKtunl  Air  Line  Ititilroad  Co., 
Case  NV).  2626,  VIII  these  Dec,  397.) 

This  claim  was  disposed  of  by  the  Appeal  Section.  War  Department 
Claims  Board,  July  29,  1920,  by  denying  relief  to  claimant  Tbe  de- 
cision of  Board  denying  relief  affirmed  on  appeal  to  Secretary  of 
War.  (See  VoL  VII,  these  decisions,  p.  111.)  (Southern  Overall 
Co.,  Case  No.  2781.  Till  these  Dec.  52.) 
This  claim  was  decided  by  tlie  Board  of  Contract  Adjustment  April  18, 
1920.  Upon  appeal  to  the  Secretary  of  War.  decision  affirmed.  (See 
Vol.  V,  these  decisions,  p.  46.)  (Sterling  Engine  Co.,  Case  No.  712, 
VIII  these  Dec,  82.) 
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Upon  consideration  of  tlie  record  and  appeal  In  this  case  tbe  dedtion 
of  the  Board  of  Contract  Adjustment  denying  relief  In  tbls  claim  la 
hereby  affirmed.  (The  Tmscon  Steel  Co.,  Caae  No.  243Q,  VIII  these 
Dec.,  46.) 

Upon  consideration  of  tbe  entire  record,  tbe  decision  of  tbe  Board  of 
Contract  Adjustment  Is  hereby  approved.  (The  Union  Twist  Drill 
Co,,  Case  No.  2379,  VIII  these  Dec.,  87.) 

On  July  15,  1920,  tbe  Appeal  Section,  War  Department  Claims  Board, 
rendered  a  decision  denying  relief  in  ab ore-entitled  cialm,  and  on 
ai^>eal  tbe  Secretary  of  War,  on  December  16,  1920,  affirmed  this 
decision.  (See  Vol.  VIl,  p.  40.)  (The  United  Qas  &  Electric 
Bng.  Corp.,  Case  No.  2651,  VIII  these  Dec.,  229.) 

This  claim  was  disposed  of  by  tbe  Board  of  Contract  Adjustment  March 
8, 1920,  relief  being  denied.  On  appeal  to  the  Secretary  of  War  this 
decision  was  affirmed.  (For  statement  of  clHlm  and  decision,  see  Voi 
IV,  these  decisions,  p.  325.)  {United  States  BwWlng  Co.,  Case  No. 
6S7,  VIII  these  Dec.,  400.) 

TheRc  claims  were  disposed  of  by  the  Appeal  Section,  War  Department 
Claims  Board,  February  21.  1921,  by  denying  relief  to  claimant.  On 
appeal  to  the  Secretary  of  War,  decisions  affirmed.  (See  VoL  VIII, 
p.  613.)  (Unlter  States  Cartridge  Co.,  Cases  Nos.  SOM  and  aOSl, 
VIII  tliese  Dec.,  778.) 

On  June  8,  1920,  tbe  Board  of  Contract  Adjustment  rendered  a  dect- 
sttin  granting  relief  In  part.  Decision  of  Board  affirmed  on  appeal  to 
Secretary  of  War.  (See  Vol.  VI,  p.  65.)  (United  States  Industrial 
Chemical  Co.,  Caae  No.  10,  VIII  these  Dec..  88.) 

On  August  3. 1920,  the  An)eai  Section,  War  Department  Claims  Board, 
Issued  a  decision  In  the  aboveren titled  case  denying  relief.  Upon  ap- 
plication of  claimant  a  reliearing  was  held  on  September  13,  at  which 
time  It  was  determined  that  the  former  decision  ^ould  be  reaffirmed. 
Claimant  then  appealed  to  the  Secretary  of  War,  who,  on  December  14, 
1920,  affirmed  the  decision  of  the  Appeal  Section,  War  Department 
Claims  Board.  (For  full  stalenient  of  facts,  see  Vol.  VII,  p. 
213  and  Vol.  VII,  p.  695.)  (Virginia  Red  Oil  Prodncts  Co.,  Case 
No.  2779,  VIII  these  Dec.,  226.) 
__^  The  Board  of  Contract  Adjustment  decided  this  caae  adversely  to 

claimant  June  10,  1920,  and  on  appeal  to  the  Secretary  of  War  this 
decision  was  affirmed.  (See  Vol.  VI,  these  dedslona,  p.  963,> 
(War  Crete  ShipbuHdlng  Co.,  Case  No.  342,  VllI  these  Dec.,  410.) 

Appeal  to  the  Secretary  of  War  the  decision  of  the  Appeal  Section, 
War  Department  Claims  Board,  was  affirmed.  (See  Vol.  VII,  p. 
359.)     (Western  Cartridge  Co.,  Case  No.  27SC,  VIII  these  Dec.,  234.) 

This  claim  was  decided  by  the  Board  of  Contract  Adjustment  Jnne  IT. 
1020,  relief  being  denied.  On  appeal,  the  Secretary  of  War  affirmed 
the  decision  of  the  Boord  of  Contract  Adjustment  and  directed  that 
farther  proceedings  be  held  In  this  case  by  the  preeideat  of  Hit 
War  Department  Claims  Board.  In  accordance  with  the  order  of 
tbe  Secretary  this  claim  was  transmitted  to  the  War  Department 
Claims  Board  November  18,  1920.  (Vol.  VI,  these  decisions,  p. 
917.)  (Western  InduBtriea  Co.,  Case  No.  2401.  VIII  these  Dec, 
IL) 
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Upon  appeal  to  the  Secretary  of  War  tbe  decision  of  the  Board  of 
Contract  AdJuBtment  dated  June  19,  1920,  waa  affirmed.     (See  Vol. 
VI,  these  decisions,  p.  408.)     (Cyrus  French  Wicker,  Case  No.  1144, 
VIII  these  Dec..  10.) 
Dpon  appeal  to  the  Secretary  of  War,  the  decision  of  the  Appeal  Sec- 
tion, War  Department  Claims  Board,  dated  March  1,  1921,  waa 
affirmed.     (See  Vol.  VIII,  these  dedsions,  p.  386.)      (Wlncbester 
R^teating  Anna  Co.,  Case  Na  8067,  VIII  these  Dec..  777.) 
Upon  appeal  to  the  Secretary  of  War  the  decision  of  the  Board  of 
Contract  Adjustment,  dated  March   29,  1920,   denying  tdlef  was 
affirmed.     (See  Vol.  IV,  p.  733.)     (Wisconsin  Motor  Manufacturing 
Oo.,  Case  No.  2318,  VIII  these  Dec,  230.) 
This  cla'm  was  dlqjosed  of  by  the  Appeal  Section,  War  Department 
Claims  Board,  November  15,  1820,  by  denying  relief.    On  appeal  to 
the  Secretary  of  War  this  decision  was  affirmed.     (For  statement 
of  (acta  and  decision,  see  VoL  VIII,  p.  163.)     (Wood  Art  Machine 
Co.,  Case  No.  2999,  VIII  these  Dec.,  220.) 
These  cialuia  were  disposed  of  by  the  Board  of  Contract  Adjustment 
April  S,   1920.   by  deuying  relief  to   claimant    (Vol.    IV.  p.   850). 
Claimant  appeale<l  to  the  Ketreturj  of  War,  who,  on  the  18th  day 
of  December,  IIKW,  afttrnied  the  (leclsioo  of  tliia  Board.     (Wright 
Works,  Cases  Nos.  2059  and  2061,  VIII  these  Dec.,  232.) 
These  claims  were  decided  hy  the  Appeal  Section,  War  Department 
Claims  Board,  August  23,  1920,  relief  being  denied  in  part     On 
appeal  to  the  Secretary  of  War,  the  decision  of  the  Appeal  Section, 
War  Department  ClaitUH  Board,  was  affirmed.     For  statement  of 
facts  and  decisioua,  see  these  decisions,  Vol.  VII,  p.  393.     (Young, 
Ctorley  &  Dolan  Co.  (Inc.),  Cases  Nos.  2571,  2712,  2534.  2710,  2711, 
2714,  VIII  these  Dec.,  9.) 
Decisions,  Modified. 

A  decision  In  this  case  was  rendered  by  the  Board  of  Contract  Adjust- 
ment of  June  30.  1920,  denying  claimant  relief.  On  appeal  to  the 
Secretar>-  of  War  this  declsioa  waa  reversed  and  the  claim  was 
returned  to  the  Board  of  Contrnct  Adjustment  for  further  conaidera- 
tiou  under  direction  of  the  Secretary  of  War.  The  former  decixiou 
_  of  the  Board  of  Contract  Adjusiuifnt  was  si't  aside  and  vacated  and 
the  record  transmitted  to  the  Ordnance  Salvjige  Board  In  ac- 
cordiince  uitli  the  directions  of  the  Secretary  of  War.  (For  full 
statement  of  facts  end  former  decision,  see  Vol.  VI,  p.  577.1 
{Aeronautical  Equipment  Oo.  (Inc.),  Case  No.  Sales  BCA  17,  VIII 
thexe  Dec.,  262.) 
This  claim  was  decided  b.v  tlic  Board  of  Contract  Adjustmeut  adversely 
to  claimant  on  June  30,  IKiO.  On  appeal  to  tlie  Setreturj-  of  War. 
decision  of  the  Boni;d  vacated.  (See  Vol.  VI.  p.  577.)  (Aeronautical 
Equipment  Co.  (Inc.),  Case  No.  Sales  BCA  17,  VIII  these  Dec.  53.) 
Tills  claim  was  decided  by  the  Boanl  of  Contract  Adjustment  May  ir.. 
1020,  relief  beinc  denied.  On  appeal  to  tlie  Secretary  of  M'ar  the 
decision  of  the  Boiird  denying  relief  was  remanded  to  the  Board  for 
further  proceedlnds.  (For  decision  of  May  15,  1920,  see  Vol.  V, 
these  decisions,  p.  426.)  (American  Steel  &  Wire  Co..  Case  No.  I672! 
VTII  these  Dec.,  223.) 

,,  ,..,  ..Goo'^lc 
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On  Januarr  27,  1920,  the  Board  of  Contract  AdJustineDt  rendeied  a 
decision  In  the  following  cases,  granting  claimants  partial  reliet 
On  appeal  to  Secretary  of  War,  case  remanded  (Or  further  proceed- 
ings. (See  Vol.  Ill,  these  decisions,  p.  708.)  (American  Tobe  ft 
Stamping  Co.,  A.  P.  Swoyer  Co.,  and  Bridgeport  Brass  Co.,  cases  Na 
1979,  2167,  and  1983,  VIII  these  Dec.,  710.) 

Decision  in  this  case  was  rendered  by  the  Board  of  Contract  Adjost- 
ment  February  18,  1820,  denying  relief.  On  appeal,  the  Secretary 
of  War  remanded  the  case  to  the  Board  for  ^rther  proceedings. 
(For  decision  of  Feb.  19,  1920,  see  Vol.  Ill,  p.  862.)  (Auiiston 
Stei-1  Co.,  Case  No.  2248,  VIII  these  Dec..  66.) 

A  decision  in  this  case  was  rendered  by  the  Board  of  Contract  Ad- 
JustDient  on  February  10,  1920,  granting  claimant  partial  relief. 
On  appeal  to  the  Secretary  of  War  this  decision  was  directed  to  be 
modified  bo  as  to  grant  claimant  full  relief  and  was  returned  t«  Qte 
Appeal  Section,  War  Department  Claims  Board,  for  further  con- 
sideration. The  former  decision  of  the  Board  of  Contract  Adjust- 
ment has  been  modified  and  the  entire  record  transmitted  to  the 
Purchase  Section.  War  Department  Claims  Board,  for  action  In 
accordance  with  the  decision  of  the  Secretary  of  War.  (For  foil 
statement  of  facts  and  former  decision,  see  Vol.  Ill,  p.  624, 
these  decisions.)  (Arthur  Vulcanizing  Machine  Co.,  Case  No.  1706, 
Vin  these  Dec.,  84S.) 

The  Board  of  Contract  Adjustment  rendered  a  decision  in  this  casa 
on  February  10,  1920.  On  appeal  to  the  Secretary  of  War  it  was 
remanded  to  the  Board  for  modification.  (For  statement  of  facts 
and  decirion  of  February  10,  1920,  see  Vol.  Ill,  these  decisions,  p. 
624.)  (Arthur  Vulcanidng  Machine  Co.;  Case  No.  1705,  VIII 
these  Dec.,  841.) 

The  Appeal  Section,  War  Department  Claims  Board,  rendered  a  ded- 
sion  In  this  case  July  22,  1820,  denying  relief.  Claimant  requested 
a  rehearing,  which  was  granted,  and  on  October  II,  1920,  the  Appeal 
Section  rendered  another  decision  confirming  Its  former  decision. 

Claimant  appealed  to  the  Secretary  of  War,  who,  on  January  28,  1921. 
vacated  the  decision  of  the  Appeal  Section  and  directed  that  an 
award  be  made  and  entered  by  the  Appeal  Section,  War  D^wrtmoit 
Claims  Board.  (See  Vol.  VII,  p.  83,  and  Vol.  VII,  p.  92S.)  (Autoyre 
Co.,  Case  No.  2667,  VIII  these  Dec.,  686.) 

This  claim  was  decided  by  the  Board  of  Contract  Adjustment  June 
12,  1920.  On  appeal  to  the  Secretary  of  War,  the  decision  of  the 
board  was  affirmed  except  as  to  Item  1,  and  was  remanded  to  the 
appeal  section.  War  Department  Claima  Board,  for  further  proceed- 
ings on  this  Item.  (For  decision  of  June  12,  1920,  see  Vol.  TI,  p. 
884,  these  decisions.)  (Breese  Aircraft  Corporation,  Case  No.  2456. 
VIII  these  Dec.,  63.) 

This  claim  was  decided  by  the  Board  of  Contract  Adjustment  in  a 
supplemental  decision  dated  June  19.  1920.  Upon  appeal  to  the 
Secretary  of  War  by  the  Tice  chairman  of  tite  War  D^iartm«it 
Claims  Board  the  decision  of  the  Board  of  CTontract  Adjustment  was 
reversed.  (For  facts  and  decision  and  decision  of  Secretary  of  War, 
see  Vol.  VI,  p.  883,  and  Vol.  Ill,  pt.  1,  p.  61.)  (C.  &  C.  Raincoat 
Co.,  Case  No.  2255,  Vltl  these  Dec,  297.) 
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The  Board  of  Contract  AdJuBtment  rendered  a  deciaion  in  tUs  case 
granting  relief.  On  appeal  the  Secretary  of  War  directed  tliat  an 
order  denying  relief  Issne.  (See  Vol.  TV,  these  dedsloiiB,  p.  1021, 
and  Vol.  VI,  p.  883.) 

Upon  consideration  of  the  appeal  and  record  in  the  above  case  I  am 
convinced  that  the  action  of  the  Board  of  Contract  Adjnatment  la 
not  correct  and  that  an  order  denying  relief  should  be  entered  so 
far  as  any  increased  price  under  proxy  signed  contract  No,  2080-B 
Is  concerned.  (C.  4.  C  Raincoat  Co.,  Case  No.  2255,  VIII  tbew 
Dec.,  56.) 

Facts  are  stated  In  opinion  denying  relief  reported  In  Volume  V, 
part  1.  at  page  ISl.  On  appeal  the  Secretary  of  War  Instructed  this 
section  to  find  an  agreement  betweeb  claimant  and  the  .Ordnance 
Department  Held  agreement  exists.  (California  Cap  Co.,  Cage  No, 
1454,  VIII  these  Dec,  78.) 

This  case  was  decided  May  3,  1920,  and  claimant  was  given  partial 
relief.    An  appeal  was  noted  by  the  Air  Sen-Ice  representative  of  the 

■  War  Department  Claims  Board,  and  the  Secretary  of  War  forwarded 
the  same  to  this  Board  for  further  consideration.  On  further  con- 
sideration it  appeare<l  that  the  raw  material  in  question  was  not 
purchased  after  tlie  receipt  of  the  contract  Therefore  all  rdlef 
prayed  tor  la  denied.  (For  decision  of  May  3,  1920,  see  Vol.  V, 
these  declHlons.  p.  124,)  (Ciunbria  Steel  Co.,  Case  No.  2106,  VI-II 
these  Dec.,  373.) 

A  claim  having  been  presented  under  the  act  of  March  2,  1919,  com- 
monly called  the  Dent  Act,  by  Messrs.  George  A.  Carden  and  Ander- 
son T.  Herd,  based  upon  an  agreement  under  which  the  United  States 
acquired  title  to  seven  ships: 

Now,  by  virtue  of  the  authority  In  me  vested  by  said  act,  I  do  hereby 
award  to  the  said  Carden  &  Herd,  in  full  artJuHtment,  payment,  and 
discharge  of  said  claim,  excloslve  of  prospective  profits,  the  sum 
of  five  hundred  tlfty  thousand  dollars  ($550,000.00),  and  I  hereby  find 
and  declare  that  no  subcontraKors  btp  interested  In  said  claim: 

And  I  hereby  direct  tbat  the  sum  of  five  hundred  fifty  thousand  dollars 
($550,000.00),  awarded  as  aforesaid,  be  paid  to  the  said  Garden  ft 
Herd  out  of  the  unexpended  balance  of  any  appropriation  available 
for  that  purpose.  (Garden  &  Herd,  Case  No,  2664,  VIII  these  Dec., 
861.) 

Facts  as  stated  in  decision.  In  part  denying  and  in  part  granting  relief, 
reported  in  Volume  VI,  Part  1,  page  246.  On  appeal  the  Secretary  of 
War  approved  the  opinion  of  the  Board  of  Contract  Adjustment  ex- 
cept as  to  Its  decision  with  reference  to  item  L,  Involving  attorney's 
fees.  As  to  this  item  the  Secretary  directed  that  the  Appeal  Section 
determine  what  amount,  if  any,  of  the  attorney's  fees  claimed  was 
reasonably  and  in  good  faith  incurred  In  connection  with  the  per- 
formance of  the  contract.  The  Appeal  Sectioa  reconsidered  the  mat- 
ter in  the  light  of  previous  testlmfiny  and  of  additional  aRldevlts 
filed  and  determined  that  the  amount  of  attorney's  fees  so  expended 
was  $1,000,  and  that  claloiant  was  entitled  to  the  unamortized  por- 
tion thereof,  or  the  sum  of  $624.  (Chamberlain  Machine  Work% 
Case  No.  2480,  VIII  these  Dec„  298.) 
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TbtB  claim  was  decided  by  tbe  Board  of  Contract  Adjustment  May  12, 
1920,  relief  beinf;  granted  and  an  awarded  being  Issued.  The  vice 
chairman  of  tbe  War  Department  Claims  Board  addressed  a  m^no- 
randum  to  the  Judge  Advocate  General  reQuestinK  an  opinion  as  to 
the  legality  of  the  award.  The  Judge  Advocate  General  retnmed  tbe 
memorandum  by  first  indorsement,  holding  that  no  legal  remedy 
existed  for  tlie  loss  alleged  by  claimant,  and  that  therefore  ao  valid 
award  could  be  made.  Tbe  claim  was  returned  to  the  Appeal  Sec- 
tion and  a  decision  was  rendered  vacating  the  former  deciston  of  the 
Board  of  Contract  Adjustment  of  May  12,  1920,  and  denying  claim- 
ant any  relief.  (For  findings  of  fact,  see  former  decision  of  tbe 
Board  of  Contract  Adjustment,  Hay  12,  1920,  Vol.  Y.,  p.  329, 
th»^  declBlons.)     (Fred  G.  Clark,  Case  No.  2532,  VIII  these  Dec, 

■  380.) 

Cases  Nos.  2620,  2630,  and  2632  were  decided  by  the  Board  of  Contract 
Adjustment  on  June  3,1920,  and  case  No.  2631  was  decided  by  the  aald 
board  on  June  4, 1920,  certain  relief  being  granted  tbe  claimant.  On 
appeal  certain  portions  of  tbe  said  decision  of  the  Board  of  Contract 
Adjustment  were  affirmed  and  the  said  four  cases  were  forwarded 
to  the  Ordnance  Section,  War  Department  Claims  Board,  for  further 
action.  (For  statement  of  fact  and  decision,  see  Cases  Nos.  2620, 
2630,  and  2632,  decided  June  8,  1020,  and  Case  No.  2031,  decided 
June  4,  1920,  Vol.  V,  these  decisions,  p.  960.)  (Derby  Manufacturing 
Co.,  Cases  No.  2629-2632,  VIII  these  Dec.,  121.) 

This  claim  was  decided  by  tbe  Appeal  Section,  War  Department  dalma 
Board,  July  23,  1020,  relief  being  denied.  Claimant  requested  a  re- 
hearing, which  was  granted,  and  on  January  3, 1921,  another  decisiCHi 
was  rendered  afflrmlng  and  approving  the  previous  decision.  Claim- 
ant then  appealed  to  tbe  Secretary  of  War,  who,  on  March  14,  1921, 
directed  that  tbe  decision  of  the  Appeal  Section  be  vacated  and  action 
.  taken  In  accordance  with  memorandum  of  the  vice  chalnnan.  Wax 
Department  Clntms  Board.  (See  Vol.  VII,  p.  100,  Vol.  VIII,  p.  417; 
and  p.  733.)  (The  Foundation  Co.,  Case  No.  2777,  Till  these  Dec, 
730.) 

This  claim  was  decided  by  tbe  Board  of  Contract  Adjustment  Aprt] 
3,  1020,  by  denying  relief  to  claimant  Claimant  appealed  to  the 
Secretary  of  War,  who,  on  November  IS,  1920,  remanded  the  case 
to  the  Board  for  further  proceedings.  For  decision  of  April  3, 
1020,  see  Vol.  IV,  p.  900.  (French  Manufacturing  Co.,  Case  No.  1148, 
VIII  these  Dec,  26.) 

The  Board  of  Contract  Adjustment  rendered  a  deciston  April  3,  1920, 
denying  relief  to  claimant.  On  appeal,  the  Secretary  of  War 
directed  that  the  decision  of  tbe  Board  be  set  aside  and  further 
proceeding  held.  (For  first  decislool  see  Vol.  IV,  p.  911.)  (French 
Manufacturing  Co.,  Case  No.  2S23,  VIII  these  Dec,  36.) 

This  claim  was  decided  by  the  Board  of  Contract  Adjustment  on 
April  22,  1920.  Relief  was  denied  tbe  claimant  in  so  far  as  any 
contract  existed  between  the  claimant  and  the  United  States  (Jot- 
emment.  The  Board  further  held  that  the  settlement  contract  Al- 
tered into  between  tbe  United  States  and  the  Garford  Motor  Truck 
Co.  was  void  as  having  been  entered  into  without  consideration  and 
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witbout  the  fiutbority  of  tbe  Secretary  of  Wsr,  and  without  war- 
rant In  law. 

Tlie  Secretarr  of  War,  tbrough  his  adTlsera,  seta  aside  so  much  of  the 
decision  of  the  Board  of  Contract  Adjustment  as  flnda  the  settlement 
contract  of  May  1\  1919,  void  and  lUeftal  and  directs  that  the  said 
settlement  cwitract  be  affirmed  witJtiont  prejudice,  however,  to  the 
rl|;bt  of  tbe  Garford  Motor  Co.  to  open  the  same  In  a  proper  case ; 
and  that  tbe  aald  dedaion  of  the  Board  of  Contract  Adjustment  be 
adirmed  Id  ao  far  as  It  dmiea  all  relief  to  the  Teetor-Hartley  Motor 
Co.  either  as  a  direct  claimant  against  tbe  Ooveranient  or  as  a  sub- 
contractor under  the  Wisconsin  Sfotor  Co.,  and  the  Garford  Motor 
Truck  Co.  (For  statement  of  facts  and  decision,  see  Decision  of  tbe 
Board  of  Contract  Adjustment  nnder  date  of  Apr.  22,  1920.)  (Gai^ 
ford  Motor  Truck  Co.,  Case  No.  1B88,  VIII  these  Dec.,  81.) 

March  22,  1«20,  tbe  Board  of  Contract  Adjustment  Issued  a  decision 
disallowing  claimant's  entire  claim.  Upon  recommendation  of  tbe 
standing  committee  on  rebearit^s,  a  rdiearing  was  had,  and,  on  Jul; 
80,  1920,  the  Appeal  Section,  War  Department  Claims  Board,  rui- 
dered  a  decision  holding  that  claimant  was  entitled  to  au  adjustment 
of  its  contract  In  accordance  with  tbe  supply  circulars,  but  that  tbe 
principal  items  of  tbe  claim  must  be  denied.  Claimant  then  api)eflled 
to  the  Secretary  of  War,  who,  on  January  7,  1921,  directed  that  the 
decision  of  the  Appeal  Section  be  vacated  and  further  proceedings 
bad  In  conformity  with  paragraph  0  of  tbe  memorandum  of  the  Vice 
Chairman,  War  D^tartment  Claims  Board.  (For  prior  decisions,  see 
Vol.  IV,  p.  M2,  and  VoL  VII,  p.  156.)  <Gb9  Oil  Chemical  Co.,  Case 
No.  1970,  VIII  these  Dec.,  889.) 

A  decision  was  rendered  la  tbe  above  claim  by  tbe  Board  of  Contract 
Adjustment  on  June  30,  1820.  On  amveal  to  tbe  Secretary  of  War, 
that  decision  was  affirmed  substantially  as  written  except  as  to  two 

(a)  An  award  of  $2,707.16  for  auditor's  expenses,  made  by  the  Ord- 
nance Claims  Board  and  disallowed  by  tbe  Board  of  Contract  Ad- 
justment, was  relnatated- 

(b)  Government's  rights  to  the  buildings. — The  decision  of  the  Board 
of  Contract  Adjustment  was  to  the  effect  that  the  United  States  owned 
the  buildings  erected  as  special  facilities  and  patd  for  by  tbe  United 
States,  though  the  contract  stipulated  that  only  the  title  to  machinery 
vested  in  the  United  States.  The  Secretary  of  War  held  that  under 
tbe  contract,  the  buildings  became  the  property  of  the  contractor. 
<Por  stfitemwt  of  faetsand  decision  of  the  Board  of  Contract  Ad- 
justment, see  Vol.  VI,  p.  626,  decisions  of  the  Board  of  Contract  Ad- 
jnstmwt.)  (Maritime  Manufacturing  Co.,  Case  No.  2S3S,  VIII  tbese 
Dec.,  107.) 

Upon  consideration  of  the  record  In  this  case,  Including  the  mnno- 
randum  dated  May  17,  1921,  from  the  office  of  the  Judge  Advocate 
General  of  the  Army,  the  legal  conclusions  embodied  in  which  have 
my  approval,  I  am  convinced  that  the  Secretary  of  War  is  without 
authority  to  adjust  or  pay  these  dalms.  I  tberefore  direct  that  tbe 
dedaton  of  the  Board  of  Contract  Adjustment,  dated  June  3,  1920, 
be  set  aride,  and  that  tbe  War  Department  Claims  Board  proceed 
no  further  witb  the  work  of  the  adjustment  of  tbese  claims.     (John 
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W.  Weeks,  Secretary  of  War.)  {Employees  of  Minneapolis  Steel  t 
Macblnery  Co.,  Onse  No.  2099,  VIII  these  Dec.,  68.) 
Facts  are  stated  In  decision  of  tbe  Board  of  Contract  Adjustment  dated 
June  80.  1920.  reported  In  Volume  VI,  pa^e  1036.  On  appeal  tte 
Secretary  of  War  afflrmed  the  derfslon  with  the  exception  of  Item 
No.  6,  and  returned  the  record  to  the  Appeal  Section  with  directions 
to  disallow  credit  by  the  United  States  by  reason  of  mbteaslng  of 
daitnant'a  building.  The  Arpeal  Section  modified  the  opinion  of 
the  Board  of  Contract  Adjustment  In  accordance  with  the  directions 
of  the  Secretory  of  War.  (A.  R.  Moaler  Co.,  Case  No.  2dB0,  VIII 
these  Dec.,  205.) 
This  claim  was  disposed  of  by  the  Board  of  Contract  Adjustment  June 
30,  1920,  BTanting  relief  in  part.  Upon  appeal  to  tiie  Secretary  of 
War,  the  decision  of  the  Board  of  Contract  Adjustment  was  afflnned, 
with  the  e3tcert!on  of  Item  No.  5,  and  whs  remanded  to  the  Board 
for  further  consideration  of  this  Item.  (For  decision  of  June  30. 
1820,  see  Vol.  VI,  p.  1036.)  (A.  R.  Hosier  Co..  Case  No.  2669,  VTII 
these  Dec..  25. ) 
This  claim  was  decided  adversely  to  dalmant  on  February  23,  1921,  by 
the  Appeal  Section,  War  Department  Claims  Board.  On  appeal  to 
Secretary  of  War,  said  decision  was  vacated.  For  ^tement  of  facts 
and  decision,  see  Volume  IV,  page  812 ;  Volume  VIII.  page  642. 
(Charles  H.  Murray.  Case  No.  1206,  VIII  these  Deo.,  774.) 
This  claim  was  decliled  by  the  Board  of  Contract  Adjustment  under 
date  of  May  22. 1020,  relief  being  granted,  it  being  the  o[rinlon  of  the 
Board  that  the  claimant  should  be  paid  kt  the  rate  of  8{  cents  per 
pound  computed  upon  the  maximum  weight  of  the  copper  as  shown  by 
the  respective  drawings  and  not  upon  the  actnal  weight  of  the  bands 
finally  produced.  The  standing  committee  of  the  War  Department 
Claims  Board  disagreed  with  the  finding  of  the  Board  of  Contract 
Adjustment,  and  from  this  finding  of  the  War  Department  Claims 
Board  claimant  noted  an  appeal  to  the  Secretary  of  War.  Under  date 
of  October  26,  1920,  the  Secretary  of  War  reversed  the  finding  of  tbe 
Board  of  Contract  Adjustment,  his  dedsdon  tielng  that  the  dalmant  Is 
only  entitled  to  payment  upon  the  actnal  weight  of  the  bands  ddlv- 
ered.  (For  statement  of  facts  and  decision  see  theoe  dedslous,  VoL 
V,  p.  679.)  (Nni<sau  Smelting  ft  Refining  Works,  Cases  Nos. 
M70-2e72,  VIII  these  Dec.,  96.) 
This  claim  was  decided  May  6, 1920,  granting  claimant  fall  relief.  On 
reconslOerntion  of  the  ileclston  at  request  of  special  member  of  War 
Department  Claims  Board  assigned  to  Air  Service  a  second  bearing 
was  held  by  Board  of  Contract  Adjustment,  and  on  June  28,  1920,  a 
decision  was  rendered  by  that  board  granting  claimant  relief  In 
part.  On  appeal  to  the  Secretary  of  War  both  of  the  above  decisions 
were  ordered  vacated,  and  the  Appeal  Section,  War  Department 
Claims  Board,  directed  to  enter  an  order  denying  claimant  reUef. 
(New  York  4  Pa,  Railway  Co.,  Case  No,  2800,  VIII  these  Dec.,  89.) 
This  claim  was  decided  by  the  Board  of  Contract  Adjustment  and  for- 
warded to  the  Claims  Board,  Director  of  Purchase.  Claimant  was 
offered  a  eettiement  by  the  said  Board,  which  It  declined,  and  there- 
upon appealed  to  the  Appeal  Section,  War  Department  Claims  Board. 
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"^  Declfiion  fonrarded  to  Purchase  Sectltm  for  farther  action.     (Porter 

Bros.  &  Coliitts.  Oaee  No.  2874,  VIII  tbese  Dec.  264.) 

UpoD  consideration  of  the  appeal  and  record  In  the  foregoing  case, 
I  approve  of  the  recommeDdations  of  the  vice  chalnnon  of  the  War 
Department  CH&lms  Board  In  his  m«Qorandiim  of  July  29,  1921, 
with  the  exception  of  the  Item  of  coal,  which  I  l>eileve  should  be 
allowed,  and  the  Item  of  DnaIworI)ed  overhesd  dae  to  delay  in  re- 
ceiving plans,  which,  I  believe,  should  be  allowed  in  the  sum  of 
$73,548.72.  Further  proceedings  will,  therefore,  be  bad  In  accord- 
ance with  these  orders.  J.  M.  Wainwright,  Acting  Secretary  of 
War.     (Reo  Motor  Car  Co.,  Case  No.  3061,  VIII  these  Dec.,  862.) 

Facts  are  stated  in  decision  denying  relief  because  of  lack  of  Jurisdic- 
tion reported  in  Volume  VJI,  page  90.)  On  appeal.  Secre- 
tary of  War  approves  opinion  of  the  Judge  Advocate  General 
reversing  dedslon  on  Jurisdiction  and  returned  case  for  necessary 
actios.  Claimant  Is  entitled  to  be  reimbursed  for  demurrege  paid 
under  instructions  from  Government  oIBclal  on  one  car  of  amatol 
and  one  car  of  T.  N.  T.  shipped  from  Sparta,  Wis.  (Sabullte  Ex- 
plosives (Ltd.),  Case  No.  2639,  VIII  these  Dec.,  147.) 

On  June  30,  1^0,  the  Board  of  Contract  Adjustment  rendered  a  de- 
cision In  the  atwve  claims  denying  relief  on  a  class  B  claim  for 
material  In  excess  of  the  quantity  necessary  to  All  orders  claimant 
actually  received.  That  decision  failed  to  mention  that  710  pounds 
of  aluminum  powder  had  been  delivered  to  Pain's  Fireworks  on 
July  28. 1919,  on  the  order  of  the  New  York  district  ordnance  salvage 
board,  to  be  paid  for  by  the  Government  at  80  cents  per  pound. 
Claimant  appealed  to  the  Secretary  of  War  on  this  item  alone. 
Held,  claimant  entitled  to  reimbursement  on  a  quantum  meruit  and 
the  dedslon  of  June  SO  to  be  modified  accordingly.  (See  Vol.  VI, 
p.  682,  aod  Vol.  Till,  p.  267.)  (Unexcelled  Manufacturing  Co., 
Cases  Nos.  1908,  1486,  and  2165;  Till  these  Dec.,  289.) 

This  claim  was  decided  by  the  Board  of  Contract  Adjustment  on  May 
12,  1020,  partiul  relipf  Iielns  granted.  Said  Board  of  Contract  Ad- 
justment attempted  to  make  an  award,  which  claimant  refused  to 
accept,  and  thereupon  noted  Its  appeal  to  the  Secretary  of  War. 
Thfe  Secretary  of  War  returned  the  said  decision  to  the  Appeal 
Section,  War  Department  Claims  Board,  with  the  direction  that  the 
same  be  forwarded  to  the  Ordnance  Section,  War  Department 
Claims  Board,  for  further  action  in  accordance  with  the  memo- 
randum thereto  attached.  (Por  statement  of  tact  and  decision,  see 
Case  No.  2146,  decided  May  12,  1920,  Vot  V,  p.  382.)  (West 
Steel  Castings  Co.,  Case  No.  2146,  VITI  these  Dec,,  258.) 

The  Board  of  Contract  Adjustment  rendered  a  decision  In  this  case 
May  12,  1G20,  granting  relief  in  part.  Claimant  appealed  to  the 
Secretary  of  War  on  the  award  under  the  above  decision,  and  case 
was  remanded  to  Board  for  further  proceedings.  (Por  decision  of 
May  12,  1920.  see  Vol.  V,  p.  332.)  (West  Steel  Castings  Co.,  Case 
No.  2146,  VIII  these  Dec.,  47.) 

On  June  18,  1920,  the  Board  of  Contract  Adjustment  rendered  a  de- 
cision denying  relief  to  claimant.  On  appeal  the  Secretary  of  War 
directed  that  the  decision  of  (he  Board  be  vacated  and  that  further 
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Decisions,  MoDmK)~-Contlnued. 

proceedings  be  had  looking  to  a  settlement  contract.  (For  dedslon 
of  June  18,  1920,  Bee  Vol.  VI.  p.  38a)  (Western  ladastrles  Co., 
Case  No.  2490,  VIII  these  Dec,  17.) 
On  Jnne  18, 1020,  the  Board  of  Contract  Adjustment  rendered  a  decision 
In  this  case  denrioK  relief  on  a  formal  contract  on  the  K^oiind  that 
the  contractor  was  lo  default  on  deliverlea  On  aiweal  the  Secretary 
of  War  ordered  the  decision  set  aside  and  r^ef  granted.  (For  first 
decision  see  VoL  VI,  p.  380.)  (Western  Industries  C!o.,  Case  No. 
2480,  VIll  these  Dec,  198.) 

Dbcisions,  Rbibbseo. 

Bee  DECISIONS,  Vacated  and  MomriiD. 
DEFAULT,  CANCELLATION  FOR. 
DELIVER!. 

DEPRECIATION  OF  PLANT  EQUIPMENT. 
DIRECTIONS   TO   PROCEED   WITHOUT   WAITING   FOR   FORMAL   CON- 

TRAOT. 
DISPUTE  UNDER  CONTRACT  EXECUTED  IN  MANNER  PRESCRIBED  BT 
LAW. 

See  JURISDICTION. 
DOCUMENTS  INCORPORATED  IN  CONTRACT  BY  REFEKBNCK 


ENGINEEBINO  AND  DEVELOPMENT  EXPENSES. 

See  COSTS,  ESPBBIMENTAL. 

EVIDENCE. 

Where  rejected  material  la  stored  at  a  camp  site  at  the  request  of  the 
contractor  the  Government  assumes  no  reqranslhllity  therefor.  The 
fact  that  the  material  can  not  later  be  located  creates  no  presump- 
tion that  It  was  used  by  the  camp  authorities.  It  may  have  bcoi 
stolen  or  destroyed.  The  burden  is  upon  the  owner  to  show  that  the 
Oovemment  used  or  disposed  of  the  material.  (Evens  &.  Howard 
Fire  Brick  Co.,  Case  No.  3058,  VIII  these  Dec,  423.) 

Where  parties  make  an  oral  agreement  with  tlie  Oovemment  which  Is 
completely  performed  the  subsequent  reduction  of  said  agreement  to 
writing  In  the  form  of  a  formal  contract  is  unauthorized  and  with- 
out consideration  and  will  be  disregarded  by  this  Board  and  settle- 
ment will  be  authorized  under  terms  of  the  oral  agreemeuL  (James 
Shewan  &  Sons  (Inc.),  Case  No.  3017,  VIII  these  Dec,  436.) 

Parol  evidence  will  not  be  considered  where  it  Is  sought  to  vary  the 
plain  and  unambiguous  terms  of  a  written  Instrument  (Snare  & 
Triest  Co..  Case  No.  3036,  VHI  these  Dec,  465.) 

Parol  evidence  will  not  be  admitted  for  the  purpose  of  modi^ng  or 
varying  the  terms  of  a  written  instrument     (Snare  &  Triest  Co., 
Case  No.  3047,  VIII  Uiese  Dec,  463.) 
EXCESS  MATERIAL. 

See  BUSINESS  RISE. 
EXPENDITURES  IN  ANTICIPATION  OP  CONTRACT. 
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B  Afteb  Novxubeb  12,  1818. 
See  JURiaoiCTION. 

^  AUXIWABLE. 

See  COSTS,  LEOimiAm 
BxPENSBS.  Experimental. 

See  COSTS,  Expehukntal. 

EiZPEnBBa,   EXTBA. 

See  COSTS,  LEGmuATE. 
EmnoEB  TK  Anticipation  ot  Gontbact. 

EiZPRtBEB,  Otkbhead. 

rSee  COSTS,  LEornitATB. 
Expenses,  Reiubtbsxiieitt. 
BXPBRIHENTAL  COSTS. 

Bee  COSTS,  Expebhixntal. 
KXPRBSSION  OF  OPINION. 

See  CONTRACTS,  What  Corbtitotu. 
EXTRA  EXPENSE. 

Bee  EXPENSES,  Extba. 
EXTRA  MATERIAL. 

Extba  Hatebial  as  Rebut.t  or  Ootebniixnt  RBquiBEitBNTH. 

See  CONTRACTS,  Ikplied. 


FACILITIEa. 

Faciuties,  Aqreemert  to  Pat  Amobtization  oir. 
See  AMORTIZATION. 

FAdUTtES,    AUOKTIZATIOR. 

See  AMORTIZATION. 
FAcn-iTDW,  Incbkased. 

See    CONTRACTS,    Conbtbuction;    CONTRACTS,    What    Con- 


FAdLrma,  Speciai- 

See  CONTRACTS,  CoNSTBocncra. 

FAdUTIES,    UtlAUOBTIZED. 

See  AMORTIZATION. 
FAIR  VALUATION. 
FORMAL  CONTRACT. 
FRAUD. 

See  JURISDIOriON. 
Where  tbe  evidence  establishes  that  the  figures  on  which  a  contract  Is 
based  were  furnished  by  the  claimant  and  afterwards  proven  to  b« 
grossly  exorbitant,  the  effect  Is  the  same  as  If  the  said  estimate  was 
trandeotlj  made,  and  this  Roaid  will  refuse  to  recommend  any  pay- 
mrat  to  tbe  claimant.  (Burke  &  James,  Case  No.  8060,  Tin  these 
Dae..  S28.) 

e. 

GENERAL  ORDER. 
QOVBRNMBNT. 

OovEBNUEni  Needs,  RBPBZsEFTATion. 

See  CONTRACTS,  iMPUEo;  Contracts,  What  CoNsrrnnxs. 
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IMPUED  CONTRACT. 

See  CONTRACTS,  Impubd. 

INCORPORATION   OF    DOCUMENTS   IN   CONTRACTS   BY    REPBBENOE. 

INCREASED  COST  OF  PRODUCTION.       ' 

INCREASED  FACILITIES. 

INITIAL  UNABSORBED  OVERHEAD  EXPENSES. 

INSTRUCTIONS. 

Instbuctiokb  to  Pboceed  Without  Waitibo  fob  Fobual  Costbact. 

INTEREST. 

In  the  absence  of  Btatntory  proTisloDB  or  tie  terms  of  a  specific  con- 
tract no  IntereaC  accrues  on  claims  against  the  Qovemment  Tbere- 
fore,  wbere  tbe  contractor  has  made  dlabnrsemrata  for  machine  tools 
under  the  circumstances  outlined  in  paragn[^  1,-  and  relmburw- 
ment  lias  been  refused  under  a  mlgconstructlon  of  Uie  contract,  no 
interest  can  be  allowed  on  the  sum  of  mcmey  In  controversy.  <Reo 
Motor  Car  Co.,  Case  No.  3061,  VIII  these  Dec.,  82S.) 
Where  a  contractor  with  the  Qovemment  se^s  reimbursement  for 
interest  on  money  borrowed  during  a  Oovemment  contract.  It  is 
essential  to  claimant's  right  of  recovery  that  It  be  conclusively  shown 
that  the  money  was  actually  borrowed  daring  said  contract  aod  ap- 
plied to  the  spe<^flc  purpose  covered  by  its  provislooB,  Claimant's 
ioabiUty  to  establish  this  fact  is  fatal  to  recovery.  (Reo  Motor 
Car  Co.,  Case  No.  3061,  VIII  these  Dec.,  823.) 
In  the  absence  of  conclusive  proof  that  borrowed  money  n-as  oaed  to  pur- 
chase material  applicable  to  the  Government  contract  a  claim  for 
interest  on  such  borrowed  money  will  be  disallowed.  (Van  Dom 
Iron  Works,  Case  No.  3028.  VIII  these  Dec.,  284.) 


JURISDICTION. 

The  Secretary  of  War  baa  no  Jurisdiction  to  adjust  a  claim  for  un- 
liquidated damages  based  on  an  alleged  breach  of  a  formal  contract 
by  the  United  States.  Held,  claimant  entitled  to  no  relief  on  the 
merits,  and  for  lack  of  Jurisdiction.  (Wm.  J.  Cocke,  Case  No.  3020, 
VIII  these  Dec.,  101.) 

Where  a  proxy-signed  contract  Is  later  supplemented  and  amended  by 
a  formally  executed  supplement  which  is,  in  turn,  again  amended 
by  a  formally  executed  supplement,  the  said  Informal  contract  be- 
comes merged  In  the  subsequent  formal  guppleinents  and  the  result- 
ant contract  Is  a  formal  contract,  so  that  when  the  same  has  been 
completed  by  performance  and  paymeit,  the  Secretary  of  War  has 
lost  any  Jurisdiction  to  adjust  or  settle  any  disputes  arising  under 
the  same.     (American  Can  Co.,  Case  No.  201».  VIII  these  Dec.,  56T.) 

A  settlement  afn^ement  entered  into  subsequent  to  November  11,  I&IS. 
and  not  complying  with  the  formalities  required  by  section  3744, 
R.  S.,  is  not  a  binding  obllKBtlon  upon  the  United  States.  (Ameri- 
can Propeller  &  Manufacturing  Co.,  Case  No,  3054,  VIII  these  Dec., 
743.) 

Where  the  representatives  of  the  President  purchase  certain  steam^Ips 
for  the  United  States  which  are  turned  over  to  the  United  States 
Shipping  Board  for  operation,  and  the  Shipping  Board  at  some  time 
daring  Its  possession  turns  over  four  of  the  ships  to  the  War  De- 
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partment  on  "Time  form  chartera,"  such  transactloa  does  not  con- 
stitute B  purchase  bj  the  Prealtlent  of  the  Bhipa  for  War  Depart- 
ment purposes  within  the  meaning  of  the  act  of  March  2,  1010. 
(Qeorge  A.  Garden  and  Anderson  T.  Herd,  Case  No.  2664,  VIII 
these  Dec.,  294.) 

The  Appeal  Section,  War  Department  Glahue  Board,  aa  the  agency  of 
the  Secretary  of  War,  Is  wlthont  Jurisdiction  to  entertain  a  claim 
growing  out  of  the  purchase  of  any  property  made  by  the  Preeldent 
of  the  United  States,  or  by  his  duly  authorized  and  constituted 
agents,  nnleas  it  shall  be  made  to  appear  that  such  purchase  was 
made  for  War  Department  purposes.  (Oeot^  A.  Garden  and  Ander- 
son T.  Herd,  Case  No.  2664,  VIII  these  Dec.,  294.) 

The  Secretary  of  War  has  authority  to  enter  Into  a  supplemental 
agreement  and  pay  a  lump  sum  in  settlement  of  unliquidated  Items 
arising  from  part  performance  of  a  contract  after  the  contractor  has 
been  notified  that  the  Goremment  must  cancel  the  contract.  (Gom- 
pac  Tent  Co.,  Case  No.  8018,  VIII  these  Dec.,  268.) 

Where  claimant  enters  into  negotiations  with  constructing  quarter- 
master tor  the  supplying  of  certain  sand  and  gravel,  and  afterwards 
submits  to  a  cost-plus  contractor  having  the  construction  In  charge, 
a  formal  bid  for  supplying  the  same  materials  In  the  same  quantity 
as  referred  to  In  the  negotiations  iietween  the  constructing  qnarter- 
master  and  the  claimant,  which  said  bid  or  proposal  Is  accepted  by 
the  prime  contractor,  oo  agreement  thereby  results  from  the  nego- 
tiations of  the  claimant  with  the  constructing  quartermaster  that 
the  Secretary  of  War  is  authorised  to  adjust  or  settle  under  the 
provisions  of  the  act  of  March  2,  1019.  <  Fitzgerald  Construction 
Co.,  Case  No.  3043,  VllI  these  Dec.,  S49.) 

When  the  Government  becomes  obligated  for  storage  and  Insurance 
after  a  reasonable  length  of  time  and  whui  the  reasonable  length 
of  time  docs  not  bring  about  that  obligation  prior  to  November  12, 
191S.  such  obligation  to  pay  does  not  come  within  the  purview  of 
the  act  of  March  2.  1919,  It  is  not  within  the  jurisdiction  of  the 
Appeals  Section  to  determine  whether  such  an  obligation  arose  after 
November  12,  1918.  (A.  C.  Lawrence  Leather  Co.,  Gase  No.  1933, 
vril. these  Dec.,  142.) 

The  Secretary  of  War  Is  without  authority  to  adjust  an  laformal 
agreement  entered  Into  after  November  11,  1918.  (Louisiana  Rail- 
way &  Navigation  Co.,  Case  No.  2S&9,  VIII  these  Dec.,  166.) 

The  Secretary  of  War  has  no  Jurisdiction  to  adjust  a  claim  based  upon 
an  Informal  agreement  when  no  expenditures  have  been  made  or  obli- 
gations incurred  upon  tse  faith  of  same.  (J.  E.  Lyons,  Gase  No.  3016, 
VIII  these  Dec.,  540.) 

Where  It  appears  from  nil  of  the  evidence,  as  well  as  supporting  alfl-. 
davits  and  documents,  tiiat  the  claimant  has  either  Innocently  or 
maliciously  sought  to  take  advantage  of  the  Vnlted  States  In  the 
presentation  and  proof  of  his  claim,  the  Secretary  of  War  will  deny 
Jurisdiction  and  refuse  to  mnke  the  settlenient  prayed  for.  (Ohsrles 
H.  Murray.  Case  No.  1206,  VIII  these  Dec.,  642.) 

Where  claimant  files  with  an  agency  of  the  Secretary  of  War  two 
affidavits  in  which  are  set  out  by  Items  his  expenditures  Incurred 
In  a  journey  made  at  the  Instance  of  the  Secretary  of  War,  and  the 
items  contained  in  the  two  affidavits  are  so  Inconsistent  as  to  the 
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amounts  of  such  expendltares  as  to  raise  the  qnestlon  of  the  good 
faith  of  the  claimant,  the  Secretary  of  War  sbonld  refuse  to  asoome 
Jurisdiction  of  the  claim  for  the  purpose  of  deddlne  It  apoo  Its 
merits.     (Charlea  H.  Murray,  Case  No.  1206,  VIII  these  Dec,  642.) 

Where  tbe  evidence  adduced  by  claimant  upon  a  bearing  is  of  sndi  a 
contradictory  and  iDConsistent  nature  as  would  raise  tbe  suspicion 
of  fraudulent  Intent  tbe  Secretary  of  War  will  refuse  to  take  jnrts- 
dlctloD  and  deny  the  claim.  (Charles  H.  UorraT,  Case  No.  1206, 
VIII  these  Dec.,  642.) 

Whenever  a  claim  Is  presented  to  the  Secretary  of  War  for  adjustment 
and  the  evidetM:e  shows  that  the  same  is  tainted  w)Ui  fraud,  or  a 
suspicion  of  fraud,  the  Secretary  of  War  is  entirely  within  bis 
rights  In  refusing  to  take  Jurisdiction  of  the  same  for  the  purpose 
of  deciding  it  upon  Its  merits.  (Newark  Rubber  Co..  Case  No.  30^, 
VIII  these  Dec,  588.) 

Where  a  procurement  order  was  issued  prior  to  Novwnbw  11,  1918, 
for  Increased  facilities  and  further  n^oUatlons  were  bad  after 
November  11,  1918,  the  sgreanent  entered  into  prior  to  tbe  armistice 
is  the  basis  for  an  adjustment  of  the  claim  under  the  act  of  March 
2,  1»I9.  (New  England  WesUughnuse  Co.,  Case  No.  9011,  VIII 
these  Dec.,  695.) 

The  Secretary  of  War  is  without  authority  under  the  act  of  March 
2,  1919,  to  adjust  an  informal  agreemmt  entered  into  after  Novem- 
ber 11,  1918.  (New  England  Weatinghouse  Co.,  Case  No.  3011,  VIII 
these  Dec..  686.) 

The  Secretary  of  War  has  no  authority  under  the  act  of  March  2, 1910, 
to  pay  for  facilities  purchased  prior  to  the  date  of  tbe  informal 
contract     (Rollln  Chemical  Co.,  Case  No.  2911,  VIII  these  Dec.,  128.) 

Where  a  formally  executed  contract  Is  terminated  by  a  fuU  perform- 
ance the  Secretary  of  War  is  without  Jurisdiction  to  entertain  or 
to  adjust  a  claim  arising  thereunder  except  where  such  daloi  arises 
by  reason  at  "  doubts  and  disputes  as  to  the  meaning  of  the  terms 
contained  In  tbe  contract."  (Snare  &  Trlest,  Case  No.  8036,  VIII 
these  Dec.,  4SS.) 

This  Board  has  no  Jurisdiction  over  a  claim  for  damages,  whether 
liquidated  or  unliquidated,  based  on  a  terminated  formal  contract. 
(United  States  Aircraft  Corporation,  Case  No.  12S4,  VIII  these 
Dec.,  426.) 

The  power  of  the  Secretary  of  War  to  settle  formal  contracts  by 
agreement  with  the  contractor  can  not  be  exercised  where  the  con- 
tract  has  been  fully  executed  by  performance  by  the  contractor  or 
terminated  by  breach  and  by  expiration  of  time  for  p^foimance. 
(United  SUtes  Aircraft  Corporation,  Case  No.  1234,  VIII  these 
Dec.,  426.) 

An  oral  agreonent  for  the  suBpension  of  a  contract  for  the  manufac- 
ture of  chemicals  entered  Into  prior  to  tbe  anntetlce  In  order  that 
the  Oovernment  might  obtain  the  chemlcalB  at  a  less  price  from 
other  sources  Is  not  an  agreement  within  the  purview  of  the  act  of 
March  2.  1919,  as  it  Is  not  for  a  purpose  connected  wltb  tbe  prosecu- 
tion of  the  war.  (United  States  Industrial  Chemical  Co.,  Case  No. 
8042.  VIII  these  Dec.,  796.) 
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Tlie  Swretiiry  of  Wnr  is  niilioiit  J«rls<ti<ti(in  to  pnini  relief  where  a 
formnl  contract  hns  been  terminated  hy  tlie,  riiited  States  by  <uii- 
c-ellntl.in.  (West  Ci.ast  SbiiibuiW  n;:  Co..  Ciise  No.  2296,  VIII  these 
Dee.,  470.) 
The  Secretary  of  Wur  w:il  not  ns.suiii?  Jurlsdlrtiim  to  make  adju»^t- 
nieDt  of  n  claim  nrlKin^  under  fi)rmnlly  executed  cost -plus- con  tracta 
conipleU'd  hy  full  lierfomiaiice.  no  dimbts  or  disputes  arising  as  to 
the  luennlnK  of  anyllilns  'ii  tbe  contraetH  nnd  no  special  or  unusual 
reason  apiH^arlng  wlilcli  wotdd  i-equire  assumlnR  Jurisdiction  by  tlie 
Secretary  of  War.  (Winchester  Re|)eutinK  Arni.i  Co.,  Case  No. 
3037,  VIII  tliese  Dec.,  38o,) 
In  order  for  the  Api)ea1  S<'Ctloii.  War  Department  Claims  Board,  to 
eiisunie  Jurlstlictlon  of  a  (-laliu  of  a  nubcontrncior  It  must  atflrina- 
lively  Hi>i*ar  tlint  tlie  cliiini  ivaa  filed  by  the  prime  contractor 
orlKlnuUy  or  hy  the  Bubcimtractor  throuKli  the  prime  contractor. 
(WisconKin  Motor  ManiifacturhiK  Co.,  Case  No.  29S8,  VIII  these 
Dec.,  365.) 
It  must  Kii  tin  Tact  orily  tipiiear  tliat  the  claim  wfis  presented  to  a  Gov- 
ernment agency  with'n  the  time  prescribed  by  tbe  act  of  March  2, 
1B19,  In  order  to  cover  jur:s<ll<'tlon  upon  the  Secretary  of  War. 
(Wisconsin  Motor  ManufDcturlnfi;  Co.,  Case  No.  2988,  VIII  these 
Dec.,  365.) 
LABOR. 

Labor  and  Materials  Used  in  Rcpaib. 
Labor  Disputes. 
LACK  OF  CONSIDKRATION  IN  CONTRACTTS. 

See  CONTRAC?rS,  What  Constitutes. 
LATE  DELIVERIES. 

Bee  WAIVER. 
LIQUIDATED  DAMAGES. 

See  JURISDlCrriON. 
IjOSS  not  SUSTAINED. 

Where  claimant  has  a  contract  for  the  coloring  and  watcrprooflng  of 
airplane  hangars,  which  la  suKpende<l  befoi'e  claimant  begins  work 
in  dyeing  or  waterproofing  the  satd  hangarH,  and  said  claimant  Ih 
nnaUe  to  point  out  to  the  Government  any  expenditures  made  uiid'-r 
the  same,  it  is  thereby  precluded  from  recovering  on  account  of  Ihn 
sa'd  enapenflion  or  tei^lnatlon  of  tbe  contract.  (Baker  &  IiockwiHwl 
Mannfacturing  Co.,  Case  No.  3022,  VIII  these  Dec.,  195.) 

U. 
MATERIAL. 

MaTRBIALS    Pt'BCHASEn   IN    ANTICIPATION    OF   OrDEBS. 

MEASURE  OF  ADJUSTSIENT. 

See  CONTRACTS,  Adjustment. 
MEETING  OF  MINDS. 

Sec  CONTRACTS.  What  Constitutes. 
MERGER. 

McRGKR  iw  Negotiations  into  Wbittew  Contract. 
METHOD  OF  ADJUSTMENT. 

See  CON-TRACTS.  AwuSTmekt. 
MISTAKE. 

See  CONTRACTS.  Reformation. 
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KEOOTIATIONS. 

NEOOTiATions  AlEROED  INTO  Wbittee)  GoRTBAtrr. 

Neootutions  OtfLT. 

See  CONTRACTS,  Implied. 
OKAL  ORDER. 

See  CONTRACTS,  Oral. 
OUDER,  ADDITIONAL. 
ORDERS.  ANTICIPATED. 
OVERHEAD  EXPENSE. 
OVERRUN  BEYOND  CONTRACT  ALLOWANT.B. 


PART  PERFORMANCE. 
PASSING  OF  TITLE. 
PERFORMANCE.  SUBSTANTIAL. 
PLANT  EQUIPMENT. 

Plant  Equipment,  Depreciation. 

Plant  and  Equipment,  ■'  Specialli  Pbovibbd." 
PREPARATION. 

Preparation  fob  an  Anticipated  Contract. 

Preparation  to  Pebfobm  Contract, 
presentation  of  claim. 

See  JURISDICTION. 
PROCEDURE. 

See  CONTRACTS,  Adjubtmeht. 

Where  an  appeal  to  the  Swretat?  of  Wat  the  Secretary  directs  the 
Appeal  Section  to  take  further  proceedings  to  determine  whetho'  a 
course  of  dealing  between  claimant  and  tbe  GoTemment  had  rlpeoed 
into  a  custom,  this  BonPd  will  follow  the  dlrectlona  of  the  Secretary 
of  War,  and,  if  the  cuatom  is  estaMlstaed,  will  reader  a  decision  fo 
accordance  therewith,  (Alcohol  Products  Co.,  Case  No,  IM,  VIII 
these  Dec.,  114.) 

Wbere  claimant  Includes  an  item  for  plant  depreciation  in  Its  •laim 
and  suggests  to  the  bureau  board  and  also  to  the  Board  of  Controcc 
Adjustment  or  this  Board  as  alternative  relief  an  allowance  for  ust> 
and  occupation  the  Ap[«al  Section  will  consider  the  matter  as  If 
the  nltprnatlve  had  been  formally  asked  for,  (Annlston  Steel  Co., 
Case  No.  2248,  VIII  these  Dec.,  368.) 

Where  this  Board  has  heretofore  rendered  a  dedaion  directing  that  an 
award  be  made  under  the  provlalons  of  Supply  Circular  HI  and  the 
Purchase  Section  omits  to  Include  in  Its  award  certain  Items  prop- 
erly allowable  under  the  supply  circular,  tbe  record  will  be  returned 
to  tbe  Purchase  Section  with  directions  to  make  such  allowances, 
altboiiRh  ttie  amount  thereof  may  be  small.  FBulfalo  Shirt  Co.,  Case 
No.  3023,  VIII  these  Dec,  98.) 

Where  It  Is  probable  from  a  review  of  the  re<'ord  that  claimant  ral^t 
be  able  to  aliow  that  it  was  ei)tltli'd  to  an  udiilfonal  award  for  items 
of  excessive  cost  of  articles  dplivercd  under  a  suspended  contrail, 
but  the  evidence  i'oiitiilne<l  in  the  record  is  not  such  na  to  enable 
this  Board  or  the  Purchase  Si-ctlon  to  setn^gate  from  the  cost  of 


from  the  cost 
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manufacture  Items  of  excessive  cost  due  to  items  for  wtdch  the 
GoTernment  Ib  not  liable,  claimant  will  be  given  an  <^portunlty  to 
file  an  amended  statement  and  also  will  be  given  opportunity  to 
present  to  tbe  Purchase  Section  evidence  in  support  thereof,  and  the 
record  will  be  returned  to  the  Purchase  Section  for  appropriate 
action.     (Buffalo  Shirt  Co..  Case  No.  3023,  VIII  these  Dec..  98.) 

Where  a  subcontractor  for  the  manufacture  of  walnut  gunstofks  enters 
into  agreements  with  producers  of  walnut  logs  and  aftei  the  eon- 
tract  of  the  prime  contractor  is  suspended  on  account  of  the  armi- 
stice, the  Ordnance  Claims  Board,  in  order  to  expedite  the  adjust- 
ment of  the  guustock  contracts,  enters  into  cancellation  agreements 
with  the  walnot-log,  producers  with  the  understanding  that  the 
amount  agreed  upon  In  settlement  will  he  paid  In  cash,  and  after- 
wards the  Ordnance  officers  and  agents  mgaged  in  effecting  settle- 
ment of  the  gUDstock  contracts  b;  oversight  omit  to  Include  the 
claims  of  the  walnut-log  producers  In  the  claim  of  tbe  subcontractor 
and  a  flnal  sttktutory  award  Is  made  tbe  prime  contractor,  the 
mistake  of  the  Ordnance  officers,  who  are  acting  both  for  the  Gov- 
ernment and  for  the  producers,  is  a  mutual  one.  and  because  of  such 
mistake  the  final  statutory  award  should  be  reopened  and  a  supple- 
mental award  made  for  tlie  amount  due  the  various  producers, 
(W.  D.  Ham,  Case  No.  3027.  VIII  these  Dec..  243.) 

Even  If  the  mistake  of  the  Ordnance  ofhcera  and  agmts  in  omitting 
the  producers'  claim  fnim  the  final  statutory  award  be  not  consid- 
ered as  a  mutual  mistake,  yet  under  Che  circumstances  of  this  case, 
where  the  producers  were  depending  upon  the  Ordnance  officers  to  do 
all  things  necessary  to  secure  paymeiit  of  the  amount  agreed  upon 
as  damages  arising  from  the  cancellation  of  their  contracts,  the  flnal 
statutory  award  made  to  the  prime  contractor  should  be  reopened 
and  a  supplemental  award  made  for  the  various  amounts  due  tbe 
producers.  Such  supplemental  award  is  uecesaar;  to  complete  the 
adjustment  of  the  prime  contract  and  to  make  It  a  just  and  equitable 
settlement  within  the  meaning  of  the  Dent  Act.  (W.  I>.  Ham,  Case 
No.  3027.  VIII  these  Dec.,  243.) 

Where  an  entire  transaction  for  tbe  manufacture  of  chassis  involves 
s^iarate  orders  and  changes  In  sped  Scat  Ions,  and  tbe  dalm  Is  pre- 
sented based  on  the  «itlre  transaction  in  which  are  both  formal 
and  Informal  agreements,  and  a  certificate  "  C "  has  been  Issued 
by  the  Ordnance  Section  and  an  Item  award  made,  the  claim  will  be 
transmitted  to  the  Auditor  for  the  War  Department,  although  the 
particular  Item  Involved  in  the  appeal  arises  out  of  a  formal  con- 
tract and  formal  amendments,  and  the  Appeal  Section  will  not  under- 
take to  determine  the  question  of  Jurisdiction.  (Kissel  Motor  Car 
Co.,  Case  No.  3002,  VIII  these  Dec..  301.) 

Where,  under  the  circumstances  stated  in  paragraph  ],  a  claim  is 
to  be  transmitted  to  the  Auditor  for  the  War  Department  and  tbe 
contract  out  of  which  the  dispote  arises  provides  that  the  Secretary . 
of  War  shall  be  the  flnal  arbiter  of  disputes  under  the  contract,  the 
Appeal  Section,  acting  for  the  Secretary  of  War,  will  determine  the 
dispute  before  transmitting  the  claim  to  the  auditor.  (Kissel  Motor 
Oar  Co.,  Case  No.  3002,  VIII  these  Dec.,  801.) 
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Tills  I!oui-d  nr  fliiy  otiier  cIbIiiik  Ixmnl  liaa  no  iuit!iority  to  demand  that 
clulninnt  ahnll,  lis  n  condition  precedent  to  any  offer  of  settlement 
or  tiwflrd,  Milmilt  relcuses  fnitii  all  its  aultcontructors.  The  pro- 
visions of  llie  Dent  bill  only  require  that  bt'fore  the  pujnient  of  the 
awBnl  slinll  huHi  relesi^eti  l>e  siibiuUt«d.  (P*or  Htatement  of  fact. 
Bee  C.ise  No.  SKW,  Vol.  V,  p.  *51.)  (Porter  Bros.  &  Collins.  Cnse 
Nn.  2874,  VIll  tlipue  Dec.,  264.) 
A  settlement  agreement  providing  for  the  termination  of  a  contract  for 
the  rasniifaoture  of  cbemlcnls,  though  aliened  by  the  contractor  and 
a  represeutiitivc  of  the  Government,  doea  not  give  the  contractor  any 
vested  rlgbtH  until  finally  approved  by  a  bureau  board,  where  the 
settlement  contract  provides  tbat  It  shall  have  no  h:ndlng  effect  until 
approved  by  the  bureau  boai'd.  Under  such  clrciunstances  [lie  sus- 
pended contract  should  be  adjusted  under  the  supply  circulars. 
(U.  S.  IndUHtrlal  Chemical  Co,.  Case  No.  3042,  VIII  these  Dec.,  Tftl.) 

PRODDCTION,  RTIMi:i,ATION. 

PROFITS,  PROSPECTIVE. 

PROMISE. 

Pbomise  of  Contbact, 

PROSPECTIVE  PROFITS. 

PROXY-SIGNED  CONTRACTS. 


QUANTUM  MEIIUIT. 
QUANTUM  VALUBAT, 

B. 

RECOMMENDATION,  ' 

Rkcomuknoatio.")  Doks  Not  Coxm 
See  CONTRACTS.  What 
Kecomubnd.vtiok  of  Co  STB  act, 
RECOVERY  FOR  RE.rECTED  ARTIOI-ES  IN  EXISTENCE. 
REFORMATION  OF  CONTRACTS. 

See  CONTRACTS,  Rkformatiox. 
REIMBURSEMENT. 

Rep  COSTS,  Exi'oimbstal;  .TURISDICTION ;  U>SS  N<Ki'  SUS- 
TAINED. 
RELEASE. 
REPAIRS. 
REPRESKNTATION. 

Reprksbntatio.n  of  Oovfrsmknt  Ni:ki>«. 
Scr  CONTRACTS.  Lmpueo. 

ItEPKI  SKNTATION     KWlAnUlM:    FlHTHKK   OltllKliH. 

RIGHTS. 

RltHTH  OF  PABTIFS. 

Scr  CONTRACTS,  CiixsTRvdicN. 


SALARIES, 

SKCUKTAItY   OP   \VA1{.  JURISDICTION. 

Sec  .lUItlSDICTION. 
SlirrTLEMENT  CONTRACTS. 
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SPECIAL  PACILITIES. 

See  CONTRACTS.  CoNSTRrmoN. 

SPECIPICATIONa 

STIMULATION  OP  PRODUCTION. 

SUBCONTRACTORS. 

When  the  orlgjoal  contract  cootalns  a  termination  clause  and  s  sifl*- 
CMitract  refers  to  and  adopts  the  prime  contract,  tiie  aubcontractor  In 
eatitled  to  an  adjustment  of  his  claim  under  and  In  i 
with  the  provlnloDS  of  the  prime  contract  In  cuse 
the  United  States  of  the  work  under  the  prime  contracL  (Harry  K. 
Hann.  to  belialf  of  Wiilker  Electric  &  Plumbing  Co.,  Case  No.  3053, 
VIII  these  Dec..  »48.) 

SUSPENSION. 

SUBPKNSIOK    ANU    ItKIMnVRSKMKNT   OK   CONTBACT. 

SrSPENSIOIf  OB  Canceluition. 


TICRMI  NATION. 

TtcBuinATim  1*801  r-S  10  NKD  Contkact. 

TERU  I  NATION   ClJlDHE,   CoNBTRrCTION, 

See  CONTRACTS.   Coni 
Tkhiiination  of  Cokthact. 
TIME  LIMIT  FOR  FILING  CLAIMS. 

See  JURISDICTION. 
TITLE  PASSINO. 
TORTS. 


UNABSORBED  OVERHEAD  EXPENSES. 
UNAMORTIZED  FACILITIES. 

See  AMORTIZATION. 
UNLIQUIDATED  DAMAGED. 


W. 


WAIVER. 

The  duty  In  the  first  Instance  devolving  upon  claimant  to  fUmiah  a 
bond,  the  fact  that  performance  of  a  contract  Involving  exp«idltiires 
and  liabilities  was  commenced  without  giving  the  bond  and  with  the 
knowledge  of  the  United  States  does  not  constitute  a  waiver  of  tiie 
right  of  the  Government  thereafter  to  Insist  upon  the  bond  belns 
given  and  to  cancel  the  contract  for  fjiiiure  or  refusal  to  do  so. 
(We«t  Coast  Shipbuilding  Co.,  Case  No.  220G,  VIII  these  Dea,  470.» 
WAGES,  BBLOW  STANDARD. 
WOBK.  ADDITIONAL. 

See  CONTRACTS,  Implikd. 
WRITTEN  CONTRACT. 

See  CONTRACTS.  Wbitten. 
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